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REPORT 

OP 

THE   CHIEF  OF  ENGINEERS, 

UNITED    STATES    ABMY. 


War  Department, 
Office  of  the  Chief  op  Engineers, 

Washington,  September  S9,  1909. 
Sir:  I  have  the  honor  to  present  for  your  information  the  follow- 
ing report  upon  the  duties  and  operations  of  the  Engineer  Depart- 
ment for  the  fiscal  year  ending  June  30,  1909. 

OFFICERS   OF   THE   CORPS   OF   ENGINEERS. 

The  number  of  officers  holding  commissions  in  the  Corps  of  Engi- 
neers at  the  end  of  the  fiscal  year  was  183,  a  net  increase  during  tne 
year  of  11. 

Since  July  1, 1908,  the  Corps  of  En^neers  has  lost  4  of  its  officers — 
Col.  Thomas  W.  Symons,  who  was  retired  from  active  service  on  July 
28,  1908,  upon  his  own  application,  under  the  provisions  of  section 
1243,  Revised  Statutes,  after  more  than  thirty-seven  j^ears'  service; 
Col.  Richard  L.  Hoxie,  who  was  retired  from  active  service  on  August 
7,  1908,  under  the  reauirements  of  the  act  of  ConCTess  approved  June 
30,  1882,  and  placed  upon  the  retired  list  of  tne  army  with  rank 
of  brigadier-general,  under  the  provisions  of  the  act  of  Congress 
approved  April  23,  1904;  Col.  Milton  B.  Adams  and  Col.  Ernest  H. 
Kuffner,  who  were  retired  from  active  service  April  11,  .1909,  and 
June  24,  1909,  respectively,  under  the  requirements  of  the  act  of 
Congress  approved  June  30,  1882.  There  were  added  to  the  Corps 
of  Engineers  during  the  fiscal  year,  by  the  assignment  of  graduates 
of  the  United  States  Military  Academy,  15  second  lieutenants,  whose 
commissions  date  from  June  11,  1909. 

On  the  30th  of  June,  1909,  the  distribution  of  officers  of  engineers 
according  to  their  duties  was  as  follows: 

Chief  of  Engineers,  in  command  of  the  Engineer  Department,  etc 1 

Assistants  to  the  Chief  of  Engineers 7 

River  and  harbor  work  and  The  Board  of  Engineers 1 

River  and  harbor  work,  The  Board  of  Engineers,  and  the  Light-House  Board  .  •   1 

River  and  harbor  work,  The  Board  of  Engineers,  and  fortifications 1 

River  and  harbor  work 15 

River  and  harbor  work  and  fortification  work 18 

River  and  harbor  work  and  light-house  duty 8 
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River  and  harbor  work,  fortification  work,  and  light-house  duty 6 

River  and  harbor  work  and  chief  engineer  officers,  military  departments 6 

River  and  harbor  work,  fortification  work,  and  Washington  Aqueduct 2 

Engineer  secretary  to  tne  Light-House  Board 1 

On  dut^  on  and  under  the  Panama  Canal  Commission 13 

At  Engineer  School,  Washington  Barracks,  D.  C,  and  with  troops  stationed 

there 22 

On  duty  at  the  service  schools^  Fort  Leavenworth,  Kans 3 

With  the  government  of  the  District  of  Columbia 3 

River  and  harbor  work,  fortification  work,  light-house  duty,  and  command  of 

engineer  troops  in  the  Hawaiian  Islands 

On  duty  with  troops  at  Fort  Leavenworth,  Kans 1 

Public  buildings  and  grounds,  District  of  Columbia 

Fortification  work  and  chief  engineer  officer,  Philippines  Division 

Assistant  chief  engineer  officer,  in  charge  of  military  mapping,  Philippine 

Islands 

On  duty  at  the  Army  War  College 

On  the  General  Staff 

On  duty  at  the  United  States  Military  Academy 10 

On  leave  of  absence 

Fortification  work  in  the  United  States 

On  duty  with  troops  in  Hawaiian  Islands 

On  duty  with  troops  in  and  en  route  to  the  Philippine  Islands 

Road  work  in  Alaska 

Superintendent  of  the  State,  War,  and  Navy  building 

On  duty  with  troops  at  Vancouver  Barracks,  Wash 

In  chaige  of  the  improvement  of  the  Yellowstone  National  Park 

Fortification  work  in  the  Philippine  Islands 

On  duty  with  United  States  cavalry  team,  national  match 

^  On  survey  duty  in  the  Yosemite  National  Park 

Absent,  sick z 

On  graduation  leave  of  absence 15 


Total. 


183 

The  above  table  shows  that  out  of  a  total  of  183  officers,  only  48, 
or  approximately  26  per  cent,  were  on  duty  wholly  under  the  con- 
trol of  the  Chief  of  Engineers;  23,  or  12  per  cent  more,  were  per- 
forming some  duty  under  the  control  of  the  Chief  of  Engineers,  wnile 
at  the  same  time  performing  other  duties  under  various  other  branches 
of  the  Government;  while  93,  or  50  per  cent  of  the  entire  corps,  were 
on  duty  entirely  detached  from  the  control  and  supervision  of  the 
Chief  of  Enjrineers;  in  addition,  15  were  on  graduation  leave  from 
the  United  States  Military  Academy,  2  were  absent  sick,  and  1  was 
on  leave  of  absence  granted  by  the  inilitary  authorities. 

With  regard  to  the  character  of  the  duties  performed,  44  officers 
were  engaged  on  nonmilitary  duty  exclusively;  77  on  military 
duty  exdusively;  while  36  were  pertorming  both  military  and  non- 
military  duty.  The  diversified  character  of  the  duties  assigned  to 
the  Corps  of  Engineers  is  well  shown  by  this  table. 

As  pointed  out  in  my  last  annual  report,  the  duties  devolving 
upon  tne  Corps  of  Engineers  are  increasing  year  hj  year.  The  corps 
is  now  charged  with  the  construction  and  repair  of  fortifications; 
the  superintendence  and  execution  of  works  of  river  and  harbor 
improvements;  the  construction  and  repair  of  light-houses  in  the 
United  States,  Alaska,  and  Hawaii;  the  water  supply,  municipal 
engineering,  care  of  public  buildings  and  grounds,  and  a  share  in  the 
government  of  the  capital  city  of  the  United  States;  the  improve- 
ment of  the  Yellowstone  National  Park;  the  survey  of  the  northern 
and  northwestern  lakes;  the  mining  and  debris  commission  of  the 
State  of  California;  the  chairmanship  and  majority  membership  of 
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the  Panama  Canal  Commission  and  the  execution  of  work  under 
this  commission;  all  of  which  involve  the  expenditure  of  many 
millions  of  dollars  annually;  and,  in  addition,  various  other  duties, 
such  as  the  command  of  three  battalions  or  engineer  troops,  the 
supervision  of  military  engineering,  reconnaissance  and  survey  work 
in  the  several  military  departments,  road  work  in  Alaska,  a  geodetic 
survey  in  the  Philippine  Islands,  attendance  at  the  War  College, 
instruction  in  the  service  schools  and  at  the  Military  Academv, 
membership  in  the  General  Staff,  duty  on  various  important  boards, 
and  extensive  surveys  connected  with  proposed  river  and  harbor 
work  and  with  the  land  defense  of  our  seacoast  fortifications. 

There  is  every  reason  to  believe  that  this  increase  in  the  demands 
upon  the  corps  will  continue.  Interest  in  the  improvement  of  the 
waterways  ol  the  country  is  increasing,  and  the  demand  for  the 
inauguration  of  large  projects  is  becoming  continually  more  press- 
ing. The  intracoastal  waterway  survey,  the  extensive  surveys  of 
the  Ohio  River,  the  investigation  for  an  improved  channel  in  the 
Mississippi  River,  besides  a  large  number  ot  preliminary  examina- 
tions ana  surveys  ordered  by  the  river  and  harbor  act  of  March  3, 
1909,  throw  adcutional  burdens  upon  the  corps,  already  charged  with 
many  and  varied  works  of  improvement,  while  the  Panama  Canal 
contmues  to  claim  the  services  of  more  than  7  per  cent  of  its  officers. 

Aiong  with  the  increasing  demands  of  nonmilitary  work  has  frown 
the  demand  for  officers  and  men  to  perform  the  strictly  muitary 
duties  of  the  corps.  Engineer  officers  and  troops  are  now  engaged 
in  making  extensive  military  surveys  in  the  Departments  ot  the 
East,  the  Columbia,  and  Camomia,  and  in  the  Philippines  and  in 
Hawaii,  and  calls  for  similar  services  have  come  from  other  points. 
Fortification  work  is  actively  in  progress  in  the  Philippines  and  in 
Hawaii,  as  well  as  in  this  country.  The  General  Staff,  the  command 
of  the  engineer  troops,  the  War  College,  the  service  schools,  and  the 
Military  Academy  all  continue  to  demand  their  quota  of  the  corps. 

The  increasing  demands  of  these  various  classes  of  duties,  both 
military  and  nonmilitary^  have  been  met  by  increasing  the  duties 
and  responsibilities  of  individual  officers,  and  the  assignment  of  extra 
work  to  many  officers  already  overburdened.  In  several  cases,  it 
has  become  necessary  to  combine,  under  one  head,  two  engineer 
districts,  each  of  which  is  of  sufficient  importance  and  complexity 
to  require  the  undivided  attention  of  one  officer.  In  several  cases, 
a  single  officer  is  in  charge  of  important  river  and  harbor  work,  or 
light-house  construction,  and  of  fortification  work,  diverse  duties, 
each  requiring  its  own  special  knowledge  and  forms  of  procedure. 
In  addition,  these  officers  are  called  upon  to  serve  on  various  impor- 
tant boards,  entailing,  in  many  cases,  not  only  executive  work,  out 
a  large  amoimt  of  individual  research.  Under  these  circumstances 
it  is  growing  more  and  more  difficult  for  the  officers  of  the  corps  to 
devote  to  each  of  the  various  works  in  their  charge  the  proper  amount 
of  detailed  consideration  and  study.  It  has  abo  become  necessary 
to  largely  diminish  the  former  practice  of  assigning  young  officers  to 
duty  m  the  various  engineer  districts  as  assistants  to  older  officers, 
in  order  that  they  may,  by  observation  and  practice,  become  fitted 
to  assume  charge  of  important  construction  work  in  their  turn.  It 
has  become  necessary,  m  several  cases,  to  assign  to  the  responsible 
charge  of  an  engineer  district  a  young  officer  who  has  had  no  previous 
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experience  on  such  work.  Similariy,  engineer  companies  have  been 
left  for  long  periods  under  the  command  of  young  second  lieuten- 
ants only  a  year  or  two  out  of  the  Military  Academy,  for  want  of 
captains  who  could  be  assigned  to  their  command. 

Since  1897  the  authorize  stren^h  of  the  Corps  of  Engineers  has 
been  three  times  increased.  Prior  to  that  year  the  authorized 
stren^h  was  109  officers  of  all  grades,  this  having  been  the  organiza- 
tion since  the  year  1866.  In  1898,  to  meet  the  demands  of  the  war 
with  Spain,  the  authorized  stren^h  was  increased  to  127.  By  the  act 
of  February  2,  1901,  the  second  increase  was  authorized,  adding  33 
officers  to  the  authorized  strength :  but  at  the  same  time  the  number 
of  engineer  troops  was  increased  nrom  one  battalion  of  4  companies, 
to  three  battaUons  of  4  companies  each,  demanding  the  services  of 
30  additional  officers  with  the  new  battalions.  The  new  troops  thus 
absorbed  practically  the  entire  authorized  increase  in  the  number  of 
officers;  and  as  the  increase  in  officers  was  confined  to  the  grades  of 
captain  and  Ueutenant — 5  in  the  former,  and  28  in  the  latter  grade — 
whereas  the  troops  required  the  assignment  of  2  additional  majors 
and  8  additional  captains  to  command  the  new  battaUons  and  com- 
panies, the  practical  result  of  the  increase  was  a  diminution  of  5  in 
the  number  of  officers  of  experience  available  for  construction  work. 
This  effect  was  emphasized  by  the  fact  that  as  the  Corps  of  Engi- 
neers is,  bv  law,  recruited  entirely  from  CTaduates  of  the  United  States 
Military  Academy,  it  proved  impossible  to  obtain,  at  once,  the  full 
number  of  officers  to  ml  the  newly  created  positions^  so  that  the  net 
result  of  the  legislation  was  an  immediate  and  considerable  diminu- 
tion in  the  number  of  officers  of  all  grades  below  that  of  lieutenant- 
colonel  available  for  assignment  to  construction  work.  By  the  act 
of  April  23,  1904,  the  corps  was  increased  to  its  present  authorized 
strength  of  188  officers.  The  same  difficulty  was  at  first  experienced 
in  filhng  the  original  vacaiicies  created  by  this  act,  but  this  has  now 
been  largely  overcome,  and  hereafter  the  corps  may  be  kept  at  full 
strength. 

Each  of  the  increases  mentioned  above  was  immediately  ab3orbed 
by  the  increased  duties,  which  had  been  the  reason  for  the  increase, 
or  which  had  accompanied  it.  There  are  now  183  officers  holding 
commissions  in  the  Corps  of  Engineers,  as  compared  with  111  on  Jime 
30,  1897;  but  the  number  of  officers  now  on  duty  under  the  exclusive 
control  of  the  Chief  of  Engineers  is  but  48,  as  compared  with  71  in 
1897;  while  the  number  of  officers  now  on  duty  beyond  the  control 
of  the  Chief  of  Engineers  is  93,  as  compared  with  27  in  1897.  In  addi- 
tion, 23  officers  are  now  performing  some  duties  imder  the  Chief  of 
Engineers  and  some  imder  other  authority,  as  compared  with  12  in 
1897.  The  net  result  has  been  an  actual  and  substantial  decrease  in 
the  number  of  officers  available  for  carrying  on  the  river  and  harbor 
and  other  construction  work  of  the  corps,  which  has  increased  enor- 
mously in  this  period  of  12  years.  This  effect  is  largely  due  to  the 
increase  in  the  strictly  miUtary  duties  of  the  corps.  In  1897  18  officers 
were  engaged  solely  on  duties  of  this  character  and  47  upon  such 
duty  in  addition  to  nonmiUtary  duties,  while  in  1909  77  officers  were 
ei^aged  on  miUtary  duty  exclusively,  and  36  others  were  performing 
military  duty  in  addition  to  other  work. 

Under  these  circumstances,  I  repeat  the  recommendation  made  in 
my  last  report  that  the  authorized  strength  of  the  corps  be  increased 
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by  at  least  60  oflScers,  this  increase  bein^  absolutely  necessary  to  pro- 
vide a  proper  organization  of  the  corps  tor  carrying  on  the  work  now 
devolving  upon  it.  As  stated  in  my  last  year's  report^  this  increase 
should  be  effected  in  the  grades  above  that  of  second  heutenant,  the 
present  authorized  number  of  second  lieutenants  being  sufficient  for 
the  performance  of  duties  properly  assignable  to  officers  of  that  grade. 
A  bill  originating  in  the  Kiver  and  Harbor  Committee  of  the  House 
of  Representatives  was  introduced  at  the  last  session  of  Congress, 
providing  an  increase  of  60  officers,  distributed  among  the  grades  in 
such  a  maimer  as  to  make  the  proportion  of  field  officers  in  the  Corps 
of  Engineers  approach  more  closely  to  that  in  the  other  permanent 
staff  corps,  adding  to  the  corps  5  colonels,  6  Ueutenant-colonels,  19 
majors,  17  captains,  and  13  fixst  Ueutenants. 

This  increase  in  the  number  of  officers  in  the  corps  is  regarded  as 
absolutely  necessary  to  meet  the  existing  conditions  in  time  of  peace. 
In  the  event  of  war  with  a  first-class  power,  the  full  number  of  officers 
recommended  will  be  necessary  for  the  proper  discharge  of  the  military 
duties  of  the  Corps  of  Engineers,  embracing  military  reconnaissance 
and  mapping,  laying  out  of  camps,  the  planning  and  superintendence 
of  defensive  and  oflSnsive  works  by  the  troops,  the  construction  and 
repair  of  military  roads^  railroads,  and  bndges,  demolitions,  si^e 
works,  and  the  construction  and  repair  of  seacoast  fortifications.  In 
time  of  peace  this  full  number  of  officers  will  be  profitably  engaged  in 
the  direction  and  execution  of  public  engineering  works,  thereby  not 
only  affording  a  well-trained  and  well-regulated  organization  for  the 
conduct  of  these  works,  but,  at  the  same  time,  per&ting  themselves 
in  the  principles  of  engineering  and  the  practice  of  administration 
imder  government  methods  and  accounting,  and  thus  preparing 
themsehres  for  greater  usefulness  in  war.  If  provision  is  made  for  the 
payment  of  engmeer  officers,  while  engaged  on  river  and  harbor  work, 
from  the  appropriations  for  such  works^  the  increase  above  recom- 
mended will  be  attended  bv  no  increase  m  the  appropriations  for  the 
support  of  the  army.  The  increase  over  the  present  authorized 
strength  should  be  extended  over  a  period  of  about  five  years,  by  pro- 
viding that  only  about  one-fifth  of  tne  original  vacancies  createa  snail 
be  filled  in  each  year,  thus  effecting  a  ^raoual  expansion  and  avoiding 
the  difficulties  inherent  in  the  immediate  entry  and  assimilation  of  so 
large  an  amount  of  new  material. 

ENGINEER    TROOPS, 

The  increase  in  officers  referred  to  above  is  the  number  considered 
necessary  for  properly  carrying  on  the  work  now  devolving  upon  the 
Corps  of  Engineers,  and  takes  no  account  of  a  possible  increase  in  the 
number  of  engineer  troops.^  In  my  last  annual  report,  I  pointed  out 
the  fact  that  any  further  increase  in  the  engineer  troops  should  be 
accompanied  by  a  corresponding  increase  in  officers,  in  order  to  avoid 
the  necessity  for  withdrawing  ^om  construction  work  the  necessary 
officers  for  duty  with  the  admtional  battalions^  which  has  heretofore 
8o  handicapped,  the  civil  work  of  the  corps.  It  is  understood  that  this 
aubject  is  imder  consideration  by  the  General  Staff,  and  that  this  body 
will  recommend,  in  due  time,  an  appropriate  organization  of  engineer 
troops,  with  suitable  provision  for  both  officers  and  men. 
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The  necessity  for  an  increase  in  the  number  of  engineer  troops  was 
recognized  during  the  calendar  year  1907  by  the  issuance  of  (jeneral 
Orders,  No.  199,  War  Department,  September  25,  1907,  putting  the 
engineer  troops  on  a  war  oasis,  and  authorizing  the  recruiting  (^  the 
companies  to  the  full  war  strength  of  164  men.  For  reasons  explained 
later  in  this  report,  it  has  been  found  difficult  to  raise  these  companies 
to  their  full  authorized  strength. 

NONCOMMISSIONED    OFFICERS    OP    ENGINEERS. 

In  my  last  report  I  recommended  the  establishment  of  certain 
higher  grades  of  noncommissioned  officers  in  the  Corps  of  Engineers, 
comparable  to  those  in  certain  other  branches  of  the  service,  stating 
my  reasons  for  this  recommendation.  The  experience  of  another 
year  has  only  emphasized  the  necessity  for  some  such  measures  as 
were  then  recommended,  in  order  that  the  engineer  troops  may  con- 
tinue to  attract  and  to  hold  the  class  of  men  necessary  for  the  proper 
execution  of  the  varied  works  which  they  are  called  upon  to  perform. 
The  extensive  miUtarv  surveys  in  this  country  and  in  the  island  pos- 
sessions, the  proper  handling  of  explosives,  photography  and  map 
reproduction,  drafting,  the  supervision  and  direction  or  working  par- 
ties, both  or  troops  and  of  civilian  labor,  the  thorough  practical 
knowledge  of  fielaworks,  military  bridges,  ponton  bridges,  demo- 
litions, military  mining^  and  road  construction,  all  of  which  fail 
within  the  duties  of  engineer  troops,  demand  long  and  careful  train- 
ing, combined  with  technical  skill  in  the  mechanical  trades,  and 
presuppose  a  high  grade  of  enlisted  men.  This  grade  of  men 
is  no  longer  attracted  to  the  engineer  troops.  The  work  of  this 
branch  of  the  service  is  arduous,  and  pay  and  opportunities  for 
advancement  are  no  longer  such  as  to  attract  the  b^t  men.  Engi- 
neer troops  are  expected  and  rec^uired  to  perform  all  the  usual 
post  duties,  to  be  well  trained  in  infantry  maneuvers  and  in  rifle 
practice,  to  understand  the  handling  of  horses  and  mules,  and  in 
addition  to  be  thoroughly  trained  m  their  own  special  technical 
duties.  Men  about  to  enlist  are  guided  largely  in  their  choice  of 
a  branch  of  the  service  by  the  relative  opportunities  of  advance- 
ment offered  in  the  several  branches,  as  well  as  by  the  relation 
between  the  character  of  the  work  and  the  compensation  received. 
If  the  engineers  are  to  continue  to  attract  the  grade  of  men  needed 
to  properly  perform  the  duties  of  this  branch,  they  must  offer  oppor- 
tunities 01  advancement  at  least  equal  to  those  of  the  other  tech- 
nical branches  of  the  service,  such  as  the  Coast  Artillery  and  the  Signal 
Corps.  Under  present  conditions,  not  only  do  the  better  and  more 
intelligent  class  of  men  hesitate  to  enlist  in  the  engineers,  but  the 
engineers  are  subject  to  a  steady  drain  of  their  best  men.  through 
renisal  to  reenlist  on  discharge,  throuffh  discharge  by  purcnase,  and 
through  transfer  to  other  brancnes  of  the  service,  where  easier  service 
is  rewarded  by  almost  equal  pay.  It  is  believed  that  if  the  efficiency 
of  the  engineer  troops  is  to  be  kept  up  to  the  high  standard  demanded 
and  expected  of  them  these  conditions  must  be  remedied  by  increas- 
ing the  opportunities  of  promotion  for  good  men  and  by  the  creation  of 
additional  higher  grades  as  a  reward  for  special  excellence.  As 
the  technical  duties  of  engineer  troops  require  the  frequent  detach- 
ment of  small  parties,  or  of  individuals,  for  special  duties,  or  for  the 
supervision  of  working  parties,  the  exact  proportion  between  the 
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number  of  privates^  corporals,  and  sergeants,  based  upon  the  number 
of  squads  and  sections  m  the  company,  is  not  applicable.  Further- 
more, the  care  of  the  ponton  trains,  tool  wagons,  mules,  and  horses 
of  mounted  sections  requires  wagoners,  artificers,  saddlers,  black- 
smiths, and  farriers. 

The  number  of  cooks  allowed  to  an  engineer  company  should  also 
be  increased,  as  the  number  now  authorized — two  for  a  company  of 
164  men — ^is  too  small  for  the  performance  of  their  duties.  This 
number  is  the  same  as  is  allowed  to  a  company  of  65  men  in  the  cav- 
alry and  infantry,  to  a  company  of  109  men  in  the  Coast  Artillery 
Corps,  and  to  the  peace  strength  of  100  men  in  an  engineer  company. 
In  the  field  artillery  (lieht),  three  cooks  are  allowed  to  a  battery  of 
133  men,  and  in  the  field  artillery  (horse),  three  cooks  to  a  battery 
of  150  men,  while  in  the  provisional  organization  of  a  signal  corps 
company,  four  cooks  are  allowed  to  150  men.  This  latter  number 
is  regarded  as  necessary  for  an  engineer  company  of  164  men,  espe- 
cially in  view  of  the  fact  that  detachments  of  considerable  size  are 
often  separated  from  the  company  on  special  service  requiring  the 
services  of  a  cook  with  each  detachment,  as  well  as  at  the  headquarters 
of  the  company. 

The  designation  of  the  present  grade  of  "private,  second  class," 
should  be  (Sian^d  to  "private,"  as  the  description  "second  class"  is 
distasteful  to  tne  men,  and  is  unnecessary  to  distinguish  this  grade 
from  that  of  "private,  first  class."  This  change  would  also  empha- 
size more  clearly  the  fact  that  appointment  as  private,  first  class,  is  a 
promotion  in  grade,  and  not  merely  an  increase  in  pav. 

I  therefore  recommend  the  following  changes  in  the  organization 
of  the  enlisted  personnel  of  the  Corps  oi  Engineers: 

That  there  be  added  to  the  noncommissioned  staff  of  each  battalion 
1  battalion  commissary-sergeant,  1  color-sergeant,  and  1  train- 
sergeant,  with  the  rank  and  pay  of  the  present  battalion  sergeants- 
major,  and  1  trumpeter-corporal  with  rank  and  pay  of  corporal  of 
engineers. 

That  there  be  added  to  each  company  of  engineers  10  sergeants. 
first  class,  with  the  rank  and  pay  of  sergeants,  first  class,  in  the  Signal 
Corps,  and  electrician-sergeants,  first  class,  in  the  Coast  Artillery 
Corps;  2  mechanics,  2  wagoners,  2  farriers,  1  blacksmith  and  1  saddler, 
with  me  rank  and  pay  of  corresponding  grades  in  the  Coast  Artillery 
Corps  and  in  the  cavalry:  and  that  the  nrst  sergeants  and  company 

Siaxtermaster  sergeants  have  the  rank  and  pay  of  sergeants,  first 
ass. 

That  the  number  of  sergeants  in  each  engineer  company  be  in- 
creased to  22,  the  number  or  corporals  to  26,  and  the  numoer  of  cooks 
to  4;  that  the  number  of  privates,  first  class,  be  reduced  to  36,  and 
that  the  designation  of  the  grade  now  designated  as  "private,  second 
class,"  be  changed  to  "private,"  and  the  number  reduced  to  54,  thus 
leaving  the  totS  strength  of  the  company  at  164  men,  as  at  present. 

I  repeat  my  recommendation  of  last  War,  that  there  be  established 
in  the  Corps  of  Engineers  a  ^ade  to  be  Known  as  "Military  overseer," 
or  "Enlisted  specialist,"  with  the  rank,  pay,  and  emoluments  now 
authorized  by  law  for  master  electrician  in  the  Coast  Artillery  Corps, 
aiid  master  signal  electrician;  that  the  authorized  number  of  such 
military  overseers  be  100,  and  that  they  be  assigned  to  duties  and 
statioiffi  upon  the  recommendation  of  the  Chief  of  Engineers;  one  to 
be  habitually  stationed  at  each  seacoast  fort,  as  foreman  of  engineer 
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construction  and  working  parties,  in  lieu  of  the  civilians  now  emplojred 
for  these  purposes;  and  the  remainder  to  be  assigned  to  duty  with 
the  various  engineer  companies,  for  the  performance  of  work  requir- 
ing special  skill.  Appointment  to  this  grade  should  be  reserved  for 
men  especially  expert  in  topography,  drafting,  photography,  lithog- 
raphy and  map  reproduction,  demolitions,  road  building,  military 
mining  or  field  engineering,  or  specially  qualified  as  overseers  on 
construction  work,  and  should  be  regulated  by  the  same  rules  and 
procedure  as  are  now  prescribed  for  appointment  to  the  grades  of 
master  electrician  in  tne  Coast  Artillery  Corps  and  master  signid 
electrician. 

THE    BOARD    OF    ENGINEERS. 

The  regulations  for  the  government  of  the  Corps  of  Engineers  pro- 
vide for  a  Board  of  Engineers,  consisting  of  not  less  than  tnree  oflScers 
designated  by  the  Chief  of  Engineers,  with  the  sanction  of  the  Sec- 
retary of  War.  This  Board  acts  in  an  advisory  capacity  to  the  Chief 
of  Engineers  upon  important  questions  of  engineering.  One  of  its 
principal  duties  is  to  plan  or  revise  the  projects  for  permanent  forti- 
ncations  of  the  Unitea  States. 

During  the  fiscal  year  the  Board  has  reported  upon  various  sub- 
jects connected  with  fortification  work. 

A  statement  of  the  composition  of  this  Board  during  the  last  fiscal 
year  will  be  found  in  its  report. 

(See  Appendix  No.  1.) 

FORTIFICATIONS. 

The  scheme  of  national  defense  upon  which  work  was  in  progress 
between  1888  and  1906  was  based  primarily  upon  a  report  submitted 
January  16,  1886,  by  the  Endicott  Board.  On  January  31,  1905,  the 
President  organized  a  board,  with  the  Secretary  of  War  as  president, 
to  review  the  projects  for  the  United  States  and  for  the  insular  pos- 
sessions, to  indicate  the  localities  where  defenses  are  most  urgently 
needed,  and  to  determine  the  character  and  general  extent  of  the 
defenses,  with  their  estimated  cost.  This  Board  is  known  as  the 
National  Coast  Defense  Board.  The  Board  submitted  its  final  report 
February  1,  1906. 

Permanent  seacoast  defenses  have  been  installed  at  the  following 
localities  in  the  United  States: 


1.  Kennebec  River,  Maine. 

2.  Portland,  Me. 

3.  Portsmouth,  N.  H. 

4.  Boston,  Mass. 

5.  New  Bedford,  Mass. 

6.  Nanagansett  Bay,  Rhode  Island. 

7.  Eastern    entrance    to    Long    Island 

Sound. 

8.  New  York,  N.  Y. 

9.  Delaware  River. 

10.  Baltimore,  Md. 

11.  Washington,  D.  C. 

12.  Hampton  Roads,  Virginia. 

13.  Cape  Fear  River,  North  Carolina. 


14.  Charleston,  S.  C. 
16.  Port  Royal,  S.  C. 

16.  Savannah,  Ga. 

17.  Key  West,  Fla. 

18.  Tampa  Bay,  Florida. 

19.  Pensacola,  Fla. 

20.  Mobile,  Ala. 

21.  New  Orleans,  La. 

22.  Galveston,  Tex. 

23.  San  Diego,  Cal. 

24.  San  Francisco,  Cal. 

25.  Columbia  River,  Oregon  and  Wash- 

ington. 

26.  Puget  Sound,  Washington. 


In  accordance  with  the/eport  of  the  Board  above  mentioned  addi- 
tional defenses  are  to  be  constructed  at  some  of  these  points  and  also 
at  the  entrance  to  Chesapeake  Bay  as  soon  as  funds  are  provided  by 
Congress. 
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Appropriations  for  construction  of  gun  and  mortar  batteries  have 
been  made  as  follows: 


Act  of— 

August  18,  1890 

February  24,  1891 

July  23,  1892 

February  18,  1803 

August  1,  1894 

March  2,  1895 

June  6,  1896 

March  3,  1897 

Allotments  from  the  ap- 
]>ropriation  for  "Na- 
tional defense,'*  act  of 
March  9, 1898 


$1,221,000.00 

760,000.00 

500,000.00 

50,000.00 

500,000.00 

500,000.00 

2,400,000.00 

3,841,333.00 


3,817,676.02 


Act  of— 

May  7,  1898 $3,000,000.00 

July  7,  1898 2,562,000.00 

March  3,  1899 1,000,000.00 

May25,  1900 2,000,000.00 

March  1,  1901 1, 615,000. 00 

June  6,  1902 2,000,000. 00 

March  3, 1903 2, 236, 425. 00 

Ajpril21,  1904 700,000.00 

May  27,  1908 300,000.00 

March  3,  1909 5,064.00 

Total 28,998,498.02 


The  following  table  shows  the  present  status  of  permanent  work 
completed  or  in  pr(^ress  with  funds  already  provided: 


Calibers. 


Provided 
for  by 

appropria- 
tions 

made  by 

CoDgresB. 


la-inch  mortars. 

16-inch  rifle 

14-iiich  rifles 

launch  rifles : 

KMnch  rifles 

S-lDCh  rifles 

6-iiicli  rapld-flre  guns 

6-ixich  rapld-flre  guns 

4.7-Inch  and  4-inch  rapid-flro  guns. 
8-tnch  rapld-flro  guns 


376 


107 

133 
70 

175 
53 
38 

254 


The  defensive  requirements  of  our  seacoast  may  be  subject  to 
change  to  meet  new  requirements  due  to  changes  in  commercial  and 
naval  vessels,  but  for  present  conditions  the  National  Coast  Defense 
Board  scheme  is  Sufficient.  It  carried  an  estimate  amounting  to 
$10,836,400  for  emplacement  construction  (not  including  electrical 
light  or  power  or  land  for  sites).  Appropriations  to  date,  since  the 
submission  of  the  report  of  the  Board,  aggregate  $305,064,  leaving 
$10,531,336  to  be  appropriated  for  these  purposes. 

Congress  at  its  last  session  provided  a  special  appropriation  of 
$5,064  to  cover  the  cost  of  Engmeer  Department  changes  in  an  em- 
placement to  enable  the  Ordnance  Department  to  substitute  for  an 
existing  carriage  of  old  and  experimental  type,  one  that  is  uniform 
with  the  other  two  carriages  emplaced  in  the  same  three-gun  battery. 
This  work  is  well  under  way  and  its  early  completion  is  expected. 

At  the  close  of  the  fiscal  vear  the  statiis  of  emplacements  for  which 
funds  have  been  provided  by  Congress  is  as  follows: 


IMnch 
mortars. 

12-inch. 

10-inch. 

8-Inch. 

Rapid- 
Are. 

Oons  mounted 

876 

a  105 

6126 

7 

C97 
2 

4434 

Ready  for  armament 

«83 

Under  construction 

3 

4 

Total 

376 

107 

133 

90 

621 

•Titf hilling  2  guns  on  hydraulic  lifts,  now  dismounted. 
^Incktdlng  original  experimental  10-inch  carriage,  now  dismounted. 

clneliiding  26  which  have  been  dismounted  since  the  war  with  Spain,  3  which  are  now  temporarily 
mounted,  and  3  which  have  been  dismounted  for  emplacement  elsewhere. 


1 70  6-poanderB  not  requiring  permanent  emplacements. 
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At  the  close  of  the  previous  fiscal  year  there  were  reported  mounted: 


12-inch 
mortars. 

la-inch. 

lO-InclL 

Much, 

Rapid- 
fire. 

876 

105 

126 

94 

406 

A  comparison  of  the  last  two  tables  shows  an  increase  during  the 
year  in  guns  actually  available  for  service  of  3  8-inch  guns  and  28 
rapid-fire  guns. 

The  following  table  shows  that  the  Engineer  and  Ordnance  de- 
partments have  worked  in  harmony,  the  number  of  gun  carriages 
and  emplacements  being  the  same  except  where  extra  carriages  are 
needed  for  purposes  other  than  seacoast  defense: 


Type  of  gun  or  carriage. 


Total 
emplace- 
ments 
provided. 


12-lnch  mortar  carriages,  model  1896 

13-lnch  mortar  carriages,  model  1891 

12-inch  disappearing  carriages,  L.  F.,  model  1901 

12-inch  disappearing  carriages,  L.  F.,  model  1897 

12-inch  disappearing  carriages,  L.  F.,  model  1806 

12-inch  gunAln  carnages,  altered  to  nondisappearlng 

12-inoh  gmi-lif  t  carriages,  model  1801 

12-inch  nondisappearlng  carriages,  model  1892 

10-Inch  disappearing  carriages,  A.  R.  F.,  model  1806 

10-inch  disappearing  carriages,  L.  F.,  model  1901 

10-Inch  disappearing  carriages,  L.  F.,  model  1896 

10-inch  disappearing  carriages,  L.  F.,  model  1894 

10-inoh  nondisappearing  carriages,  model  1893 

8-inch  disappeanng  carriages,  L.  F.,  model  1896 

8-inch  disappearing  carriages,  L.  F.,  model  1894 

8-lnch  nondisappetfing  carriages,  model  1892 

154nch  smoothbore  carriages  altered  for  8-inch  rifles 

6-inch  d  isappearing  carriages,  model  1905 

6-inch  disappearing  carriages,  model  1903 

6-inch  disappearing  carriaees,  model  1898 

6-inch  rapid-fire  (vickers  Son  &  Maxim),  pedestal  mounts 

6-lnch  rapid-fire,  pedestal  mounts,  model  1900 

6-inch  balanoed-plllar  mounts,  model  1806 

6-inch  pedestal  mounts,  model  1903 

4.7-incn  n^id-fire  (Armstrong  pattern),  pedestal  mounts. . 
4.7-inch  rapid-fire  (Schneider  pattern),  pedestal  mounts. . . 

4-inch  rapid-fire  (Driggs-Schroeder),  pedestal  mounts 

3-lnch  balanoed-pillar  mounts 

3-inch  casemate  mounts 

3-inch  pedestal  mounts,  model  1902 

3-inch  pedestal  mounts,  model  1903 

2.24-inch  rapid-fire  field  carriages  and  rampart  mounts 


(P) 


296 
80 
13 
35 
27 

2 
d2 
28 

3 
12 
74 
35 

9 

Oil 

025 

*9 

121 

4 
90 
29 

8 
44 
82 
22 
33 
•  l 

4 
0114 

2 
60 
78 


a  Two  at  Sandj  Hook  Proving  Ground, 
ft  One  in  use  at  West  Point;  4  in  storage. 
c  One  has  been  altered  for  use  at  Proving  Ground. 
d  Armament  dismounted. 

<  One  carriage  is  the  original  experimental  one  for  this  caliber  of  gun,  and  has  been  put  out  of  service 
at  the  instance  of  the  Coast  Artillery  Corps. 
/  One  at  Sandy  Hook  Proving  Ground. 

0  One  emplacement  originally  ouilt  for  experimental  carriage  altered  to  receive  a  carriage  of  model  1806. 
*  One  carriage  Is  the  original  experimental  one  for  this  caliber  of  gun,  and  has  been  put  out  of  service. 

i  One  at  Sandy  Hook  Proving  Ground. 

y  One  at  West  Point  and  1  at  Sandy  Hook  Proving  Ground. 

ft  Five  temporary;  armament  removed  from  3. 

1  Temporary;  armament  removed  from  20. 
«  Temporary;  armament  removed. 

«  Two  at  Sandy  Hook  Proving  Ground;  4  at  Watertown  Arsenal, 
o  Two  without  armament. 
9  Movable  mounts. 
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Modernizing  older  emplacements. — ^The  fortification  appropriation 
act  approved  March  3,  1909,  provided  the  sum  of  $100,000  for  mod- 
ernizing older  emplacements.  This  sum  is  being  applied  in  continu- 
ing the  installation  of  mechanical  devices  to  facilitate  the  supply  of 
ammunition  from  the  magazines  to  the  loading-platform  level,  such 
mechanical  devices  being  considered  absolutely  necessary  by  the 
artillery  to  permit  the  utuization  of  the  full  possibilities  of  the  rapid 
rate  of  fire  possessed  bv  modem  ordnance. 

Much  remains  to  be  done  to  place  the  older  batteries  in  satisfactory 
condition  for  efficient  operation;  powder  hoists  in  ffun  emplacements, 
widening  loading  platforms,  electric  wiring  of  emplacements  to  place 
fire-control  instruments  on  the  gun  carriages,  and  platform  Hghting 
are  the  main  items.  Detailed  estimates  have  been  prepared  for  the 
work  of  the  above  classes  still  required  in  the  Umtea  States;  the 
ag^egate  of  the  estimate  is  $966,100.  An  estimate  of  $500,000  for 
tms  work  was  prepared  by  the  Chief  of  Engineers,  but  by  direction 
of  the  Secretary  of  War  this  item  was  omitted  from  the  estimates 
finally  submitted  by  the  Chief  of  Engineers. 

Fire  control  at  fortifications, — The  fortification  appropriation  act 
approved  May  27,  1908,  provided  the  sum  of  $270,256  for  this  pur- 
pose, to  be  aistributed  m  the  discretion  of  the  Secretary  of  War 
among  the  Engineer  and  Ordnance  departments  and  the  Signal  Corps. 
Of  this  amount  the  sum  of  $129,456  was  assigned  to  the  Engineer 
Department.  Engineer  work  is  now  in  progress  with  these  mnds, 
and  the  close  of  the  present  working  season  will  show  substantial 
progress  on  the  work  mtended  to  be  accomplished  therewith. 

The  fortification  appropriation  act  approved  March  3,  1909,  pro- 
vided the  sum  of  $247,055  for  this  purpose,  of  which  amount  the 
sum  of  $20,000  has  been  assigned  to  the  Engineer  Department  to 
enable  important  work  to  be  completed  pending  the  distribution  of 
the  entire  amount  of  the  appropriation.  Plans  and  estimates  are  in 
course  of  preparation  for  Engineer  Department  work  desired  to  be 
accomplished  imder  this  appropriation,  and  it  is  expected  that  the 
remainder  of  the  appropriation  will  be  distributed  among  the  con- 
struction and  supply  departments  concerned  and  work  therewith  be 
begun  before  the  end  of  the  working  season. 

An  estimate  of  $1,275,858  to  cover  the  work  of  the  Engineer  and 
Ordnance  departments  and  the  Signal  Corps  under  this  head  for  the 
next  fiscal  year  was  prepared  by  the  Chief  of  Coast  Artillery;  it  is 
understood  that  in  the  estimates  finally  submitted  this  item  has  been 
reduced  to  $200,000. 

Electrical  instalUUions, — ^The  National  Coast  Defense  Board  esti- 
mated that  $5,216,031  would  be  required  to  furnish  the  necessary 
electrical  equipment  for  the  defenses  of  the  United  States  in  addition 
to  the  current  required  for  searchlights. 

The  fortification  act  of  May  27,  1908,  provided  the  sum  of  $348,888 
for  this  purpose,  and  the  act  of  March  3,  1909,  the  sum  of  $100,000. 
With  these  funds  electric  plants  are  being  procured  and  installed 
at  posts  where  the  requirements  are  most  urgent. 

For  continuing  the  installation  of  this  eauipment  at  the  defenses 
where  the  Chief  of  Coast  Artillery  states  tnev  are  most  needed  an 
estimate  of  $534,718  was  prepared  by  the  Chief  of  Engineers,  but  this 
item  was  omitted  from  the  estimates  finally  submitted. 
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Sites  for  foHiJUuUions. — During  the  fiscal  year  ending  June  30, 1907, 
a  site  was  acquired  at  Boston,  Mass.,  a  part  of  the  purchase  money 
being  withheld,  in  accordance  with  the  terms  of  the  sale,  until  a  wall 
separating  the  tract  acouired  from  adjacent  ground  has  been  built 
by  the  city  of  Boston.  During  the  past  year  the  construction  of  the 
wall  was  completed  and  the  remainder  of  the  purchase  monej  paid. 

The  question  of  the  defense  of  San  Pedro,  Cal.,  was  considered  by 
the  General  Staff  and  a  report  submitted  thereon  and  transmitted 
to  Congress  by  the  President  on  January  14,  1909.  In  submitting 
the  report  to  the  President  the  Secretary  of  War  recommended  that 
the  sum  of  $400,000  be  appropriated  during  the  current  session  of 
Congress  for  the  acquisition  of  tne  necessary  land.  For  the  acquisition 
of  the  land  the  sum  of  $250,000  was  appropriated  in  the  act  of  March 
3,  1909.  A  careful  investigation  has  been  made  of  the  land  which 
must  be  acquired  for  the  defenses  projected  and  the  garrison  therefor 
and  the  amount  which  will  be  required  for  its  acquisition.  As  a 
result  of  this  investigation  it  is  found  that  more  than  the  $400,000 
originally  estimated  will  be  required  for  this  purpose.  Under  the 
provisions  of  existing  law  (33  Stats.,  497).  the  entire  tract  required  for 
the  accommodation  of  the  garrison  and  aefensive  works  must  be  pro- 
cured at  one  time.  The  $250,000  already  appropriated  is  therefore 
held  pending  any  further  action  in  the  matter  wnich  may  be  taken 
by  Congress. 

SeardiligJvts. — After  much  experimental  work  and  the  practical 
test  of  use  imder  regular  service  conditions,  a  satisfactory  type  of 
searchUght  has  been  developed  and  forty  have  been  contracted  for 
under  appropriations  carried  in  the  fortification  appropriation  act 
appro vea  May  27,  1908,  and  their  construction  is  well  advanced. 
The  deliveries  of  the  generating  sets  contracted  for  under  the  appro- 
priation in  the  act  approved  March  2,  1907,  have  continued  and  are 
nearly  completed ;  tney  have  proved  satisfactory. 

The  fortification  appropriation  act  approved  March  3,  1909,  carried 
an  appropriation  of  $210,000  for  the  purchase  of  additional  lights  and 
their  mstallation,  and  contracts  for  the  apparatus  will  be  awarded 
in  the  near  future. 

To  carry  on  the  work  of  installation,  in  accordance  with  the  recom- 
mendations of  the  Chief  of  Coast  Artillery,  the  Chief  of  Engineers 
prepared  an  estimate  for  the  next  fiscal  vear  amounting  to  $897,000. 
This  item  was,  however,  by  direction  of  the  Secretary  of  War,  reduced 
to  $50,000  in  the  estimates  finally  submitted  by  the  Chief  of  Engineers. 

Preservation  and  repair  of  fortifications, — The  modem  works  of 
defense  now  constructed  represent  an  expenditure  of  approximately 
$28,000,000  for  engineering  work  alone.  For  the  preservation  and 
repair  of  these  works  during  the  present  fiscal  year  there  was  appro- 
pnated  the  sum  of  $225,000,  less  than  1  per  cent  of  the  cost  of  con- 
struction. These  extensive  works  contam  much  costly  machinery 
and  ordnance  material  and  must  be  kept  properly  painted  and 
repaired  to  be  effective  when  needed.  The  $225,000  appropriation 
of  the  act  of  May  27,  1908,  was  not  sufficient  to  keep  the  essential 
features  of  the  fortifications  in  satisfactory  condition  for  an  entire 
year,  and  a  large  proportion  of  the  appropriation  of  a  like  amoimt 
carried  in  the  fortification  appropriation  act  approved  March  3,  1909, 
has  already  been  devoted  to  urgently  necessary  work,  and  practically 
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the  entire  amount  of  the  appropriation  has  been  similarly  pledged. 
Much  desirable  and  necessary  work  is  now  awaiting  future  appro- 
priations. 

An  estimate  of  $300,000  for  preservation  and  repair  is  submitted, 
and  it  is  strongly  reconmiended  (in  the  interest  of  economy  and  effi- 
cient service)  mat  this  amount  be  appropriated. 

Revair  and  protection  of  defenses  of  Charleston^  Pensacolaj  Mobile, 
and  Ifev)  Orleans. — ^For  repairs  and  sea  walls  at  these  localities,  ren- 
dered necessary  by  storms,  the  following  estimates  were  submitted 
to  Congress  in  1906: 

Charleeton,  S.  C,  for  the  construction  of  the  sea  wall  necessary  for  the  pro- 
tection of  Fort  Moultrie 1225,600 

Pensacola,  Fla.,  for  building  sea  walls  for  the  protection  of  the  sites  of  the 
fortifications  and  of  the  necessary  post  buildings  at  Forts  Pickens  and 
McRee 907,100 

Pensacola,  Fla.,  for  repair  and  restoration  of  batteries  and  other  structiu-es 
appurtenant  to  the  ciefenses  of  Pensacola,  and  for  retaining  walls  to  pro- 
tect the  batteries  from  floods 109, 355 

Mobile,  Ala.,  for  repair  and  restoration  of  batteries  and  other  structures 
appiutenant  to  the  defenses  of  Mobile,  and  for  rebuilding  sea  walls  and 
groins  for  protection  of  the  sites  of  the  fortifications  of  the  garrison  posts. .  1, 089, 500 

New  Orleans,  La.,  for  rebuilding  and  strengthening  the  levees  for  protection 
of  the  site  of  the  defenses  and  the  garrison  post  at  Fort  St.  Philip 139, 800 

At  the  last  three  regjiilar  sessions  of  Congress  appropriations  were 
made  covering  the  estimates  for  Charleston,  Mobile,  and  Pensacola 
and  providing  $100,000  for  the  levees  at  Fort  St.  PhiUp,  but  authority 
to  initiate  the  proposed  protective  levees  for  the  last  named  in  then* 
entirety  was  not  given.  A  portion  of  this  reservation  is  therefore 
protected  and  the  balance  abandoned  to  overflow  until  further  funds 
are  available.  Floods  are  higher  than  formerly,  due  to  the  building 
of  levees  below  the  forts. 

To  complete  the  protection  of  the  Fort  St.  Philip  reservation,  an 
estimate  of  $40,000  was  prepared  by  the  Chief  of  Engineers,  but,  by 
direction  of  the  Secretary  of  War,  was  omitted  from  the  estimates 
to  be  submitted  to  Congress. 

At  Charleston,  Pensacola,  and  Mobile  the  work  is  under  way  and 
progressing  satisfactoriljr,  and  it  is  believed  will  be  satisfactorily 
completed  within  the  estimates. 

Supplies  for  seacoast  d^enses. — Owing  to  the  large  nimiber  of  elec- 
tric mstallations  supplying  power  and  light  in  seacoast  batteries, 
fimds  have  been  appropriated  annually  for  ^Hools  and  electrical  and 
engine  supplies  for  use  of  the  troops  for  maintaining  and  operating 
light  and  power  plants  in  gun  and  mortar  batteries."  This  appro- 
priation is  designed  to  enskole  the  Engineer  Department  to  comply 
with  the  regulations  of  the  War  Department  for  the  supply  and  service 
of  the  batteries.  Requisitions  are  made  upon  the  Chief  of  Engineers, 
through  the  district  engineer  officers,  and  authorized  articles  are  pur- 
chased and  issued  by  district  engineer  officers  with  as  little  delay  as 
possible.  This  system  has  proved  eminently  satisfactory  to  the  gar- 
risons. 

Hie  amount  appropriated  for  this  purpose  in  the  act  approved 
March  3,  1909,  was  $40,000. 

^  As  the  earlier  electric  plants  become  worn  with  use,  and  as  addi- 
tional plants  are  installea  from  time  to  time,  the  demands  upon  the 
funds  lor  tiie  purchase  of  these  suppUes  increase,  and  while  great 
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economy  was  exercised  during  the  past  year  in  the  use  of  the  $40,000 
appropriated  by  the  act  of  May  27,  1908,  for  generalpurchases,  con- 
sideraDle  difficulty  was  experienced  in  provioing  sufficient  funds  to 
all  districts  for  the  purchase  of  absolutely  necessary  supplies,  and 
even  greater  difficulty  is  anticipated  in  procuring  the  supplies  essen- 
tial for  the  service  during  the  current  fiscal  year. 

The  sum  of  $45,000  is  estimated  as  necessary  for  the  procurement 
of  the  regular  electrical  supplies  for  the  next  fiscal  year,  especially  in 
view  of  tne  numerous  installations  being  provided  for  battery  lighting 
and  power  and  for  searchlight  service. 

Reserve  lights, — ^A  satisfactory  form  of  reserve  electric  lantern  has 
been  produced  as  the  result  of  exhaustive  tests.  To  supply  these  lan- 
terns in  sufficient  quantities  to  all  batteries  now  in  service  an  esti- 
mate of  $19,500  was  submitted  last  year.  An  appropriation  of 
$10,000  for  the  purpose  was  contained  in  the  appropriation  act  of 
March  3,  1909,  and  a  contract  covering  that  sum  has  been  entered 
upon. 

An  estimate  of  $9,500,  the  unappropriated  balance  of  the  original 
estimate,  was  prepared  by  the  Chief  of  Engineers,  but,  under  instruc- 
tions from  the  Secretary  of  War,  this  item  nas  been  omitted  from  the 
estimates  finally  submitted  by  the  Chief  of  Engineers. 

Sea  waUs  arid  emhanJcments.— The  sum  of  $50,000  was  appropriated 
for  this  purpose  by  the  fortification  appropriation  act  approved 
March  3,  1909.  Tins  amount  is  being  appliea  to  such  work  only  as 
becomes  urgently  necessary  for  the  protection  of  the  defensive 
works. 

Based  upon  detailed  estimates  prepared  by  district  en^eer  officers, 
an  estimate  of  $164,775  was  prepared  by  the  Chief  of  EJngineers  for 
the  construction  of  sea  walls  and  embankments  at  a  number  of  locali- 
ties on  the  Atlantic,  Gulf,  and  Pacffic  coasts,  where  needed  to  protect 
the  defenses.  Under  instructions  from  the  Secretary  of  War,  how- 
ever, this  item  has  been  omitted  from  the  estimates  fiiially  submitted 
by  tne  Chief  of  Engineers. 

Sea  walls,  defenses  of  Galveston,  Tex. — ^The  defensive  works  at  Gal- 
veston were  imavojdaDly  in  most  exposed  positions,  and  the  level  of 
the  lands  surroimding  the  batteries  was  greatly  lowered  by  the  storm 
of  September  8,  1900.  Work  of  reconstruction  and  repair  of  the 
Galveston  defenses  is  now  completed  under  the  appropnation  con- 
tained in  the  fortification  act  approved  March  1,  1901.  With  the 
funds  so  provided,  and  in  accoraance  with  the  plans  before  Congress 
when  that  appropriation  was  made,  each  individual  battery  has  oeen 
made  secure  against  any  similar  storms  which  are  likely  to  occur  in 
the  future. 

For  building  a  sea  wall  and  ffiUng  up  the  reservation  at  Fort  Crock- 
ett to  a  height  above  storm  tides  tne  sums  of  $591,046.25  and  $168,- 
953.75  were  appropriated  in  the  simdry  civil  appropriation  acts  of 
April  28,  1904,  and  June  30,  1906,  aggregating  $750,000.  Under 
these  appropriations  the  work  at  Fort  Crockett  is  now  practically 
completed. 

For  similar  work  at  Fort  Travis  the  sum  of  $440,000  was  provided 
in  the  fortification  appropriation  act  approved  March  3,  1909.  The 
plans  for  this  work  have  oeen  completed,  and  actual  operations  will 
soon  be  begun. 
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Similar  protection  is  required  at  Fort  San  Jacinto  if  this  fort  is  to 
be  garrisoned.  There  are  certain  claims  to  portions  of  this  reserva- 
tion adverse  to  the  title  of  the  United  States.  Until  aU  clouds  upon 
the  title  of  the  United  States  are  removed  no  money  should  be 
expended  on  this  reservation. 

Preservation  and  repair  of  torpedo  structures. — ^A  large  number  of 
new  torpedo-defense  structures  have  been  completed,  and  a  number, 
in  addition,  are  approaching  completion.  The  appropriations  made 
to  date  for  building  torpedo  structures  aggregate  $2,403,000. 

Situated  as  they  are  at  exposed  locations  on  the  Atlantic.  Gulf, 
and  Pacific  coasts^  the  requirements  for  the  maintenance  of  these 
structures  are  considerable.  The  appropriation  act  of  March  3, 1909, 
contained  an  item  of  $20,000  for  this  purpose.  This  sum  is  being 
applied  to  such  minor  repairs  as  are  found  from  time  to  time  to  be 
most  urgently  necessary,  but  in  view  of  the  very  large  number  of 
these  structures  and  the  necessity  of  frequent  repainting  and  minor 
repairs  to  prevent  marked  detenoration  in  the  Duildings,  this  sum 
has  sufficed  for  only  such  work  as  was  most  urgently  necessary.  The 
Chief  of  Engineers  prepared  an  estimate  of  $50,000  for  this  purpose, 
but,  by  direction  or  the  Secretary  of  War,  this  item  was  reduced  to 
$20,0(K>  in  the  estimates  finally  submitted  by  the  Chief  of  Engineers. 

Submarine  mines, — ^While  the  operation  of  torpedo  defenses  is  the 
duty  of  the  Coast  Artillery  Corps,  the  building  oi  structures  required 
in  connection  therewith  is  under  the  charge  of  the  Engineer  Depart- 
ment. 

To  complete  the  engineer  structures  for  the  torpedo  defenses 
recommended  by  the  National  Coast  Defense  Board,  except  at  the 
entrance  to  Chesapeake  Bay  and  at  Galveston,  Tex.  (where,  owing 
to  the  present  status  of  the  defenses  and  garrison  posts,  it  is  not  con- 
sidered advisable  to  build  the  torpedo  structures  immediately),  an 
estimate  of  $189,964  was  prepared  bj  the  Chief  of  Engineers  in 
accordance  with  the  request  of  the  Chief  of  Coast  Artillerv,  but,  by 
direction  of  the  Secretary  of  War,  this  item  was  omittecl  from  the 
estimates  as  finally  submitted  by  the  Chief  of  Engineers. 

The  sum  of  $100,000  provided  in  the  fortification  act  of  March  3, 
1909,  is  being  appHed  in  accordance  with  the  artillery  scheme. 

Batteries  in  irmUar  possessions, — ^The  first  appropriation  for  this 
purpose  was  contained  m  the  fortification  act  approved  April  21, 1904, 
and  additional  appropriations  have  been  made  in  each  of  the  five  suc- 
ceeding years,  the  aggregate  amount  appropriated  to  date  being 
$5,051,200  (including  $250,000  the  expenditure  of  which  has  been 
assigned  to  the  Chief  of  Ordnance).  With  these  appropriations  bat- 
teries have  been  constructed  at  Guantanamo  Bay,  Cuba,  and  con- 
struction work  is  now  in  progress  at  Honolulu  and  Pearl  Harbor, 
Hawaii,  and  Manila  and  Suoic^ay,  Philippine  Islands. 

The  defense  of  the  important  harbors  of  the  insular  possessions  has 
been  specially  considered  by  the  National  Coast  Defense  Board,  and 
any  funds  appropriated  for  batteries  will  be  applied  in  accordance  with 
the  general  projects  of  that  board. 

An  estimate  of  $112,200  for  additional  batteries  in  the  Hawaiian 
Islands,  called  for  by  the  report  of  the  National  Coast  Defense  Board, 
was  prepared  by  the  Chief  of  Engineers,  but,  by  direction  of  the  Sec- 
retary of  War,  was  omitted  from  the  estimates  finally  submitted  by 
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the  Chief  of  Engineers.  For  the  Philippine  Islands  an  estimate  of 
$1,319,000  was  prepared,  of  which  amount  $450,000  was  included  to 
cover  the  Engmeer  Department  portion  of  an  authorization  of 
$600,000  contamed  in  the  act  approved  March  3,  1909,  which  will  be 
needed  to  carry  on  work  already  under  way  imder  the  appropriation 
carried  in  said  act. 

Elecincal  installations ,  insular  possessions, — ^The  National  Coast 
Defense  Board  estimated  that  $788,713  would  be  required  to  furnish 
the  necessary  electrical  equipment  for  the  defenses  of  the  insular  pos- 
sessions, in  addition  to  the  current  required  for  searchlights. 

Toward  the  installation  of  this  equipment  the  sum  of  $238,292  has 
thus  far  been  provided  by  Congress^  $34,469  for  the  Hawaiian  Islands 
and  $203,823  for  the  Phihppme  Islands,  of  which  $14,469  for  the 
Hawaiian  Islands  and  $88,823  for  the  Philippine  Islands  were  carried 
in  the  act  approved  March  3, 1909.  Work  under  these  appropriations 
is  now  in  progress.  For  the  continuation  of  this  work  m  the  Philip- 
pine Islands  in  accordance  with  the  plans  of  the  National  Coast  De- 
fense Board,  an  estimate  of  $127,346  is  submitted. 

Fire  control  in  insular  possessions. — ^The  fortification  act  of  March 
3,  1909,  provided  $250,000  for  this  purpose,  which  sum  was  available 
for  the  work  of  the  Engineer  and  Ordnance  departments  and  the 
Signal  Corps.  Of  this  appropriation  the  smn  or  $207,000  is  being 
applied  to  the  work  of  the  Engineer  Department. 

An  estimate  for  the  continuation  of  this  work  was  prepared  by  the 
Chief  of  Coast  Artillery,  amounting  to  $260,000;  in  tne  estimates 
finally  submitted  this  item  was  reduced  to  $200,000. 

Searchlights,  insular  possessions. — For  this  purpose  the  sum  of 
$227,500  was  appropriated  in  the  act  of  May  27,  1908,  $47,500  for  the 
Hawaiian  Islands  and  $180,000  for  the  Philippine  Islands,  and  the 
simi  of  $66,000  for  the  Hawaiian  Islands  was  carried  in  the  act  ap- 
proved March  3,  1909.  These  funds  are  being  applied  to  the  pur- 
pose for  which  appropriated.  To  complete  the  searchUght  projects 
for  the  batteries  tnus  far  authorized  in  tne  Hawaiian  Islands  the  Chief 
of  Engineers  prepared  an  estimate  of  $40,100,  but,  by  direction  of  the 
Secretary  of  War,  this  item  was  omitted  from  tne  estimates  finally 
submitted  by  the  Chief  of  Engineers.  For  necessary  searchlights  for 
use  with  batteries  already  authorized  in  the  Philippine  Islands,  an 
estimate  of  $139,200  is  submitted. 

Submarine  mines,  insular  possessions. — ^The  sum  of  $129,000  was 
appropriated  in  the  fortification  act  of  May  27, 1908,  for  the  construc- 
tion of  torpedo  structures  for  the  defense  of  the  Hawaiian  Islands. 
Work  is  now  being  prosecuted  with  these  funds. 

Procurem^ent  of  siies,  insular  possessions. — For  the  procurement  of 
land  or  rights  pertaining  thereto  in  the  Philippine  Islands  the  sum 
of  $5,000  was  provided  by  the  fortification  act  of  May  27,  1908,  and 
the  additional  sum  of  $12,000  by  the  act  of  March  3,  1909.  Con- 
demnation proceedings  were  instituted  for  the  acquisition  of  the  land; 
a  decree  has  been  rendered  by  the  court,  and  final  proceedings, 
including  payment  of  the  awards,  are  now  in  progress.  It  is  expected 
that  the  title  to  all  the  tracts  will  be  in  the  United  States  before  the 
close  of  the  current  calendar  year. 

Preservation  and  repair  of  foriijlcatioris,  insular  possessions. — A 
number  of  the  batteries  authorized  by  Congress  for  the  insular 
possessions  have  been  completed  and  are  being  operated  by  the 
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troops.  Minor  repairs,  painting,  etc..  are  from  time  to  time  neces- 
sary and  have  heretofore  been  met  Irom  balances  of  funds  appro- 
priated for  construction  purposes.  The  approaching  completion  of 
work  at  certain  localities  and  the  exhaustion  of  construction  funds 
render  provision  for  such  work  necessary  in  the  future.  The  Chief 
of  Engmeers  prepared  estimates  of  $900,  $1,500,  and  $14,000  for 
this  purpose  for  the  defensive  works  at  Guantanamo  Bay,  Cuba,  in 
the  Hawaiian  Islands,  and  in  the  PhiHppine  Islands,  respectively, 
but,  by  direction  of  the  Secretarv  of  War,  in  the  finalpreparation 
of  the  estimates  by  the  Chief  of  Engineers  the  items  for  uuantanamo 
Bay  and  for  the  Hawaiian  Islands  were  omitted. 

Preservation  and  repair  of  torpedo-defense  structures  in  the  insular 

Sossessions, — ^In  order  to  provide  for  the  maintenance  in  proper  con- 
ition  of  the  numerous  structures  already  erected  in  connection  with 
torpedo  defense  in  the  Philippine  Islands,  an  estimate  of  $1,000  is 
submitted.  An  estimate  of  $500  for  a  similar  purpose  in  the  Hawaiian 
Islands  was  prepared  by  the  Chief  of  Engineers,  but,  by  direction  of 
the  Secretary  of  War,  this  estimate  has  been  omitted. 

Supplies  for  seacoast  defenses^  insular  possessions, — ^Under  appro- 

Eriations  heretofore  made  by  Congress  a  number  of  electric  plants 
ave  been  installed  in  the  defensive  works  in  the  PhiUppine  Islands, 
and  in  order  that  the  necessary  supplies  and  materials  may  be  fur- 
nished for  their  operation  and  maintenance,  as  for  similar  plants  in 
this  country,  an  estimate  of  $5,000  is  submitted.     For  the  same  pur- 

Eose  in  connection  with  plants  installed  and  to  be  installed  in  the 
[awaiian  Islands,  the  Chief  of  Engineers  prepared  an  estimate  of 
$1,000,  but,  by  direction  of  the  Secretary  oi  War,  it  was  omitted  in 
the  preparation  of  the  final  estimates  by  the  Chief  of  Engineers. 

Tne  following  money  statements  show  the  condition  on  June  30, 
1909,  of  all  general  appropriations  under  which  operations  were  in 
progress  at  the  close  of  the  fiscal  year: 

**OUN  AND  HORTAR  BATTERIES.' - 

For  battery  construction. 

July  1, 1908,  balance  unallotted $313,226. 34 

March  3,  1909,  appropriated 5,064.00 

318,290.34 
June  30,  1909,  net  allotments  during  fiscal  year 309, 371. 18 

July  1,  1909,  balance  unallotted 8, 919. 16 

July  1,  1909,  amount  pledged 8, 919. 16 

For  modernizing  older  emplacements. 

July  1,  1908,  balance  unaUotted $167,296.36 

March  3,  1909,  appropriated 100,000.00 

267,296.36 
June  30,  1909,  net  allotments  during  the  fiscal  year 194, 966. 36 

July  1, 1909,  balance  unallotted 72,330.00 

July  1,  1909,  amount  pledged 72, 330. 00 
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"PIRB  CONTROL  AT  PORTIFICATIONS." 

July  1, 1908,  balance  unallotted $42,699.04 

September  17, 1908,  assigned  to  Chief  of  Engineers  from  the  act  of  May 

27,1908 129,466.00 

Jime  9, 1909,  assigned  to  Chief  of  Engineers  from  the  act  of  March  3, 

1909  (partial  assignment) 20, 000. 00 

192, 155. 04 
June  30,  1909,  net  allotments  during  the  fiscal  year 192,129.08 

July  1,  1909,  balance  unallotted 25.96 

July  1,  1909,  amount  pledged 25. 96 

'^KLECTRICAL  INSTALLATIONS   AT  SEACOAST  FORTIFICATIONS." 

July  1, 1908,  balance  unallotted $348,387.00 

March  3,  1909,  appropriated 100,000.00 

448, 387. 00 
Jime  30,  1909,  net  allotments  during  the  fiscal  year 409, 873. 11 

July  1,  1909,  balance  imallotted 38,513.89 

July  1,  1909,  amount  pledged 38, 513. 89 

''searchlights  for  harbor  defenses.*' 

July  1,  1908,  balance  unallotted $246, 901. 00 

March  3, 1909,  appropriated 210,000.00 

456,901.00 
June  30,  1909,  net  allotments  during  fiscal  year 194, 915. 84 

July  1,  1909,  balance  unallotted 261, 985. 16 

July  1,  1909,  amount  held  for  installing  lights  and  for  purchase  of  new 
ones 261,985.16 

"sites  for  fortifications   and  SEACOAST  DEFENSES." 

July  1, 1908,  balance  unallotted $169, 604.  67 

March  3, 1909,  appropriated 250,000.00 

419  604.  67 
June  30,  1909,  net  allotments  during  the  fiscal  year 45^  353!  57 

July  1, 1909,  balance  unallotted 374, 251. 10 

July  1,  1909,  amount  pledged 315,  OOO.  00 

July  1, 1909,  balance  available 59, 251. 10 

"preservation   AND   REPAIR   OF  FORTIFICATIONS." 

July  1,  1908,  balance  unallotted $216, 639. 00 

March  3, 1909,  appropriated 225, 000. 00 

441  639. 00 
June  30, 1909,  net  allotmento  during  the  fiscal  year 439, 542.  21 

July  1,  1909,  balance  unallotted 2, 096.  79 

July  1, 1909,  amount  pledged 2, 096.  79 

"plans   for  FORTIFICATIONS." 

March  3, 1909,  appropriated $5,000.00 

June  30, 1909,  net  allotmento  during  the  fiscal  year 5, 000. 00 
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**  SUPPLIES  FOR  8E  AGO  AST  DEFENSES." 

July  1, 1908,  balance  unallotted $44,510.04 

March  3,  1909,  appropriated 40,000.00 

84,510.04 
June  30, 1909,  net  allotmento  during  the  fiacal  year 84, 272. 34 

July  1, 1909,  balance  unallotted  and  available 237. 70 

For  reserve  lights. 

March  3, 1909,  appropriated 110,000.00 

June  30, 1909,  net  allotments  during  the  fiscal  year 10, 000. 00 

"sea  walls  and  embankments.'' 

July  1, 1908,  balance  unallotted 117,044.  89 

March  3, 1909,  appropriated 50,000.00 

67,044.89 
June  30, 1909,  net  allotments  during  the  fiscal  year 53, 605. 00 

July  1, 1909,  balance  available  for  emergencies  during  fiscal  year 13, 439. 89 

** preservation  and  repair  of  torpedo  structures." 

July  1,  1908,  balance  unallotted $2,92L20 

March  3, 1909,  appropriated 20,000.00 

22, 921.  20 
June  30, 1909,  net  allotments  during  the  fiscal  year 21,03L05 

July  1, 1909,  balance  unallotted  and  available 1, 890. 15 

"casemates,  galleries,  etc.,  for  submarine  mines." 

July  1,  1908,  balance  unallotted $74,124.14 

March  3, 1909,  appropriated 100,000.00 

174,124.14 
June  30, 1909,  net  allotments  during  the  fiscal  year 147, 486. 20 

July  1, 1909,  balance  unallotted 26, 637. 94 

July  1,  1909,  amount  pledged 26, 637. 94 

"fortifications  in  insular  possessions." 

For  construction  ofseacoast  batteries, 

July  1, 1908,  balance  unallotted $1, 390, 391. 40 

March  3,  1909,  appropriated  (for  Hawaiian  Islands) 337, 200. 00 

March  22,  1909,  assigned  to  Engineer  Department  by  the  Secretary  of 
War  from  act  approved  March  3,  1909  (for  Philippine  Islands) 750, 000. 00 

2,477,591.40 
June  30, 1909,  net  allotments  during  the  fiscal  year 1, 647,277. 68 

July  1,  1909,  balance  unallotted 830,313.72 

July  1,  1909,  amount  pledged 830, 313. 72 
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For  electrical  imtaUaiumi. 

July  1,  1908,  balance  unallotted $127, 674. 00 

March  3, 1909,  appropriated 103, 292. 00 

230,866.00 

JuneSO,  1909,  net  allotments  during  the  fiscal  year 180,221.28 

July  1, 1909,  balance  unallotted  and  available 50, 644. 72 

For  searchlighti, 

July  1, 1908,  balance  unallotted $227, 290. 00 

March  3,  1909,  appropriated 66, 000. 00 

293,290.00 

June  30, 1909,  net  allotmentB  during  the  fiscal  year 12, 235. 69 

July  1, 1909,  balance  unallotted 281, 054. 31 

July  1,  1909,  amount  pledged 281, 054. 31 

For  coiemateSf  galleries ,  etc.  ^  for  rubmarine  mines, 

July  1, 1908,  balance  unallotted $128, 767. 84 

June  30,  190i9,  refundments  during  the  fiscal  year 3, 642. 81 

July  1 ,  1909,  balance  unaUotted 132, 410. 65 

July  1,  1909,  amount  pledged 128, 767. 84 

July  1, 1909,  balance  available 3, 642. 81 

For  sites,  Hawaiian  Islands, 

July  1, 1908,  balance  unallotted $114, 428. 01 

June  30,  1909,  net  allotments  during  the  fiscal  year 114, 424. 27 

July  1, 1909,  balance  unallotted 3. 74 

July  1, 1909,  amount  pledged 3. 74 

For  sites,  Philippine  Islands, 

July  1, 1908,  balance  unallotted $5, 000. 00 

March  3, 1909,  appropriated 12, 000. 00 

17,000.00 

June  30,  1909,  net  allotments  during  the  fiscal  year 14,000.00 

July  1,  1909,  unallotted  balance 3, 000. 00 

July  1,  1909,  amount  pledged 50. 00 

July  1,  1909,  balance  available 2, 950. 00 

"fikk  control  in  insular  possessions.** 

July  2, 1908,  assigned  from  act  of  May  27,  1908 $75, 000. 00 

March  31, 1909,  assigned  from  act  of  March  3,  1909 207, 000. 00 

282,000.00 

June  30, 1909,  net  allotmentB  during  the  fiscal  year 281, 500. 00 

July  1, 1909,  balance  unallotted 500.00 

Julyl,  1909,  amount  pledged 600.00 
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Estimates  of  appropriations  required  for  1910-11  for  fortifications. 


As  originally  pre- 
Mred  by  Chief  of 
Engineers. 


As  flnaUy  submitted. 


Qon  and  mortar  batteries,  for  modernising  older  emplace- 
ments.  

Electrical  installations  at  seacoast  fortifications 

Searchlights  fbr  harbor  defenses 

Preservation  and  repair  of  fortifications 

Repair  and  protection  of  defenses  of  New  Orleans,  La 

Plans  for  fortifications , 

Supplies  for  seacoast  defenses 

For  reserve  lights 

Sea  walls  and  embankments 

Preservation  and  repair  of  torpedo  structures 

Casemates,  galleries,  etc,  for  submarine  mines 

Fortifications  in  insular  possessions: 
For  seacoast  batteries- 
Hawaiian  Islands 

Philippine  Islands 

For  electrical  installations,  Philippine  Islands 

For  searchlights- 
Hawaiian  Islands 

Philippine  Islands 

For  preservation  and  repair  of  fortifications  at  the  follow- 
ing local!  ties— 

Guantanamo  Bay,  Cuba 

Hawaiian  Islands 

Philippine  Islands 

For  preservation  and  repair  of  torpedo  structures  at  the 
following  localities— 

Hawdl  an  Islands 

Ph  ilippine  Islands 

For  supplies  for  seacoast  defenses  at  the  following  locali- 
ties- 

In  the  Hawaiian  Islands 

In  the  Philippine  Islands , 

Total 


$45,000 
9,  £00 


112,200 

1,319,000 

127,346 

40,100 
130,200 


900 

1,500 

14,000 


500 
1,000 


1,000 
5,000 


$600,000 

534,718 

887,000 

300,000 

40,000 

5,000 


54,500 
164,775 

50,000 
189,064 


1,761,746 


$45,000 
0 


0 

1,319,000 

127,346 

0 
139,200 


0 

0 

14,000 

0 
1,000 

0 
6,000 


0 

0 

$60,000 

800,000 

0 

5,000 


45,000 
0 

20,000 
0 


4,497,703 


1,605,546 
2,025,546 


ENGINEER  DEPOTS  AT  WASHINGTON  BARRACKS,  DIS- 
TRICT OF  COLUMBIA,  FORT  LEAVEN  WO  RTH,  KANSAS, 
AND  VANCOUVER  BARRACKS,  WASHINGTON. 

Officers  in  charge:  Depot  at  Washington  Barracks,  Lieut.  Col. 
William  C.  Langfitt,  Corps  of  Engineers;  Depot  at  Fort  Leaven- 
worth, Maj.  Thomas  H.  Kees,  Corps  of  Engineers,  imtil  August  10, 
1908,  and  Maj.  Clement  A.  F.  Flagler,  Corps  of  Engineers,  since 
that  date;  Vancouver  Barracks,  Capt.  Elliott  J.  Dent,  Corps  of 
Engineers. 

ENOINEEB  DEPOT,   WASHINGTON   BABBAOES. 

This  depot  is  the  repository  for  part  of  the  military  bridge  equipage 
of  the  army;  for  miscellaneous  inilitary  engineering  toob,  supplies, 
and  materials  of  all  kinds,  and  for  astronomical,  surveying,  drafting, 
and  reconnaissance  instruments  and  supplies  used  by  the  army  and 
by  officers  of  the  Corps  of  En^eers  on  public  worts,  both  military 
and  civil.  It  purchases  and  issues  military  encpneeriiig  tools  and 
supplies  and  serves  particularly  as  an  exchange  for  engineer  instru- 
ments of  all  kinds,  receiving  tnem  from  the  army  or  public  works, 
caring  for  them  while  in  store,  causing  to  be  made  the  necessary 
repairs,  reissuing  them  when  required,  and,  so  far  as  limited  appro- 
pnations  will  permit,  making  purchases  of  such  items  as  can  not 
oe  supplied  from  store. 
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The  general  work  of  the  depot  consisted  of  care  of  the  property 
on  hand;  purchase  of  new  articles,  and  shipment  to  troops  of  supplies 
as  needed,  and  constructing  ponton  equipage.  The  work  this  year 
is  believed  to  have  exceeded  that  of  any  previous  one  as  shown  by 
the  total  weight  of  supplies  shipped  from  the  depot. 

The  old  building  used  for  various  shops  of  tne  depot,  being  on 

Eart  of  the  reservation  assigned  to  the  War  College,  was  demolished 
y  the  Quartermaster's  Department,  and  as  the  shops  are  the  most 
essential  part  of  the  depot  a  new  building  should  be  provided  for 
immediately. 

There  is  no  available  place  on  the  post  for  the  storage  of  the 
various  wagons  pertaining  to  the  bridge  trains,  and  the  space  avail- 
able for  the  storage  of  miscellaneous  lumber  and  bridge  material  is 
far  too  small.  These  imperative  needs  of  the  depot  should  be 
attended  to  at  an  early  date.  Roughly  estimated,  the  construction 
of  such  a  shed  for  the  protection  of  ponton  wagons  and  other  heavy 
bulky  ponton  material,  and  for  protecting  all  sorts  of  lumber  used 
at  the  depot  for  various  purposes  would  cost  about  $15,000. 

ENGINEEB  DEPOT.  FORT  LEAVENWOETH. 

This  depot  is  the  repository  for  part  of  the  military  equipage  of 
the  army.  The  general  work  of  the  office  and  storehouse  consisted 
of  care  of  property  on  hand,  the  purchase  of  supplies,  occasional 
shipments  to  troops,  and  repair  of  instruments  issued  to  the  battalion 
of  engineers  there  stationea,  and  the  keeping  of  the  depot  accounts 
and  records. 

The  shop  was  in  operation  from  July  1  to  25,  and  from  October  1 
to  Jime  30.  Most  of  the  work  consisted  of  repairs  to  the  old  ponton 
chess  and  tool  wagons  at  the  depot,  and  to  other  equipment  damaged 
by  wear  in  the  service.  A  number  of  trestles,  paddles,  drawing 
tables  and  stools,  skiffs,  sap  tools^ickets,  and  other  minor  articles 
of  equipment  were  also  made.  With  the  exception  of  the  ponton 
wagons,  13  chess  wagons,  2  tool  wagons,  1  reserve  ponton,  the  advance 

fuard  pontons,  and  500  13-foot  chess,  all  property  carried  on  the 
epot  return  is  in  good  condition  and  nt  for  field  service. 

ENGINEER  DEPOT,   VANCOUVER  BARRACKS. 

During  the  year  a  ponton  train  consisting  of  the  principal  items 
of  one  division  advance  and  one  division  reserve  equipage  was  trans- 
ferred from  the  engineer  depot  at  Fort  Mason,  Cal.,  to  this  depot. 
Considerable  work  in  overhauling  the  equipage  was  done.  iNew 
balk  and  chess  were  made  from  material  on  hand  and  all  old  balk 
were  tested  to  a  fiber  stress  of  approximately  4,000  pounds  per 
square  inch. 

The  details  of  the  operations  of  the  depots  will  be  found  in  the 
reports  of  the  officers  in  charge. 


Digitized  by  VjOOQ IC 


ENGINEEE  EQUIPMENT  OF  TROOPS.  25 

BNGINBER  DEPOTS,   1909. 

Incidentals. 

Amount  appropriated  in  the  army  appropriatiou  act  of  May  11,  1908 $11, 500. 00 

June  30,  1909,  amount  expended  durmg  fiscal  year 10, 664. 68 

July  1, 1909,  balance  xmexpended 835. 32 

July  1, 1909,  outstanding  liabilities 835.  24 

Balance  to  revert  to  Treasury .08 

Instruments. 

Am6unt  appropriated  in  the  army  appropriation  act  of  May  11,  1908 |5, 000. 00 

June  30,  1909,  amount  expended  during  fiscal  year 4, 724. 78 

July  1, 1909,  balance  unexpended 275.22 

July  1,  1909,  outstanding  liabilities 275.22 

BSTDfATES  OP  APPROPRIATIONS   REQUIRED   FOR  TUE   ENGINEER  DEPOTS   FOR  1910-11. 

For  incidental  expenses  of  the  depots,  including  fuel,  lights,  chemicals, 
stationery,  haraware,  machinery,  jpay  of  civilian  clerks,  mechanics, 
and  laborers,  extra-duty  pay  to  soldiers  necessarily  employed  for  periods 
not  less  than  ten  days  as  artificers  on  work  in  addition  to  and  not  strictly 
in  the  line  of  their  military  duties,  such  as  carpenters,  blacksmiths, 
draftsmen,  printers,  lithographers,  photographers,  engine  drivers,  tele- 
graph operators,  teamsters,  wheelwrights,  masons,  machinists,  painters, 
overseers,  laborers,  repairs  of,  and  for  materials  to  repair,  public  build- 
ings and  machinery,  and  unforeseen  expenses $20, 000. 00 

For  purchase  and  repair  of  instruments,  to  be  issued  to  officors  of  the  Corps 
of  Engineers  and  to  officers  detailed  and  on  duty  as  acting  enginejLir  offi- 
cers for  use  on  public  works  and  surveys 10, 000. 00 

Total 30,000.00 

(See  Appendixes  2,  3,  and  4.) 

ENGINEER  EQUIPMENT  OF  TROOPS. 

By  act  of  Congress  approved  May  11,  1908,  the  sum  of  $72,500  was 
appropriated  for  the  procurement  of  ponton  material,  tools,  mstru- 
ments,  and  supplies  reauired  for  use  in  the  engineer  equipment  of 
troops  in  the  field,  ana  $343.76  was  received  during  tne  year  by 
settlements  and  deposits  for  property  transferred,  sold,  and  lost, 
making  the  total  arnount  available  $72,843.76.  Of  this  sum  $66,326.81 
was  aflotted  for  disbursement  at  Washington  Barracks,  $4,750  at 
Fort  Leavenworth,  $53  at  Havana,  $200  at  Honolulu,  $850  at  Van- 
couver Barracks,  and  $658.80  at  headquarters  Philippines  Division. 
The  sum  of  $5.15  unallotted  and  39  cents  balance  from  allotment  to 
Vancouver  Barracks,  a  total  of  $5.54,  reverted  to  the  Treasui-v. 

With  these  funds  engineering  supplies  were  obtained  for  the 
various  military  divisions  and  departments  in  the  United  States, 
insular  possessions,  and  Cuba;  engmeer  troops  were  supplied,  so  far 
as  possible,  with  the  company  equipment  called  for  oy  Ueneral 
Orders,  No.  9,  OflBce  of  the  Chief  of  Engineers,  1906;  and  the  pur- 
chase and  issue  of  reconnaissance  outfits  and  intrenching  tools  to 
military  posts  and  organizations  required  by  General  Orders,  No.  113, 
War  Department,  1906;  General  Orders,  No.  73,  War  Department, 
1907;  and  General  Orders,  No.  221,  War  Department,  1907,  were 
continued. 
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All  supplies  required  by  General  Orders,  No.  221,  War  Department, 
1907,  were  purchased  and  delivered,  except  where  the  retention  of 
the  intrenchmg  tool  equipment  by  organizations  had  been  requested 
imtil  their  return  to  the  United  States. 

At  Washington  Barracks  considerable  additions  were  made  to 
the  ponton  and  bridge  equipment,  16  chess  wagons  imder  contract 
at  close  of  the  last  fical  year  were  delivered,  and  50  ponton  and  3 
tool  wagons  were  contracted  for  and  will  be  completed  in  August. 
1909.  At  the  close  of  the  fiscal  y^ar,  practically  2  divisions  or 
reserve  ponton  equipment  and  2  divisions  of  advance  ponton  equip- 
ment were  completed,  with  the  exception  of  ponton  and  tool  wagons. 
These,  however,  are  now  under  contract.  Sixteen  chess  wagons 
and  1  battery  and  f oi^e  wagon  still  required  will  be  obtained  from  new 
appropriations.  Eight  wooden  ponton  boats  and  other  ponton 
matenals  were  constructed. 

At  Fort  Leavenworth  one  Rees  experimental  tool  wagon  was 
completed  in  July  and  was  reported  upon  December  31, 1908.  White 
pine  lumber  and  other  supplies  were  purchased  for  the  construction 
of  additional  reserve  and  advance  gjuard  pontons.  All  of  this  material 
has  been  deUvered,  except  the  wmte  pine  lumber,  and  it  is  expected 
that  it  will  be  delivered  in  time  to  begin  work  on  the  new  boats  in 
November. 

At  Vancouver  Barracks  tools  and  suppUes  were  pm-chased  for 
fitting  out  tool  wagons  for  1  advance  and  1  reserve  division  with 
the  exception  of  a  rew  minor  articles  and  the  item  of  canvas.  Some 
oak  Irnnoer  was  purchased  for  replacing  parts  of  carriages.  Tools, 
photographic  supplies,  explosives,  lumber,  etc.,  were  also  purchased 
ror  the  use  of  the  engineer  companv  stationed  at  Vancouver  Barracks. 

The  army  appropriation  act  of  March  3,  1909,  provides  $90,000 
for  engineer  ecjuipment  of  troops  for  the  fiscal  year  1910.  Expend- 
itures from  this  fund  will  be  made  for  the  purchase  of  various  recon- 
naissance instruments,  drawing  materials,  photo^aphic  supplies, 
intrenching  tools,  etc.;  piu*chase  of  35  chess  carnages,  20  ponton 
carriages,  and  4  tool  wagons  for  the  ponton  trains,  and  to  piu'chase 
of  material  and  manufacture  of  boats,  balks,  chess,  and  other  articles 
pertaining  to  ponton  equipage;  to  continue  investigations  looking 
to  improvement  of  ponton  material,  and  making  necessary  repairs 
and  renewals  to  intrenching  tools*  for  experimental  development 
of  searchlight  for  field  use,  power  plant  for  engineer  trains,  and  new 
forms  of  equipment  developed  from  time  to  time. 

At  the  rate  permitted  by  past  appropriations,  the  work  of  supply- 
ing the  army  with  engineer  equipment  will  take  several  years  for 
completion.  In  certain  lines  of  material,  definite  amounts  and 
specifications  have  now  been  adopted  and  will  probably  not  be 
cnanged  in  the  near  future.  In  addition,  there  are  many  items  of 
equipment,  such  as  field  searchUghts,  new  forms  of  ponton  material, 
traction  for  engineer  pack  trains,  etc.,  on  which  much  development 
is  still  needed. 
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BNGINBEB  EQUIPMBNT  OF  TBOOPS,   1909. 

Amount  appropriated  in  the  army  appropriation  act  of  May  11 » 
1908 $72,500.00 

Amount  received  during  year  by  settlements  and  deposits  in 

payment  for  property  transferred,  sold,  and  lost 343.  76 

$72, 843. 76 

June  30, 1909,  amount  expended  during  fiscal  year 51,730.28 

July  1, 1909,  balance  unexpended 21,113.48 

July  1, 1909,  outstanding  liabilities 21,107.94 

Balance  to  revert  to  Treasury , 5. 64 

(See  Appendixes  2,  3,  and  4.) 

CIVILIAN  ASSISTANTS  TO   ENGINEER  OFFICERS. 

By  act  of  Congress  approved  May  11,  1908,  the  sum  of  $25,000 
was  appropriated  for  civilian  assistants  to  engineer  officers  serving 
on  the  staffs  of  division,  corps,  and  department  commanders  to 
enable  them  to  secure  the  services  of  surveyors,  draftsmen,  photog- 
raphers, master  laborers,  and  clerks  during  the  fiscal  year  1909. 
These  funds  have  been  applied  to  the  purpo^  for  which  appropriated; 
the  sum  of  $24,950.31  was  expended  dunng  the  fiscal  year  1909,  and 
a  balance  of  $49.69  reverted  to  the  Treasury. 

Owing  to  a  marked  increase  in  the  mapping  work  required  in  the 
Philippines,  and  to  an  increase  in  the  number  of  chief  engineer  offi- 
cers m  the  United  States  due  to  the  aboUshment  of  the  geographical 
divisions  and  the  assignment  of  a  chief  engineer  officer  to  each  mili- 
tary department,  additional  funds  were  reouired  for  this  purpose, 
and  the  army  appropriation  act  approved  March  3,  1909,  contained 
an  item  of  $40,000  for  civiUan  assistants  during  the  fiscal  year  1910. 
This  sum  has  oeen  apportioned  amon^  the  various  military  depart- 
ments in  the  United  States  and  the  PmUppines  Division,  and  will  all 
be  required  for  the  operations  of  the  chief  engineer  officers  therein. 

An  estimate  of  the  same  amount,  $40,000,  for  the  fiscal  year  ending 
June  30,  1911,  has  been  submitted. 

CONTINGENCIES,  ENGINEER  DEPARTMENT,  PHILIP- 
PINE ISLANDS. 

In  the  prosecution  of  work  of  great  importance  in  the  Philippine 
Islands,  in  remote  and  inaccessible  localities,  the  operations  of  the 
Engineer  Department  have  been  embarrassed  by  the  lack  of  funds 
of  wide  applicabiUty  and  limited  restrictions  as  to  expenditure. 
Owing  to  tne  circumstances  under  which  the  work  must  be  per- 
formed, an  appropriation  of  this  character  is  essential  to  its  satis- 
factory prosecution.  In  accordance  with  directions  from  the  Sec- 
retary of  War,  an  estimate  of  $5,000  has  been  submitted  for  this 
purpose. 
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RIVER  AND  HARBOR  IMPROVEMENTS. 

Appropriations. — The  funds  with  wliich  the  works  for  the  improve- 
ment of  rivers  and  harbors  were  prosecuted  during  the  past  fiscal  year 
were  derived  from  the  appropriations  made  by  the  river  and  harbor 
acts  approved  March  2,  1907,  and  March  3,  1909,  the  sundry  civil  acts 
approved  March  4,  1907,  May  27,  1908,  and  March  4,  1909,  from  such 
appropriations  as  have  been  provided  by  other  general  acts  and  by 
special  acts  of  Congress,  and  from  the  available  balances  of  former 
appropriations. 

The  following  works  are  provided  for  by  permanent  appropria- 
tions: Removing  sunken  vessels;  operating  and  care  of  dreage  boats 
on  upper  Mississippi  River;  removing  obstructions  in  MSsissippi 
River;  gauging  waters  of  the  Mis  issippi  River  and  its  tributanes; 
examinations  and  surveys  at  South  Pass,  Mississippi  River;  mainte- 
nance of  South  Pass  channel,  Mississippi  Kiver;  operating  snag  boats 
on  Ohio  River;  operating  and  care  of  canals,  etc.;  support  and  main- 
tenance of  the  Permanent  International  Commission  or  the  Congresses 
of  Navigation. 

Status  of  works, — Statements  derived  from  the  reports  of  the  offi- 
cers in  charge  of  the  various  works,  and  given  herewith,  set  forth  the 
condition  or  each  improvement  and  the  extent  of  the  work  performed 
during  the  past  fiscal  year. 

Expenditures.— The  total  amount  actually  expended  under  the  di- 
rection of  the  Chief  of  Engineers  in  connection  with  the  improvement 
of  rivers  and  harbors  dunng  the  fiscal  year  ending  June  30,  1909,  is 
as  follows: 

Rivers  and  harbors  (general,  including  examinations,  surveys,  and 

contingencies) a  |3i^  525, 076. 39 

Removing  sunken  vessels 49, 828. 86 

Operating  snag  and  dredge  boats  on  upper  Miseiesippi  and  Illinois 

rivers 25,000.00 

Removing  obstructions  in  Mississippi  River 100, 021. 03 

(Gauging  waters  of  the  Mississippi  River  and  its  tributaries 8, 888. 49 

Maintenance  of  South  Pass  channel,  Mississippi  River 119, 449.  77 

Examinations  and  surveys  at  South  Pass,  Mississippi  River 9, 050. 00 

Operating  snag  boats  on  Ohio  River 36, 391. 95 

Operating  anacare  of  canals,  etc 1, 700, 468. 77 

Prevention  of  deposits  in  New  York  Harbor 85, 706. 17 

Mississippi  River  Commission 6  3, 052, 675. 30 

California  Debris  Commission  (expenses) 14, 269.  69 

Permanent  International  Commission  of  the  Congresses  of  Naviga- 
tion    3, 860. 60 

International  Waterways  Commission 22, 256. 71 

Commission  on  waterway  connecting  Chesapeake  and   Delaware 

bays 352.  67 

36, 753, 286. 29 
This  amount  does  not  include  the  following: 

Enlargement  of  Governors  Island ,  New  York  Harbor $188, 533. 83 

Reclamation  of  Quarantine  Island,  Honolulu,  Hawaii 2. 75 

Piers,  Hampton  Roads,  Jamestown  Exposition 1, 086. 40 

189, 622. 98 

<»  Includes  $594.33  omitted  from  statement  of  expenditures  for  fiscal  year  1908. 

6  Does  not  include  $10,000  allotted  from  "  Emercencies  in  River  and  Harbor  Works," 
and  $8,338.68  under  ''Gauging  Waters  of  the  Mississippi  River,"  included  in  first 
statement. 


Digitized  by  VjOOQ IC 


BIVBB  AND  HABBOB  IMPBOVEMENTS.  29 

Expenditures  have  also  been  made  as  follows,  from  funds  con- 
tributed by  States,  municipalities,  and  private  parties: 

Contributed  by  citizens  of  St.  Joseph,  Mo.,  for  improvement  of  Missouri 

River $4,179.85 

Contributed  by  Twin  City  Rapid  Transit  Company  and  city  of  St.  Paul, 

Minn.,  for  construction  of  bridge  over  Mississippi  River  at  Fort  Snell- 

ing 95, 905. 09 

Contributed  by  State  of  Washington  for  improvement  of  Snake  River, 

Wash 26,786.75 

Contributed  by  State  of  Washington  for  improvement  of  Columbia  River 

above  Celilo,  Wash 11,840.34 

Contributed  by  railroad  companies  for  improvement  of  Missouri  River  at 

Elwood,  Kans 13, 290. 61 

Contributed  by  railroad  companies  and  private  interests  for  improvement 

of  Puyallup  Waterway,  Tacoma,  Wash 61, 557.  50 

Contributed  by  citizens  of  Dallas,  Tex.,  for  improvement  of  Trinity  River, 

Tex 6,316.52 

Contributed  by  Cape  May  Real  Estate  Company  for  improvement  of  (^old 

Spring  Inlet,  N.J 2,800.41 

Contributed  by  State  of  Rhode  Island  for  improvement  of  Pawtuoket 

River,  R.I 19, 933.  24 

Contributed   by  certain  citizens   of   Oregon,  for   improvement  of  Coos 

Bay 21,270.41 

263, 880.  72 

Estimates, — ^The  following  estimates  are  submitted  by  the  Chief 
of  Engineers  for  the  fiscal  year  ending  June  30,  1911 : 

Under  continuing  contracts,  including  Missipsip]>i  River  Commis.'^ion.  $9, 194, 428. 00 
Rivers  and  harbors  (general,  including  exaniinatioup,  surveys,  and 

contingencies) 27, 038, 037. 00 

Under  California  Debris  Commission  (expenses) 15, 000. 00 

Prevention  of  deposits  in  New  York  Harbor 100,250.00 

Engineer  divisions, — ^The  engineering  works  in  charge  of  this  office 
are  arranged  in  divisions,  and  officers  of  the  Corps  of  Engineers  were 
assigned  as  division  engineers  to  overlook  these  works,  as  follows: 

East  of  the  Rocky  Mountains:  Northeast  Division,  Col.  John  G.  D. 
Knight;  Eastern  Division,  Col.  D.  W.  Lockwood;  Southeast  Division, 
Col.  Dan.  C.  Kingman;  Gulf  Division,  Col.  E.  H.  Ruffner  to  August 
31,  1908,  Lieut.  Col.  L.  H.  Beach  since  Au^st  31,  1908;  Central 
Division,  Col.  Wm.  T.  Rossell;  Lakes  Division,  Lieut.  Col.  W.  L. 
Fisk;  Western  Division,  Col.  W.  H.  Bixby.  West  of  the  Rocky 
Mountains:  Pacific  Division,  Lieut.  Col.  John  Biddle;  Northern 
Pacific  Division,  Lieut.  Col.  John  Biddle,  temporarily  in  charge. 

Preliminary  examinations  and  surveys. — The  river  and  harbor  act 
of  March  3,  1909,  provides  for  preUminary  .examinations  and  surveys 
of  certain  locaUties,  and  the  duty  of  maldng  the  same  has  been  as- 
signed to  boards  of  engineers  and  to  officer?  of  the  Corps  of  Engineers 
in  charge  of  the  various  engineering  districts.  Specific  reference  is 
made  in  the  following  pages  to  reports  already  received  and  trans- 
mitted to  Congress  concerning  Point  Judith  rond,  R.  I.;  Newark 
Bay,  N.  J.;  Point  Harbor  Channel,  N.  C;  Waverly  Creek,  S.  C.;  Indian 
River,  Fla.;  Pine  Island  Sound,  Fla.;  New  River,  Fla.;  Arkansas 
River  at  Douglas,  Ark.;  Blackfish  Bayou,  Ark.;  Little  Black  River, 
Ark.  and  Mo.;  and  Feather  River,  Cal.,  to  Marysville.  Reports  con- 
cerning the  other  localities  wiU  be  duly  submitted  when  received. 
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Itemized  statement  of  expenditures  during  the  fiscal  year  ending  June  SOy  1909  y  under  sec- 
tion 14  of  the  river  and  harbor  act  of  March  S,  1909,  submitted  in  compliance  with  the 
requirements  of  said  law. 


Nomber,  designation,  and  time  employed. 


Rate. 


Amount 


One  assistant  engineer,  April  24  to  Jmie  30. 

One  law  officer,  March  26  to  Jane  30 

One  draftaman,  April  7  to  Jmie  30 

One  clerk,  May  6  to  Jane  30. 


One  laborer,  April  3  to  April  13  (Sf  days). . 
Four  laborers,  April  21  to  April  26  (4|  days  each). 


p.  a.  S3»600 

p.  a.  2,500 

p.  a.   1,800 

p.  a.   1,400 

p.  d.  4.00 

p.  d.  1.50 

p.  d.  1.50 

p.  d.  1.50 

p.  d.  1.50 


somoo 

659.72 
42a  00 
213.90 
18a  00 
8a  43 
12.56 
12.37 
26.24 


Total.. 


2,276.2 


IMPROVEMENT    OF    RIVERS    AND    HARBORS    IN    THE    PORTLAND, 

MAINE,  DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  Geo.  A.  Zinn,  Corps  of 
Engineers.  Division  engineer,  Col.  John  G.  D.  Knight,  Corps  of 
Engineers. 

1.  Luhee  Channel,  Maine— This  channel  lies  between  the  eastern 
extremity  of  the  State  of  Maine  and  Campobello  Island,  Canada. 

Originally  the  depth  was  about  5  feet  at  mean  low  tide  and  2  feet 
at  low  water  of  spring  tides.  At  and  near  low  tide  vessels  were  unable 
to  navigate  the  passage  and  were  obUged  to  take  a  route  about 
10  miles  longer,  through  Canadian  waters,  to  reach  Lubec,  Eastport. 
Calais,  Pembroke,  and  other  ports  in  Maine  on  the  St.  Croix  ana 
Pembroke  rivers. 

A  project  was  adopted  in  1879  which,  as  subsequently  modified,  pro- 
vided for  a  channel  275  feet  wide,  increasing  to  300  feet  in  the  bends, 
and  12  feet  deep  at  mean  low  tide.  This  project  was  completed  in 
1890,  practically  as  proposed,  at  a  cost  of  $168,954.68. 

The  present  project  was  adopted  August  18,  1894,  and  its  object 
was  to  widen  the  tnen  existing  channel  to  a  least  width  of  500  feet,  at . 
an  estimated  cost  of  $150,000.  The  amount  expended  on  the  work  of  * 
the  existing  project  up  to  the  close  of  the  fiscal  year  ending  June  30, 
1909,  was  $138,478.30.  At  the  latter  date  the  channel  had  been 
dredged  to  the  full  projected  width  and  depth  contemplated  by  the 
project  of  1894.  The  work  will  probably  be  reasonably  permanent, 
but  examinations  wiU  have  to  be  made  from  time  to  time,  when  oppor- 
tunity offers,  to  determine  this  question. 

The  maximum  draft  that  can  be  carried  is  about  11.5  feet  at  mean 
low  water;  the  mean  variation  in  tide  level  is  18.2  feet.  The  channel, 
which  is  about  3  miles  lonjg,  connects  the  roads  above  with  the  Atlantic 
Ocean,  and  is  the  convenient  and  direct  approach  to  Lubec,  Eastport, 
and  St.  Croix  River  from  the  westward.  It  is  an  international  pas- 
sage, and  the  benefits  from  the  improvement  are  almost  entirely  gen- 
eral. As  the  tidal  currents  are  verj  strong  and  dense  fogs  prevail  a 
large  part  of  the  time,  the  widemng  of  the  passage  decreases  the 
chances  of  stranding  and  coUision. 

It  is  impracticable  to  make  a  definite  statement  covering  the  navi- 
gation using  the  channel,  but  the  tonnage  for  the  calendar  year  1908, 
ror  the  town  of  Lubec,  at  the  head  of  the  passage,  is  given  as  56,370 
tons,  having  an  estimated  value  of  $1;400;000,  the  chief  items  being 
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canned  goods  (principally  sardines),  fish,  and  coal,  in  the  order 
named.  The  chief  effect  on  freight  rates  probably  arises  through  the 
competition  afforded  by  a  direct  Une  of  steamers  to  Portland  and 
Boston,  the  railroads  giving  the  public  lower  rates  to  points  having 
water  lines  of  transportation. 

For  reports  on  examinations  and  surveys  see  page  279,  Annual 
Report  of  the  Chief  of  Engineers  for  1879,  and  page  616,  report  for 
1891. 

There  were  no  expenditures  during  the  fiscal  year  1909. 

July  1,  1908,  balance  unexpended $11, 567. 02 

July  1, 1909,  balance  unexpended 11, 567. 02 

(See  Appendix  A  1.) 

S.  BreakvxUer  from  Mount  Desert  to  Porcupine  Island,  Bar  Ear- 
tor,  Me. — ^The  object  of  the  breakwater  is  to  protect  the  wharves  of 
Bar  Harbor  and  the  anchorage  in  front  of  the  town  from  the  heavy 
seas  of  southerly  gales. 

The  act  of  Aimist  11,  1888,  made  an  appropriation  for  commenc- 
ing the  work.  The  project  was  modified  in  1893  as  to  length  of 
breakwater,  and  now  provides  for  a  structure  of  riprap  stone,  ex- 
tending from  Porcupine  Island  2,500  feet  in  a  westerlv  direction  to 
a  point  about  600  feet  from  the  low-water  line  on  Moimt  Desert 
Island.  The  top  of  the  breakwater  is  to  be  at  the  level  of  mean  high 
tide,  20  feet  wide,  and  the  side  slopes  such  as  the  rock  assumes — 
about  1  on  1.  The  estimate  of  cost  was  based  on  the  expectation 
that  382,000  tons  of  stone  would  be  required,  and  was  placed  at 
$420,200. 

The  expenditures  to  June  30,  1909,  were  $219,559.61.  There  was 
no  work  m  progress  during  the  fiscal  year  1909,  the  expenditures 
practically  representing  pajrments  for  contract  work  completed  the 
previous  year. 

The  breakwater  has  been  built  to  full  section  for  a  length  of  about 
1,859  feet,  leaving  about  641  feet  yet  to  be  constructed;  the  total 
quantity  of  stone  deposited  to  the  present  time  is  211,534  tons. 

The  tonnage  for  the  calendar  year  1908  is  reported  as  about  332,000 
tons,  with  an  estimated  value  of  $4,774,890.  The  great  increase  in 
quantity  is  explained  as  chiefly  due  to  the  erection  of  several  large 
brick  and  stone  buildings,  the  materials  for  which  were  received  by 
water. 

The  beneficial  effects  resulting  from  the  portion  of  the  breakwater 
already  built  in  protecting  the  wnarves  at  Bar  Harbor  and  the  anchor- 
age basin,  whicn  is  extensively  used  by  costly  pleasure  craft  during 
the  summer  season,  are  appreciably  felt,  but  in  order  to  secure 
the  desired  protection  at  high  water  of  spring  tides  it  may  be  foimd 
necessary  to  raise  the  breakwater  to  a  height  of  about  6  feet  above 
mean  high  tide.    The  mean  range  in  tides  is  11.6  feet. 

TTie  tonefits  to  navigation  are  general  in  providing  a  harbor  of 
refuge,  and  local  in  makSig  it  possible  for  boats  to  land  at  the  wharves 
at  an  times  with  safety.  The  only  convenient  method  of  transpor- 
tation to  and  from  Bar  Harbor  is  by  boat. 

The  new  appropriation  estimated  for  is  to  be  applied  in  extending 
the  breakwa&r,  in  accordance  with  the  project. 

For  report  on  examination  and  survey,  see  Annual  Report  of  the 
Chief  of  fcngineers  for  1887,  page  481. 
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July  1, 1908,  balance  unexpended $13, 997. 30 

June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment     13,556.91 

July  1, 1909,  balance  unexpended 440. 39 

Amount  (estimated)  required  for  completion  of  existing  project 200, 200. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpendea 
Jul^r  1,1909 50,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  A  2.) 

S.  Harbor  at  SuUivan  FaUs,  Maine. — Sullivan  River  has  a  length 
of  about  6  miles  and  is  the  outlet  of  a  large  bay.  About  midway  of 
its  length  a  point  of  land  projects  to  such  extent  as  to  reduce  the 
width  to  about  one-fourth  tnat  immediately  above  and  below,  and  at 
this  place  the  slope  and  velocity  are  such  that  the  locaUty  is  termed 
''Sullivan  Falls.''  The  bottom  is  ledge,  the  higher  portions  forming 
dangerous  obstructions  to  navigation.  Hatchers  roct,  about  midway 
of  the  narrow  channel  at  the  falls,  had  originally  only  about  6  inches 
of  water  over  it  at  mean  low  tide.  The  mean  range  in  tides  is  11.5 
feet. 

Under  a  project  set  forth  in  report  of  the  district  engineer  dated 
December  10,  1870,  and  under  appropriations  based  thereon,  the  sum 
of  $35,000  was  expended  in  removing  three  old  piers,  in  excavating 
the  obstructing  ledges  at  the  falls  to  a  depth  of  7  feet  at  mean  low 
tide,  and  in  replacing  spindles  on  two  rocKs  near  the  mouth  of  the 
river.  This  work  was  completed  in  18^75  and  was  of  material  benefit 
to  navigation. 

The  present  project  is  that  referred  to  in  the  river  and  harbor  act 
of  June  3,  1896,  as  the  ''approved  project,''  and  published  in  the 
Annual  Report  of  the  Chief  or  Engineers  for  1891,  page  619.  It  pro- 
vides for  removing  Hatchers  rock  and  two  other  points  of  ledge  to  a 
depth  of  10  feet  at  mean  low  tide,  at  an  estimated  cost  of  $35,000. 

The  expenditures  under  the  existing  project  to  June  30,  1909,  were 
$14,870.64,  and  the  operations  consisted  in  removing  the  entire  area 
of  Hatchers  rock  and  about  five-sixths  of  ledge  "C"  to  a  depth  of  10 
feet  at  mean  low  tide.  About  70  per  cent  of  the  work  covered  by  the 
project  has  been  completed. 

To  complete  the  present  project  the  remaining  part  of  ledge  "C," 
containing  about  67  cubic  yards  in  situ,  and  leage  "B,"  containing 
255.3  cubic  yards  in  situ,  wiU  have  to  be  removed. 

The  improvement  not  only  increases  the  navigable  depth,  but  also, 
by  removing  the  cause  of  eddies  and  cross  currents,  has  added  to  the 
length  of  time  at  each  high  and  low  tide  during  which  vessels  may 
pass  through  the  rapids  with  safety. 

Vessels  can  not  use  the  channel  at  low  stages  except  when  the  tide 
is  slack.  This  occurs  after  the  tide  has  flowed  about  2  feet,  at  which 
time  vessels  drawing  11  feet  can  pass  through  safely. 

The  improvement  may  be  regarded  as  permanent. 

The  commerce  for  the  calendar  year  1908  is  given  as  59,300  tons, 
with  an  estimated  value  of  $64,150.  It  is  nearly  all  granite.  The 
improvement  is  reported  as  affecting  freight  rates  by  improving  the 
channel,  but  definite  figures  in  this  respect  are  not  availaole. 
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It  is  proposed  to  apply  the  new  appropriation  estimated  for  in 
continuing  the  rock  excavation  in  accordance  with  the  project. 

For  reports  on  examinations  and  surveys,  see  Annual  Keport  of  the 
Chief  of  Engineers  for  1871,  page  836;  and  page  619,  report  for  1891. 

July  1, 1908,  balance  unexpended $129.36 

June  30, 1909,  carried  to  the  surplus  fund 129.  36 

Amount  (estimated)  required  for  completion  of  existing  project 20, 000. 00 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement 10, 000. 00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897. 

(See  Appendix  A3.) 

4-  Union  River,  Maine. — The*  navigable  portion  of  the  river  extends 
from  the  head  or  Union  Bay  to  the  foot  of  the  falls  at  Ellsworth,  a 
distance  of  about  3i  miles. 

Before  improvement  the  channel  was  obstructed  by  a  lar^e  deposit 
of  slabs,  edgmgs,  and  sawdust  near  Ellsworth,  which  practicallj  sus- 

S ended  navigation  except  at  high  tide,  by  projecting  ledges  m  the 
[arrows  about  three-fourths  of  a  mile  below  the  wharves  at  Ells- 
worth, by  bowlders  at  several  points  along  the  channel,  and  by  a 
broad,  flat  bar  of  sawdust  and  mud  at  the  mouth. 

The  first  project  for  the  improvement  of  the  river  is  contained  in 
the  report  or  the  district  officer  dated  June  30,  1867,  and  provided  for 
erecting  beacons,  removing  sunken  ledges  and  bowlders,  and  dredging 
mill  waste  near  Ellsworth,  so  as  to  secure  a  depth  of  3  feet  at  mean 
low  tide,  this  being  the  available  depth  on  the  bar  at  the  mouth  of 
the  river.  This  improvement  was  completed  in  1873  with  an  expendi- 
ture of  $30,000. 

A  survey  was  made  in  1889  under  the  provisions  of  the  act  of  1888, 
and  a  new  project  was  submitted  with  a  view  to  obtaining  a  depth  of 
6  feet  at  mean  low  tide  from  the  wharves  at  Ellsworth  to  deep  water 
in  the  bay.  This  depth  was  to  be  obtained  by  dredging  mill  waste 
near  Ellsworth,  by  removal  of  ledge  in  the  Narrows,  and  by  dredging 
across  the  bar  at  the  mouth  of  the  river.  To  maintain  the  improved 
depth  at  the  latter  point,  the  same  project  provided  for  the  construc- 
tion of  a  training  wall  to  concentrate  the  ebb  flow  in  the  channel. 
The  project  is  described  on  page  462,  Part  1,  Annual  Report  of  the 
Chief  of  Engineers  for  1890,  and  was  estimated  to  cost  $225,000. 

The  act  of  June  3,  1896,  appropriated  $15,000  for  improving  the 
river,  by  dredging,  and  as  $145,000  represented  the  estmaated  cost 
of  the  dredging  operations  under  the  project  submitted  in  1890,  that 
sum  was  adoptea  as  the  estimated  cost,  and  the  project  was  taken 
to  cover  the  dredging  only.  Serious  movements  or  the  mill  waste  in 
the  river  obUterated  sonie  of  the  work;  some  modifications  were 
afterwards  made;  and  in  1902,  when  funds  were  practically  exhausted, 
the  results  secured  were  a  channel  depth  of  6  leet  at  mean  low  tide 
up  as  far  as  the  vicinity  of  Ellsworth  and  a  channel  4  feet  deep  at 
mean  low  tide  at  the  latter  locaUty.  Expenditures  under  this 
project  were  $142,601.36. 

In  1908  an  examination  indicated  that  there  had  been  some 
shoaling  at  the  mouth  of  the  river,  and  to  a  greater  degree  near 
Ellsworth.     In  the  other  portion  of  the  river  the  work  had  practically 
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maintained.  The  erection  of  a  new  large  dam  at  the  head  of  navi- 
gation rendering  it  imUkely  that  any  more  material  would  come  down 
from  the  deposits  above,  m  April,  1909,  an  allotment  of  $15,950  was 
made  from  the  appropriation  for  preservation  and  maintenance  of 
river  and  harbor  works  provided  by  the  river  and  harbor  act  of  March 
3,  1909,  for  the  purpose  of  restoring  the  conditions  of  1902.  The  ex- 
penditures imder  the  latter  allotment  have  been  $103.19.  The  work 
was  advertised,  and  a  contract  is  now  being  made  with  a  view  to  com- 
pleting the  dredging  during  the  present  working  season. 

The  mean  range  of  tide  is  10  feet.  At  mean  low  tide  only  about 
1  foot  can  be  carried  to  the  wharves  at  Ellsworth.  The  dam  near 
Ellsworth  is  without  a  lock,  and  navigation  is  limited  to  that  point. 
There  is  some  logging  on  the  river  above,  but  it  is  no  longer  extensive. 

The  commerce  by  water  for  the  calendar  year  1908  is  reported  as 
8,660  tons,  chiefly  coal,  cooperage,  and  lumber.  The  estimated 
value  of  the  commodities  is  placed  at  $57, 119.  It  is  stated  that,  while 
receipts  and  shipments  by  water  have  been  decreasing  in  the  last 
few  years,  the  business  for  1908  was  imusually  small,  and  that  the 
shipments  for  the  firat  half  of  1909  will  probably  exceed  those  for 
the  entire  year  1908. 

For  reference  to  reports  on  examinations  and  surveys,  see  page  30, 
Annual  Report  for  1908. 

July  1, 1908,  balance  unexpended $2,612.66 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 16,950.00 

18.462.65 
June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 217. 20 

July  1,  1909,  balance  unexpended 18,245.46 

(See  Appendix  A  4.) 

6,  Bagaduce  River ,  Maine, — ^This  is  a  small  stream  that  empties  into 
Penobscot  Bay  at  Castine,  Me.  The  upper  part  of  the  river  divides 
into  two  branches,  one  called  Northern  Bav  and  the  other  South  Bay. 
Northern  Bay,  near  South  Penobscot,  is  a  shoal  sheet  of  water  of  about 
700  acres  area,  the  bottom  of  which  for  the  greater  part  is  bare  at 
low  tide.  Before  improvement  there  was  a  narrow  channel  from 
Bridges  Point  to  Bowden's  wharf,  which  had  a  depth  of  less  than  2 
feet  and  was  obstructed  by  ledges  and  bowlders  near  Winslows  Island. 
The  South  Bav  is  obstructed  by  ledges  at  Johnsons  Narrows.  Mean 
rise  and  fall  of  tide,  9.8  feet. 

The  approved  project  is  understood  to  be  that  published  at  p^e 
398  of  the  Annual  Keport  of  the  Chief  of  Engineers  for  1888.  Us 
object  is  to  secure  a  channel  100  feet  wide  and  6  feet  deep  at  mean 
low  tide  from  Bridges  Point,  Northern  Bay,  to  Bowden's  wharf,  at 
an  estimated  cost  or  $45,000.  The  same  project  provides  for  remov- 
ing a  small  quantity  of  rock  in  the  channel  at  Jonnsons  Narrows,  at 
an  estimated  cost  of  $1,875.  All  work  done  has  been  in  accordance 
with  this  project.  About  one-third  of  the  work  covered  by  the 
project  may  be  said  to  have  been  completed. 

The  expenditures  to  June  30,  1909,  were  $28,000.  At  that  date 
there  had  been  made,  by  dredging  and  the  removal  of  rocks  and 
bowlders,  a  channel  40  feet  wide  and  6  feet  deep  at  mean  kw  tidi^^, 
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except  at  Winslows  Island^  where  a  depth  of  only  4  feet  has  been 
secured.     The  total  length  of  channel  is  about  4,000  feet. 

The  unprovement  has  been  regarded  as  of  doubtful'  pubUc  value. 

There  were  no  expenditures  during  the  fiscal  year  1909,  and  there 
was  no  work  in  progress. 

From  the  mouth  of  the  river  at  Castine  to  the  head  of  navigation, 
in  Northern  Bay,  is  about  9  miles. 

The  tonnage  for  1908  is  given  as  117,795  tons,  but  this  includes  the 
business  of  Castine,  at  the  mouth  of  the  river.  The  conmierce  for 
that  part  of  the  Bagaduce  covered  by  the  project  for  improvement  is 
put  at  29,030  tons,  the  chief  commodities,  in  weight,  feeing  bricks, 
clay,  liunber,  wood,  and  grain,  with  a  total  estimated  value  of  about 
$400,000. 

The  new  appropriation  reconmiended  is  for  continuing  the  excava- 
tion of  the  channel  at  Winslows  Island. 

For  reports  on  examinations  and  surveys,  see  Annual  Reports  of 
the  Chief  of  Engineers  for  1888,  page  398;  1893,  page  724;  and  1898, 
page  842. 
Amount  (estimated)  required  for  completion  of  existing  project $18, 875. 00 

(Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911.  for  works  of  improvement 6, 000. 00 
Submitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4,  1897. 

(See  Appendix  A  5.) 

6.  Penobscot  River j  Maine. — ^Except  the  dredging  of  a  sawdust  bar 
opposite  High  Head,  near  Bucksport,  Me.,  the  improvements  have 
been  confin^  to  a  stretch  of  about  3^  miles  of  the  nver  at  and  below 
Bangor.  Before  improvement  this  part  of  the  river  was  obstructed 
by  ledge,  bowlders,  and  mill  waste  to  such  extent  as  to  afford  a  safe 
available  depth  of  only  about  6  feet  at  extreme  low  tide.  The  mean 
range  in  tides  is  13.1  feet. 

Tne  head  of  navigation  is  at  Bangor;  from  thence  to  the  head  of 
the  bay  is  about  27  miles. 

The  first  project  was  approved  Augiist  22,  1870,  and  called  for  a 
depth  of  12  feet  at  lowest  tides  for  a  width  of  150  feet  over  3^  miles 
of  river  at  and  below  Bangor.  There  was  expended  $198,300. 
•  In  1884  a  project  was  adopted  for  widening  the  channel  at  Bangor 
and  for  certain  unprovements  in  the  river  below,  near  Crosbys  Isar- 
rows.  An  addition  was  afterwards  made  providing  for  a  22-foot 
depth  between  Bucksport  and  Winterport.  After  a  survey^  ordered 
by  the  act  of  September  19,  1890.  the  project  was  modified  and 
extended  so  that  it  included  a  deptn  of  11  feet  at  extreme  low  tide 
for  a  width  of  360  feet  in  Bangor  Harbor;  to  widen,  straighten,  and 
deepen  the  channel  near  Crosbys  Narrows  and  near  Stems  mill  to  a 
depth  of  12  feet  at  extreme  low  tide,  and  to  secure  a  channel  depth 
of  22  feet  at  mean  low  tide  between  Bucksport  and  Winterport.  The 
estimated  cost  of  the  entire  work  was  placed  at  $440,000.  March  3, 
1899,  the  project  was  again  extended  by  providing  for  removal  of 
ledge  in  front  of  the  Boston  and  Bangor  Steamboat  Company's 
wharf  at  Baiigor  and  for  deepening  the  basin  of  Kenduskeag  stream 
at  its  junction  with  the*  Penobscot,  and  $28,000  was  appropriated 
for  the  work.  The  results  aimed  at  by  the  project  of  1884  and  the 
subsequent  additions  are  regarded  as  practically  accomplished,  and 
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the  cost  has  been  |169;500,  a  total  expenditure  down  to  this  time  of 
$367,800. 

By  the  act  of  March  2,  1907,  Congress  adopted  a  further  project  for 
an  additional  width  at  bangor,  varying  from  100  to  300  feet,  for  a 
length  of  nearly  2,000  feet,  the  depth  to  be  11  feet  at  extreme  low 
tide  (14  feet  at  mean  low  water).  The  estimated  cost  of  this  work 
is  $130,000.  The  amount  expended  on  the  work  of  the  existing 
project  to  June  30,  1909,  is  $1,724.01.  The  work  has  been  placed 
imder  contract,  and  at  the  close  of  June,  1909,  a  considerable  area 
had  been  worked  over,  and  about  6,000  cubic  yards  of  material,  scow 
measurement,  had  been  taken  up,  but  as  the  area  has  not  yet  been 
swept  to  determine  whether  or  not  the  full  depth  has  been  secured, 
accurate  information  as  to  the  real  progress  is  not  available. 

The  least  depth  over  the  area  now  being  excavated  is  about  9  feet 
at  mean  low  tide,  but  the  prevailing  channel  depth  at  Bangor  is  14 
feet.  Ebewhere*^  in  the  river  the  depth  is  greater.  While  Bangor, 
where  there  is  a  dam  without  a  lock,  is  the  head  of  navigation,  the 
river  above  is  extensively  used  for  floating  logs  down  from  the  upper 
waters. 

The  tonnage  for  calendar  year  1908  is  given  as  552,332  tons,  of 
which  267,400  tons  was  coal  and  150,000  tons  lumber.  The  value  of 
receipts  and  shipments  is  estimated  at  about  $3,411,925. 

For  list  of  examinations  and  reports  see  page  32,  Annual  Report 
of  the  Chief  of  Engineers  for  1908. 

aSNBRAL  IMPROVEMENT. 

July  1,  1908,  balance  unexpended $8, 500. 00 

July  1,  1909,  balance  unexpended 8,500.00 

AT  BANGOR. 

July  1,  1908,  balance  unexpended $128, 891. 31 

June  30, 1909,  amount  expended  during  fiscal  year  for  vvorks  of  improve- 
ment   615.32 

July  1,  1909,  balance  unexpended 128,275.99 

July  1,  1909,  outstanding  liabilities 200. 00 

July  1,  1909,  balance  available 128,075.99 

July  1, 1909,  amount  covered  by  imcompleted  contracts 124, 900. 00 

(See  Appendix  A  6.) 

7.  Rockland  Uarbor^  Maine. — ^The  wharves  are  located  on  the 
shores  of  three  coves,  formed  by  two  projecting  points  of  land  on  the 
western  side  of  the  harbor,  known  as  Crocketts  Point  and  Atlantic 
Point.  The  general  direction  of  the  wharf  frontage  is  north  and 
south,  and  the  length  of  frontage  is  about  800  feet.  Before  improve- 
ment depths  in  front  of  the  wharves  increased  very  slowly.  All  the 
wharves  except  those  at  the  end  of  Crocketts  Point  and  Atlantic 
Point  extended  only  a  short  distance  beyond  the  low-water  contour,  a 
high  mean  range  in  tide,  which  at  this  point  is  9.6  feet,  being  relied 
upon  to  give  access  to  moderate  and  Ught  draft  vessels  at  high  tides. 
Tne  entrance  to  the  harbor  from  the  east  has  a  width  of  about  9,000 
feet. 
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Before  improvement  the  anchorage  in  front  of  the  wharves,  vessels 
lying  at  the  wharves,  and  the  wharves  themselves  were  endangered 
by  heavy  seas  during  easterly  gales. 

The  first  improvement  undertaken  was  to  render  it  a  safe  harbor 
of  refuge  for  coastwise  shipping,  and  incidentally  also  to  protect  the 
wharves  as  far  as  possible  from  heavy  seas.  To  accomplish  this  a 
project  was  adopted  in  1881  in  which  two  breakwaters  were  con- 
templated, one  extending  south  from  Jamesons  Point,  the  other  a 
detached  breakwater  nearer  to  and  opposite  the  principal  wharves 
in  the  town,  both  to  be  raised  in  the  first  instance  to  the  level  of 
mean  tide,  but  with  the  expectation  that  a  further  raising  would  be 
necessary  as  experience  might  dictate. 

In  1886  this  project  was  amended  so  as  to  raise  the  height  of  the 
breakwater  at  Jamesons  Point  to  the  level  of  mean  high  tide.  In 
1890  it  was  again  amended  so  as  to  eliminate  the  detached  break- 
water and  to  provide  for  extending  farther  south  than  was  first 
contemplated  tne  breakwater  at  Jamesons  Point. 

By  tne  act  of  June  3,  1896,  Congress  adopted  a  project  for  dredging 
the  inner  harbor  in  the  vicinity  of  the  wharves  to  depths  ranging 
from  4  feet  to  13  feet  at  mean  low  tide  and  for  removing  two  danger- 
ous ledges,  one  occupying  a  central  position  in  the  harbor,  which  was 
to  be  cut  down  to  tne  depth  of  22  leet  at  mean  low  tide;  the  other, 
less  centrally  located,  was  to  be  removed  to  a  depth  of  14  feet.  The 
estimated  cost  was  $402,000.  By  the  same  act  this  project  was  com- 
bined with  that  for  the  breakwater  as  one  project,  and  authority  was 
given  for  completing  the  whole  under  the  continuous-contract  system, 
at  an  estimated  expenditure  of  $1,036,000. 

The  appropriations  for  the  above  work  have  aggregated  $925,500. 
The  total  of  expenditures  to  the  close  of  the  fiiscal  year  ending  June  30, 
1909,  is  $920,025.79.  As  a  result  the  project  has  been  completed, 
subject  to  any  work  that  may  be  needed  from  time  to  time  until  the 
slopes  of  the  breakwater,  wfiich  is  about  4,140  feet  in  length,  have 
assumed  a  condition  of  definite  permanence.  The  benefits  resulting 
are  that  the  breakwater  affords  a  safe  and  extensive  anchorage  and 
harbor  of  refuge.  The  removal  of  ledges  has  increased  the  available 
anchorage  area,  and  the  dredging  affords  access  to  the  wharves  by 
vessels  of  greater  draft. 

There  was  no  work  during  the  fiscal  year  1909.  The  business  by 
water  for  the  calendar  year  1908  amounted  to  493,950  tons,  of  which 
235,000  was  lime  and  100,000  tons  coal.  The  value  of  the  commodi- 
ties has  been  estimated  at  $2,494,580.  It  is  impracticable  to  definitely 
state  the  direct  effect  on  freight  rates.  Asiae  from  the  advantage 
arising  from  competitive  water  transportation  freight  charges  by 
water  have  been  subject  to  reduction  through  economies  made  pos- 
sible by  the  use  of  larger  vessels. 

July  1, 1908,  balance  unexpended $5, 474. 21 

July  1,  1909,  balance  unexpended 5, 474. 21 

(See  Appendix  A  7.) 

8.  Sasanoa  River,  Maine. — Originally  this  stream  was  much  ob- 
structed in  the  vicinity  of  Upper  Hell  Gate.  The  channel  at  and 
near  that  place  was  crooked  and  narrow  and  was  obstructed  by  dan- 
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gerous  ledges,  the  shoalest  of  which  had  not  more  than  3  feet  of  water 
over  it  at  mean  low  tide. 

Between  1870  and  1881  the  sum  of  $45,500  was  appropriated,  and 
the  navigation  was  much  improved  by  rock  excavation,  dredging, 
and  the  construction  of  a  small  jetty. 

By  act  of  June  3,  1896,  a  new  project  was  adopted  for  widening 
the  channel  at  Upper  Hell  Gate  to  125  feet,  with  a  depth  of  12  feet 
at  mean  low  tide,  by  ledge  excavation;  for  dredging  to  tne  same  depth 
at  Carletons  ledges,  and  for  constructing  a  small  jetty  at  the  Camp 
Ground,  at  an  estimated  cost  of  $19,000,  which  amoimt  was  appro- 
priated by  the  same  act.  This  project  was  completed  in  1898  at  a 
cost  of  $11,987.69. 

The  present  project,  submitted  by  the  Board  of  Engineers  for 
Rivers  and  Harbors  February  7, 1907,  is  to  increase  to  a  width  of  not 
less  than  140  feet  the  channel  90  feet  wide  made  under  the  first  proj- 
ect throueh  the  ledges  southeastwardly  of  Upper  Hell  Gate,  and  to 
remove  Flat  rock,  all  to  the  depth  of  12  feet  at  mean  low  tide.  This 
project  was  adpoted  by  the  act  of  March  2,  1907,  which  contained  an 
appropriation  of  the  entire  estimated  cost,  viz,  $44,000. 

Expenditures  under  the  existing  project  to  June  30,  1909,  have 
been  $33,788.90. 

.  During  the  fiscal  year  the  work  at  excavating  ledge  was  continued, 
and  the  project  of  1907  was  completed.  The  Sasanoa  is  a  tidal  river 
or  thoroughfare,  about  9  miles  m  len^h,  connecting  the  Kennebec 
River  at  Bath,  Me.,  with  Sheepscot  River.  It  is  the  usual  route  of 
travel  to  Bootn  Bay  Harbor,  a  place  of  considerable  importance,  and 
in  the  summer  the  travel  is  much  increased  by  the  lai^e  number  of 
summer  residents  at  Squirrel  Island  and  other  resorts  in  that  vicinity. 
It  is  navigable  throughout  its  entire  length  and  has  about  12  feet 
depth  at  mean  low  tide  over  the  shoalest  parts.  The  mean  range  of 
tide  in  the  vicinity  of  the  last  improvement  is  about  8.5  feet.  The 
work  recently  completed  has  resulted  in  giving  practically  a  straidit 
channel  140  feet  wide  where  the  width  was  formerly  90  feet.  By 
reducing  the  current  it  has  made  the  straight  channel  easily  navigable, 
while  before  it  was  regarded  as  difficult,  and  vessels  used  a  crooked 
channel  to  the  westward  of  Green  Island,  where  there  was  less  cur- 
rent. The  increase  in  discharge  capacity  and  elimination  of  some  of 
the  cross  currents  has  improved  the  conditions  in  the  westerly 
channel  also. 

The  business  for  1908  is  given  as  3,896  tons,  having  an  estimated 
value  of  $274,195.     The  number  of  passengers  carried  was  73,537. 

The  effect  on  freight  rates  can  not  be  stated  in  a  definite  way,  but 
the  improvement  permits  the  use  of  larger  vessels  necessary  to  accom- 
modate the  increasing  travel  and  renders  the  passage  less  dangerous. 

For  reports  on  examinations  and  surveys  see  Axmual  Reports  of 
the  Chiei  of  Engineers  for  1867,  page  499;  1895,  page  953;  for  map, 
report  for  1880,  page  334. 

July  1, 1908,  balance  unexpended 137,769.13 

June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment      27,558.03 

July  1, 1909,  balance  unexpended 10,211.10 

July  1, 1909,  outstanding  liabilities 100.00 

July  1, 1909,  balance  available 10,11L10 

(See  Appendix  A  8.) 
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9.  Kennebec  Biver,  Maine. — ^Before  improvement  the  main  chan- 
nel of  the  river  between  the  foot  of  Swan  Island  and  Gardiner  was 
obstructed  by  shoals  near  Beef  rock,  with  only  10  feet  of  water  at 
mean  low  tide,  by  dangerous  sunken  ledges  in  Lovejoy  Narrows,  by 
a  shoal  below  South  Gardiner,  with  only  8  feet  on  it  at  mean  low 
tide,  and  bv  a  ledge  at  Nehumkeg  Island.  The  steamboat  channel  to 
the  west  of  Swan  Island  (at  Hatchs  rock)  was  obstructed  by  a  shoal 
over  which  there  was  only  7i  feet  of  water,  and  the  channel  between 
Gardiner  and  Augusta,  a  distance  of  6^  miles,  was  obstructed  by 
shoals  which  gave  a  navigable  depth  of  only  3^  feet  in  low  summer 
tides. 

Appropriations  for  minor  improvements  were  made  at  various 
times  between  1827  and  1852. 

In  1866  a  project  was  begun  for  improving  the  upper  part  of  the 
river,  with  a  view  to  obtaining  a  channel  7  feet  deep  and  100  feet 
wide  at  low  water.  This  project,  with  modifications,  was  completed 
in  1877,  and  resulted  in  obtaining  a  channel  10  feet  deep  at  mean  low 
tide  and  not  less  than  100  feet  wide  as  far  up  as  Gardiner,  and  a  depth 
of  6i  feet  at  low  tide  and  width  of  100  feet  irom  Gardiner  to  Augusta. 

The  channel  west  of  Swan  Island,  being  obstructed  by  shoal  water 
(8i  feet  at  mean  low  tide)  and  a  too  narrow  channel  at  the  head  of 
the  island,  by  shoal  water  at  Hatchs  rock,  below  Richmond,  and  hj  a 
very  narrow  channel  30  feet  wide  at  the  foot  of  the  island,  was  un- 
proved by  dredging  in  1881-1883,  so  as  to  give  a  channel  176  feet  wide 
and  11  feet  deep  at  the  foot  of  the  island  and  a  channel  of  about  80 
feet  width  and  10  feet  depth  at  Hatchs  rock  and  the  head  of  the 
island. 

The  river  and  harbor  act  of  1886  provided  for  a  new  survey  of  the 
river  from  Bath  to  Augusta.  This  survey  was  made  in  1887,  and  a 
project  embracing  dredging,  rock  excavation,  and  contraction  works 
was  submitted  for  the  further  improvement  of  the  river.    In  1892  this 

f)roject  was  revised  to  secure  depths  as  follows:  Thirteen  feet  at  mean 
ow  tide  as  far  up  as  Sands  Island,  12  feet  thence  to  Hinckleys  shoal, 
above  Gardiner,  and  10  feet  thence  to  Augusta,  at  an  estimated  cost  of 
$388,500.  This  project  was  approved  August  19, 1892,  and  was  essen- 
tiallv  completed  in  1898. 

The  improved  channel  obtained  under  the  above  projects  suffered 
some  loss  of  available  depth  bv  the  deposits  brought  down  by  freshets. 
This  shoaling  was  most  marked  in  the  stretch  of  6^  miles  of  river 
between  Gardiner  and  Augusta,  the  further  improvement  of  which 
was  provided  for  by  the  river  and  harbor  act  approved  June  13, 
1902,  which  appropriated  $40,000  and  authorized  a  continuinjg 
contract  for  the  completion  of  the  project.  The  last  project  is 
published  at  page  1121  of  the  Annual  Report  of  the  Chief  oi  Engi- 
neers for  1900,  and  proposes  a  widening  of  the  channel  from  Gardiner 
to  Augusta  to  125  feet  and  a  cleaning  out  of  the  old  dredged  channel 
and  its  further  deepening  to  16  feet  at  mean  high  water,  or  11  feet  at 
mean  low  water. 

The  total  estimated  cost  of  the  project  of  1902,  which  was  $81,000, 
has  been  appropriated,  and  the  project  was  completed  November  28, 
1908. 

The  total  of  expenditures  under  the  above  projects  is  $590,411.03. 

A  project  for  improvement  between  the  mouth  and  Gardiner  was 
adopted  by  the  river  and  harbor  act  of  March  2, 1907,  and  is  designed 
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to  obtain,  by  dredging  and  ledge  excavation,  channels  through  the 
shoals  between  the  foot  of  Swan  Island  and  Gardiner  at  least  150 
feet  wide  and  of  such  depths  that  for  a  vessel  passing  up  the  river 
at  the  usual  speed  on  the  flood  tide  and  timed  to  reacn  uardiner  at 
high  water  the  available  depth  would  at  no  point  be  less  than  20.5 
feet.  The  depth  over  ledge  is  to  be  1  foot  greater  than  this.  Two 
training  walls  are  to  be  repaired  and  one  of  tnem  lengthened  700  feet. 
The  cost  of  the  project  is  estimated  at  $275,000. 

The  act  of  1907  placed  the  project  under  the  continuing  contract 
system,  and  by  that  and  subsequent  acts  $231,500  has  been  appro- 
priated, leaving  $43,500  yet  to  be  provided. 

Expenditures  to  June  30,  1909,  under  the  project  of  1907  have 
been  $72,298.82.  Operations  during  the  last  fiscal  year  are  regarded 
as  new  work,  and  have  included  the  extension  ana  repair  of  jetties, 
under  contract,  which  has  been  comnleted.  The  work  of  dredging, 
under  contract,  was  also  continued  tnroughout  the  year,  except  for 
the  winter  season,  and  about  32  per  cent  of  that  work  has  now  been 
accomplished.  The  ledge  excavation  has  recently  been  placed  under 
contract,  and  that  work  also  has  been  commenced.  All  the  work 
necessary  for  completion  of  the  project  is  now  under  contract. 

While  some  advantage  arises  from  increased  depths  as  the  work 
advances,  the  measure  of  such  will  be  limited  until  further  progress 
has  been  made. 

The  mean  rise  and  fall  of  tides  at  Bath  is  6.9  feet;  at  Gardiner, 
5.1  feet;  at  Augusta,  4.3  feet.  Augusta  is  the  head  of  navigation 
and  is  about  44  miles  above  the  mouth  of  the  river.  Above  that 
point  the  stream  is  practically  devoted  to  water  power  and  lumber- 
ing operations.  Over  the  shoalest  part  of  the  river  between  the 
mouth  and  Gardiner,  which  is  the  portion  covered  by  the  existing 
project,  about  12  feet  can  be  carried  at  mean  low  tide. 

The  commerce  for  1908  amounted  to  377,238  tons,  chiefly  ice,  coal, 
and  lumber,  having  an  estimated  value  of  $1,379,962.50.  It  is 
expected  that  a  considerable  increase  will  be  shown  next  year,  as 
last  winter  more  ice  was  harvested  than  for  a  number  of  years. 

While  the  use  of  the  river  for  transportation  purposes'^  has  some 
value  in  a  competitive  way,  the  principal  effect  on  freight  rates  is 
due  to  the  increased  depths  whicn  permit  the  use  of  larger  vessels 
and  larger  cargoes  in  handling  such  commodities  as  cod,  ice,  and 
lumber,  which  demand  cheap  transportation. 

It  is  proposed  to  apply  funds  asked  for  in  continuing  the  im- 
provement of  the  river  from  the  mouth  to  Gardiner  under  existing 
contracts. 

For  reports  on  examinations  and  surveys  see  Annual  Reports  of 
theChiefof  Engineers  for  1867,  page  488;  1881,  page  479;  1888,  pa^e 
412;  1892,  page  541;  and  1900,  page  1121,  and  House  Document  No. 
321,  Fifty-ninth  Congress,  second  session. 

GENERAL  DIPBOVEMENT. 

July  1,  1908,  balance  unexpended |12, 500. 00 

June  30,  1909,  amount  expended  during  the  fiscal  year  for  works  of 
improvement 10, 833.  61 

June  30,  1909,  carried  to  the  surplus  fund 1, 666. 49 


Digitized  by  VjOOQ IC 


BIVBB  AND  HABBOE  IMPROVEMENTS.  41 


BETWEEN  OARDINBR  AND  AUGUSTA. 


July  1, 1908,  balance  unexpended 36, 691. 30 

June  30,  1909,  amount  expended  during  the  fiscal  year  for  works  of 
improvement 36, 691. 30 

PEOM   THE    MOUTH  TO   GARDINER. 

July  1, 1908,  balance  unexpended $150,946.05 

Amoimt  appropriated  by  sundry  civil  act  approved  March  4, 1909 70, 000. 00 

220, 945.  05 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        61,743.87 

July  1, 1909,  balance  imexpended 159, 201. 18 

July  1,  1909,  outstanding  liabilities 15, 572.  39 

July  1,  1909,  balance  available 143, 628. 79 

July  1,  1909,  amount  covered  by  uncompleted  contracts 167, 867. 51 

Amount  (estimated)  required  for  completion  of  existing  project 43, 500. 00 


'  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 

July  1,1909 43,500.00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4,  1897. 

(See  Appendix  A  9.) 

10,  Portland  Harhor,  Maine. — The  entrance  to  the  main  part  of  the 
harbor  of  Portland,  or  the  anchorage,  has  always  been  good,  but 
before  improvement  the  approach  to  the  inner  harbor  was  obstructed 
by  a  shoal  known  as  the  Middle  Ground,  over  which  the  depth  was 
only  from  8  to  10  feet  at  mean  low  tide,  while  between  it  and  Stam-* 
ford  ledge  the  greatest  available  depth  was  only  16  feet.  The  best 
part  of  the  wharf  front  was  exposed  to  swell  from  the  main  entrance, 
which  sometimes  made  it  dangerous  for  vessels  to  lie  at  the  docks,  and 
along  this  front  the  depth  was  in  some  places  as  shallow  as  4  feet. 

The  first  work  of  improvement  undertaken  bv  the  Government  was 
the  construction  of  the  breakwater.  This  was  begun  as  early  as  1836. 
It  was  completed  in  1874. 

The  work  of  deepening  the  harbor  was  begun  under  the  act  of  Con- 
gress of  1868,  the  plan  of  improvement  being  to  excavate  a  channel 
300  feet  wide  and  20  feet  deep  at  mean  low  tide  through  the  southern 
slope  of  the  Middle  Ground  and  to  remove  the  bar  oflf  the  Grand 
Trunk  Railroad  wharves  to  the  same  depth. 

The  project  was  modified  in  1870  so  as  to  provide  for  a  channel  400 
feet  wide,  and  again  in  1871  so  as  to  provide  for  a  channel  500  feet 
wide.     In  1872  further  modifications  were  made  by  including  in  the 

Eroiect  the  dredging  of  Back  Cove  and  the  dredging  of  the  inner 
arbor  up  to  the  harbor  commissioner's  Unes  to  a  deptn  of  16  feet  at 
mean  low  tide.  The  project,  modified  as  above  described,  excepting 
some  dredging  in  the  inner  harbor,  was  completed  by  1876.  Between 
1881  and  1886  the  Middle  Ground  was  removed  to  a  depth  of  21  feet 
at  mean  low  tide. 

A  further  deepening  of  a  portion  of  the  harbor  to  29  feet  at  mean 
low  tide  was  next  begun  under  the  project  of  1886.  To  this  was  sub- 
sequentlv  added,  in  1890,  a  small  amount  of  dredging  in  the  upper 
part  of  the  harbor. 
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In  1894  the  project  was  extended  to  cover  the  widening  of  the  upper 
part  of  the  29-foot  area  and  the  dredging  of  a  channel  25  feet  deep  to 
connect  the  deep  water  in  the  lower  part  of  the  harbor  with  deep 
water  in  the  upper  part.     This  work  was  completed  in  1894. 

By  the  act  of  June  3,  1896,  Congress  adopted  a  project  for  dredging 
to  30  feet  at  mean  low  tide  over  tne  greater  part  of  the  harbor,  at  an 
estimated  cost  of  $770,000,  and  included  in  the  project  the  rurther 
improvement  of  Back  Cove  at  a  combined  estimate  of  $946,250.  The 
same  act  appropriated  $20,000  for  beginning  work,  and  authorized 
the  making  of  a  contract  for  its  completion. 

The  latter  project  was  completed  in  1902,  at  a  cost  which  was  about 
$253,000  less  than  the  estimate.  By  the  sundry  civil  act  of  March  3, 
1905,  Congress  authorized  an  amendment  to  the  project  by  which  the 
30-foot  channel  was  to  be  continued  up  Fore  River  as  far  as  the  Boston 
and  Maine  Railroad  bridge,  a  channel  of  entrance  to  Back  Cove 
dredged  to  the  same  depth,  the  width  in  each  case  to  be  about  300 
feet,  and  a  small  area  on  the  south  side  of  the  harbor,  in  front  of  the 
old  dry  dock,  also  to  be  dredged. 

Expenditures  to  the  close  of  the  &cal  year  ending  June  30,  1909, 
have  been  $1,512,388.59 — $576,477.05  under  former  projects  and 
$935,911.54  under  the  existing  one.  All  the  projects  have  now  been 
accomplished,  including  the  amendment  of  tnat  of  1905,  which  was 
completed  in  September,  1908.  Appropriations  have  been  made  to 
the  extent  of  the  authorization  of  1896;  all  expenditures  have  been 
for  new  work. 

There  are  no  silt-bearing  streams  emptying  into  Portland  Harbor, 
and  the  improved  depths  obtained  under  the  project  will  be  prac- 
tically permanent.  The  maximum  draft  that  can  be  carried  to  the 
wharves  in  Portland  Harbor  at  mean  low  tide  is  30  feet  and  to  the 
wharves  in  Back  Cove  about  11  feet.  The  mean  range  in  tide  is  8.8 
feet. 

Two  principal  advantages  have  followed  this  large  improvement. 
A  large  and  well-sheltered  deep-water  anchorage  has  been  created 
imder  the  shelter  of  the  breakwater,  and  the  trans-Atlantic  vessels 
can  arrive  and  depart  from  their  docks  at  the  lowest  stages  of  tide. 

The  portion  of  the  harbor  in  which  most  of  the  dredging  has  been 
done  is  the  lower  part  of  so-called  Fore  River.  This  river  is  crossed 
by  foiu*  bridges.  Going  up  the  harbor  these  are:  (1)  Portland 
bridge;  (2)  bridge  of  the  Boston  and  Maine  Railroad,  Eastern  Divi- 
sion; (3)  Vaughan  bridge,  belonging  to  city;  (4)  bridge  of  Boston 
and  Maine  Railroad,  Western  Division.  Portland  bridge  has  a  draw 
65  feet  wide  and  admits  vessels  of  the  largest  class  coming  to  Portland. 
The  next  bridge  has  a  draw  opening  of  60  feet,  and  the  city  of  Port- 
land has  recently  reconstructed  the  third  bridge  with  openings  of  not 
less  than  60  feet.  The  improvements  in  the  bridges  and  the  new 
channel  afford  great  reUef  to  the  coal  trade  and  other  deep-draft 
commerce,  which  was  formerly  much  hampered  and  retarded  by  lack 
of  room  and  sufficient  water. 

The  commerce  for  1908  is  given  as  2,932,517  tons,  of  which  more 
than  one-half  was  coal.  The  value  of  the  commerce  is  estimated  by 
the  shippers  as  $86,054,108.99. 

It  is  impracticable  to  make  a  definite  statement  as  to  the  effect  of 
the  improvement  on  freight  rates,  but  a  large  trans-Atlantic  business 
has  been  greatly  helped,  and  the  capacity  of  the  harbor  has  kept 
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pace  with  the  increase  in  size  and  draft  of  vessels  used  in  the  coal 
traffic,  with  the  accompanying  saving  in  cost  of  transportation. 

For  reports  on  examinations  and  surveys,  see  Annual  Reports  of 
the  Chief  of  Engineers  for  1886,  page  541;  1893,  page  735;  1901,  page 
1009,  and  House  Docimient  No.  445,  Fifty-ninth  Congress,  first 
session,  and  No.  896,  Sixtieth  Congress,  first  session. 

July  1, 1908,  balance  unexpended $42,228.30 

Received  from  sales 6.00 

42,234.30 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     31,886.84 

July  1,  1909,  balance  unexpended 10,347.46 

July  1, 1909,  outstanding  liabilities 37.50 

July  1, 1909,  balance  available 10,309.96 

(See  Appendix  A  10.) 

11.  Saco  River  J  Maine. — In  its  original  condition  Saco  River  had 
a  very  winding  course,  with  abrupt  bends  and  narrows,  which,  with 
its  sunken  rocks  and  ledges,  presented  many  difficulties  of  naviga- 
tion.   The  depth  on  the  bar  was  only  2  feet  at  mean  low  water. 

The  original  projects  appear  to  have  been — 

(1)  From  1824  to  1827,  for  the  erection  of  piers,  placing  beacons  and 
buoys,  and  removing  obstructions  near  the  entrance  to  the  harbor. 
Under  this  project  12  piers  of  timber  and  stone  were  built,  10  in  the 
river  to  mark  sunken  rocks  and  to  facilitate  navigation  by  sailing 
vessels,  and  2  outside  the  mouth  designed,  but  without  success,  to 
create  a  channel  through  the  bar.  The  construction  and  maintenance 
of  these  works  cost,  1824-1827,  $12,000. 

(2)  Adopted  by  the  act  of  June  23, 1866,  to  construct  a  breakwater 
2,915  feet  long  connecting  the  two  outside  piers,  and  to  repair  the 
river  piers  and  improve  the  channel.  Under  this  project,  completed 
in  1874,  the  channel  in  the  river  and  through  the  oar  was  improved, 
and  a  breakwater  built  on  the  north  side  of  the  channel  4,200  feet 
long  and  10  feet  high  above  mean  low  water,  at  an  expense  of 
$162,271.75. 

The  existing  project  is  the  consolidation  by  the  act  of  September 
19,  1890,  of  the  project  adopted  in  1884  for  repairing  the  breakwater, 
extending  it  2.200  feet  to  Snarps  ledge,  buildmg  a  stone  jetty  on  the 
south  side  of  tne  channel,  and  dredging  between  the  jetties,  at  an  esti- 
mated cost  of  $356,500;  and  the  project  adopted  in  1886  tor  improv- 
ing the  river  to  Saco,  5  miles  above  its  moutn,  to  the  depth  of  6  feet 
at  mean  low  water,  estimated  to  cost  $50,000,  amounting  to  $406,500. 
About  43  per  cent  of  this  project  has  been  completed,  i.  e.,  all  except 
the  extension  of  the  breatwater  to  Sharps  ledge,  which  is  estimated 
to  cost  $200,000  and  upon  which  no  work  has  been  done.  In  order  to 
maintain  the  desired  aepth  the  extension  of  this  breakwater  will  be 
necessary  to  stop  the  influx  of  sand  from  the  north.  Possibly  the  full 
extension  proposed  will  not  be  required. 

To  June  30,  1909,  there  had  been  expended  on  the  consolidated 
project  $172,258.37.  The  depth  on  the  bar  at  the  mouth  of  the  river 
IS  aoout  3i  feet  at  mean  low  tide.  The  depth  of  6  feet  in  the  river 
above  appears  to  have  been  maintained. 

The  mean  range  of  tides  is  8.8  feet. 
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The  head  of  navigation  is  at  Saco  and  Biddeford,  on  opposite  sides 
of  the  river,  to  which  towns,  about  5  miles  above  the  bar,  the  river  is 
navigable  in  fact.  The  stream  above  is  devoted  to  water-power 
development  and  a  small  amount  of  lumbering. 

The  commerce  for  1908  amounted  to  44,074  tons,  chiefly  coal,  of  an 
estimated  value  of  $216,517.  The  freight  rates  on  coal  are  probably 
affected  by  the  existence  of  water  transportation,  but  it  is  believed 
that  with  a  greater  depth,  permitting  the  use  of  lai^er  vessels,  a 
reduction  in  rates  could  be  had  which  would  operate  to  greatly 
increase  the  tonnage. 

It  is  proposed  to  apply  the  appropriation  recommended  to  extend- 
ing the  breakwater  toward  Sharps  ledge,  with  the  view  of  securing 
greater  depth  over  the  bar  at  the  mouth  of  the  river. 

A  description  of  the  harbor  and  of  the  earliest  improvement  is 
published  m  the  Annual  Report  of  the  Chief  of  Engineers  for  1866, 
page  188.  The  present  project  for  improvement  at  the  river's  mouth 
IS  published  in  tne  report  for  1884,  page  484,  and  for  improving  the 
river  above  the  bar  in  the  report  for  1886,  page  552. 

July  1,  1908,  balance  unexpended |5, 241. 63 

July  1, 1909,  balance  unexpended 5, 241. 63 


Amount  (estimated)  required  for  completion  of  existing  project 200, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 40,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  All.) 

IS,  Cape  Porpoise  Harbor,  Maine, — Originally  the  harbor  had  a 
depth  of  about  13  feet  at  mean  low  tide,  but  for  a  small  area  only, 
and  the  entrance  was  obstructed  by  a  bar  on  which  there  was  only 
about  10  feet  of  water  at  mean  low  tide.  The  anchorage  was  too 
small  to  accommodate  the  craft  seeking  the  harbor  for  refuge  only, 
aside  from  the  local  commerce. 

Under  a  project  adopted  March  3,  1899,  a  channel  of  entrance  200 
feet  wide  and  16  feet  deep  at  mean  low  tide  and  an  anchorage  area 
about  3,000  feet  long,  600  feet  wide,  and  15  feet  deep  at  mean  low 
tide  were  secured  by  the  close  of  the  fiscal  year  1902,  under  an  outlay 
of  $72,501.15. 

A  new  project  was  adopted  by  the  act  of  March  2,  1907,  to  deepen 
and  straighten  the  outer  entrance  channel,  which  was  narrow  and 
crooked,  so  as  to  give  a  depth  of  18  feet  at  mean  low  tide  for  a  width 
of  200  feet.  The  estimated  cost  was  $46,000,  and  that  amount  was 
appropriated  by  the  act  of  1907.  The  amount  expended  on  the 
existing  project  to  the  close  of  the  fiscal  year  1909  is  $43,692.80. 
The  work  consisted  entirely  of  ledge  excavation.  At  the  close  of 
the  last  fiscal  year  about  80  per  cent  of  the  area  had  been  drilled  and 
blasted.  On  the  4th  of  December,  1908.  the  work  was  completed, 
giving  a  straight  outer  entrance  cnannel  about  190  feet  wiae  and 
18  feet  deep  at  mean  low  tide.  The  total  excavation  amounted  to 
3,999  cubic  yards,  measured  in  place.     It  was  done  under  contract. 

The  mean  range  of  tide  is  8.8  feet. 

No  commercial  statistics  have  been  obtained,  but  the  commerce 
amounts  to  about  50,000  tons,  chiefly  bricks,  clay,  and  coal. 
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While  the  improvement  may  incidentally  have  an  effect  on  freight 
rates,  the  principal  benefit  consists  in  straightening  and  making  easier 
a  crooked  entrance,  difficult  and  dangerous  in  fog  and  storm. 

For  reports  on  examinations  and  surveys  see  Annual  Reports  of 
the  Chief  of  Engineers  for  1895,  page  583;  for  1899,  page  1050,  and 
House  Document  No.  191,  Fifty-ninth  Congress,  first  session. 

July  1, 1908,  balance  unexpended o$44,436. 67 

June  30,  1909,  amount  expended  diuing  fiscal  year  for  works  of  improve- 
ment       42,129.37 

July  1,  1909,  balance  unexpended 2,307.20 

July  1,  1909,  outstanding  liabilities 102.13 

July  1, 1909,  balance  available o  2, 205. 07 

(See  Appendix  A  12.) 

IS,  Ilarhor  at  Isles  of  Shoals j  Maine. — The  most  protected  anchor- 
age at  Isles  of  Shoals,  known  as  Gosport  Harbor,  lies  between  Star 
Island  on  the  south  and  southwest.  Cedar  Island  on  the  southeast, 
and  Smuttynose  Island  on  the  north  and  northeast.  At  mean  low 
water  its  anchorage  of  about  32  acres  had  a  depth  of  18  to  48  feet  and 
none  of  its  entrances  less  than  24  feet. 

The  original  project  of  March  3,  1821,  appears  to  have  been  to 
rebuild  the  small  breakwater  on  the  north  side  of  Haleys  Cove,  pro- 
jecting westerly  from  Smuttynose  Island  to  Cedar  Island,  directly 
protecting  Gosport  Harbor  from  easterly  storms. 

The  amount  expended  on  the  original  project  prior  to  operations 
under  the  existing  project  was  $13,251.61. 

The  existing  project,  adopted  by  the  act  of  June  13,  1902,  is  to  con- 
struct a  breaKwater  on  the  base  of  the  breakwater  that  was  built 
under  the  project  of  1821  between  Smuttynose  and  Cedar  islands,  the 
upper  part  of  which  throughout  its  lengtn  had  been  demohshed  down 
to  the  level  of  IJ  feet  above  mean  low  water,  at  an  estimated  cost  of 
$30,000. 

The  amount  expended  on  the  work  of  the  existing  project  to  June 
30,  1909,  is  $28,201.60,  all  for  improvement,  with  which  the  break- 
water between  Smuttynose  and  Cedar  islands  has  been  completed  to 
the  height  of  15  feet  above  mean  low  water,  completing  the  project. 

The  mean  range  of  tides  is  8.6  feet. 

The  commerce  benefited  by  the  improvement  is  inconsiderable,  but 
the  harbor  is  of  value  as  a  harbor  of  refuge  in  the  open  sea  6  miles  oflF 
the  coast. 

The  tonnage  for  1908  is  given  as  2,208  tons,  with  an  estimated 
value  of  about  $65,000. 

A  report  of  a  survey  of  the  Smuttynose  Island  breakwater  is 
published  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1875, 
rart  2,  page  421.  A  description  of  the  harbor,  with  survey  and 
estimate  for  the  new  breakwater,  is  given  in  the  Annual  Report  for 
1900,  page  1172. 

July  1,  1908,  balance  unexpended $1,798.40 

June  30,  1909,  carried  to  the  surplus  fund 1,798.40 

(See  Appendix  A  13.) 

a  Balance  of  appropriation  of  June  6,  1900,  amounting  to  $7,498.85,  not  considered 
applicable  under  exi&ting  project. 
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14'  Gocheco  RiveTy  New  Hampshire. — Appropriations  amounting  to 
$10,060,  made  from  1829  to  1837,  inclusive,  had  been  applied  to  the 
reduction  of  obstructions  in  the  natural  channel  prior  to  the  sys- 
tematic improvement  of  this  river,  begim  in  1870,  when  it  was  found 
to  have  a  good  channel  not  less  tnan  6  feet  deep  at  mean  low  water 
from  its  confluence  with  the  Piscataqua  River  to  the  Lower  Narrows, 
about  li  miles  below  the  lowest  bridge  at  Dover.  Above  the  Lower 
Narrows  the  channel  was  obstructed  oj  ledges  and  shoals  upon  which 
at  mean  low  water  the  depth  was  from  6  inches  to  2  feet.  The 
original  project  for  systematic  improvement,  adopted  by  the  act  of 
March  3,  1871,  was  to  obtain  a  channel  40  feet  wide  and  4  feet  deep 
at  mean  low  water  from  the  Lower  Narrows  to  the  head  of  navigation 
at  Dover.  Under  the  original  and  amended  projects  completed  in 
1888  the  amount  expended  prior  to  operations  under  the  existing 
project,  including  the  expenditures  from  1829  to  1837,  was  $170;060. 

The  existing  project,  adopted  by  the  act  of  September  19,  1890,  is 
to  obtain  a  channel  60  to  75  feet  wide  and  7  feet  deep  at  mean  low 
water  (in  rock  60  feet  wide  and  7^  feet  deep)  from  the  mouth  of  the 
river  to  the  head  of  navigation,  at  an  estimated  cost  of  $175,000.  By 
the  act  of  June  13,  1902.  this  project  was  extended  to  include  the 
restoration  of  the  channel  in  the  Lamprey  River,  which,  from  1881- 
1883,  imder  specific  appropriations,  had  been  dredged  at  mean  high 
water  100  feet  wide  and  12  feet  deep  to  the  Lower  Narrows  and  40  feet 
wide  and  11  feet  deep  to  the  wharves  at  Newmarket,  N.  H. 

To  June  30,  1909,  there  has  been  expended  on  the  existing  project 
for  improving  Cocheco  River,  $137,000,  as  follows:  Cocheco  River, 
for  inrprovement,  $119,089.93;  for  maintenance,  $9,642.54;  for  Lam- 
prey Kiver,  for  maintenance,  $8,267.53.  As  a  result  the  channel  in 
Cocheco  River  has  been  completed  except  over  a  small  portion  about 
3,500  feet  below  DovQf ,  where  some  additional  ledge  excavation  may 
be  necessary,  the  basin  at  Dover  and  the  channel  near  the  mouth, 
where  shoaling  had  occurred,  have  been  redredged,  and  the  channel  in 
Lamprey  River  has  been  restored  to  the  full  authorized  dimensions. 

The  maximum  draft  that  can  be  carried  in  Cocheco  River  is  6i  feet 
at  mean  low  tide,  and  in  Lamprey  River  11  feet  at  high  tide. 

The  mean  range  of  tide  is  6.8  leet. 

The  head  of  navigation  is  at  the  lowest  bridge  in  Dover,  to  which 
point,  3  miles  from  its  confluence  with  the  Piscataqua  River  and  13 
miles  from  the  sea,  the  Cocheco  River  is  navigable  in  fact. 

The  commerce  for  1908  amounted  to  169,408  tons,  consisting 
largely  of  cement,  bricks,  clay,  coal,  and  lumber,  with  an  estimated 
value  of  $813,880.  It  is  reported  that  the  effect  of  the  improvement 
has  been  to  reduce  freight  rates  and  to  keep  railroad  rates  down. 

The  original  project,  adopted  in  1871,  is  published  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1871,  page  858;  the  existing 
project,  adopted  in  1890^  in  the  Annual  Report  for  1890,  page  475. 
A  map  of  Cocheco  River  m  the  vicinity  of  Dover  may  be  found  in  the 
Annual  Report  for  1885,  page  474. 

July  1, 1908,  balance  unexpended $4,711.00 

July  1,  1909,  balance  unexpended 4,711.00 

(See  Appendix  A  14.) 
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IB.  Harbor  of  refuge  at  Litde  HarhoTj  New  Hampshire, — In  its 
original  condition  tne  entrance  to  Little  Harbor  was  But  3  feet  deep 
at  mean  low  water,  and  its  anchorage  ground,  650  by  125  feet  in  area 
and  9  feet  in  depth  at  mean  low  water,  was  exposea  to  the  full  force 
of  the  sea. 

The  original,  which  is  also  the  existing  project,  adopted  by  the  act 
of  August  5, 1886,  extended  by  act  of  August  11,  1888,  and  as  reduced 
in  1894,  is  to  obtain  a  channel  3,000  feet  long,  100  feet  wide,  and 
12  feet  deep  at  mean  low  water,  and  an  anchorage  basin  of  the  same 
depth  40  acres  in  area,  and  construct  two  breakwaters  at  the  entrance, 
at  an  estimated  cost,  as  revised  in  1894,  of  $145,000. 

To  June  30, 1909,  the  amount  expended  on  the  existing  project  is — 
for  improvement,  $133,227.33;  for  maintenance,  $3,121.74;  total, 
$136,349.07,  with  which  the  project  has  been  completed;  but  it  may 
be  necessary  to  do  some  work  on  the  breakwaters  from  time  to  time. 

The  maxunum  draft  over  the  shoalest  part  of  the  improved  channel 
and  basin  is  11  feet  at  mean  low  water.  The  mean  range  of  tides  is 
8  feet. 

The  commerce  benefited  is  inconsiderable,  and  the  improvement  is 
desired  to  afford  a  harbor  of  refug:e  for  yachts  and  coastwise  vessels. 

The  original  project  is  published  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1882,  page  507;  the  modifications,  with  map  of  the 
harbor,  in  the  report  for  1887,  page  470. 

July  1, 1908,  balance  unexpended $8,650.93 

June  30, 1909,  carried  to  the  Burplue  fund 8, 660.  93 

(See  Appendix  A  15.) 

16.  Removing  sunken  vessels  or  craft  olstructina  or  endangering  navi- 
gation.— ^A  contract  has  been  made  for  removal  of  the  wreck  of  the 
schooner  Annie  L.  Henderson,  which  was  burned  and  simk  in  about 
15  feet  of  water  at  mean  low  tide,  in  Bangor  Harbor,  Peifobscot  River, 
Maine.    The  wreck  is  due  to  be  removed  during  July,  1909. 

The  schooner  J.  H.  Q.  PerTcins  was  wrecked  and  sunk  in  the  entrance 
to  Cape  Porpoise  Harbor,  Maine.  It  was  removed  in  December,  1908, 
at  a  cost  of  $54.65. 

(See  Appendix  A  16.) 

EXAMINATIONS  AND  SURVEYS  MADE  IN  COMPLIANCE  WITH  BIVEB  AND 
HABBOB  ACT  APPBOVED   MABCH   2,  1907. 

Reports  on  preliminary  examinations  and  surveyTS  required  by  the 
river  and  harbor  act  of  March  2, 1907,  of  the  following  localities  within 
this  district  were  duly  submitted  by  the  district  officer.  They  were 
reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  were  transmittea  to  Congress  and  printed  in  documents 
as  indicated: 

1 .  Preliminary  examination  and  survey  of  Camden  Harbor,  Maine. — 
Reports  dated  October  21,  1907,  and  October  7,  1908,  respectively, 
are  printed  in  House  Document  No.  1117,  Sixtieth  Congress,  second 
session.  A  plan  for  improvement  at  an  estimated  cost  of  120,000  is 
presented. 
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£,  Preliminary  examination  and  survey  of  PeppereUs  Cove,  Maine 
(an  arm  of  Portsmouth  Harbor,  Maine  and  New  Hampshire),  with  a 
view  to  its  deepening  and  the  removal  of  a  ledge. — Reports  dated  August 
21,  1907,  and  October  6,  1908,  respectively,  are  printed  in  House 
Document  No.  1081,  Sixtieth  Congress,  second  session.  A  plan  for 
improyement  at  an  estimated  cost  of  $158,400  is  presented. 

S.  Preliminary  examination  and  survey  of  Isles  of  Shoals,  Maine  and 
New  Hampshire^  with  a  view  to  the  construction  of  a  breahuxUer. — ^Re- 
ports dated  September  6,  1907,  and  September  28,  1908,  respectively, 
are  printed  in  House  Document  No.  1122,  Sixtieth  Congress,  second 
session.  A  plan  for  building  a  breakwater  between  Cedar  and  Star 
islands  at  an  estimated  cost  of  $40,000  is  presented. 

4.  Preliminary  examination  and  survey  of  Penobscot  Bayj  Maine, 
with  a  view  to  the  establishment  of  a  harbor  having  a  depth  of  26  feet,  or 
sufficient  to  meet  the  demands  of  commerce, — Reports  dated  Octolber  25, 
1907,  and  November  5,  1908,  respectively,  are  printed  in  House 
Document  No.  1166,  Sixtieth  Congress,  second  session.  A  plan  of 
improvement  at  an  estimated  cost  of  $38,000  is  presented. 

IMPROVEMENT    OF  RIVERS  AND  HARBORS  IN  THE  BOSTON,  MASSA- 
CHUSETTS, DISTRICT. 

This  district  was  in  the  chaise  of  Lieut.  Col.  Edward  Burr,  Corps 
of  Engineers,  having  under  his  immediate  orders  First  Lieut.  Ulysses 
S.  Grant,  3d,  Corps  of  Engineers.  Division  engineer,  Col.  John  G.  D. 
Knight,  Corps  of  Engineers. 

/.  Newburyport  Harbor,  Massachusetts, — Prior  to  specific  appro- 
priations for  Newburyport  Harbor  funds  applicable  to  Merrimac 
River,  of  which  it  is  the  estuary,  were  devoted  to  removing  a  sand  bar 
and  constructing  a  breakwater  at  the  river's  mouth,  1828  to  1836,  and 
to  removing  obstructing  ledges,  piers,  and  wrecks,  1870  to  1880.  In 
its  oridnal  condition  the  outlet  of  the  Merrimac  River,  which  be- 
tween rlum  Island  and  Sahsbury  Point  was  1,000  feet  wide  and  30 
feet  deep  at  mean  low  water,  was  obstructed  by  a  sand  bar,  nearlv  a 
mile  outside,  through  which,  in  1880,  a  narrow  channel  about  7  feet 
deeo  at  mean  low  water  was  maintained  by  the  current  of  the  river. 

The  original  project  adopted  by  the  act  of  June  14,  1880,  which  is 
the  existing  project,  is  to  create  at  the  outer  bar  a  permanent  channel 
1,000  feet  wide  and  at  least  17  feet  deep  at  mean  low  water,  by  con- 
structing two  converging  jetties,  projecting,  one  from  the  north  shore 
2,910  feet,  the  other  rrom  the  south  shore  1,500  feet,  their  outer  ends 
1,000  feet  apart,  which,  with  the  protection  of  the  beach  in  their  vicin- 
ity, was  estimated  in  1881  to  cost  $365,000.  The  direction  of  jetties 
and  shore  protection  was  modified  in  1883,  and  in  1882  the  partial 
closing  of  Plum  Island  Basin  with  a  timber  dike  about  800  feet  long 
and  5i  feet  above  mean  low  water  was  added  to  the  project,  increasing 
the  cost  (as  estimated  in  1884)  to  $375,000.  In  1884  a  modification  of 
the  project  provided  for  extending  both  jetties  610  feet  parallel  to  the 
axis  of  the  channel,  and  in  1886  for  mcreasing  that  extension  to 
1,000  feet,  increasing  the  cost  of  the  work,  as  estimated  in  1897,  to 
$599,547.49. 

To  June  30,  1909,  the  amount  expended  on  this  project  was  $396,- 
652.79,  of  which  $9,379.66  was  for  maintenance.  In  addition,  $600 
was  expended  in  1901  for  removal  of  North  rock  imder  authority  of 

Digitized  by  VjOOQ IC 


RIVER  AND  HARBOR  IMPROVEMENTS.  49 

act  of  March  3,  1899.  The  expenditure  for  maintenance  in  the  fiscal 
year  1909  ($1,557.87),  was  applied  to  retopping  the  outer  end  of  the 
north  jetty.  By  way  of  refundment,  $796.31  was  recovered  from  a 
failing  contractor. 

With  the  expenditure  for  improvement,  the  north  jetty  has  been 
completed  for  a  total  length  of  2,868  feet  and  the  south  jetty  com- 

Eleted  except  for  a  distance  of  30  feet  at  its  outer  end;  the  Plum 
3land  Basin  has  been  closed  with  a  timber  dike  817  feet  long,  5^  feet 
high  above  mean  low  water,  except  near  the  middle,  where  a  weir  150 
feet  long  and  2  feet  above  mean  low  water  was  left  temporarily,  and 
two  sand  catchers,  respectively  480  and  572  feet  in  lengtn,  have  been 
built  in  rear  of  the  south  jetty.  Both  jetties  are  15  feet  wide  on  top, 
which  is  in  a  plane  12  feet  above  mean  low  water,  and  have  slopes  of 
1  on  2  on  the  seaward  face  and  1  on  1  on  the  shoreward  face.  The 
project  is  about  80  per  cent  completed. 

June  30,  1909,  the  maximum  draft  that  can  be  carried  over  the 
bar  at  mean  low  water  is  12  feet.    The  mean  range  of  tides  is  7.7  feet. 

The  commerce  of  the  harbor,  chiefly  coal,  amounted  in  1907  to 
209,896  tons,  and  in  1908  to  251,239  tons.  Of  the  latter  amount 
113,840  tons  were  reshipped  to  points  on  the  Merrimac  and  Powow 
rivers. 

It  is  reported  that  the  improvement  made  has  reduced  freight  rates 
25  cents  per  ton,  and  that  if  the  projected  depth  of  17  feet  at  mean 
low  water  be  obtained  over  the  outer  bar  it  would  still  further  reduce 
the  freight  rates  15  to  25  cents  per  ton. 

The  amount  estimated  as  a  profitable  expenditure  in  the  fiscal  vear 
ending  June  30,  1911,  will  be  applied  to  the  further  extension  of  the 
north  jetty. 

The  original  project  as  reported  by  a  Board  of  Engineers,  with 
map  of  the  haroor,  is  published  in  Annual  Report  of  the  Chief  of 
Engineers  for  1881,  page  502;  the  modifications  in  jetties  and  shore 
protection,  in  reports  for  1883,  pa^e  437,  and  1884,  page  494;  the 
parallel  extension  of  the  jetties,  with  map  and  additional  estimate,  in 
report  for  1897,  page  825,  and  a  survey  of  the  bar  and  entrance,  in 
report  for  1905,  page  802. 

A  survey  and  map  of  the  bar  and  entrance,  with  estimate  for  re- 
moving obstructions  in  the  mouth  of  the  river,  are  published  in 
House  Document  No.  339,  Fifty-ninth  Congress,  second  session. 

July  1, 1908,  balance  unexpended 114, 781. 21 

Amount  recovered  from  failing  contiactor 795. 31 

16, 576. 52 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement Ill,  876. 13 

For  maintenance  of  improvement 1, 557. 87 

13,434.00 


July  1, 1909,  balance  unexpended 2, 142. 52 

Amount  (estimated)  required  for  completion  of  existing  project 209, 369.  28 

'Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 75,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 

,    1897. 

See  Appendix  B  1. 
90(0— SKG  1909 4 
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i.  Merrimac  River ,  Masaachuaetts, — In  its  original  condition  the 
Merrimac  River  had  a  practicable  channel  7  feet  deep  at  mean  low 
water  from  its  mouth  9  miles  to  South  Amesburv,  but  besides  being 
narrow  and  crooked  the  channel  was  obstructed  by  ledges,  bowlders, 
and  shoals. 

The  original  projects  appear  to  have  been — 

(1)  For  improving  the  bar  at  the  mouth  of  the  river,  by  erection 
of  piers  or  other  worKs,  adopted  bv  act  of  May  23, 1828;  subsequently 
improved  under  separate  project  for  ''Improving  harbor  at  Newbury- 
port,  Mass." 

(2)  For  the  improvement  of  the  river  above  the  mouth,  by  the 
removal  of  the  remains  of  a  dam  at  the  upper  faUs  and  of  a  rock  at 
the  lower  falls,  of  Gangway  rock  in  Newouryport  Harbor,  and  a 
wreck  near  the  mouth  of  the  river. 

Upon  the  original  and  modified  projects,  prior  to  operations  under 
the  existing  project,  there  were  expended:  Upon  the  project  of  1828, 
$67,466.72,  and  upon  the  project  of  1870,  as  largely  extended  by  the 
acts  of  June  23,  1874,  and  June  3,  1896,  $187,000;  total,  $264,466.72. 

The  existing  project,  adopted  by  the  act  of  March  3,  1899,  is  to 
obtain  a  channel  7  feet  deep  at  mean  low  water,  150  feet  wide, 
from  Newburyport  14^  miles  to  Haverhill,  at  an  estimated  cost  of 
$171,442.70. 

The  amount  expended  on  the  existing  project  to  Jime  30,  1909,  is 
$117,989.48,  of  which  $2,564.71  was  applied  to  maintenance  of  im- 
provement, and  10  cents  derived  from  sales.  With  this  expenditure 
the  channel  has  been  completed  to  the  full  projected  depth  and  width. 

The  commerce  of  the  river  is  chiefly  in  coal  distributed  to  the  cities 
and  towns  along  its  banks,  and  amoimted  in  1907  to  98,442  tons,  and 
in  1908  to  113,840  tons.  The  improvement  of  the  channel  is  reported 
to  enable  the  deUveiy  of  coal  by  water  at  rates  35  to  50  cents  per  ton 
less  than  by  rail. 

The  head  of  navigation  is  at  the  hat  factory,  one-half  jmile  above 
the  railroad  bridge  at  Haverhill,  to  which  pomt  the  stream  is  navi- 
gable in  fact,  17i  miles  above  its  mouth  in  riewburyport  Harbor. 

June  30, 1909,  the  maximum  draft  that  can  be  carried  at  mean  low 
water  over  the  shoalest  part  of  the  improved  channel  is  7  feet,  except 
just  below  Rocks  Bridge,  where  it  is  reduced  by  small  bowlders  to 
about  5  feet. 

The  removal  of  these  bowlders  is  in  progress. 

The  mean  range  of  tides  is,  at  the  mouth  of  the  river,  7.7  feet,  and 
at  Haverhill  Bridge  4.6  feet,  at  low-water  stage  of  the  river. 

The  project  of  1870-1874  is  published  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1869,  page  421 ;  as  extended  in  1874,  in  report 
for  1876,  page  165;  as  extended  in  1896,  in  report  for  1896,  page  616; 
and  the  existing  project  adopted  in  1899,  in  report  for  1897,  page  865. 

The  report  of  a  survey,  with  estimate  of  cost  to  deepen  the  channel 
to  9  feet  at  mean  low  water,  is  published  in  Annual  Report  for  1904, 
paces  872-878. 

An  examination  for  a  channel  12  feet  deep  to  Haverhill  (imfavor- 
ably  reported),  and  a  survey  and  estimate  for  removing  obstructions 
at  the  mouth  of  the  river  (favorably  reported),  made  in  1906,  are 
published  in  House  Document  No.  339,  Fifty-ninth  Congress,  second 
session. 
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Reports  of  examination  and  survey,  with  map,  for  a  channel  14 
feet  deep  from  the  mouth  of  the  river  to  HaverhilL  by  providing  locks 
and  dams,  are  printed  in  House  Document  No.  2,  Sixty-first  Congress, 
first  session. 

The  project  having  been  completed,  it  is  proposed  to  apply  the 
appropriation  recommended  to  the  maintenance  of  the  improved 
cnannel. 

July  1,  1908,  balance  unexpended |3, 142. 58 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 10,000.00 

13, 142. 58 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      1, 131. 96 

July  1,  1909,  balance  unexpended 12, 010. 62 

July  1,  1909,  outstanding  liabilities 760. 75 

July  1,  1909,  balance  avaUable 11, 249. 87 

July  1,  1909,  amount  covered  by  imcompleted  bontracte 2, 675. 92 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10.000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  B  2.) 

5.  Essex  River,  Massdchusetls. — In  its  original  condition  Essex 
River  had  a  channel  not  less  than  6  feet  deep  at  mean  low  water  from 
its  mouth  in  Ipswich  Bav  for  a  distance  of  about  2\  miles*  but  thence 
for  2^  miles  to  the  head  of  navigation  in  fact  at  the  railroad  bridge 
at  Essex,  the  channel  was  narrow,  crooked,  and  shallow,  having  a 
greatest  continuous  depth  of  1.7  feet,  navigation  being  further  un- 
peded  by  bowlders  obstructing  the  channel. 

The  original  project,  adopted  July  13.  1892,  which  is  also  the  ex- 
isting project,  is  to  obtain  a  channel  4  leet  deep  at  mean  low  water 
and  60  feet  wide  to  the  head  of  navigation,  at  an  estimated  cost  of 
$25,000;  modified,  March  23,  1899,  by  limiting  the  improvement  to 
the  channel  below  the  bridge  at  Essex,  which  had  been  rebuilt  with- 
out a  draw. 

To  June  30,  1909,  the  amount  expended  was  $23,463.93,  of  which 
$21,759.21   was  for  improvement  and  $1,704.72  tor  maintenance. 

Although  the  completion  of  the  channel  up  to  the  highway  bridge 
at  Essex  was  reported  February  2,  1901,  complaint  was  made  in  1905 
of  an  obstruction  in  mid-channel,  and  in  June,  1905,  a  group  of  sev- 
eral bowlders,  about  1,300  feet  below  the  head  of  navigation  and 
within  the  scope  of  the  approved  project,  was  removed  at  an  expense 
of  $300. 

For  the  restoration  of  the  channel  $5,000  was  appropriated  by  the 
act  of  March  2,  1907,  and  in  accordance  with  a  proviso  in  the  same 
act  the  State  of  Massachusetts  has  appropriated  and  paid  to  the 
Secretary  of  War  an  additional  $5,000,  and  the  consolidated  appro- 
priation is  bein^  applied  to  the  restoration  of  the  channel  by  the 
removal  of  i^oab. 
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The  maximum  draft  that  can  be  carried,  June  30,  1909,  over  the 
shoalest  part  of  the  locality  under  improvement  is  reported  to  be 
about  2  feet.     The  mean  range  of  tides  is  8.8  feet. 

No  freiffht  is  carried  on  the  river,  but  the  improvement  is  for  the 
purpose  of  permitting  the  exit  of  about  30  fishmg  schooners  which 
are  built  annually  on  the  river,  each  of  about  125  tons  register,  at  an 
average  cost  of  $12,000. 

The  project,  witn  map  and  report  of  survey,  is  published  in  the 
AnnualReport  of  the  Chief  of  Engineers  for  1891,  pages  676-678. 

The  report  of  a  preliminary  examination  of  tne  river,  made  in 
1905,  is  printed  in  House  Document  No.  68,  Fifty-ninth  Congress, 
first  session. 

July  1,  1908,  balance  unexpended $7,860.00 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      1,313.93 

July  1, 1909,  balance  unexpended 6,536.07 

July  1, 1909,  outstanding  liabilities 125.74 

July  1, 1909,  balance  available 1 6, 410. 33 

July  1, 1909,  amount  covered  by  uncompleted  contracts 5, 991. 74 

(See  Appendix  B  3.) 

4.  Harbor  of  refuge,  Sandy  Bay,  Cape  Ann,  Massachusetts. — In 
its  original  condition  this  bay,  whose  southerly  shore  extends  about 
2  miles  westerly  from  the  point  of  Straitsmouth  Island,  and  thence 
about  2  miles  northerly  to  Andrews  Point,  had  a  good  holding  ground 
of  sand  mixed  with  mud,  and  a  depth  of  7^  to  15  fathoms  at  mean 
low  water,  but  wfw  fully  exposed  to  easterly,  northeasterly,  and  north- 
erly gales.  The  original  project,  adopted  by  the  act  of  July  5,  1884, 
was  to  build  a  breakwater  consisting  of  a  moimd  of  rubblestone  to  the 
grade  of  22  feet  below  mean  low  water,  40  feet  wide  on  top,  to  be  sur- 
mounted by  a  masonry  wall,  and  to  extend  from  Averys  ledge  a  Uttle 
west  of  north  3,600  feet  to  Abners  ledge,  thence  5,400  feet  north- 
westerly in  the  direction  of  Andrews  Point,  covering  an  anchorage  of 
about  1,377  acres. 

This  project,  with  the  cross  section  of  the  breakwater  as  modified 
by  a  Board  of  Engineers  February  13,  1900,  is  the  existing  project, 
the  breakwater  to  consist  of  a  mound  of  rubblestone  built  to  the  grade 
of  12  feet  below  mean  low  water,  where  it  will  have  a  width  of  117 
feet,  its  harbor  slope  to  be  1  on  1,  its  seaward  slope  1  on  1  up  to  25 
feet  below  mean  low  water,  and  1  on  2  thence  to  the  top,  12  feet  below 
mean  low  water;  the  rubble  moxmd  to  be  surmounted  with  a  core  of 
rubblestone,  to  be  faced  with  selected  stone  to  be  laid  horizontally  on 
the  sea  face,  to  weiffh  not  less  than  8  tons  each  and  to  be  laid  with  a 
batter  of  1  on  2,  and  on  the  harbor  face  to  weigh  not  less  than  3  tons 
each  and  be  laid  with  a  batter  of  1  on  1 ;  to  be  surmoimted  at  grade  17 
above  mean  low  water  with  a  single  course  of  capstones,  whose  upper 
surface  shall  be  22  feet  above  mean  low  water;  at  an  estimated  cost 
(as  revised  m  1900)  of  $6,904,952.25. 

The  river  and  harbor  act  of  March  2,  1907,  authorized  a  continuing 
contract  for  this  work  to  the  extent  of  $100,000  in  excess  of  the  appro- 
priations then  made.    This  sum  has  since  been  appropriated. 
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The  amount  expended  under  the  existing  project  to  June  30,  1909, 
not  including  outstanding  Uabilities,  is  $1,587,918.01,  all  for  improve- 
ment. From  sale  of  property  $1  was  derived.  With  this  expenditure 
2,052,935  tons  of  rubblestone  has  been  placed  in  the  substructure  of 
the  breakwater,  and  its  condition  is  approximately  as  follows: 

In  the  southern  arm  for  a  length  of  3,530  feet  the  moxmd  of  rubble- 
stone has  been  completed  up  to  the  grade  of  12  feet  below  mean  low 
water,  with  the  full  width  of  117  feet  prescribed  in  the  project;  the 
rubble  core  of  the  superstructure  has  been  built  to  the  height  of  mean 
low  water,  2,990  feet,  and  to  the  height  of  5  feet  above  mean  low 
water  for  540  feet  farther. 

In  the  western  arm  for  a  length  of  2,500  feet  from  the  angle  the 
mound  of  rubblestone  has  been  likewise  completed  to  the  full  neight 
(12  feet  below  mean  low  water)  and  full  width  (117  feet)  projected, 
except  for  a  small  bench  on  the  inner  slope  13  feet  deep  and  17  feet 
wide;  a  rubble  core  of  the  superstructure  has  been  built  to  the  height 
of  mean  low  water  for  2,100  feet  and  to  the  height  of  mean  high  water 
for  400  feet. 

The  superstructure  on  the  southern  arm  of  the  breakwater  was 
commenced  in  1908  and  at  the  close  of  the  working  season  of  that  year 
had  been  completed  for  a  distance  of  97  feet,  extending  in  a  north- 
erly direction  toward  the  junction  with  the  western  arm.  Although 
no  storms  occurred  of  unusual  severity,  an  examination  made  at  the 
close  of  the  winter  season  disclosed  evidences  of  insuflSciencv  of  the 
superstructure  built  in  accordance  with  the  approved  plan,  the  stone 
in  tJxe  lower  courses  of  the  wall  having  been  drawn  outward.  By 
authority  of  the  Chief  of  Engineers  the  construction  of  a  new  section 
300  feet  in  length  has  been  imdertaken,  in  which  the  substructure 
MdU  be  built  up  to  the  grade  of  mean  low  water  where  it  will  have  a 
width  of  81  feet,  its  haroor  slope  to  be  1  on  1,  its  seaward  slope  1  on  1 
up  to  25  feet  below  mean  low  water,  and  1  on  2  to  the  top  at  mean  low 
water;  the  rubble  moimd  to  be  surmounted  with  a  core  of  rubblestone, 
to  be  faced  with  selected  stone  to  be  laid  horizontally  on  the  sea  face, 
to  weigh  not  less  than  8  tons  each  and  to  be  laid  with  a  batter  of  1 
on  1,  and  on  the  harbor  face  to  weigh  not  less  than  3  tons  each  and 
be  laid  with  the  same  batter;  to  be  surmounted  at  grade  17  above 
mean  low  water  with  a  single  course  of  capstones,  wnose  upper  sur- 
face shall  be  22  feet  above  mean  low  water;  the  seaward  face  to  be 
protected  with  an  apron  of  heavy  rubblestone  to  the  height  of  mean 
high  water,  with  a  slope  of  1  on  2. 

Of  the  quantity  of  rubblestone  reqidred  in  the  substructure,  41  per 
cent  has  been  deposited,  which  is  approximately  31  per  cent  of  the 
quantity  required  for  both  substructure  and  superstructure. 

The  depth  of  water  is  ample  for  the  largest  vessels;  the  mean  range 
of  tides  is  8.6  feet. 

The  appropriation  reconunended  will  be  applied  to  extending  the 
superstructure  of  the  breakwater. 

The  improvement  is  chiefly  of  value  in  providing  refuge  for  coast- 
wise vessels,  especially  towed  barges,  which  are  frequently  and  sud- 
denly in  indent  need  of  shelter  in  fog  and  snowstorms. 

For  descnption  of  Sandy  Bay  and  original  project,  see  Annual  Re- 
port of  the  Chief  of  Engmeers  for  1884,  pages  565-577.    For  cross 
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section,  details  of  construction,  and  increase  in  cost,  see  report  of 
Board  of  Engineers,  Annual  Report  for  1900,  page  1186. 

July  1, 1908,  balance  unexpended |213, 828.  44 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 75, 000. 00 

288, 828. 44 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement       126,745.45 

July  1, 1909,  balance  unexpended 162,082.99 

July  1, 1909,  outstanding  liabilities 5,166.76 

Jxily  1,  1909,  balance  available 156,916.23 

July  1,  1909,  amount  covered  by  uncompleted  contracts 131, 802. 50 

Amount  (estimated)  required  for  completion  of  existing  project 5, 154, 952. 25 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 500,000.00 

Submitted  in  compliance  with  requirements  of  stmdry  civil  act  of 
June  4,  1897. 

(See  Appendix  B  4.) 

6.  Harbor  at  Gloucester,  Ma^a, — In  its  original  condition  this 
harbor,  which  had  a  depth  sufficient  for  the  largest  ships,  contained 
several  very  dangerous  submerged  rocks  and  was  entirely  without 
protection  against  the  sea  and  against  heavy  swells  from  the  south. 

The  original  project,  adopted  by  the  act  of  Jime  10,  1872,  appears 
to  have  been  for  removal  of  five  rocks,  at  an  estimated  cost  of 
$10,606.20. 

Under  the  original  and  modified  projects  the  rocks  were  removed, 
Harbor  Cove  was  dredged  to  the  depth  of  10  feet  at  mean  low  water, 
and  the  water  front  for  a  distance  of  3,900  feet  northeast  from  Fort 
Point  was  dredged  to  a  depth  of  15  feet  at  mean  low  water  from  the 
15-foot  contour  to  the  wharf  front,  upon  which  there  was  expended 
prior  to  operations  under  the  existing  project  approximately  $86,000. 

The  existing  project  adopted  by  the  act  of  August  18,  1894, 
provided  for  tne  construction  of  a  breakwater  from  Eastern  Point, 
over  Dog  bar,  to  Round  Rock  shoal  at  an  estimated  cost  of  $752,000; 
and  the  act  of  June  13,  1902,  authorized  the  termination  of  the 
breakwater  at  Cat  ledge  and  the  apphcation  of  any  remaining  balance 
"toward  the  work  of  removing  Roimd  rock,"  at  a  reduced  estimate 
of  $416,083.43.  Under  that  authority  the  breakwater  was  com- 
pleted in  1905  as  far  as  Cat  ledge.  Upon  a  subsequent  examination 
of  Round  rock  shoal  it  was  foimd  that  the  cost  of  removing  it  to 
the  level  of  the  surrounding  bottom,  exceeding  $800,000,  was  d^- 

Eroportionate  to  the  probable  benefits  to  navigation.  The  project 
as  been  reviewed  by  tne  Board  of  Engineers  for  Rivers  and  Harbors, 
which  recommends  return  to  the  original  project  of  1894  for  a  break- 
water from  Eastern  Point  to  Round  Rock  shoal,  and  its  views  are 
concurred  in.  The  total  cost  of  this  extension  is  estimated  at 
$354,000. 

The  breakwater  consists  of  a  moimd  of  rubblestone  31  feet  wide  at 
the  top  at  mean  low  water,  surmounted  by  a  superstructure  extending 
17  feet  above  the  grade  of  mean  low  water,  formed  by  two  dry  walls 
of  heavy  split  stone,  inclosing  a  core  of  rubblestone,  capped  by  heavy 
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stones,  forming  a  top  course  10  feet  in  width,  the  slopes  of  the  rubble 
structure  being  on  tne  harbor  side  1  on  1.3,  on  the  seaward  side  1  on  3 
to  grade  12  below  mean  low  water,  and  1  on  1.5  thence  to  the  bottom. 

The  amoimt  expended  under  the  existing  project  to  Jime  30,  1909, 
not  including  outstanding  liabilities,  is  $411,979.67  (all  for  improve- 
ment except  $200.83  expended  in  current  fiscal  year  for  restoring 
capstones  m  maintenance  of  breakwater)^  with  which  231,756  tons 
of  stone  have  been  put  in  place,  completmg,  in  1905,  to  Cat  lec^e, 
the  breakwater  of  the  projected  dimensions. 

The  maximum  draft  that  can  be  carried  June  30, 1909,  at  mean  low 
water  over  the  shoalest  part  of  the  locality  under  improvement  is  10 
feet  in  Harbor  Cove,  15  reet  along  the  wharf  front,  and  30  feet  in  the 
anchorage  imder  the  breakwater. 

The  mean  range  of  tides  is  8.9  feet. 

The  conmierce  in  1904  amounted  to  263,526  tons,  in  1906  to  275,888 
tons,  and  in  1908  to  209,074  tons,  of  which  latter  65,000  tons  was  coal 
and  141,000  tons  fish  and  salt.  About  80,000  passengers  were  carried 
to  and  from  this  port  by  steamer. 

A  description  of  the  original  project  is  published  in  the  Annual 
Report  of  tne  Chief  of  Engineers  for  1871,  page  870,  and  its  modifica- 
tions, with  map,  in  the  report  for  1887,  page  500. 

The  adoption  and  the  commencement  of  work  under  the  existing 
project  are  reported  upon  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1895,  page  610. 

Reports  on  examination  and  survey  with  map  of  the  harbor,  with 
a  view  to  removal  of  ledges,  will  be  found  in  House  Document  No. 
1112,  Sixtieth  Congress^  second  session. 

July  1,  1908,  balance  unexpended $6,843.84 

June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $1, 539. 68 

For  maintenance  of  improvement 200.83 

1,740.51 

July  1,1909,  balance  unexpended 4,103.33 

(See  Appendix  B  5.) 

6.  Harbor  ai  Beverly ,  Mass. — ^In  its  original  condition  this  harbor 
had  a  practicable  channel  18  feet  deep  at  mean  low  water  from  Monu- 
ment bar  beacon  about  1  mile  to  its  head,  about  600  feet  below  the 
highway  bridge,  sufficient  for  the  commerce  of  the  harbor  and  of  its 
three  tribtitary  streams,  called,  respectively.  North  River,  Essex 
Branch,  and  Beverly  Creek;  but  the  channel,  which  is  circuitous  in  its 
passage  through  the  shoals  at  the  entrance,  was  found,  in  1900,  to  be 
"of  insufficient  width  for  safe  navigation  by  heavy  vessels. " 

The  original  project,  adopted  by  the  act  of  June  13,  1902,  was  to 
widen  the  channel  from  Monument  bar  beacon  to  a  point  about  200 
feet  east  of  Rams  Horn  beacon  to  a  width  of  200  feet,  with  a  depth  of 
18  feet  at  mean  low  water,  at  an  estimated  cost  of  $10,000.  Upon  the 
original  project,  prior  to  operations  under  the  existing  project, 
$8,272.10  was  expended,  with  which  the  channel  was  enlarged  to  the 
dimensions  authorized,  except  at  three  points,  where  the  width  was 
restricted  by  ledges  to  106  feet. 

The  existing  project,  adopted  by  the  act  of  March  2,  1907,  is  to 
obtain,  by  dredging  and  rock  excavation,  a  channel  18  feet  deep  at 
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mean  low  water,  not  less  than  250  feet  wide  at  the  bend  for  a  distance 
of  about  3,200  feet  from  Bar  beacon  to  Lobster  rocks  beacon,  includ- 
ing the  removal  of  the  middle  ground,  and  not  less  than  200  feet  wide 
from  Lobster  rocks  beacon  to  the  lower  end  of  the  draw  pier  at  the 
highway  bridge,  at  an  estimated  cost  of  $40,000.  In  addition  to 
$1,727.90  avaflable,  $38,500  was  appropriated.  By  way  of  refund- 
ment, $122.24  was  received  as  damages  from  the  surety  of  a  failing 
contractor  under  the  previous  project. 

To  the  close  of  the  fiscal  year  ending  June  30,  1909,  $18,972.99  has 
been  expended  on  this  project,  all  for  improvement,  with  which  all 
the  dredging  necessary  to  complete  the  project  has  been  done.  But 
the  channelhas  a  least  width  or  only  about  165  feet  near  bar  beacon, 
and  the  removal  of  the  remaining  ledges  at  this  and  three  other  locali- 
ties will  shortly  be  accomplishea. 

The  maximum  draft  that  can  be  carried  on  June  30^  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  locality  under  unprovement  is 
18  feet.    The  mean  range  or  tides  is  9  feet. 

The  conmierce  of  Beverljr  Harbor  consists  chiefly  of  coal  and  build- 
ing materials,  amounting  in  1906  to  138,862  tons,  and  in  1908  to 
223,933  tons,  of  which  137,000  was  coal. 

It  is  expected  hj  those  locally  interested  in  shipping  that  the  com- 
pletion of  the  project  will  effect  a  substantial  reduction  in  freight 
rates,  which  to  this  time  have  not  been  appreciably  affected  by  the 
improvement  in  progress. 

The  report  of  a  survey  of  this  harbor  is  published  in  the  Annual 
Report  or  the  Chief  of  Engineers  for  1890,  page  524.  The  project  of 
1902,  with  report  of  survey,  is  in  the  Annual  Report  for  1901,  page 
1065. 

The  existing  project,  with  report  of  survey  and  map,  is  published 
in  House  Document  No.  916,  Fifty-ninth  Congress,  first  session. 

July  1, 1908,  balance  unexpended $21, 432.  65 

June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment   65. 40 

July  1, 1909,  balance  unexpended 21, 377. 15 

July  1, 1909,  amount  covered  by  uncompleted  contracts 6, 669. 80 

(See  Appendix  B  6.) 

7.  Harbor  at  Lynn,  Ma^s, — ^An  area  of  shoals  extends  from  the 
wharves  at  Lynn  2^  miles  southerlv  to  the  sea.  It  is  protected  from 
the  sea  by  the  peninsula  of  Lynn  Beach  and  Nahant. 

In  its  original  condition  tnree  narrow  and  crooked  channels,  in 
which  the  depth  was  but  6  feet  at  mean  low  water,  extended  from  the 
wharves  to  the  sea. 

The  ori^al  project,  defined  in  the  report  of  a  board  of  engineers 
dated  Apnl  10,  1884,  and  as  modified  in  1888,  was  to  dredge  a  chan- 
nel 200  feet  wide  and  10  feet  deep  at  mean  low  water  from  tne  sea  (at 
White  rocks),  a  distance  of  3,300  feet  to  a  deep  basin  opposite  Little 
Nahant,  and  from  the  basin  nearly  opposite  Sand  Point,  a  distance  of 
6,900  feet  to  a  point  400  feet  inside  the  harbor  line,  and  an  anchorage 
basin  500  feet  oy  300  feet  and  10  feet  deep  at  mean  low  water;  the 
upper  part  of  the  channel  to  be  maintained  by  occasional  dredging, 
tne  lower  part  by  a  training  wall  joining  the  land  at  Little  Nahant, 
at  an  estimated  cost  of  $182,000. 
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The  amount  expended  on  this  project  was  $122,063.56,  all  for 
improvement,  with  which  the  entire  channel  and  the  anchorage  basin 
as  prescribed  in  the  project  were  completed. 

The  existing  project,  adopted  by  the  river  and  harbor  act  of  June 
13,  1902,  is  to  dredge  the  cnannel  200  feet  wide  from  the  sea  to  the 
anchorage  basin  ana  the  anchorage  basin  itself  to  the  depth  of  15  feet 
at  mean  low  water,  at  an  estimated  cost  of  $162,937.    Under  this 

Eroject  to  the  close  of  the  fiscal  year  ending  June  30, 1909,  $164,373.44 
as  been  expended,  all  for  improvement,  with  which  the  projected 
channel  has  oeen  completed. 

No  work  was  done  and  none  required  during  the  past  year  in  the 
maintenance  of  the  improvement.  The  expenditure  shown  in  the 
money  statement  was  for  dredging  completed  during  the  preceding 
fiscal  year.  ^ 

The  maximum  draft  that  can  be  carried  Jime  30,  1909,  over  the 
shoalest  part  of  the  locaUty  imder  improvement  is  15  feet  at  mean 
low  water.    The  mean  ran^e  of  tides  is  9.3  feet. 

The  commerce  of  the  harbor  benefited  by  the  improvement  consists 
chiefly  of  coal,  limiber,  and  building  materials,  of  which  about  353,362 
tons  was  carried  during  the  year.  The  deepening  of  the  channel  to 
15  feet  enables  the  smaller  or  medium  size  oarges  to  carry  full  car- 
goes of  coal  to  the  wharves  at  all  stages  of  the  tide  and  barges  of  the 
greatest  draft  during  the  higher  stages. 

It  is  reported  by  local  commercial  interests  that  the  cost  of  trans- 
portation was  reduced  25  cents  a  ton  hj  deepening  the  channel  to  10 
feet,  and  further  diminished  by  increasing  tne  depth  to  15  feet^  but 
that  the  fuU  benefit  of  the  improvement  will  not  be  reaUzed  imtil  the 
channel  and  turning  basin  have  been  widened  as  recommended  in 
House  Docimient  No.  948,  Sixtieth  Congress,  first  session,  saving 
pilotage  and  towage  charges. 

The  original  project  approved  by  the  Secretary  of  War  April  21, 
1884,  is  in  the  Annual  Keport  of  the  Chief  of  Engineers  for  1884, 
page  524,  and  the  map  of  the  harbor  at  page  532. 

The  existing  project  was  pubhshed  in  tne  Annual  Report  of  the 
Chief  of  Engineers  for  1901,  page  1093. 

Reports  on  examination  and  survey  for  a  channel  300  feet  wide  and 
basin  500  feet  square,  both  15  feet  deep  at  mean  low  water,  are 
printed  in  House  Docimient  No.  948,  Sixtieth  Congress,  first  session. 

July  1,  1908,  balance  unexpended $11, 931.  72 

June  30,  1909,  amount  expended  dining  fiscal  year  for  works  of  improve- 
ment       6,931.72 

Julyl,  1909,  balance  unexpended 5,000.00 

(See  Appendix  B  7.) 

8,  Mystic  and  Maiden  rivers  and  Mystic  River  below  (he  mouth  of 
Island  End  River,  MassachtLsetts, — (a)  Mystic  River, — In  its  original 
condition  the  Mystic  had  a  practicable  channel  6  feet  deep  at  mean 
low  water,  extending  to  Dennings  Landing,  3.9  miles  above  its 
mouth  in  Boston  Harbor,  and  4  feet  deep  at  mean  low  water  about 
2,000  feet  farther. 

The  original  project  for  improvement,  adopted  by  the  act  of  July 
13,  1892,  which  is  also  the  present  project,  is  to  make  the  channel  100 
feet  wide  and  6  feet  deep  at  mean  low  water  from  the  Boston  and 
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Maine  Railroad  (Western  Division)  bridge  up  about  1  mile  to  the 
first  turn  above  Denning's  wharf;  and  thence  2  miles  to  the  head  of 
navigation  at  Medford,  4  feet  deep  at  mean  low  water,  gradually  nar- 
rowing from  100  feet  to  60  feet  at  the  upper  end,  at  an  estimated  cost 
of  $26,000. 

The  amoimt  expended  to  close  of  the  fiscal  year,  June  30,  1909,  is 
$28,794.88,  with  which  the  projected  channel  was  completed  in  No- 
vember, 1906. 

The  maximum  draft  that  can  be  carried,  June  30,  1909,  at  mean 
low  water  is  6  feet  up  to  the  first  turn  above  Denning's  wharf,  and 
thence  to  the  head  of  navigation  4  feet.  The  mean  range  of  tides  is 
9.8  feet. 

The  head  of  navigation  is  the  upper  Umit  of  that  part  of  the 
channel  under  improvement,  at  the  stone  bridge  at  Medford,  to  which 
point,  6  miles  above  its  confluence  with  the  Charles  River  in  Bos- 
ton Harbor,  the  stream  is  navigable  in  fact. 

The  conunerce  benefited  by  this  improvement,  chiefly  coal^  amounted 
in  1907  to  23,791  tons  and  in  1908  to  18,229  tons.  It  is.  reported 
that  as  the  smallest  barges  go  out  of  use  the  improvement  wul  per- 
mit barges  of  the  Ughtest  draft  remaining  in  service  to  deliver  coal 
at  Medford  without  the  expense  of  lightermg,  which  would  be  about 
60  cents  per  ton. 

A  report,  with  map  of  the  survey  of  Mystic  River  and  description 
of  the  project,  is  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1891,  page  674. 

Report  of  an  examination  of  the  river,  with  a  view  to  its  improve- 
ment to  the  upper  limits  of  the  city  oi  Somerville,  ordered  by  the 
act  of  March  3,  1905,  is  printed  in  House  Document  No.  144,  Fifty- 
ninth  Congress,  fijrst  session. 

The  appropriation  asked  for  will  be  appUed  to  maintenance  of 
the  improvement. 

Jxilyl,  1908,  balance  unexpended 18,200*00 

July  1, 1909,  balance  unexpended 8, 200. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended Jxily  1, 1909 (tt) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Maiden  River. — In  its  original  condition  the  Maiden  had  a 
practicable  channel  4  feet  deep  at  mean  low  water,  extending  oaly 
2,000  feet  above  its  confluence  with  the  Mystic. 

The  original  project,  adopted  by  the  act  of  August  2,  1882,  was  to 
make  the  channel  100  feet  wide  and  12  feet  deep  at  mean  high  water 
to  the  Charles  Street  Bridge,  about  1.8  miles  above  its  confluence 
with  the  Mystic,  at  an  estimated  cost  of  $36,000. 

The  amoimt  expended  on  the  Maiden  River  imder  the  original 
project  and  prior  to  operations  imder  the  existing  project  was  $10,000, 
m  obtaining  a  channel  with  a  least  width  of  60  feet  and  70  feet  at 
turns,  with  a  depth  of  12  feet  at  mean  high  water  from  the  mouth  to 
the  Medford  Street  Bridge  at  Maiden,  a  distance  of  IJ  miles. 

The  existing  project,  adopted  by  the  act  of  July  13,  1892,  is  to 
dredge  a  channel  12  feet  deep  at  mean  high  water,  100  feet  wide  to 

o  See  consolidated  money  statement  on  page  W, 
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the  Medford  Street  Bridge,  1.6  miles  above  its  confluence  with  the 
MjTstic,  and  75  feet  wide  about  1,200  feet  farther  to  the  Charies  Street 
Bridge,  at  an  estimated  cost  of  $37,000. 

The  amount  expended  under  the  existing  project  to  June  30,  1909, 
is  $51,424.24  (including  $36,437.85  for  maintenance),  with  which  in 
1897  a  channel  was  completed  100  feet  wide  and  12  feet  deep  at  mean 
high  water  up  to  the  Medford  Street  Bridge.  The  local  officer  has 
reported  the  river  above  this  bridge  to  be  imworthy  of  improvement 
by  the  United  States  at  this  time.  The  expenditure  for  maintenance 
in  the  fiscal  year  1909  was  applied  to  redredeing  the  channel  to  the 
full  projected  depth  and  widjbn  from  the  Medford  Street  Bridge  for 
a  distance  of  about  3,600  feet  downstream. 

The  maximum  draft  that  can  be  carried  at  mean  hiffh  water,  June 
30,  1909^  through  the  improved  channel  is  12  feet.  The  mean  range 
of  tides  IS  9.8  feet. 

The  head  of  navigation  is  at  the  Medford  Street  Bridge  at  Maiden, 
to  which  point  the  stream  is  navigable  in  fact,  1.6  miles  above  its  con- 
fluence with  the  Mystic  River. 

The  conunerce  amoimted  in  1907  to  88,575  tons,  and  in  1908  to 
69,422  tons,  chiefly  caal.  The  improvement  is  reported  to  enable 
the  smallest  barges,  or  larger  barges  with  partial  cargoes,  to  deUver 
coal  at  Maiden,  saving  the  cost  or  lightering — 50  cents  per  ton. 

A  report  of  the  survey  of  Maiden  River  and  description  of  the 
original  project  is  on  page  532,  Annual  Report  of  the  Chief  of  Engi- 
neers for  1881. 

The  modifications  of  the  project  are  stated  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1900,  page  1191. 

The  existing  project  is  described  on  page  672,  Annual  Report  of 
the  Chief  of  Engineers  for  1891. 

The  appropriation  asked  for  will  be  appUed  to  maintenance  of  the 
improvement. 

July  1, 1908,  balance  unexpended $11, 210. 89 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 10, 635. 13 

July  1, 1909,  balance  unexpended : . .  576. 76 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bakmce  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Mystic  River  helow  the  mouth  of  Island  End  River. — ^Island 
End  River  is  IJ  miles  above  the  moutn  of  the  litystic,  at  the  navy- 
yard  in  Charlestown,  and  2,700  feet  above  the  Chelsea  drawbridge 
over  the  Mystic. 

In  its  onginal  condition  the  Mystic  up  to  Island  End  River  had  a 
narrow  channel  14.4  feet  deep  at  mean  low  water,  but  so  narrow  above 
the  drawbridge  as  to  be  barely  practicable. 

The  original  project,  adopted  by  the  act  of  March  3,  1899,  which  is 
also  the  existing  project,  is  to  dredge  a  channel  25  feet  deep  at  mean 
low  water  and  300  feet  wide,  ernbracing  1.7  miles  of  the  Mystic, 
extending  from  its  mouth  to  a  point  800  feet  above  Island  End  Kiver, 
at  a  cost  estimated  in  August,  1899,  at  $267,547.50  (reduced  estimate). 

o  See  consolidated  money  statement  on  page  60 
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To  June  30,  1909,  $116,189.89  (all  for  improvement,  except 
$10,281.92  for  maintenance)  had  been  expended  in  obtaining  a 
channel  25  feet  deep  at  mean  low  water,  with  a  minimum  width  of 
150  feet  oflf  the  East  Boston  wharves,  200  feet  wide  thence  to  Chelsea 
Bridge,  and  300  feet  from  Chelsea  Bridge  to  a  point  just  above  the 
confluence  of  the  Island  End  River. 

With  funds  appropriated  by  the  act  of  March  2,  1907,  the  dredging 
below  Chelsea  oridge  will  be  completed  in  conjunction  with  the 
dredging  in  the  same  locality  for  the  35-foot  channel  of  Boston 
Harbor. 

The  commerce  of  the  river,  which  in  1901  amounted  to  1,430,650 
tons,  had  increased  to  3,715,805  tons  in  1908,  a  gaiiji  of  160  per  cent 
in  seven  years.  About  three-fourths  of  aU  the  freight  carried  on  the 
river  is  coal. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  over  the 
shoalest  part  of  the  locality  under  improvement  is  at  mean  low  water 
25  feet.     The  mean  range  of  tides  is  9.6  feet 

Reports  of  examination  and  survey  made  in  1908,  with  map.  for 
a  channel  30  feet  deep  at  mean  low  water  from  the  mouth  of  Island 
End  River  to  Chelsea  Bridge,  are  printed  in  House  Document  No. 
1086,  Sixtieth  Congress,  second  session. 

July  1,  1908,  balance  unexpended 119,815.23 

July  1,  1909,  balance  unexpended 19,815.23 

July  1, 1909,  amount  covered  by  uncompleted  contracts 17, 847. 36 

Amount  (estimated)  required  for  completion  of  existing  project 141, 824. 30 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $39,226.12 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 10, 635. 13 

July  1,  1909,  balance  unexpended 28,590.99 

July  1,  1909,  amount  covered  by  uncompleted  contracts 17, 847.  36 

Amount  (estimated)  required  for  completion  of  existing  project 141, 824. 30 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  im- 
expended  July  1,  1909 <»20, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  B  8.) 

9.  Harbor  at  Boston,  Mass. — ^In  its  original  condition  the  head- 
lands and  islands  were  without  protection  against  the  sea,  which 
was  extensively  eroding  them.  Dangerous  rocks  obstructed  the  ap- 
proach and  entrance  from  Nantasket  Roads  to  the  lower  main  ship 
channel  through  the  Narrows.  That  channel  was  23  feet  deep  at 
mean  low  water,  with  a  least  width  of  150  feet.  The  upper  main  ship 
channel  from  President  Roads  to  Boston  had  a  least  depth  of  18  feet 
at  mean  low  water,  with  a  least  width  of  100  feet.  The  channel  from 
President  Roads  to  Broad  Sound  in  the  ocean  had  a  least  depth  of 
29  feet  at  mean  low  water,  with  a  least  width  of  200  feet. 

<»  For  Mystic  and  Maiden  rivers  only,  no  estimate  being  submitted  for  Mystic  River 
below  mouth  of  Island  End  River. 
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The  original  project,  adopted  by  the  act  of  March  2,  1825,  was  *'for 
the  preservation  of  the  islands  in  Boston  Harbor,  necessary  to  the 
security  of  that  place,"  and  until  1866  all  expenditures,  amounting 
to  $546,526.10,  appear  to  have  been  applied  to  that  purpose  in  the 
building  and  repair  of  sea  walls.  The  amount  expended  upon  them 
since  1866  can  not  be  accurately  stated. 

The  project  for  the  improvement  of  the  harbor  adopted  by  the 
act  of  March  2,  1367,  was  (as  modified)  to  make  the  main  ship  chan- 
nel from  Nantasket  Roads  to  Boston  23  feet  deep  at  mean  low  water, 
600  feet  wide  through  the  Narrows  to  President  Koads,  and  1,000  feet 
wide  from  President  Roads  to  Boston. 

To  this  project  of  improvement  were  added,  from  time  to  time, 
minor  channels  within  or  tributary  to  the  harbor,  since  completed 
with  allotments  from  the  appropnation  for  Boston  Harbor,  known 
as  Nantasket  Bea^ch  channel.  Nix  Mate  channel,  Jeffries  Point  chan- 
nel, Chelsea  Creek,  Charles  River,  and  Fort  Point  channel. 

Under  the  original  project  for  sea  walls  and  supplemental  project- 
for  the  channels  above  named  there  has  been  expended  for  improves 
ment  and  maintenance  to  June  30, 1909,  $2,612,747.31,  exclusive  of  all 
expenditures  upon  the  five  existing  projects  (three  for  the  main 
channels  and  two  for  tributary  channels),  with  which  expenditure 
3.75  miles  of  sea  walls  were  built,  protecting  the  most  exposed  head- 
lands and  islands,  the  subordinate  channels  described  in  the  preced- 
ing jjaragraph  (except  Charles  River)  were  completed,  and  a  channel 
obtained  23  feet  deep  at  mean  low  water  from  Nantasket  Roads  to 
Boston,  with  a  least  width  of  625  feet  in  the  Narrows  and  850  feet 
between  President  Roads  and  the  city.  From  sales  of  property 
$124.95  has  been  derived. 

The  expenditure  for  general  improvement  during  past  year  was 
for  engineering  expenses  in  connection  with  contract  tor  dredging  in 
Fort  Point  channel. 

The  amount  requested  for  general  improvement  will  be  applied  to 
necessary  repairs  to  sea  walls  and  maintenance  of  improvements  here- 
tofore made  in  the  tributary  channels  of  the  harbor. 

The  existing  projects  for  improvement  of  the  main  channels  are — 

1.  Adopted  oy  the  river  and  harbor  act  of  July  13,  1892 :  To  widen 
the  main  ship  channel,  from  Nantasket  Roads  to  Boston,  to  1,000  feet, 
and  to  deepen  it  to  27  feet  at  mean  low  water,  at  an  estimated  cost  of 
$1,250,000,  subsequently  increased  to  $1,488,751.    Project  completed. 

2.  Adopted  bv  the  river  and  harbor  act  of  March  3,  1899:  To 
widen  the  Broad  Sound  channel  to  1,200  feet,  and  to  deepen  it  to  30 
feet  at  mean  low  water,  at  an  estimated  cost  of  $455,000.  Project 
completed. 

3.  Adopted  by  the  river  and  harbor  act  of  June  13,  1902:  To 
provide  channels  35  feet  deep  at  mean  low  water,  1,200  feet  wide  from 
the  navy-yard  at  Charlestown  and  the  Chelsea  Bridge  and  Charlas 
River  Bridge  to  President  Roads,  and  1,500  feet  wide  from  President 
Roads  through  Broad  Sound  to  the  ocean,  at  an  estimated  cost  of 
$7,994,000  in  roimd  numbers.  This  estimate  differs  from  any  made  in 
the  project  quoted  in  the  act  as  the  basis  of  the  appropriation,  owing 
to  the  different  width  of  the  channels  adopted.  (To  avoid  a  large 
amount  of  rock  excavation  the  35-foot  channel  from  President  Roads 
to  Broad  Sound  is  in  a  different  location  from  the  30-foot  channel.) 
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Under  the  project  of  July  13,  1892,  to  June  30,  1909,  the  amount 
expended  was  $1,472,606.29,  of  which  $68,215.30  was  for  maintenance, 
and  $10  derived  from  sales.  With  the  total  amount  expended  under 
this  project  the  upper  and  lower  main  ship  channels  from  Boston  to 
President  Roads  and  from  President  Roads  to  the  sea  have  been 
dredged  to  the  width  of  1,000  feet  and  depth  of  27  feet  at  mean  low 
water.  In  the  upper  main  ship  channel  the  full  width  and  depth  are 
available.  In  the  lower  main  ship  channel  the  available  width  of 
the  27-foot  channel  is  contracted  by  shoals  to  650  feet.  The  maxi- 
mum draft  that  can  be  carried  at  mean  low  water,  June  30,  1909, 
over  the  shoalest  part  of  the  localitv  imder  improvement  is  27  feet. 
A  map  of  the  project  is  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1894,  page  554. 

Under  the  project  of  March  3,  1899,  to  June  30,  1909,  the  amount 
expended  was  $385,200,  all  for  improvement,  with  which  a  channel 
1,200  feet  wide  and  30  feet  deep  at  mean  low  water  was  dredged  from 
President  Roads  to  Broad  Soimd,  embracing  the  dredging  of 
965,383.9  cubic  yards  of  sand,  gravel,  and  clay  and  198.864  cubic 
yards  of  bowlders,  and  the  removal  of  156  cubic  yards  of  ledge.  The 
maximum  draft  that  can  be  carried  at  mean  low  water,  June  30, 1909, 
over  the  shoalest  part  of  the  locaUty  under  improvement  is  30  feet. 
The  project  is  published  in  Annual  Report  of  the  Chief  of  Engineers 
for  1898,  page  886. 

Under  the  project  of  June  13,  1902,  continuing  contracts  to  the 
amount  of  $3,600,000  were  authorized  by  the  act  of  that  date,  and 
pursuant  thereto  a  channel  of  the  full  projected  depth,  but  540  feet 
wide,  from  the  navy-yard,  Charles  River  Sridge,  and  Chelsea  Bridge 
to  President  Roads,  and  675  feet  wide  from  President  Roads  through 
Broad  Sound  to  the  ocean,  was  begun  in  1903  and  is  now  nearing 
completion.  By  the  act  of  March  2,  1907,  Congress  authorized 
the  completion  of  the  35-foot  channel  to  the  full  projected  widths, 
appropriating  $500,000  for  the  purpose  and  authorizing  contracts 
to  the  amount  of  $3,894,000  additional,  of  which  $2,694,000  remains 
to  be  appropriated.  Under  this  authorization  a  single  contract  for 
all  the  dredging  required  to  complete  the  channel  has  been  let  and 
work  was  begun  on  October  28,  1907.  Contracts  for  rock  excavation 
will  be  let  from  time  to  time  as  ledge  may  be  uncovered  by  the 
dredging. 

To  June  30,  1909,  the  amount  expended,  not  including  outstanding 
Uabilities,  was  $3,861,860.91  ($58.59  was  derived  from  sales),  all  for 
improvement.  The  work  accompUshed  to  the  end  of  the  fiscal  year 
in  the  upper  main  ship  channel  was  the  dredging  of  10,677,441  cubic 
yards  of  mud,  sand,  gravel,  and  clay;  18.642  cubic  yards  of  bowlders; 
and  the  excavation  of  28,725  cubic  vards  of  ledge  (excluding  3,025 
cubic  yards  of  ledge  nearly  removed,  but  which  work  has  not  been 
accepted  for  payment) ;  and  in  Broad  Sound  channel  the  dredgine  of 
2,790,619  cubic  yards  of  mud,  sand,  travel,  clay,  hardpan,  and  cobble- 
stones, and  88.248  cubic  yards  or  bowlders.  The  total  amount  of 
material  dredged  is  13,468,060  cubic  yards,  and  of  rock  excavated  is 
28,725  cubic  yards,  or  about  60  per  cent  in  volume  of  all  the  dredging, 
and  25  per  cent  of  all  the  rock  excavation,  required  under  the  project. 
The  yardage  expressed  refers  to  scow  measurement  except  for  rock 
excavation,  which  is  situ  measurement.    The  dredging  necessary  to 
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obtain  the  channels  of  partial  width  described  in  the  preceding  para- 
graph and  begun  in  1903  is  about  96  per  cent  completed,  and  the 
removal  of  the  ledge  from  this  partial  width  is  about  98  per  cent  com- 

1)leted.  No  continuous  channel  with  the  depth  of  35  feet  at  mean 
ow  water  has  yet  been  obtained. 

The  appropnation  recommended  will  be  applied  to  dredging  and 
rock  excavation  under  continuing  contracts. 

A  map  of  the  project  is  pubhshed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1903,  page  768. 

The  mean  range  of  tides  is  9.5  feet  at  Boston  Ught  and  9.6  feet  in 
the  upper  harbor. 

The  foreign  exports  and  imports  for  the  port  of  Boston  during 
the  calendar  year  ending  December  31,  1908,  amounted  in  value  to 
$173,475,517,  being  an  increase  of  $106,788,996  over  the  valuation  in 
1867,  when  the  systematic  improvement  of  the  channels  was  begun. 

As  to  the  effect  of  the  improvement  on  freight  rates^  the  general 
manager  of  the  principal  foreign  steamship  Unes  entermg  this  port 
states  that  about  thirty  years  ago  steamers  were  employed  with  a 
loaded  draft  of  20  feet  to  24  feet;  twenty-two  or  twenty-three  years 
ago,  of  25  to  26  feet;  fourteen  years  ago,  27  or  28  feet;  ten  years 
ago,  28  feet  9  inches;  later,  31  feet,  ana  recently  one  of  33  feet  10 J 
inches.    He  states,  generally — 

that  freight  rates,  caused  by  the  larger  class  of  steamers  being  used,  are  about  50  per 
cent  less  than  they  were  some  fifteen  or  twenty  years  ago,  when  very  much  smaUer 
steamers  were  engaged  in  the  trade. 

Tributary  channels, — (a)  Charles  River.— In  the  original  condition 
of  the  9  miles  of  natural  channel  of  this  river,  from  its  mouth  to  the 
dam  at  the  head  of  navigation  at  Watertown,  the  depth  at  mean  low 
water,  from  the  mouth  41  miles  to  the  Western  Avenue  Bridge,  was 
not  less  than  7  feet,  except  in  several  places,  covering  about  if  miles, 
below  Brookline  Bridge,  where  the  d!epth  varied  from  4^  to  7  feet. 
From  Western  Avenue  Bridge  2i  miles  to  the  Arsenal  Street  Bridge 
the  depth  was  4  feet.  Thence  l|  miles  to  the  dam  it  varied  between 
0  and  9i  feet. 

The  original  project,  adopted  by  the  act  of  June  14,  1880,  which  is 
also  the  existing  project,  is  to  \\d(len  and  deepen  the  natural  channel 
so  that  at  mean  low  water  it  shall  be  from  its  mouth  to  Western 
Avenue  Bridge  200  feet  wide  and  not  less  than  7  feet  deep;  thence  to 
Market  Street  Bridge  80  feet  wide  and  6  feet  deep;  thence  to  the  dam 
60  feet  wide  and  2  feet  deep;  at  an  estimated  cost  of  $125,000. 

The  amoimt  expended  to  June  30,  1909,  is  $57,500,  all  tor  im|>rove- 
ment,  with  which  the  channel  has  been  completed  as  prescribed  in  the 
project  up  to  the  Arsenal  Street  Bridge  (now  called  also  Western 
Avenue  Bridge).    The  project  has  been  40  per  cent  completed. 

The  head  of  navigation  is  at  the  dam  at  Watertown,  the  upper  Umit 
of  that  part  of  the  channel  under  improvement,  to  which  point,  9 
miles  above  its  confluence  with  Mystic  Kiver  in  Boston,  the  stream  is 
navigable  in  fact. 

The  improvement  made  by  the  United  States  Ues  wholly  above  the 
West  Boston  (Cambridge)  drawless  bridge,  completed  in  1907,  which 
precludes  the  passage  of  all  masted  vessSs.  The  tidal  basin  has  now 
been  converted  by  me  State  of  Massachusetts  into  a  fresh-water  lake 
with  dam  and  lock;  almost  the  entire  river  front  has  been  acquired 
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for  park  purposes;  and  on  the  section  of  the  river  under  improvement 
all  but  three  conmiercial  wharves  have  been  extinguisned.  The 
depths  in  the  sections  of  channel  improved  by  the  United  States, 
above  and  below  Western  Avenue  Brieve,  are  13.4  feet  and  14.4  feet, 
respectively,  at  the  permanent  level  in  the  basin  above  the  dam. 
Whenever  required  by  the  Secretary  of  War  the  State  of  Massachu- 
setts will  increase  these  depths  2.2  feet,  as  far  as  Brackett's  wharf, 
in  compensation  for  the  decrease  in  depth  at  high  water  resulting 
from  the  establishment  of  this  permanent  basin  level.  The  com- 
merce benefited  by  the  improvement  consisted  in  1907  of  83,335  tons, 
and  in  1908  of  90,213  tons  all  coal,  the  improvement  enabling  the 
delivery  at  wharves  on  the  river  without  breaking  cargoes  at  Boston, 
saving  the  cost  of  one  handling  and  the  greater  cost  of  transportation 
from  Boston  by  rail. 

The  district  officer  is  of  opinion  that  so  much  of  the  existing  project 
as  provides  for  a  channel  from  Brackett's  wharf  to  Market  Street 
Bridge,  a  distance  of  about  1,300  feet,  and  from  Market  Street  Bridge 
to  the  dam  at  Watertown,  is  unworthy  of  prosecution  by  the  General 
Government.  This  opinion  is  concurred  m.  The  river  and  harbor 
act  of  September  19,  1890,  appropriated  $20,000  for  continuing  im- 
provement of  Charles  River — 

Provided^  That  no  expenditure  of  said  twen^  thousand  dollars  shall  be  made  until 
the  draws  in  the  Arsenal  Street  and  Market  Street  bridges  shall  be  made  to  conform 
to  the  projected  channel  without  cost  to  the  United  States. 

The  Arsenal  Street  Bridge  has  been  altered  to  conform  to  the  pro- 
jected channel,  and  as  the  Market  Street  Bridee  is  above  the  Umits 
to  which  it  is  now  beUeved  that  the  channel  should  be  extended,  it 
was  recommended  that  Congress  authorize  the  expenditure  of  the 
$20,000  appropriated  in  1890  in  obtaining  a  channel  of  the  pro- 
jected widtn  and  depth  to  Brackett's  wharf  and  in  maintaining  the 
Charles  River  improvement.  These  funds,  however,  were  carried 
to  the  surplus  fund  pursuant  to  section  10  of  the  sundry  civil  act 
approved  March  4,  1909,  and  no  further  work  in  connection  with  the 
improvement  of  the  river  is  contemplated  until  additional  action  is 
had  by  Congress  through  the  appropriation  of  the  necessary  funds, 
or  otherwise. 

The  improvement  of  Charles  River  by  the  State  of  Massachusetts 
has  been  carried  on  under  authority  of  permits  issued  to  the  Charles 
River  Basin  Commission  by  the  Secretary  of  War  under  dates  of 
May  18,  1904,  and  October  5,  1904.  These  permits  authorized  the 
construction  of  the  dam  at  the  site  of  old  Craigie  Bridge  and  of  the 
necessary  appurtenances  thereto  for  maintaining  at  a  level  not  less 
than  7.4  feet  above  mean  low  water  the  pool  to  be  formed  upstream 
from  the  dam.  In  connection  with  the  dam  the  State  was  required 
to  construct  a  lock  with  a  clear  width  of  46  feet  and  a  length  of  350 
feet  between  gates,  the  lower  sill  of  the  lock  being  17  feet  below  mean 
low  water  and  the  upper  sill  being  13.6  feet  below  mean  low  water, 
or  21 H-  feet  below  pool  level.  It  is  also  reauired  that  the  Charles 
River  Basin  Commission,  or  its  successor,  shall  operate  the  lock  at  its 
own  expense  as  a  free  public  waterway  of  the  United  States.  The 
permits  above  mentioned  also  require  that  the  commission  shall 
maintain  in  the  Charles  River  from  the  head  of  the  35-foot  channel 
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at  Charles  River  Bridge  to  the  dam  and  lock  such  depth  and  width 
of  channel  as  may  be  necessary  for  the  commerce  of  the  river  and  as 
may  be  specified  by  the  Secretaiy  of  War;  that  it  shall  dredge  and 
mamtain  m  the  basm,  from  the  head  of  the  lock  to  the  channel  in  the 
river,  a  channel  100  feet  wide  and  18  feet  deep  at  mean  low  water, 
in  a  location  to  be  approved  by  the  Secretary  of  War;  and  that  the 
commission  shall,  whenever  called  upon  to  do  so  by  the  Secretary 
of  War,  deepen  by  2.2  feet  the  channel  80  feet  wide  called  for  by  the 

E resent  approved  project  for  the  improvement  of  the  Charles  Kiver 
y  the  United  States,  known  as  the  project  of  June  14,  1880,  the  said 
deepening  to  extend  as  far  as  Brackett's  wharf.  Under  the  authority 
containea  in  these  permits  the  Charles  River  Basin  Commission  has 
completed  the  lock  and  has  carried  forward  the  work  on  the  dam  to 
such  a  point  that  the  river  is  closed  thereby  and  is  maintained  at  the 
designed  pool  level.  The  other  work  necessary  to  comply  with  the 
terms  of  the  two  permits  is  not  completed  at  the  present  time  or  is 
awaiting  the  exercise  of  the  discretion  vested  in  the  Secretary  of  War. 

A  full  description  of  the  project,  together  with  map  of  the  river, 
showing  the  progress  of  the  improvement  to  this  date  is  on  page  512, 
Annual  Report  of  the  Chief  of  Engineers  for  1884. 

(6)  Fori  Point  channel. — In  its  original  condition  the  mid-channel 
depth  was  12  feet  at  its  mouth  and  16  feet  thence  to  the  Federal  Street 
Bridge,  excepting  at  the  draw  in  the  Congress  Street  Bridge,  where  it 
was  14.5  feet  at  mean  low  water. 

The  original  project,  adopted  by  the  act  of  August  5,  1886,  which  is 
also  the  existing  project,  is  to  dredge  a  channel  175  feet  wide  and  23 
feet  deep  at  mean  low  water  from  the  entrance  about  4,190  feet  to 
near  Federal  Street  Bridge,  at  an  estimated  cost  of  $100,000,  reduced 
in  1887  to  $78,750. 

The  total  cost  to  the  United  States  was  $70,541.33  (including 
$9,219.10  for  maintenance),  with  which  the  improvement  was  com- 
pleted in  November,  1907.  In  the  execution  of  this  work  there  were 
dredged,  in  1897,  94,211  cubic  yards,  and,  in  1907,  167,940  cubic 
yards;  total,  252,151  cubic  yards. 

The  removal  of  the  Mount  Washington  Avenue  Bridge  across  the 
channel,  pursuant  to  the  order  of  the  War  Department,  necessitates 
the  dredging  of  its  site  to  the  authorized  channel  dimensions,  which 
work  is  in  progress  at  the  date  of  this  report. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean  low 
water  over  the  shoalest  part  of  the  improved  channel  is  23  feet.  The 
mean  range  of  tides  is  9.6  feet. 

The  head  of  navigation  is  the  southern  extremitjr  of  South  Bay,  at 
Massachusetts  avenue,  Boston,  Mass.,  to  which  point,  about  2  miles 
from  the  entrance  to  the  channel  in  Boston  Harbor,  the  channel  is 
navigable  in  fact. 

The  commerce  benefited  by  this  improvement  consists  of  coal, 
sugar,  building  materials,  and  miscellaneous  merchandise,  which 
amounted  in  the  calendar  year  1906  to  1,416,671  tons,  in  1907  to 
1,443,686  tons,  and  in  1908  to  1,251,390  tons. 

For  a  description  of  the  project  see  Annual  Report  of  the  Chief  of 
Engineers  for  1888,  page  452. 

9001— BNG  1909 6 
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PBOJECT  FOR  GENERAL  IMPROVEMENT. 

Jnlyl,  1908,  balance  unexpended $75,079.23 

Receipts  from  sale 2.  70 

76,08L93 
June  30, 1909,  amount  exi>ended  during  fiscal  year: 

For  works  of  improvement. $14.  33 

Carried  to  surplus  fund 20,000.00 

20,014.33 

Jxily  1, 1909,  balance  unexpended 55, 067.  60 

July  1, 1909,  outstanding  libailities 4,720.15 

Julyl,  1909,  balance  available 60,347.45 

July  1, 1909,  amount  covered  by  uncompleted  contracts 534.  26 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended Jxily  1 ,  1909 o  75, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

PROJECT  OF  1892  FOR  27-FOOT  CHANNEL. 

Julyl,  1908,  balance  unexpended $33,000.00 

Julyl,  1909,  balance  unexpended : 33,000.00 

PROJECT  OF  1899  FOR  30-FOOT  CHANNEL  THROUGH  BROAD  SOUND. 

Julyl,  1908,  bahmce  unexpended $69,800.00 

Julyl,  1909,  balance  unexpended 69,800.00 

PROJECT  OF   1902  FOR  35-FOOT  CHANNEL. 

July  1,1908,  balance  unexpended $1,382,771.02 

Amoimt  appropriated  by  sundry  civil  act  approved  March  4,  1909 1, 200, 000. 00  * 

Receipts  from  sales 2, 70 

2,582,773.72 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  works  of  im- 
provement  , 1,144,576.04 

Julyl,  1909,  balance  unexpended 1,438,197.68 

July  1, 1909,  outstanding  liabilities 427,601.37 

July  1,  1909,  balance  available 1, 010, 596. 31 


July  1, 1909,  amount  covered  by  uncompleted  contracts 2, 299, 747. 44 

Amount  (estimated)  required  for  completion  of  existing  project 2, 694, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911.  for  works  ot  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 1, 200, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  B  9.) 

a  At  the  time  this  estimate  was  prepared  and  submitted  to  the  Secretary  of  War  it 
was  expected  tliat  certain  balances  of  appropriations  for  improvement  of  Boston  Har- 
bor would  necessarily  be  covered  into  the  surplus  fund  of  the  Treasury  under  the 
requirements  of  section  10  of  the  sundry  civil  act  approved  March  4,  1909.  These 
biJances  having  been  retained  under  authority  of  joint  resolution  approved  June  25, 
1909.  this  estimate  may  now  be  reduced  to  $i25,000  without  detriment  to  the  work 
involved. 
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10.  Dorchester  Bay  and  Neponset  Rwer,  Massachusetts. — Dorches- 
ter Bay  is  at  the  mouth  of  Neponset  River,  in  Boston  Harbor.  The 
present  controlling  depth  at  mean  low  water  in  the  bay  up  to  Commer- 
cial Point,  at  the  mouth  of  the  river,  is  13  feet ;  thence  up  the  river  to 
the  highway  brieve  at  Neponset,  1^  miles  above  its  moutn,  it  is  8  feet, 
and  from  said  bndge  ujp  to  Milton  Mills,  4  miles  above  its  mouth  ana 
at  the  head  of  navigation,  it  is  3i  feet. 

The  original  project,  which  is  also  the  existing  project,  adopted  by 
the  act  of  March  2,  1907,  is  to  obtain  by  dredging  a  channel  175  feet 
wide  and  18  feet  deep  at  mean  low  water  tm-ough  Dorchester  Bay 
and  the  mouth  of  the  river  to  Commercial  Point;  and  100  feet  wide 
and  15  feet  deep  at  mean  low  water  in  Neponset*  River  from  Com- 
mercial Point  to  the  Neponset  highway  bridge;  estimated  to  cost 
$125,233.34. 

The  act  of  March  2,  1907,  appropriated  the  full  amoimt  of  the 
estimate,  with  the  proviso: 

That  no  ])art  of  this  sum  shall  be  expended  until  the  Secretarjr  of  War  shall  have 
received  satisfactory  assurance  that  the  improv^nent  of  tiiat  p<»tion  of  the  Neponset 
River  described  in  said  House  document  [No.  83,  59th  Gong.,  2d  sess.]  wMcn  lies 
above  the  project  herein  adopted  shaU  be  made  and  liereafter  maintained  by  the 
State  of  Massachusetts  or  other  agency  without  expense  to  the  Government  of  the 
United  States. 

The  improvement  contemplated  imder  this  proviso  is  to  secure  a 
channel  6  feet  deep  from  Neponset  highway  bridge^to  Milton  Mills, 
100  feet  wide  between  the  said  bridge  and  the  Granite  bridge,  75  feet 
wide  thence  to  Godfrey's  wharf,  ana  thence  50  feet  wide  for  a  farther 
distance  of  250  feet. 

The  l^slatiure  of  Massachusetts  by  the  following  resolves,  approved 
by  the  governor  Jime  24,  1907,  and  March  5,  1908,  respectively,  has 
given  assiurance  satisfactory  to  the  Secretary  of  War  that  the  im- 
provement of  the  river  above  Neponset  bridge  will  be  made  and  here- 
after maintained  by  the  State  of  Massachusetts: 

That  there  be  allowed  and  paid  out  of  the  treasurv  of  the  Commonwealth  a  sum 
not  exceeding  thirty-four  thousand  two  hundred  ana  seventy  dollars  and  forty-four 
cents  to  be  expended  under  the  direction  of  the  harbor  and  land  commissioners  in 
the  improvement  of  that  part  of  the  Neponset  River  which  lies  above  the  Neponset 
highway  bridge:  Provided^  however ^  That  no  part  of  said  amount  shall  be  so  expended 
until  the  Umted  States  shall  have  completed  the  improvement  of  Dorchester  Bay 
and  the  Neponset  River  to  a  point  at  the  aforesaid  Neponset  highway  bridge. 
♦  «  *  ♦  *  «  * 

That  the  'conditions  set  forth  in  the  act  of  Congress  known  as  the  river  and  harbor 
act  approved  March  second,  nineteen  hundred  and  seven,  which  reauire  that  no 
part  of  the  sum  appropriated  by  Congress  by  said  act  shall  be  expended  until  the 
Secretary  of  War  shall  have  received  satisfactory  assurance  that  the  improvement 
of  a  certain  nart  of  the  Neponset  River  above  the  improvement  provided  for  by  the 
said  act  of  Congress  shall  hereafter  be  maintained  by  the  Commonwealth  of  Massa- 
chusetts or  other  agency,  without  expense  to  the  Government  of  the  United  States, 
are  hereby  accepted,  and  the  said  conditions  shall  be  observed  by  the  Common- 
wealth in  accordance  with  the  terms  of  the  act  of  Congress  aforesaid. 

The  amoimt  expended  on  this  project  to  June  30, 1909,  is  $45,159.80, 
all  for  improvement,  with  wmch  the  15-foot  section  of  channel 
between  Conmiercial  Point  and  the  Neponset  highway  bridge  has 
been  dredged  to  the  authorized  dimensions;  and  work  upon  the 
18-foot  section  has  been  begun.  The  amount  of  material  dredged 
during  the  past  fiscal  year  was  301,306  cubic  yards.  The  mean 
range  of  tides  is  9.6  feet. 
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During  the  calendar  year  1907  the  total  commerce  of  the  bay  and 
river  was  349,764  tons,  and  in  1908  337,397  tons,  of  which  70,218 
tons  was  carried  to  Milton  above  the  limits  of  the  improvement  under- 
taken by  the  United  States. 

The  purpose  of  the  improvement  is  to  permit  the  delivery  at  the 
locahties  concerned  of  freight,  principally  coal  at  the  lowest  freight 
rates,  by  providing  a  depth  of  water  necessary  to  acconmiodate  ocean- 
going barges. 

The  head  of  navigation  is  at  Milton  Mills,  to  which  point  4  miles 
above  the  mouth  of  the  river  the  stream  is  navigable  in  fact. 

The  project  for  the  improvement  of  the  bay  and  rivei\  with  report 
and  map  of  survey,  is  published  in  House  Document  JJo.  83,  Fifty- 
ninth  Congress,  second  session.  The  report  of  an  examination  of  this 
river  made  in  1892  is  printed  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1893,  page  800;  and  the  report  of  an  examination  and 
survey  in  1897,  in  the  Annual  Report  for  1897,  page  876. 

July  1,  1908,  balance  unexpended $125, 192. 52 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       46, 119. 32 

July  1,  1909,  balance  unexpended 80, 073. 20 

July  1,  1909,  outstanding  liabilities 11,  737.  54 

July  1,  1909,  balance  available 68, 335.  66 

July  1,  1909,  amount  covered  by  uncompleted  contracts 36, 572. 68 

(See  Appendix  B  10.) 

11.  Weymouth  River j  Mdssachusetts. — (a)  Weymouth  Fore  River, — 
In  its  original  condition  the  channel  had  a  depth  of  18  feet  at  mean 
low  water  with  a  least  width  of  300  feet  up  to  a  point  about  1  mile 
below  Weymouth  Fore  River  bridge,  at  Quincy  Point,  the  18-foot 
channel  extending  3,400  feet  above  that  point,  but  too  tortuous  for 
safe  navigation  of  large  vessels.  In  the  remaining  1,800  feet  to  the 
bridge  the  channel,  when  surveyed,  was  150  feet  wide  and  13  feet  deep 
at  mean  low  water,  but,  before  the  adoption  of  the  project,  had  been 
increased  without  expense  to  the  United  States  to  the  width  of  200 
feet  and  depth  of  15  feet  at  mean  low  water.  Above  the  bridge  the 
channel  was  12  feet  deep  at  mean  low  water  for  a  distance  of  2,200 
feet,  6  feet  deep  with  a  practicable  width  a  distance  of  4,000  feet 
farther,  and  3  feet  deep  a  distance  of  7,000  feet  farther;  but' the  chan- 
nel was  too  narrow  to  be  practicable. 

The  original  project,  adopted  by  the  act  of  September  19,  1890,  was 
to  obtain  m  Wejrmouth  Fore  River  for  a  distance  of  7,000  feet  below 
the  head  of  navigation  a  channel  with  the  uniform  depth  of  6  feet 
at  mean  low  water  with  the  width  of  100  feet  to  near  Weymouth 
Landing,  80  feet  thence  to  Braintree  Bridge,  and  50  feet  thence  950 
feet  above  that  bridge,  at  an  estimated  cost  of  $40,000.  The  amount 
expended  under  that  project  was  $42,750  (including  $2,750  for 
maintenance),  with  which,  exTcept  for  four  small  ledges  uncovered  by 
dredging,  there  was  dredged  ana  maintained  to  1906  a  channel  of  the 
full  projected  dimensions,  the  future  maintenance  of  which  devolves 
upon  the  State  of  Massachusetts  under  acts  of  Congress  and  the  legis- 
lature of  Massachusetts,  printed  on  pages  824  and  825  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1905. 
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The  existing  project,  adopted  by  the  act  of  March  3, 1905,  embraces 
only  that  portion  of  the  river  extendingfrom  its  mouth  in  Hingham 
Bay  about  3i  miles  up  to  Weymouth  Fore  River  bridge  at  Quincy 
Pomt,  and  is  to  dredge  a  channel  about  1  mile  long,  300  feet  wide,  and 
18  feet  deep  up  to  that  bridge,  at  an  estimated  cost  of  $57,500. 

The  amount  expended  on  this  project  is  $55,000,  all  for  improve- 
ment, with  which  the  authorized  channel  has  been  completed. 

The  expenditure  for  the  fiscal  year  given  in  the  money  statement 
was  for  dredging  completed  during  the  preceding  year. 

The  maximum  draft  that  can  be  carried  through  the  portion  of 
the  river  embraced  in  this  improvement  is  18  feet  at  mean  low  water. 
The  mean  range  of  tides  is  9.5  feet. 

The  head  of  navigation  is  2.7  miles  above  this  improvement  at  East 
Braintree,  to  which  latter  point  the  navigable  length  of  Weymouth 
River  from  its  mouth  is  6.2  miles. 

The  freight  carried  on  the  river  amoimted  in  1904  to  95,843  tons, 
and  in  1908  to  173,649  tons,  of  which  more  than  87  per  cent  was  coal. 
The  increased  depth  obtained  is  of  importance  chiefly  to  the  Fore 
River  Ship  Building  Company,  which  builds  at  its  extensive  plant  at 
Quincy  Point  large  passenger  and  freight  steamers,  cruisers,  and 
battle  ships  up  to  20,000  tons.  This  company  states  that  while  no 
direct  reduction  in  freight  rates  has  been  realized,  the  improved  chan- 
nel has  proven  of  greater  value  and  benefit  in  permitting  the  entrance 
of  larger  barges  loaded  with  coal  and  lumber  and  the  passage  of  ves- 
sels or  greater  draft  between  the  harbor  and  the  shipyards  on  the 
river. 

The  original  project  of  improvement  (above  Weymouth  Fore 
River  bridge)  is  printed  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1890,  page  522.  A  report  of  the  survey  of  the  river  (below 
Weymouth  Fore  Kiver  bridge)  is  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1904,  pages  891-898. 

July  1,  1908,  balance  unexpended $4,465.80 

June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment      1,965.80 

July  1, 1909,  balance  unexpended 2,500.00 

(b)  Weymouth  Back  River, — In  its  original  condition  Weymouth 
Back  River  had  a  practicable  channel  not  less  than  200  feet  wide  and 
not  less  than  12  feet  deep  at  mean  low  water  from  its  confluence  wdth 
Weymouth  Fore  River,  8,000  feet  to  the  wharf  of  the  American 
Agricultural  Chemical  Company,  except  on  its  bar,  400  feet  across, 
one-fourth  of  a  mile  above  its  mouth,  where  the  depth  was  11  feet, 
and  except  the  2,000  feet  next  below  that  wharf,  where  the  depth 
gradually  shoaled  from  12  feet  to  6  feet  at  mean  low  water. 

The  ordinal  project,  adopted  by  a  proviso  in  the  act  of  August  18, 
1894,  which  is  also  the  existing  project,  is  to  dredge  in  Weymouth 
Back  River  a  channel,  12  feet  deep  at  mean  low  water,  200  feet  wide 
through  the  bar,  and  to  extend  the  channel,  12  feet  deep  at  mean  low 
w  ater  and  200  feet  wide,  2,200  feet,  to  the  w  harf  of  the  American  Agri- 
cidtural  Chemical  Company,  at  an  estimated  cost  of  $22,000. 

The  amoxmt  expended  on  this  project  is  $22,000  (including  $1,521.32 
for  maintenance),  with  which  the  channel  has  been  dredged  to  the 
dimensions  authorized  by  the  project.    After  the  completion  of  the 
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improvement,  by  the  application  of  the  remaining  fimda  in  matnte- 
nance  during  the  fiscal  year  1908  the  full  depth  of  channel  previously 
dredged  was  restored  with  the  width  of  175  feet  through  the  bar  near 
the  mouth  of  the  river  and  180  feet  thence  to  the  head  of  the  improve- 
ment. The  present  deficiency  in  width  is  due  to  deterioration  of  the 
portion  of  the  channel  dredged  in  1897,  and  the  amount  estimated  as 
a  profitable  expenditure  for  the  fiscal  year  ending  June  30,  1911,  will 
be  applied  to  restoring  the  full  width  of  the  improved  channel. 

Tne  maximum  draft  that,  can  be  carried  at  mean  low  wat^r  over  the 
shoalest  part  of  the  locality  under  improvement  is  12  feet.  The  mean 
range  of  tides  is  9.4  feet. 

The  head  of  navigation  is  about  4  miles  above  the  bar  at  the  mouth 
of  the  river,  and  about  3  miles  above  the  wharf  of  the  Chemical  Com- 
panv,  which  is  the  upper  limit  of  the  improvement. 

The  commerce  benefited  by  the  improvement  comprised,  in  1907, 
169,756  tons,  and  in  1908  170,064  tons,  of  which  about  seven-eighths 
was  raw  and  manufactured  fertilizer  products. 

A  report  of  the  survey  of  Weymouth  Back  River  is  printed  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1891,  page  683. 

i Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement $5, 000. 00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATED. 

July  1,  1908,  balance  unexpended $4, 465. 80 

June  30,  1909,  amount  expended  during  fiscal  vear  for  works  of  improve- 
ment  *. 1,965.80 


July  1,  1909,  balance  unexpended 2,500.00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 05, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  B  11.) 

12.  HingJiam  Harbor,  Massdchusetts. — In  its  original  condition  the 
channel  leading  to  Hingham,  south  of  Ragged  and  Sailor  islands,  was 
very  narrow  and  crooked  and  obstructed  by  sunken  rocks  and  shoals, 
over  which  the  least  depth  was  4  feet  at  mean  low  water,  while  the 
available  width  of  channel  was  but  30  feet. 

The  ori^al  project,  adopted  by  the  act  of  March  3,  1875,  was  to 
widen  and  deepen  the  natural  channel  by  dredging  and  blasting  to 
the  width  of  100  feet  and  depth  of  8  feet  at  mean  low  water  from 
deep  water  near  the  head  of  the  harbor  to  the  steamboat  wharf,  a 
distance  of  about  2,500  feet,  at  an  estimated  cost  of  $11,000.  This 
improvement  was  completed  in  1884,  with  the  expenditure  of 
$9,316.58,  all  for  improvement,  allotted  from  the  appropriation  for 
improving  harbor  at  Boston,  Mass. 

The  existing  project,  adopted  by  the  act  of  August  5,  1886,  and 
completed  in  1893,  is  to  deepen  the  improved  channel  100  feet  wide 
to  10  feet  at  mean  low  water  and  remove  a  mid-channel  ledge,  in  the 
lower  channel  between  Chandlers  and  Ragged  islands,  at  an  estimated 

«  For  Weymouth  Back  River. 
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cost  of  $18,750.  By  the  act  of  March  2.  1907,  without  previous  esti- 
mate, $10,000  was  appropriated  for  rearedging  the  channel,  and  by 
the  river  and  harbor  act  of  March  3,  1909,  the  unexpended  balance 
of  this  appropriation  was  **made  available  for  redredging  and  im- 
proving tne  channel." 

In  accordance  with  the  desire  of  local  commercial  interests,  active 
steps  toward  the  application  of  this  appropriation  have  been  sus- 
pended awaiting  action  by  Congress  to  make  the  funds  available  for 
extension  instead  of  maintenance  and  improvement  of  channel  here- 
tofore improved. 

To  June  30,  1909,  $19,327.72  (including  $327.72  for  maintenance) 
has  been  expended  under  the  existing  project; 

The  maximum  draft  that  can  be  carried  June  30,  1909,  over  the 
shoal^t  part  of  the  locality  under  improvement  is  8J  feet  at  mean 
low  water.     The  mean  range  of  tides  is  9.5  feet. 

The  conmierce  benefited  by  the  improvement  consists  of  coal  and 
building  materials,  of  which  12,370  tons  was  received  during  the 
calendar  year  1908,  slightly  less  than  the  freight  reported  received 
in  1883;  but  the  line  of  Boston  passenger  steamers  which  at  the  time 
the  improvement  was  made  landed  at  the  pier  at  the  head  of  the 
improved  channel  has  long  since  been  discontinued. 

The  original  project,  with  survey  of  the  harbor,  is  in  the  Annual 
Report,  Chief  of  Engineers,  for  1875,  Part  2,  page  417.  A  report  of 
the  survey  upon  which  the  present  project  is  based  is  in  the  Annual 
Report  for  1885,  page  555,  and  a  map  of  the  harbor  in  the  report  for 
1888,  page  456. 

July  1, 1908,  balance  unexpended $9, 672. 28 

July  1,  1909,  balance  unexpended , 9, 672. 28 

(See  Appendix  B  12.) 

IS,  Harbors  of  Plymouth  and  Provincetown,  Mass. — (a)  Harbor 
at  Plymouth. — In  the  original  condition  of  the  harbor  the  channel 
and  low-water  line  were  about  2,500  feet  from  the  wharf  at  Ply- 
mouth. Long  Beach,  between  the  harbor  and  the  ocean,  was,  for  the 
most  part,  low  and  narrow,  and  liable  to  inroads  by  the  sea  that  would 
injure  or  destroy  the  harbor. 

All  projects  and  expenditures  prior  to  1875  appear  to  have  been  for 
the  construction  of  works  for  the  preservation  of  the  beach. 

The  original  proiect  for  the  improvement  of  the  channel,  adopted 
by  the  act  of  Marcri  3,  1875,  was  to  dredge  a  channel,  100  feet  wide 
and  6  feet  deep  at  mean  low  water,  through  the  flats  from  the  channel 
in  the  inner  harbor  to  Long  Wharf  in  Plymouth,  at  an  estimated  cost 
of  $28,000. 

Prior  to  operations  under  the  existing  proiect,  $198,869.22  had  been 
expended  in  preserving  Long  Beach  and  m  dredging  imder  the  project 
of  Aiarch  3,  1875,  as  modified,  which' resulted  in  ootaining  a  cnannel 
150  feet  wide  and  9  feet  deep  and  a  basin  directly  in  front  of  the 
town  wharves  866  feet  long,  150  feet  wide,  and  9  feet  deep.  Of  this 
amount  $60,727.52  was  expended  for  maintenance. 

The  existing  project  for  the  protection  of  the  beach,  adopted  by  the 
act  of  March  3,  1899,  is  to  strengthen  the  sections  of  beacli  damaged 
by  the  great  storm  of  November,  1898,  and  to  restore  Eel  River  to  its 
former  course,  discharging  into  the  head  of  the  harbor,  from  its 
course  into  the  sea,  to  wnich  it  was  changed  by  the  storm.  The 
estimated  cost  was  $95,700. 
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The  amount  expended  on  the  work  of  improvement  under  the 
existing  project  to  the  close  of  the  fiscal  year  ending  June  30,  1909,  is 
$73,437.28,  with  which  11,843  linear  feet  of  rubblestone  dike  was  built 
on  Long  Beach,  which  has  resulted  in  strengthening  the  beach  by  the 
accretion  of  a  large  volume  of  sand  and  beach  shingle;  Eel  River  was 
restored  to  its  former  course,  and  536  linear  feet  of  stone  dike  was 
built  to  prevent  the  river  from  being  again  turned  into  the  sea.  In 
addition  to  the  aforesaid  amount  expended  under  the  present  project, 
$3,954.42  has  been  expended  for  maintenance  in  redredging  the  turn- 
ing basin,  which  had  oeen  dredged  at  the  wharves  imder  the  project 
of  March  3,  1875. 

By  wav  of  refundment,  $4,530.12  was  collected  as  damages  from  the 
surety  or  a  failing  contractor. 

In  the  report  of  January  20,  1899,  submitting  the  project  with  esti- 
mate of  cost,  it  was  said: 

The  following  estimate  for  this  work  should  be  considered  approximate  only,  for  the 
reason  that  further  changes  are  likely  to  occur  before  the  work  can  be  accomplished, 
which  changes  may  materially  increase  or  diminish  the  amount  of  work  necessary  to 
restore  the  beach  to  a  safe  condition. 

The  accretion  of  the  beach  before  the  stone  dike  was  built  materi- 
ally diminished  the  cross  section  of  a  considerable  part  of  it,  and  per- 
mitted its  extension  to  protect  other  places  where  further  erosion  nas 
occurred. 

It  is  proposed  to  apply  the  appropriation  reconmiended  to  main- 
tenance of  improvement. 

The  conmierce  consists  chiefly  of  coal  and  lumber,  of  which  33,354 
tons  was  received  in  1906  and  39,860  in  1908. 

It  is  reported  by  the  harbor  master  at  Plymouth  that  the  improve- 
ment of  tnis  locality  by  the  United  States  has  eflfected  a  saving  of  50 
cents  per  ton  in  freight  rates. 

The  maximum  draft  that  can  be  carried,  June  30, 1909,  at  mean  low 
water,  over  the  shoalest  part  of  the  locahty  under  improvement  is  7.5 
feet. 

The  town  of  Plymouth  at  its  own  expense  has  imdertaken  to 
restore  and  deepen  to  10  feet  at  mean  low  water  the  channel  and  basin 
completed  by  tne  Government. 

The  mean  range  of  tides  is  10.1  feet. 

The  original  project  for  dredging  is  published  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1874,  Part  2,  page  348.  The  project  of 
1899  is  printed  in  the  report  for  that  year,  page  1089.  A  map  of  the 
dredgea  channel  and  basin  is  printed  in  tne  Annual  Report  of  the 
Chief  of  Engineers  for  1888,  page  460. 

Reports  of  examination  and  survey,  with  a  view  to  the  construc- 
tion of  a  rubblestone  breakwater  from  Ijong  Beach  along  the  crest 
of  Browns  Island,  are  printed,  with  map,  in  House  Document  No. 
1168,  Sixtieth  Congress,  second  session. 

July  1, 1908,  balance  unexpended $8,270.94 

July  1, 1909,  balance  unexpended 8, 270. 94 

Amount  (estimated)  required  for  completion  of  existing  project 20, 700. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 
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(6)  Harbor  at  Provincetovm,  Mass. — ^This  is  an  important  harbor 
of  refuge  in  the  bight  at  the  extremity  of  Cape  Cod. 

In  its  original  condition  the  width  and  depth  of  its  entrance  and 
the  depth  of  its  anchorage  were  ample  for  the  largest  vessels,  but 
actual  or  threatened  inroads  by  the  sea  across  the  low  and  narrow 
part  of  the  cape  east  of  the  town,  and  at  intervals  along  about  IJ 
miles  of  the  narrow  beach  southwest  of  the  town,  were  a  serious 
menace  to  the  harbor. 

The  original  project,  adopted  by  the  act  of  May  20,  1826,  was  "for 
the  preservation  of  the  point  of  land  forming  Provincetown  Harbor." 

The  project  from  1826  continuously  to  this  date  has  been,  by  build- 
ing dikes  and  groins  and  by  other  sand-catching  devices,  to  arrest  the 
erosion  and  promote  the  accretion  of  the  barrier  of  beach  and  sand 
dunes  which  protects  and  preserves  the  harbor. 

Work  during  the  past  year  consisted  in  extending  southerly  the 
bulkhead  at  Abel  Hill  dike  a  distance  of  48  feet;  minor  repairs  to  the 
bulkhead  were  also  made. 

The  amount  expended  to  June  30,  1909,  is  $215,395.99,  all  applied 
to  improvement. 

The  preservation  of  the  harbor,  whose  importance  as  a  harbor  of  ref- 
uge requires  no  elaboration,  depends  upon  tne  maintenance  of  the  bar- 
rier from  Abel  Hill  to  Long  Pomt  as  a  protection  aeainst  westerly  and 
southwesterly  seas.  Since  the  conmiencement  or  the  improvement 
it  has  been  sought  to  maintain  this  barrier  by  means  of  timber  struc- 
tures of  temporary  character,  designed  to  catch  and  hold  the  sand 
moved  by  the  sea  and  wind.  Although  in  the  vicinity  of  and  below 
Wood  End  they  have  been  partially  successful  in  accumulating  sand 
moved  by  the  wind,  for  the  greater  part  of  the  distance  between  Abel 
Hill  and  Wood  End  they  have  failed  in  the  long  run  to  accomplish 
their  purpose,  and  now  tor  a  considerable  part  or  this  distance  tnere 
exists  between  the  ocean  and  the  harbor  only  a  liffht,  sand-filled, 
wooden  bulkhead,  built  on  the  beach  whose  crest  is  below  the  level  or 
spring  tides.  The  failure  of  these  works  may  be  attributed  to  absence 
of  any  great  quantity  of  wind-driven  sand,  and  to  the  inability  of 
light  timber  structures  to  withstand  the  inroads  of  the  sea.  As  a 
result  of  storms  of  recent  winters,  a  portion  of  the  beach  is  now  in 
such  a  condition  that  temporary  expedients  can  not  be  relied  upon  or 
expected  to  hold  it  througn  another  winter  of  average  westerly  storms. 
For  the  security  of  the  harbor  a  rubblestone  dike  is  required  across 
House  Point  Island  flats  from  the  vicinity  of  Stevens  Point  to  a 
point  northeasterly  from  Wood  End  Light,  as  shown  in  a  general 
way  on  the  map  at  page  576  of  the  Annual  Report  of  the  Cnief  of 
Engineei-s  for  1886,  estunated  to  cost  $135,000,  and  to  this  purpose 
the  appropriation  asked  for  will  be  applied.  It  is  recommencled  that 
provision  for  the  entire  work  be  maae  at  one  time,  either  by  a  single 
appropriation  or  by  the  continuing-contract  system. 

The  maximum  draft  that  can  be  carried  to  the  anchorage  is  ample 
for  the  largest  vessels. 

The  balance  available  will  be  applied  to  works  of  protection  for 
preserving  and  strengthening  the  beach  that  preserves  the  harbor. 

A  descnption  and  plan  of  works  are  in  the  Annual  Reports  of  the 
Chief  of  Engmeers  for  1876,  1879,  1886,  and  1897,  pages  181,  273, 
674,  and  878,  respectively. 
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The  commeroe  of  this  port  is  a  small  factor  in  this  improvement 
compared  with  the  preservation  of  this  very  excellent  and  important 
harbor  of  refuge. 

July  1, 1908,  balance  unexpended $7,167.13 

June  30 J  1909,  amount  expended  during  ^scal  }^ear,  for  works  of  improve- 
ment.  - 460.16 


July  1, 1909,  balance  unexpended 6,7«6.98 

July  1,  1909,  outstanding  liabilities.... , 5.43 

July  1,  1909,  balance  available 6, 761. 55 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911 ,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Julj^  1,1909 135,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 

.    1897. 


CONSOLIDATED 


July  1, 1908,  balance  unexpended $15,438.07 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   400.15 


July  1, 1909,  balance  unexpended 15,037.92 

July  1,  1909,  outstanding  Imbilities 5.43 

July  1,  1909,  balance  available 15, 032. 49 


Amount  (estimated)  required  for  completicui  ol  existing  project 20, 700. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1,  1909 145, 000. 00 

Submitted  in  compliance  \i  ith  requirements  of  sundnr  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  B  13.) 

14*  Channel  between  North  and  South  Hero  islands ,  Lake  Ohamr 
plain,  Vermoni, — ^By  the  ori^al  project,  adopted  by  the  act  of  July 
4,  1836,  this  channel,  sometimes  called  ''The  Gut,"  was  deepened  by 
dredging  to  8  feet  at  mean  low  water.  The  work  was  completed  in 
1839,  at  a  total  expense  of  $21,000. 

In  1881  it  was  found  by  survey  that  the  channel,  about  H  miles 
long,  had  an  average  deptn  of  lOJ  feet,  with  suflBcient  width,  except 
that  it  was  obstructed  at  its  western  entrance  by  a  bar  through  which 
the  channel  was  40  feet  wide  and  7  feet  deep,  and  at  its  eastern 
entrance  by  a  bar  through  which  the  channel  was  100  feet  wide  and  8 
feet  deep. 

The  existing  project,  adopted  bv  the  act  of  August  11,  1888,  is  to 
obtain  a  channel  150  feet  wide  and  10  feet  deep  at  both  entrances,  at 
an  estimated  cost  of  $14,300.  The  dredging  was  done  in  1889  and 
the  channel  reported  as  completed. 

Since  1897  it  has  been  reported  that  the  western  entrance  to  the 
passage  was  obstructed  by  a  dangerous  bowlder  in  mid-channel  and 
that  the  channel  was  1  to  4  feet  shoal  and  25  feet  narrower  than  the 
project  prescribed.  A  survey  of  the  channel  made  in  January,  1906, 
m  connection  with  the  complaint  that  the  bridge  of  the  Kutland 
Railroad  Company  is  an  unreasonable  obstruction  to  navigation 
through  the  channel,  shows  that  the  channel  has  shoaled  to  the  depth 
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of  ai^roximately  7  feet  at  low  lake  level.  Under  an  order  of  the 
Secretary  of  War  requiring  that  company  to  restore  and  maintain  the 
authorized  channel  dimensions,  in  lieu  of  altering  its  bridge,  the 
restoration  of  the  channel  was  accomphshed  in  1908. 

To  June  30,  1909,  the  amoimt  expended  under  the  existing  project 
is  $10,000,  appropriated  by  the  act  of  1888. 

This  channel  is  the  main  water  connection  between  the  commer- 
cial channel  on  the  western  side  and  Swanton  Harbor  and  St.  Albans 
Bay  on  the  eastern  side  of  the  lake,  and  is  generally  used  by  steam 
and  sailing  vessels  plying  in  that  part  of  the  lake,  but  the  amoimt  of 
commerce  benefited  by  the  improvement  can  not  be  accurately  stated. 
Two  steamers,  carrying  freight  and  considerable  numbers  or  passen- 
gers, each  pass  through  this  channel  twice  daily  during  the  season  of 
navigation. 

The  existing  project  with  report  of  survey,  is  published  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1897,  pa^e  3299. 

Report  upon  the  examination  of  this  channel,  with  a  view  to  its 
further  improvement,  will  be  found,  with  map,  in  House  Document 
No.  1109,  Sixtieth  Congress,  second  session. 

IS.  Harbor  at  Burhngton,  Vt — Before  improvement  there  was 
ample  depth  of  water  along  the  docks  and  wnarves,  but  they  were 
witnout  protection  against  wind  and  seas  from  Lake  Champlam.  In 
ttie  greatest  exposure  during  the  prevalent  northwesterly  gales  the 
wina  has  a  sweep  obliquely  across  tne  lake  of  about  10  nautical  miles. 

The  original  project,  adopted  by  the  actof  July  4,  1836,  was  to 
build  a  breakwater  parallel  with  the  shore  and  about  1,000  feet  from, 
the  docks  and  wharves. 

Under  the  ori^nal  and  modified  projects  the  amoimt  expended  for 
construction  pnor  to  the  adoption  of  the  project  of  1886  was 
$501,811.07,  with  which  3,651  feet  of  breakwater  was  built. 

The  existing  project,  adopted  in  1886,  is  to  extend  the  breakwater 
1,500  feet  (500  feet  northerly  and  1,000  feet  southerly),  at  an  esti- 
mated cost  of  $150,000;  enlarged  in  1894  and  1902  to  embrace  repairs 
and  replacing  the  crib  superstructure  (4,157  feet)  with  one  of  stone 
or  concrete,  at  a  cost  estimated  at  $173,750,  a  total  of  $323,750. 

In  the  execution  of  this  work  it  developed  that  through  deteriora- 
tion of  the  timber  cribs,  the  substructure  on  the  lake  face  of  the  break- 
water for  a  distance  of  1,165  feet  is  in  a  serious  condition  as  to 
stability.  A  rubble  mound  extending  the  fidl  height  of  the  sub- 
structure cribs,  estimated  to  cost  $52,000,  should  be  built  without 
delay  to  support  and  protect  the  lake  face  of  the  substructure. 

Under  the  existing  project  there  was  expended  to  Jime  30,  1909, 
$238,261.34,  of  which  $59,738.69  was  applied  to  extending  the  break- 
water 606  feet  (364  feet  northerly  and  242  feet  southerly),  making 
the  total  length  of  the  structure  4,157  feet.  The  remainder,  $178,- 
522.65,  was  appUed  to  repairs  and  completing  the  rebuilding  of  3,240 
feet  of  superstructure,  including  $34,555  expended  in  repairing  por- 
tions of  the  substructure  thereunder,  the  necessity  for  wnich  repairs 
could  not  be  foreseen  until  the  old  superstructure  was  removed. 
From  sales  there  was  derived  $146.  The  extension  is  40  per  cent 
and  the  rebuilding  of  the  superstructure  78  per  cent  completed. 

During  the  year  327  hnear  feet  of  concrete  superstructure  of  the 
breakwater  were  built  and  repairs  made  to  124  linear  feet  of  the 
foundation  of  the  superstructure  thereof. 
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The  extreme  variation  of  level  of  water  surface  is  6^  feet  and  the 
usual  variation  about  4  or  5  feet. 

Of  the  appropriation  asked  for,  $52,000  will  be  applied  to  the  con- 
struction of  a  rubble  protection  for  the  substructure  of  a  portion  of 
the  breakwater,  and  $34,555  to  rebuilding  the  superstructure  in 
.accordance  with  the  project  of  1902.  This  latter  sum  was  expended 
for  repairs  to  the  substructure  or  foimdation,  which  had  to  be  made 

f)rior  to  the  erection  thereon  of  said  superstructure,  and  was  defrayed 
rom  funds  designed  for  continuing  the  rebuilding  of  the  super- 
structure. 

The  commerce  amounted  in  1904  to  107,421  tons,  and  in  1908  to 
249,174  tons,  of  which,  in  1908,  nearly  80  per  cent  was  lumber. 

A  description  of  the  existing  project  for  repairs  and  maintenance 
may  be  found  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1901,  page  1072,  and  a  description  and  history  of  the  work  in  the 
Annual  Report  for  1897,  page  3296. 

July  1, 1908,  balance  unexpended $32,993.90 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 27, 754.  24 

July  1, 1909,  balance  unexpended 5,239.66 


Amount  (estimated)  required  for  completion  of  existing  project "124, 555. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 6  86,565.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  B  14.) 

16,  Narrows  of  Lake  (Thamplain,  New  YorTc  and  VermorU, — In  its 
original  condition  the  15  miles  of  this  waterway,  extending  from  the 
northern  terminus  of  the  Champlain  Canal,  at  Whitehall,  northerly  to 
Benson  Landing,  Vt.,  had  a  narrow  and  tortuous  channel  not  more 
than  9i  feet  to  10  feet  deep  on  the  shoals  at  low  water. 

The  original  nroject,  adopted  by  the  act  of  August  5,  1886,  was  to 
obtain,  bj^  dredging  and  by  a  small  amount  of  rock  excavation,  a 
channel  with  a  least  width  of  150  feet  and  depth  of  12  feet  at  low 
water  from  Whitehall  to  deep  water  below  Benson  Landing,  a  dis- 
tance of  15  miles.  On  the  original  project  (as  extended  in  1890  to 
widen  and  straighten  the  middle  reaches  of  the  channel)  the  amount 
expended  prior  to  operations  under  existing  project  was  $63,500. 

The  existing  project,  adopted  by  the  act  of  March  3,  1899,  is  to 
widen  the  channel  and  restore  it  to  the  depth  of  12  feet  at  mean  low 

o  Amount  (estimated)  required  for  completion  of  existing  project: 
Improvement — Extension  of  breakwater  900  feet  (project  of  1886),  bal- 
ance   190,000 

Maintenance  (project  of  1902) — Expenditures  for  repairs  to  substruc- 
ture or  foundation  prior  to  rebuilding  the  superstructure 34, 556 

124,555 


h  Appropriation  recommended  for  maintenance  of  improvement: 

Repairs  to  substructure  already  made  (see  precedixig  note) 34, 555 

Rubblestone  protection  for  substructure 52, 000 

86,555 
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water  in  five  localities;  also  to  provide  fenders  for  protecting  barges 
from  collision  with  the  rocky  banks  of  the  channel  at  Puts  rock,  the 
Narrows,  and  Pulpit  Point,  at  an  estimated  cost  of  $22,500. 

To  June  30^  1909,  the  amount  expended  under  the  existing  project 
was  $24,615,  mcluding  $615  for  mamtenance,  with  which  the  project 
has  been  completed.  The  only  work  carried  on  during  the  fiscal 
year  consisted  of  surveying  the  channel  to  determine  the  location 
and  extent  of  shoaling  which  was  reported  to  have  ^taken  place. 
Available  funds  will  be  applied  to  maintenance  of  the  improvement. 

To  June  30,  1909,  the  maximum  draft  that  can  be  carried  over  the 
shoalest  part  of  the  locality  under  improvement  is  12  feet  at  low 
water.  The  extreme  variation  of  level  of  water  surface  is  6i  feet, 
and  the  usual  variation  about  4  or  5  feet. 

From  the  foot  of  the  canal  at  Whitehall  to  the  head  of  Lake  Cham- 
plain  at  Crown  Point  the  navigable  length  of  the  Narrows  is  37 
miles.  From  Whitehall  navigation  is  continued  to  the  Hudson  River 
and  Erie  Canal  by  the  Champlain  Canal,  which  is  65  miles  long, 
from  the  southern  extremity  of  the  Narrows  at  Whitehall  to  Troy, 

The  commerce  consists  principally  of  coal,  pulp  wood,  building 
material,  and  general  merchandise,  and  amounted  in  1907  to  724,529 
tons,  and  in  1908  to  565,414  tons. 

The  original  project,  with  report  and  map  of  the  survev  of  the 
channel,  is  published  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1885.  pages  2312  and  2315,  and  the  existing  project  in  the  Annual 
Report  tor  1897,  page  3302,  and  1898,  page  1046. 

July  1. 1908,  balance  unexpended 14,985.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 600.00 

July  1,  1909,  balance  unexpended 4,386.00 

(See  Appendix  B  15.) 

17.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navir- 
gaiion.^,a)  Wreck  of  steamer  City  of  Birmingham,  in  Boston  Harbor, 
Massachusetts, — This  steamer  vas  sunk  in  Boston  Harbor  on  Novem- 
ber 4,  1907,  on  the  southerly  side  of  the  27-foot  channel  and  about 
1,800  feet  northwesterly  from  Castle  Island.  The  removal  of  the 
wreck  was  completed  November  19,  1908,  imder  formal  contract,  at 
a  cost  of  $13,200. 

(6)  Wrecks  in  Narrows  of  Lake  Champlain,  New  York, — ^Wrecks  of 
18  canal  boats  and  2  steamers  were  found  to  be  dangerous  obstruc- 
tions to  navigation.  Contract  for  their  removal  has  been  let,  and 
work  is  in  progress  at  the  date  of  this  report. 

(See  Appendix  B  16.) 

EXAMINATIONS  AND  SURVEYS  MADE  IN  COMPLIANCE  WrTH  RIVER  AND 
HARBOR  ACT  APPROVED  MARCH   2,    1907. 

Reports  on  preliminanr  examinations  and  surveys  required  by  the 
river  and  haroor  act  of  March  2,  1907,  of  the  foUowmg  localities 
within  this  district  were  duly  submitted  by  the  district  officer.  They 
were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors, 
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pursuant  to  law,  and  were  transmitted  to  Congress  and  printed  in 
documents,  as  indicated: 

1,  Preliminary  examination  and  survey  of  Mystic  River  ^  Massa^ 
ehasetts,  with  a  view  to  the  construction  of  a  channel  SO  feet  deep  from 
{he  mouth  of  Island  End  River  to  Chelsea  bridge. — ^Keports  dated 
June  19,  1907,  and  May  2,  1908,  respectively,  are  printed  in  House 
Document  No.  1086,  Sixtieth  Congress,  second  session.  A  plan  for 
improvement  at  an  estimated  cost  of  $172,000  is  presented. 

2,  Preliminary  examin^Uion  of  Lake  Champlain,  Vermont^  to  imr- 
prove  navigation  in  connection  with  the  breakwater  at  Burlington, 
the  channel  hiown  as  "  The  Gut''  between  Tramps  Point,  South  Hero 
Island,  and  Bow  Arrow  Point,  and  the  harbor  of  St  Albans,  and  sur- 
vey of  the  harbor  of  St,  Albans, — Reports  dated  November  25,  1907, 
and  July  28,  1908,  respectively,  are  printed  in  House  Document 
No.  1 109,  Sixtieth  Congress,  second  session.  The  first  two  localities 
(breakwater  at  Burlin^on  and  dredging  at  ''The  Gut")  were  not 
considered  worthy  of  further  improvement  by  the  United  States; 
for  the  third  locality  (harbor  of  St.  Albans)  a  plan  of  improvement 
at  an  estimated  cost  of  $5,000  is  presented. 

S.  Preiiminury  examinoMon  and  survey  ofOUmcester  Harbor,  Massa^ 
chusetts,  with  a  view  to  removing  ledges, — lleports  dated  October  24, 
1907,  and  October  31^  1908,  res{>ectively,  are  printed  in  House 
Document  No.  1112,  Sixtieth  Congress,  second  session.  A  plan  for 
improvement  at  an  estimated  cost  of  $51,000  is  presented. 

4.  Preliminary  examination  and  survey  of  Plymouth  Harbor, 
Massa^ihusetts,  with  a  view  to  the  construction  of  a  rubblestone  break- 
water, extending  from  Long  Beach  easterly  along  the  crest  of  Browns 
Island, — ^Reports  dated  November  20,  1907,  and  September  8,  1908, 
respectively,  are  printed  in  House  Document  No.  1168,  Sixtieth 
Congress,  second  session.  The  locality  is  not  considered  worthy  of 
improvement  by  the  United  States  at  the  present  time. 

5,  Preliminary  examinxition  and  survey  of  Merrimac  River,  Massor 
chusetts,  with  a  view  to  providing  by  locks  and  dams  a  channel  i^^f^t 
deep  from  the  Tnouth  of  the  river  to  the  railroad  bridge  at  Haverhill. — 
Reports  dated  November  30,  1907,  and  November  30,  1908,  respec- 
tively, are  printed  in  House  Document  No.  2,  Sixty-first  Congress, 
first  session.  The  locality  is  not  considered  worthy  of  improvement 
in  the  manner  contemplated  by  the  act. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  NEWPORT,  RHODE 

ISLAND  DISTRICT. 

This  district  was  in  the  temporary  charge  of  Maj.  Harry  Taylor, 
Corps  of  Engineers,  to  October  6,  1908,  and  in  the  charge  of  Lieut. 
Col.  James  C.  Sanford,  Corps  of  Engineers,  since  that  date.  Division 
engineer.  Col.  John  G.  D.  Knight,  Corps  of  Engineers. 

7.  Harbors  at  Hyannis  and  Nantuctcet,  Mass, — ^These  works  were 
consolidated  by  the  river  and  harbor  act  of  1902. 

(a)  Harbor  of  Refuge  at  Hyannis,  Mass, — ^The  harbor  of  Hyannis 
lies  on  the  south  snore  of  the  peninsula  of  Cape  Cod  and  about  15 
miles  to  the  westward  of  the  heel  of  the  cape,  and  is  an  important 
harbor  of  refuge. 

This  harbor  before  improvement  was  an  open  roadstead,  exposed 
to  southerly  storms.  About  8  feet  at  mean  low  water  could  be  car- 
ried to  the  wharf  of  the  New  York,  New  Haven  and  Hartford  Rail- 
road Company. 
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In  the  years  1827-1838  a  breakwatw  1,170  feet  long  was  constructed 
of  riprap  granite,  covering  an  anchorage  of  about  175  acres,  the 
entrance  to  which  has  a  depth  of  about  15.5  feet. 

Between  the  years  1852  and  1882  extensive  repairs  were  made, 
increasing  the  width  of  the  base  of  the  breakwater  and  the  size  of 
the  stone  forming  its  sides  and  top. 

The  sum  of  $123,431.82  had  been  expended  at  this  harbor  prior 
to  operations  under  existing  project. 

The  project  of  1884  provided  for  dredging  to  15.5  feet  at  low 
water  aoout  36  acres  area  north  of  the  existing  breakwater,  so  as  to 
increase  the  deep-water  anchorage  by  that  amount,  all  at  a  total 
estimated  cost  at  that  time  of  $45,743.20,  increased  $30,568.94 
in  accordance  with  the  report  of  December  2,  1899,  by  the  river 
and  harbor  act  of  June  13,  1902,  making  the  total  estimated  cost 
$76,312.14. 

At  the  adoption  of  this  project  the  15.5-foot  depth  anchorage 
covered  only  about  47  acres,  and  the  36  additional  acres  to  be 
dredged  carried  a  depth  of  from  7  to  15.5  feet  of  water  at  low  water. 

The  total  amount  expended  at  this  locality  to  June  30,  1909,  was 
$197,298.79,  none  of  which  was  applied  to  maintenance.     The  1884 

{)roject  had  been  completed  and  two  cuts,  each  25  feet  wide  and  13 
eet  deep  at  mean  low  water,  had  been  dredged  in  the  channel 
leading  to  the  wharf  of  the  New  York,  New  Haven  and  Hartford 
Railroad  Company. 

The  mean  rise  and  fall  of  the  tide  is  about  3  feet. 

The  principal  value  of  this  harbor  to  commerce  is  as  a  harbor  of 
refuge  for  coasters  and  fishing  vessels.  The  actual  commerce  of 
the  place  is,  in  general,  lumber  and  other  building  materials,  coal, 
and  fish,  aggregating  in  the  last  calendar  year  21,100  tons,  valued 
at  $219,600. 

A  survey  will  be  made  to  determine  whether  deterioration  has 
taken  place  and  work  of  restoration  is  necessary. 

For  reference  to  former  reports  in  which  more  extended  informa- 
tion may  be  foimd,  see  Annual  Report  of  the  Chief  of  Engineers  for 
1905,  page  75. 

Amount  received  from  bondBmen  of  failing  contractor $500. 00 

June  30, 1909,  amount  eiq^ended  during  fiscal  year,  for  works  of  improvement .      11 .  04 

July  1, 1909,  balance  unexpended 488. 96 

(b)  Harbor  of  refuae  at  Nantucket j  Mass. — This  harbor  is  the  only 
one  between  tte  Karbors  of  Marthas  Vineyard  (Vineyard  Haven  and 
Edgartown)  anil  Provincetown,  a  distance  of  100  iniles,  except  the 
small  harbor  of  Hyannis,  on  the  north  side  of  Nantucket  Soimd.  It 
has  a  considerable  area,  with  a  depth  of  water  in  excess  of  12  feet,  and 
the  object  of  the  improvement  is  to  make  it  a  harbor  of  refuge  for 
vessels  plying  between  ports  north  and  south  of  Cape  Cod.  Inci- 
dentally it  forms  a  commercial  harbor  for  the  island  of  Nantucket, 
and  it  is  the  only  one  on  the  island.  So  far  as  known  it  has  never 
been  used  to  anv  extent  as  a  harbor  of  refuge. 

In  its  original  condition  the  channel  entrance  was  obstructed  by  a 
bar  1.5  miles  in  width,  on  which  there  was  only  6  feet  of  water  at 
mean  low  tide,  the  channel  being  very  crooked  and  subject  to  changes 
in  location.  Between  1829  and  1844  an  ineffectual  attempt  was  made 
to  dredge  a  channel  through  the  bar;  $45,734.75  was  expended  prior 
to  beginiiing  operations  under  the  existing  project. 
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The  present  project,  adopted  in  1880  and  modified  in  1885,  pro- 
vides for  the  construction  of  two  jetties,  one  on  each  side  of  the 
entrance,  and  for  dredging  when  necessary  in  order  to  obtain  a 
channel  depth  of  from  12  to  15  feet  at  low  water.  Estimated  cost, 
$375,000,  exclusive  of  cost  of  dredging. 

The  amount  expended  on  the  existing  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  exclusive  of  outstanding  liabilities, 
was  $387,823.48,  of  which  $7,210  was  expended  in  repairs  to  the  west 
jetty,  $6,312.90  to  the  east  jetty,  and  $50,000  in  dredging. 

About  79  per  cent  of  the  whole  project  has  been  completed.  No 
works  of  improvement  or  maintenance  have  been  in  progress  during 
the  fiscal  year.  The  expenditures  were  for  survey,  care  of  property, 
and  collection  of  commercial  statistics. 

About  83  per  cent  in  length  of  the  west  jetty  and  90  per  cent  of  the 
east  jetty  have  been  constructed.  A  channel  200  feet  wide  and  12 
feet  deep  at  mean  low  water  was  dredged  between  the  jetties  during 
the  working  season  of  1905. 

The  mean  rise  and  fall  of  the  tide  is  about  3  feet.  During  an 
unusually  severe  storm  in  December,  1896,  a  breach  was  made 
through  the  Haulover  Beach  between  the  ocean  and  the  head  of  the 
harbor.  The  breach  remained  open  imtil  the  spring  of  1909,  when 
it  closed  from  natural  causes. 

A  survev  of  the  jetty  channel  made  in  June,  1909,  shows  that 
considerable  scour  has  taken  place  throughout  most  of  the  dredged 
channel,  but  that  a  bar  about  400  feet  wide  has  formed  just  outside 
of  the  end  of  the  east  jetty  over  which  there  is  a  minimum  depth  of 
10.7  feet,  which  is  now  the  greatest  depth  that  can  be  carried  into 
the  harbor  at  mean  low  tide. 

A  large  portion  of  the  3,955  feet  of  the  west  jetty,  built  prior  to 
1884,  has  been  damaged  somewhat  bv  storms  and  ice  and,  having  no 
core  of  small  stone,  aflows  considerable  sand  to  pass  through  it.  This 
should  be  repaired  so  as  to  be  as  sand  tight  as  possible  and  raised  to 
its  original  height.  It  is  estimated  that  $30,000  will  be  required  to 
complete  the  repairs  in  addition  to  the  estimated  cost  of  the  project. 

The  approved  project  for  this  work  contemplates  building  two 
converging  jetties  and  the  excavation  by  dredging  of  so  much  of  the 
channel  as  may  not  be  deepened  by  the  tidal  scour.  The  estimate  of 
the  cost  of  the  approved  project  was  $375,000  for  the  jetties  alone. 
But  the  height  aoove  low  water  was  left  to  be  determined  by  expe- 
rience, and  it  will  be  some  years  before  the  work  can  be  considered^as 
complete.  Owing  to  the  exposed  situation,  the  character  of  the 
bottom,  and  the  effect  of  ice,  $13,522.90  or  the  appropriation  for 
construction  is  properly  chargeable  to  maintenance^  for  which  no 
special  allotment  was  made.  Dredging,  which  was  mcluded  in  the 
project  but  not  in  the  estimate,  had  been  postponed  year  by  year  to 
observe  the  action  of  the  jetties,  but  $50,000  for  the  purpose  of 
dredging  was  first  applied  from  the  appropriation  of  March  3,  1905. 
The  dr^ged  channel,  now  about  200  reet  wide  and  12  feet  deep  at 
mean  low  water,  should  be  increased  in  width  from  the  deep  water 
off  Brandt  Point  in  the  inner  harbor  to  the  deep  water  outside  the 
jetty  entrance,  and  the  estimate  for  completion  mcludes  $50,000  for 
that  purpose,  making  a  total  increase  in  the  estimated  cost  of  $100,000 
on  account  of  dredging. 

Further  work  under  the  project  will  consist  in  raising  the  incom- 
plete portions  of  both  jetties  as  may  be  required,  and  deepening  and 
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widening  the  dredged  channel,  with  a  view  to  the  extension  and 
maintenance  of  the  benefits  to  be  derived  from  the  improvement. 
It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  expendi- 
ture to  deepening  and  widening  the  channel  by  dredging  and  to 
enlarging  and  strengthening  such  portions  of  the  jetties  as  may  be 
necessary. 

The  entire  commerce  of  Nantucket  is  carried  on  at  this  harbor, 
amounting  in  1908  to  about  26,840  tons,  valued  at  $1,000,600, 
consisting  largely  of  general  merchandise,  lumber,  coal,  forage,  grain, 
and  live  stocJk. 

The  effect  of  this  work  will  be  to  afford  a  place  of  refuge  easy  of 
access  and  free  from  storms  for  coasters  and  fishing  vessels. 

For  reference  to  reports  containing  more  detailed  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  76. 

July  1, 1908.  balance  unexpended |2, 024.  31 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 20,000.00 

22,024.31 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $354.  29 

For  maintenance  of  improvement 166.  75 

521. 04 


July  1, 1909,  balance  unexpended 21,503.27 

July  1,  1909,  outstanding  liabilities 60.02 

July  1,  1909,  balance  available 21, 443.  25 

Amount  (estimated)  required  for  completion  of  existing  project 101,312.90 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 80, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  tne  river  and  harbor  act  of  1899. 

CONSOLroATED. 

July  1, 1908,  balance  unexpended $2,024.31 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 20,000.00 

Amoimt  received  from  bondsmen  of  £Eiiling  contractor 500.  00 


22, 524.  31 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $365.  33 

For  maintenance  of  improvement 166.  75 

532. 08 


July  1, 1909,  balance  unexpended 21,992.23 

July  1, 1909,  outstanding  liabilities 60.02 

July  1,  1909,  balance  available 21, 932.  21 

Amount  (eetimated)  required  for  completion  of  existing  project »  101, 312.  90 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 o  80, 000. 00 

Submitted  in  compliance  with  reauirements  of  sundry  civil  act  of 
June  4,  1897,  ana  of  section  7  of  tne  river  and  harbor  act  of  1899. 

(See  Appendix  C  1.) 

a  For  harbor  of  refuge  at  Nantucket,  Mass. 
9001— BHa  1909 6 
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i.  Harbor  at  Vineyard  Haven,  Massachusetts. — Vineyard  Haven  is 
a  deep  indentation  on  the  northern  shore  of  Marthas  Vineyard  Island, 
on  the  southern  side  of  Vineyard  Sound. 

The  headlands  on  either  side  of  the  entrance  to  the  harbor  were 
gradually  wearing  away  and  the  adjacent  parts  of  the  harbor  were 
shoaling.     The  mean  range  of  tide  is  1.7  feet. 

The  existing  project  of  1888.  as  modified  in  1889,  provides  for  the 
protection  of  uie  '* Chops''  (or  neadlands)  from  erosion  and  the  inter- 
vening harbor  from  bemg  filled  with  the  eroded  material,  the  whole 
to  be  done  by  means  of  stone  sea  walls  and  jetties  built  along  the 
beach  in  front  of  the  bluflFs  at  both  headlands.  The  total  cost  was 
estimated  in  1889  at  $60,000,  the  whole  of  which  has  been  appro- 
priated. 

The  sum  of  $55,387.36  had  been  expended  on  this  work  up  to  June 
30,  1909,  by  which  there  had  been  built  a  series  of  riprap  jetties  and 
sea  wall,  which  appear  to  have  afforded  the  needed  protection. 

No  works  of  improvement  were  in  progress  during  the  past  fiscal 
year. 

This  harbor,  being  at  present  the  most  accessible  refuge  for  the 
immense  fleet  of  coasting  vessels  plying  between  points  north  and 
south  of  Cape  Cod,  is  more  extensively  used  than  any  other  on  the 
southern  coast  of  New  England. 

For  reference  to  former  reports  giving  more  extended  information, 
see  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  77. 

Further  work  at  this  harbor  will  depend  upon  the  action  taken  by 
Congress  upon  the  report  of  the  Board  of  Engineers  provided  for  in 
the  river  and  harbor  act  of  June  13,  1902,  and  printeil  at  page  949  of 
the  Annual  Report  of  the  Chief  of  Engineers  for  1904.  Such  further 
work  would  be  for  the  extension  of  benefits. 

The  commerce  for  1908  was  about  16,820  tons,  valued  at  $916,610. 
consisting  chiefly  of  coal,  general  merchandise,  grain,  forage,  fish,  and 
lumber. 

July  1,  1908,  balance  unexpended $4,612.65 

June  30,  1909,  covered  into  surplus  fund,  United  States  Treasury 4, 612. 65 

(See  Appendix  C  2.) 

S.  Woods  Hole  cTiannelj  Massachusetts. — ^Woods  Hole  channel  is  a 
waterway  or  strait  connectingBuzzards  Bay  and  Vineyard  Sound 
through  the  so-called  ''Great  Harbor,"  lying  near  the  southwestern 

Eart  of  Cape  Cod,  Massachusetts.  Little  Harbor  Ues  to  the  east  of 
rreat  Harbor  and  is  separated  from  it  by  Parkers  Neck. 
Before  improvement  in  the  strait  the  channels  were  crooked  and 
obstructed  by  bowlders,  and  the  velocity  of  the  currents  at  certain 
stages  of  the  tide  was  from  5  to  7  miles  per  hour.  The  site  of  the 
wharves  and  basins  of  the  United  States  Fish  Commission  and 
Revenue-Marine  Service  was  a  submerged  point  of  land  from  the 
shore  of  Great  Harbor. 

The  original  project  of  1879  provided  for  making  a  channel  through 
the  bar  at  the  entrance  to  Little  Harbor  and  widening  and  deepening 
the  channel  through  the  strait.  The  project  of  1883,  extended  in 
1884  and  1886,  provided  for  the  construction  of  retaining  walls  on 
shore,  a  stone  pier,  and  a  wooden  wharf,  mainly  for  the  use  of  the 
United  States  Fish  Commission  and  incidentally  for  the  use  of  other 
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branches  of  the  public  service,  all  of  which  work  had  been  completed 
prior  to  1889. 

The  amount  expended  on  the  original  and  modified  projects  prior 
to  beginning  operations  on  the  existing  project  was  $113,599.92,  by 
which  the  entrance  to  Little  Harbor  had  been  dredged  to  10  feet 
depth  and  a  direct  channel  9  feet  deep  had  been  dredged  through  the 
strait.  The  retaining  walls,  stone  pier,  and  wooden  wharves  at  the 
United  States  Fish  Commission  had  also  been  built  and  repaired. 

The  existing  project,  that  of  June  3,  1896,  provides  for  deepening 
the  channel  through  the  strait  to  13  feet  at  mean  low  water  and 
widening  the  same  to  300  feet,  with  a  branch  channel  of  same  dimen- 
sions leading  from  the  strait  toward  the  wharves;  estimated  cost, 
$396,000. 

The  amount  expended  on  the  existing  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  exclusive  of  outstanding  liabilities, 
was  $163,321.53,  resulting  in  the  practical  completion  of  the  project. 
The  work  done  during  the  fiscal  year  consisted  in  blasting  away  a 
small  point  of  rock  near  the  easterly  end  of  the  main  channel  which 
could  not  be  removed  by  dredging.  It  is  believed  that  a  clear  passage 
of  13  feet  depth  at  mean  low  tide  now  exists  through  the  strait  by 
both  channels;  but  a  further  survey  is  needed,  which  will  be  made  as 
soon  as  possible,  and  anv  other  shoals  found  will  be  removed. 

The  mean  rise  and  fall  of  the  tide  is  about  4  feet  at  the  Buzzards 
Bay  end  of  the  channel  and  1.65  feet  at  the  Vineyard  Sound  end. 

The  improvement  has  resulted  in  greatly  lessening  the  danger  to 
vessels  passing  through  the  straits  and  in  rendering  it  possible  for 
larger  vessels  to  pass  through,  thereby  saving  about  10  miles  in 
distance  if  bound  n-om  the  east  to  New  Bedford  and  about  19  miles  if 
bound  for  Wareham. 

The  prices  at  which  contracts  have  been  let  for  this  work  have  been 
much  less  than  the  original  estimates,  and  the  relative  proportion  of 
the  large  bowlders  to  the  smaller  and  lighter  material  less  than  the 
estimated  amount  based  on  previous  work,  so  that  the  project  will 
be  completed  for  much  less  than  the  amount  originally  estimated. 

The  conmierce  of  Woods  Hole  in  1908  was  about  61,200  tons, 
mostly  coal  and  fish,  valued  at  $838,000. 

No  account  was  kept  of  vessels  passing  through  the  strait  and  not 
stopping  at  Woods  Hole. 

For  reference  to  reports  containing  more  extended  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  79. 

July  1,  1908,  balance  unexpended 180, 179. 89 

June  30, 19(fe,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      13,501.42 

July  1,  1909,  balance  unexpended 66, 678. 47 

July  1, 1909,  outstanding  liabilities 594. 51 

July  1,  1909,  balance  available 66. 083. 96 

(See  Appendix  C  3.) 

4-  Harbors  of  New  Bedford  and  Fairhaven,  Mass. — New  Bedford 
Harbor  is  an  estuary  of  Buzzards  Bay,  at  the  mouth  of  the  Acushnet 
River,  the  Fairhaven  side  of  the  harbor  being  called  *^  Fairhaven 
Harbor." 
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Before  iraprovement  the  channel  had  a  depth  of  12.5  feet  at  mean 
low  water.  The  improvement  of  this  harbor  has  been  carried  on 
under  a  nimiber  of  distinct  projects,  the  first  being  the  removal  of  a 
wreck  and  dredging  the  sand  bar  formed  by  it  in  1836-1839,  on  which 
$10,000  was  expended.  The  projects  of  1874  and  1877  provided  for 
a  channel  300  feet  wide  and  15  feet  deep  at  mean  low  water  from 
the  deep  water  just  above  Palmers  Island  to  the  wharves  of  New 
Bedford.     This  work  was  completed  in  1877  at  a  cost  of  $20,000. 

This  was  followed  after  1887  by  various  projects  in  which  the  con- 
trolling depth  was  18  feet  at  mean  low  water  and  comprised  chan- 
nels 200  feet  wide  from  Buzzards  Bav  to  New  Bedford,  about  150 
feet  wide  along  the  city  wharf  front  above  and  below  the  New  Bed- 
ford and  Fairnaven  bridge,  an  anchorage  area  about  one-half  mile 
long  and  600  feet  wide  on  the  northerly  side  of  the  main  channel 
between  New  Bedford  and  Fairhaven,  and  a  channel  250  feet  wide 
leading  from  the  anchorage  area  through  the  draw  in  the  bridge  to 
the  wharves  above,  with  a  turning  basin  above  the  bridge.  The  total 
cost  of  the  18-foot  projects,  which  were  completed  in  1906,  was 
$137,709,  making  a  total  of  $167,709  expended  prior  to  the  adoption 
of  the  existing  project. 

The  existing  proiect  was  adopted  by  the  river  and  harbor  act  of 
March  2,  1907,  and  provides  for  dredging  channels  25  feet  deep  at 
mean  low  water,  300  feet  wide  from  Buzzards  Bay  to  the  north  end 
of  Fish  Island,  just  above  the  New  Bedford  and  Fairhaven  bridge, 
with  a  turning  basin  above  the  bridge,  and  an  anchorage  area  of  about 
114  acres,  25  feet  deep,  between  New  Bedford  and  Fairhaven,  at  an 
estimated  cost  of  $527,000.  An  appropriation  of  $100,000  was  made 
and  contracts  authorized  in  the  additional  sum  of  $200,000,  which 
has  since  been  appropriated  for  prosecuting  the  work.  Section  3  of 
the  river  and  harbor  act  approved  March  3,  1909,  contained  the  fol- 
lowing provision  modifying  the  project  of  1907: 

Improving  harbors  of  New  Bedford  and  Fairhaven,  Massachusetts:  The  authoriza- 
tion tor  the  improvement  of  said  harbors  contained  in  the  river  and  harbor  act  of 
March  second,  nineteen  hundred  and  seven,  is  hereby  extended  so  as  to  include  the 
extension  of  tiie  basin  north  of  Fish  Island,  now  being  dredged  under  the  adopted 
proiect,  southward  between  the  harbor  lines  to  the  bridge  between  New  Bedford  and 
Fish  Island,  and  the  extension  of  the  twenty-five  foot  channel  along  the  New  Bedford 
front  from  its  terminus,  as  contemplated  by  the  present  project,  northerly  between 
established  harbor  lines  to  said  bridge:  Provided .  That  a  contract  or  contracts  for  such 
improvement  can  be  made  within  the  limit  of  cost  authorized  by  the  said  act  of 
March  second,  nineteen  hundred  and  seven. 

At  the  adoption  of  the  existing  project  18  feet  depth  of  water  was 
available  for  vessels  to  reach  the  wharves  of  New  Bedford,  but  the 
channel  was  too  narrow,  the  anchorage  small,  and  the  depth  insufficient 
to  accommodate  the  commercial  demands  of  the  port. 

The  amount  expended  on  the  existing  project  up  to  the  close  of 
the  fiscal  year  endiig  June  30,  1909,  was  $273,850.33,  exclusive  of 
outstanding  liabilities,  by  which  the  work  of  dredging  imder  a  con- 
tinuing contract  was  continued  throughout  the  fiscal  vear.  The 
turning  basin  and  channel  above  the  drawbridge  and  the  channel 
leading  from  the  anchorage  area  to  the  drawbridge  for  a  width  of 
about  200  feet  have  been  practically  completed ;  a  considerable  por- 
tion of  the  anchorage  area  has  been  deepened  to  25  feet,  and  a  channel 
135  feet  in  width  has  been  dredged  from  Buzzards  Bay  to  the  anchor- 


Digitized  by  VjOOQ  IC 


BIVSB  AND  HABBOB  IMPBOVEMEKTS.  85 

age  area,  but  both  the  dredged  portion  of  the  anchorage  area  and 
the  latter  channel  contain  shoals  still  to  be  removed. 

About  23i  feet  of  water  at  mean  low  tide  can  now  be  carried  from 
Buzzards  Bay  through  the  harbor  to  the  drawbridge,  about  3  miles, 
and  to  the  harbor  line  below  the  bridge.  Through  the  bridge  about 
18  feet  can  be  carried,  and  25  feet  from  the  bridge  through  the 
turning  basin,  about  0.2  mile.  A  farther  distance  of  about  2  miles 
up  the  Acushnet  River  is  navigable,  with  a  natural  depth  of  from  6 
to  15  feet  of  water. 

The  mean  range  of  tide  is  about  4.2  feet. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure to  the  widening  and  deepening  of  the  channel  and  enlarging 
the  anchorage  area  by  dredging  to  the  full  projected  dimensions. 
The  additional  work  proposed  is  in  part  necessarv  to  make  the 
improvement  available  and  also  for  the  extension  of  benefits. 

The  commerce  of  the  harbor  in  1908  amounted  to  about  1,511,885 
tons,  consisting  mostly  of  coal,  building  materials,  general  merchan- 
dise, and  cotton,  valued  at  $41,091,124. 

The  effect  of  the  deep  water  on  commerce  is  the  use  of  deeper 
draft  vessels  than  formerly,  larger  cargoes,  and  a  consequent  reduc- 
tion in  water  freight  charges. 

For  reference  to  reports  containing  more  detailed  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  81. 

The  report  of  the  survey  of  New  Bedford  and  Fairhaven  harbors, 
dated  May  18,  1906,  upon  which  the  existing  project  is  based,  is 
printed  as  House  Document  No.  271,  Fifty-nmth  Congress,  second 
session. 

July  1,  1908,  balance  unexpended 1209,789.05 

June  30,  1909,  amount  expended  during  fiflcal  year,  for  works  of  improve- 
ment       183, 639. 38 


July  1,  1909,  balance  unexpended 26, 149.  67 

July  1, 1909,  outetanding  liabilities 18, 978. 62 

July  1, 1909,  balance  available 7, 171. 05 

July  1, 1909,  amount  covered  by  uncompleted  contracts 3, 621. 83 

Amount  (estimated)  required  for  completion  of  existing  project 227, 000. 00 

'Amount  that  can  be  profitably  expended  in  Escal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 227,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  C  4.) 

6.  Sakonnet  HarhoVy  Rhode  Island. — Sakonnet  Point  is  a  rocky 
headland  on  the  eastern  side  of  the  mouth  of  Sakonnet  River,  and 
lies  about  6  miles  east  of  Newport.  This  point  in  connection  with 
Churchs  Cove  forms  an  anchorage  known  as  Sakonnet  Harbor. 
Before  improvement  this  harbor  was  protected  from  storms  from 
the  northeast,  south,  and  southeast  by  the  mainland,  but  was  exposed 
to  westerly  storms.  In  1827  a  project  was  prepared  for  a  break- 
water 400  feet  long  at  this  point,  and  about  200  feet  of  this  was  built 
at  that  time.  The  project  of  1899  provided  for  prolonging  the  old 
breakwater  out  to  a  rock  nearly  north  of  it  and  raising  the  whole  to 
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a  height  of  8  feet  above  mean  low  water.  This  project  was  com- 
pleted in  1900  at  a  cost  of  $25,000. 

The  existing  project,  adopted  by  the  act  of  March  2,  1907,  provides 
for  the  removal  of  a  rock  from  the  harbor  to  the  depth  of  8  feet 
at  mean  low  water  at  an  estimated  cost  of  $10,000. 

The  amount  expended  on  the  existing  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  was  $9,002.50,  exclusive  of  out- 
standing liabilities,  by  which  the  removal  of  the  rock  was  completed. 

No  further  work  is  contemplated. 

For  more  detailed  information,  see  Annual  Reports  of  the  Chief  of 
Engineersfor  1889,  page  649;  1895,  page  749;  1897,  page  935;  1901, 
pj^e  1126,  and  for  tne  report  on  prelunmary  examination  and  survey 
upon  which  the  existing  project  is  based,  page  1148  of  the  same 
report  for  1901. 

The  commerce  of  this  harbor  in  1908  amoimted  to  about  4,974 
tons,  consisting  largely  of  coal  and  other  fuel,  general  merchandise, 
grain,  and  forage,  valued  at  $380,016. 

July  1,  1908,  balance  unexpended |9, 983. 49 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      8,985.99 

July  1, 1909,  balance  unexpended 997. 50 

(See  App^idix  0  5.) 

6.  Taunton  River,  Masse chusetU, — This  river  rises  in  Norfolk 
Coxmty,  Mass.,  and  empties  into  Mount  Hope  Bay  at  Fall  River. 

In  its  original  condition  the  channel  was  narrow  and  obstructed 
by  bowlders  and  from  Berkley  Bridge  to  Taunton  the  depth  was  in 
places  not  more  than  5  feet  at  mean  nigh  water.  A  vessel  of  30  tons 
Durden  was  as  large  as  could  go  up  to  Taunton.  From  1870  to  1879 
$63,000  was  appropriated  and  expended  to  secure  9  feet  depth  at 
high  water.     This  work  was  completed  in  1879. 

The  existing  project,  adopted  Jime  14, 1880,  provides  for  the  widen- 
ing and  deepemng  of  the  nver  so  as  to  secure  a  channel  of  at  least  12 
feet  depth  at  high  water,  with  100  feet  width  from  its  mouth  up  to 
Berkley  Bridge  (above  Dighton);  thence  12  feet  depth  with  80  feet 
width  (100  feet  width  at  bends)  up  to  Briggs  shoal;  thence  11  feet 
depth  with  80  feet  width  up  to  the  ** shipyard;"  thence  with  11  feet 
depth  with  60  feet  width  up  to  Weir  Bridge,  Taimton;  all  at  a  total 
cost  estimated  in  1893  at  $125,000,  aU  of  wmch  has  been  appropriated. 

The  amoimt  expended  on  the  existing  project  up  to  June  30j  1909, 
exclusive  of  outstanding  UabiUties,  was  $134,316.36,  by  which  all 
projected  work  had  been  practically  completed  and  the  shoals  offering 
the  greatest  obstruction  to  the  navigation  of  the  river  had  been  re- 
dredged  several  times.  About  $28,316.36  of  the  above  amoimt  has 
been  expended  in  the  maintenance  of  the  channel.  Vessels  of  11  feet 
draft  can  reach  Taunton  at  high  water,  but  at  some  points  the  11 -foot 
channel  is  very  narrow.  It  is  estimated  that  $5,000  every  foiu:  years 
will  be  required  to  maintain  the  channel. 

The  head  of  navigation  is  about  1  mile  above  Weir  Bridge,  14  miles 
above  Fall  River.  No  portion  of  the  river  above  Weir  Bridge  has 
been  improved. 

The  mean  range  of  the  tide  is  about  5J  feet  at  Dighton  and  3.4  feet 
at  Taunton. 
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The  expenditures  during  the  fiscal  year  were  for  the  removal  of  a 
shoal  opposite  the  stove-lining  works  at  the  lower  end  of  Weir  village, 
and  a  few  obstructing  bowlders  at  points  farther  down  the  river. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  expend- 
iture to  dredging  in  such  portions  of  the  river  as  may  shoal  by  freshets 
or  otherwise. 

The  tonnage  of  1908  was  about  74,323  tons,  mostly  coal  and  other 
fuel  and  minerals,  valued  at  $359,008. 

Further  work  on  this  river  will  be  for  the  maintenance  of  benefits 
secured  bv  the  improvement. 

For  reference  to  reports  giving  more  extended  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  82. 

July  1, 1908,  balance  unexpended $4, 989. 45 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 5,000.00 


9, 989. 45 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement     4, 305. 81 

July  1, 1909,  balance  unexpended 5, 683. 64 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 5, 000. 00 

Submitted  in  compliance  with  rec[uirement8  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  C  6.) 

7.  SaJconnet  River ^  Rhode  Island. — Sakonnet  River  is  an  arm  of  the 
sea  between  the  island  of  Rhode  Island  and  the  mainland,  extending 
from  the  ocean  to  Moimt  Hope  Bay,  around  the  head  of  Rhode  Island. 
Before  improvement  it  was  obstructed  near  its  upper  end  by  a  cause- 
way, known  as  the  **  Stone  Bridge,"  extending  across  it.  This  cause- 
way had  two  openings,  one  covered  by  a  draw^  but  both  the  draw 
opening  and  the  passage  through  it  were  of  insufficient  width,  and  the 
waterway  of  insimcient  depth  for  the  needs  of  commerce,  in  addition 
to  which  the  causeway  oflFered  such  obstruction  to  the  ebb  and  flow 
of  the  tides  that  the  currents  through  the  openings  made  the  passage 
dangerous  even  to  boats  of  such  cumensions  as  could  pajss  through 
them  imder  ordinary  circumstances. 

The  existing  project,  adopted  June  3,  1896,  provides  for  increasing 
the  width  and  depth  of  the  channel  through  the  draw  opening  in  the 
proposed  new  Stone  Bridge,  to  be  built  by^  the  State  of  Rhode  Island, 
so  as  to  secure  a  channel  through  the  opening  100  feet  in  width  and  25 
feet  deep  at  mean  low  water,  estimated  to  cost  $40,000. 

Due  to  delay  in  securing  necessary  legislative  action  by  the  State 
of  Rhode  Island  with  reference  to  rebuilding  Stone  Bridge,  no  work 
had  been  done  and  no  funds  expended  prior  to  May,  1905,  when  pre- 
liminarv  steps  were  taken  for  the  widening  and  deepening  of  the 
channel.     The  work  was  completed  October  3,  1905. 

The  amount  expended  on  tne  existing  project  up  to  Jime  30,  1909, 
exclusive  of  outstanding  Uabilities,  was  $38,426.95,  by  which  the 
work  of  enlarging  the  channel  was  completed. 

While  the  passage  of  this  point  is  greatly  improved  by  the  in- 
creased depth  and  width,  the  velocity  of  the  current  has  not  been 
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materially  reduced.    The  new  drawbridge,  which  is  of  the  bascule 
type,  is  now  completed. 
No  further  work  is  contemplated  imder  the  approved  project. 

July  1,  1908,  balance  unexpended $1, 573. 06 

June  30,  1909,  amount  covered  into  surplus  fund,  United  States  Treasury. .     1, 573. 06 

(See  Appendix  C  7.) 

8.  PawtucTcet  (Seekonk)  River,  Rhode  Island. — This  river  is  the 
upper  portion  of  the  Providence  River,  the  navigable  portion  extend- 
ing from  Pawtucket  to  Providence,  a  distance  of  4  miles.  Before 
improvement  the  channel  in  the  river  was  narrow  and  had  a  ruling 
depth  of  about  5  feet  at  mean  low  water.  Between  1867  and  1873 
$52,000  was  appropriated  to  dredge  the  channel  to  7  feet  depth. 
This  work  was  nnished  in  1876.  The  project  of  July  5,  1884,  pro- 
vided for  deepening  the  river  so  as  to  secure  a  channel  of  at  least  12 
feet  depth  at  low  water  with  100  feet  width  from  its  mouth,  at  Provi- 
dence, up  to  Grant  &  Co.'s  wharf  at  Pawtucket,  and  thence  12  feet 
depth  with  40  feet  width,  through  a  ledge  rock  for  a  short  distance 
farther,  to  Division  Street  Bridge,  the  head  of  navigation,  all  at  a 
total  cost  esthnated  in  1883  at  $382,500,  of  which  $284,000  has  been 
appropriated. 

The  river  and  harbor  act  of  March  3,  1899,  modified  this  project 
so  as  to  provide  for  straightening  that  portion  of  the  channel  between 
Tenmile  River  and  BucKlins  Island.  The  project,  with  its  modifi- 
cation, has  been  completed,  with  an  expenditure  of  $282,444.91. 
The  total  expenditures  prior  to  the  adoption  of  the  existing  project 
were  $334,444.91. 

The  existing  project,  adopted  by  the  river  and  harbor  act  of  March 
3,  1905,  provides  for  deepening  the  channel  to  16  feet  at  mean  low 
water  with  100  feet  width  and  a  channel  through  the  ledge  rock  at 
Pawtucket  of  16  feet  depth  at  mean  low  water  and  50  feet  wide,  at  an 
estimated  cost  of  $237,875. 

The  appropriation  of  $35,000  made  by  the  act  of  1905  was  applied 
to  excavating  a  channel  through  about  200  feet  in  length  of  ledge 
rock. 

The  river  and  harbor  act  of  March  2,  1907,  contains  the  following 
item: 

Improving  Pawtucket  River,  Rhode  Island:  Completing  improvement,  one  hun- 
dred and  tnirty-five  thousand  five  hundred  and  eighty-four  dollars:  Provided^ 
That  no  part  of  this  sum  shall  be  expended  unless  the  further  amount  of  sixty-seven 
thousand  seven  hundred  and  ninety-two  dollars  shall  be  provided  by  the  State  of 
Rhode  Island  or  other  agency,  and  made  subject  to  the  order  of  the  Secretary  of  War 
in  such  manner  as  he  may  direct,  to  be  expended  under  his  direction  upon  said  project 
for  its  completion. 

The  general  assembly  of  the  State  of  Rhode  Island  passed  an  act 
making  this  appropriation,  but — 

Provided.  That  requisition  for  one-half  of  said  sum  shall  be  made  on  or  after  the 
first  day  of  July,  A.  D.  1908,  and  requisition  for  the  remainder  of  said  sum  shall  be 
made  on  or  after  the  first  day  of  July,  A.  D.  1909,  by  said  Secretary  of  War. 

In  accordance  with  the  provisions  of  the  act  of  March  2,  1907, 
separate  contracts  were  entered  into  for  all  of  the  rock  excavation 
and  dredging  required  for  the  completion  of  the  project. 
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Section  3  of  the  river  and  harbor  act  of  March  3,  1909,  modified 
this  project  as  follows: 

Pawtucket  River,  Rhode  Island:  Any  balance  remaining  unexpended  after  the 
completion  of  the  work  provided  for  under  the  existing  contracts  for  improving  the 
Pawtucket  River,  Rhode  Island^  may  be  used  in  deepening  the  channel  of  the  river 
to  eighteen  feet,  and  in  increasmg  the  widths  thereof  at  such  places  between  Paw- 
tucket and  Providence  as  may  best  subserve  the  interests  of  commerce:  Provided^ 
That  the  work  herein  authorized  shall  not  be  undertaken  imtil  the  consent  of  the 
State  of  Rhode  Island  shall  have  been  given  for  the  amplication  to  this  purpose  of 
the  portion  of  said  balance  heretofore  contributed  and  pledged  by  the  said  State. 

In  accordance  with  this  act  the  general  assembly  passed  the 
following  resolution  on  April  2,  1909: 

Whereas  the  Congress  of  the  United  States  has  by  law  enacted  that  the  appropria- 
tions or  authorizations  for  appropriations  heretofore  made  with  reference  to  tne  raw- 
tucket  River,  Rhode  Island,  may,  in  the  discretion  of  the  Secretary  of  War,  and  upon 
the  recommendation  of  the  Chief  of  Engineers,  be  diverted  or  applied  upon  modified 
projects  for  said  Pawtucket  River,  as  follows,  viz:  Any  balance  remaining  unex- 
pended after  the  completion  of  the  work  provided  for  under  the  existing  contracts  for 
improving  the  Pawtucket  River,  Rhode  Island,  may  be  used  in  deepening  the  chan- 
nel of  said  river  to  eighteen  feet,  and  in  increasing  the  widths  thereof  at  such  places 
between  Pawtucket  and  Providence  as  may  best  subserve  the  interests  of  commerce: 
Provided,  That  the  work  herein  authorized  shall  not  be  undertaken  until  the  consent 
of  the  State  of  Rhode  Island  shall  have  been  given  for  the  application  to  this  purpose 
of  the  portion  of  said  balance  heretofore  contributed  and  pledged  by  said  State. 

Be  it  therefore  resolved.  That  the  consent  of  the  State  of  Rhode  Island  is  hereby  given 
for  the  application  to  the  said  purpose  of  the  portion  of  the  balance  of  the  appropria- 
tion herefore  contributed  and  pledged  by  the  State  of  Rhode  Island  for  said  improve- 
ments of  said  Pawtucket  River. 

During  the  year  393,477  cubic  yards  of  sand,  ^avel,  clay,  and 
mud,  70.581  cubic  yards  of  bowlders  exceeding  in  dimensions  1  cubic 
yard  each,  and  2,140.59  cubic  yards  of  rock  were  removed. 

The  amount  expended  on  the  existing  project  up  to  June  30,  1909, 
exclusive  of  outstanding  liabilities,  was  $70,890.08,  by  which  about 
three-quarters  of  the  16-foot  channel,  100  feet  wide,  has  been  dredged 
and  about  one-half  of  the  channel  through  the  rock  has  been  exca- 
vated. 

The  mean  rise  and  faU  of  the  tide  is  about  5  feet. 

The  effect  of  the  work  thus  far  done  on  the  new  project  is  to  afford 
a  channel  16  feet  deep  to  Phillipsdale,  about  2  niiles  below  Paw- 
tucket, and  to  facihtate  the  handling  of  vessels  in  Pawtucket  Harbor, 
but  the  full  benefit  of  the  16-foot  channel  will  not  be  experienced 
imtil  the  project  is  completed. 

It  is  proposed  to  expend  the  sum  of  $20,000,  estimated  as  a  profit- 
able expenditure  for  maintenance  for  the  fiscal  year  1911,  in  removing 
such  shoaling  as  may  have  occurred  in  the  completed  portion  of  the 
channel. 

The  total  amoimt  of  commerce  on  this  river  is  422,370  tons,  chiefly 
coal,  fish,  oysters  and  oyster  shells,  and  building  materials,  valued 
at  $3,483,932. 

For  reference  to  report  containing  more  extended  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  84.  Reference 
to  report  on  preliminary  examination  ordered  by  the  river  and  harbor 
act  of  March  3,  1905,  will  be  found  on  page  92  of  the  report  for  1906. 
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July  1, 1908,  balance  unexpended $141, 320. 99 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        45,052.39 


July  1,  1909,  balance  unexpended 96, 268. 60 

July  1,  1909,  outstanding  liabilities 12,682.95 

July  1,  1909,  balance  available 83,585.66 

July  1,  1909,  amount  covered  by  imcompleted  contracts 29, 444. 68 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  im- 
expended  July  1,  1909 20, 000. 00 

Submitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  C  8.) 

9.  Providence  River  and  Harbor  and  Narragansett  Baijy  and  Oreen 
JacTcet  shoal,  Rhode  Island. — (a)  Providence  River  and  Harbor  and 
Narragansett  Bay. — ^The  object  of  this  improvement  is  to  furnish  a 
wide  and  deep  channel  for  foreign  and  coastwise  commerce  from  the 
ocean  to  Providence  and  to  provide  a  deep-water  anchorage  for  that 
harbor. 

Before  the  improvement  of  the  river  in  1853  the  available  low- 
water  depth  was  limited  to  4.5  feet.  Between  1852  and  1873,  $59,000 
was  expended  in  securing  first  9  feet  and  then  12  feet  depth  of  channel. 

The  approved  project  of  1878,  as  modified  in  1882,  provided  for 
deepening  the  river  and  deepening  and  widening  its  anchorage  basins 
so  as  to  secure  a  channel  or  at  least  25  feet  depth  at  low  water  with 
300  feet  width  from  the  deep  water  of  Narragansett  Bay  up  to  Provi- 
dence, R.  I.,  and  so  as  to  secure  anchorage  basins  of  20  feet  depth 
with  600  feet  width,  18  feet  depth  with  725  feet  width,  12  feet  depth 
with  940  feet  width,  and  6  feet  depth  with  1,060  feet  width  from  Fox 
Point  to  Fields  Point,  all  at  a  total  cost  estimated  in  1882  at  $675,000. 
This  project  was  completed  in  1895. 

Another  project  onginating  in  the  river  and  harbor  act  of  June  3, 
1896,  provided  for  securing  a  ship  canal  400  feet  wide  and  of  a  depth 
of  25  feet  at  mean  low  water  from  Sassafras  Point,  in  Providence 
Harbor,  through  Providence  River  and  Narragansett  Bay  by  the 
most  direct  route  practicable  to  the  ocean  by  way  of  the  **  Western 
Passage,"  so  called,  at  an  estimated  cost  of  $732,820.  This  project 
was  put  under  the  continuing-contract  system  and  the  amount 
expended  on  the  work  up  to  the  close  of  the  fiscal  year  ending  June 
30,  1908,  exclusive  of  outstanding  liabihties,  was  $476,210.28,  by 
which  the  channel  400  feet  wide  and  25  feet  deep  had  been  completed 
from  Sassafras  Point  to  the  deep  water  of  Narragansett  Bay  by  the 
Western  Passage. 

Under  date  of  Jime  11,  1904,  the  Chief  of  Engineers  authorized  the 
use  of  $2,000  of  the  balance  remaining  on  hand  of  the  appropriation' 
for  securing  a  channel  through  the  Western  Passage  of  Narragansett 
Bay  for  the  removal  of  certain  obstructing  rocks  in  Dutch  Island 
Harbor,  Rhode  Island. 

The  total  amount  expended  on  projects  previous  to  the  existing 
project  was  $1,174,700.87. 
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The  existing  project,  adopted  by  the  river  and  harbor  act  of  June 
13,  1902,  proviues  for  an  enlaro^ea  anchorage  area  of  25  feet  dei)th, 
extending  the  full  width  of  the  harbor  from  Fox  Point  on  the  north 
to  Long  Bed  and  Sassafras  Point  on  the  south,  including  the  area 
known  as  Green  Jacket  shoal,  at  an  estimated  cost  of  $607,778. 
This  project  was  enlarged  by  the  river  and  harbor  act  of  March  2, 
1907,  so  as  to  include  an  area  of  uniform  width  and  25  feet  deep  to 
the  eastward  of  the  main  ship  channel,  between  Long  Bed  and  Kettle 
Point,  for  which  $90,750  was  appropriated,  making  the  total  esti- 
mated cost  $698,528.  The  river  and  harbor  act  of  March  3,  1905, 
placed  this  work  under  the  continuing-contract  system. 

The  amount  expended  on  the  existing  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  was  $676,739.85,  by  which  all 
approved  projects  have  been  completed. 

The  eflFect  of  the  works  of  improvement  under  the  existing  project 
is  to  provide  an  anchorage  area  in  Providence  Harbor  of  about  288 
acres  witn  25  feet  depth,  except  that  in  some  of  the  earlier  portions 
of  the  work  there  has  been  some  shght  shoaling.  The  area  improved 
includes  all  of  Providence  Harbor  lying  between  Fields  and  Kettle 

Eoints  on  the  south  and  Fox  and  India  points  on  the  north,  Hmited 
y  the  harbor  lines  on  the  east  and  west,  except  a  triangular  area 
containing  about  27.5  acres  in  the  southeast  comer  of  the  harbor, 
concerning  which  an  estimate  of  the  cost  of  removal  was  submitted 
February  4t,  1908,  and  printed  as  House  Document  No.  919,  Sixtieth 
Congress,  first  session,  and  a  strip  along  the  western  side  of  the 
southern  portion  of  the  harbor  containing  32.8  acres,  the  survey  of 
which  was  authorized  by  the  river  and  harbor  act  of  March  3,  1909. 

The  only  work  contemplated  is  that  of  maintenance  of  the  existing 
project,  and  it  is  proposed  to  apply  to  this  purpose  the  existing 
balance  and  the  allotment  of  $15,000  made  from  the  appropriation 
of  March  3,  1909. 

It  is  proposed  to  apply  the  sum  of  $30,000,  estimated  for  main- 
tenance for  the  fiscal  year  1911,  to  the  maintenance  of  the  anchorage 
area  and  of  the  channel  leading  from  Providence  Harbor  to  deep 
water  in  Narragansett  Bay. 

For  reference  to  reports  containing  more  extended  information, 
see  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  85. 

Reference  to  reports  of  examination  and  survey  made  in  pur- 
suance of  act  of  March  2,  1907,  will  be  found  on  page  97  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1908. 

The  commerce  of  Providence  Harbor  in  1908  was  about  3,379,574 
tons,  chiefly  coal,  general  merchandise,  and  fish,  valued  at  $93,309,495. 

(b)  Green  Jadcet  sJioal, — This  shoal  was  in  that  part  of  Provi- 
dence River  which  constitutes  the  harbor  of  Providence.  It  lay  off 
the  wharves  on  the  south  front  of  the  city  and  occupied  a  part  of  the 
harbor  that  is  required  for  anchorage  purposes,  covering  an  area  of 
about  18  acres  between  the  15-foot  curves  and  about  30  acres  in  all. 

In  its  original  condition  the  shoal  in  many  places  carried  only  1 
foot  of  water  and  was  a  very  troublesome  obstruction. 

The  project  for  the  removal  of  this  shoal  was  adopted  August  5, 
1886. 

The  sum  of  $104,250  was  expended  on  this  work  up  to  June  30, 
1904,  by  which  23.8  acres  out  of  the  original  30  of  tliis  shoal  had 
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been  dredged  to  25  feet  depth,  and  a  16-foot  depth  had  been  secured 
over  the  central  and  largest  portion  of  the  shoal,  in  addition  to  a 
20-foot  depth  in  the  main  channel,  making  an  important  addition  to 
the  anchorage  facihties  of  Providence  Harbor. 

In  the  river  and  harbor  acts  of  June  13,  1902,  and  March  3,  1905, 
provision  was  made  for  the  removal  of  the  remaining  portions  of  this 
shoal  in  connection  with  the  project  for  an  enlarged  anchorage  area 
in  Providence  Harbor,  and  all  of  the  remaining  portions  of  the  shoal 
were  removed  under  the  appropriations  made  by  these  acts. 

There  has  been  some  shoaung  over  those  portions  of  the  area 
dredged  prior  to  this  year,  which  probably  extends  along  the  eastern 
side  of  the  recently  dredged  anchorage  area. 

The  effect  of  the  improvement  is  stated  in  connection  with  the 
report  on  Providence  Harbor. 

For  reference  to  reports  containing  more  extended  information  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  85. 

July  1, 1908,  balance  unexpended $126, 130. 80 

Amoimt  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3 ,  1909 15, 000. 00 

Received  from  sale  of  material 2. 77 


141, 133. 57 
June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  im- 
provement      104, 342. 65 

July  1,  1909,  balance  unexpended 36, 790. 92 

July  1, 1909,  outstanding  liabilities 41. 76 

July  1,  1909,  balance  available 36, 749. 16 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance 
unexpended  July  1,  1909 30,000.00 

Submitted  in  compliance  with  renuirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  tne  river  and  harbor  act  of  1899. 

(See  Appendix  C  9.) 

10.  Harbor  at  Newport,  R,  J. — ^This  harbor  is  at  the  main  entrance 
to  Narragansett  Bay,  and  throughout  the  year  it  serves  as  an  easily 
accessible  harbor  of  refuge  to  foreign  and  coastwise  commerce. 

Before  improvement  the  capacity  of  the  inner  harbor  was  Umited 
by  shoals,  and  it  was  not  adeouate  to  the  number  and  size  of  the 
vessels  seeking  it  for  refuge.  The  southern  or  main  entrance  was 
obstructed  by  a  bar  which  stretched  out  from  Goat  Island  and  the 
northern  entrance  by  a  sharp,  rocky  spit  near  Rose  Island,  and  the 

feneral  business  wharves  of  tne  city  could  not  be  reached  at  low  tide 
y  vessels  drawing  more  than  8  feet.  The  mean  tidal  range  is  about 
3.75  feet.  Between  1873  and  1875,  $28,500  was  appropriated  to  secure 
12  feet  depth  in  the  harbor.     This  work  was  completed  in  1876. 

The  project  adopted  in  1880  and  modified  in  1882,  1883,  1884,  1890, 
and  1895  provided  for  widening  and  deepening  the  channel  from 
Narragansett  Bay  into  Newport,  so  as  to  secure  15  feet  depth  at 
mean  Tow  water  with  at  least  750  feet  width;  for  the  extension  of  the 
13-foot  depth  and  10-foot  depth  anchorage  basins,  and  for  dredging  a 
channel  10  feet  deep  along  the  state  harbor  line  southward  to  opposite 
the  gas  company's  wharf;  for  the  partial  cutting  oflF  of  the  shoal  spit 
at  the  southern  end  of  Goat  Island;  for  the  construction  of  jetties  on 
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the  western  shore  of  Goat  Island,  so  as  to  protect  the  end  of  this 
island  from  erosion  and  to  prevent  the  drift  or  sand,  etc.,  around  the 
island  into  the  adjacent  parts  of  the  harbor  and  channel;  and  for  the 
removal  of  Spindle  rock,  a  sharp,  rocky  spit  near  Rose  Island;  all  at  a 
total  cost  estmiated  in  1895  at  $206,200. 

The  amount  expended  on  the  original  and  modified  projects  prior  to 
operations  under  the  existing  project  was  $244,695.71,  by  which  the 
projected  work  was  completed. 

The  existing  project,  adopted  by  the  river  and  harbor  act  of  March 
2,  1907,  provides  for  dredging  a  channel  750  feet  wide  and  18  feet 
deep  at  mean  low  water  around  the  southerly  end  of  Groat  Island  and 
northward  through  the  harbor,  in  accordance  with  House  Document 
No.  121,  Fifty-eighth  Congress,  second  session,  for  the  extension  of 
the  13-foot  anchorage  area  southward  to  the  harbor  line  and  the 
removal  of  Nourmahal  rock  in  Brentons  Cove  oflF  the  Fort  Adams 
shore,  to  a  depth  of  18  feet,  in  accordance  with  House  Document  No. 
438,  Fifty-ninth  ConOTess,  second  session,  at  a  total  estimated  cost  of 
$250,900,  which  has  been  appropriated.  The  work  has  been  carried 
on  under  a  continuing  contract. 

The  amount  expended  under  the  existing  project  up  to  the  close  of 
the  fiscal  year  ending  June  30,  1909,  was  $185,041.08,  by  which  the 
project  was  completed,  with  the  exception  of  the  removal  of  some 
areas  of  ledge  rock  which  were  uncovered  in  dredging  in  the  southern 
part  of  the  harbor. 

It  is  proposed  to  appljr  the  existing  balance  to  the  removal  of  those 
portions  ot  the  ledge  which  form  the  most  dangerous  obstructions. 

As  the  improvement  of  this  harbor  has  progressed  there  has  been  a 
large  increase  in  the  size  and  number  of  vessels  using  it.  The  com- 
merce for  1908  was  about  200,530  tons,  principally  fish,  coal,  and 
general  merchandise,  valued  at  $9,246,164. 

This  includes  freight  passing  through  the  harbor,  but  destined  for 
other  ports.  It  has  become  one  of  the  most  important  harbors  of 
refuge  on  the  southern  New  England  coast,  and  is  much  used  as  a 
I>oint  for  breaking  up  and  making  up  tows  for  coal  barges  and  for  the 
transshipment  of  fish. 

Fox  reference  to  reports  containing  more  extended  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  87. 

July  1, 1908,  balance  unexpended 1120, 192. 70 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 53, 800. 00 

172, 992. 70 
June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment      107,979.30 

Julv  1, 1909,  balance  unexpended 66, 013. 40 

July  1,  1909,  outstanding  liabilities 4, 774. 34 

July  1,  1909,  balance  available 61, 239. 06 

(See  Appendix  C  10.) 

11.  Harbor  of  refuge  at  Point  Judith,  Rhode  Island. — Point  Judith 
is  the  southeastern  extremity  of  the  township  of  South  Kingston, 
R.  I.,  and  marks  the  southwestern  entrance  to  Narragansett  Bay. 
A  long  ledge,  known  as  **  Squid  Ledge,''  projects  over  a  mile  from  the 
shore  m  a  direction  south  by  east  about  1.5  miles  west  of  the  point. 
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This  location  was  dangerous  for  vessels  to  pass  during  a  storm, 
especially  for  the  light-built  barges  transporting  coal  from  New  York 
Bay  points  to  Narragansett  Bay. 

The  existing  project  of  September  19,  1890,  provides  for  the 
construction  at  this  point  of  a  natural  harbor  or  refuge  nearly  a 
square  mile  in  area,  by  means  of  two  stone  breakwaters.  The  main 
breakwater,  built  partly  on  Squid  Ledge,  is  approximate v  V-shaped, 
facing  outward  in  a  direction  about  south  by  west,  and  lying  at  a 
considerable  distance  from  the  shore.  Eastward  of  the  main  oreak- 
water  a  detached  breakwater,  nearly  parallel  to  the  Une  of  the  eastern 
arm  of  the  main  breakwater  prolonged  shoreward,  was  planned  to 
shelter  the  eastern  entrance,  so  as  to  give  protection  against  easterly, 
southerly,  and  westerlv  storms,  the  mainland  itself  Forming  a  pro- 
tection on  the  north,  all  at  a  total  cost  estimated  in  1889  at  $1,250,000. 
This  project  was  modified  by  the  report  of  a  Board  of  Engineers  con- 
vened to  consider  and  report  upon  the  construction  of  fliis  harbor, 
which  was  approved  November  16,  1896,  and  provided  for  raising 
the  crest  of  the  eastern  arm  and  extending  the  western  arm  to  its 
originally  projected  length,  at  an  estimated  cost  of  $444,311,  and 
deterring  tne  construction  of  the  easterly  detached  breakwater  as  a 
part  of  the  main  project  until  the  completion  of  the  main  break- 
water should  demonstrate  its  necessity  or  otherwise.  The  river  and 
harbor  act  of  June  13,  1902,  made  a  further  modification  by  pro- 
viding for  the  construction  of  the  easterly  detached  breakwater  and 
continuing  it  to  the  shore,  at  an  estimated  cost  of  $196,193  for  the 
detached  oreakwater  and  $187,558.80  for  the  shore  extension.  A 
further  modification  was  made  by  the  act  of  March  2, 1907,  authorizing 
an  extension  seaward  of  the  easterly  breakwater  at  an  additiomu 
estimated  cost  of  $186,248.20,  making  the  total  cost  of  this  break- 
water $570,000  and  a  total  estimate  for  the  project  and  its  modi- 
fications of  $2,264,31 1 . 

The  river  and  harbor  act  of  March  2,  1907,  provided  for  the  further 
extension  of  the  easterly  breakwater  under  the  continuing-contract 
system,  appropriating  $100,000  therefor  and  authorizing  the  expendi- 
ture of  an  additional  $170,000  (appropriated  by  the  sundry  civil  act 
of  Majr  27,  1908)  for  its  completion.  Under  date  of  May  11,  1907, 
a  continuing  contract  was  entered  into  for  this  extension.  Work 
under  this  contract  was  commenced  Jime  15,  1907,  and  it  was  com- 

Eleted  January  11,  1909,  and  leaves  an  easterly  opening  into  the 
arbor  1,200  feet  in  width.  About  $8,443.35  was  expended  during 
the  year  in  repairs  to  the  main  breakwater. 

Tne  sum  of  $1,793,823.78  had  been  expended  on  this  work  up  to 
June  30,  1909,  of  which  $14,860.67  was  for  maintenance.  By  this 
expenditure  the  main  breakwater  had  been  built  to  a  total  length  of 
6,970  feet  with  a  height  of  10  feet  above  mean  low  water,  and  the 
easterly  breakwater  had  been  completed  for  a  distance  of  2,240  feet 
out  from  the  high-water  line  on  shore  to  about  30  feet  depth  of  water. 

Before  the  construction  of  the  breakwater  the  area  inclosed 
within  the  lines  upon  which  it  has  been  built  and  the  shore  was 
about  640  acres,  oi  which  390  acres  has  over  25  feet  of  water  and 
198  acres  additional  over  18  feet.  The  18-foot  area  and  the  whole 
water-covered  area  has  since  been  considerably  reduced  by  shoaling 
in  the  western  part. 

Proceedings  for  the  condemnation  of  land  required  for  the  shore 
end  of  the  breakwater  are  in  progress.    The  decree  condemning  the 
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land  to  the  uses  of  the  United  States  was  entered  on  May  26,  1906, 
and  the  commission  to  assess  the  land  damages  viewed  the  land 
May  23,  1907.  A  hearing  was  held  before  the  commissioners  at 
Narragansett  Pier  on  August  14, 1907,  and  at  Providence,  R.  I.,  May 
27  and  28,  1909. 

About  79  per  cent  of  the  approved  project  with  its  modifications 
has  been  completed.  The  result  of  the  improvement  has  been  to 
create  a  harbor  of  refuge  fairly  suitable  lor  sailing  vessels  and 
steamers,  though  the  holding  ground  is  poor,  but  not  well  suited  for 
tows  of  barges,  on  account  of  the  narrowness  of  the  entrances,  the 
direction  of  the  entering  courses  with  respect  to  that  of  the  worst 
seas  and  the  fact  that  the  central  part  of  tne  area  is  obstructed  by  a 
dangerous  reef. 

About  30  feet  can  be  carried  at  mean  low  water  into  the  eastern 
and  from  18  to  19  feet  into  the  western  entrance.  The  mean  range 
of  tide  is  3.1  feet. 

Seven  hundred  and  fifty-five  vessels  used  the  harbor  during  the 
fiscal  year,  of  which  192  belonged  to  the  contractor  for  construction 
and  maintenance  of  the  breakwaters.  Of  these  755,  there  were  301 
schooners,  149  sloops,  64  steamers,  11  yawls,  117  tugs,  and  113  barges; 
but  101  of  the  tugs  and  91  of  the  barges  belonged  to  the  contractors. 

The  storms  of  the  winter  of  1908-9  accompanied  by  high  tides 
damaged  the  breakwaters  to  some  extent,  which  will  be  repaired 
with  funds  in  hand. 

The  river  and  harbor  act  of  March  2,  1907,  provided  for  an  ex- 
amination with  a  view  to  further  improvement  of  the  harbor.  The 
report  of  this  examination  was  printed  as  House  Document  No.  911, 
Sixtieth  Congress,  first  session,  in  connection  with  which  matter 
House  Document  No.  935,  Sixtieth  Congress,  first  session,  contains 
certain  papers  relating  to  Point  Judith  Harbor  of  Refuge,  bearing 

rn  its  importance  and  the  necessity  for  a  landing  pier  at  that  place, 
estimate  is  submitted  for  further  work  on  the  existing  project  for 
this  locality  pending  action  by  Congress  on  the  modified  plan  of 
improvement  contained  in  the  report  of  examination  just  mentioned. 

July  1, 1908,  balance  unexpended 1193,049.99 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3. 1909 10,000.00 

Amount  allotted  from  emergency  appropriation  by  river  and  harbor  act 

approved  March  2, 1907 10, 000. 00 

213,049.99 
June  30, 1909,  amoimt  expended  during  fiscal  year: 

For  works  of  improvement $158, 386. 81 

For  maintenance  of  improvement 8 ,  443.  35 

166,830.16 


July  1, 1909,  balance  unexpended 46,219.83 

July  1,  1909,  outstanding  liabilities 52.50 

July  1, 1909,  balance  available 46,167.33 

Amount  (estimated)  required  for  completion  of  existing  project 444, 311. 00 


'Amount  that  can  be  profitably  expended  in  fiscal  year  endinp:  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1 ,  1909 20, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  ofthe  river  and  harbor  act  of  1899. 

(See  Appendix  C  11.) 
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IB.  Entrance  to  Point  Judith  Pond,  Rhode  Island. — Point  Judith 
Pond  is  a  shallow  salt  pond,  lying  in  the  rear  of  the  sandy  beach  of  the 
Rhode  Island  shore,  just  west  of  Point  Judith.  Before  improvement 
it  was  frequently  cut  oflf  from  the  ocean. 

The  improvement  desired  at  this  place  by  the  people  of  the  neigh- 
borhood IS  the  widening  and  deepening  of  the  present  openii^  into 
the  pond  and  the  extension  of  jetties  for  the  maintenance  of  such 
opening. 

The  State  of  Rhode  Island  and  the  town  of  South  Kingstown  are 
making  the  opening  into  the  pond. 

No  general  project  for  the  improvement  of  this  channel  has  been 
formed.  The  appropriations  of  $7,500  made  in  1892,  $2,500  in  1894, 
and  of  $2,000  in  1905  were  expended  in  extending  and  strengthening 
the  western  jetty,  originally  built  by  the  State,  for  the  expenses  of  the 
Board  of  Engineers  authorized  by  river  and  harbor  act  of  June  13, 
1902,  and  for  surveys. 

The  river  and  harbor  act  of  March  2,  1907,  provides  $8,000  for 
"continuing  improvement  and  for  maintenance,"  "which  amount 
shall  be  expended  for  dredging.'' 

In  1905  the  excavated  channel  through  the  beach  proper  was  about 
3,000  feet  long  and  carried  a  navigable  depth  of  about  6  feet,  but  for 
a  like  distance  beyond  this  point  there  was  practically  no  navigable 
depth  at  low  tide,  there  bemg  a  wide  sand  oar  crossed  by  irregular 
streams  rarely  carrying  as  much  as  1  foot  of  water.  On  the  pond  side 
of  this  bar  tnere  was  about  5  feet  depth.  The  difference  of  level 
between  the  pond  and  the  ocean,  together  with  the  relatively  small 
sectional  area  of  the  channel,  is  such  as  to  create  very  strong  cur- 
rents. No  dredging  through  this  bar  would  be  permanent  without 
some  auxiliary  directing  works  to  control  the  flow  of  the  current. 
An  appropriation  of  $6,000  was  made  at  the  1907  session  of  the  Rhode 
Island  general  assembly,  and  it  was  expected  that  the  use  of  the  com- 
bined appropriations  might  result  in  some  benefit  to  the  work,  but 
the  threatened  cutting  away  of  the  sand  behind  the  westerly  jetty  at 
the  entrance  to  the  pond  made  it  necessary  to  use  the  state  money 
in  an  eflFort  to  check  this  wash. 

In  the  spring  of  1909  it  was  found  that  a  portion  of  the  bar  at  the 
inner  end  of  the  channel  had  been  carried  farther  into  the  pond,  leav- 
ing a  crooked  channel  through  it,  and  still  leaves  a  bar  at  the  inner 
end  of  the  new  channel  with  about  3  feet  of  water  on  it  at  mean  low 
water. 

The  mean  range  of  tide  is  3.1  feet. 

No  part  of  the  1907  appropriation  for  dredging  of  $8,000  has  as  yet 
been  used. 

The  total  expenditiures  to  June  30,  1909,  were  $12,000,  resulting  in 
improving  the  entrance  to  the  extent  stated  above.  The  locaUty  is 
not  deemed  worthy  of  further  improvement  at  present. 

The  commerce  of  the  pond  is  very  small  and  consists  mainly  of 
oysters  caught  in  the  Point  Judith  rond,  which  are  shipped  by  rail. 

A  report  of  the  preliminary  examination  of  this  waterway  was 
submitted  April  13,  1909,  in  accordance  with  the  provisions  of  the 
river  and  harbor  act  of  March  3,  1909,  reference  to  which  will  be 
found  on  page  100  of  this  report. 
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For  reference  to  reports  containing  more  extended  information, 
see  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  90. 

July  1, 1908,  balance  unexpended.... $8,000.00 

July  1, 1909,  balance  unexpended 8,000.00 

(See  Appendix  C  12.) 

IS.  Harbor  of  refuge  at  Block  Island,  Rhode  Island. — This  island 
is  about  14  miles  east  of  the  eastern  end  of  Lon^  Island,  and  about 
10  miles  distant  from  the  nearest  point  of  the  mainland. 

The  object  of  the  improvement  was  to  furnish  a  harbor  of  refuge 
for  medimn-draft  vessels  engaged  in  foreign  and  coastwise  com- 
merce. 

Before  the  construction  of  the  present  harbor  Block  Island  had  no 
harbor  at  aU. 

The  mean  tidal  range  is  about  3  feet. 

Between  1870  and  1876,  $285,000  was  appropriated  for  a  break- 
water on  the  eastern  side  of  the. island  for  a  narbor  for  medium- 
draft  vessels,  this  work  being  completed  in  1878.  Between  1880  and 
1882,  $25,000  was  appropriated  for  dredging  an  inner  basin  and  the 
protection  of  the  shore  next  to  the  breakwater,  this  work  being  com- 
pleted in  1884.  In  1884,  $15,000  was  appropriated  for  additions  to 
the  breakwater,  this  money  being  so  spent  and  the  work  completed 
in  1884-85. 

The  project  of  1884,  as  modified  in  1888,  provided  for  the  con- 
struction of  a  harbor  of  refuge  consisting  of  an  inclosed  inner  harbor 
800  feet  square,  protected  by  an  L-shaped  breakwater,  for  small  ves- 
sels, and  an  exterior  harbor  for  larger  ones,  protected  by  the  oricnnal 
breakwater,  at  a  total  cost  estimated  in  1888  at  $75,000.  This 
project  was  practically  completed  in  1893. 

The  total  expenditure  pnor  to  commencing  work  on  the  existing 
project  was  $400,575.17. 

The  existing  project  of  June  3,  1896,  provides  for  raising  the  entire 
breakwater  to  proper  height  and  stopping  sand  leaks  between  certain 
points  and  dredging  the  main  inner  narbor  to  a  depth  of  10  feet,  at 
an  estimated  cost  or  $83,985. 

At  the  adoption  of  the  present  project  this  harbor  was  neither 
large  enough  nor  weU  enough  protected  for  the  proper  harborage  of 
the  craft  seeking  refuge  at  this  place  during  storms  and  bad  weather. 

The  sum  of  $118,172.39  had  been  expended  on  the  existing  project 
up  to  June  30,  1909,  of  which  $17,983.47  was  for  maintenance.  By 
this  expenditiure  the  entrance  to  the  inner  harbor,  which  had  shoaled 
up  from  the  drift  of  sand,  had  been  partially  dredged  to  a  depth  of 
12  feet  and  redredged  to  a  depth  of  10  feet  several  times.  The  north 
wall  of  the  inner  Imrbor  had  been  strengthened  and  repaired  and  the 
existing  project  completed.  The  accumulation  of  sand  along  the 
inner  side  of  the  original  breakwater,  as  noted  for  a  number  of  years, 
continues,  and  $12,500  was  allotted  from  the  appropriation  made  by 
the  river  and  harbor  act  of  March  3,  1909,  for  maintenance. 

No  work  of  improvement  or  maintenance  was  carried  on  during  the 
year  beyond  a  survey  of  the  harbor  and  receiving  proposals  for  redredg- 
ing  portions  of  the  harbor  which  had  shoaled  smce  tne  previous  work. 
The  improvement  provides  an  anchorage  of  about  17  acres,  with  a 
least  depth  of  10  feet  at  mean  low  water,  10  acres  of  which  is  within 
9001— iNQ  1909 ^7 
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the  walls  of  the  inclosed  inner  harbor.  The  commerce  of  this  harbor 
amounts  to  11,861  tons,  chiefly  fish  and  general  merchandise,  valued 
at  $591,873. 

Reference  to  reports  of  an  examination  and  survey  made  in  pursu- 
ance of  the  act  of  March  2, 1907,  will  be  found  on  page  97  of  the  Annual 
Report  of  the  Chief  of  Engineers,  U.  S.  Army,  for  1908. 

For  reference  to  reports  containing  more  extended  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  91. 

Further  work  awaits  action  of  Congress  on  the  project  submitted 
in  compliance  with  the  provisions  of  the  river  and  harbor  act  of  March 
2,  1907. 

July  1, 1908,  balance  iinexpended 1719.42 

Amount  aUotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 12,500.00 

13,219.42 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |132. 08 

For  maintenance  of  improvement 1 143. 73 

675. 81 


July  1,  1909,  balance  unexpended 12, 643.  61 

July  1, 1909,  outstanding  liabilities 50. 06 

July  1, 1909,  balance  available 12, 593.  55 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 12,500.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  C  13.) 

14'  Oreat  Salt  Pondf  Block  Island,  Rhode  Island, — ^The  Great  Salt 
Pond  is  located  about  the  center  of  Block  Island  and  contains  an 
anchorage  area  of  150  acres  for  vessels  drawing  18  feet  and  over. 
The  wore  of  converting  the  pond  into  a  harbor  of  refuge  by  making 
a  channel  through  the  beach  on  the  west,  connecting  it  vdth  deep 
water  in  the  ocean,  was  started  by  the  State  of  Bhode  Island  and  the 
town  of  New  Shoreham. 

The  channel,  under  the  existing  project  of  June  3, 1896,  as  modified 
in  1900,  is  to  be  600  feet  wide  and  have  a  central  depth  of  25  feet  for 
a  widtn  of  150  feet,  sloping  gradually  to  12  feet  in  a  vddth  of  504 
feet,  the  channel  seaward  to  be  protected  on  the  south  by  a  jetty 
extending  to  350  feet  beyond  the  original  18-foot  contour  and  on  the 
north  by  a  jetty  about  1,200  feet  long,  and  the  sides  of  the  channel 
where  it  passed  through  the  original  oeach  to  be  protected  by  stone 
revetments  and  sand  fences,  at  a  total  estimated  cost  of  S305,000. 

At  the  time  the  work  coromenced  under  the  General  Government 
a  channel  of  varying  width  and  depth  had  been  dredged  vdth  the 
money  appropriated  djt  the  State  and  town,  which  would  permit  of 
12-foot  draft  being  carried  in. 

The  south  jetty  had  been  built  out  837  feet,  and  a  north  jetty  250 
feet  long  had  also  been  built,  but  at  a  distance  of  720  feet  from  the 
south  jetty  instead  of  600  feet,  as  called  for  in  the  adopted  project. 

The  mean  rise  and  fall  of  the  tide  is  about  3  feet. 

Up  to  June  30, 1909,  $198,979.89  had  been  expended  by  the  General 
Government  on  the  existing  project,  of  which  $9,943*24  had  been 
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used  for  maintenance  and  repair.  By  this  expenditure  the  south 
jetty  had  been  extended  439  feet  beyond  the  originally  projected 
length,  making  a  total  of  1,691  feet  from  the  initial  point  on  shore. 
Some  damage  done  by  a  severe  storm  in  the  spring  or  1900  had  been 
repaired.  The  25-foot  deep  channel  150  feet  wide  had  been  completed, 
and  a  cut  23  feet  deep  ana  30  feet  wide  had  been  made  on  either  side 
of  it,  that  on  the  northerly  side  of  the  channel  eoing  but  about  half- 
way through.  The  18-foot  depth  had  been  drec^ed  to  a  width  of  300 
feet. 

During  the  last  fiscal  year  a  survey  of  the  entrance  has  been  made. 
The  dredge  Gedney,  transferred  to  this  district  in  the  latter  part  of 
June,  was  engaged  two  days  in  dredging  sand  that  had  accumulated 
in  the  channel. 

There  remains  to  complete  the  existing  project  the  construction  of 
jetties  as  planned  and  dredging  to  secure  the  widths  and  depths  pro- 
jected, and  the  appropriation  asked  for  will  be  applied  to  this  work. 

The  work  required  to  complete  the  existing  project  is  for  the  pur- 
pose of  extending  the  benefits  of  the  improvement. 

The  commerce  of  this  harbor  amounts  to  10,458  tons,  chiefly  of  fish 
and  general  merchandise,  valued  at  $636,425.  During  the  summer 
season  a  large  number  of  passengers  is  carried  to  Block  Inland  through 
this  harbor. 

Provision  was  made  in  the  river  and  harbor  act  of  March  3,  1909, 
for  a  preliminary  examination  and  survey  of  the  inner  harbor  of  the 
Great  Salt  Pond,  report  of  which  will  be  submitted  as  soon  as  possible. 

For  reference  to  reports  containing  more  extended  information,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  92. 

July  1, 1908,  balance  unexpended $8, 848.  59 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 12,500.00 


21,348.59 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $7, 688.  48 

For  maintenance  of  improvement 140.  00 

7,828.48 

July  1,  1909,  balance  unexpended 13,520.11 

July  1, 1909,  outstanding  habilitiee 946.33 

July  1,  1909,  balance  available 12, 573.  08 

Amount  (estimated)  required  for  completion  of  existing  project 105, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Julj^  1,1909 105,000.00 

Submitted  in  compliance  with  reqiiirements  of  sundry  civil  act  of  June  4, 
1897. 

(See  Appendix  C 14.) 

IB,  Removing  sunken  vessels  or  craft  ohstruding  or  endangering  navi- 
gation— ScJiooner  Harry  Messer,  Steamer  Horaiio  IlaUj  Schooner  Jennie 
French  Potter. 

(a)  Schooner  Harry  Messer,  a  three-masted  wooden  schooner,  was 
sunk  on  the  northeast  part  of  Handkerchief  Shoal,  Nantucket  Sound, 
Massachusetts.  Removal  commenced  February  10,  1909;  completed 
March  1,  1909.    The  total  cost  of  removal  was  $898.99. 

Q>)  Steamer  Horaiio  HaU  was  simk  in  collision  in  Pollock  Rip  Slue, 
eastern  entrance  to  Nantucket  Sound,  March  10,  1909.    Work  of 
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removal  commenced  April  12  and  was  completed  June  28,  1909.  The 
total  cost  of  removal  was  $3,441.56. 

(c)  Schooner  Jennie  French  Potter ,  a  five-masted  wooden  schooner, 
was  sunk  on  Half  Moon  Shoal,  at  the  eastern  end  of  Horse  Shoe  Shoal, 
about  If  miles  north,  northeast  of  Cross  Rip  light-Ship,  Nantucket 
Sound,  Massachusetts.  The  wreck  was  reported  as  a  dangerous 
obstruction  to  navigation  and  removal  recommended  June  28,  1909. 

(See  Appendix  C  15.) 

EXAMINATION   MADE    IN   COMPLIANCE    WITH   RIVER   AND  HARBOR   ACT 
APPROVED   MARCH   3,  1909. 

Report  dated  April  13,  1909,  on  preUminary  examination  of  Point 
Jvdith  Pond  J  Rhode  Island .  arid  the  entrance  thereto,  with  a  view  to 
obtaining  a  navigable  depth,  required  bv  the  river  and  harbor  act  of 
March  3, 1909,  was  dulv  submitted  by  the  district  officer.  It  was  re- 
viewed by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  was  transmitted  to  Congress  and  printed  in  House  Docu- 
ment No.  79,  Sixty-first  Congress,  first  session.  The  locaUty  is  not 
considered  worthv  of  improvement  at  the  present  time  by  the  Greneral 
Government  in  the  manner  proposed. 

EXAMINATIONS  AND  SURVEYS  MADE  IN  COMPLIANCE  WITH  RIVER  AND 
HARBOR  ACT  APPROVED   MARCH   2,  1907. 

Reports  on  preUminary  examinations  and  survey  required  by  the 
river  and  harbor  act  of  March  2, 1907,  of  the  following  localities  within 
this  district  were  duly  submitted  by  the  district  officer.  They  were 
reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  were  transmitted  to  Congress  and  printed  in  documents 
as  indicated: 

1.  Preliminary  examination  and  survey  of  New  Haven  Harbor,  Con- 
necticwt  with  a  v%eyo  to  determining  whether  a  greater  depth  is  needed,  also 
the  rocks  in  Morris  Cbv^.— Reports  dated  May  15,  1907,  and  July  31, 
1908,  respectively,  are  printed  in  House  Document  No.  1159,  Sixtieth 
Congress,  second  session.  Two  plans  of  improvement  are  presented, 
estimated  to  cost  $68,000  and  $212,000,  respectively. 

2,  Preliminary  examination  of  Connecticut  River  between  Hartford, 
Conn,,  and  Holyolce,  Mass. — Report  dated  October  31,  1908,  is 
printed  in  House  Document  No.  1311,  Sixtieth  Congress,  second  ses- 
sion. The  locaUty  is  not  considered  worthy  of  improvement  by  the 
General  Government  on  account  of  the  cost  being  out  of  proportion 
to  the  probable  benefits. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  NEW  LONDON, 
CONNEOTIOUT,  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  Harry  Tajlor,  Corps  of 
Engineers.  Division  engineer.  Col.  John  G.  D.  Knight,  Corps  of 
Engineers. 

1,  Pawcatuck  River,  Rhode  Island  and   Connedicvi. — The  navi- 

fable  part  of  the  Pawcatuck  River  extends  5  miles  from  Westerly, 
L.  I.,  to  its  outlet,  in  Little  Narragansett  Bay,  through  the  northern 
part  of  which  a  navigable  channel  extends  2\  miles  to  Stonin^on 
Harbor,  Connecticut,  through  which  Long  Island  Sound  is  reached. 
Before  improvement  the  channel  of  the  river  was  crooked  and 
obstructed  by  numerous  shoals,  on  some  of  which  there  was  1  to  1^ 
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feet  of  water,  and  the  greatest  depth  that  could  be  carried  through 
the  bay  channel  was  4^  feet. 

The  original  projects,  that  of  1871  for  the  river  cJiannel  and  that 
of  1879  for  the  channel  across  the  bay,  provided  for  depths  of  6^  and 
7  feet  and  widths  of  75  and  200  feet,  respectively.  The  expenditure 
on  the  original  projects  was  $97,500.01. 

The  present  project,  adopted  in  1896^  provides  for  a  channel  10 
feet  deep  from  Stonington,  Conn.,  to  Westerly,  R.  I.,  with  a  width 
of  200  feet  from  Stonington  to  Avondale,  R.  I.,  a  distance  of  about  4 
miles;  a  width  of  100  feet  from  Avondale  to  the  lower  wharves  at 
Westerly,  a  distance  of  about  3  miles,  and  a  width  of  40  feet  between 
the  upper  and  lower  wharves  of  Westerly,  a  distance  of  about  one- 
half  mile,  at  a  total  estimated  cost  of  $200,361.60.  The  river  and 
harbor  act  of  March  3,  1905,  authorized  the  use  of  $1 ,000  of  the  appro- 
priation for  the  improvement  of  the  Pawcatuck  River  in  the  removal 
of  obstructions  at  Watch  Hill,  at  the  southeastern  part  of  the  Little 
Narragansett  Bay.  The  greater  portion  of  the  obstructions  was  re- 
moved in  January  and  February,  1906,  at  a  cost  of  $865.82. 

On  this  project  $72,094.96  had  been  expended  to  June  30,  1909, 
therewith  completing  the  section  40  feet  wide  along  the  wharves  of 
Westerly,  extending  the  100-foot  channel  downstream  1,800  feet, 
making  a  channel  through  Little  Narragansett  Bay  100  JFeet  wide 
and  10  feet  deep  and  extending  the  100-foot  channel  upstream  to 
within  2,000  feet  of  the  channel  extended  downstream  from  Wes- 
terly. Of  this  amount  $15,080.41  was  apphed  to  maintenance. 
The  project  is  about  25  per  cent  completed. 

The  maximum  draft,  which  could  be  carried  June  30,  1909,  was  10 
feet  in  the  bay  channel,  7  feet  in  the  river,  and  6  feet  near  Watch 
Hill.  The  mean  rise  of  tide  is  2.6  feet  at  the  mouth  of  the  river  and 
2.3  feet  at  Westerly. 

The  effect  of  the  improvement  is  to  permit  coal,  lumber,  and  build- 
ing material  to  be  dehvered  in  vessels  at  Westerly,  and  to  ship  there- 
from granite  in  vessels  instead  of  by  rail,  thus  giving  water  competi- 
tion for  these  materials,  with  a  resulting  benefit  in  the  reduction  of 
freight  rates. 

Tne  available  balance  and  the  appropriation  asked  for  will  be 
applied  toward  maintenance  and  the  completion  of  the  project. 

The  reported  tonnage  for  1908  was  59,037,  valued  at  $303,775.53. 

July  1,  1908,  balance  unexpended 125,459.74 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      19,554.71 


July  1,  1909,  balance  unexpended 5,905.03 

July  1,  1909,  outstanding  liabilities 5,772.25 

July  1,  1909,  balance  available 132. 78 


July  1,  1909,  amount  covered  by  uncompleted  contracts 100. 00 

Amount  (estimated)  required  for  completion  of  existing  project 138, 342. 01 

Amount  that  can  be  profitably  expended  in  fiscal  year  endio^  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  th^ 
balance  unexpended  July  1,  1909 15,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  hurbor  act  of  1JS99. 

(See  Appendix  D  1.) 
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j?.  New  London  Harbor ,  Connecticut. — New  London  Harbor,  which 
comprises  the  lower  3  miles  of  the  Thames  River,  has  a  navigable 
width  of  one-quarter  to  1}  miles  and  depth  of  26  feet  or  more  in  the 
main  channel  from  Long  Island  Sound  to  the  railroad  drawbridge 
which  crosses  the  river  above  the  New  London  dock  front.  Tms 
channel,  especially  opposite  New  London,  follows  the  east  bank. 
Between  it  and  the  city  docks  is  a  nearly  level  area  having  a  general 
depth  of  10  to  15  feet.  Before  improvement  part  of  the  aoc&  were 
accessible  to  vessels  of  16  to  18  feet  draft  at  high  tide  only. 

The  original  and  present  project,  adopted  by  the  act  of  June  13, 
1902,  provides  for  dredging  ana  maintaining  a  ship  channel  400  feet 
or  more  in  width,  23  feet  deep,  and  about  6,000  feet  long.  This  chan- 
nel leaves  the  deep  water  of  the  river  opposite  Fort  Trumbull  on  the 
west  side,  skirts  the  water  front  of  the  city,  including  that  of  Win- 
throp  Cove,  to  the  Central  Vermont  Railroad  bridge  and  the  east  side 
of  the  Central  Vermont  dock,  and  joins  the  natural  deep  channel  at  a 
distance  of  about  4,000  feet  upstream  from  the  point  of  beginning. 
The  estimated  cost  of  the  improvement  was  $145,000,  and  $1,000  per 
annum  for  maintenance.  For  map  see  House  Document  No.  392, 
Fifty-sixth  Congress,  first  session. 

TJp  to  June  30, 1909,  $141,400  had  been  expended  on  the  project. 

The  project  dredging  was  completed  under  a  continuing  contract 
in  October,  1904.  This  completed  the  project  except  at  two  small 
areas  of  ledge  rock  in  the  Fort  TrumbuU-Shaws  Cove  arm  of  the  chan- 
nel, where  there  were  depths  of  about  18  feet,  and  at  a  part  of  a  city 
Sipe  sewer  crossing  the  middle  of  the  dredged  channel,  wnere  the  least 
epth  was  21.6  feet.  *  The  rock  in  the  channel  was  removed  in  1907. 
A  draft  of  23  feet  can  be  carried  to  opposite  all  the  principal  docks. 
The  additional  work  proposed  is  to  maintain  the  improvement. 

The  effect  of  this  improvement  has  been  to  materially  reduce 
freight  rates. 

The  mean  range  of  tide  is  2.6  feet. 

Under  a  modification  of  the  existing  Thames  River  project,  adopted 
in  1892,  Shaws  Cove,  a  branch  of  New  London  Harbor,  has  been 
dredged  to  12  feet. 

The  reported  tonn^e  of  this  port  for  the  year  1908,  principally 
coal,  building  material,  oil,  and  steamboat  freight,  and  exclusive  of 
that  pertaining  to  Shaws  Cove  and  Thames  River,  was  746,967,  val- 
ued at  $12,753,777.83. 

Reference  to  reports  on  examination  and  survey  made  in  pursuance 
of  act  of  March  2,  1907,  will  be  found  on  page  122  of  report  for  1908. 

July  1, 1908,  balance  unexpended |5, 919. 41 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |319.  41 

Carried  to  the  surplus  fund 3,600.00 

3,919.41 

July  1, 1909,  balance  unexpended 2, 000. 00 

(See  Appendix  D  2.) 

5.  Thames  River ,  Connecticut, — This  is  a  tidal  stream  from  Nor- 
wich, Conn.,  the  head  of  navigation,  to  Long  Island  Sound,  a  dis- 
tance of  15  miles.  For  4  miles  below  Norwich  the  natural  depths 
were  6  feet  or  more  at  low  water  with  widths  of  400  to  1 ,000  feet.  Be- 
low this  point  depths  were  13  feet  or  more  and  widths  800  to  3,000 
feet. 
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The  original  project,  adopted  in  1836,  provided  for  a  channel  11 
feet  deep  at  low  water,  to  be  secured  by  dredging  and  building  dikes. 
On  this  project  $40,300  had  been  expended  wnen,  in  1839,  work  was 
stopped,  the  project  not  having  been  completed. 

The  existing  project,  adopted  June  23,  1866,  and  modified  in  1879, 
1882,  1888.  1892.  and  1907,  is  to  dredge  and  build  training  walls  to 
secure  a  cnannel  200  feet  wide  with  depths  of  20  feet  from  New 
London  to  Allyns  Point  and  14  feet  thence  5  miles  to  Norwich;  also 
to  dredge  Shaws  Cove  at  New  London  to  a  depth  of  12  feet.  Esti- 
mates of  cost  were  $473,870  for  construction  and  $9,500  annually  for 
maintenance. 

Up  to  June  30, 1909,  $472,151.76  had  been  expended  on  this  project 
and  its  modifications,  of  which  $32,308.57  had  oeen  applied  to  main- 
tenance. The  project  had  been  completed,  except  tnat  part  of  the 
channel  between  Allyns  Point  and  Norwich  was  somewhat  deficient 
in  width.  Mean  range  of  tide  is  2.6  feet  at  New  London  and  3.1  feet 
at  Norwich. 

The  balance  on  hand  and  the  appropriation  recommended  will  be 
applied  to  maintenance  of  the  improvement. 

Commerce  at  Allyns  Point  is  coal,  and  at  Norwich  and  intermediate 
landings  it  is  maimy  coal,  lumber,  cotton  and  wool,  and  steamboat 
freight.  The  reported  tonnage  for  1908  was  443,395,  valued  at 
$2,265,350.51,  including  22,561  tons,  valued  at  $121,380.50,  for  Shaws 
Cove  commerce. 

The  work  done  has  reduced  the  cost  of  transportation  by  enabling 
freight  to  be  brought  in  vessels  of  16  and  18  foot  draft  instead  of 
8-foot  draft.  The  river  commerce  of  the  present  day  could  not  be 
carried  except  for  the  increased  depths  thus  obtained. 

The  modification  of  project  adopted  by  act  of  March  2,  1907,  is 
printed  in  House  Document  No.  265,  Fifty-ninth  Congress,  second 
session. 

July  1, 1908,  balance  unexpended $29, 434. 69 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      13,986.45 

July  1,  1909,  balance  unexpended ! 15, 448. 24 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  D  3.) 

4.  Oonnedicut  River  between  Hartford,  Conn,,  and  Holy^Tce,  Mass. — 
This  portion  of  the  river  is  34  miles  long,  and  is  naturally  divided 
into  mree  distinct  sections.  From  Hartford  to  the  foot  of  Enfield 
Kapids,  lOi  miles,  the  river  has  a  gentle  slope,  with  a  sandy,  shifting 
bottom;  from  the  foot  to  the  head  of  Enfiela  Rapids,  5}  miles,  the 
total  fall  at  low  water  is  32  feet,  and  the  bed  of  the  river  is  largely 
rock;  from  Enfield  Falls  to  Ilolyoke,  18  mile^,  the  "river  is  of  moderate 
width,  gentle  slope,  fair  depth,  and  stable  bottom. 

In  its  original  condition  the  lower  section  had  a  navigable  depth  of 
2  feet  or  less  at  low  water;  the  second  section  could  be  navigated  up- 
stream only  with  great  difficulty  and  only  by  boate  of  shallow  draft; 
the  third  section  was  navigable  oy  boats  drawing  4*  to  6  feet  of  water. 
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At  Enfield  Rapids  a  canal  with  locks  80  feet  in  length  and  IS  feet 
in  width,  designed  for  boats  with  draft  of  about  3  feet  at  low  water, 
has  been  constructed  by  private  enterprise  as  part  of  a  water-power 
development  scheme. 

Prior  to  June  30, 1898,  $93,069.70  was  expended  in  the  construction 
of  wing,  dams  and  dredging  to  provide  a  temporary  improvement 
below  Enfield  Rapids,  and  in  extensive  surveys  and  examinations 
which  were  made  with  a  view  to  permanent  improvement  of  the  whole 
stretch  from  Hartford  to  Holyoke. 

No  work  of  improvement  has  been  carried  on  in  this  section  of  the 
river  since  1886. 

A  complete  historv  of  the  improvement  of  this  section  of  the  river, 
up  to  that  date,  with  maps  and  plans,  is  given  in  the  Annual  Report 
of  the  Chief  of  Engineera  for  1878,  pages  248-391. 

Examinations  and  surveys  .with  a  view  to  future  permanent  im- 
provement have  been  made  under  the  river  and  harbor  acts  of  June 
3,  1896,  June  13,  1902,  and  March  3,  1905.  The  Board  appointed  by 
authority  of  the  last-named  act  suggested  three  plans  of  improvement 
other  than  those  which  had  been  already  reported  upon.  One  of  these 
plans  provided  for  dredging,  the  use  of  wing  dams  and  training  walls, 
and  rock  excavation  from  Hartford  up  to  a  point  above  the  mills  at 
Windsor  Locks;  thence  by  a  new  lock  and  the  upper  portion  of  the 
existing  canal,  and  thence  to  Holyoke,  at  a  cost  of  $1,465,600.     This 

Elan  was  approved  by  the  Board  of  Engineers  for  Rivers  and  Har- 
ors,  provicled  that  all  rights  claimed  to  be  infringed  by  this  work 
shoiila  be  ceded  to  the  Umted  States  without  cost.  The  amount  ex- 
pended on  this  survey  was  $22,838.47. 

The  appropriation  of  March  2,  1907,  was  for  the  purpose  of  inves- 
tigation and  further  examination,  in  accordance  witn  the  recommen- 
dation of  the  Board  of  Engineers  for  Rivers  and  Harbors  referred  to, 
to  determine  what  rights  might  be  infringed  and  if  thev  could  be 
obtained  without  cost  to  the  united  States.  A  report  of  the  result 
of  this  examination  is  printed  in  House  Document  No.  1311,  Sixtieth 
Congress,  second  session.  The  company  claiming  the  rights  declined 
to  cede  them  without  payment. 

To  Jime  30,  1909,  the  amount  expended  from  the  appropriation  of 
March  2,  1907,  was  $313.55. 

No  permanent  benefit  has  resulted  from  the  work  thus  far  done. 

July  1,  1908,  balance  unexpended 16,951.21 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  maintenance  of  improvement |103.  23 

Carried  to  the  surplus  fund 1, 846.  26 

1,949.49 

July  1,  1909,  balance  unexpended 5, 001.  72 

(See  Appendix  D  4.) 

6,  Connecticut  River  below  Hartford,  Conn. — The  part  of  the  river 
under  improvement  is  50  miles  long  from  Long  Island  Sound  to 
Hartford.  Beyond  Hartford  the  river  is  navigable^  by  means  of  a 
small  private  canal  at  Windsor  Locks,  Conn.,  34  miles  to  Holyoke, 
Mass.,  although  the  navigation  is  limited  by  reason  of  low  fixed 
bridges  and  the  iiiadtHjuacy  of  the  canal.  Before  beginning  improve- 
ment below  Hartford  the  available  depth  over  Saybrook  oar  at  the 
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mouth  of  the  river  was  7  feet,  and  thence  to  Hartford  at  the  shoalest 
of  the  river  bars  about  5  feet. 

The  original  project,  adopted  in  1836,  provided  for  the  removal  of 
the  Say  brook  bar  by  dredgmg.  Up  to  1843  an  11  to  12  foot  channel 
had  been  dredged  50  feet  wide  and  1,500  feet  long,  at  a  cost  of 
$23,471.57.  No  further  work  was  done  until  1870,  by  which  time  the 
dredged  channel  had  been  nearly  obliterated  by  storms  and  freshets. 

A  project  for  permanent  improvement  was  adopted  in  1870  and 
modified  in  1873  and  1880,  under  which  two  jetties  were  built  at  Say- 
brook  bar  and  dikes  constructed  at  Hartford  and  Glastonbury  bars; 
but  operations  under  this  project  have  been  abandoned. 

The  existing  project,  aaopted  in  1887  and  modified  in  1890,  pro- 
vides for  maintaining  the  navigable  channel  by  completing  two  jetties 
at  Saybrook  bar  to  a  height  of  5  feet  above  hij^h  water,  with  top 
width  of  6  feet  and  side  slopes  of  1  on  1 ;  raising  the  training  wall, 
nearly  3  JOO  feet  long,  at  the  Hartford  bars  as  may  be  found  necessary 
by  experience,  but  not  to  exceed  15  feet  above  low  water;  dredging 
the  channel  between  the  jetties  to  12  feet  depth  and  width  of  400  feet 
and  maintaining  the  channel  by  annual  dreaging  at  the  various  river 
bars  to  about  10  feet  depth  at  mean  low  water  and  to  a  width  as  near 
100  feet  as  practicable,  at  an  estimated  cost — 

Completing  Saybrook  jetties $60, 000 

Dreaging  cnannel  between  them 20, 000 

Raising  Hartford  dike 50, 000 

Total 130,000 

and  $10,000  annually  for  dredging  for  maintenance. 

For  scope  and  history  of  the  modifications,  see  pages  120  and  121, 
Annual  Report  of  the  Chief  of  Engineers  for  1900. 

The  act  of  June  13,  1902,  authorized  an  expenditure  of  $1,000  for 
removal  of  obstructions  at  mouth  of  Salmon  River,  a  tributary  to  the 
Connecticut  River. 

Up  to  Jime  30,  1909,  $590,300.24  had  been  expended  on  this  im- 

?rovement,  of  which  $338,157.62  had  been  applied  to  maintenance, 
'he  project  is  about  50  per  cent  completed. 

The  maintenance  of  the  river-bar  cnannels  by  annual  dredging  has 
been  held  paramount  in  the  project.  A  channel  200  feet  wide  and  12 
feet  deep  at  mean  low  water,  which  has  been  dredged  through  Say- 
brook bar  between  the  jetties,  has  been  well  maintained  bv  the  jetties, 
and  annual  dredging  at  the  river  bars  has  generally  kept  a  half- 
width  channel  open  so  that  Hartford-New  York  steamers  and  barges 
drawing  from  9  to  11  feet,  according  to  the  river  stage,  have  been 
but  little  detained,  and  then  only  at  summer  low  river  and  before 
completion  of  the  annual  dredging.  The  maximum  draft  which 
could  be  carried  at  mean  low  water  over  the  shoalest  river  bar  on 
Jime  30,  1909,  was  10  feet.  The  mean  rise  of  tide  is  3.6  feet  at  Say- 
brook jetties  and  on  low  river  1.5  feet  at  Hartford. 

Sketches  of  the  Connecticut  River  from  Hartford  to  Rocky  Hill 
and  of  Saybrook  bar  are  printed  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1885,  page  636.  The  river  from  the  Sound  to  Hart- 
ford is  shown  on  Coast  Survev  charts  253-256. 

The  reported  tonnage  for  the  year  1908  amounted  to  515,581  tons, 
mainly  coal,  lumber,  building  materials,  and  miscellaneuus  ytctuuboat 
freight,  valued  at  $14,001,989. 
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The  work  done  has  reduced  freight  rates  to  Hartford  and  lower 
river  ports  materially,  and  has  also  greatly  facilitated  the  delivery  of 
coaJ  and  other  freight.  Without  the  improvements  there  could  be 
but  little  freight  traffic  on  the  river. 

The  available  balance  and  the  additional  appropriation  asked  for 
will  be  applied  to  maintenance  and  continuing  wort  on  the  approved 
project. 

July  1, 1908,  balance  unexpended , |32, 976.  50 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 16,000.00 

47, 976. 50 
June  30, 1909,  amount  expended  during  fiscal  year; 

For  works  of  improvement |13, 815.  77 

For  maintenance  of  improvement 12, 762. 54 

26,678.31 

July  1, 1909,  balance  unexpended 21, 398. 19 

July  1, 1909,  outstanding  liabilities 4,885.51 

July  1, 1909,  balance  available 16,512.68 

July  1, 1909,  amount  covered  by  imcompleted  contracts 8,  227. 45 

Amount  (estimated)  required  for  completion  of  existing  project 95, 665.  68 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1,  1909 42, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  D  6.) 

6.  Harbor  of  refuge  at  Duck  Island  Harbor,  Connecticut — Duck 
Island  Harbor  is  a  bay  on  the  north  shore  of  Long  Island  Sound  about 
7  miles  west  of  the  mouth  of  the  Connecticut  River  and  midway  be- 
tween the  harbors  of  New  London  and  New  Haven. 

The  project  for  this  improvement,  adopted  by  the  act  of  September 
19,  1890,  provides  for  the  construction  of  three  riprap  breakwater's  of 
3,000,  1,750,  and  1,130  feet  length,  respectively,  inclosing  and  shelter- 
ing an  area  of  about  115  acres,  vdtn  two  entrances.  The  project 
height  of  the  breakwaters  is  10  feet  above  low  water,  with  crown  of 
10  Feet  and  slopes  of  2  on  3  outside  and  1  on  1  inside.  The  estimated 
aggregate  cost  is  $463,540.  For  map  see  Annual  Report  of  the  Chief 
of  Engineers  for  1887,  page  644,  and  House  Document  No.  398, 
Sixtieth  Congress,  first  session. 

To  June  30,  1909,  $116,309.25  had  been  expended,  of  which  $5,- 
334.10  was  for  maintenance,  and  2,697  linear  feet  of  the  west  break- 
water had  been  built,  but  with  reduced  cross  section,  extending  west- 
wardlv  from  Duck  Island  to  a  low-water  depth  of  17  feet.  The  mean 
rise  of  tide  is  3.8  feet. 

No  estimate  is  submitted  for  further  work  on  the  existing  project 
for  this  locality,  pending  action  by  Congress  on  a  modified  plan  of 
improvement  contained  in  House  Document  No.  398,  Sixtieth  Con- 
gress, first  session,  based  on  examination  and  survey  authorized  by 
the  river  and  harbor  act  approved  March  2,  1907. 

The  project  is  about  25  per  cent  completed.  The  commerce  to  be 
benefited  by  this  improvement  is  the  passing  commerce  of  Long 
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Island  Sound;  which  may  find  it  necessary  or  convenient  to  seek 
shelter  at  this  locality,  fts  value  can  not  be  satisfactorily  estimated. 
During  the  year  1908, 1 ,003  vessels  were  reported  as  havmg  anchored 
in  the  harbor,  which,  in  its  present  cohdition,  affords  but  a  very  small 
percentage  of  the  shelter  it  would  if  completed. 

July  1, 1908,  balance  unexpended 13,892.75 

July  1, 1909,  balance  unexpended 3,892.75 

Amount  (estimated)  required  for  completion  of  existing  project 349, 540. 00 

(See  Appendix  D  6.) 

7.  Branford  Harbor,  ConnecticiU. — ^Branford  Harbor  consists  of 
three  distmct  parts:  The  outer  harbor,  apnroximately  1  mile  wide 
and  three-quarters  of  a  mile  deep;  the  inner  narbor,  about  half  a  mile 
in  diameter,  separated  from  the  outer  harbor  bv  a  series  of  rocks, 
the  principal  ones  of  which  are  known  as  '*The  Mermaids;"  and  the 
river,  which  empties  into  the  inner  harbor  from  the  northeast.  The 
natural  low-water  depths  when  improvement  began  were:  At  the 
outside  of  the  outer  harbor,  15  to  16  feet,  graduallv  shoaling  to  8 
feet  near  '*The  Mermaids;"  through  the  inner  haroor  from  ''The 
Mermaids"  to  the  mouth  of  the  river,  7  to  8  feet;  up  the  river  for  a 
distance  of  1  mile,  nearlv  to  the  lower  docks,  12  feet  or  more.  From 
the  lower  to  the  upper  docks  the  channel  gradually  shoaled  and  nar- 
rowed so  that  the  controlling  depth  was  less  than  6  feet  and  the  width 
26  to  60  feet.  At  the  upper  dock  the  stream  is  crossed  by  an  earthen 
causeway,  in  which  there  is  a  small  drawbridge  which  is  rarely 
opened,  although  the  stream  is  navigable  for  small  craft  to  a  fixed 
bridge  about  one-half  mile  above.  Smce  the  adoption  of  the  present 
project  a  very  general  and  uniform  shoaling  of  1  to  2  feet  has  taken 

Slace  in  the  inner  harbor,  so  that  the  controlling  depth  between  ''The 
[ermaids"  and  the  mouth  of  the  river,  the  shoalest  place  in  the 
channel,  was  only  about  6  feet. 

The  original  and  present  project,  adopted  by  the  act  of  Jime  13, 
1902,  and  modified  by  the  act  of  March  2,  1907,  provides  for  an 
8i-foot  channel  100  feet  wide  in  the  upper  part  of  the  river  between 
the  lower  and  upper  docks  and  through  the  shoals  at  the  mouth  of 
the  river,  at  an  estimated  first  cost  of  $13,000. 

This  project  was  completed  July  30,  1907,  at  which  time  channels 
of  full  project  dimensions  had  been  dredged  from  the  8i-foot  curve 
in  the  lower  harbor  through  the  inner  harbor  to  the  mouth  of  the 
river,  and  in  the  upper  portion  of  the  river  from  below  the  lower 
docks  upstream  to  tne  upper  docks. 

Thia  work  greatly  facilitates  navigation,  and  the  effect  of  the  im- 
provement has  been  to  reduce  freight  rates. 

The  maximum  draft  that  could  oe  carried  June  30,  1909,  from  the 
entrance  of  the  harbor  to  the  head  of  the  proposed  channel  was  about 
7  feet  at  mean  low  water  in  the  lower  fiaroor  and  8^  feet  in  the  river. 
The  mean  rise  of  tide  is  about  6.6  feet. 

For  report  of  survey  upon  which  the  present  project  is  based,  see 
Annual  Keport  of  the  Chief  of  Engineers,  1901,  page  1189  et  seq. 
Reference  U)  reports  on  examination  and  survey  made  in  pursuance 
of  act  of  March  2, 1907,  will  be  found  on  page  122  of  report  of  1908. 

The  amount  expended  on  this  project  to  Jime  30,  1909,  was 
$11,221.63,  of  whicn  $1,684.18  was  for  maintenance. 
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The  commerce  of  this  harbor  is  mainly  coal,  molding  sand  and  clay, 
iron,  and  lumber.  The  tonnage  reported  for  1908  amounted  to 
20,669  net  tons,  valued  at  $100,362.80. 

The  available  balance  and  the  appropriation  asked  for  will  be  ap- 
plied to  maintenance  of  the  improvement. 

July  1,  1908,  balance  unexpended $1,851.69 

June  30, 1909,  amount  expended  during  fiwal  year,  for  maintenance  of  im- 
provement   73.32 

July  1,  1909,  balance  unexpended 1, 778. 37 

July  1 ,  1909,  outstanding  liabilities 20.  67 

July  1,  1909,  balance  available 1, 757. 70 

Amount  that  can  be  profitably  expended  in  fit^cal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2, 000. 00 

Submitted  in  compliance  with  requirements  of  simdrv  civil  act  of  June 
4,  1897,  and  of  Heotion  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  D  7.) 

8.  New  Haven  IlarboTy  including  West  River,  Connecticut, — New 
Haven  Harbor  is  formed  by  a  bay  on  the  north  side  of  Long  Island 
Sound,  which  extends  inland  about  4  miles  and  is  from  1  to  2  miles 
wide.  Mill  and  Quinnipiac  rivers,  navigable  for  about  1  and  3  miles, 
respectively,  above  their  mouths,  empty  into  the  head  of  the  harbor 
from  the  northeast.  The  original  available  low-water  depth  from  the 
wharves  to  Cranes  bar,  one-third  wajr  down  the  harbor,  was  9  fe^t; 
thence  to  Fort  Hale,  halfwav  down,  it  was  16  feet  or  over.  Below 
Fort  Hale  was  a  broad  bar  of  soft  mud  extending  across  the  channel, 
with  available  depth  of  13  feet.  The  harbor  entrance  was  partly 
obstructed  by  several  sunken  rocks.  In  Quinnipiac  River  the  avail- 
able low-water  depth  was  about  4  feet,  and  in  the  west  branch  of  Mill 
River  about  5  feet  to  the  head  of  the  present  projected  improvement. 
Above  this  point  both  rivers  are  for  the  most  part  available  for 
navigation  only  at  high  tide.  The  entire  east  branch  of  Mill  River 
ran  nearly  bare  at  low  tide. 

In  1870  a  project  was  adopted  for  removal  of  sunken  rocks  at  the 
harbor  entrance.  This  work  was  not  continued  after  1875,  when  the 
harbor  breakwaters  were  first  proposed.  In  1871  the  project  was 
extended  to  include  deepening  the  harbor  channel,  the  proposed  depth 
and  width  being  modified  from  time  to  time  as  appropriations  were 
made  until  1899,  when  the  project  provided  for  a  channel  16  feet  deep 
and  from  400  to  700  feet  wide  from  Long  Island  Sound  to  the  head 
of  the  harbor  and  for  a  dike  to  contract  the  channel  across  Fort  Hale 
bar,  at  a  total  estimated  cost  from  beginning  of  $348,000.  This 
project  was  nearly  completed,  the  deficiencies  being  in  the  length  of 
channel  arm  of  the  dike,  which  was  about  two-thirds  the  projected 
length,  and  in  the  width  of  the  channel  across  Fort  Hale  bar,  which 
was  only  200  feet  wide.  The  total  amount  expended  on  these  projects 
was  $325,695.66. 

The  project  adopted  by  the  act  of  March  3,  1899,  provided  for  a 
channel  20  fe^t  deep,  400  feet  wide,  and  4  miles  long  from  Long 
Island  Sound  to  Canal  dock;  thence  of  same  depth,  300  feet  wide, 
one-half  mile  to  TomUnson  Bridge;  tlirec  anchorage  basins  below 
TomUnson  bridge  of  20,  16,  and  12  feet  deptlis;  a  channel  up  the 
Quinnipiac  River  200  feet  wide  and  12  feet  deep  to  Grand  avenue; 
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and  a  channel  up  the  Mill  River  12  feet  deep  and  200  feet  wide  to  the 
junction  of  the  two  branches  above  Chapel  street,  and  thence  12  feet 
deep  and  75  feet  wide  up  each  branch  to  Grand  avenue.  The  act  of 
March  3,  1899,  making  tne  first  appropriation  for  this  project,  limited 
it  to  the  portion  below  TomUnson  Bridge,  but  the  act  of  June  13, 1902, 
authorized  the  extension  to  the  part  above  TomJinson  Bridge,  pro- 
vided the  cost  should  not  exceed  $345,000,  the  amount  authorized  by 
the  act  of  1899.  The  above  project,  including  the  improvement  of  the 
Quinnipiac  and  Mill  rivers,  except  that  part  of  the  Quinnipiac  River 
between  Ferry  street  and  Grand  avenue,  was  completed  April  26, 
1904,  mainly  under  continuing  contract,  and  a  channel  8  feet  deep  and 
50  feet  wide  dredged  in  the  Quinnipiac  River  between  Ferry  street 
and  Grand  avenue.  The  total  appropriated  for  the  project  adopted 
by  the  act  of  1899,  exclusive  of  maintenance,  amounts  to  $280,073.90, 
being  less  than  the  authorized  cost  of  the  project  by  $64,926.10. 

For  reference  to  maps  and  further  details  regarding  the  harbor  and 
projects,  see  Annual  Report  of  the  Chief  of  Engineers,  1904,  page  94. 

West  River  hes  between  the  city  of  New  Haven  and  the  town  of 
West  Haven.  The  head  of  navigation  is  at  a  railroad  bridge  about 
one-half  mile  upstream  from  the  Kimberly  Avenue  Bridge.  About 
500  yards  below  this  drawbridge  the  river  widens  into  a  shallow  bay 
and  joins  New  Haven  Harbor  south  of  Oyster  or  City  Point.  The 
natural  channel,  about  2,000  yards  long  tlirough  the  middle  of  the 
bar,  carried  less  than  3  feet  at  its  shoalest  part.  A  channel  leading 
from  the  harbor  to  docks  at  Oyster  Point  had  a  controlUng  depth  of 
4.5  feet,  but  between  Oyster  Point  and  the  channel  along  the  West 
Haven  docks  was  a  wide  flat  nearly  bare  at  low  tide. 

The  project  adopted  by  the  river  and  harbor  act  of  March  3,  1905, 
for  improvement  of  West  River,  provided  for  a  9-foot  channel,  100 
feet  wide,  from  the  downstreaip  comer  of  the  16-foot  anchorage 
basin  of  New  Haven  Harbor,  via  Oyster  Point  and  the  dock  frontage 
of  West  Haven,  to  Kimberly  Avenue  Bridge,  at  a  cost  of  $38,500,  and 
$500  for  annual  maintenance. 

The  report  of  survey  of  West  River  is  pubUshed  at  page  996  and 
following.  Annual  Report  of  the  Chief  or  Engineers^  1904,  and  the 
survey  map  is  printed  in  House  Document  No.  73,  Fifty-eighth  Con- 
gress, second  session. 

The  river  and  harbor  act  of  March  2,  1907,  consolidated  the  im- 

{)rovement  of  West  River  with  that  of  the  main  harbor,  of  which  the 
ormer  is  a  branch. 

The  amount  expended  on  the  existing  project  up  to  the  close  of  the 
fiscal  year  ending  June  30, 1909,  was  $350,025.07,  of  which  $38,318.86 
was  for  maintenance.  Of  the  amount  reported  expended  on  existing 
project  $38,600  was  expended  on  West  River  prior  to  its  consolidation 
witn  the  general  project. 

The  project  of  1899  for  the  main  harbor  is  about  80  per  cent  com- 
pleted and  the  channel  in  West  River  contemplated  by  the  project 
of  1905  completed. 

The  maximum  draft  which  could  be  carried  June  30,  1909,  through 
the  main  channel  to  TomUnson  bridge  was  19  feet  at  mean  low  tide* 
above  TomUnson  bridge  the  maximum  low-water  draft  which  coulcl 
be  carried  up  MiU  River  to  Grand  Avenue  bridge  was  12  feet  in  both 
branches;  up  Quinnipiac  River  to  Ferry  Street  Bridge  12  feet,  and 
from  Ferry  Street  Bndge  to  Grant  avenue  a  Uttle  more  than  6  feet; 
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and  up  West  River  to  Bamberly  avenue  9  feet.  The  mean  rise  of  tide 
is  6.5  feet  at  entrance  to  the  harbor  and  6.6  feet  at  Tomlinson  bridge. 

The  work  done  has  enabled  deeper-draft  vessels  to  use  the  harbor 
than  was  formerly  possible,  with  the  resulting  reduction  of  freight 
rates  due  to  the  larger  vessels  and  increased  facilities  for  handlmg 
freight  made  possible  thereby. 

Tne  commerce  of  New  Haven  harbor  is  mainly  in  coal,  steamboat 
freight,  shellfish  and  shells,  lumber,  steel  biUets,  and  pig  iron.  The 
reported  tonnage  for  the  calendar  year  ld08  was  1,921,123  tons, 
valued  at  $98,233,543.22. 

The  available  balance  and  the  appropriation  asked  for  will  be  ap- 
plied to  maintenance  and  to  continuing  the  approved  project. 

July  1^  1908,  balance  unexpended $2, 083. 44 

Amount  allotted  from  emergency  appropriation,  river  and  harbor  act 

approved  March  2,  1907 3, 000. 00 

Amount  allotted  frorii  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 20,000.00 

25,083.44 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 5,230.27 


July  1, 1909,  balance  unexpended 19,853. 17 

July  1,  1909,  outstanding  liabilities 83.00 

July  1, 1909,  balance  available 19,770.17 

July  1 ,  1909,  amount  covered  by  uncompleted  contracts 10, 668.  00 

Amount  (estimated)  required  for  completion  of  existing  project 64, 926. 10 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  im- 
expended  July  1,  1909 40, 000. 00 

Submitted  in  compliance  with  re<)uirement8  of  sundry  civil  act  of  Jime 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  D  8.) 

.  9,  Breakwaters  at  New  Haven,  Conn. — ^The  original  and  existing 
project  for  this  work,  authorized  by  act  of  March  3,  1879,  and  ap- 
proved January  31,  1880,  and  modified  by  act  of  September  19,  1890, 
m  accordance  with  plans  given  in  Annual  Report  of  the  Chief  of  En- 
gineers, 1889,  page  678,  is  to  make  a  harbor  of  rrfuge  at  the  entrance 
to  New  Haven  Harbor  by  constructing  four  breakwaters — one  3,300 
feet  long,  extending  from  Southwest  ledge  to  Quixes  ledge;  one  5,000 
feet  long,  extending  from  a  point  1,000  feet  north  54®  east  from  Lud- 
ington  rock,  in  a  direction  south  54®  west  across  the  rock;  one  about 
4,200  feet  long,  extending  northwesterly  from  a  point  6,000  feet  south 
54®  west  from  Ludington  rock,  and  one  about  1,200  feet  long,  extend- 
ing southwesterly  from  Morgan  Point  on  the  east  side  of  the  harbor 
entrance — the  cross  section  of  all  these  breakwaters  to  be  12  feet  wide 
on  top  and  6  feet  above  mean  high  water,  with  outer  slope  1  on  2 
and  inner  slope  1  on  1.  The  estimated  cost  from  the  beginning,  in 
1880,  was  $2,151,134.  The  anchorage  which  mil  be  sheltered  by  the 
breakwaters  exceeds  2,000  acres,  of  which  over  500  acres  has  depths 
of  20  to  28  feet,  and  the  remainder  is  9  to  20  feet  deep.  The  mean 
rise  of  tide  is  6.5  feet. 

For  original  report  on  project,  see  Annual  Report  of  Chief  of  En- 
gineers, 1880,  page  449  et  seq.,  and  for  modification  of  project  and 
maps  showing  the  location  of  the  breakwaters  as  contemplated  under 
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the  existing  project  see  Annual  Report  of  the  Chief  of  Engineers  for 
1889,  page  678  et  seq.;  1890,  pages  624  and  625.  and  1896,  page  702. 

At  tne  close  of  the  fiscal  year  tne  breakwater  from  Southwest  ledge 
to  (^ixes  ledge  had  been  completed  3,450  feet  long;  4,450  feet  of  the 
Ludington  rock  breakwater  had  been  built,  but  with  steeper  slopes 
than  caUed  for  by  the  project,  and  work  was  in  progress  on  the  west 
breakwater,  which  had  been  extended  a  total  distance  of  2,850  feet, 
of  which  the  first  2,655  feet  from  the  easterly  end  was  very  nearly 
completed  and  the  remainder  was  about  5  feet  below  low  water. 
The  project  is  about  75  per  cent  completed. 

The  total  expenditure  to  June  30,  1909,  was  $1,004,455.11,  of 
which  $8,751.91  was  for  maintenance. 

The  commerce  now  benefited  and  to  be  further  benefited  by  this 
work  is  mainly  the  passing  commerce  of  Long  Island  Sound.    The 

Krojected  breakwaters  provide  also  an  outer  anchorage  for  vessels 
ound  to  and  from  New  Haven  and  help  to  protect  the  entrance  to 
New  Haven  Harbor  proper  from  seas  and  to  oiminish  channel  filling. 
For  the  calendar  year  1908  some  5,630  vessels  sought  refuge  behind 
the  breakwaters.  The  additional  work  proposed  is  for  extension  of 
benefit  to  commerce. 

The  available  balance  and  the  appropriation  asked  for  will  be 
applied  to  continuing  construction  oi  the  west  breakwater  and  to 
maintenance. 

The  river  and  harbor  act  of  March  2,  1907,  authorized  continuing 
contracts  for  the  prosecution  of  this  work  to  the  amount  of  $250,000, 
all  of  which  has  now  been  appropriated;  such  a  contract  was  entered 
into  June  11,  1907.  Work  under  this  contract  was  begun  September 
4,  1907,  and  was  in  progress  at  close  of  fiscal  year. 

July  1,  1908,  balance  unexpended $170, 070. 45 

June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment         46,525.66 

July  1,  1909,  balance  unexpended 124, 544. 89 

July  1,  1909,  outstanding  liabilities 23, 008. 35 

July  1, 1909,  balance  available 101,536.54 

July  1,  1909,  amoimt  covered  by  uncompleted  contracts 81, 153. 61 

Amount  (estimated)  required  for  completion  of  existing  project 1, 030, 886. 91 

'Amount  that  can  be  profitablyexpendedinfiscalvear  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,  1909 100,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  D  9.) 

10,  MUfard  Harbor,  Connecticut — This  harbor  is  on  the  north 
shore  of  Long  Island  Sound,  and  consists  of  a  broad,  open  bay^  from 
the  head  of  which  a  small  tidal  stream  extends  nearly  a  mile  inland 
to  the  head  of  navigation.  The  original  depth  on  the  bar  in  the  bay 
at  the  mouth  of  the  river  was  less  than  2  feet.  In  parts  of  the  river 
the  channel  ran  nearly  bare.     The  mean  rise  of  tide  is  about  6.2  feet. 

The  original  project,  adopted  under  the  act  of  June  23,  1874,  pro- 
vided for  a  riprap  breakwater  890  feet  long  from  Welchs  Point,  on 
the  east  side  of  the  mouth  of  the  harbor,  protection  of  the  biufTs 
on  the  east  shore  from  erosion  by  means  of  small  stone  jetties,  a  jetty 
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on  the  east  side  to  maintain  the  river-bar  channel,  and  dredging  a  chan- 
nel 4  feet  deep  and  100  feet  wide  across  the  bar,  the  whole  estimated 
to  cost  $85,000.  This  project  was  modified  in  1878  and  1879  to  pro- 
vide for  extending  the  4-foot  channel  60  feet  wide  upstream  to  the 
town  dock  and  for  a  training  dike  off  Bums  Point,  on  the  west  side  of 
the  river  channel,  neariy  at  right  angles  to  the  east-side  jetty.  The 
project  thus  modified  was  completed  in  1880,  except  that  tne  outer 
breakwater  was  not  built,  being  deemed  unnecessary  in  view  of  the 

Srovision  of  a  harbor  of  refuge  at  New  Haven.  Under  the  act  of 
une  14,  1880,  a  project  was  adopted  for  the  extension  of  the  4-foot 
channel,  40  feet  wide,  upstream  to  the  Straw  Works  wharf,  and  under 
the  act  of  August  2,  1882,  a  revised  project  was  adopted  which  pro- 
vided for  a  channel  8  feet  deep  and  100  feet  wide  across  the  bar  and 
upstream  to  Merwin's  dock,  at  estimated  cost  of  $11,000. 

In  1891  these  projects  were  reported  as  completed  and  no  further 
work  necessary,  except  maintenance  of  jetties  and  dredged  channels. 
It  was  stated  m  July,  1895,  that  as  a  result  of  private  dredging  there 
was  a  clear  channel  across  the  bar  12  feet  deep  and  nowhere  less  than 
80  feet  wide.  On  the  previous  projects  $45,500,  and  for  surveys 
$1,600,  were  expended. 

For  further  details  regarding  former  projects  see  Annual  Report 
of  the  Chief  of  Engineers  for  1893,  page  929,  and  for  report  on  which 
present  project  is  based  see  Annual  Report  of  the  Chief  of  Eiigineers 
tor  1900,  pa^e  1357  et  seq.  For  map  see  House  Document  No.  280, 
Fifty-sixtn  Congress,  first  session. 

The  existing  project,  authorized  by  act  of  June  13,  1902,  for  com- 
pletion at  a  cost  or  $15,000,  consists  in  dredging  and  maintaining  a 
channel  across  the  bar  and  through  the  lower  harbor,  1 00  feet  wide 
and  10  feet  deep,  to  Merwin's  wharf,  with  an  anchorage  basin  of  same 
depth  of  about  5  acres  area  on  the  east  side  of  the  channel  between 
the  long  dike  and  the  harbor  Une,  and  a  channel  through  the  upper 
harbor  from  Merwin's  wharf  to  the  Straw  Works  wharf,  90  feet  wide 
and  6  feet  deep.  The  estimated  cost  for  maintenance  was  $1,000 
biennially.  The  first  cost  of  the  improvement  was  subsequently 
ascertained  to  be  $25,000.  The  amount  expended  on  this  project 
to  June  30,  1909,  is  $23,673.46,  of  which  $23.84  was  for  maintenance. 

The  6-foot  channel  has  been  extended  upstream  to  a  point  about 
500  feet  above  the  town  dock,  a  portion  of  the  anchorage  basin,  about 
2§  acres  in  area,  adjacent  to  tne  10-foot  channel,  dredgSi,  and  a  basin, 
1.6  acres  in  area,  dredged  on  the  opposite  side  of  the  channel  opposite 
Merwin^s  wharf.  Owing  to  ledge  rock  it  was  impracticable  to  com- 
plete this  project  within  the  estimate.  The  work  done  faciUtates 
navigation  m  the  lower  part  of  the  harbor,  and  the  extension  of  the 
6-foot  channel  to  the  town  dock  renders  it  practicable  to  land  cargoes 
of  coal  at  this  dock,  which  it  was  formerly  extremely  difficult  to  do. 
The  development  oi  the  anchorage  basins  greatly  relieves  congestion 
in  the  lower  part  of  the  harbor,  due  to  the  anchoring  of  small  pleasure 
craft  and  oyster  schooners  in  that  portion  of  the  harbor. 

The  available  balance  and  the  appropriation  asked  for  will  be 
applied  to  maintenance  of  the  improvement. 

On  June  30,  1909,  a  low-water  drtrft  of  9  feet  could  be  carried  oyer 
the  bar  and  up  as  far  as  Merwin's  wharf,  thence  6  feet  draft  to  a  point 
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about  500  feet  above  the  town  dock,  and  thence  draft  of  about  2^  feet 
can  be  carried  to  the  Straw  Works  dock.  No  navigation  is  practicable 
above  this  dock. 

The  commerce  of  this  harbor  consists  abnost  entirely  of  oysters, 
shells,  coal,  and  fertilizer,  the  former  predominating.  The  reportea 
tonnage  for  the  calendar  year  1908  amoimted  to  28,587  tons,  valued 
at  $411,533.22. 

July  1,  1908,  balance  unexpended |1, 329. 28 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 2. 74 

July  1, 1909,  balance  imexpended 1, 326. 54 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  D  10.) 

11,  Housatonic  River,  Connecticut . — ^This  is  a  rapid  river  running 
southward  through  Massachusetts  and  Connecticut,  emptying  into 
Lon^  Island  Sound  east  of  Stratford  Point,  about  5  miles  east  from 
Bridgeport  Harbor.  At  Derby,  13  miles  from  its  mouth,  it  receives 
the  (uscharge  of  the  NaupjatucK  River.  Derby  and  Shelton  are  at  the 
head  of  navigation.  About  a  mile  above  there  is  a  large  power  dam 
across  the  Housatonic  River;  above  the  pool  of  this  dam  the  river  is 
rocky  and  shoal. 

The  original  depth  on  the  worst  bars  in  the  river  (6  in  number) 
was  from  3.5  to  4.5  feet.  There  was  also  a  bar  across  the  river  mouth, 
with  about  4  feet  depth. 

The  original  project  for  improvement,  adopted  under  the  act  of 
March  3,  1871,  provided  for  a  jetty  at  Sow  and  Pigs  reef;  removing 
Drews  rock;  a  breakwater  at  the  mouth  of  the  river,  and  making  a 
channel  7  feet  deep,  200  feet  wide  through  the  bar  at  the  mouth  and 
160  feet  wide  in  the  river,  at  total  estimated  cost  of  $404,96J.  In  1887 
the  estimates  were  revised,  and  a  modification  of  the  project  proposed 
a  breakwater  or  jetty  at  the  mouth  of  the  river  5,750  feet  long,  ex- 
tending about  south-southeast  from  Milford  Beach  3,250  feet;  thence 
parallel  to  and  500  feet  from  the  channel  2,500  feet  farther,  to  the 
12-foot  curve  in  Long  Island  Sound,  the  inner  arm  of  the  jetty  to  be 
3  feet  above  mean  low  water,  top  width  6  feet,  side  slopes  1  on  1 ;  the 
outer  arm  to  be  6  feet  above  high  water,  top  width  12  feet,  outer  slope 
1  on  2,  inner  slope  1  on  1 ;  and  a  channel  7  feet  deep,  200  feet  wide  at 
the  outer  bar,  and  100  feet  wide  through  the  river,  at  a  total  estimated 
cost  of  $202,000,  and  $4,000  annually  for  maintenance,  all  in  addition 
to  amoimt  already  expended.  This  modification  was  adopted  under 
the  act  of  August  11,  1888,  and  work  on  the  breakwater  was  begun 
July  10,  1889.  In  1893  the  project  was  further  modified  to  provide 
for  building  a  small  dike  in  the  river  below  Stratford. 

For  maps  see  Annual  Report  of  the  Chief  of  Engineers  for  1882, 
page  616,  and  for  reports  on  various  surveys  and  projects  see  Annual 
Reports  of  the  Chief  of  Engineers  for  1871,  page  781;  1887,  Part  1, 
page  607;  1888,  Part  1,  page  554, 
9001— KNQ  1909 8 
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The  present  project  for  improvement  is  the  project  of  1871,  subse- 

auently  enlarged  or  modifiea  as  above,  and  the  estimated  cost  from 
tie  beginning  is  $275,500. 

Up  to  June  30,  1909,  $272,450  had  been  expended  on  this  project, 
of  wnich  $73,751.03  had  been  applied  to  maintenance.  At  that  date 
the  project  was  completed,  except  that  the  dike  below  Stratford  was 
not  Duilt  to  the  full  projected  length  and  the  outer  arm  of  the  break- 
water was  only  about  4  feet  high  above  high  water,  5  feet  wide  on 
top,  and  the  side  slopes  much  steeper  than  called  for  by  the  project. 
A  channel  of  project  dimensions  had  been  dredged  from  the  mouth  of 
the  river  to  Derby,  but  had  deteriorated  from  the  action  of  spring 
freshets  and  been  redredged  from  time  to  time. 

On  Jime  30,  1909,  7  feet  draft  at  mean  low  water  could  be  carried 
across  the  outer  bar  and  thence  to  Derby.  The  mean  rise  of  tide  at 
Derby  is  4.2  and  at  the  mouth  of  the  river  about  6.3  feet.  The  work 
done  has  enabled  vessels  to  enter  the  lower  river  in  safetv  instead  of 
waiting  for  high  tide  in  an  exposed  situation  outside.  A  large  part 
of  the  conmierce  could  not  have  been  carried  on  without  the  improved 
channel.  The  navigable  channel  to  Derby  materially  reduces  freight 
rates  at  that  and  adjacent  towns,  as  otherwise  all  freight  would  have 
to  be  handled  by  rail  and  with  no  competition. 

The  commerce  is  largely  in  coal.  A  considerable  quantity  of  oys- 
ter shells  is  shipped  from  near  the  mouth  of  the  river.  The  reported 
tonnage  for  the  calendar  year  1908  was  77,895,  valued  at  $378,980.52. 

The  available  balance  and  the  appropriation  asked  for  will  be  ap- 
plied to  redredging  at  the  bar  channels,  where  needed,  and  in  continu- 
ing work  on  the  breakwater. 

July  1, 1908,  balance  unexpended $9,976.78 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 6,000.00 

14,976.78 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |9, 501. 33 

For  maintenance  of  improvement 475. 45 

9,976.78 

July  1, 1909,  balance  unexpended 6,000.00 

July  1, 1909,  outstanding  liabilities 1. 65 

July  1,  1909,  balande  available 4, 998. 35 

July  1, 1909,  amount  covered  by  imcompleted  contracts 4, 900. 00 

Amount  (estimated)  required  for  completion  of  existing  project 76, 325. 58 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Jul^r  1,  1909 45,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  D  11.) 

IS.  Bridgeport  Harbor,  Connecticut — ^This  consists  of  a  shallow 
bay,  about  1  mile  wide  at  the  mouth  and  1^  miles  long,  into  the  ex- 
treme northwest  comer  of  which  empties  the  Po(}uonock  River,  a 
small  tidal  stream  navigable  for  about  1  mile,  and  into  the  northeast 
comer  another  small  stream  about  three-fourths  of  a  mile  long,  known 
as  Johnsons  River.    Midway  between  these  two  streams  is  Yellow 
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Mill  pond,  a  tidal  basin  about  1  mile  in  length.  Black  Rock  Harbor, 
now  considered  part  of  Bridgeport  Harbor,  lies  about  2J  miles  to  the 
westward.  Botn  harbors  are  inner  portions  of  a  large  bay  of  Long 
Island  Soxmd  lying  between  the  eastern  part  of  Stratford  roint  and 
Fairfield  reef.  Black  Rock  Harbor  is  about  one-half  mile  wide  at  the 
mouth  and  1  mile  long,  with  two  branches  at  its  head,  the  east  one  a 
mile  long,  known  as  Cedar  Creek,  and  the  west  one  about  three-fourths 
of  a  mile  long,  known  as  Burr  Creek. 

The  original  low-water  depths  were  as  follows:  On  the  bar  at  the 
mouth  of  Bridgeport  Harbor,  about  5  feet:  in  the  Poquonock  River, 
from  2  to  6  feet;  in  Johnsons  River,  nearfy  bare  in  upper  half;  Yel- 
low Mill  p^d,  generally  bare;  in  Cedar  Creek,  2  to  4  feet;  and  in 
Burr  CreeK,  nearly  bare. 

Congress  appropriated  $10,000  in  1836  and  an  equal  amount  in 
1852  for  improving  the  main  Bridgeport  Harbor.  Tnese  sums  were 
expended  in  dredffmg  near  the  mouth  of  the  harbor,  making  channels 
60  to  100  feet  wide  and  8  feet  deep  or  more  at  low  tide.  The  depth 
did  not  prove  permanent.  In  1871  and  at  various  times  thereafter  the 
original  project  was  enlarged  to  afford  a  15-foot  main-harbor  channel, 
a  12-foot  channel  200  feet  wide  in  Yellow  Mill  pond  to  Stratford 
avenue,  a  9-foot  Poquonock  River  channel,  a  12-foot  anchorage,  and 
to  protect  the  harbor  entrance  by  two  breakwaters,  all  estimated  to 
cost  $285,000.  This  project  was  completed  in  1898,  except  as  to 
capacity  of  the  15-foot  channel. 

The  amoimt  expended  on  the  projects  above  named  was  $3 17,848.50. 

At  Black  Rock  Harbor,  between  1836  and  1838,  $21,550  was  ex- 
pended in  building  a  sea  wall  across  a  breach  in  the  southern  part  of 
Fayerweather  Island.  In  1884  a  project  was  adopted  for  protecting 
the  upper  part  of  Black  Rock  Harbor  by  a  breakwater  about  one-haff 
mile  long  oetween  Fayerweather  Island  and  the  mainland  and  for 
making  a  6-foot  channel  80  feet  wide  in  Cedar  Creek.  The  channel 
had  been  made,  the  breakwater  built  to  full  length,  but  with  reduced 
cross  section,  and  the  project  was  considered  as  completed  July  1, 
1894.  Subsequently  repairs  were  made  on  the  old  sea  wall  on  Fayer- 
weather Island.  Tne  amount  expended  for  Black  Rock  Harbor  as  a 
separate  improvement  was  $72,900. 

Tor  details  of  original  projects  and  their  modifications  see  Annual 
Reports  of  the  Chief  of  Engineers,  1902,  pages  133  and  134,  and  1903, 
pages  116  and  117. 

Li  the  act  of  March  3,  1899,  Congress  adopted  a  project  for  Bridge- 
I>ort  Harbor  which  provided,  at  an  estimated  cost  or  not  exceedmg 
$300,000,  for— 

First.  The  main  channel,  18  feet  deep,  300  feet  wide  from  the  outer 
bar  to  the  inner  beacon,  thence  200  feet  wide  to  the  lower  or  Stratford 
Avenue  Bridge  across  the  Poquonock  River. 

Second.  Three  anchorage  basins:  One  18  feet  deep,  500  feet  wide, 
and  2,000  feet  long  adjoining  the  main  channel  on  the  west  above 
the  inner  beacon;  one  12  feet  deep,  500  feet  wide,  and  900  feet  long 
adjoining  the  main  channel  on  the  west  between  the  18-foot  anchorage 
and  Naugatuck  wharf,  and  one  12  feet  deep  at  east  side  of  channel 
between  the  steel  works  point  and  the  lower  bridge. 

Third.  Poquonock  River  channel,  from  the  lower  bridge  to  the 
head  of  navigation,  about  1  mile,  12  feet  deep  and  100  feet  wide. 
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Fourth.  Yellow  Mill  channel,  from  the  main  channel  to  the  head  of 
Yellow  Mill  pond,  about  1  mile,  12  feet  deep  and  100  feet  wide. 

Fifth.  Johnsons  River  channel,  from  the  main  channel  to  the  head 
of  navigation,  about  li  miles,  9  feet  deep  and  100  feet  wide. 

Sixth.  Black  Rock  channel,  from  the  head  of  Black  Rock  Harbor 
to  the  jimction  of  Cedar  and  Burr  creeks,  thence  up  each  of  these 
creeks  to  the  head  of  navigation,  with  lengths,  respectively,  of  1} 
miles  and  one-half  mile,  9  feet  deep  and  100  feet  wide. 

Seventh.  The  repair  and  maintenance  of  the  outer  and  inner  break- 
waters of  the  main  channel,  and  the  one  connecting  Fayerweather 
Island  with  the  mainland  as  now  built,  and  the  construction  and 
maintenance  of  shore  protection  on  Fayerweather  Island  td  check  the 
shifting  of  the^  beach. 

An  appropriation  of  $50,000  was  made  in  the  act  cited  and  a  con- 
tinuing contract  authorized,  under  which  work  was  begun  July  9, 
1900,  and  carried  on,  with  many  interruptions  and  delays,  until  Jan- 
uary 1,  1906,  at  which  time  the  contract  was  61  per  cent  completed. 
On  account  of  the  unsatisfactory  progress  this  contract  was  annulled 
May  10,  1906,  and  the  work  relet.  Work  under  the  new  contract 
was  commenced  July  25,  1906^  and  completed  May  17,  1907,  complet- 
ing the  project  as  authorized  m  1899,  except  a  section  of  Burr  Creek, 
the  inner  end  of  Yellow  Mill  channel,  and  the  inner  end  of  Johnsons 
River,  where,  on  accoimt  of  ledge  rode,  the  full  project  dimensions 
of  the  channels  were  not  obtained. 

The  amount  expended  on  this  project  to  June  30,  1909,  was 
$233,912.50,  of  which  $33,026.91  was  applied  to  maintenance,  making 
the  total  expended  on  all  projects  prior  to  that  now  existing  $624,661. 

The  act  of  March  2, 1907,  authorized  the  extension  of  the  project  to 
include  an  anchorage  basin  22  feet  deep,  1,280,000  square  feet  m  area 
opposite  the  inner  breakwater,  deepenmg  the  main  entrance  channel 
to  22  feet  as  far  as  the  inner  end  of  the  22-foot  anchorage  basin,  an 
additional  12-foot  anchorage  basin  608,600  square  feet  in  area  north- 
west of  the  22-foot  basin,  and  two  breakwaters  for  the  protection  of 
the  deep  anchorage  basin,  at  an  estimated  cost  of  $463,000.  The 
act  appropriated  $113,000,  and  authorized  continuing  contracts  in 
the  additional  sum  of  $350,000  for  completing  the  work  authorised. 
Of  this  amount  $210,000  is  yet  to  be  appropriated. 

Reports  of  examination  and  survey  contaming  the  enlarged  project 
are  printed  in  House  Documents  Nos.  275  and  521,  Fifty-nintn  Con- 
gress, second  session. 

Contracts  for  the  completion  of  the  work  authorized  by  the  act 
of  March  2,  1907,  have  been  made.  The  breakwaters  and  the  12- 
foot  anchorage  basin  have  been  completed  and  the  deepening  of  the 
main  channel  commenced. 

The  amount  expended  on  the  project  of  1907  to  June  30,  1909, 
was  $131,067.78,  of  which  $2,943.64  was  applied  to  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1908,  through 
the  improved  channels  at  mean  low  tide  is  about  18  feet  throiigh  the 
main  cnannel  from  the  outer  end  to  the  lower  bridge;  in  the  roquo- 
nock  River,  about  11  feet;  in  the  Yellow  Mill  channel,  12  feet;  in 
Johnsons  River,  9  feet;  at  Black  Rock,  9  feet  to  the  head  of  naviga- 
tion in  both  branches  of  Cedar  Creek;  in  Burr  Creek,  about  7  f©®* 
to  its  head.    The  mean  rise  of  tide  is  6.5  feet. 
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The  balance  on  hand  and  additional  appropriations  will  be  applied 
to  completing  the  project  and  to  maintenance. 

The  work  done  has  greatly  facilitated  the  navigation  of  the  harbor 
and  made  the  present  commerce  possible  and  materially  reduced 
freight  rates. 

Tae  commerce  of  this  harbor  is  chiefly  in  coal,  lumber,  iron,  build- 
ing material,  petroleum  products,  oysters,  and  general  merchandise. 
Tonnage  reported  for  calendar  year  1908  was  890,895  tons,  valued  at 
$37,572,196.20. 

July  1, 1908,  balance  unexpended $107,108.13 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 10,000.00 

Amount  appropriated  by  fundry  civil  act  approved  March  4,  1909 100, 000. 00 

217,108.13 
June  96, 1909,  amount  expended  durine  fiscal  year: 

Deposited  with  Treaaurer  of  United  Stotes $218. 04 

For  works  of  improvem^it 73, 498. 27 

For  maintenance  of  improvement 2, 943. 64 

76, 654. 95 

July  1, 1909,  balance  unexpended 140,453.18 

July  1, 1909,  outstanding  liabilities 11,503.01 

July  1, 1909,  bahmce  available 128,950.17 

July  1, 1909,  amount  covered  by  uncompleted  contracts 107, 709. 62 

AxEfeount  (estimated)  required  fer  completion  of  existing  project 210, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1, 1909 20, 000. 00 

Submitted  in  conrpliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  D  12.) 

IS.  NorvxjJJc  Harbor,  Carmeciicut. — ^This  harbor  consists  of  the 
tidal  part  of  Norwalk  River  extending  from  Norwalk,  the  head  of 
navigation,  to  the  river  mouth,  about  3  miles,  and  of  an  outer  or  main 
harbor  lying  between  Norwalk  Islands  and  the  mainland.  South 
Norwalk  is  on  the  west  bank,  about  H  miles  below  Norwalk.  The 
original  depth  in  the  river  up  to  South  Norwalk  was  about  5  feet; 
between  there  and  Norwalk  the  river  bed  was  nearly  bare  at  low  tide. 

The  siun  of  $80  was  expended  in  the  year  1829  in  making  a  survey 
of  the  harbor  in  accordance  with  the  act  of  Congress  approved  March 
2  of  that  year. 

The  original  project,  adopted  under  the  act  of  June  10,  1872,  and 
modified  by  the  terms  of  the  act  of  Jime  14, 1880.  provided  for  a  chan- 
nel 100  feet  wide  and  8  feet  deep  from  the  outer  narbor  to  South  Nor- 
walk, and  thence  6  feet  deep  to  Norwalk.  This  project  was  considered 
completed  in  1892  at  a  cost  of  $83,000,  although  portions  of  the  chan- 
nel between  Norwalk  and  South  Norwalk  were  only  60  feet  wide. 
The  act  of  August  18,  1894,  approi)riated  $16,000  for  improving  the 
inner  harbor,  and  indicated  tne  points  where  work  was  to  be  done. 
In  accordance  therewith  a  project  was  adopted  for  removing  to  6  feet 
depth  the  shoal  at  Ferrysromt,  below  Norwalk,  andL  if  funds  per- 
mitted^ for  widening  with  depth  of  9  feet  the  bend  at  Keysers  Island, 
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near  the  river  mouth.  This  project  was  completed  in  1897  at  a  cost 
of  $15,000.  A  project  adopted  by  the  act  of  June  3,  1896,  provided 
for  a  channel  10  feet  deep  and  150  feet  wide  from  the  outer  harbor  to 
South  Norwalk,  widening  two  points  near  the  entrance,  and  the 
maintenance  of  this  channel  ana  the  6-foot  channel  between  South 
Norwalk  and  Norwalk,  at  estimated  firat  cost  of  $62,000,  and  $2,000 
annually  for  maintenance.  This  project  was  completed  October  3, 
1905;  the  amount  expended  on  it  was  $36,833,  of  which  $15,516.89 
was  expended  for  mamtenance. 

The  present  project,  adopted  by  the  act  of  March  2,  1907,  provides 
for  the  restoration  of  the  channel  10  feet  deep  and  150  feet  wide  to 
South  Norwalk,  for  a  channel  8  feet  deep  of  a  general  width  of  100 
feet  from  South  Norwalk  to  Norwalk,  and  for  a  channel  6  feet  deep, 
2,900  feet  long,  of  a  general  width  of  75  feet,  to  the  docks  at  East 
Norwalk,  and  for  maintenance  of  these  channels,  at  an  estimated  first 
cost  of  $65,500,  and  $8,000  per  annum  for  maintenance. 

Channels  of  the  full  dimensions  called  for  by  this  project  were  com- 
pleted September  19,  1908.  The  amount  expended  on  this  project 
to  June  30,  1909,  was  $52,963.43,  of  which  $8,858.41  was  expended 
for  maintenance. 

The  maximum  draft  that  could  be  carried  at  low  water  June  30, 
1909,  to  the  South  Norwalk  docks  was  10  feet,  to  the  Norwalk  docks 
8  feet,  and  to  the  East  Norwalk  docks  6  feet.  The  mean  rise  of  tide 
is  7.1  feet. 

For  reference  to  reports  and  maps  regarding  this  harbor  and 
former  projects,  see  Annual  Report  of  the  Chief  of  Engineers  for 
1904,  page  103.  For  present  project,  see  House  Document  No.  262, 
Fifty-ninth  Congress,  second  session. 

The  available  balance  and  the  appropriation  asked  for  will  be 
appUed  to  maintenance  of  the  improvements. 

The  commerce  of  this  harbor  is  mainly  in  coal,  oysters,  Imnber, 
wood  pulp,  building  material,  and  general  merchandise,  and  on  all 
these  items  the  improvement  has  effected  a  material  reduction  in 
freight  rates.  The  reported  tonnage  for  calendar  year  1908  amounted 
to  199,465  tons,  valued  at  $19,359,751.28. 

July  1, 1908,  balance  unexpended $36,268.99 

June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $25, 236. 09 

For  maintenance  of  improvement 496.33 

25,732.42 

July  1, 1909,  balance  unexpended 10,536.67 

July  1, 1909,  outstanding  liabilities 2L62 

July  1,  1909,  balance  available 10, 515. 06 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 8,000.00 

Submitted  in  compliance  with  re<}uirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  D  13.) 

14*  Harbors  cU  FivemUe  River,  Stamford,  SoxjUhpori,  Oreenwich, 
and  Westvori,  and  Sauqatuck  River,  Connecticut. — (a)  FivemUe 
River  Harhor. — ^This  is  a  tidal  inlet  about  1  mile  long  and  from  100 
to  1^000  feet  wide.    The  natural  low-water  depth  at  the  mouth  was 
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about  3  feet,  shoaling  to  zero  about  halfway  up  the  harbor  and  to 
about  plus  2.5  feet  at  extreme  head.  The  original  and  present  project 
of  improvement,  adopted  imder  authority  or  the  act  of  August  11, 
1888,  provides  for  a  dredged  channel  8  feet  deep  and  100  feet  wide, 
extenoing  up  the  harbor  about  6,000  feet  from  its  mouth.  The  esti- 
mated cost  nrom  the  beginning,  as  revised  in  1894,  was  $45,000. 

For  further  details  regarding  this  harbor,  see  page  192,  Annual 
Report  of  the  Chief  of  Engineers,  1901. 

Up  to  June  30,  1909,  $39,790.44  had  been  expended  on  this  project, 
of  wnich  $4,300  had  been  for  maintenance.  At  that  date  a  channel 
of  project  dimensions  had  been  dredged  about  5,400  feet  up  the  har- 
bor and  thence  about  200  feet  farther  with  project  depth  and  widths 
of  25  to  75  feet.  No  dredging  has  been  done  above  this  point.  About 
82  per  cent  of  the  project  is  completed. 

The  maximum  (fraft  that  could  be  carried  to  the  upper  end  of  the 
improved  channel  is  7  feet,  and  no  navigation  is  possible  beyond 
this  point  except  at  high  tide,  when  a  draft  of  from  4  to  4J  feet  can 
be  carried  about  1,400  feet  farther  to  the  head  of  navigation.  The 
mean  rise  of  tide  is  7.2  feet. 

The  future  appropriations  will  be  appUed  toward  maintenance  and 
completion  of  the  project  by  widening  the  channel  to  project  dimen- 
sions and  extending  it  upstream  as  fimds  permit. 

The  commerce  of  this  harbor  is  mainly  confined  to  the  oyster  in- 
dustry, which  could  not  be  carried  on  to  its  present  extent  without 
the  improved  channel.  Traffic  reported  for  calendar  year  1908 
amounted  to  21,986  tons,  valued  at  $353,009.50. 

July  1, 1908,  balance  unexpended $210. 06 

June  30,  1909,  amount  expended  during  fifical  year: 

For  works  of  improvement $0. 50 

Amount  transferred  to  Stamford  Harbor 209. 56 

210.06 


Amount  (estimated)  required  for  completion  of  existing  project 9, 300. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance («) 

Submitted  in  compliance  with  requirements  of  sundrv  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(&)  Stamford  Barber. — This  consists  of  a  bay  on  the  north  shore 
of  Long  Island  Sound  and  of  two  tidal  inlets  known  as  the  east  and 
west  branches,  extending  to  the  head  of  navigation  at  the  city  of 
Stamford.  The  original  depth  in  the  west  branch  was  from  1  foot 
to  3  feet,  CTadually  increasing  in  the  bay  to  a  depth  of  12  feet.  The 
east  bran(3x  was  oririnally  a  small  marshy  creek,  deepened  by  private 
dredging  to  a  deptn  of  about  8  feet  and  whicn  had  shoaled  so  that 
when  work  was  begun  by  the  Government  in  1892  the  available  depth 
was  only  about  6J  feet. 

The  original  project,  adopted  imder  authority  of  the  river  and 
harbor  act  of  1886,  was  for  a  6-foot  channel  80  feet  wide  to  the  head 
of  the  west  branch.  This  was  considered  completed  in  1892  after  an 
expenditure  of  $20,000,  the  channel  being  5  feet  deep  and  100  to  140 
feet  wide  at  the  bends,  but  only  from  50  to  70  feet  wide  for  the  last 
thousand  feet  at  the  upper  end. 

a  See  consolidated  money  statement  on  page  123. 
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The  present  project,  adopted  under  authority  of  the  act  of  July  13, 

1892,  provides  for  a  cnannel  in  the  west  brancn  7  feet  deep,  150  feet 
wide,  and  about  1\  miles  long,  with  a  basin  of  same  deptn  between 
harbor  lines  at  the  head  of  the  harbor,  and  in  the  east  branch,  as 
approved  October  5,  1892,  a  channel  9  feet  deep  and  100  feet  wide 
for  a  length  of  about  8,535  feet  and  50  feet  wide  for  about  1,200  feet 
farther  to  the  head  of  the  harbor.  The  estimated  cost  was  $123,500. 
A  modification  to  give  increased  width  at  upper  end  of  east  branch 
was  approved  February  12,  1901. 

For  reports  on  surveys  and  projects,  see  Annual  Report  of  the 
Chief  of  Engmeers,  1884,  Part  1,  page  672;  1891,  Part  1,  page  849; 

1893,  page  954  (map,  p.  956). 

Up  to  June  30, 1909,  $128,260.53  had  been  exj>ended  on  this  project, 
of  wnich  $32,51 1  had  been  for  maintenance.  At  that  date  the  channel 
in  the  east  branch  had  been  completed  to  full  project  dimensions;  the 
channel  in  the  west  branch  had  been  dredged  to  project  dimensions 
from  its  outer  end  to  the  south  end  of  the  basin;  a  portion  of  the 
south  end  of  the  basin  completed  and  a  channel  with  a  general  width 
of  125  feet  dredged  along  both  sides  and  across  the  upper  end  of  the 
basin.  The  available  depth  which  could  be  carried  June  30,  1909, 
to  the  extreme  head  of  the  west  branch  was  7  feet  and  9  feet  through 
the  east  branch  channel  to  its  head.     The  mean  rise  of  tide  is  7.4  feet. 

The  appropriation  asked  for  will  be  appUed  toward  maintenance 
and  completion  of  the  project. 

The  commerce  of  this  harbor  consists  mainly  of  coal,. lumber,  stone, 
sand,  clay,  ores,  and  steamboat  freight.  The  reported  tonnage  for 
calendar  year  1908  amounted  to  343,810  tons,  valued  at  $10,439,840.34. 
The  improvements  made  have  rendered  it  possible  for  the  steamers  to 
run  on  schedule  time  and  to  enter  the  harbor  at  any  stage  of  the  tide, 
which  they  were  unable  to  do  previously,  and  have  materially  reduced 
freight  rates. 

July  1, 1908,  balance  unexpended $12, 087. 01 

Amount  transferred  from  Fivemile  (River  Harbor) $209. 66 

Amount  transferred  from  Greenwich  Harbor 939. 97 

1, 149. 53 


13, 236. 54 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       13 ,  236. 54 

Amount  (estimated)  required  for  completion  of  existing  project 28, 900. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Souihport  Harbor, — This  is  a  tidal  part  of  Mill  River  at  town 
of  Southport,  about  1  mile  long  and  averaging  less  than  100  yards 
wide,  llie  original  depth  was  probably  less  than  2  feet  at  the  en- 
trance to  the  harbor,  shoaling  to  aboutplus  1  foot  at  the  upper  end. 
Work  was  begun  in  this  harbor  by  the  Grovemment  in  1829  and  pros- 
ecuted with  various  intermissions  until  1878.  During  this  time  a 
dike  inside  and  breakwater  or  jetty  outside  were  built,  and  a  channel 
60  feet  wide  and  4  feet  deep  dredged  across  the  outer  bar.     In  1878  a 

a  See  consolidated  money  statement  on  page  123. 
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project  was  adopted  for  dredging  a  channel  100  feet  wide  and  4  feet 
deep  across  the  bar  and  upstream  1,200  feet  from  the  outer  end  of 
the  jetty,  and  thence  in  a  bifurcated  channel  to  the  nearest  docks. 
In  1882  this  project  was  reported  as  substantially  completed, 
$31,587.23  having  been  spent  since  the  beginning  of  work  in  1829. 

The  present  project,  adopted  by  act  of  dime  13.  1902,  is  to  dredge 
a  channel  6  feet  deep  through  the  outer  bar  to  tne  upper  docks  100 
feet  wide  to  the  turn  a]>ove  White  Rock,  and  thence  in  two  branches, 
each  60  feet  wide;  to  repair  the  breakwater  and  to  remove  two  points 
of  ledge  from  the  channel  to  a  depth  of  7  feet.  The  original  esti- 
mated first  cost  of  this  improvement  was  $13,200,  and  for  yearly  main- 
tenance $300,  to  be  expended  biennially,  but  on  account  of  the  devel- 
opment of  two  additional  outcroppings  of  ledge  during  the  dredging 
it  became  evident  that  this  estimate  would  be  greatly  exceeded  before 
the  work  could  be  completed,  and  in  1906  the  estimated  cost  was  in- 
creased to  $15,111  for  this  work. 

For  further  details  r^arding  this  harbor  and  its  former  projects, 
see  Annual  Report  of  the  Chief  of  Engineers,  1897,  page  98B. 

Up  to  June  30,  1909,  $20,348.51  had  been  expended  on  this  project, 
of  wnich  $1 ,677.53  had  been  for  maintenance.  At  that  date  a  channel 
of  project  depth  and  75  to  100  feet  width  had  been  dredged  to  the 
turn  aoove  White  Rock,  and  thence  with  full  depth  and  widths  of  40 
to  60  feet  up  the  east  branch  and  along  the  dock  front  for  about  200 
feet;  two  points  of  ledge  rock  had  been  removed,  and  the  breakwater 
repaired.    About  65  per  cent  of  the  project  is  completed. 

The  mftTimiim  draft  that  can  be  carried  through  the  improved  por- 
tion of  the  channel  is  6  feet.  Above  this  point,  where  no  dredging 
has  been  done,  a  draft  of  3  to  4^  feet  can  be  carried  to  the  upper  docte 
at  low  tide.  Above  the  upper  end  of  the  projected  channels  the  har- 
bor is  navigable  only  at  high  tide  and  for  a  distance  of  about  half  a 
mile.     The  mean  rise  of  tide  is  6.6  feet. 

The  improved  channel  permits  vessels  of  not  exceeding  6  feet  draft 
to  enter  the  harbor  without  being  compelled  to  wait  outside  the  bar 
in  an  exposed  situation  for  the  tide  to  rise. 

The  appropriation  asked  for  will  be  applied  toward  maintenance 
and  completing  the  project. 

The  commerce  of  this  harbor  consists  mainly  of  farm  produce,  gen- 
eral merchandise,  oysters,  and  coal.  The  reported  tonnage  for  cal- 
endar year  1908  amoimted  to  6,821.  valued  at  $66,060. 

The  effect  of  the  improvement  on  freight  rates,  if  any,  is  not  known. 

July  1, 1908,  balance  unexpended |1, 942. 09 

Amount  transferred  from  Greenwich  Harbor 469.  61 


2,401.60 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $2, 100.  50 

For  maintenance  of  improvement 301. 10 

2,401.60 

Amount  (estimated)  required  for  completion  of  existing  project 18,  111.  00 

^Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

A  See  consolidated  money  statement  on  page  123. 
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(d)  Qreemmch  Harbor, — ^This  is  a  shallow  bay  about  2  miles 
east  from  the  New  York  state  line,  extending  about  a  mile  north- 
ward from  Long  Island  Sound.  The  original  low-water  depth  was 
about  6  feet  to  the  lower  docks.  Above  this  point  it  shoaled  rap- 
idly to  3  feet  1,000  feet  above  and  to  about  plus  2  at  the  head  of  the 
harbor.  The  original  and  present  project,  adopted  in  the  act  of 
June  3,  1896,  is  to  dredge  a  channel  90  feet  wide  from  the  mouth  of 
the  harbor  to  the  causeway  at  its  head,  a  distance  of  about  a  mile,  to 
be  9  feet  deep  to  the  steamboat  dock  and  6  feet  deep  above,  the  upper 
end  to  be  enlarged  to  form  a  turning  basin.  Tne  estimated  nrst 
cost  was  $20,000.  Page  860,  Annual  Keport  of  the  Chief  of  Engi- 
neers, 1895,  gives  report  of  examination  upon  which  the  project  is 
based.  Up  to  June  30,  1909,  $21,090.60  had  been  expended  on  this 
project,  of  which  $4,073.41  had  been  for  maintenance. 

This  project  was  completed  September  23,  1905.  The  work  done 
has  enaoled  vessels  to  enter  the  harbor  with  9  feet  draft  at  low  tide, 
thus  permitting  the  regular  steamer  to  make  trips  without  waiting 
for  tide.  Above  the  steamboat  dock  a  draft  of  6  feet  can  be  carried 
at  low  tide  to  the  head  of  navigation.  The  mean  rise  of  tide  is  7.5 
feet. 

Map  of  survey  made  in  June,  1908.  with  reference  to  need  of  main- 
tenance and  the  location  and  identincation  of  harbor  lines  was  com- 
pleted during  the  fiscal  year. 

The  appropriation  asked  for  will  be  applied  to  maintenance  of  the 
improvement. 

The  commerce  of  this  harbor  consists  mainly  of  coal,  lumber,  build- 
ing material,  and  general  merchandise.  The  reported  tonnage  for 
calendar  year  1908  amounted  to  76,160,  valued  at  $9,778,000. 

The  effect  of  the  improvement  on  freight  rates,  if  any,  is  not 
known. 

July  1,  1908,  balance  unexpended $2, 188. 82 

June  30,  1909,  amount  expended  during  fiscal  year  for  main- 
tenance of  improvement |512. 42 

Amount  transferred  to — 

Stamford  Harbor $939.  97 

Southport  Harbor 459.  51 

Westport  Harbor 270.99 

1,670.47 

2,182.89 

July  1, 1909,  balance  unexpended 5.93 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  bakmce  unex- 
pended July  1, 1909 ; (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1§99. 

(e)  Westport  Harbor  and  Saugatucic  River,  Connecticut — For  de- 
scription of  these  locaUties  and  statement  of  work  imder  original 
project  of  1826,  and  its  modifications  to  about  1871,  see  AnnualRe- 
port  of  the  Chief  of  Engineers  for  1901,  page  189.  The  total  amount 
expended  for  the  same  is  $19,444. 

The  present  project,  adopted  in  1892,  originally  provided  for  a 
channel  4  feet  deep  and  60  feet  wide  up  to  Westport,  at  an  estimated 
cost  of  $10,000. 

o  See  conaolidated  money  statement  on  page  123. 
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As  a  result  of  a  survey  authorized  by  the  act  of  Au^t  18,  1894, 
the  project  was  modified  in  1896  to  provide  for  repairing  the  Cedar 
Point  breakwater,  removing  a  ledge  opposite  Stony  Point,  or  dredg- 
ing around  it,  and  removing  bowlders  from  the  cnannel,  at  an  esti- 
mated cost  of  $8,000,  and  the  total  estimated  cost  was  in  consequence 
increased  to  $18,000. 

A  sketch  of  this  riv^  and  harbor  is  printed  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1894,  page  670,  and  report  of  the  sur- 
vey authorized  in  1894  is  printed  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1896  and,  with  map,  in  House  Docimient  No.  67, 
Fifty-fourth  Congress,  first  session. 

Tne  tiotal  amount  expended  on  the  present  project  up  to  the  close 
of  the  fiscal  year  ending  June  30,  1909,  was  $15,270.99,  of  which 
$  1 09 .44  was  for  maintenance.  The  4-foot  channel  had  been  completed 
to  Westport,  head  of  navigation,  with  width  generally  of  60  feet,  the 
ledge  opposite  Stony  Point  removed,  and  the  Cedar  Point  breakwater 
repaired  and  extended.  About  70  per  cent  of  the  project  is  com- 
pleted.    The  mean  rise  of  tide  is  about  7  feet. 

Completion  of  the  project  requires  further  removal  of  bowlders 
and  dredging  to  full  project  dimensions  at  the  channel  opposite  West- 
port.  Improvements  made  have  rendered  navigation  of  the  river 
practicable  at  less  than  half-tide  stages  by  vessels  plying  there. 

Future  appropriations  will  be  applied  to  maintenance  and  the  com- 
pletion of  tne  project. 

The  commerce  comprises  coal,  lumber,  farm  produce,  and  steam- 
boat freight.  The  reported  tonnage  for  calendar  year  1908  was 
11,604,  valued  at  $43,655. 

The  effect  of  the  improvement  on  freight  rates,  if  any,  is  not  known. 

July  1, 1908,  balance  unexpended $1,849.22 

Amount  transferred  from  Grreenwich  Harbor 270.99 

2, 120. 21 
June  30, 1909,  amoimt  expended  during  fiscal  year: 

For  works  of  improvement $2, 107. 69 

For  maintenance  of  improvement 12.  52      ^  ^ 

^  2, 120. 21 

Amoimt  (estimated)  required  for  completion  of  exising  project 3, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOUDATED. 

July  1, 1908,  balance  unexpended $18,277.20 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |17, 445. 23 

For  maintenance  of  improvement 826.04    -q  „_-  ^^ 

— — ^— — — —     lo,  271.  27 

July  1, 1909,  balance  unexpended 5.93 

Amount  (estimated)  required  for  completion  of  existing  project 54, 311. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 ' 48, 411. 00 

Submitted  in  compliance  with  re<)uirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  D  14.) 

•  See  consolidated  money  statement  on  this  page. 
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15.  Removing  sunken  vessels  or  craft  obstructing  or  endangerina  navi- 
gation—  Wreck  of  Schooner  Menawa, — ^This  vessel,  loaded  with  lath, 
was  m  collision  on  July  18, 1908,  with  U.  S.  S.  Mayflower  and  seriously 
damaged.  On  July  27  the  schooner  was  towed  into  New  Haven  har- 
bor by  the  IT.  S.  tug  ApacJiee  and  left  in  a  position  dangerous  to  navi- 
gation. Circular  proposals  were  issued  for  the  removal  of  the  wreck, 
the  bid  of  Reed  &  Farrar,  $376,  accepted.  A  portion  of  the  cargo 
was  recovered  and  the  removal  of  the  wreck  completed  in  October, 
1908. 

Wreck  of  lighter ,  nmne  unhnown. — This  vessel,  originally  a  wooden 
sloop  about  70  feet  long,  was  abandoned  about  six  years  ago  and 
left  on  the  mud  flats  on  the  west  bank  of  the  Poquonock  River, 
Bridgeport  Harbor.  The  hulk  gradually  slid  out  to  a  point  where  it 
became  an  obstruction  to  navigation.  Proposals  for  tne  removal  of 
the  wreck  were  issued  in  April,  1909,  the  bia  of  the  T.  A.  Scott  Com- 
pany (Incorporated),  $290,  accepted,  and  the  wreck  entirely  removed 
m  May,  1909. 

(See  Appendix  D  15.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  FIRST  NEW  YORK, 
NEW  YORK,  DISTRICT. 

This  district  was  in  the  chaise  of  Col.  John  G.  D.  Knight,  Corps  of 
Enrineers,  to  January  15.  1909,  in  the  temporary  charge  of  Col. 
D.  W.  Lockwood,  Corps  or  Enrineers,  from  January  15  to  February 
19,  1909,  and  in  the  cha^e  of  Col.  W.  M.  Black,  Corps  of  Enmneers, 
since  the  latter  date.  Division  engineer,  Col.  John  G.  D.  Knight, 
Corps  of  Engineers. 

1.  Port  Cfnester  Harbor,  New  York, — This  harbor,  situated  at  the 
boundary  between  the  States  of  New  York  and  Connecticut,  consists 
of  the  tidal  part  of  Byram  River  and  of  a  bay  at  its  mouth  opening 
into  Long  Island  Sound.  The  depth  in  the  river  before  improvement 
was  1  foot,  and  Salt  rock,  in  the  river,  and  Sunken  rock,  m  the  bay, 
were  considered  to  be  dangerous  obstructions. 

The  original  project  for  this  improvement  was  adopted  in  1872  and 
modified  in  1884  and  1888.  It  proposed  to  remove  Salt  rock  to  9  feet 
below  mean  low  water,  to  build  a  breakwater  from  Sunken  rock  to 
Bvram  Point,  and  to  dredge  and  maintain  a  channel  to  the  Fort 
Chester  wharves,  at  a  total  cost  of  $57,000.  Up  to  1899,  at  a  total 
cost  of  $52,000,  this  project  had  been  completed,  except  the  dredging 
in  the  upper  harbor. 

The  existing  project,  approved  March  3, 1899,  provides  for  a  chan- 
nel 12  feet  deep  at  mean  low  water  and  70  feet  wide  from  deep  water 
in  the  bay  up  to  the  town  wharf,  at  Fox  Island,  and  thence  9  feet 
deep  and  60  feet  wide  to  the  steamboat  wharf,  the  work  to  be  done  by 
dredging  and  rock  removal.  Estimated  cost,  $25,000.  By  act  of 
1907  the  project  was  extended  to  include  removal  of  ledges  of  rock 
opposite  tne  southerly  point  of  Fox  Island. 

Up  to  June  30,  1909,  $34,348.95  had  been  expended  on  the  present 
project;  of  this  amount  $11,348.95  was  for  maintenance.  There  was 
received  from  sale  of  maps  $0.75. 

Expenditures  during  tne  year  were  for  survevs  and  office  expenses. 

About  92  per  cent  of  the  work  proposed  under  the  present  project 
has  been  completed  and  has  resulted  in  making  a  channel  of  the 
projected  widtn  and  depth,  except  at  and  above  Fox  Island,  where 
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the  width  k  reduced  by  ledges  of  rock  the  removal  of  which  it  is 
estimated  will  cost  $15,750.  A  project  for  the  further  improvement  of 
the  harbor  is  printed  in  House  Document  No.  1165,  Sixtieth  Con- 
gress, second  session.  Should  this  project  be  adopted,  the  removal  of 
these  ledges  under  the  present  project  will  be  unnecessary.  Conse- 
quently no  fiscal  year  estimate  is  submitted  for  continuing  work  on  the 
existing  project,  pending  action  by  Congress  on  the  new  plan  of 
improvement  now  before  it  for  consideration. 

The  dredged  channel  has  shoaled  to  a  considerable  extent. 

Tlie  available  funds  and  the  additional  appropriation  recommended 
are  to  be  appUed  to  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  is  estimated  at  10^  feet  up  to  the  town  wharf;  thence  5i 
feet  to  the  steaniboat  wharf,  and  above  the  steamboat  wharf  2  feet. 
Mean  range  of  tides  7.4  feet.  The  head  of  navigation  is  at  a  fixed 
bridge  at  Mill  street,  about  900  feet  above  the  steamboat  dock.  The 
total  length  of  navigable  channel  from  Long  Island  Sound  to  the 
bridge  is  about  1^  mnes. 

The  tonnage  and  value  of  the  conmierce  of  this  harbor,  mainly  in 
coal,  building  materials,  manufactured  goods,  and  farm  produce,  as 
obtained  from  the  best  available  information,  are  as  follows: 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1898 

140,000 
160,500 
181.000 
327,500 
237,000 
240,000 

$4,936,000 
6,256.000 
7,260,500 
9,118.000 

900,000(?) 
3,940,000 

1904 

266,000 
293,000 
266,000 
276,000 
265,000 

$4,  MO,  000 

1809 

1905 

7,365,000 
6,870,000 

1900 

1906 

1901 

1907 

7,406,000 

1902 

1908 

7,365,000 

1903 

The  commerce  of  this  harbor  has  increased  with  the  improvement. 
So  far  as  has  been  ascertained,  the  improvement  of  this  narbor  has 
brought  about  a  reduction  in  freight  rates. 

Detailed  description  of  this  improvement  is  printed  in  Reports  of 
the  Chief  of  En^meers  for  1897,  page  1084,  and  1900,  page  1378. 
Sketches  of  the  nver  and  harbor  are  printed  in  Reports  or  the  Chief 
of  Engineers  for  1885,  page  658,  and  ror  1889,  page  716. 

Report  upon  examination  and  survey  of  rort  Chester  Harbor, 
made  in  1907-1908,  and  map  of  the  locaUty  are  printed  in  House 
Document  No.  1165,  Sixtieth  Congress,  second  session. 

July  1, 1908,  balance  unexpended $5, 611. 82 

Received  from  sales .75 


5,612.57 
460.  77 


June  dO,  1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement  

July  1, 1909,  balance  unexpended 5, 151.  80 

July  1, 1909,  outstanding  liabilities 28. 00 

July  1,  1909,  balance  available 5, 123.  80 

Amount  (estimated)  required  for  completion  of  existing  project 15,  750. 00 

*i —  ■ 
Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Siibmitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899, 

(3ee  Appendix  El.) 
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g.  Mamaroneck  Harbor j  New  YorTc. — ^This  harbor,  situated  on  the 
north  shore  of  Long  Island  Sound,  consists  of  a  narrow  inlet  opening 
into  a  shallow  bro^  bay.  Before  improvement,  the  channel  to  the 
old  steamboat  wharf,  half  a  mile  up  the  inlet,  had  a  depth  pf  6  feet 
at  mean  low  water,  ffradually  decreasing  to  1  foot  at  the  upper 
wharves.  Various  rocks  at  or  near  the  mouth  of  the  inlet  obstructed 
navigation. 

The  present  project,  approved  August  2,  1882,  and  modified  April 
27,  1899,  provides  for  the  removal  of  Round  rock  to  a  depth  of  4  reet 
and  Bush  rock  and  Inner  Steamboat  rock  to  a  depth  of  7  feet  at 
mean  low  water,  and  for  making  a  channel  7  feet  deep  at  mean  low 
water  and  100  feet  wide  from  the  harbor  entrance  to  the  upper 
wharves.     Estimated  cost,  $43,000. 

Up  to  Jime  30,  1909,  $40,000  had  been  expended  on  this  work;  of 
this  amount  $4,628.50  was  for  maintenance. 

About  82  per  cent  of  the  work  proposed  under  the  project  has  been 
completed,  and  has  resulted  in  mctking  a  channel ^th  a  uniform  depth 
of  7  feet  at  mean  low  water  and  a  width  of  from  70  to  100  feet  from 
the  harbor  entrance  to  the  turn  at  Hog  Island,  and  thence  100  feet 
wide  to  the  upper  wharves.  The  channel  has  probably  deteriorated 
to  a  consideraole  extent. 

The  appropriation  recommended  is  to  be  applied  toward  complet- 
ing the  improvement  and  to  maintenance. 

The  ma^^imum  draft  that  could  be  carried  June  30,  1908,  at  mean 
low  water  is  probably  less  than  7  feet.  Mean  range  of  tides,  8  feet. 
The  head  of  navigation  is  at  a  fixed  bridge  just  above  the  upper 
wharves.  The  total  length  of  navigable  channel  from  Long  Island 
Sound  is  about  1  mile. 

The  tonnage  and  value  of  the  commerce  of  this  harbor,  mainly  in 
coal,  building  materials,  and  manufactured  goods,  as  obtained  from 
the  best  avauable  information,  are  as  follows: 


Year. 

Tom. 

Value. 

Year. 

Tons. 

Value. 

1896 

29,095 
61,673 
20.705 
48.495 
26,230 

$482,092 

877, 180 
61,698(T) 
75,000(?) 

337,000 

1904 

49,589 
54,944 
15,756 
38,540 

SS59,242 
201,398(?) 
131,000 

1,620,226 

1897 

1905 

1901 

1906 

1902 

1906 

1903 

It  is  not  known  that  freight  rates  have  been  affected  by  this  im- 
provement, but  it  has  facilitated  the  transportation,  especially  of  coal 
and  building  materials. 

Detailed  description  of  this  improvement  can  be  found  in  Report 
of  the  Chief  of  Engineers  for  1900,  page  1381.     Sketch  of  harbor  is 
printed  in  Report  of  the  Chief  of  Engineers  for  1903,  page  869. 
Amount  (estimated)  required  for  completion  of  existing  project |7, 628. 50 

Amoimt  that  can  b6  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance 6, 500. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  2.) 
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5.  LarchmorU  Harbor,  New  YorJc, — ^This  harbor,  situated  on  the 
northwest  shore  of  Long  Island  Sound,  4  miles  distant  from  New 
York  City  limits,  is  about  half  a  mile  wide  and  five-eighths  of  a  mile 
long.  It  is  exposed  to  easterly  and  southerly  storms.  Two  sub- 
merged rocks  (Umbrella  rock  and  Huron  rock)  formerly  obstructed 
the  entrance,  which  has  a  depth  of  18  feet,  gradually  dimishing  toward 
the  head  of  the  bay. 

The  ori^al  proiect  for  this  improvement,  adopted  September  19, 
1890,  provided  for  building  two  breakwaters  to  protect  the  anchorage 
CToimd,  one  to  extend  from  Umbrella  rock  to  Umbrella  Point  and 
the  other  from  Huron  rock  to  Long  Beach  Point,  at  an  estimated 
cost  of  $105,000.  Work  under  this  project  was  suspended  in  1891 
after  the  first  appropriation  of  $5,000  had  been  expended  in  com- 
mencing the  two  Dreakwaters. 

The  present  project,  adopted  March  3,  1899,  provides  for  building 
a  breakwater  extending  southwardly  1,440  feet  from  the  6-foot  curve 
off  Long  Beach  Point  and  for  the  removal  of  Huron  rock  to  a  depth 
of  14  feet  at  mean  low  water.  Estimated  cost,  $108,000.  The  project 
was  extended  by  act  of  1907  to  include  removal  of  ledges  adjoining 
Huron  rock. 

To  June  30,  1909,  $65,666.16  had  been  expended  on  the  existing 
project,  all  for  improvement. 

There  were  no  operations  during  the  year,  the  disbursements  hav- 
ing been  in  part  payment  of  office  expenses  and  of  the  cost  of  a  sound- 
ing, boring,  and  sweeping  scow. 

About  60  per  cent  of  tne  work  proposed  under  the  present  project 
has  been  completed,  and  as  a  result  the  breakwater  has  been  built  to 
full  projected  section  to  a  length  of  1,410  feet,  and  Huron  rock  and  a 
portion  of  the  adjoining  ledge  removed  to  depths  of  14  and  12  feet, 
respectively. 

The  available  funds  are  sufficient  for  completing  the  improvement 
and  will  be  applied  to  this  purpose  and  for  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  over  the 
shoalest  part  of  the  entrance  channel  at  mean  low  water  is  estimated 
at  18  feet.  The  general  depth  of  the  anchorage  area  of  the  harbor 
is  from  6  to  12  feet  at  mean  low  water.  Mean  range  of  tides,  7.4  feet. 
Hie  harbor  is  about  half  a  mile  wide  and  extends  rather  more  than 
half  a  mile  inland.     It  is  a  basin  with  no  definite  channel. 

The  harbor  has  but  little  commerce.  It  is  mainly  used  by  the 
Larchmont  Yacht  Club,  by  coasting  and  fishing  vessels  for  night 
anchorage,  and  as  a  harbor  of  refuge. 

Local  freight  rates  are  thought  not  to  have  been  affected  by  the 
improvement. 

Detailed  description  of  this  improvement  is  printed  in  Report  of 
the  Chief  of  Engineers  for  1900.  page  1383.  A  sketch  of  the  narbor 
18  printed  in  Report  of  the  Chiei  of  Engineers  for  1903,  page  860. 

July  1,  1908,  balance  UBexpended $21, 377.  02 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment  - 1,138.14 

July  1, 1909,  balance  unexpended 20,238.88 

(See  Appendix  E  3.) 

4.  Harbor  at  Echo  Bay,  New  YorJc. — This  harbor  is  on  the  north 
shore  of  Long  Island  Sound,  2  miles  distant  from  New  York  City 
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lunits.  It  is  landlocked,  except  toward  the  southeast,  and  has  a  good 
anchorage.  Nearly  all  of  the  water  transportation  of  the  town  of 
New  Rc^elle  is  carried  on  through  this  harbor. 

The  original  project  for  improvement,  adopted  in  1875,  provided 
for  the  removal  of  two  ledges,  known  as  Start  rock  and  Sheepshead 
reef,  to  7  and  9  feet  depth  at  mean  low  water,  respectively,  at  an  esti- 
mated cost  of  S38,955.38. 

Prior  to  1902  the  sum  of  $22,000  had  been  appropriated,  with  which 
Start  rock  was  reported  wholly  and  Sheepshead  reef  partly  removed 
to  the  projected  depths,  and  a  channel  40  feet  wide  and  4  feet  deep  at 
mean  low  water  was  dredged  from  Beauf ord  Point  to  within  300  feet 
of  the  head  of  the  harbor. 

The  project  adopted  by  the  river  and  harbor  act  of  June  13,  1902, 
contemplated  the  completion  of  the  original  plan  by  the  removal  of 
the  remainder  of  Sheepshead  reef  and  Start  rock,  at  an  estimated  cost 
of  $17,000.  This  work  was  completed  September  25, 1903,  at  a  total 
cost  of  $8,546.68. 

The  river  and  harbor  act  of  March  3, 1905,  directed  an  examination 
to  be  made  of  hong  rock,  with  a  view  to  its  removal,  and  authorized 
the  expenditure  or  any  balance  remaining  from  previous  appropria- 
tions tor  this  purpose.  The  removal  of  such  part  of  the  rock  to  6 
feet  below  mean  low  water  as  tiie  available  funds  ($8,453.32)  would 
permit  was  authorized  by  the  Secretary  of  War  August  21,  1906.  Of 
this  amoimt  $8,412.92  was  expended  to  June  30,  1908,  leaving  a  bd- 
ance  of  $40.40  in  addition  to  tne  amoimt  appropriated  March  2,  1907. 
As  a  result  of  this  expenditure  the  channel  at  Beauford  Point  (Hud- 
son Park)  was  deepened  to  6  feet  at  mean  low  water  with  a  width  of 
100  feet. 

The  present  project,  adopted  March  2,  1907,  provides  for  complet- 
ing the  removal  or  Long  rock,  at  a  total  estimated  cost  of  $10,000. 
Up  to  June  30,  1909,  $8,409.40  had  been  expended,  completing 
the  project,  and  resulting  in  the  removal  of  an  obstruction  which  had 
caused  considerable  damage  to  vessels  using  the  channel  at  Beauford 
Point. 

The  available  funds  are  to  be  appUed  to  maintenance  if  found 
necessary. 

The  maximiun  draft  that  could  be  carried  to  Beauford  Point  on 
June  30, 1909,  is  estimated  at  6  feet  at  mean  low  water.  'Hie  general 
harbor  anchorage  ranges  from  9  to  18  feet  at  mean  low  water.  The 
mean  range  of  tide  is  about  7^  feet.  The  head  of  navigation  is  at  a 
wharf  about  1,500  feet  above  Beauford  Point.  The  harbor  is  about 
one-fourth  mile  wide  and  one-third  mile  long.  The  total  length  of 
navigable  channel  extending  beyond  the  deep  water  of  the  harbor  is 
about  one-fifth  of  a  mile. 

The  tonnage  and  value  of  the  commerce  of  this  harbor,  mainly  in 
coal,  building  materials,  and  manufactured  goods,  as  obtaii^  m>m 
the  best  avauable  information,  are  as  follows: 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1902 

99,000 
129,400 
161,200 
198,000 

$500,000 
1,434,000 
1,647,500 
t,  071,800 

1906 

370,460 
269,135 
244,760 

82,788,206 
2,645,685 
2,092,600 

1903 

1907 

1904 

1908 

190S 
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Commerce  has  been  materially  benefited  and  freight  rates  have 
probably  been  reduced  by  this  improvement. 

For  detailed  description  of  work  see  Report  of  the  Chief  of  En^- 
neers  for  1900,  page  1429.    A  sketch  of  the  locality  is  printed  in 


Reoort  of  the  Chief  of  Engineers  for  1903,  pace  862. 

Report  upon  examination  and  stu^ey  or  Echo  Bay  Harbor,  and 
map  of  the  locaUty  are  printed  in  House  Document  No.  1118,  Sixtieth 
Congress,  second  session. 

July  1, 1908,  balance  unexpended $12, 040. 40 

June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment       8,409.40 

July  1, 1909,  balance  unexpended 3, 63L  00 

(See  Appendix  E  4.) 

6.  Bronx  River  and  East  Chester  Creek,  New  York. — (a)  Bronx 
River. — ^This  stream  empties  into  a  shallow  bay  three-fourths  of  a 
mile  long,  and  seyen-eighths  of  a  mile  wide,  having  a  navigable  chan- 
nel with  low  water  depth  of  3  feet,  and  which  opens  into  the  East 
River  north  of  Hunts  Point.  The  navigable  part  extends  from  its 
mouth  to  West  Farms,  a  length  of  about  2\  miles.  At  this  point  it  is 
crossed  by  a  dam.  The  natural  depth  at  the  mouth  was  4  feet  at 
mean  low  water,  and  decreased  ascending  the  stream  to  less  than  1 
foot  at  the  head  of  navigation. 

The  project  for  improvement,  adopted  by  the  act  of  June  3, 1896, 
provides  for  making  a  channel  4  feet  deep  at  mean  low  water  and 
100  feet  wide  from  me  mouth  to  Barlow  street  (now  Falconer  street) : 
thence  to  Dongan  street  (now  Garrison  avenue)  60  feet  wide,  and 
thence  to  the  head  of  navigation  50  feet  wide,  the  work  to  be  done 
by  dredging  and  rock  removal.     Estimated  cost  $85,985. 

Up  to  Jxme  30,  1909,  $67,437.03  had  been  expended  on  the  project 
for  improvement.     There  was  received  from  sales  of  maps  $0.65. 

About  80  per  cent  of  the  work  proposed  under  the  present  project 
has  been  completed  and  has  resulted  m  a  channel  from  the  mouth  to 
the  turn  east  of  the  gas  works  with  depths  of  from  3  to  6  feet  at  mean 
low  water  and  with  a  diminishing  widtn  of  from  100  to  50  feet,  except 
at  Westchester  avenue  where  slightly  reduced  by  a  ledge  of  rocK. 
Above  this  point  the  channel  remains  as  previously  reported.  As 
shovm  by  a  recent  survey,  the  dredged  channel  has  aetenorated  to  a 
considerable  extent. 

The  available  funds  and  additional  appropriation  reconmiended 
are  to  be  appUed  to  continuing  the  improvement  and  to  maintenance. 

l^e  maximum  draft  that  could  be  carried  June  30,  1909,  over  the 
shoalest  part  of  the  channel  at  mean  low  water  from  the  mouth  to  the 
turn  east  of  the  gas  works  is  about  2^  feet;  above  this  point,  1  foot. 
Mean  range  of  tide  is  6.6  feet  at  mouth  and  6  feet  at  West  Farms. 
Tlie  head  of  navigation  is  at  a  dam  just  beyond  the  dye  works.  The 
total  length  of  navigable  channel  is  about  3  miles. 

9001--BNO 1909 0 
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The  tonnage  and  value  of  the  commerce  of  this  river,  mainly  in 
coal,  cotton  goods,  drugs  for  dying  purposes,  ice,  and  building  mate- 
rials, as  obtamed  from  the  best  available  information,  are  as  follows: 


Year. 

Tods. 

Vftkie. 

Year. 

Tons. 

viloe. 

Ugj 

139,310 
171,300 
163,137 
77,710 
42,286 

1626,025 

1,985,700 

600,000 

636,400 

196,642 

1905 

181,093 
341,638 
382,967 
401,433 

1820,482 

1890 

1906 

117261097 

1902 

1907 

1,807,817 

1903 

1908 

3,017,600 

1904 

The  river  has  an  extensive  and  growing  commerce  as  shown  above. 
This  commerce  is  mainly  carried  on  barges  of  from  20  to  35  feet  width, 
towed  by  tugs.  Just  complaint  is  made  of  the  interruptions  ana 
delays  to  traffic  owing  to  the  imi)ossibility  of  tows  passing  each  other 
in  the  narrow  channel  and  at  points  of  even  passing  a  barge  moored 
to  a  wharf.  Due  to  the  slight  depth  found,  all  movement  of  vessels 
must  be  made  at  high-water  stages. 

Details  of  improvement  can  be  foimd  in  Report  of  the  Chief  of 
Engineers  for  1897,  page  1093,  and  for  1900,  page  1389.  A  sketch 
of  a  part  of  the  stream  is  printed  in  Report  of  the  Chief  of  Engineers 
for  1904,  page  1016. 

July  1, 1908,  balance  unexpended $41, 648.  $3 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       29, 485. 01 

July  1, 1909,  balance  unexpended 12, 063.  62 

July  1, 1909,  outstanding  liabilities 172.  77 

July  1, 1909,  balance  available 11, 890.  85 

Amount  (estimated)  required  for  completion  of  existing  project 6, 485. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

.    4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  East  Chester  Greek, — ^This  is  a  small  tidal  stream  emptying 
into  East  Chester  Bay.  It  was  originally  navigable  at  high  tide  for 
vessels  drawing  7  feet  as  far  as  Lockwoods,  a  distance  of  2 J  miles. 

The  project  for  improvement,  adopted  March  3,  1873,  provided 
for  a  channel  100  feet  wide  and  9  feet  deep,  mean  high  water,  from 
deep  water  in  East  Chester  Bay  to  a  point  3.000  feet  above  Lock- 
woods.  Estimated  cost,  $136,500;  subsequently  reduced  to  $124,000, 
as  modified  in  1891. 

Up  to  June  30,  1909,  $115,500  had  been  expended  on  the  project: 
of  this  amount  $25,408.78  was  for  maintenance.  There  was  receivea 
from  the  sale  of  maps  $2. 

The  project  has  been  completed  and  has  resulted  in  making  a 
channel  9  feet  deep  at  mean  high  water  and  100  feet  wide  from 
East  Chester  Bay  to  Town  dock;  thence  to  Lockwoods  somewhat 
less  than  100  feet  wide;  and  thence  to  a  pomt  3,000  feet  above 
Lockwoods,   100  feet  wide.    The  channel  above  Lockwoods  had 

a  See  consolidated  money  statement  on  page  131. 
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deteriorated  to  such  extent  that  the  expenditure  under  the  last 
appropriation  resulted  in  restoring  only  aoout  75  feet  in  width  in 
this  section  of  the  creek  to  its  proiected  depth.  Considerable  shoaling 
has  also  occurred  in  the  channel  below  Lockwoods. 

The  appropriation  recommended  is  to  be  applied  to  maintenance. 

The  maximum  draft  that  could  be  carried  over  the  shoalest  part 
of  the  channel  on  June  30,  1909,  is  estimated  at  9  feet  at  mean  high 
water  in  mid-channel.  Mean  range  of  tides  is  7.1  feet.  The  head 
of  navigation  is  at  the  upper  end  of  the  artificial  channel.  The  total 
length  of  navigable  channel  is  about  2J  miles. 

The  tonnage  and  value  of  the  commerce  of  this  creek,  mainly  in 
coal,  building  material,  and  miscellaneous  freight,  as  obtained  from 
the  best  avauable  information,  are  as  follows: 


Year. 

Tons. 

Value. 

Yew. 

Tons. 

Value. 

1806 

94,928 
286,428 

99,750 
104,655 
146,955 

82,199,186 

1,967,224 

870,500 

572,800 

963,263 

1905 

206,275 
282,655 
354,019 
273,369 

$1,756,860 
3,068,300 
1,954,254 
2,864,000 

1809 

1906 

1902 

1907 

1903 

1908 

1904 

The  effect  of  this  improvement  has  been  to  increase  the  number  of 
firms  carrying  on  busmess  along  this  stream.  So  far  as  has  been 
learned  tms  improvement  has  made  no  change  in  freight  rates,  but 
commerce  has  greatly  increased. 

For  detailed  reports  see  Reports  of  the  Chief  of  Engineers  for  1897, 
page  1089,  and  1904,  page  1016.  A  sketch  of  the  stream  is  printed 
m  Keport  of  the  Chief  of  Engineers  for  1904,  page  1016.  For  refer- 
ences to  reports  on  examinations  and  surveys,  see  Report  of  the  Chief 
of  Engine^^  for  1904,  pa^es  112  and  1061. 

Report  upon  examination  and  survey  of  East  Chester  Creek  is 
printed  in  House  Document  No.   1250,  Sixtieth  Congress,  second 
session. 
Received  from  sales  during  the  year |2. 00 

July  1 ,  1909 ,  balance  unexpended 2. 00 

July  1,  1909,  outstanding  liabilities 2.00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,  1911. 
for  maintenance  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 (a) 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATBD. 

July  1, 1908,  balance  unexpended $41,648.63 

Received  from  sales 2.00 


41, 560.  63 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   29,486.01 

July  1,  1909,  balance  unexpended 12, 065.  62 

July  1,  1909,  outstanding  liabilities 174.77 

July  1, 1909,  balance  available 11, 890. 86 

Amount  (estimated)  required  for  completion  of  existing  project 6, 485. 00 

a  See  consolidated  money  itatement  on  this  page. 
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Amount  that  can  be  profitably  expended  in  the  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Juljr  1,  1909 $26, 485. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  5.) 

6,  Harbors  at  Port  Je^erson^  Mattituck,  Hurvtington,  Olencovey 
Flushing  Bay,  arid  Canarsie  Bay,  New  York. — (a)  Port  Jefferson  Har- 
bor.— ^This  is  a  large  and  deep  inland  bay,  situated  on  the  north 
shore  of  Long  Island,  and  connected  with  ix)ng  Island  Sound  by  a 
narrow  entrance. 

Before  improvement  the  channel  depth  outside  the  entrance  was 
but  4  feet  at  mean  low  water,  whereas  the  depth  in  the  harbor  was 
12  feet  and  more,  at  low  tide,  up  to  within  300  feet  of  the  wharves 
of  Port  Jefferson  village. 

The  first  project  for  improvement  was  adopted  in  1871,  and  com- 
pleted in  1883,  at  a  total  cost  of  $79,000.  Two  jetties  were  built  to 
shelter  the  inlet  channel,  one  east  of  the  inlet,  1,390  feet  long,  and 
one  west,  940  feet  long,  both  of  scant  cross  section.  A  channel  8 
feet  deep  at  mean  low  water  and  100  feet  wide  was  dredged  through 
the  inlet  and  shoal  outside. 

The  existing  project  for  improvement,  adopted  September  19, 
1890,  and  modified  August  18,  1894,  proviaes  for  dredgjing  a  channel 
through  the  harbor  entrance  12  feet  deep  and  200  feet  wide,  to  be  pro- 
tected by  extending  and  enlarging  the  previously  built  jetties.  Esti- 
mated cost,  $145,000. 

Up  to  June  30,  1909,  $97,156.35  had  been  expended  on  the  present 
project;  of  this  amount  $5,929.64  was  for  maintenance. 

About  67  per  cent  of  the  work  proposed  under  the  present  project 
has  been  completed,  and  has  resulted  in  making  a  cnannel  12  feet 
deep  at  mean  low  water,  and  200  feet  wide,  ana  in  completing  the 
east  jetty  to  its  full  projected  section  for  a  distance  of  1,550  feet, 
except  at  the  shore  end,  where  it  is  covered  by  sand.  The  west 
jetty  is  940  feet  long,  with  scant  cross  section.  No  work  has  been 
done  on  this  jetty  under  the  present  project.  The  dredged  channel 
has  maintained  its  projected  depth  during  the  past  year. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  continuing  the  improvement  and  to  dredging 
for  maintenance  if  found  necessary. 

The  maximum  draft  that  could  be  carried  over  the  shoalest  part 
of  the  channel  June  30,  1909,  is  probably  12  feet  at  mean  low  water. 
Mean  range  of  tides  at  entrance,  7  feet;  at  Port  Jefferson  wharves, 
6.2  feet.  The  total  length  of  navigable  channel  from  Long  Island 
Sound  to  Port  Jefferson  wharves  is  about  2J  miles.  The  harbor  is 
about  2  miles  long  and  three-fourths  of  a  mile  wide. 

The  tonnage  and  value  of  the  commerce  of  this  harbor,  mainly  in 
coal,  building  materials,  farm  produce,  fish,  and  general  merchandise, 
as  obtained  from  the  best  available  information,  are  as  fdllows: 


Year. 

TODB, 

Value. 

Year. 

Tons, 

Value. 

1898 

24,940 
42,130 
46,670 
8,882(T) 

S360,200 
2,146,940 
776,000 
90,«B4(T) 

1905 

19,650(7) 
118,7i56 

95,465 
137,230 

1565,700(7) 
2,544,000 
1,066,665 
1,686,000 

1809 

1906 

1908 

1907 

1904 

1908 
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Freight  rates  have  probably  been  reduced  as  a  result  of  this 
improvwnent. 

For  detailed  report  see  Report  of  the  Chief  of  En^neers  for  1900, 
page  1393.  A  sketch  of  Port  Jefferson  Harbor  is  printed  in  Report 
of  the  Chief  of  Engineers  for  1900,  page  866. 

July  1, 1908,  balance  unexpended |15, 208. 78 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      12,808.78 


July  1,  1909,  balance  unexpended 2,400.00 

Amount  (estimajted)  required  for  completion  of  existing  project 51, 373.  29 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpendea 
Juljr  1,1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

(b)  MattitucJc  Harbor, — This  harbor  is  a  tidal  inlet  extending  in 
a  southerly  direction  from  Long  Island  Sound  to  the  village  of  Matti- 
tuck,  Long  Island.  One  mile  above  the  mouth  a  tide  milldam  with 
gates  and  fixed  bridge  has  been  built  across  the  stream.  Before  im- 
provement the  entrance  was  obstructed  bv  a  shifting  sand  bar,  rising 
to  within  from  1  to  2  feet  below  the  mean  low-water  plane;  thence  up 
to  the  milldam  the  depth  was  from  2  to  7  feet  at  low  tide;  and  above 
the  latter  6  feet  at  hign  tide. 

The  project  adopted  by  the  act  of  June  3,  1896,  provides  for  a 
channel  7  feet  deep  at  mean  low  water  from  the  entrance  to  the  dam 
and  7  feet  deep  at  mean  high  water  above  the  dam  to  the  village,  the 
width  to  be  80  feet,  except  near  the  mouth,  where  it  is  increased  to 
100  feet;  the  entrance  channel  to  be  protected  by  two  parallel  jetties, 
400  feet  apart,  extending  out  to  the  9-foot  curve.  Estimated  cost, 
$83,000. 

Up  to  Jime  30,  1909,  $56,258.82  had  been  expended  on  the  project; 
of  tnis  amoimt,  $3,700  was  for  maintenance.  There  was  received 
from  sales  of  maps  $4.35. 

About  68  per  cent  of  the  work  proposed  imder  the  project  has  been 
completed,  resulting  in  building  the  west  jetty  to  full  projected  sec- 
tion for  a  length  of  680  feet,  extending  out  to  the  10-foot  contour; 
the  east  jetty  to  full  projected  section  for  a  length  of  775  feet,  ex- 
tending out  to  the  7-foot  contour;  and  in  dredging  a  channel  at  the 
entrance  7  feet  deep  at  mean  low  water,  100  feet  wide,  and  about 
1,400  feet  long^  thence  a  distance  of  about  400  feet,  the  same  depUi 
and  80  feet  wide;  and  thence  a  distance  of  about  2,000  feet,  the 
same  depth  and  60  feet  wide. 

The  harbor  is  now  used  as  an  anchorage  by  a  number  of  oyster  ves- 
sels which  have  recently  commenced  operations  in  this  vicinity. 

A  recent  survey  has  shown  the  necessitj  of  extending  both  jetties 
into  deeper  water  and  of  connecting  the  inner  end  of  the  west  jetty 
with  the  shore  above  high  water.  It  is  also  shown  that  the  volume 
of  dredging  required  to  complete  the  channel  to  the  milldam  is  ap- 
proximately 63,000  cubic  yards  in  excess  of  the  amount  estimated 
m  1891  when  the  project  was  submitted.     To  complete  the  project 

a  See  consolidated  money  statement  on  page  139. 
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as  far  as  the  dam,  located  about  IJ  miles  below  Mattituck,  an  ex- 
penditure of  $53,200  will  be  required  in  addition  to  the  funds  now 
avaUable. 

It  is  recommended  that  the  improvement  be  extended  beyond  the 
milldam  only  after  the  local  authorities  have  removed  the  dam  and 
replaced  the  fixed  bridge  by  a  bridge  with  draw  spans. 

The  available  funds  and  additionS  appropriation  recommended  are 
to  be  expended  in  continuing  the  improvement  and  in  maintenance. 

The  maximimi  draft  that  could  be  carried  June  30,  1909,  over  the 
shoalest  part  of  the  imimproved  channel  below  the  niilldam  at  mean 
low  water  is  about  1^  feet;  above  the  milldam  the  least  depth  is 
about  6  feet  at  mean  high  water.  The  head  of  navigation  is  at  the 
village  of  Mattituck.  The  total  length  of  navigable  channel  from 
Long  Island  Sound  to  the  milldam  is  about  1  mile;  thence  to  Matti- 
tuck about  li  miles.  The  mean  range  of  tides  outside  the  entrance 
is  4.8  feet,  and  below  the  milldam,  which  before  dredging  in  the  en- 
trance was  2.2  feet,  is  now  4.4  feet. 

The  commerce  consists  principally  of  coal,  building  materials, 
fruits,  farm  produce,  and  general  merchandise,  and  was  reported  in 
1904  as  amounting  to  56,602  tons,  valued  at  $2,041,766.  The  com- 
merce by  water  during  the  calendar  year  1908,  mostly  in  fish  and  farm 
produce,  amoimted  to  1,100  tons,  valued  at  $22,000.  As  a  result  of 
the  improvement  several  thousand  acres  of  oyster  beds  have  been 
recently  established  in  the  vicinity,  the  boats  used  in  the  industry 
finding  a  safe  harbor  in  the  river. 

No  change  in  freight  rates  has  yet  resulted,  the  work  not  being 
sufficiently  advanced. 

For  detailed  description  of  this  work  see  Annual  Reports  of  the 
Chief  of  Engineers  for  1891,  page  843,  and  1897,  page  1095. 

July  1, 1908,  balance  unexpended |39, 314. 38 

Received  from  sales 1.50 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

45,315.88 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $17, 013. 35 

For  maintenance  of  improvement 3, 557. 00 

20,570.35 

July  1, 1909,  balance  unexjpended 24, 745. 53 

July  1, 1909,  outstanding  liabilities 4,726.07 

July  1, 1909,  balance  available 20, 019. 46 

July  1, 1909,  amount  covered  by  uncompleted  contracts 12, 173. 90 

Amount  (estimated)  required  for  completion  of  existing  project «  53, 200. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 (ft) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Huntington  Harbor, — ^This  harbor  is  a  narro\v  tidal  estuary 
extending  inland  from  Huntington  Bay,  Long  Island,  in  a  southerly 
direction  for  a  distance  of  about  2  miles. 

a  Revised  estimate  of  cost  of  completing  that  part  of  the  project  below  the  mill  dam. 
^  See  consolidated  money  statement  on  page  139. 
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Before  improvement  it  had  a  natural  available  depth  of  nearly  8 
feet,  mean  low  water,  for  a  stretch  of  IJ  miles  from  the  entrance 
southward,  thence  gradually  decreasing  to  zero  toward  the  head  of 
the  harbor. 

In  1872  the  first  project  was  adopted,  imder  which  in  1873  a  shoal 
at  the  harbor  entrance  was  removed  and  a  channel  2,200  feet  long, 
130  to  150  feet  wide,  and  8  feet  deep  at  mean  low  water  was  dredged 
up  to  the  town  landings  at  a  total  cost  of  $22,500.  In  1884  this  chan- 
nel had  completely  filled  up. 

The  present  project,  adopted  September  19,  1890,  provides  for 
dredging  and  maintaining  a  channel  8  feet  deep  at  mean  low  water 
and  100  feet  wide  up  to  the  upper  wharves,  to  be  protected  by  piling, 
if  necessary.     Estimated  cost,  $32,000. 

Vp  to  June  30,  1908,  $38,000  had  been  expended  on  this  project; 
of  this  amount  $8,510.94  was  for  maintenance. 

The  present  project  is  completed,  except  as  to  the  dredging  or  pile 
construction  necessary  to  maintain  the  channel.  For  purposes  of 
naaintenance  the  channel  has  been  dredged  200  feet  wide  in  lieu  of 
pile  protection.  The  dredged  channel  nas  deteriorated  to  a  con- 
siderable extent. 

The  appropriation  recommended  is  to  be  applied  to  maintenance. 

The  maximum  draft  that  could  be  carriea  June  30,  1908,  over  the 
shoalest  part  of  the  improved  channel  is  estimated  at  about  8  feet 
at  mean  low  water  in  about  mid-channel;  less  depth  than  is  reported 
to  exist  over  a  bar  at  the  harbor  entrance. 

Mean  range  of  tide,  7.2  feet.  The  head  of  navigation  is  at  a  cause- 
way about  one-third  of  a  mile  above  Town  dock.  The  total  length 
of  navigable  channel  from  Huntington  Bay  to  the  causeway  is  about 
2  nules. 

The  tonnage  and  value  of  the  commerce  of  this  harbor,  mainly  in 
coal,  farm  produce,  building  material,  and  miscellaneous  merchandise, 
as  obtained  from  tne  best  available  information,  are  as  follows: 


Year. 

Tods. 

Value.     1 

Year. 

Tods. 

Value. 

Iggr? 

23,684 
46,500 
45,600 
62,000 
60,000 

1 
1473,109 
605,000 
768,000 
875,800 
1,066,000 

1904 

04,060 
105,212 
06,106 
88,816 

12,818,250 

IgQB 

1906 

2,774,850 

1900 

1907 

1,901,061 
413,218 

igoi 

1906 

1903 

This  improvement  has  resulted  in  a  material  reduction  in  freight 
rates. 

For  detailed  description  see  Report  of  the  Chief  of  Engineers  for 
1897,  page  1100.  A  sketch  of  the  upper  part  of  the  harbor  is  printed 
in  the  Annual  Report  for  1904,  page  1023. 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement (o) 

Submitted  in  compliance  with  rec^uiremente  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(d)  Olencove  Harbor, — ^This  harbor  is  a  small  tidal  inlet  on  the 
east  side  of  Hempstead  Harbor,  Long  Island.     Its  channel  is  about 

oSee  consolidated  money  statement  on  page  139. 
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2  feet  deep  at  mean  low  water  and  a  bar  at  the  entrance  has  a  foot 
less  of  depth.  Before  improvement  vessels  waiting  for  tides  to  enter 
the  harbor  were  exposed  to  storms  from  the  north  and  northwest. 

The  existing  project,  adopted  August  11,  1888,  and  revised  June 
22,  1895,  provides  for  the  construction  of  a  breakwater  in  Hempstead 
Harbor  extending  from  the  northwest  comer  of  Glencove  dock  west- 
southwesterly  toward  Motts  Point,  so  as  to  shelter  the  anchorage 
outside  of  Glencove  Harbor.  The  breakwater  is  to  have  a  length  of 
2,000  feet  and  to  be  built  to  a  height  of  3  feet  above  high  water,  with 
a  top  width  of  5  feet.     Estimated  cost,  $135,000. 

Up  to  June  30,  1909,  $72,000  had  been  expended  on  the  project,  all 
for  improvement. 

About  53  per  cent  of  the  work  contemplated  under  the  project 
has  been  completed  and  has  resulted  in  building  1,564  feet  of  the 
breakwater  to  full  projected  section. 

The  present  length  of  breakwater  appears  to  aflFord  sufficient  pro- 
tection to  vessels  seeking  shelter  from  storms  in  this  vicinity,  ana  its 
further  extension  therefore  seems  to  be  unnecessary. 

The  maximum  depth  in  the  anchorage  behind  the  breakwater  is 
estimated  at  21  feet  at  mean  low  water.  Shoaling  is  reported  to  have 
occurred  in  the  vicinity  of  the  wharves  and  landings  at  the  inner  end 
of  the  breakwater.  Mean  range  of  tides,  7.7  feet.  The  head  of  navi- 
gation is  at  the  southern  extremity  of  Hempstead  Harbor,  about  3^ 
miles  from  the  breakwater. 

The  commerce  of  the  harbor  is  chiefly  coal,  and  amounted  to  8,549 
tons,  valued  at  $40,515,  in  1904;  and  to  7,062  tons,  valued  at  $18,000, 
in  1906. 

This  improvement  has  no  immediate  effect  on  freight  rates. 

For  details  of  improvement  see  Report  of  the  Chief  of  Engineers 
for  1897,  page  1103.  A  map  is  printed  in  Report  of  the  Cnief  of 
Engineers  for  1889,  page  728. 

Amount  (estimated)  required  for  completion  of  existing  project $63, 000 

(fi)  Flushing  Bay. — Flushing  Bay  is  on  the  north  shore  of  Long 
Island,  about  14  miles  by  water  from  the  Battery,  New  York  City. 
The  bay  is  about  1  nule  wide  and  2  miles  long,  the  depth  in  the  orig- 
inal channel  being  not  much  greater  than  elsewhere  in  the  bay. 
Before  improvement  the  contromng  depth  up  to  Flushing  was  3.9 
feet  at  mean  low  water. 

The  existing  project,  adopted  March  3,  1879,  and  modified  Sep- 
tember 19,  1888,  and  Jime  9,  1891,  provides  for  building  a  dike  4,663 
feet  long  on  the  west  side  of  the  channel  to  protect  it  from  filling  and 
for  makmg  and  maintaini^  a  channel  6  feet  deep  at  mean  low  water 
up  to  the  lower  bridge  at  Flushing.    Estimated  cost,  $173,600. 

Up  to  Jime  30,  1909,  $160,761.19  had  been  expended  on  the  proj- 
ect. During  progress  of  work  it  has  been  rej)eatedly  necessary  to 
redredge  some  parts  of  the  channel,  so  that  it  is  not  possible  to  state 
exactly  what  part  of  above  sum  was  used  for  mamtenance.  The 
expenditiure  to  Jime  30,  1909,  for  maintenance  is  estimated  at 
$13,132.24. 

The  project  has  been  completed  except  as  to  removing  a  small  shoal 
below  Broadway  Bridge,  and  to  makmg  such  slight  changes  in  the 
outer  end  of  the  dike  as  to  make  it  less  of  an  obstruction  to  naviga- 
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tion.  There  is  now  a  channel  haying  a  least  depth  of  6  feet  at  mean 
low  water,  and  200  feet  wide  up  to  Broadway  Bridge,  except  as  to 
the  above-mentioned  shoals.  Thence  to  Main  Street  Bridge  of  the 
Long  Island  Railroad  Company  the  channel  is  100  feet  wide  and  not 
less  than  6  feet  deep  at  mean  low  water.  The  whole  of  the  dike  is  in 
bad  condition,  and  all  of  the  outer  end,  1,606  feet  long,  with  the  ex- 
ception of  a  few  scattering  piles  and  stones^  has  been  carried  away 
by  storms  and  ice.    Dike  construction  was  discontinued  in  1891. 

The  available  funds  are  to  be  appUed  to  making  such  slight  changes 
in  the  dike  as  may  be  necessary  to  make  it  less  of  an  obstruction  to 
navigation^  and  to  completing  the  improvement,  and  the  additional 
appropriation  recommended  is  to  be  applied  to  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  from  East 
River  to  just  beyond  the  Main  Street  Railroad  Bridge  at  mean  low 
water  is  estimated  at  6  feet.  Mean  range  of  tides,  7.1  feet.  The 
head  of  navigation  is  1  mile  above  Strong's  causeway.  The  total 
length  of  the  navigable  channel  is  about  5^  miles. 

The  tonnage  and  value  of  the  commerce  of  Flushing  Bay,  mainly 
in  coal,  building  materials,  dyewoods,  and  miscellaneous  merchan- 
dise, as  obtained  from  the  oest  available  information,  are  as  follows: 


Year. 

Tods. 

Value. 

Year. 

Tods. 

Value. 

1897 

163,396 
168,766 
200,473 
186,000 
U0,100 

<1, 449, 438 

1,634,937 

4,196,406 

1,613,100 

960,760 

1904 

142,996 
142,274 
273,312 
232,911 
126,466 

$2,699,488 

1S99 

1905 

2,666,660 

IflOl 

1906 

8,937,444 

1902 

1907 

2,637,826 

1903 

1908 

1,774,900 

This  work  has  facihtated  transportation,  but  no  appreciable  effect 
on  freight  rates  has  been  ascertamed. 

For  detailed  description  of  improvement,  see  Report  of  the  Chief 
of  Engineers  for  1897,  page  1106.  A  map  is  printed  in  the  Report  of 
the  Chief  of  Engineers  for  1903,  page  868. 

July  1, 1908,  balance  unexpended |2, 809.  68 

June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $1, 138.  63 

For  maintenance  of  improvement 432.  24 

1,570.87 


July  1, 1909,  balance  unexpended . . . , 1, 238. 81 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balimce  unex- 
pended July  1,  1909 (o) 

Submitted  in  compliance  with  recjuirements  of  sundry  civil  act  of  Jime 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(/)  Canarsie  Bay, — This  bay  forms  the  northwest  part  of  Jamaica 
Bay  at  Canarsie  Landing.  The  original  depth  from  the  landing  to 
Big  channel  was  4.2  feet  and  to  Island  channel  1.3  feet  at  mean  low 
water. 

The  project  for  this  improvement,  adopted  June  14,  1880,  and 
subsequently  enlarged  in  1889  and  1896,  provides  for  the  construc- 
tion of  two  dikes  and  dredging  between  them  where  necessary  to 

^  See  consolidated  money  statement  on  page  139. 
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secure  a  channel  100  to  160  feet  wide  and  6  feet  deep,  connecting  the 
steamboat  dock  at  Canarsie  with  Big  channel,  Jamaica  Bay;  also 
for  a  channel  4  feet  deep  and  about  50  feet  wide,  running  in  a  south- 
westerly direction  from  Canarsie  Landing  to  Island  diannel,  and 
for  a  channel  6  feet  deep  and  60  feet  wide,  nmning  in  a  northeasterly 
direction  to  Gophel  channel.     Estimated  cost,  $88,000. 

Up  to  June  30,  1909,  $72,807.46  had  been  expended  on  the  project; 
of  this  amount  $2,936.10  was  for  maintenance. 

The  work  of  improvement  under  the  project  has  been  completed. 
The  dredged  channels  have  deteriorated  somewhat,  and  the  dites  are 
in  poor  condition. 

The  available  fimds  are  to  be  appUed  to  maintenance. 

The  maximimi  draft  that  could  be  carried  June  30^  1909,  over  the 
shoalest  psxt  of  the  channel  at  mean  low  water  is  estimated  at  6  feet 
in  the  main  channel;  in  about  midchannel,  2^  feet  in  the  West  Branch; 
and  3  feet  in  the  East  Branch.  Mean  range  of  tides,  4.7  feet.  The 
total  length  of  navigable  channel  is  about  1  nule.  Tne  head  of  nav- 
igation is  at  Canarsie  Landing. 

The  tonnage  and  value  of  the  commerce  of  this  improvement, 
mainly  in  building  materials,  fertiUzers,  fish,  and  coal,  as  obtained 
from  the  best  available  information,  are  as  follows: 


Year. 

Tods. 

Value. 

Year. 

Tods. 

Value. 

18Q6 

60,000 
450,000 
124,694 

$427,376 
2,000,000 
1,861,008 

190& 

95,460 
127,615 
240,075 

<1,714,Q22 
4131784 

igoi 

1907 

1904 

1908 

1,125,290 

The  commerce  in  Jamaica  Bay  has  been  greatly  benefited  by  this 
improvement.  Transportation  nas  been  developed,  but  no  reduction 
of  Freight  rates  has  been  ascertained. 

Pending  action  by  Congress  upon  a  plan  for  improvement  of 
Jamaica  Bay,  submitted  in  compliance  with  river  and  harbor  act 
of  March  2,  1907,  it  is  recommended  that  no  appropriation  be  made 
for  improvement  or  maintenance  of  the  channel  of  Canarsie  Bay, 
which  bay  opens  into  Jamaica  Bay. 

Details  as  to  this  improvement  may  be  found  in  Report  of  the  Chief 
of  Engineers  for  1897,  page  1114.  A  sketch  of  Canarsie  Bay  is 
printed  in  Report  of  the  Chief  of  Engineers  for  1904,  page  1026. 

July  1, 1908,  balance  unexpended 13,033.84 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   91. 30 

July  1, 1909,  balance  unexpended 2, 942. 54 
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July  1, 1908,  balance  unexpended $60, 366. 68 

Received  from  salee 1. 50 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

66,368.18 
June  30,  1909,  amoimt  expended  during  fiscal  year: 

For  works  of  improvement |30, 960. 76 

For  maintenance  of  improvement 4, 080. 64 

35,041.30 


July  1, 1909,  balance  unexpended 31, 326. 88 

July  1, 1909,  outstanding  liabilities 4, 726. 07 

July  1, 1909,  balance  available .'. 26, 600. 81 

July  1,  1909,  amount  covered  by  uncompleted  contracts 12, 173. 90 

Amount  (estimated)  required  for  completion  of  existing  project 167, 573.  29 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1,  1909 46, 500. 00 

Submitted  in  compliance  with  re<)uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  6.) 

7.  East  River  and  HeU  Gate,  New  York. — ^East  River,  a  tidal  strait 
separating  New  York  City  from  Long  Island,  extends  from  the  Bat- 
tery to  Tjirogs  Neck,  a  distance  of  about  16  miles.  In  its  original 
condition  it  was  obstructed  by  rocks  and  reefs,  especially  in  the  part 
known  as  Hell  Gate. 

The  improvement  of  this  waterway  was  commenced  in  1852,  under 
a  project  prepared  in  1848,  which  contemplated  the  removal  of  rocks 
at  Hell  Gate  and  Diamond  Reef.  The  amount  expended  under  this 
project  was  $33,861.59. 

The  existing  project  for  improvement,  adopted  in  ;1868,  and  modi- 
fied in  1870, 1874, 1884, 1889, 1891,  and  1899,  provides  for  the  removal 
of  rocky  obstructions  from  the  channel  between  the  Battery  and 
Baretto  Point  to  depths  varying  from  18  to  26  feet,  and  for  the  con- 
struction of  sea  walls  and  oikes  where  necessary  to  guide  the  tidal 
currents.  The  cost  of  the  work  was  estimated  at  $5,639,120.  This 
is  the  estimated  cost  for  removal  of  reefis  and  rocks  only  at  Hell 
Gate,  Diamond  and  Coenties  reefs,  and  Man-o'-War  rock.  But 
from  time  to  time  other  obstructions  have  been  removed  with  the 
approval  of  higher  authority,  though  no  addition  has  been  made 
to  the  estimated  cost  of  the  project.  The  locations  of  these  obstruc- 
tions are  reported  below.  To  these  works  should  be  added  the  con- 
struction or  a  crib  between  Great  and  Little  Mill  rocks,  and  the 
dredging  of  channels  connecting  the  main  channel  with  the  posts  of 
Davids  Island  and  Fort  Totten.  The  cost  of  this  extra  work,  extend- 
ing over  a  period  of  twenty-seven  years,  is  $575,416.  The  amount 
required  to  complete  the  project  is  therefore  increased  in  this  report 
by  that  amount,  less  $335,466,  not  required  under  the  estimate  for 
removing  Man-o'-War  rock,  or  a  net  increase  of  $239,950. 

Up  to  June  30,  1909,  $4,883,519.97  had  been  expended;  of  this 
amoimt  $4,308,005.95  had  been  expended  on  the  present  project  for 


Digitized  by  VjOOQ IC 


140  EBPOBT  OF  THE  CHIBF  OF  ENOINEEBS,  U.   S.   ABMT. 

improvement;  $98.02  was  for  maintenance,  and  the  balance,  $576,416, 
on  the  works  above  enumerated  not  included  in  the  original  project. 
There  was  received  from  sales  of  condemned  property  and  maps 
$1,336.25. 

About  73  per  cent  of  the  work  proposed  under  the  present  project 
has  been  completed  and  has  resuitea  in  the  removal  to  the  contem- 
plated depths  of  Diamond  reef,  oflF  Grovemors  Island ;  Coenties  reef,  oflF 
Coenties  sUp;  Third  street  reef;  Pilgrim  rock,  oflF  Twentieth  street; 
Charlotte  rock,  oflF  Hunters  Point;  Man-o'-War  rock,  oflF  Thirtv- 
ninth  street;  Halle ts  Point,  Ways  reef,  Shell  Drake,  and  Scaly  rock, 
in  Hell  Gate;  North  Brother  Island  reef ;  reef  oflF  Barretto  Point;  and 
in  the  partial  removal  of  the  following: 


Localities. 


Battery  reef 

Reefon  South  Ferry  slips 

Shell  reef  off  Tenth  to  Nineteenth  streets 

Ferry  reef  off  Thirty-fourth  street 

Middle  reef  (including  Flood  rook,  Gridiron,  Hen  and  Chickens,  and 

Negro  Heads) 

Frying  Pan  reef 

Pot  rock 

Heel  Tap 


Least 

Least 

original 

present 

depth. 

Wth. 

FeeL 

Feel, 

12.8 

12.8  to  26+ 

17.0 

10     to  26+ 

7.6 

13 

7 

24 

+  6 

1&3 

11 

18 

20 

22.8 

12.1 

2a5 

Least 

proposed 

depth. 


F^. 


26 
26 
18 
26 


26 
26 


The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  making  a  resurvey  of  such  part  of  the  present 
project  as  may  be  necessarjr,  including  any  ledge  or  ledges  of  rock 
near  to  the  westerly  shore,  in  completing  the  removal  of  Pot  rock, 
and  Frying  Pan  reef,  nearly  all  of  Middle  reef,  and  in  removing 
parts  of  obstructions  above  enumerated  as  not  completed. 

The  maximum  draft  that  could  be  carried  at  mean  low  water  June 
30,  1907,  through  the  main  channel  from  the  Battery  to  Long  Island 
Sound  is  estimated  at  26  feet.  The  length  of  this  waterway  is  about 
16  miles.  The  range  of  tide  south  of  Hell  Gate  is  from  4J  to  5  feet, 
and  east  of  it  from  6  to  7  feet. 

The  traflSc  in  East  River  is  very  great,  and  is  intimately  connected 
with  that  of  New  York  Harbor  proper.  It  is  impracticaole  to  show 
what  i)roportion  belongs  to  East  River,  especially  as  the  heaviest 
coastwise  traffic  is  carried  on  in  vessels  which  do  not  enter  or  clear  at 
the  custom-house. 

The  improvement  of  the  river  has  been  of  great  benefit  to  both 
local  and  through  traffic,  which  is  very  large  m  amount;  its  effect 
on  freight  rates  can  not  be  determined. 

Attention  is  invited  to  the  report  of  the  district  engineer  relative 
to  the  desirability  of  removing  obstructions  in  the  channel  between 
South  Brother  Ijsland  and  Lawrence  Point  and  of  increasing  the 
present  depth  of  about  18  feet  over  Middle  Ground  to*26  feet;  and 
to  providing  a  channel  of  26  feet  between  North  and  South  Brother 
islands.  These  suggested  improvements  are  deemed  worthy  of 
consideration. 

Report  upon  an  examination  and  survey  of  the  river  between 
North  Brother  and  South  Brother  islands,  and  map  of  the  locality, 
are  printed  in  House  Document  No.  1084,  Sixtieth  Congress,  second 


Digitized  by  VjOOQ IC 


filVEB  AND  HABBOB  IMPB0VEMENT8.  141 

eeesion.  Preliminary  report  of  resurvey  of  East  River  and  Hell  Gate 
is  printed  in  House  Document  No.  1187,  Sixtieth  Congress,  second 
session. 

Detailed  description  of  this  improvement  is  printed  in  the  Reports 
of  the  Chief  of  Engineers  for  1868,  page  741 ;  for  1874,  Part  2,  page 
164,  and  for  1897,  page  1026. 

Jtdy  1,1908,  balance  unexpended 1384,462.44 

Received  from  sales .50 


1384, 462. 94 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment         83,305.21 

July  1, 1909,  balance  unexpended 301,157.73 

July  1, 1909,  outstanding  liabilities 9,237.66 

July  1, 1909,  balance  available 291, 920. 07 

July  1, 1909,  amount  covered  by  uncompleted  contracts 161, 662. 04 

Amount  (estimated)  required  for  completion  of  existing  project 1, 031, 390. 59 

Amoimt  that  can  be  profitably  expended  in  fiscal  vear  ending  June 
30,  1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 300,000.00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4, 1897. 

(See  Appendix  E  7.) 

8,  Harlem  River ,  New  York. — ^The  Harlem  River  and  Spuyten 
Duyyil  Creek,  both  included  in  the  imjprovement,  are  two  waterways 
of  a  joint  length  of  about  8  miles  which  join  at  Kincsbridge,  N.  i ., 
and  separate  Manhattan  Island  from  tne  mainland.  The  narro\^ 
channel  at  their  jimction  was  obstructed  by  a  ledge  of  rocks  awash  at 
low  tide. 

Before  improvement  the  Harlem  River  had  an  available  depth  of 
10  feet  at  mean  low  water  from  the  East  River  to  Morris  dock,  except 
at  Highbridge,  where  it  was  only  6  feet  deep.  From  Morris  dock  to 
Fordham  Landing  there  was  a  crooked  channel  7  feet  deep,  and  above 
the  latter  place  the  river  could  be  used  only  by  the  smallest  class  of 
vessels.  Spuyten  Duyvil  Creek,  from  Kingsbridge  to  the  Hudson, 
had  a  deptn  of  4  feet. 

The  onginal  project  for  improvement,  adopted  in  1874,  provided 
for  the  removal  of  old  bridge  piers.  Candle  Factory  reef,  and  bowl- 
ders at  various  places  near  the  East  River  to  a  depth  of  12  feet,  the 
cost  of  the  work  being  estimated  at  $167,875.66.  In  furtherance  of 
this  project  $21,000  was  expended. 

The  existing  project,  adopted  June  18,  1878,  and  modified  October 
7,  1886,  provides  for  a  continuous  channel  400  feet  wide  and  15  feet 
deep  from  the  East  River  to  the  Hudson  River,  except  about  1,300 
feet  north  of  Highbridge,  where  the  width  was  made  375  feet,  and 
at  the  rock  cut  throu^  Dyckmans  Meadow,  where  the  width  was 
reduced  to  350  feet  and  the  depth  increased  to  18  feet.  Estimated 
cost,  $2,700,000. 

On  Jime  30,  1909,  $1,630,824.50  had  been  expended  on  the  present 
project,  all  for  improvement.  There  was  received  on  account  of 
reimbursements  for  damages  to  government  property  $108.97,  and 
from  the  sale  of  maps  $2.10. 
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About  67  per  cent  of  the  work  proposed  under  the  present  project 
has  been  completed,  resultmg  in  making  a  channel  15  feet  aeep  at 
mean  low  water  and  width  of  about  400  feet  from  Willis  Avenue 
Bridge  to  the  Madison  avenue  permanent  bridge  except  immediately 
north  of  the  easterly  pier  of  the  Second  Avenue  Bridge,  where  ledge 
rock  projects  above  the  improvement  plane;  thence  to  One  hundred 
and  forty-fifth  Street  Bridge  the  same  depth  and  250  to  300  feet  in 
width:  thence  to  Macombs  Dam  Bridge  the  same  depth  and  150  feet 
in  width.  The  available  depth  through  the  westerly  draw  channel 
at  Macombs  Dam  Bridge  is  about  12  reet;  the  channel  through  the 
easterly  draw  opening  is  not  navigable,  being  obstructed  by  a  rocky 
ledge  which  projects  above  the  low-water  plane  to  within  a  short 
distance  of  the  rest  pier.  Below  Willis  Avenue  Bridge  between  One 
hxmdred  and  twenty-second  and  One  hundred  and  twenty-sixth 
streets,  the  channel  of  15  feet  depth  is  about  100  feet  wide;  both 
above  and  below  this  section  of  the  river  the  width  rapidly  increases 
to  400  feet  and  over.  In  1907  a  channel  15  feet  deep  and  150  feet 
wide  was  dredged  from  Macombs  Dam  Bridge  to  the  Hudson  River; 
it  is  probable  that  since  this  work  was  completed  the  channel  has 
been  narrowed  by  the  filling  in  of  material  from  the  sides.  The  rock 
cut  through  Dyckmans  Meadow  has  been  completed. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  continuing  the  improvement  at  and  east  of 
Macombs  Dam  Bridge. 

The  maximimi  draft  that  could  be  carried  June  30,  1909,  through 
the  channel  from  East  River  to  Hudson  River  at  mean  low  water  is 
estimated  at  15  feet,  except  through  the  channel  at  Macombs  Dam 
Bridge,  where  the  depth  is  but  about  12  feet. 

The  mean  range  or  tides  in  Harlem  River  as  determined  in  1907 
is  as  follows:  At  Mill  Rock,  5  feet;  Willis  Avenue  Bridge,  5.1  feet; 
Macombs  Dam  Bridge,  4.7  feet;  Broadway  Bridge,  3.8  feet;  Spuyten 
Duyvil  Bridge,  3.7  reet.  The  total  length  of  water  way  is  about  8 
miles. 

The  tonnage  and  value  of  the  commerce  of  this  river,  which  is 
general  in  character,  as  obtained  from  the  best  available  information, 
are  as  follows: 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1895 

7,633,694, 
6,910,386 
9,130,763 
9,998,021 

1203,707,376 
282,186,100 
231,384,004 
270,210,309 

1906 

11,385,649 

12,385,507 

043,768,658 

(?)S104,360,757 
313,380,743 
410,100,000 

1903 

1907 

1904 

1906 

1906 

a  Increase  due  to  foUure  in  past  on  the  part  of  large  transportation  interests  to  respond  to  requests  in 
past  years  for  statistics. 

The  principal  benefit  derived  from  the  improvement  has  been  in  the 
way  of  increased  facilities  for  handling  snipments,  which  make  a 
material  saving  in  the  cost  of  transportation. 

Detailed  description  of  this  improvement  is  printed  in  Reports  of 
the  Chief  of  Engineers  for  1887,  page  665,  and  1897,  page  1019. 
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July  1, 1908,  balance  unexpended «$98, 600. 14 

Collection  danu^  to  drill  scow  Hudson 67. 80 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 22,000.00 

120,667.94 
June  30, 1909,  amount  exi>ended  during  fiscal  year,  for  works  of  improve- 
ment   84,281.37 


July  1,  1909,  balance  unexpended 36, 286. 67 

July  1, 1909,  outstanding  liabilities 8,252.80 

July  1, 1909,  balance  available 28, 033. 77 


July  1,  1909,  amount  covered  by  uncompleted  contracts 11, 919. 40 

Amount  (estimated)  required  for  completion  of  existing  project 1, 133, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 300,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  E  8.) 

9.  Newtovm  Creekj  New  York. — This  creek,  an  inlet  of  the  East 
River,  extending  inland  between  Kings  and  Oueens  counties,  N.  Y., 
for  a  distance  of  about  4  miles,  had  a  natural  depth  varying  from  12^ 
feet  at  the  mouth  to  4  feet  at  the  head  o£  navigation. 

The  original  project,  adopted  in  1880  and  modified  in  1884,  pro- 
vided for  a  channel  240  feet  wide  and  21  feet  deep  from  the  moutn  to 
the  Vernon  Avenue  Bridge;  thence  to  the  head  of  navigation  on  both 
branches  or  channels  decreasing  from  175  to  100  feet  in  width  and 
from  18  to  10  feet  in  depth.  The  cost  of  the  work  was  estimated  at 
S255,50Q.     In  carrying  out  this  project  $197,500  was  expended. 

The  existing  project,  adopted  June  3,  1896,  is  to  secure  a  uniform 
channel,  125  feet  wide  and  18  feet  deep,  from  the  East  River  to  the 
hesid  of  navigation  in  the  creek  and  in  English  KiOs  at  the  Metro- 
politan avenue  bridges,  at  an  estimated  cost  of  $450,000.  This  esti- 
mate was  subsequently  reduced  to  $228,000. 

Up  to  June  30, 1909,  $221,364.88  had  been  expended  on  the  project. 
Of  tnis  amount  $21,420.31  was  for  maintenance. 

About  94  per  cent  of  the  work  proposed  under  the  present  project 
has  been  completed,  resulting  in  a  channel  of  the  projected  width  and 
depth,  with  the  exception  of  some  widening  at  the  entrance.  The 
dredged  channel  has  aeteriorated  to  a  considerable  extent. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  completing  the  improvement  and  to  maintenance. 

The  maxmium  draft  that  could  be  carried  over  the  shoalest  part 
of  the  channel  June  30, 1909,  at  mean  low  water  is  probably  not  more 
than  16  feet.  The  mean  range  of  tides  is  about  4i  feet.  The  total 
length  of  navigable  channels  is  about  4  miles..  The  head  of  naviga- 
tion in  the  creek  and  kills  is  at  the  Metropolitan  avenue  bridges. 

a  Error  of  50  cents  in  report  for  year  ending  June  30,  1908;  sale  of  maps  credited  to 
Hudson  River  should  have  been  credited  to  Harlem  River. 
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The  tonnage  and  value  of  the  commerce  of  this  creek,  mainly  in 
coal;  building  materials,  oil,  and  general  merchandise,  as  obtamed 
from  the  best  available  information,  are  as  follows: 


Year. 

Tods. 

Value. 

Year. 

Tona. 

Value. 

1908 

2,876,025 
3,771,728 
3,428,404 

890,635,840 
•108,313,877 
130,812,974 

1906 

2,803,380 
3,108,374 
4,181,528 

8214,714,761 

1904 

1907 

176,229,346 

1906 

1908 

229,994,008 

The  increased  depth  resulting  from  this  improvement  has  greatly 
benefited  commerce. 

Freight  rates  have  been  reported  as  greatlv  reduced  by  this  im- 

Erovement.     It  is  difficult  if  not  impracticable  to  ascertain  details; 
ut  the  large  and  valuable  commerce  of  this  water  is  the  best  index  to 
the  eflFect  of  the  improvement. 

Detailed  descriptions  of  this  improvement  are  printed  in  the  Reports 
of  the  Chief  of  Engineers  for  1896,  page  760,  and  1900,  page  1411. 
A  sketch  of  the  locaUty  is  printed  in  Report  of  the  Chief  of  Engineers 
for  1904,  page  1034. 

July  1, 1908,  balance  unexpended $19,828.54 

June  30, 1909,  amo\mt  expended  during  fiscal  year: 

For  works  of  improvement $1, 335. 11 

For  maintenance  of  improvement 1, 458. 31 

2,793.42 

July  1, 1909,  balance  unexpended 17,035.12 

July  1, 1909,  outstanding  liabilities 63,41 

July  1, 1909,  balance  available 16, 971. 71 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 10,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  rver  and  harbor  act  of  1899. 

(See  Appendix  E  9.) 

10.  WaJlabout  channd.  New  York, — This  channel  consists  of  a 
waterway  extending  in  a  half  circle  around  the  inside  of  the  island 
known  as  Cob  dock,  which  Ues  in  Wallabout  Bay,  a  slight  indenta- 
tion of  the  East  River,  off  the  United  States  navy-yard  at  Brooklyn. 
N.  Y.,  and  is  part  of  the  United  States  property.  Wallabout  channel 
connects  with  the  East  River  east  and  west  of  Cob  dock. 

The  channel  is  separated  into  two  parts,  called  the  "east"  and 
"west''  channels,  by  a  stone  causeway  which  connects  the  mainland 
with  Cob  dock.  The  east  channel,  wmch  is  about  2,000  feet  long  and 
from  260  to  350  feet  wide,  and  had  available  depths  of  from  16  to  20 
feet  along  the  line  of  deepest  water,  diminishing  to  5  feet  along  the 
sides,  is  tne  part  embraced  in  the  approved  project  for  improvement. 

The  existing  project,  adopted  in  1899,  is  to  secure  a  depth  of  20 
feet  at  mean  low  water  and  widths  ranging  from  230  to  350  feet  from 
the  entrance  of  the  channel  to  the  timber  causeway;  practically  to 
the  stone  causeway  constructed  northward  of  the  tmiber  causeway. 

The  channel  was  secured  in  accordance  with  the  project  in  1900,  at 
a  cost  of  $18,173.69. 
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Up  to  June  30,  1909,  $19,923.62  had  been  expended  on  the  proj- 
ect. Of  this  amount,  $1,749.93  was  expended  in  resurveying  the 
locality  for  the  purpose  of  determining  the  amount  of  work  necessary 
to  restore  the  cnannel  to  its  projected  dimensions. 

The  available  fimds  will  be  appUed  to  the  restoration  of  the  channel. 
The  maximum  draft,  at  mean  low  water,  that  could  be  carried  over 
the  shoalest  part  of  the  channel  Jime  30,  1909,  is  probably  not  more 
than  18  feet.  Mean  ran^e  of  tides  4  feet.  Total  length  of  navigable 
channel  is  about  one-half  mile.  The  head  of  navigation  is  at  the 
causeway. 

The  commerce  of  Wallabout  channel,  mainly  in  coal,  sugar, 
sirups,  ice,  lumber,  and  produce,  amoimted  in  1897  to  340,300  tons, 
valued  at  $16,008,000;  and  in  1908  to  937,384  tons,  valued  at 
$4,444,600. 

A  detailed  description  of  this  improvement  is  printed  in  the 
Beport  of  the  Chief  of  En^neers  for  1899,  page  1242.  A  sketch  of 
the  locaUty  is  printed  in  House  Docimient  No.  60,  Fifty-fifth  Con- 
gress, third  session. 

July  1, 1908,  balance  unexpended 121,826.31 

June  80, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement       1,749.93 

July  1, 1909,  balance  unexpended 20,076.38 

(See  Appendix  E  10.) 

11.  Browns  Creek j  New  YorJc. — ^This  is  a  narrow  stream  which 
empties  into  Great  South  Bay,  Long  Island,  near  Browns  Point.  It 
haa  orimially  a  depth  of  from  1  to  3  feet  at  low  water,  a  bar  at  the 
mouth  having  less  tnan  1  foot. 

The  project  for  improvement,  adopted  September  19,  1890,  pro- 
vides for  a  channel  100  feet  wide  and  4  feet  deep,  to  extend  from  deep 
water  in  the  bay  up  to  Sayville  highway  bridge,  and  to  be  protected 
at  the  entrance  by  jetties  on  both  sides.    Estimated  cost,  $46,000. 

Up  to  June  30, 1909,  $31,301.86  had  been  expended  on  the  project, 
of  wnich  amount  $6,301.86  was  for  maintenance. 

There  was  received  from  the  sale  of  maps  $1.38. 

About  54  per  cent  of  the  work  proposed  imder  the  project  has  been 
completed,  resulting  in  the  building  of  two  jetties  at  tne  entrance  and 
in  the  dredging  of  a  channel  100  ^et  wide  and  4  feet  deep  at  mean 
low  water  for  a  distance  of  3,200  feet  from  the  entrance.  Because  of 
shoaling  this  dredged  channel  was  redredged  in  1905  to  4  feet  depth 
at  mean  low  water  for  a  distance  of  about  1,200  feet  from  the  ena  of 
thejetties. 

Tlie  west  jetty  is  492  feet  long  and  the  east  jetty  438  feet  long,  both 
with  top  width  of  3  feet  at  1  foot  above  high  water,  and  both  partly 
coverea  at  the  shore  end  by  accretion.    They  are  in  bad  condition. 

Disbursements  during  the  year  were  in  payment  of  office  expenses 
and  of  the  cost  of  *an  examination  of  the  locauty. 

The  available  funds  and  additional  appropriation  recommended  are 
to  be  appUed  to  maintenance. 

The  maximum  draft  that  could  be  carried  over  the  shoalest  part  of 
the  dredged  channel  at  mean  low  water  Jime  30,  1909,  is  about  2} 
feet;  mean  range  of  tides,  1  foot.  The  head  of  navigation  is  at  the 
Sayville  highway  bridge,  about  1^  miles  from  the  mouth. 

9001— iNO  1909 10 
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Because  of  rapid  deterioration,  due  mainly  to  the  inflow  of  mud 
from  the  marshes  bounding  the  channel.  $6,204.83  has  already  been 
expended  in  redredgin^,  and  the  jetties,  ouilt  only  to  about  one-third 
of  their  projected  lengths,  are  in  a  very  bad  condition. 

The  total  cost  of  completing  the  project  will  be  much  ereater  than 
the  original  estimate,  and  if  the  channel,  which  is  now  only  3,200  feet 
long  and  requires  reoredging,  is  extended  upstream,  the  expenditure 
for  maintenance  will  increase  proportionately. 

Considering  the  hmited  numoer  of  vessels  using  this  creek  for 
transportation  purposes,  the  cost  of  improving  and  maintaining  the 
entire  length  or  the  creek  to  Sayville,  and  completing  the  break- 
waters as  projected,  would  be  out  of  proportion  to  the  benefits  to  be 
derived  therefrom.  It  is  therefore  recommended  that  future  appro- 
priations be  made,  not  for  extending  the  improvement,  but  only  for 
maintaining  the  present  dredged  channel. 

The  tonnage  and  value  of  the  commerce  of  this  creek,  mainly  in 
coal,  building  materials,  and  fish,  as  obtained  from  the  best  available 
information,  are  as  follows: 


Tear. 

Tons. 

Value. 

Year. 

Tons, 

Value. 

1S98 

10,700 
11,642 
17,025 
17,630 
20,380 

<213,800 
261,360 
454,500 
299,300 
609,450 

1904 

24,000 
61,676 
29,675 
34,976 
25,240 

$807,075 
1,811.195 

983,880 
1,043,805 

924,780 

1899 

1905 

1901 

1906 

1902 

1907 

1903 

1908 

This  improvement  has  resulted  in  providing  a  harbor  for  fishing 
boats,  but  has  had  no  appreciable  effect  on  freight  rates. 

Details  in  reference  to  this  work  appear  in  Reports  of  the  Chief  of 
Engineers  for  1897,  page  1111,  and  for  1900,  page  1417.  A  sketch  of 
the  creek  is  printed  in  Report  of  the  Chief  of  Engineers  for  1894, 
page  710. 

July  1, 1908,  balance  unexpended |4, 795. 17 

Received  from  sales L38 


June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement  


4, 796. 55 


97.03 


July  1, 1909,  balance  unexpended 4, 699. 52 

Amount  (estimated)  required  for  completion  of  existing  project 16, 301. 86 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintensuice  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 3,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Ell.) 

IS.  Oreat  South  Bay,  New  York, — ^The  first  project,  adopted  Sep- 
tember 19,  1890,  provided  for  the  improvement  of  the  Patchogue 
River,  a  small  inlet  extending  from  Great  South  Bay,  Long  Island, 
to  the  village  of  Patchogue.  This  stream  had,  before  improvement, 
a  depth  of  2  feet.  The  project  provided  for  a  channel  about  5,000 
feet  long,  60  feet  wide,  and  6  feet  deep,  to  be  protected  at  its  mouth 
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against  westerly  storms  by  a  jetty  1,700  feet  long.  Estimated  cost, 
$40,000.  On  tfune  30,  1902,  there  had  been  expended  on  this  work 
$40,000,  and  the  project  was  completed. 

The  present  projec^  adopted  June  13.  1902,  provides  for  dredging 
a  channel  from  Fu:e  Island  Inlet,  whicn  connects  Great  South  Bay 
with  the  ocean,  to  Patchogue,  on  Patchogue  River.  From  the  inlet 
to  the  central  basin  in  Great  South  Bay  the  channel  is  to  be  10  feet 
deep  at  mean  low  water  and  200  feet  wide.  From  the  central  basin 
to  ratchogue  the  channel  is  to  be  8  feet  deep  and  100  feet  wide  at 
mean  low  water.  Estimated  cost  $66,000,  and  $2,000  annually  for 
maintenance. 

Up  to  June  30,  1909,  $66,813.93  had  been  expended  on  the  project, 
of  wnich  amount  $6,993.1 1  was  for  maintenance.  There  was  received 
from  the  sale  of  maps  $2.92.  About  90  per  cent  of  the  work  con- 
templated under  the  present  project  has  oeen  completed,  resulting 
in  a  channel  200  feet  wide  and  10  feet  deep  at  mean  low  water  in  the 
bay,  except  at  bars  "A"  and  "B;"  and  in  the  completion  of  a  chan- 
nel 100  feet  wide  and  8  feet  deep  at  mean  low  water  in  the  river. 
Considerable  shoaling  has  occurred  in  the  latter. 

Expenditures  during  the  past  fiscal  year  were  for  payment  of  con- 
tractor's retained  percentages,  examination  of  channel  conditions, 
printing,  advertising,  etc. 

A  recent  examination  of  Patchogue  River  has  shown  that  to  main- 
tain the  channel  at  a  minimum  of  cost  the  present  west  jetty  should 
be  extended  to  at  least  the  7-foot  contour  in  the  bay;  an  easterly 
jetty  should  be  built  out  from  the  shore  to  the  same  contour;  and  the 
channel  should  be  redredged  throughout  its  length  to  the  projected 
depth  of  8  feet  below  mean  low  water.  The  estimated  cost  of  this 
work  is  $75,000,  in  addition  to  the  funds  now  available.  Further 
details  concerning  this  item  are  given  in  the  report  of  the  district 
officer. 

The  available  funds  and  the  additional  appropriation  recom- 
mended are  to  be  applied  to  maintenance,  by  dredging,  leaving  it  for 
Congress  to  decide  whether  the  jetties  shall  be  built  to  aid  in  main- 
taimng  the  project  depth  as  proposed  by  the  district  officer. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  over  the 
shoalest  part  of  the  channel  from  Fire  Island  Inlet  to  central  basin 
was  8.5  feet  and  in  Patchogue  River  5  feet. 

Mean  range  of  tides,  1  foot.  The  head  of  navigation  in  Patchogue 
River  is  at  a  fixed  bridge  at  Division  street,  Patchogue.  The  total 
length  of  navigable  channel  from  Fire  Island  Inlet  to  Patchogue  is 
about  17  J  miles  and  to  Belleport  22  miles. 

The  tonnage  and  value  or  the  commerce  of  this  locality,  mainly 
in  coal,  lumber,  and  fish,  as  obtained  from  the  best  available  informa- 
tion, are  as  follows: 


Year. 

Tom. 

Value. 

Year. 

Tods. 

Value. 

1808 

255,300 
266,800 
274,100 
281, rr 3 
257,500 
268,500 

$3,702,000 
3,808,500 
8,919,000 
4,025,000 
4,000,000 
8,006,090 

1004 

257,879 
224,526 
232,500 
224,106 
195,000 

$4,037,180 
3,871,860 

1800 

1905 

1900 

1906 

4,014,000 

1901 

1907 

3,903,723 
8,320,000 

1902 

1908 

1903 
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The  eflfect  of  the  work  has  been  to  facilitate  commerce.  No  reduc- 
tion in  freight  rates  has  been  ascertained. 

For  detafls  as  to  improvement  see  Patchogue  River,  Reports  of  the 
Chief  of  Engineers  for  1897^  pa^e  1108;  for  1901,  page  1249,  and  for 
1903,  page  134.  A  sketch  is  pnnted  in  Report  of  the  Chief  of  Engi- 
neers for  1903,  page  876. 

July  1, 1908,  balance  unexpended |4, 018.  24 

Received  from  sales 1. 47 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 3,000.00 


7,019.71 
June  30,  1909,  amo\mt  expended  during  fiscal  year,  for  maintenance  of 
improvement 830.  72 

Julyl,  1909,  balance  unexpended 6,188.99 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bsiJance  un- 
expended July  1,  1909 5,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899.  « 

(See  Appendix  E  12.) 

13.  Hudson  River ^  New  York, — ^The  portion  of  this  river  which  is 
now  under  improvement  is  the  stretch  beginning  at  the  State  dam  at 
Troy  and  extending  downstream  to  Coxsackie,  a  distance  of  28  miles. 
In  its  natural  condition  the  channel  was  narrow  and  crooked,  with  a 
navigable  depth  of  4  feet  between  the  State  dam  and  Albany,  of  7^ 
feet  Detween  Albany  and  New  Baltimore,  of  11  feet  between  New 
Baltimore  and  Coxsackie,  and  of  12  feet  or  more  below  Coxsackie. 

The  ori^nal  project  for  improvement,  adopted  in  1834,  modified 
in  1852  and  again  in  1866,  had  for  its  object  the  securing  of  a  navigable 
channel  of  sufficient  width  and  9  feet  deep  between  Troy  and  Albany, 
and  11  feet  deep  between  Albany  and  New  Baltimore.  In  carrying 
out  this  work  $1,667,938  was  expended. 

The  existing  project,  adopted  July  13,  1892,  and  modified  March 
3,  1899,  provides  for  a  12-foot  channel  150  feet  wide  from  the  State 
dam  to  tne  foot  of  Jacob  street,  Troy;  thence  gradually  increasing  in 
width  to  400  feet  at  the  foot  of  feroadway,  Troy;  thence  400  feet  wide 
to  Coxsackie.  This  work  was  estimated  to  cost  $4,343,863.  The  act 
of  March  3, 1905,  authorized  the  expenditure,  in  the  discretion  of  the 
Secretary  of  War^  of  $85^00  of  the  amount  appropriated  by  that  act 
for  improving  Hudson  River,  for  the  removal  of  Stonehouse  bar, 
opposite  New  Baltimore.  Forty  thousand  two  hundred  and  eighty- 
eight  dollars  and  forty-two  cents  has  been  expended  on  this  work. 
The  same  act  authorized  the  expenditure  of  not  exceeding  $10,000  in 
providing  a  channel  for  access  to  the  harbor  of  Tarry  town,  all  or  which 
amount  has  been  expended  under  this  authority.  The  act  of  March  2. 
1907,  authorized  the  expenditure  of  $5,000  in  removing  the  bar  and 
deepening  the  channel  at  the  mouth  of  Schodack  Creek.  Under  this 
autnority  $4,432.37  was  expended. 

On  June  30,  1909,  $3,740,335.60  had  been  expended;  of  this 
amount  $3,705,202.14  had  been  expended  on  the  present  project,  of 
which  $313,497.48  was  for  maintenance;  and  the  balance,  $54,720.79, 
on  Uie  works  above  enumerated  not  included  in  the  project.  There 
was  received  from  sales  of  maps  $86.52;  from  sale  of  typewriter 


Digitized  by  VjOOQ IC 


BIVER  AND  HARBOR  IMPROVEMENTS.  149 

$35;  from  repayments  $10.06;  from  reimbursements  on  account  of 
removal  of  obstructions  from  the  channel.  $78.10. 

About  85  per  cent  of  the  work  proposea  imder  the  present  project 
has  been  completed,  resulting  in  a  navigable  channel  of  not  less  width 
than  190  feet,  and  maximum  depth  of  12  feet  at  mean  low  water  from 
Coxsackie  to  the  Delaware  ana  Hudson  Conipany's  bridge  at  Troy. 
N.  Y.,  except  at  the  New  York  Central  and  Hudson  River  Railroad 
Company's  freight  bridge  at  Albany,  where  the  channel  through  the 
draw  spans  is  contracted  to  a  maximum  of  90  feet*  and  a  depth  of  11 
feet  and  width  of  75  feet  from  the  Delaware  and  Hudson  Companv's 
bridge  to  within  900  feet  of  the  sloop  lock  at  the  State  dam.  The 
depm  over  the  miter  sill  of  the  sloop  lock  is  4^  feet. 

The  range  of  the  tides  in  seasons  of  moderate  rain  varies  from  2.55 
feet  at  the  State  dam,  2.89  feet  at  Broadway,  Troy,  2.84  feet  at  Al- 
bany, to  3.69  feet  at  Uoxsackie,  being  an  increase  in  elevation  of  high 
water  of  about  0.5  foot  at  Albany  and  at  the  foot  of  Broadway,  Trov. 
The  head  of  navigation  for  the  tidal  portion  of  the  river  is  at  tne 
State  dam,  153  mnes  from  the  Battery  in  New  York  Cit^r.  The  total 
lei^h  of  navigable  channel  under  improvement  is  28  miles. 

For  results  of  previous  tidal  observations,  reference  is  made  to  the 
.  Report  of  the  Chief  of  Engineers  for  1897,  page  998,  and  1900,  page 
1490. 

The  conmierce  within  the  limits  of  the  improvement,  mainly  in 
generfd  merchandise,  farm  products,  building  material,  fuel,  and  ice, 
amounted  to  3,325,360  tons,  valued  at  $75,664,748  in  1906,  to 
2,881,168  tons,  valued  at  $66,853,731  in  1907,  and  to  2,945,921  tons, 
valued  at  $120,421,651  in  1908. 

The  effect  of  the  improvement  has  probably  been  to  reduce  freight 
rates. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  appUed  to  continuing  the  improvement  and  to  maintenance. 

July  1 ,  1908,  balance  \mexpended o  |196, 689. 19 

Received,  sale  of  maps,  $35.02;  sale  of  property,  $35 70. 02 

Amount  allotted  from  appropriation  by  nver  and  harbor  act  approved 

March  3. 1909 39,000.00 

Received  by  collection 4.45 

235, 763.  66 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $145, 772. 44 

For  maintenance  of  improvement 34, 310. 58 

180,083.02 

July  1,  1909,  balance  unexpended 55, 680.  64 

July  1, 1909,  outstanding  liabilities 18, 688. 53 

July  1. 1909,  balance  available 36, 992. 11 

July  1,  1909,  amount  covered  l)y  imcompleted  contracts 3, 152. 90 

Amount  (estimated)  required  for  completion  of  existing  project 951, 408. 17 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1, 1909 350, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  13.) 

«  Error  of  50  cents  in  report  for  year  endingJune  30.  1908;  sale  of  maps  credited  to 
Hudaon  River  should  have  been  credited  to  Harlem  River. 
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14'  Saugerties  Harbor,  New  Yoric, — Saugerties  Harbor  is  the  name 
applied  to  the  mouth  of  Esopus  Creek,  which  empties  into  the  Hudson 
River  from  the  west,  about  100  miles  above  New  York  City,  which 
creek  is  navigable  at  high  water  for  a  distance  of  about  6,000  feet 
from  deep  water  in  the  Hudson  River.  Above  the  steamboat  land- 
ing, whicn  is  a  distance  of  about  4,500  feet  from  deep  water,  there  is 
little  traffic.  The  original  depth  over  the  bar  was  3  leet  at  mean  low 
water,  which  had  been  increased  to  7  feet  by  dredging  done  by  the 
State  of  New  York  in  1885-86. 

The  original  project,  which  contemplated  securing  a  permanent 
channel  7  leet  deep  at  mean  low  water  and  100  feet  wide,  at  an  esti- 
mated cost  of  $52,000,  was  adopted  in  1884,  modified  in  1887,  and 
completed  in  1892,  with  an  expenditure  of  $42,000.  To  June  30, 1902, 
$15,000  had  been  expended  for  maintenance. 

TTie  existing  project,  adopted  June  13,  1902,  provides  for  a  channel 
12  feet  deep  at  mean  low  water  and  200  feet  wide  from  deep  water 
in  the  Hudson  River  to  the  steamboat  landing,  at  an  estimated  cost 
of  $44,685,  with  an  estimated  annual  expenditure  of  $2,600  for 
maintenance. 

Up  to  June  30,  1909,  $44,137.98  had  been  expended  on  the  present 
project;  of  this  amount  $19,064.99  was  for  maintenance.  There  was 
received  from  the  sale  of  maps  $1.10. 

About  56  per  cent  of  the  work  proposed  under  the  present  project 
has  been  completed,  resulting  in  widening  and  straightening  the  nav- 
igable channel  of  12  feet  depth  where  Barclays  Point  and  Powder- 
house  reefs  have  been  removed,  and  in  making  a  fair  channel  from 
the  mouth  of  the  harbor  to  the  steamboat  landmg. 

The  expenditure  for  maintenance  is  mainly  due  to  restoring  the 
channel  above  the  reef,  where,  owing  to  the  breaking  of  the  dam  a 
short  distance  above  the  head  of  navigation  in  the  summer  of  1902 
and  the  consequent  release  of  a  large  quantity  of  mud  and  silt  retained 
by  it,  the  channel  had  been  reduced  in  width  and  depth  so  as  to  be 
practically  closed  to  the  navigation  by  large  boats ;  and  to  the  relief 
to  navigation  along  the  wharves  on  the  north  side  of  the  channel, 
where  extensive  shoaling  had  taken  place,  apparently  as  the  result  of 
the  removal  of  the  rock  off  Barclays  Point. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  continuing  the  improvement,  and  to  maintenance. 

The  maximum  draft  at  mean  low  water  that  could  be  carried  June 
30,  1909,  is  estimated  at  10^  feet,  for  a  minimum  width  of  50  feet. 
The  mean  rise  and  fall  of  tides  is  about  4  feet.  The  head  of  naviga- 
tion is  at  a  point  about  1,600  feet  below  the  dam.  The  total  length  of 
navigable  cnannel  is  about  11^  miles. 

The  tonnage  and  the  value  of  the  commerce  of  this  harbor,  mainly 
in  building  materials,  manufactures,  fuel,  and  general  merchandise,  as 
obtained  from  the  best  available  information,  are  as  follows: 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1901 

67,473 
66,500 
112,677 
113,200 

1905 '. 

81,600 
83,300 
96,400 
114,000 

$1,508,000 

1902 

1906 

1,606,200 

1903            

'iii^mXmy) 

1907 

1,873,000 

1904 

1906 

2,070,500 
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The  effect  of  the  improvement,  according  to  the  best  information 
available,  is  to  reduce  freight  rates  during  the  season  of  navigation. 

Details  in  reference  to  this  work  appear  in  Reports  of  the  Chief  of 
Engineers  for  1895,  page  910,  and  1900,  page  1518.  A  sketch  is 
printed  in  Report  of  the  Chief  of  Engineers  for  1904,  page  1046. 

July  1,  1908,  balance  unexpended fl6, 141. 87 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     12,278.76 


July  1,  1909,  balance  unexpended 3, 863. 12 

Amount  (estimated)  required  for  completion  of  existing  project 15, 749. 99 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1,  1909 15, 000, 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  14.) 

16,  Harbors  at  Rondfmt  and  PeeJcsJciU,  New  YorJc. — (a)  Bondout 
Harbor. — ^This  harbor  is  situated  at  the  mouth  of  Rondout  Creek, 
on  the  west  shore  of  the  Hudson  River,  90  miles  above  New  York  Citv. 
The  creek,  which  is  navigable  to  Eddyville,  3  miles  from  its  mouth, 
was  the  most  easterly  section  of  the  Delaware  and  Hudson  Canal  until 
that  waterway  was  abandoned  several  years  ago.  Before  improve- 
ment was  begun  under  the  adopted  project  a  depth  of  7  feet  at  mean 
low  water  h^  been  obtained  as  a  result  of  work  done  by  private 
parties. 

The  original  project,  adopted  June  10,  1872,  provided  for  a  channel 
14  feet  deep  at  mean  low  water  and  100  feet  wide,  at  an  estimated 
cost  of  $172,500,  and  was  completed  in  1880  at  a  total  cost  of  $90,000. 
Since  then  the  expenditures  nave  been  for  maintenance. 

Up  to  June  30, 1909,  $140,928.63  had  been  expended  on  the  project. 
Of  tnis  amount  $50,928.63  was  for  maintenance. 

The  above  expenditure  has  resulted  in  making  a  channel  12^  feet 
deep  at  mean  low  water  and  not  less  than  100  feet  wide. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  maintenance. 

The  maximum  draft  that  could  be  carried  through  the  channel 
June  30,  1909,  was  13  feet  at  mean  low  water,  with  a  least  width  of 
channel  of  about  75  feet.  The  mean  rise  and  fall  of  tides  is  4  feet. 
The  head  of  navigation  is  at  Eddyville.  The  total  length  of  navigable 
channel  is  about  3  miles. 

The  tonnage  and  value  of  the  commerce  of  this  harbor,  mainly  in 

feneral  mercnandise,  building  materials,  fuel,  and  ice,  as  obtained 
rom  the  best  available  information,  are  as  follows: 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1904 

1,469,000 

1,326,000 

996,  £04 

941,006,000 
40,112,800 
6,040,000 

1907 

1,266,000 
488,000 

16,026,000 

1905 

1906 

2,076,000 

1906 
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The  effect  of  the  improvement  has  probably  been  to  keep  the 
freight  rates  down  during  the  season  of  navigation. 

Detailed  description  of  this  improvement  is  printed  in  Reports  of 
the  Chief  of  Engmeers  for  1880,  page  494,  and  for  1895,  page  913. 
A  sketch  of  the  harbor  is  printed  m  Report  of  the  Chief  of  Engineers 
for  1903,  page  1884. 

Julyl,  1908,  balance  unexpended $10,838.73 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 8, 467. 36 

Julyl,  1909,  balance  imexpended 2,371.37 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  baltmce  unex- 
pended July  1, 1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  PeeJcshiU  Harbor, — This  harbor  is  an  indentation  on  the  east- 
em  shore  of  the  Hudson  River,  about  46  miles  above  New  York  City, 
about  five-eighths  of  a  mile  long  and  !{  miles  wide,  having  before 
improvement  a  controlUng  depth  of  about  5  feet  at  mean  low  water, 
except  near  the  wharves  m  Peekskill,  where  it  was  about  6  feet. 

The  original  proiect  for  improvement,  adopted  June  3,  1896,  pro- 
vided for  a  dreaged  channel  10  feet  deep  at  mean  low  water  and  100 
feet  wide  from  deep  water  in  the  Hudson  River  north  of  the  village 
to  deep  water  south  of  it,  following  generally  the  contour  of  the 
shore,  at  an  estimated  cost  of  $50,000.  The  project  was  completed 
in  1899,  at  a  cost  of  $19,400. 

Up  to  June  30,  1909,  $28,222.26  had  been  expended  on  the  project; 
of  this  amount  $8,822.26  was  for  maintenance. 

Disbursements  during  the  year  were  mainly  in  part  payment  of 
office  expenses. 

The  channel  was  restored  to  its  projected  depth  and  width  in  1907. 
It  is  probable  some  shoaUng  has  occurred  since  then. 

The  available  balance  and  the  additional  appropriation  recom- 
mended are  to  be  apphed  to  maintenance. 

The  maximum  arah  that  could  be  carried  through  the  channel 
Jime  30, 1909,  at  mean  low  water  is  probably  less  than  10  feet.  Mean 
range  of  tides  about  3  feet.    The  total  length  of  channel  is  If  miles. 

The  tonnage  and  value  of  the  commerce  of  this  harbor,  mainly  in 
general  merchandise,  building  material,  and  fuel,  as  obtained  from 
the  best  available  information,  are  as  follows: 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1904 

81,265 
74,546 
88,fi00 

13,751,986 

1,134,748 

660,864 

1907 

107,963 
226,533 

$733,786 
4,984,  Die 

1905 

1908a 

1906 

a  Increase  mainly  due  to  the  receipt  of  mora  complete  statlstlos  for  1908  than  for  previous  years. 

A  slight  reduction  in  freight  rates  has  been  reported. 

Detailed  description  of  this  improvement  is  printed  in  Reports  of 
the  Chief  of  Engineers  for  1895^  pace  999,  and  for  1897,  page  1016. 

A  sketch  of  the  harbor  is  printed  in  Report  of  the  Chief  of  Engi- 
neers for  1903,  page  886. 

a  See  conaolidated  money  Btatement  on  page  153. 
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July  1, 1906,  balance  unexpended $285. 48 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement         7.74 


July  1, 1909,  balance  unexpended 277.74 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1911, 
for  maintenance  ol  improvement,  exclusive  of  the  balance  unexpended 
Julj;  1,1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 

,    1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $11, 124.  21 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 8, 475. 10 

July  1, 1909,  balance  unexpended 2,649.11 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 : 6, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  16.) 

16.  Wapjnnger  Creek,  New  York, — Wappinger  Creek  is  a  small 
stream,  which  empties  into  the  Hudson  River  from  the  east  about 
one-half  mile  below  the  village  of  New  Hamburg,  N.  Y.;  it  is  naviga- 
ble from  its  mouth  for  a  distance  of  about  2  miles  to  the  works  of  the 
Dutchess  Company,  which  are  located  just  below  the  falls  and  at  the 
head  of  navigation.  The  entrance  to  the  creek  is  through  a  draw- 
bridge over  which  passes  the  New  York  Central  and  Hudson  River 
Railroad.  The  depth  before  improvement  did  not  exceed  6  feet, 
and  the  width  of  channel  varied  from  25  to  75  feet. 

The  original  project  for  improvement,  adopted  September  19,  1890, 
provided  for  a  channel  8  feet  deep  at  mean  low  water  and  80  feet 
wide,  at  an  estimated  cost  of  $13,000.  The  project  was  completed 
April  30,  1892,  at  a  cost  of  $13,000,  and  resulted  in  making  a  chan- 
nel of  the  projected  width  and  depth. 

The  expenditures  during  the  past  fiscal  year  were  for  resurvey  of 
the  creek,  examining  new  drawbridge,  etc. 

Up  to  June  30, 1909,  $18,849.34  had  been  expended  on  the  project; 
of  this  amount  $5,849.34  was  for  maintenance. 

To  maintain  the  channel  width  and  depth  as  projected  repeated 
redredging  is  necessary.  A  recent  survey  of  the  creek  from  its  mouth 
to  the  falls  shows  that  shoaling  has  occurred  to  such  extent  the  expend- 
iture of  the  balance  of  funds  available  for  this  work  would  not  result 
in  a  material  benefit  to  navigation.  It  is  therefore  proposed  to  delay 
further  work  until  additional  funds  are  made  availaole  by  act  of 
Congress. 

During  the  past  year  the  New  York  Central  and  Hudson  River 
Railroad  Company  completed  the  erection  of  a  new  draw  of  40  feet 
horizontal  clearance  a  short  distance  south  of  the  old  draw  span,  and 
connected  the  new  location  with  the  channel  improved  by  the  United 
States  by  dredging  to  a  depth  of  8  feet  at  mean  low  water,  except 

o  See  consolidated  money  statement  on  this  page. 
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for  a  few  minor  obstructions  in  the  draw  opening  which  have  yet  to 
be  removed  bv  the  railroad  company. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  maintenance. 

The  greatest  draft  that  can  be  carried,  June  30,  1909,  at  mean  low 
water,  from  deep  water  in  the  Hudson  River  to  the  head  of  naviga- 
tion is  about  7  feet.  The  mean  rise  and  fall  of  tides  at  the  mouth  of 
the  creek  is  about  3.3  feet.  The  total  length  of  navigable  channel  is 
about  2  miles. 

The  tonnage  and  value  of  the  commerce  of  this  creek,  mainly  in 
cotton  goods,  clothing,  building  material,  and  fuel,  as  obtained  from 
the  best  available  information,  are  as  follows: 


Year. 

Tom. 

Value. 

Year. 

Tons. 

Value. 

1904 

66,927 
49,5r,2 
4fi,194 

17,955,976 

4,872.903 

672,399 

<  1907 

44,493 
41,574 

1446,766 

1905 

1  1908 

0  6,990,600 

1900 

a  Increase  due  to  more  accurate  returns  from  Interested  parties  for  1906  than  for  1906  and  1907. 

It  is  reported  that  commercial  interests  have  been  greatly  bene- 
fited by  the  improvement,  but  no  reduction  in  freight  rates  has 
resulted  therefrom. 

Details  in  reference  to  this  work  appear  in  the  Report  of  the  Chief 
of  Engineers  for  1893,  page  1024.  A  sketch  is  printed  in  the  Report 
of  the  Chief  of  Engineers  for  1904,  page  1051. 

July  1,  1908,  balance  unexpended $3,000.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 349.  34 

July  1,  1909,  balance  unexpended 1,650.66 

July  1, 1909,  outstanding  liabilities 16.71 

July  1, 1909,  balance  available 1, 633. 95 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  bailee  unex- 
pended July  1,  1909 5, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  16.) 

17.  Tarrytown  Harbor,  New  YorJc, — ^This  harbor  is  located  on  the 
east  shore  of  Hudson  River,  about  28  miles  above  New  York  City, 
where  the  river  is  several  miles  wide.  The  channel  is  bordered  on 
both  sides  by  extensive  flats,  that  on  the  east  side  measuring  about 
three-eights  of  a  mile  from  the  main  wharf  to  the  12-foot  depth  in 
the  river.  The  general  depth  in  the  harbor  is  about  4^  feet  at  mean 
low  water. 

Before  improvement  two  channels  of  about  6  feet  depth  led  up  to 
main  wharf. 

The  original  project  for  improvement,  adopted  March  3,  1906, 
provides  for  a  channel  along  the  wharf  front  or  the  harbor  and  con- 
necting it  north  and  south  with  deep  water  in  Hudson  River,  to 
be  12  feet  deep  at  mean  low  water^  and  150  feet  wide  along  the 
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wharf  front;  and  100  feet  wide  in  the  northerly  and  southerly  con- 
nections with  the  Hudson  River.  Estimated  cost,  $26,000,  increased 
in  1907  to  $35,491.68,  and  $1,000  or  $2,000  biennially  for  main- 
tenance. 

Up  to  June  30,  1909,  $23,226.27  had  been  expended  on  this  project, 
all  in  improvement.  About  66  per  cent  of  the  work  proposea  under 
the  project  has  been  completed,  resulting  in  a  channel  100  feet  wide 
and  12  feet  deep,  at  mean  low  wat.er,  in  the  southern  arm;  100  feet 
wide  and  10  to  12  feet  deep  along  the  wharf  front  except  opposite 
Husted's  dock,  where  it  is  onlv  60  feet  wide;  60  feet  wide  and  12  feet 
deep  for  350  reet  in  length  of  the  eastern  end  of  the  northern  arm, 
and  60  feet  wide  but  of  less  than  12  feet  depth  for  a  farther  distance 
of  100  feet  in  the  northern  arm.  It  is  probable  that  the  dredged 
areas  have  shoaled  to  an  appreciable  extent. 

The  available  funds  and  additional  appropriation  recommended 
are  to  be  applied  to  continuing  the  improvement  and  to  maintenance. 

The  maximum  draft  that  could  be  carried  in  the  dredged  channel 
June  30,  1909,  at  mean  low  water,  from  deep  water  in  the  Hudson 
River  south  of  Tarry  town  to  Husted's  wharr  in  Tarry  town,  is  esti- 
mated at  12  feet,  and  from  deep  water  in  the  Hudson  Kiver  north  of 
Tarrytown  to  the  same  wharf  at  6  feet.  Mean  range  of  tides  is  about 
3i  feet.    The  total  length  of  projected  channel  is  about  IJ  miles. 

The  tonna5re  and  value  of  trie  commerce  of  this  harbor,  mainly  in 
general  merchandise,  coal,  and  building  materials,  as  obtained  from 
the  best  available  information,  are  as  follows: 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

i9a5 

71,201 
79,714 

$1,830,092 
384,97»(?) 

1907 

86,076 
71,325 

13, 641,015 

190J     

1906 

3,648,856 

A  slight  reduction  in  freight  rates  has  been  reported  as  resulting 
from  the  improvement. 

Detailed  aescription  of  this  harbor  is  printed  in  Reports  of  the 
Chief  of  Engineers  for  1889,  page  800,  and  1900,  page  1520. 

July  1, 1908,  balance  unexpended: $3, 986. 88 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      1, 212. 15 

July  1,1909,  balance  unexpended 2,773.73 

Amount  (estimated)  required  for  completion  of  existing  project 9, 491. 68 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 12, 600. 00 

Submitted  in  com])liance  with  requirements  of  simdry  civil  act  of  Jime  4, 

^    1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  17.) 

18.  Coney  Island  channel,  New  York  Harbor. — This  channel  lies 
immediately  south  of  Coney  Island,  at  the  southwestern  extremity  of 
Long  Island,  New  York,  and  is  one  of  five  channels  which  cross  the 
bar  that  separates  New  York  lower  bay  from  the  ocean.  A  channel 
600  to  660  leet  wide  and  14  feet  deep  at  mean  low  water  was  dredged 
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in  1900,  and  in  1905  this  channel  was  redredged  to  a  width  of  400 
feet.  When  surveyed  in  1906,  the  least  depth  on  the  western  of  two 
bars  in  the  channel  was  about  12^  feet  at  mean  low  water  and  about 
16  feet  on  the  eastern  bar. 

The  present  project  for  improvement,  adopted  March  2,  1907, 
provides  for  dredging  a  channel  20  feet  deep  at  mean  low  water 
and  600  feet  wide,  with  side  slopes  of  1  on  3  from  deep  water  in  the 
lower  bay  to  deep  water  in  the  Atlantic  Ocean  at  an  estimated  cost  of 
$168,300,  and  $20,000  annually  for  maintenance. 

This  improvement  was  intended  to  diminish  the  congestion  of  and 
danger  in  the  main  channels  in  the  lower  bay  by  directing  there- 
from Ught-draf t  steamers  and  sailing  vessels,  long  tows,  and  excursion 
vessels  plying  between  New  York  and  Coney  Island  or  Rockaway 
Inlet. 

Up  to  June  30, 1909,  $52,547.39  had  been  expended  on  this  project, 
aU  in  improvement.  There  was  received  $36.67  on  account  or  re- 
payment and  33  cents  from  the  sale  of  maps.  About  31  per  cent  of  the 
work  proposed  under  the  project  has  been  accomphsned,  resulting 
in  making  a  channel  through  the  western  bar  20  feet  deep  at  mean 
low  water  and  340  feet  wide.  The  channel  dredged  in  1907  has  been 
entirely  filled  in,  as  shown  by  a  survey  made  m  June,  1908*  The 
contract  for  this  work  was  terminated  August  27,  1908,  before  its 
completion;  nothing  has  been  done  in  the  way  of  improvement  since 
the  termination  of  this  contract.  The  indications  are  that  the  annual 
cost  of  maintenance  may  be  as  much  as  $50,000  or  $60,000,  one-third 
or  more  of  the  estimated  cost  of  dredging  the  channel.  Since  the 
cost  per  cubic  yard  for  dredging  in  this  locaUty,  if  done  by  a  govern- 
ment seagoing  dredge,  will  probably  be  not  more  than  about  one- 
third  of  the  cost  by  contract,  it  is  proposed  to  resume  this  work  as 
soon  as  such  seagoing  dredge  can  be  assigned  thereto. 

The  maximum  draft  that  could  be  carried  over  the  shoalest  part  of 
the  channel  June  30,  1909,  at  mean  low  water  is  estimated  at  12^ 
feet.  The  mean  range  of  tides  is  about  4.6  feet.  The  total  length  of 
projected  channel  is  about  IJ  miles. 

The  commercial  interests  using  this  channel  are  those  of  the  city 
of  New  York  and  other  cities  whose  commerce  passes  Sandy  Hook. 
It  is  impracticable  to  state  what  proportion  of  this  commerce  uses 
.Coney  Island  channel. 

It  is  not  expected  that  the  dredging  of  this  channel  will  affect 
freight  rates.  The  channel  is  desired  pnncipally  as  a  means  of  free- 
ing the  regular  channel  from  use  by  tows  entering  and  leaving  New 
York  Harbor. 

A  report  upon  the  examination  and  survey  of  Coney  Island  channel 
and  map  of  the  locaUty  are  printed  in  House  Document  No.  442, 
Fifty-ninth  Congress,  second  session. 

July  1,  1908,  balance  unexpended $160,171.36 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       24,381.76 

July  1, 1909,  balance  unexpended 135,789.61 

(See  Appendix  E  18.) 

19.  Removing  sunken  vessels  or  craft  obstructing  or  endangering 
navigation. — (a)    Wreck  of  scow   (name  vnJcnown). — ^This  scow  was 
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sunk  in  East  Chester  Bay  off  Wire  Creek.  Reported  to  the  depart- 
ment June  29,  1908,  and  an  allotment  of  $241.50  for  its  removal  was 
made  July  3,  1908.  Removal  was  completed  July  13,  1908,  at  a 
total  cost  of  $241.50. 

(6)  Wreck  of  schooner  H,  T,  Hedges. — ^This  schooner  was  simk 
about  June  1,  1908,  in  East  River,  New  York,  opposite  Whitestone, 
N.  Y.  Reported  to  the  department  Jime  29,  1908,  and  an  allotment 
of  $994.50  for  its  removal  was  made  Julv  7,  1908.  Removal  was 
completed  July  13,  1908,  at  a  total  cost  of  $994.50. 

(c)  Wreck  of  large  Kate, — ^This  barge  was  simk  about  June  23, 
1908,  in  Bronx  River,  New  York,  about  opposite  One  hundred  and 
seventy-second  street.  Reported  to  the  department  by  telegraph 
July  6,  1909,  and  an  allotment  of  $400  for  its  removal  was  made  on 
the  same  date.  Removal  was  completed  July  14,  1908,  at  a  total 
cost  of  $373. 

{d)  Wreck  of  schooner  (name  unknown), — This  schooner  was  sunk 
about  June  l,  1908,  in  Long  Island  Sound,  about  one-half  mile  off  Pea- 
cock Point,  Long  island,  N.  Y.  Reported  to  the  department  July  6, 
1908,  and  allotments  amounting  to  $275  for  its  removal  were  made 
July  9  and  July  24,  1908.  Removal  was  completed  July  28,  1908, 
at  a  total  cost  of  $259. 

{e)  Wreck  of  targe  (name  unknoum), — ^This  wreck  consisted  of  a 
portion  of  a  wrecked  barge  endangering  navigation  in  Hudson  River 
at  Albany,  N.  Y.  The  wreckage  was  removed  at  a  total  cost  of 
$48.50,  and  an  allotment  of  this  amoimt  was  made  August  20,  1908, 
for  defraying  the  cost  of  removal. 

(f)  Wreck  of  schooner  Win^low  Morse, — This  wreck  was  first  re- 
ported September  5,  1908.  The  owner  was,  upon  his  reauest,  given 
an  opportimity  to  raise  the  vessel,  but  being  unsuccessful,  was  com- 
pelled to  abandon  her.  Removal  by  the  United  States  was  recom- 
mended April  30,  1909,  and  an  allotment  of  $375  for  this  purpose 
was  made  May  4,  1909.  Removal  was  completed  May  20,  1909,  at 
a  total  cost  of  $375. 

(g)  Wreck  of  barge  Bessie, — ^This  barge  was  sunk  in  the  Hudson 
River,  New  York,  at  Verplancks  Point,  and  was  reported  to  the  de- 
partment May  5,  1909.  An  allotment  of  $600  for  its  removal  was 
made  May  20,  1909.  Removal  was  completed  June  7,  1909,  at  a 
total  cost  of  $530.  The  balance  of  the  allotment,  amounting  to  $70, 
is  to  be  turned  in  to  the  credit  of  the  Treasurer  of  the  United  States 
after  payment  of  outstanding  UabiUties  has  been  made 

(See  Appendix  E  19.) 

EXAMINATIONS    AND    SURVEYS    MADE    IN    COMPLIANCE    WITH    BIVEB 
AND  HABBOB  ACT  APPBOVED  MABCH   2,    1907. 

Reports  on  preUminary  examinations  and  surveys  required  by 
the  nver  and  harbor  act  of  March  2,  1907,  of  the  following  localities 
within  this  district  were  duly  submitted  by  the  district  officer.  They 
were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors, 
pursuant  to  law,  and  were  transmitted  to  Congress  and  printed  in 
documents  as  indicated. 

1.  Preliminary  examination  and  survey  of  East  River,  New  York, 
between  North  brother  and  South  Brother  islands,  with  a  view  to  ob- 
taining depths  of  20,  22,  and  24  feet,— Reports  dated  April  9,  1907, 
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and  April  30,  1908,  respectively,  are  printed  in  House  Document 
No.  1084,  Sixtieth  Congress,  second  session.  A  plan  for  improve- 
ment is  presented  for  securing  channels  for  each  of  the  depths  named 
in  the  act,  namely,  20,  22,  and  24  feet,  estimated  to  cost,  respec- 
tively $216,100,  $485,990,  and  $750,262. 

£.  Preliminary  examination  and  survey  of  Echo  Bay,  New  York. — 
Reports  dated  April  24,  1907,  and  September  14,  1908,  respectively, 
are  printed  in  House  Document  No.  1118,  Sixtieth  Congress,  second 
session.  A  plan  for  improvement  at  an  estimated  cost  of  $22,110 
is  presented. 

0.  Preliminary  examination  and  survey  of  Port  Chester  Harbor,  New 
York,  with  a  view  to  obtaining  a  depth  of  16  feet  with  corresponding 
width. — Reports  dated  August  20,  1907,  and  October  31,  1908,  are 
printed  in  House  Document  No.  1165,  Sixtieth  Congress,  second 
session.  A  plan  for  improvement  at  an  estimated  cost  of  $188,000 
is  presented. 

4-  Resurvey  of  East  River  and  HeU  Gate,  NeiD  York,  including  any 
ledge  or  ledges  near  to  the  westerly  shore. — Report  dated  November 
13,  1908,  is  printed  in  House  Document  No.  1187,  Sixtieth  Congress, 
second  session.  A  plan  for  improvement  at  an  estimated  cost  of 
$1,733,000  is  presented. 

6.  Preliminary  examination  and  survey  of  East  Chester  Creek,  New 
York,  with  a  view  to  obtaining  a  depth  of  12  feet. — Reports  dated 
August  24,  1907,  and  Novemlier  30,  1908,  respectively,  are  printed 
in  House  Document  No.  1250,  Sixtieth  Congress,  second  session. 
A  plan  for  improvement  at  an  estimated  cost  of  $103,000  is  pre- 
sented. 

6.  Preliminary  examination  and  survey  of  the  waters  of  Jamaica 
Bay,  including  entrance  to  said  bay  at  Rockaway  Inlet  and  those  waters 
having  their  outlet  in  Dead  Horse  Inlet,  etc. — Reports  dated  August 
3,  1907,  and  January  30,  1909,  are  printed  in  House  Document  No. 
1488,  Sixtieth  Congress,  second  session.  A  plan  is  presented  for 
improvement  at  an  estimated  cost  to  the  United  States  of  $7,430,000, 
provided  additional  work  contemplated  by  the  project  is  undertaken 
and  executed  by  local  authorities  and  the  expense  thereof  borne 
by  them. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  SECOND  NEW  YORK. 
NEW  YORK,  DISTRICT. 

This  district  was  in  the  immediate  charge  of  Brig.  (Jen.  W.  L. 
Marshall,  Chief  of  Engineers,  U.  S.  Army,  to  July  22,  1908,  and  of 
Col.  S.  W.  Roessler,  Corps  of  Engineers,  smce  that  date,  having  under 
his  immediate  orders  Capt.  Hutert  L.  Wigmore,  Corps  of  Engineers, 
since  October  11,  1908.  Division  engineer,  Col.  D.  W.  Lockwood, 
Corps  of  Eneine^*8. 

1.  New  York  Harbor,  New  York. — ^There  are  at  present  two 
channels  of  approach  to  New  York  Harbor,  the  Main  Ship-Bayside- 
Gedney  channel  and  the  new  Amlx'oee  channel. 

Ma%n  Ship-Baysid&-Gedney  channel. — Before  improvement  by  the 
United  States,  this  channel  carried  a  depth  of  23.7  feet  across  the 
outer  bar  at  mean  low  water,  and  about  tne  same  depth  across  three 
other  shoals  between  the  bar  and  de^  water  in  the  harbor.  A  large 
proportion  of  the  commerce  of  the  port,  carried  in  vessels  of  greater 
draft,  could  cross  these  shoals  only  at  or  near  high  water. 
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The  project  for  the  improyement  of  the  outer  portion  of  this 
channel,  known  as  Gredney  channel,  was  approved  hj  the  Secretary 
of  War,  December,  1884,  under  the  provision  of  the  nver  and  harbor 
act  of  1884,  and  in  1886  was  extended  to  cover  the  whole  of  the  main 
entrance.  It  provided  for  dredging  a  channel  30  feet  deep  at  mean 
low  water,  and  1,000  feet  wide,  l^tween  the  sea  and  deep  water  at  the 
Narrows.  The  estimated  cost  was  $1,490,000  for  dredging  4,300,000 
cubic  yards.  The  work  was  substantially  completed  in  October,  1891, 
by  the  dredging  of  4,875,079  cubic  yards. 

The  maintenance  of  this  route  has  been  carried  on  under  a  project 
approved  November  15, 1892,  imder  the  provision  of  river  and  narbor 
act  of  July  13,  1892.  The  total  expended  in  maintenances  for  the 
period  of  seventeen  years  since^  completion  of  project  in  1892  is 
$687,897.28.  The  cost  has  been  increasing  from  year  to  year  and  the 
present  estimated  amoimt  required  for  maintaining  the  channel  to 
full  width  and  depth  is  $100,000  per  year.  It  would  not  have  been 
below  this  for  several  years  if  the  channel  had  been  kept  its  full  width 
of  1,000  feet.  The  amoimt  expended  in  original  excavation  was 
$1,518,024.52. 

These  expenditures  have  resulted  in  maintaining  a  channel  30  feet 
deep  at  mean  low  water  for  a  width  of  1,000  feet  or  over,  except  on 
the  Main  Ship  channel  where  the  width  has  varied  from  600  to  800 
feet. 

The  work  of  the  fiscal  year  ending  June  30,  1909,  has  consisted  in 
the  removal  of  73,681  cubic  yards  of  mud  and  sand  from  the  west  side 
of  the  Main  Ship  channel  where  the  accretions  are  continuous  and 
greatest,  due  to  the  set  of  the  tidal  current  across  the  course  of  the 
channel.  Bayside  and  Gedney  portions  of  the  channel  are  further 
seaward  and  more  nearly  true  with  the  tide  currents  and  require 
comparatively  Uttle  dredging  to  maintain  the  full  width  and  depth. 

The  length  of  that  part  of  New  York  Harbor  included  in  the  Umits 
of  the  project  (from  Atlantic  Ocean  to  the  Battery,  New  York  City) 
is  22i  miles.  The  dredging  has  extended  over  about  8  miles  of  this 
route.    The  mean  rise  of  tide  is  4i  feet. 

Ambrose  channel, — Ambrose  channel  (formerly  known  as  East  chan- 
nel) had  an  original  available  depth  of  16  feet  at  mean  low  water  and 
was  used  only  by  towboats,  scows,  and  very  Ught  draft  vessels.  By 
the  terms  of  the  river  and  harbor  act  of  1899  a  project  was  adopted 
for  making  an  entrance  to  New  York  Harbor  by  this  channel,  to  be 
2,000  feet  wide  and  40  feet  deep  at  mean  low  water.  It  involved  an 
estimated  excavation  of  about  42^00,000  cubic  yards  of  material  for 
a  length  of  7  miles  of  channel.  The  work  was  authorized  to  be  done 
under  a  continuing  contract  at  a  cost  not  exceeding  $4,000,000. 
Under  the  act  of  March  3,  1903,  two  United  States  dredges  were  ouilt 
to  supplement  the  contract  work,  which  was  far  behind  the  required 
rates.  Li  October,  1906,  the  contractor  abandoned  the  work,  and 
the  river  and  harbor  act  of  1907  authorized  the  building  of  two  more 
United  States  dredges,  at  the  same  time  changing  the  authorized 
limit  of  expenditure  to  $5,148,510.  The  sum  of  $324,510  is  yet  to  be 
appropriated  under  the  contract  authorization. 

To  July  1,  1909,  $4,197,932.47  has  been  expended  in  building  four 
dredges  and  in  excavating  42,911,791  cubic  yards  of  sand,  mud.  and 
stones.     (For  details  of  dredge  construction  see  Appendix  H  10.) 

During  the  fiscal  year  ending  June  30,  1909^  four  United  States 
dredges  were  continuously  engaged  upon  this  work,  excavating 
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10,786,638  cubic  yards  of  sand  and  mud:  and  under  contract  for  re- 
moving old  stone  dumps  from  the  channel,  6,889  cubic  yards  of  stones 
mixed  with  sand  were  taken  out. 

Ambrose  channel  has  now  a  depth  of  40  feet  at  mean  low  water, 
with  width  of  about  1,000  feet.  It  is  easily  navigable  at  mean  low 
tide  for  ships  of  37  feet  draft  going  at  moderate  speed,  and  has  a 
maximum  nigh  water  capacity  of  44  feet.  The  project  is  regarded 
as  about  three-quarters  completed. 

This  channel  was  first  buoyed  for  navigation  in  September,  1907, 
and  regulations  were  issued  by  the  Secretary  of  War,  under  authority 
of  law,  restricting  its  use  to  daylight  navigation  by  ships  of  29  feet 
draft  or  over,  or  of  600  feet  length  or  over.  As  the  improvements 
progressed  it  became  practicable  to  remove  most  of  this  restriction, 
and  under  authority  of  act  of  Congress  of  March  3,  1909,  regulations 
were  issued  permitting  use  of  the  channel  by  day  or  night  by  all 
steamships  or  steamers  not  having  tows,  regardless  of  size.  This  was 
promptly  made  use  of  and  now  tne  channel  is  used  by  practically  all 
of  the  transatlantic  Unes  and  many  of  the  others.     . 

Removal  of  submerged  reef  in  iVorth  River,  near  Pier  *^A,*'  Man- 
JiaMan, — By  the  river  and  harbor  act  of  1905  the  removal  of  a  rock  in 
North  River  near  pier  1  was  authorized,  and  funds  were  provided  by 
withdrawing  $20,000  from  the  Ambrose  channel  appropriation,  in 
addition  to  $25,000  similarly  diverted  by  joint  resolution  of  Congress 
approved  July  1,  1902.  A  contract  was  entered  into  for  the  entire 
removal  of  the  rock  to  40  feet  depth,  at  cost  of  $40,000;  the  whole 
area  of  the  rock  had  been  drilled  and  blasted,  and  363  cubic  yards 
of  rock  removed  up  to  August  11,  1908,  when  the  contractor  with- 
drew his  plant  and  failed  to  resume  work  imtil  the  contract  expired 
by  limitation.  A  new  contract  was  entered  into  to  complete  the 
work  of  removal,  under  which  about  60  cubic  yards  of  solid  rock  have 
been  taken  out.  The  total  amount  expended  on  the  rock  to  July  1, 
1909,  is  $5,712.45. 

The  foreign  exports  and  imports  for  the  port  of  New  York  during 
the  year  encnng  June  30, 1908,  amounted  approximately  to  12,541,419 
tons,  valued  at  $1,613,031,266,  being  an  mcrease  over  the  valua- 
tion of  1886,  before  improvement  of  the  entrance  was  begun,  of 
$772,754,574.  The  entire  cost  of  the  improvement  of  New  York 
Harbor  up  to  date  is  less  than  1  per  cent  of  the  increase  in  valuation 
of  foreign  commerce  alone  for  this  port  since  the  improvement  began, 
and  less  than  one-half  of  1  per  cent  of  the  present  annual  value  of  for- 
eign commerce. 

No  statistics  of  local  and  coastwise  domestic  commerce  are  kept. 

It  is  impossible  to  estimate  the  effect  of  the  improvement  upon 
freight  rates.  Diuring  1908,  124  different  ships,  drawii^  27  feet  or 
more,  made  484  trips  outward  and  137  trips  inward,  rrior  to  the 
improvement  none  of  these  ships  could  have  crossed  the  bar  to  enter 
or  leave  the  harbor  except  at  extreme  high  tide  or  after  lightering. 

Further  details  of  the  narbor  and  improvements  are  printed  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1897,  page  1031. 

A  general  description  of  the  harbor,  of  the  different  channels,  of 
the  main  entrance,  and  of  the  projects  for  improvement  is  printed 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1901,  pages 
1285-1287.  A  map  of  the  harbor  is  printed  in  the  Annual  Report  for 
1903,  page  914. 
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GENERAL  nCPROYEMENT. 


July  1, 1908,  balance  unexpended $58,189.49 

Amount  allotted  from  appropriation  by  river  and  barbor  act  approved 
March3,1909 100,000.00 


158, 189. 49 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 59, 586.  77 

July  1, 1909,  balance  unexpended 98,602.72 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  unprovement,  exclusive  of  the  balance 
unexpended  July  1, 1909 150,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  ana  of  section  7  of  the  river  and  harbor  act  of  1899. 

AMBROSE  CHANNEL. 

July  1, 1908,  balance  unexpended o$793, 653.  23 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 627, 000. 00 

Received  from  sale  of  property  and  maps &52. 70 

1,420,705.93 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  construction  of  dredges $345, 958. 34 

For  works  of  improvement 480, 428.  32 

Deposited  to  credit  of  Delaware  River  appropriation 11, 163.  07 

Transfer  settlements 3.  68 

837,553.41 


July  1, 1909,  balance  unexpended 583,152.52 

July  1, 1909,  outstanding  liabilities 34,325.31 

July  1, 1909,  balance  available 548, 827.  21 

Amount  (estimated)  required  for  completion  of  existing  project 324, 510. 00 


520,000.00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  exclusive  of  the  balance  unexpended  July  1,  1909: 

For  works  of  improvement $324, 510. 00 

For  maintenance  of  improvement 195, 490.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

OBSTRUCTION  IN  NORTH  RIVER. 

July  1, 1908,  balance  unexpended $39,708.  75 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   421.20 


July  1, 1909,  balance  unexpended 39,287.55 

July  1, 1909,  outstanding  liabilities 2,080.20 

July  1, 1909,  balance  available 37, 207.  35 

July  1, 1909,  amount  covered  bv  uncompleted  contracts 35, 367.  80 

(See  Appendix  F  1.) 

«  Includes  $182.04  in  the  hands  of  Major  Deakyne  for  drodge  construction. 
&  Includes  $15.50  received  by  Major  Deakyne  for  sale  of  property  in  connection 
with  dredge  construction. 

9001— ENQ  1909 11 
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j?.  Channel  in  Gowanvs  Bay,  New  York  Harbor ,  New  York — Bay 
Ridge  and  Red  Hook  channels. — ^These  channels  lie  along  the  east  shore 
of  the  upper  bay,  New  York  Harbor,  and  with  Buttermilk  channel 
form  an  easterly  channel  between  the  Narrows  and  East  River, 
separated  from  the  main  channel  by  a  broad  shoal  off  (jowanus  Bay 
and  by  Governors  Island. 

Bay  Ridge  and  Red  Hook  channels  had  a  natural  low- water  depth 
of  7  to  12  feet  and  were  available  only  for  a  Umited  harbor  commerce. 

The  original  project,  adopted  in  1881,  provided  for  making  these 
channels  18  feet  deep  and  200  feet  wide,  and  was  subsequently  modi- 
fied to  make  the  depth  26  feet  and  width  of  800  feet  m  Bay  Rid^e 
channel  and  400  feet  in  Red  Hook  channel.  This  was  completed  in 
1899  at  a  cost  of  about  $1,090,000. 

The  existing  project  was  adopted  by  the  river  and  harbor  act  of 
1899,  which  provided  for  making  Bay  Kidge  and  Red  Hook  channels 
40  feet  deep  at  mean  low  water  and  1,200  feet  wide.  The  work  was 
authorized  to  be  done  under  a  continuing  contract  at  a  cost  not  ex- 
ceeding $2,500,000,  of  which  $491,000  remains  to  be  appropriated. 
Such  a  contract  was  entered  into  in  1899  for  excavating  about 
22,000,000  cubic  yards  of  material  and  completing  the  project.  Work 
was  beffun  in  1900  and  prosecuted  until  November,  1906,  generally  at 
rates  of  progress  less  than  required  by  the  original  contract.  Novem- 
ber 24,  1906,  the  last  of  the  dredges  was  withdrawn  from  the  work; 
the  plant  had  been  sold  by  the  contractors,  and  the  new  owners  re- 
fused to  continue  dredging.  The  contractors  failed  to  resume  work 
when  called  upon,  and  the  contract  was  annulled  February  20,  1907. 

The  river  and  harbor  act  approved  March  2,  1907,  authorized  the 
prosecution  of  the  improvement  of  these  channels  with  a  view  to 
obtaining  first  a  depth  of  35  feet  and  subsequently  the  full  depth  of 
40  feet  and  width  of  1,200  feet,  in  accordance  with  the  project  adopted 
in  1899.  A  new  contract  for  continuing  work  under  the  project 
with  the  funds  available  was  thereupon  entered  into  in  1907  and  com- 
pleted in  April.  1909. 

Under  this  later  project,  up  to  June  30,  1909,  $1,615,435.93  has 
been  expended  in  dredging  14,449,116  cubic  yards  of  sand  and  mud, 
which  is  about  66  per  cent  of  the  amount  estimated  to  complete  the 
project.  In  its  present  condition  Bay  Ridge  channel  has  an  avail- 
able depth  of  35  feet  at  mean  low  water,  with  width  of  1,000  to  1,060 
feet,  except  at  the  arm  toward  (jowanus  Creek,  where  the  harbor 
lines  converge.  Red  Hook  channel  has  30  feet  available  depth  for  a 
width  of  1,000  feet. 

The  total  length  of  channel  covered  by  the  improvement  is  4J 
miles;   the  mean  rise  of  tide  is  4 J  feet. 

During  the  year  ending  June  30,  1909,  799,727  cubic  yards  of  sand 
and  mua  were  dredged,  widening  Bay  Ridge  channel,  removing 
shoals^  and  extending  it  to  its  junction  with  Gowanus  Creek,  and  in 
widemng  Red  Hook  channel  to  1,000  feet  width  and  30  feet  aepth. 

With  funds  now  available,  a  contract  is  about  to  be  entered  into 
for  widening  Bay  Ridge  channel  to  1,200  feet,  with  35  feet  depth: 
widening  Red  Hook  channel  to  1,200  feet,  with  30  feet  depth,  and 
deepening  the  latter  to  35  feet  for  such  width  as  is  practicable  with 
the  funds,  estimated  about  350  feet.  Future  appropriations  will  be 
applied  to  deepening  Bay  Ridge  channel  to  40  leet  and  to  widening 
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the  35-foot  depths  in  Red  Hook  channel  to  1 ,200  feet  width  and  to 
making  the  channel  40  feet  deep,  the  dimensions  contemplated  in 
the  project  adopted  by  Congress. 

Smce  the  failure  or  the  ori^nal  contract  for  completion  of  the 
present  project  it  has  been  evident  that  no  prices  can  be  obtained 
which  would  permit  of  completing  the  whole  within  the  limit  of 
authority  of  1899.  A  survey  has  been  made  upon  which  a  new  esti- 
mate for  completion  has  been  prepared,  amounting  to  $1,450,000. 

The  commerce  of  this  part  of  the  port  of  New  York  consists  of 
coffee,  sugar,  cotton,  coal,  and  miscellaneous  freights,  cliiefly  from 
foreign  ports.  In  1908  it  amounted  to  approximately  4,287,900  tons, 
of  an  estimated  value  of  $221,488,000. 

Further  details  concerning  these  channels  are  contained  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1899,  page  1266. 

House  Document  No.  337,  Fifty-fourth  Congress,  second  session, 
contains  a  report  upon  a  survey  of  these  channels,  with  map  showing 
locations  anu  depths  as  existmg  in  1897.  (See  Annual  Report  of 
the  Chief  of  Engineers  for  1897,  p.  1177.) 

The  effect  of  the  improvement  projected  is  undoubtedly  to  lower 
freight  rates;  these  rates  depend  so  largely  upon  the  amount  of  busi- 
ness in  hand  and  upon  compBtition  that  it  is  impracticable  to  sepa- 
rate the  effect  of  the  imi)rovement  upon  rates.  A  notable  effect  nas 
been  the  growth  of  foreign  commerce  and  the  class  of  ships  which 
carry  it,  many  of  which  could  not  have  entered  Bay  Ridge  channel 
before  its  improvement. 

July  1,  1908,  balance  unexpended 1262,361.01 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 310, 000. 00 

672,361.01 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement       178,769.14 

July  1,  1909,  balance  unexpended 393,591.87 

July  1, 1909,  outstanding habiliti^ 45,970.20 

July  1, 1909,  balance  available 347,621.67 

Amount  (estimated)  required  for  completion  of  existing  project 1, 450, 000. 00 

(Amount  that  can  be  nrofitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 315,000.00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

(See  Appendix  F  2.)  ' 

S.  Enlargement  ofOovemora  Island j  New  York  Harbor j  New  York. — 
The  project  for  this  entire  work,  adopted  under  the  terms  of  the  sun- 
dry civil  act  of  1901,  which  made  appropriations  for  beginning  opera- 
tions, included  an  addition  of  about  82  acres  to  the  area  of  the  island 
by  inclosing  with  a  bulkhead  part  of  the  shoal  southwest  of  the 
island  and  filling  the  inclosure,  the  building  of  a  wharf  on  the  north 
shore  and  dred^in^  to  a  depth  of  26  feet  in  front  of  the  wharf,  and 
the  erection  of  buildings.  The  work  of  enlargement;  including  con- 
struction of  a  wharf  and  dredging,  all  estimated  to  cost  $1,1(K^,000; 
was  assigned  to  the  Engineer  Department.    By  a  modification  of 
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the  project  adopted  in  April,  1902,  the  enlargement  was  to  be  ex- 
tended southwest  over  the  shoal  to  reclaim  an  additional  area  of 
about  19  acres,  making  the  total  area  of  the  enlargement  about  101 
acres.  This  may  necessitate  an  increase  in  the  estimate  of  cost  to 
coyer  this  work,  and  construction  of  about  600  feet  of  sea  wall  around 
it,  and  the  preparation  of  the  sand  embankment  for  growinjg  grass 
hj  covering  it  with  clay  and  loam;  but  the  amoimt  can  not  be  defi- 
mtdy  stated  pending  a  determination  of  the  detai.ls  of  the  plan. 

Work  was  begun  in  Au^st,  1901,  and  up  to  June  30,  1909, 
$885,248.90  has  been  expended. 

During  the  fiscal  year  1,124,388  cubic  yards  of  filling  material  was 
delivered  in  the  inclosure,  of  which  638,339  yards  were  placed  above 
mean  low  water  in  the  embankment,  under  a  contract  completed  in 
June,  1909;  minor  repairs  were  made  to  the  sea  wall;  and  a  ught  and 
fog  bell  were  maintamed  at  the  southwest  curve  of  the  sea  wall. 

The  entire  work  done  to  June  30,  1909,  consists,  in  building  a  pile 
whaxf ,  with  a  T  head,  370  feet  long,  dredging  the  approaches  26  reet 
deep,  lading  intercepting  sewers,  building  6,795  linear  feet  of  riprap 
"  jlkhe ' 


bulkhead  to  inclose  the  area  of  enlargement,  and  upon  the  bul 
building  6,775  linear  feet  of  masonry  sea  wall,  and  in  building  an 
embankment  to  cover  80  acres  above  low  water. 

The  sea  wall  is  completed,  except  a  gap  of  350  feet  clear  width, 
left  to  permit  bringing  m  material  for  the  embankment. 

The  available  mnSa  will  be  applied  to  completing  sea  wall  and 
embankment  construction. 

July  1, 1908,  balance  unexpended $328,287.53 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909. .....      75, 000. 00 

403,287.53 
June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment     188,533.83 

Julyl,  1909,  balance  unexpended 214,753.70 

(See  Appendix  F  3.) 

4.  Removing  sunken  vessels  or  craft  obstrucHna  or  endangering  navi- 

fation — Wreck  of  steamship  Finance. — ^This  snip,  belonging  to  the 
^anama  Steamsnip  Company,  sunk  November  26,  1908,  north  of 
Bayside  channel,  as  result  of  a  collision  in  a  dense  fo^. 

The  wreck  was  marked  with  a  gas  buoy  during  winter,  and  when 
the  season  made  work  in  this  locality  practicable  a  contract  was 
entered  into  for  removal  of  the  wreck  for  the  sum  of  $23,950,  under 
which  work  is  in  progress. 

Wreck  of  steamship  Daghestan, — ^This  British  ship,  outward  bound, 
coUided  with  another  ship  on  December  18.  1908,  and  after  floating 
several  hours  sunk  in  65  feet  of  water  about  3  miles  outside  the 
harbor  entrance.  The  obstruction  was  marked  with  gas  and  bell 
buoys. 

On  May  28  a  contract  was  entered  into  for  removal  of  so  much  of 
the  wreck  as  necessary  to  make  a  clean  depth  over  it  of  50  feet  at 
mean  low  water,  for  the  sum  of  $33,700. 
Removal  is  about  to  be^. 

Wreck  of  barge  Wm.  H,  Connor. — ^This  barge,  in  tow,  collided  with  a 
schooner  near  tne  entrance  to  the  harbor  on  or  about  April  22,  1909; 
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she  was  towed  to  the  edge  of  the  channel  and  grounded  in  22  feet  of 
water. 

A  contract  for  her  removai  is  about  to  be  made  at  cost  of  $3,000. 

The  total  amount  expended  during  the  fiscal  year  for  the  removal 
of  wrecks  was  $129.45. 

(See  Appendix  F  4.) 

IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  THE  THIRD  NEW  YOR«, 

NEW  YORK,  DISTRICT. 

This  district  was  in  the  charge  of  Col.  D.  W.  Lockwood,  Corps  of 
Engineers,  division  engineer,  eastern  division. 

1.  Passaic  River,  New  Jersey. — This  river  is  a  stream  of  consider- 
able size,  rising  among  the  highlands  in  the  northern  part  of  New 
Jersey  and  flowing  in  a  genertdly  easterly  and  southerly  course  into 
Newark  Bay.  It  is  navigable  from  its  mouth  to  Passaic,  a  distance 
of  about  16  miles,  where  navigation  is  cut  off  by  the  Dundee  Water 
Power  and  Land  Company's  dam.  In  its  natural  condition  the 
navigable  depth  to  Newark  was  about  7  feet  at  mean  low  water;  from 
Newark  to  Passaic  it  was  about  3  feet. 

The  first  project  for  improvement,  adopted  by  the  river  and  harbor 
act  of  Jime  10,  1872,  was  for  providing  a  channel,  by  diking  and 
dredging,  from  Newark  to  Passaic  from  6  to  7}  feet  deep  and  from  50 
to  200  feet  wide,  the  first  cost  being  estimated  at  $123,924.  This 
was  subsequently  increased  to  $193,822. 

The  second  project  was  for  improving  the  river  below  Newark  and 
was  authorized  by  the  river  and  harbor  act  of  June  14.  1880,  at  an 
estimated  cost  of  $353,875.  It  proposed  a  channel  200  feet  wide  and 
10  feet  deep  at  mean  low  water  up  to  Center  Street  Bridge.  Newark. 

The  two  projects  were  consolidated  by  the  river  and  haroof  act  of 
July  13,  1892,  the  estimated  cost  of  the  improvement  being  $547,697. 

The  amount  expended  imder  this  consolidated  project  up  to  the 
close  of  the  fiscal  year  ending  June  39,  1909,  was  $499,779.68,  of 
which  $389,610  was  used  in  carrying  out  the  projects  and  $110,169.68 
for  maintenance. 

Existing  projects:  That  adopted  by  the  act  of  Jime  13,  1902,  in 
accordance  witn  the  report  submitted  in  House  Document  No.  401, 
Fifty-sixth  Congress,  firat  session,  provides  for  making  a  channel  from 
Staten  Island  &)und  throi^h  Newark  Bay  and  the  said  river  to  the 
Montclair  and  Greenwood  Lake  Railroad  bridge  12  feet  deep  to  the 
Nairn  Linoleum  Works,  and  10  feet  deep  from  that  point  to  the  said 
railroad  bridge,  a  total  distance  of  10.8  miles.  The  estimated  cost 
was  originally  $296,000,  but  was  subsequently  increased,  additional 
funds  having  been  appropriated  by  the  river  and  harbor  act  of 
March  3,  1905,  and  may  now  be  stated  at  $323,274.60.  Work  under 
this  project  was  authorized  to  be  done  under  continuing  contracts, 
the  total  amount  of  the  contract  authorization  being  now  appropriated . 
The  yearly  cost  of  maintenence  is  estimated  at  $10,000.  The  amount 
expended  on  this  project  up  to  the  close  of  the  fiscal  year  ending 
June  30,  1909,  was  $279,822.63. 

By  the  passage  of  the  river  and  harbor  act  approved  March  2, 1907, 
a  project  nas  l^n  adopted  which  provides  for  making  a  channel  16 
feet  deep  at  mean  low  water,  300  feet  wide  from  deep  water  in  Newark 
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Bay  to  the  Nairn  Linoleum  Works,  9.7  miles,  thence  200  feet  wide 
to  the  Montclair  and  Greenwood  Lake  Railroad  bridge,  1.1  miles,  in 
accordance  with  the  report  submitted  in  House  Document  No.  441, 
Fifty-ninth  Congress,  second  session,  estimated  to  cost  $1,216,775. 
The  act  provides  for  an  expenditure  of  $850,000  for  prosecuting  the 
work,  of  which  $385,000  is  vet  to  be  appropriated  under  continuing- 
contract  authorization.  The  amount  expended  on  this  project  to 
t]^e  close  of  the  fiscal  year  ending  June  30,  1909,  was  $262,775.40. 

The  projects  of  1902  and  1907  for  the  lower  part  of  the  river  include 
or  supersede  the  ^art  of  the  old  project  below  Newark,  but  leave 
in  force  the  part  above  Newark  which  is  included  between  the  Mont- 
clair and  Greenwood  Lake  Railroad  bridge  and  the  city  of  Passaic,  a 
distance  of  6  miles,  as  stated  under  he^  of  ''first  project''  above. 
Up  to  June  30,  1909,  $209,953.14  had  been  expended  on  this  part  of 
the  project,  of  which  $150,734  was  expended  for  the  project  and 
$59,219.14  for  maintenance  work.  The  annual  cost  of  maintenance 
is  estimated  at  $5,000.  This  project  is  practically  completed,  a 
depth  of  6  feet  at  mean  low  water  and  width  of  about  100  feet  having 
been  obtained. 

During  the  past  fiscal  year  dredging  has  been  carried  on  under 
three  contracts: 

1.  Under  project  of  June  13, 1902,  operations  consisted  in  dredging 
under  a  continuing  contract  with  P.  Sanford  Ross  (IJocorporated), 
86,547  cubic  yards  of  material  being  removed.  Work  was  in  prog- 
ress at  the  beginning  of  the  year,  and  the  contract  was  complete 
on  December  5,  1908,  whan  the  total  amount  of  material  removed 
was  707,897  cubic  yards. 

2.  Under  project  of  June  13,  1902,  operations  consisted  in  dredging 
under  contract  with  the  Liternationat  Contracting  Company,  2,468 
cubic  yards  of  material  bemg  removed.  Work  was  in  process  and 
contract  nearly  completed  at  the  begininng  of  the  year.  The  con- 
tract was  completed  on  July  8,  1908,  when  the  total  amount  of 
material  removed  was  157,502  cubic  yards. 

Channels  of  12  feet  depth  and  200  feet  in  width  have  been  com- 

{>leted  from  Newark  Bay  to  the  Nairn  Linoleum  Works,  and  of  10 
eet  depth  and  about  200  feet  width  to  the  Montclair  and  Greenwood 
Lake  Railroad  bridge.  This  project  is  nearly  completed.  There 
remains  a  little  widening  to  be  done  just  below  the  said  railroad 
bridge. 

3.  Under  project  of  March  2,  1907,  operations  consisted  in  dredg- 
ing under  a  continuing  contract.  Dl-edging  was  in  progress  at  the 
beginning  of  the  year,  at  which  time  779,708  cubic  yards  of  material 
had  been  removed  from  Newark  Bay  and  Passaic  River,  and  the 
16-foot  channel  had  been  carried  through  the  bay  and  lower  end  of 
the  river  with  width  of  about  150  feet  for  an  aggregate  distance  of 
about  4  miles.  Dredging  was  continued  through  the  vear,  and 
1,069,748  cubic  vards  of  material  were  removed.  The  16-toot  chan- 
nel was  widened  and  nearly  extended  to  the  Center  Street  railroad 
bridge,  Newark,  a  distance  of  about  8  miles  from  the  beginning  of 
the  work  in  Newark  Bay,  with  widths  of  from  150  to  200  feet. 

The  maximum  drafts  that  could  be  carried  June  30,  1909,  were  as 
follows:  Sixteen,  12,  and  10  feet,  as  above  stated,  below  the  Mont- 
clair and  Greenwood  Lake  Railroad  bridge,  and  6  feet  from  that 
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bridge  to  the  city  of  Passaic.  Mean  range  of  tides:  At  mouth  of 
river,  4.7  feet,  and  at  Passaic,  2.5  feet. 

It  is  proposed  to  apply  the  available  balance  and  the  amount  esti- 
mated as  a  profitable  expenditure  to  continuation  and  maintenance 
of  the  improvement  in  accordance  with  the  adopted  projects. 

The  commerce  of  this  river  is  mainly  in  buildmg  material,  iron  ore, 
fertilizers,  coal,  and  general  merchandise,  and  amoimted  to  2,037,363 
tons  in  1900,  to  2,009,356  tons  in  1901,  to  2,494,312  tons  in  1902,  to 
2,356,511  tons  in  1903,  to  2,567,942  tons  in  1904,  to  2,567,000  tons  in 
1905,  to  2,577,188  tons  in  1906  and  1907,  valued  at  $167,113,305,  and 
in  1908  to  2.110,959  tons,  valued  at  $171,612,700,  including  the  com- 
merce of  Hackensack  River,  which  passes  through  Newark  Bay. 
Tonnage  reported  heretofore  in  gross  tons;  reported  this  year  in  short 
tons. 

This  improvement  is  necessary  to  the  great  industrial  interests,  and 
has  reduced  freight  rates  $1  a  ton  on  cod  and  building  materials,  and 
its  continuance  is  necessary  to  the  successful  carrying  on  of  the  busi- 
ness of  this  locaUty. 

Details  as  to  this  improvement  may  be  found  in  the  Annual  Reports 
of  the  Chief  of  Engineers  for  1896,  pages  770-774,  and  for  1900,  pages 
177,  1530-1550. 

Reference  to  reports  of  examinations  and  surveys  is  noted  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1907,  page  156.  Report 
upon  preUminary  examination  of  Newark  Bay,  ordered  by  river  and 
harbor  act  approved  March  3,  1909,  was  made  on  April  23,  1909. 

Maps  showmg  mouth  of  river  and  Newark  Bay  are  printed  in  the 
Annual  Reports  of  the  Chief  of  Engineers  for  1882,  page  686,  and  1887, 
page  766,  and  maps  of  the  river  in  the  vicinity  of  and  above  Newark 
are  printed  in  House  Document  No.  401,  Fifty-sixth  Congress,  first 
session,  and  of  the  full  length  of  the  b^  and  river  under  improvement 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  1030. 

Julyl,  1908,  balance  unexpended $292,123.25 

Amount  appropnaied  by  sundry  civil  act  approved  March  4,  1909 200, 000. 00 

Received  irom  sale  of  maps  during  the  year 30. 30 

492, 153.  55 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $192, 069. 71 

For  maintenance  of  improvement 2. 00 

192,072.31 

Julyl,  1909,  balance  unexpended 300,081.24 

July  1,  1909,  outstanding  liabilities 55,194.01 

Julyl,  1909,  balance  available 244,887.23 

July  1, 1909,  amount  covered  by  uncompleted  contracts 378, 243.  77 

Amount  (estimated)  required  for  completion  of  existing  project 751, 775. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  work  of  improvement,  exclusive  of  the  balance  unexpended 
Julyl,  1909 : 150,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

(See  Appendix  G  1.) 
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i.  Arthur  KiUf  or  Stolen  Island  Sound,  and  channel  between  Stolen 
Island  and  New  Jersey. — (a)  Arth/ur  KiU,  or  Stolen  Island  Sound, 
New  Yorlc  and  New  Jersey. — ^This  is  a  waterway  about  12  miles  long, 
which,  together  with  the  lower  end  of  Newark  Bay,  2  miles  long,  and 
the  Kill  van  Kull,  3  miles  long,  forms  the  inland  waterway  between 
upper  New  York  Harbor  and  Raritan  Bay.  The  section  now  con- 
templated under  this  improvement  consists  of  the  14  miles  of  channel 
between  Ell  van  Kull  and  Raritan  Bay.  The  original  depth  through 
the  Arthur  Kill,  or  Staten  Island  Sound,  at  mean  low  water  was  15 
feet  and  upward,  in  a  channel  100  to  1,000  feet  in  width.  Through 
the  lower  end  of  Newark  Bay  the  navigable  channel  depth  was  about 
14  feet  at  mean  low  water,  the  result  of  an  improvement  commenced 
in  1874  and  continued  up  to  the  present  time.  In  the  present  project 
the  new  channel  was  cut  through  the  flats  to  the  southward  of  the 
original  channel  on  which  the  depth  was  1  to  2  feet  at  mean  low 
water. 

Projects:  Sections  of  this  waterway  have  been  under  improvement 
by  the  United  States  under  the  titles  of  "Channel  between  Staten 
Island  and  New  Jersey."  adopted  in  1880,  superseding  the  project  of 
1874,  and  "Arthur  Kill,"  adopted  in  1888.  The  former  provided  for 
a  depth  of  14  feet  and  width  of  400  feet  through  the  lower  part  of 
Newark  Bay,  and  the  latter  for  the  removal  of  Steep  Point,  in  order 
to  straighten  the  channel  to  the  southwestward  of  the  Baltimore  and 
Ohio  Railroad  bridge. 

Details  and  references  as  to  these  projects  are  printed  in  current 
report  under  the  head  of  "Channel  between  Staten  Island  and  New 
Jersey,"  which  project  is  still  in  force. 

The  existing  project  for  this  improvement,  adopted  by  the  river 
and  harbor  act  approved  June  13,  1902,  provides  for  maUng  and 
maintaining  a  channel  from  Kill  van  Kull  to  Raritan  Bay,  New  York 
and  New  Jersey,  by  means  of  dredging  and  diking,  300  feet  wide 
and  21  feet  deep  at  mean  low  water,  at  an  estimated  cost  of  $696,000, 
and  $5,000  for  annual  cost  of  maintenance.  Work  under  this  project 
is  authorized  to  be  done  under  continuing  contracts,  $91,000  of  the 
authorization  still  remaining  to  be  appropriated.  The  amount 
expended  on  the  project  to  thine  30,  1909,  was  $446,924.43;  of  this 
amount  $22.10  was  derived  from  the  sale  of  maps. 

Operations  during  the  past  fiscal  year  consisted  in  dredging,  under 
a  continuing  contract,  approved  by  the  Department  on  October  27, 
1903,  upon  which  work  was  conmienced  on  December  2,  1903.  Dur- 
ing the  year  593,926  cubic  vards  of  material  'were  removed  from 
several  sections  of  the  channel  between  Shooters  Island  and  Carteret. 
About  six-sevenths  of  the  dredging  contemplated  by  this  project  has 
been  completed,  and  the  21-foot  channel  has  been  dredged  through 
the  waterway,  with  widths  of  about  300  feet.    Shoaling  m  the  upper 

Eart  of  the  channel,  particularly  in  the  vicinity  of  Comer  Stake 
ght,  has  reduced  the  depth  to  about  18  feet  at  mean  low  water. 
Tnis  will  be  redredged  under  contract  in  force  and  in  progress. 

The  maximum  (&aft  that  could  be  carried  througn  the  waterway 
on  June  30,  1909,  was  18  to  20  feet  at  mean  low  water.  Mean  range 
of  tides,  5  feet. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  to  rock  removal  in  continuing  the  improvement  and  to 
dredging  for  maintenance  in  accordance  with  the  adopted  project. 
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The  freight  carried  through  this  waterway  consists  of  oil,  coal, 
ores,  clay  products,  chemicals,  fertilizers,  grain,  machinery,  manufac- 
tures, and  general  merchandise,  and  amounted  in  1899  to  11,311,991 
tons,  in  1900  to  11,047,633  tons,  in  1901  to  11,651,300  tons,  in  1902 
to  14,517,079  tons,  in  1903  to  11,512,420  tons,  in  1905  to  11,721,861 
tons,  valued  at  $265,193,813,  in  1906  to  16,574,840  tons,  valued  at 
$355,579,817,  in  1907  to  14,948,077  tons,  valued  at  $245,032,666, 
and  in  1908  to  15,995,231  tons,  valued  at  $239,395^113.  Tonnage 
reported  heretofore  in  ^oss  tons;  reported  this  vear  m  short  tons. 

It  appears  from  inquiry  that  no  estimate  can  be  made  of  the  exact 
effect  of  the  project  on  frdght  rates,  except  to  the  local  conmierce. 
The  rates  on  this  have  been  reduced  by  this  improvement,  and  wiU 
be  further  reduced  when  the  improvement  has  advanced  to  the  extent 
of  provi(Ung  a  practicable  navigable  channel  of  21  feet. 

References  to  reports  of  examinations  and  surveys  are  noted  in  the 
Annual  Reports  or  the  Chief  of  Engineers  for  1904,  page  137,  and 
for  1907,  pages  157  and  158. 

Report  on  preliminary  examination  of  Arthur  Kill  at  the  westerly 
side  of  Buckwheat  Island  is  printed  in  House  Document  No.  533, 
Sixtieth  Congress,  first  session,  and  in  Annual  Report  of  the  Chief  of 
Engineers  for  1906,  page  167. 

Maps  of  this  work  are  printed  in  House  Document  No.  393,  Fiftj- 
sixth  Congress,  first  session,  and  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1905,  page  1034. 

July  1, 1908,  balance  unexpended $113,558.06 

Amount  appropriated  by  sundr]^  civil  act  approved  March  4, 1909 150, 000. 00 

Received  trom  sale  of  mape  during  the  year 5. 80 

263,503.85 
June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  im- 
provement      106, 465. 48 

July  1, 1909,  balance  unexpended 158,098.37 

July  1, 1909,  outstanding  liabilities 31,365.00 

July  1, 1909,  balance  available 126,733.37 

July  1, 1909,  amount  covered  by  uncompleted  contracts 83, 982. 94 

Amount  (esnmated)  required  for  completion  of  existing  project 91, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  exclusive  of  tne  balance  unexpended  July  1, 1909: 

For  works  of  improvement $30, 000. 00 

For  maintenance  of  improvement 10,000.00 

40,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(b)  Channel  between  Siaten  Island  and  New  Jersey —This  channel 
is  an  inland  waterway,  about  17  miles  long,  connecting  New  York 
Harbor  with  Raritan  Bay.  It  consists  of  the  Kill  van  Kull,  connect- 
ing the  upper  bay  with  Newark  Bay,  and  the  Arthur  Eoll,  connecting 
Newark  Bay  witn  Raritan  Bay. 

The  natural  depth  through  the  channel  was  15  feet  or  more,  except 
for  a  distance  of  about  1|  miles  in  Newark  Bay,  where  there  was  a 
shoal  with  a  crooked  channel  9^  feet  deep,  bordered  by  flats  with 
depth  of  about  2  feet  of  water.  The  improvement  of  the  ''channel 
between  Staten  Island  and  New  Jersey"  consists  in  the  deepening  of 
the  channel  across  this  shoaL 
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The  first  project,  adopted  by  the  river  and  harbor  act  of  June  23, 
1874,  was  for  making  this  channel  from  14  to  16  feet  deep,  at  an  esti- 
mated cost  of  $443,211.  The  only  work  done  under  it  was  the  build- 
ing of  2,237  linear  feet  of  diking,  at  a  cost  of  $50,000. 

The  second  and  existing  project  was  adopted  in  1880,  which,  with 
subsequent  modifications,  proposed  to  dredge  through  the  shoal  a 
channel  400  feet  wide  and  14  feet  deep  at  mean  low  water,  the  cost 
being  estimated  at  $210,000. 

A  supplemental  project  was  adopted  by  the  river  and  harbor  act  of 
August  11,  1888,  which  had  for  its  object  the  removal  of  the  point  of 
land  known  as  *' Steep  Point,"  for  the  straightening  of  the  channel 
to  the  westward  of  the  Baltimore  and  Ohio  Railroad  bridge.  This 
work  was  carried  on  imder  the  title  of  "Improvement  of  Arthur  Kill, 
New  York  and  New  Jersey,"  1888-1895.  The  cost  was  estimated  at 
$26,500,  and  the  work  was  completed  in  1895,  at  a  cost  of  $25,401.30. 
This  modification  of  the  project  broiight  the  total  cost  of  the  im- 
provement up  to  $286,500. 

The  river  and  harbor  acts  of  Jime  3,  1896,  and  Jime  13,  1902,  ex- 
tended the  project  to  include  the  dredging  of  a  channel  in  Lemon 
Creek,  on  Staten  Island,  at  a  cost  of  $5,000  and  $5,000,  respectively. 

This  extension  increased  the  total  estimated  cost  of  the  improve- 
ment from  the  beginning  to  $296,500.  Annual  maintenance  is  esti- 
mated at  $10,000. 

The  total  amoimt  expended  to  Jime  30,  1909,  on  the  project,  with 
its  additions  and  modifications,  was  $308,829.84,  which  was  applied 
to  diking,  to  dred^ng  a  channel  14  feet  deep  and  400  feet  wide 
through  the  shoal  m  Newark  Bay,  to  removing  Steep  Point,  and  to 
dredgmg  a  channel  in  Lemon  Creek  8  feet  deep  at  nigh  water  and 
from  35  to  50  feet  wide ;  $206,635.08  has  been  expended  in  carrying 
out  the  project  and  $102,194.76  for  maintenance.  The  work  con- 
templated under  this  project  has  been  completed. 

No  work  was  done  during  the  fiiscal  year,  the  expenditure  being 
for  expenses  connected  with  harbor  line  hearing;  tne  channel  was 
reported  to  be  in  good  condition,  the  result  of  dredging  in  the  seasons 
of  1906-7. 

It  is  proposed  to  apply  the  available  balance  and  the  amount 
recommended  as  a  prontaole  expenditure  to  the  maintenance  of  the 
improvement. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  through 
the  channel  between  Staten  Island  and  New  Jersey  was  about  14 
feet  at  mean  low  water,  and  in  Lemon  Creek  about  6  feet  at  mean 
high  water  to  the  head  of  navigation,  a  distance  of  about  one-half 
mfle  from  the  mouth.    Mean  range  of  tides,  5  feet. 

The  freight  carried  through  this  channel  consists  of  oil,  coal,  ores, 
clay  products,  chemicals,  fertilizers,  grain,  machinery,  manufac- 
tures, and  general  merchandise,  and  amounted  in  1899  to  11,311,991 
tons,  in  1901  to  11,651,300  tons,  in  1902  to  16,266,574  tons,  in  1903 
to  14,129,678  tons,  in  1905  to  14,339,120  tons,  valued  at  $325,625,465, 
and  m  1906  to  17,097,799  tons,  valued  at  $396,266,084.  No  report 
has  been  received  since  1906.  A  part  of  the  commerce  now  passes 
through  the  new  *' Arthur  Kill  channel,"  which  has  been  dredged 
south  of  the  old  channel  and  Comer  Stake  light. 

The  commerce  of  Lemon  Creek  as  given  by  the  last  report  in  1907 
has  an  estimated  value  of  $435,000;  number  of  vessels  m  use,  50  to 
75,  draft  3i  to  6  feet,  with  a  valuation  of  $145,000. 
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This  is  a  connecting  channel  and  no  estimate  can  be  made  of  the 
exact  effect  on  the  rates  of  freight,  but  it  is  known  that  the  present 
commerce  could  not  be  carried  on  without  this  improvement. 

Further  details  as  to  this  improvement  may  be  found  in  the  Annual 
Reports  of  the  Chief  of  Engmeers  for  1887,  Part  1,  page  743;  for 
1890,  page  843;  for  1896,  page  775;  for  1897,  pages  1130-1132,  and 
for  1900,  pagecl625. 

Reference  to  reports  on  examinations  and  surveys  are  noted  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1907,  page  160. 

Maps  of  this  improvement  are  printed  in  the  Annual  Reports  of  the 
Chief  of  Engmeers  for  1881,  page  696;  1889,  pages  820-822;  1890, 
page  844,  and  1905,  page  1036,  and  in  House  Document  No.  393, 
Fiftv-sixth  Congress,  first  session.  Map  of  Lemon  Creek  is  printed 
in  tne  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  1036. 

July  1, 1908,  balance  unexpended 12,703.56 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 33. 40 

July  1, 1909,  balance  unexpended 2,670.16 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 20,000.00 

Siibmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATBD. 

July  1, 1908,  balance  unexpended... $116,261.61 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1009 150, 000. 00 

Received  from  sale  of  maps  during  the  year 5. 80 

266, 267. 41 
Jxme  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $105, 465. 48 

For  maintenance  of  improvement 33.40 

105,498.88 

July  1, 1909,  balance  unexpended 160,768.53 

July  1, 1909,  outstanding  liabilities 31,365.00 

July  1, 1909,  balance  available 129,403.53 

July  1,  1909,  amount  covered  by  uncompleted  contracts 83, 982. 94 

Amount  (estimated)  requirod  for  completion  of  existing  project 91, 000. 00 

'Amount  that  can  be  profitably  expended  in  fiscal  year  endinp;  June  30, 
1911,  exclusive  of  the  balance  unexpended  July  1,  1909: 

For  works  of  improvement $30,000.00 

For  maintenance  of  improvement 30, 000. 00 


Submitted  incompliance  with  re<^uirementB  of  sundry  civil  act  of  June 
.    4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  Q  2.) 


60,000.00 


^  S.  Woodbridge  Greek ,  New  Jersey. — ^This  creek  is  a  small,  crooked 
tidal  stream,  about  5  miles  long,  running  through  flat  marshes  for 
most  of  its  len^h  and. emptying  into  the  west  side  of  Arthur  Kill,  or 
Staten  Island  Sound,  2  miles  north  of  Perth  Amboy,  N.  J. 

It  is  navigable  for  2|  miles  above  the  mouth  to  a  point  where  it 
is  crossed  by  a  highway  bridge  without  a  draw.  The  width  of  the 
creek  below  this  bridge  is  about  100  feet.    In  its  original  condition 
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this  stream  was  obstructed  at  its  mouth  by  a  bar  having  a  least  depth 
of  9.8  feet  at  high  water,  and  by  two  shoals  just  inside  the  mouth. 
From  these  shoa&  a  good  12-foot  channel  existed  to  above  Anderscm's 
brickworks,  seven-eights  of  a  mile  from  the  mouth,  above  which 
point,  however,  many  shoals  occurred,  although  a  narrow  8-foot  chan- 
nel existed  as  far  as  Salamander  dock,  1{  miles  from  the  mouth. 

First  project:  A  survey  of  the  navigable  part  of  ^his  creek  was 
made  in  1878,  reference  to  which  is  made  on  page  139  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1904,  and  a  project  for  its  im- 

?rovement  was  adopted  by  the  river  and  harbor  act  of  March  3,  1879. 
*his  project  provided  for  forming  a  channel  12  feet  deep  at  mean 
high  water  and  80  feet  wide  from  the  mouth  of  the  creek  to  the  Sala- 
mander dock  at  an  estimated  cost  of  $13,800,  which  amount  was  in- 
creased in  1884  to  $29,000.  Work  on  this  improvement  was  carried 
on  under  appropriations  made  from  1879  to  1882,  amounting  to 
$19,000,  whicn  was  expended  without  completing  the  proiect,  and  was 
suspended  in  1883,  and  in  1900  the  channel  had  relapsed  to  its  origi- 
nal condition. 

The  existing  project,  adopted  by  the  river  and  harbor  act  of  June 
13,  1902,  contemplates  obtaining  a  channel  8  feet  deep  at  mean  low 
water,  with  a  bottom  width  of  50  feet,  by  dredging,  from  Arthur 
Kill  to  Salamander  dock,  at  an  estimated  cost  of  $35,000  for  the  im- 
provement and  $3,000  annually  for  maintenance.  Reference  to  this 
project,  and  of  the  examination  and  survev  upon  which  it  is  based,  is 
contained  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1904, 
page  139. 

The  amount  expended  on  the  work  of  existing  project  up  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  was  $42,329.64,  of  which 
$30,822.70  was  used  in  carrying  out  the  project  and  $11^06.94  for 
maintenance.  No  work  was  done  during  tne  fiscal  year,  rroject  for 
the  expenditure  of  the  allotment  of  $6,000  for  maintenance,  act  of 
March  3,  1909,  was  approved  March  19.  The  work  was  advertised, 
and  proposals  were  opened  on  June  8.  A  contract  for  dredging  was 
in  course  of  preparation  at  the  close  of  the  year.  At  the  close  of  the 
last  work,  January,  1908,  the  channel  was  practically  restored  to 
proposed  dimensions  and  the  project  completed.  Expenditures  were 
for  office  expenses  and  contingencies. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  over  the 
shoalest  part  of  the  channel  was  6  to  7  feet  at  mean  low  water.  The 
mean  range  of  tides  is  5  feet. 

The  commerce  of  this  creek,  mainly  in  clay,  brick,  tile,  coal,  tin 
scrap,  steel  scrap,  and  building  materials,  amounted  in  1887  to 
126,000  tons,  in  1898  to  176,000  tons,  in  1903  to  155,751  tons,  in  1904 
to  165,313  tons;  in  1905  to  160,194  tons,  valued  at  $1,018,198;  in 
1906  to  167,392  tons,  valued  at  $1,128,237;  in  1907  to  151,671  tons, 
valued  at  $1,071,548;  and  in  1908  to  163,120  tons,  valued  at  $791,700. 
Tonnage  heretofore  reported  in  gross  tons;  reported  this  year  in 
short  tons. 

It  appears  from  inquiry  that  freight  rates  have  been  reduced  as  a 
result  of  this  improvement. 

It  is  proposed  to  appl^  the  sum  estimated  as  a  profitable  expendi- 
ture to  mamtenance  oi  improvement. 


Digitized  by  VjOOQ IC 


BIVEB  AND  HABBOB  IMPBOVBMBNTS.  173 

Maps  of  the  creek  are  printed  in  House  Document  No.  282,  Fifty- 
sixth  Congress,  first  session,  and  in  Annual  Report  of  the  Chief  of 
Engineers  for  1905,  page  1036. 

July  1, 1908,  balance  unexpended 1928. 16 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 6,000.00 

6,928.16 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 607. 80 

July  1, 1909,  balance  unexpended 6,420.36 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 6,000.00 

Siibmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  G  3.) 

4'  Raritan  Bay,  New  Jersey. — ^This  bay  is  a  large  body  of  water 
lying  between  the  southern  end  of  Staten  Island  and  the  New  Jersey 
snore.  Its  greatest  width  north  and  south  is  about  5  miles  and  its 
greatest  length  east  and  west  is  about  7  miles.  The  Raritan  River 
empties  into  it  at  its  west  end,  between  Perth  Amboy  and  South 
Amboy,  and  the  Arthur  Kill,  or  Staten  Island  Sound,  extends  north- 
ward, connecting  it  with  Newark  Bay. 

This  bay  had  naturally  a  fairly  straight  channel,  11  feet  deep,  to 
South  Amboy.  The  Une  of  the  deepest  water,  howeyer,  followed  the 
Staten  Island  shore  from  Perth  Amboy  to  Seguine  Point,  where  it 
was  separated  from  deep  water  in  the  eastern  part  of  the  bay  by  a 
shoal  1.5  miles  broad,  with  a  minimum  depth  of  14.5  feet. 

The  original  and  existing  project,  adopted  March  3,  1881,  and  ex- 
tended September  19.  1890,  and  June  3,  1896,  provides  for  dredging 
channels  300  feet  wide  and  21  feet  deep  from  Seguine  Point  to  deep 
water  in  the  bay,  a  distance  of  about  1.5  miles,  through  two  shoals 
opposite  Wards  Point,  0.4  and  0.6  mile  long,  respectively,  and  from 
South  Ambov  to  deep  water  near  Great  Beds  light,  a  distance  of 
about  1.5  miles.    The  estimated  cost  of  the  work  is  $507,875. 

Reference  to  reports  on  examinations  and  surveys  are  noted  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1904,  pages  140  and  1158. 

The  amount  expended  on  the  work  up  to  the  close  of  the  fiscal  year 
ending  June  30,  1909,  was  $560,954.53,  of  which  $297,314.45  was 
used  m  carrying  out  the  project  and  $263,640.08  for  maintenance. 
Of  this  amoimt  $3  was  derived  from  the  sale  of  maps.  The  project 
has  been  completed,  and  the  only  work  now  contemplated  is  mainte- 
nance of  the  improvement. 

Operations  during  the  fiscal  year  consisted  in  dredging  imder  con- 
tract for  maintenance.  Work  was  in  progress  at  the  beginning  of  the 
fiscal  year,  and  was  continued  until  August  1,  when  the  contract  was 
completed.  The  amoimt  of  material  dredged  during  the  year  was 
48,936  cubic  yards,  making  the  total  amoimt  removed  under  the  con- 
tract 105,990  cubic  yards. 

Project  for  expenditure  of  the  allotment  of  $20,000,  act  of  March 
3,  1909|  was  approved  on  March  19.    Examinations  of  the  channels 
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were  made,  and  preparation  of  specifications  for  maintenance  dredg- 
ing was  ill  progress  at  the  close  of  the  year. 

J^t  is  proposed  to  apply  the  amount  recommended  as  a  profitable 
expenditure  for  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  through 
the  Wards  Point,  South  Amboy,  and  Seguine  Point  channels  was  about 
20  feet  at  mean  low  water.     Mean  range  of  tides,  5  feet. 

The  commerce  of  the  bay  is  mainly  m  coal,  brick,  refined  lead  and 
copper,  bullion,  clay  products,  and  general  merchandise,  and  amount- 
ed m  1901  to  4,722,048  tons,  in  1902  to  5,453,122  tons,  in  1903  to 
4,484,152  tons,  in  1905  to  5,296,986  tons;  in  1906  to  6,432,245  tons, 
valued  at  $114,358,610;  in  1907  to  7,424,414  tons,  valued  at 
$139,228,344;  and  in  1908  to  8,729,748  tons,  valued  at  $136,550,115. 
Tonnage  heretofore  reported  in  gross  tons;  reported  this  year  in 
short  tons. 

It  appears  from  statements  of  the  shipping  interests  of  the  great 
railroad  terminals  that  the  improvements  have  resulted  in  a  great 
reduction  of  towing  rates  and  a  proportionate  reduction  of  freight 
rates,  owing  to  the  greater  quantity  of  coal  that  can  be  carried  and 
towed  through  these  channels  over  that  which  was  carried  before  the 
improvement  was  made. 

Further  details  of  this  improvement  are  printed  in  the  Annual  Re- 
port of  the  Chief  of  Engineers  for  1896,  pages  787-789.  Maps  are 
printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1905, 
page  1038. 

July  1,  1908,  balance  unexpended $24,787.52 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 20,000.00 

44,787.52 
June  30,  1909,  amount  expended  'during  fiscal  year,  for  maintenance  of 
improvement 23, 239. 05 

July  1,  1909,  balance  unexpended 21,548.47 

July  1,  1909,  outstanding  liabilities 4.80 

July  1 ,  1909,  balance  available 21, 543. 67 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 40,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  G  4.) 

6.  Keyport  Harbor,  Matavxm  Creek,  Raritan,  South,  and  Elizabeth 
rivers,  Shoal  Harbor  and  Comvton  Creelc,  arid  Cheese^adke  Creek, 
New  Jersey, — (a)  Keyport  Harbor , — This  harbor  is  situated  at  the 
mouth  of  Matawan  Creek,  on  the  south  side  of  Raritan  Bay,  5  miles 
east  of  the  mouth  of  Raritan  River,  and  it  consists  of  a  bay  about 
1  mile  broad. 

There  was  no  distinct  natural  channel  in  the  harbor,  the  available 
depth  to  the  wharves  being  less  than  4  feet  at  mean  low  water.  A 
6-Toot  channel  had  been  dr^ged  at  private  expense  before  the  United 
States  assumed  charge  of  the  improvement,  but  it  had  shoaled  again 
to  3  feet. 

The  original  and  existing  project,  approved  August  2,  1882,  with 
subsequent  modifications  (1884),  contemplates  dredging  a  channel  8 
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feet  deep  at  mean  low  water  about  4  JOO  feet  long  and  200  feet  wide 
from  Raritan  Bay  to  the  steamboat  dock  at  Kejrport,  at  an  estimated 
cost  of  $40,475.  Reference  to  report  on  examination  and  survey  is 
noted  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1904, 
page  141. 

The  amoimt  expended  to  June  30,  1909,  was  $68,197.39,  of  which 
sum  $30,500  was  used  in  carrying  out  the  project  and  $37,697.39  for 
maintenance.     A  channel  of  the  required  length  and  nearly  the  pro- 

Eosed  width  was  completed  in  1883-84.  Recent  appromdations  have 
een  insufficient  to  maintain  projected  dimensions.  The  improve- 
ment piay  now  be  considered  as  about  half  completed. 

Under  an  allotment  of  $8,705.97  from  the  consolidated  appropria- 
tion, act  of  March  2,  1907,  a  contract  for  dredging  was  in  lorce  and 
preparations  for  beginning  work  were  in  progress  at  the  beginning  of 
the  year.  Dredging  was  commenced  on  July  9,  and  the  contract  was 
completed  on  August  26.  The  amount  of  material  removed  was 
19,878  cubic  yards.  The  channel  was  restored  to  100  feet  width  and 
8  feet  depth  for  about  one-half  its  length.  The  remainder  of  the 
channel  had  a  depth  of  about  7  feet  at  mean  low  water. 

TTie  maximum  draft  that  could  be  carried  June  30,  1909,  to  the 
Kejrport  wharves  was  about  7  feet  at  mean  low  water.  Mean  range 
of  tides,  4.9  feet. 

The  commerce  of  this  harbor  is  mainly  in  farm  products,  fertihzers, 
coal,  lumber,  fish,  shellfish,  and  miscellaneous  freight,  ana  amounted 
to  67,500  tons  in  1899,  to  45,000  tons  in  1901,  to  62,000  tons  in  1903, 
to  70,000  tons  in  1904,  to  86,821  tons  in  1905,  valued  at  $2,202,105,  in 
1906  to  229,377  tons,  valued  at  $3,074,060,  including  the  commerce 
of  Matawan  Creek,  in  1907  to  160,925  tons,  valued  at  $3,275,305. 
and  in  1908  to  123,724  tons,  valued  at  $3,146,800.  Tonnage  reported 
heretofore  in  gross  tons;  reported  this  year  in  short  tons. 

The  eflFect  of  this  improvement  has  been  to  greatly  reduce  freight 
rates,  especially  in  the  marketing  season. 

It  is  proposed  to  apply  the  available  balance,  and  the  amount  esti- 
mated as  a  profitable  expenditure,  for  the  completion  and  mainte- 
nance of  the  miprovement  in  accordance  with  the  adopted  project. 

Further  details  as  to  this  work  are  printed  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1897,  pages  1147-1148.  Map  is  printed 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  1040. 

July  1,  1908,  balance  unexpended |9, 6G2. 14 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  approved 

March  3, 1909 6,000.00 

14, 662. 14 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      8, 678. 56 

Julyl,  1909,  balance  unexpended 6,983.58 

Amount  (estimated)  required  for  completion  of  existing  project 9, 975. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1.  1909 (*) 

Submitted  in  compliance  with  re<iuirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 


a  See  consolidated  money  statement  on  page  183. 
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(&)  Matawan  Creek. — ^This  creek  is  a  small  tidal  stream  in  the 
eastern  part  of  New  Jersey  which  discharges  into  Raritan  Ba7  at 
Keyport  Harbor.  It  is  navigable  up  to  the  bridge  of  the  New  York 
and  Liong  Branch  Railroad,  about  2  miles  above  its  mouth. 

In  its  natural  condition  the  mouth  was  obstructed  by  a  mud  flat, 
through  which  a  narrow  and  crooked  3-foot  channel  existed.  Above 
this  flat  there  was  a  4-foot  channel  for  a  mile  and  beyond  a  narrow 
3-foot  channel  extending  nearly  up  to  the  head  of  navigation  at 
Matawan. 

The  original  and  existing  project  for  improving  this  stream,  by 
dredeins  a  4-foot  channel  100  feet  wide  from  the  mouth  to  Winkson 


Creek,  about  1  mile,  and  thence  75  feet  wide  to  the  railroad  bridge 
at  Matawan,  was  adopted  March  3, 1881.  The  cost  was  estimated  at 
$33,120.  Reference  to  report  on  examination  and  survey  is  noted  in 
the  Annual  Report  of  the  Chief  of  Engineers  for  1904,  page  141. 

The  amoimt  expended  to  June  30,  1909,  was  $56,480.31,  of  which 
$21,000  was  used  m  carrying  out  the  project  and  $35,480.31  for  main- 
tenance. About  two-thirds  of  the  work  proposed  imder  the  project 
has  been  completed,  and  a  channel  has  oeen  dredged  the  required 
distance  with  widths  of  50  to  100  feet,  but  this  channel  has  greatly 
deteriorated. 

Dredging  under  contract  was  in  progress  at  the  bediming  of  the 
year,  at  which  time  1,258  cubic  yards  of  material  had  oeen  removed 
near  the  mouth  of  the  creek.  The  contract  was  completed  on  August 
26.  The  total  amount  of  material,  mud  and  sand,  removed  in  main- 
tenance work  during  the  fiscal  year  was  7,036  cubic  yards.  The 
total  amount  dredged  imder  the  contract  was  8,294  cubic  yards. 

Project  for  expenditure  of  the  allotment  of  $3,000,  act  of  March 
3,  1909,  was  approved  March  20.  Dredging  for  maintenance  was 
advertised  and  proposals  were  received  on  Jime  8,  1909,  and  at  the 
close  of  the  year  a  contract  for  the  proposed  work  was  in  preparation. 

The  maximum  draft  that  could  be  carried  June  30, 1909,  was  about 
3  feet  at  mean  low  water.    Mean  range  of  tides,  4.9  feet. 

The  commerce  of  this  creek  is  in  brick  and  fireproofin^,  fertilizer, 
farm  produce,  and  general  merchandise,  and  amounted  to  51,000 
tons  in  1899;  to  60,000  tons  in  1901 ;  to  61,500  tons  in  1903:  to  29,600 
tons  in  1904;  to  58,471  tons  in  1905,  valued  at  $203,955;  m  1906  to 
128,  181  tons,  valued  at  $717,505;  in  1907  to  40,900  tons,  valued  at 
$163,500;  and  in  1908  to  10,167  tons,  valued  at  $38,265.  Tonnage 
heretofore  reported  in  gross  tons;  reported  for  this  year  in  short  tons. 

The  effect  of  this  improvement  has  been  to  OTeatly  reduce  rates  of 
freight,  espnecialhr  in  tne  marketing  season.  Kecent  appropriations 
have  been  insufficient  to  maintain  the  channel  in  the  upper  part  of 
the  creek,  where  the  market  boats  load. 

It  is  proposed  to  expend  the  available  balance  and  the  amoimt 
estimated  as  a  profitable  expenditure  for  completion  and  maintenance 
of  the  project. 

Furtner  details  as  to  this  improvement  may  be  found  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1897,  page  1145.  Map  is  printed 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  1042. 
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July  1, 1908,  balance  unexpended $5, 887. 05 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  approved 
March  3, 1909 >....    3,000.00 

8, 887. 05 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      5, 562, 97 

July  1, 1909,  balance  unexx)ended 3, 324. 08 

Amount  (estimated)  required  for  completion  of  exiBting  project 12, 120. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  tiie 
iMdance  unexpended  Jul^  1,  1909 (a) 

Submitted  in  compjliance  with  requirements  of  simdrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Baritan  River, — ^This  river  is  a  moderate-sized  stream  flowing 
through  the  central  part  of  the  State  of  New  Jersey  and  emptying 
into  Raritan  Bay  at  Perth  Amboy.  It  is  navigable  to  New  Bruns- 
wick. N.  J.,  a  distance  of  12  miles,  where  it  is  the  eastern  terminus  of 
the  Delaware  and  Raritan  Canal. 

In  its  natural  state  the  channel  to  New  Brunswick  was  obstructed 
by  several  extensive  shoals,  on  which  the  depth  was  from  6i  to  8i 
feet  at  mean  low  water. 

The  sum  of  $13,963,  appropriated  in  the  years  1836  and  1837,  was 
expended  in  removing  obstructions  from  the  river  at  New  Brunswick. 

The  existing  project  for  improvement,  adopted  Jime  18,  1878,  with 
subsequent  modifications,  provides  for  a  channel  200  feet  wide  and 
10  feet  deep  from  the  mouth  to  the  Delaware  and  Raritan  Canal  ter- 
minus at  IsTew  Brunswick,  including  a  south  channel  between  Crab 
Island  and  Kearney's  dock,  with  a  length  of  about  2^  miles,  width 
of  100  feet,  and  depth  of  5^  feet  at  mean  low  water,  to  be  optained 
by  dredging,  diking,  and  rock  excavation,  the  cost  bein^  estimated 
at  that  tune  at  $2,093,662.  Recent  and  improved  methods  for  doine 
such  work  have  made  it  probable  that  this  estimate  will  not  exceed 
$1,036,000.  Reference  to  reports  on  surveys  with  estimates  is  given 
in  the  Annual  Report  of  the  Chief  of  Ei^ineers  for  1907,  page  166. 

The  amoimt  expended  upon  the  existing  project  up  to  the  close  of 
the  fiscal  year  ended  Jime  30,  1909,  was  $730,306.94,  of  which 
$659,192.32  was  used  in  carrying  on  the  work  and  $71,114.62  for 
maintaining  that  alreadv  done;  of  this  amoimt  $1.15  was  derived 
from  sale  of  condemned  property.  About  two-thirds  of  the  work 
contemplated  under  the  proiect  has  been  completed,  and  the  follow- 
ing work  has  been  accomplished  imder  the  proiect:  A  channel  10  feet 
deep  has  been  made  from  the  mouth  to  tne  Delaware  and  Raritan 
Canal  terminus  at  New  Brunswick^  the  section  through  and  below 
the  reef  at  Whitehead's  dock  having  a  width  of  200  feet  and  the 
section  above  the  reef  a  width  of  100  feet.  South  channel  has  been 
dredged  to  the  projected  depth  and  width  for  a  length  of  about 
4,000  feet.    Five  dikes  have  oeen  built  to  maintain  the  channels. 

No  work  was  done  during  the  fiscal  year.  At  the  close  of  the  year 
contract  for  dredging  for  maintenance  was  in  course  of  preparation 
imder  allotment  of  $10,000  from  the  appropriation  made  by  the 

a  See  consolidated  money  statement  on  page  183. 
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river  and  harbor  act  of  March  3,  1909.  Expenditures  were  for  a 
survey  of  the  south  channel,  as  authorized^  and  for  ofBce  expenses 
and  contingencies. 

At  the  close  of  work  of  1908  the  river  was  open  to  10-foot  naviga- 
tion at  low  water. 

It  is  proposed  to  apply  the  amount  recommended  as  a  profitable 
expenditure  to  continiung  and  maintaining  the  improvement. 

On  Jime  30,  1909,  the  maximum  draft  that  could  be  carried  to  the 
head  of  navigation  was  8  to  10  feet  at  mean  low  water.  Mean  range 
of  tides:  At  mouth  of  river,  5.1  feet;  at  New  Brunswick,  5.66  feet. 

The  commerce  of  this  river  is  principally  in  coal,  ores,  refined  cop- 
per, lumber,  building  materials,  and  general  merchandise,  and 
amoimted  in  1901  to  1,266,950  tons;  in  1902,  to  1,228,791  tons;  in 
1903,  to  1,020,420  tons;  in  1905,  to  605,197  tons;  in  1906,  to  736,666 
tons,  valued  at  $17,377,645;  in  1907,  to  725,690  tons,  valued  at 
$32,678,472;  and  in  1908,  to  918,302  tons,  valued  at  $26,401,439. 
Tonnage  heretofore  reported  in  gross  tons;  reported  for  this  year  in 
short  tons. 

It  appears  from  numerous  letters  received  that  this  improvement 
has  resmted  in  a  very  material  reduction  of  freight  rates. 

Details  as  to  this  improvement  may  be  found  in  the  Annual  Re- 

{>orts  of  the  Chief  of  Engineers  for  1892,  page  881 ;  for  1896,  page  780; 
or  1897,  page  1136;  and  further  information  is  contained  m  the 
report  for  1900,  page  1505. 

Maps  of  the  nver  are  printed  in  Annual  Reports  of  the  Chief  of 
Engmeers  for  1885,  page  760,  and  for  1905,  page  1044. 

July  1, 1908,  balance  unexpended 1836.77 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 10,000.00 

10,836.77 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 916. 14 

July  1,  1909,  balance  unexpended 9,919.63 

Amount  (estimated)  required  for  completion  of  existing  project 373, 392. 68 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(d)  South  River. — ^This  is  a  smaU  stream  in  the  central  part  of 
New  Jersey,  which  discharges  into  the  Raritan  River  about  8  miles 
above  its  mouth.  Before  miprovement  by  the  United  States  a  pri- 
vate canal  about  three-fourths  of  a  mile  long  had  been  dredged  from 
near  Washington,  on  the  South  River,  to  Sayreville^  on  the  Raritan 
River,  which  shortened  the  sailing  course  about  2  nules. 

The  depth  in  the  canal  was  about  3.5  feet  and  in  the  river  about 
2.5  feet  as  far  as  Oldbridge,  at  the  head  of  navigation,  6.3  miles 
above  the  canal. 

The  first  project  for  this  improvement  was  adopted  March  3,  1871, 
and  provided  for  dredging  a  channel  6  feet  deep  at  mean  low  water 

a  See  coneolidated  money  statement  on  page  183. 
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up  to  the  Washin^on  wharves,  at  an  estimated  cost  of  $13,653. 
Tliis  was  completed  in  1874,  at  a  cost  of  $20,000. 

The  existing  project,  adopted  June  14,  1880,  provides  for  correct- 
ing the  canal  outlet  and  for  obtaining,  by  dredging  and  diking,  a 
channel  100  feet  wide  and  8  feet  deep  to  Washington,  1.6  miles  above 
the  mouth;  thence  6  feet  deep  to  Bissetts,  3.7  miles  above  the 
mouth;  thence  4  feet  deep  to  Oldbridge,  6.3  miles  above  the  mouth, 
at  the  head  of  navigation.  The  cost  was  estimated  at  $194,695, 
but  was  reduced  in  1892  to  $176,695.  References  to  examinations 
and  surveys  are  contained  in  the  Annual  Reports  of  the  Chief  of 
Engineers  for  1904,  page  143,  and  for  1907,  pages  166  and  175. 

The  amoimt  expended  on  the  present  project  up  to  the  close  of 
the  fiscal  year  ending  Jime  30,  1909,  was  $115,663.84,  of  which 
$89,336  was  used  in  carrving  on  the  work  and  $26,327.84  for  main- 
tenance. About  one-half  of  the  work  contemplated  imder  the 
groject  has  been  completed.  Below  the  wharves  at  the  viUfiige  of 
outh  River  or  Washm^n  a  channel  from  50  to  75  feet  wide  and 
8  feet  deep  has  been  £redged  and  the  projected  dikes  have  been 
built.  Above  Washington  the  improvement  accomplished  is  shown 
in  report  of  work  for  fiscal  jear  of  1908. 

No  work  was  done  dunng  the  fiscal  year.  At  the  close  of  the 
year  contract  for  dredging  for  maintenance  was  in  course  of  prepara- 
tion imder  allotment  of  $5,000  from  the  appropriation  made  by  the 
river  and  harbor  act  of  March  3,  1909.  Expenditures  were  mainly 
for  office  expenses. 

The  maxunum  draft  that  could  be  carried  to  South  River  or 
Washington  on  June  30,  1909,  was  about  6  feet,  thence  to  within 
340  feet  of  Bissetts,  5  to  6  feet  at  mean  low  water.  Mean  range  of 
tides:  At  canal,  5.34  feet;  at  Oldridge,  4.57  feet. 

Large  brickyards  established  along  the  banks  of  the  river  give  it 
a  commercial  unportance  out  of  proportion  to  its  size. 

The  commerce  is  principally  m  brick,  sand,  clay,  coal,  fertilizer, 
and  general  merchandise,  and  amounted  in  1899  to  343,202  tons;  in 
1901,  to  328,186  tons;  in  1902,  to  387,246  tons;  in  1903,  to  333,890 
tons;  in  1904,  to  392,626  tons;  in  1905,  to  260,204  tons,  valued  at 
$1,046,208;  in  1906,  to  226,227  tons,  valued  at  $972,550;  in  1907,  to 
118,549  tons,  valued  at  $477,530;  and  in  1908,  to  99,197  tons,  valued 
at  $472,013.  Tonnage  heretofore  reported  in  gross  tons;  reported 
for  this  year  in  short  tons. 

The  improvement  has  caused  a  great  reduction  in  freight  rates, 
and  it  appears  probable  that  the  rates  will  be  further  reduced  when 
the  improvement  reaches  the  upper  stretches  of  the  river.  From 
reliable  information  received  it  appears  that  as  a  result  of  this 
improvement  a  reduction  in  freight  rates  on  fire  brick  by  rail  to 
Boston  of  from  $3.25  to  $2  per  ton  has  been  made.  The  freight 
rate  by  rail  to  New  York  is  $1.60  per  ton;  by  water  it  is  75  cents 
per  ton. 

It  is  proposed  to  apply  amount  estimated  as  a  profitable  expendi- 
ture and  tne  available  balance  to  contintdng  and  maintaining  the 
improvement  in  accordance  with  the  adopted  project. 

i)etails  as  to  this  improvement  may  be  found  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1896,  pages  784-785. 
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Reference  to  preliminary  examination  and  plan  and  estimate  of 
cost  of  improvement  of  Old  South  River  may  be  fomid  in  Annual 
Report  of  the  Chief  of  Engineers  for  1907,  page  175. 

Sketches  of  South  River  are  printed  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1882,  page  678;  1885,  page  764,  and  1906, 
page  1046. 

July  1, 1908,  balance  unexpended $751.91 

Amount  allotted  from  appropriation  made  by  river  and  barbor  act  approved 
MarcbS,  1909 5,000.00 

6, 761. 91 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 236. 12 

July  1, 1909,  balance  unexpended 5,515.79 

Amount  (estimated)  required  for  completion  of  existing  project 87, 359. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(e)  Elizaheih  River. — ^This  is  a  small  stream  in  the  eastern  part  of 
New  Jersey  which  discharges  into  the  Arthur  Kill  at  EUzabethport. 
Before  improvement  by  the  United  States  its  width  varied  from  60 
to  90  feet,  and  it  had  a  high-water  depth  of  4  feet  at  the  head  of 
navigation  at  Broad  street,  EUzabeth,  about  2}  miles  above  its  mouth. 

The  original  and  existing  project,  approved  March  3,  1879,  consists 
in  dredging  a  channel  60  feet  wide  ana  7  feet  deep  at  mean  high  water, 
at  an  estimated  cost,  revised  in  1881,  of  $43,160. 

The  amount  expended  on  this  work  to  June  30, 1909,  was  $59,648.87, 
of  which  $27,000  was  used  for  carrying  out  the  project  and  $32,648.87 
for  maintenance.  About  three-quarters  of  the  work  contemplated 
imder  this  project  has  been  completed.  A  channel  7  feet  deep  at 
mean  high  water  and  from  30  to  60  feet  wide  has  been  dredged  n:om 
the  mouth  to  Bridge  street,  Elizabeth. 

Operations  during  the  fiscal  year  consisted  in  dredging  imder  con- 
tract for  maintenance  between  Summer  Street  Bridge  and  the  New 
York  and  Long  Branch  Railroad  bridge,  EUzabeth.  Ten  thousand 
seven  himdred  and  twenty-three  and  three-tenths  cubic  yards  of  mud 
and  silt  w^e  removed  and  the  channel  restored  to  width  of  60  feet 
for  a  length  of  3,540  feet. 

The  maximtmi  draft  that  could  be  carried  to  Bridge  street,  Eliza- 
beth, about  one-fourth  mile  below  the  head  of  navigation  at  Broad 
street,  on  June  30.  1909,  was  about  5  feet  at  mean  high  water.  A 
depth  of  7  feet  could  be  carried  through  the  lower  part  of  the  river  to 
Summer  street.  Mean  range  of  tides:  At  mouth,  4.7  feet;  at  Bridge 
street,  Elizabeth,  3.4  feet. 

Under  existing  conditions  as  stated  in  the  district  officer's  report 
for  1908,  no  further  appropriation  is  recommended. 

The  conmierce  of  the  river  is  in  coal,  building  materials,  and  mis- 
cellaneous freights.  It  amounted  to  21,650  tons  in  1895,  to  28,865 
tons  in  1897,  to  29,495  tons  in  1901,  to  40,250  tons  in  1902,  to  36,336 
tons  in  1904,  to  28,887  tons  in  1905,  valued  at  $247,717;  in  1906  to 

0  See  consolidated  money  statement  on  page  183. 
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43,255  tons,  valued  at  $352,784;  in  1907  to  20,053  tons,  valued  at 
S87,322;  and  in  1908  to  31,825  tons,  valued  at  $190,298.  Tonnage 
reported  heretofore  in  gross  tons;  reported  this  year  in  short  tons. 

It  appears  from  statements  received  from  shippers  that  there  has 
been  a  reduction'  in  freight  rates,  probably  due  to  this  improvement. 

References  to  reports  on  exanunations  and  surveys  are  noted  in 
Annual  Report  of  tne  Chief  of  Engineers  for  1904,  page  143. 

Details  m  reference  to  this  improvement  may  be  found  in  the 
Annual  Reports  of  the  Chief  of  £ngineers  for  1596,  page  778,  and 
1897,  pases  1134  and  1185.  Map  is  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1905,  page  1048. 

July  1, 1908,  balance  unexpended $8,410.61 

June  30, 1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement     8,115.03 

July  1, 1909,  balance  unexpended 295.58 

Amount  (estimated)  required  for  completion  of  existing  project 16, 160. 00 

if)  Shoal  Harbor  and  Campion  Creek. — This  harbor  is  on  the 
south  shore  of  Raritan  Bay,  5  nailes  from  Sandy  Hook.  Compton 
Creek  is  a  narrow  stream  emptying  into  it.  The  natural  harbor  is 
inside  the  mouth  of  the  creek,  where  the  depth  is  from  3  to  6  feet  at 
mean  low  tide.  The  creek  is  navigable  for  about  1  mile  above  its 
mouth,  where  it  is  crossed  by  a  railroad  bridge  without  a  draw.  One- 
fourth  of  a  mile  above  its  mouth  it  is  crossed  by  a  highway  draw- 
bridge. 

The  entrance  to  this  harbor  was  originally  obstructed  by  a  broad 
flat  shoal  on  which  there  was  a  depth  of  less  than  1  foot  at  mean  low 
tide,  the  distance  between  the  deep  water  in  the  creek  and  the  4-foot 
depth  in  the  bay  being  about  one-naif  mile. 

The  original  and  existing  project,  adopted  September  19,  1890, 
proposes  a  channel  4  feet  deep  connecting  Compton  Creek  witn  Rari- 
tan Bay,  the  width  to  be  150  feet  in  the  bay  and  75  feet  in  and  near 
the  mouth  of  the  creek,  the. channel  througti  Shoal  Harbor  to  be  pro- 
tected by  a  dike  if  necessary,  at  an  estimated  cost  of  $64,130. 

The  amoimt  expended  to  June  30,  1909,  was  $45,502.81,  of  which 
sum  $17,000  was  applied  to  canring  out  the  project  and  $28,502.81  for 
maintenance.  About  three-fifths  of  the  dredging  contemplated 
under  this  project  has  been  completed  and  a  4-foot  channel  75  feet 
wide  has  been  dredged  through  Shoal  Harbor,  connecting  Raritan 
Bin^  with  Compton  Creek. 

Nothing  in  mrtherance  of  the  improvement  was  done  during  the 
past  fiscal  jrear.     The  expenditure  was  for  traveling  expenses. 

TTie  maximum  draft  tnat  could  be  carried  Jirne  30,  1908,  in  the 
improved  channel  through  Shoal  Harbor  and  Compton  Creek  to  the 
drawbridge  was  4  to  5  feet  at  mean  low  water.  No  soundings  have 
been  made  this  season.     Mean  range  of  tides,  4.5  feet. 

The  commerce  of  this  locaUty  in  farm  and  fish  products,  fertiUzerB, 
and  general  merchandise  amounted  to  180,000*  tons  in  1901,  to 
48,790  tons  in  1902,  to  65,175  tons  in  1903,  to  28,570  tons  in  1904,  to 
34.340  tons  in  1905,  valued  at  $1,198,200;  in  1906  to  34,538  tons, 
valued  at  $1,167,920;  in  1907  to  62,895  tons,  valued  at  $1,809,380; 
and  in  1908  to  82,262  tons,  valued  at  $1,510,210.  Tonnage  hereto- 
fore reported  in  gross  tons;  reported  for  tnis  year  in  short  tons. 
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It  appears  from  statements  received  from  shippers  that  there  has 
been  a  reduction  on  coal  freights  of  40  per  cent,  on  manure  from  40 
to  50  per  cent,  and  on  fish  20  per  cent,  as  a  result  of  this  improvement, 
and  if  the  improvement  is  not  continued  the  rates  would  be  very  much 
advanced. 

Reference  to  report  of  examination  and  survey  is  noted  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1907,  page  169. 

Further  details  as  to  this  improvement  may  be  found  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1897,  page  1150.  Map  is  printed 
in  the  Annual  Report  of  the  Chief  of  Engmeers  for  1905,  page  1050. 

July  1,  1908,  balance  unexpended $1, 249. 64 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1. 88 

July  1, 1909,  balance  unexpended 1, 247. 76 

Amount  (estimated)  required  for  completion  of  existing  project 47, 130. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(a)  Cfheesequdke  Creek. — ^This  is  a  small  stream  in  the  eastern  part 
of  New  Jersey  which  discharges  into  Raritan  Bay,  about  2  miles  east 
of  South  Amboy.  Before  improvement  by  the  United  States  the 
available  navigable  depth  in  the  creek  was  1^  feet  at  mean  low  water 
over  the  shoals,  the  distance  from  the  entrance  to  the  upper  limit  of 
navigation  being  3^  miles. 

The  existing  project  was  adopted  June  14, 1880,  and  provided  for  a 
new  outlet,  5  feet  deep,  from  the  creek  into  Raritan  Bay.  at  right 
angles  to  the  shore  line  through  a  beach  which  put  across  tne  mouth 
of  the  creek  from  the  ri^ht  bank,  and  which  had  forced  the  outlet 
nearljr  one-half  mile  to  nie  westward.  This  was  to  be  obtained  by 
dredging  and  constructing  parallel  jetties  of  stone,  200  feet  apart,  on 
each  side  of  the  dredged  channel;  the  ol^  outlet  was  to  be  closed  by  a 
pile  dike,  and  a  channel,  4  feet  deep  and  from  50  to  100  feet  wide,  was 
to  be  dredged  from  the  mouth  to  the  head  of  navigation,  3^  miles  up 
the  creek.  In  this  distance  two  dikes  were  to  be  built,  and  a  new 
channel  to  be  made  through  the  marsh  was  to  cut  off  a  bend  in  the 
creek.  Stump  Creek,  a  tributary  stream  emptying  into  the  creek  near 
its  mouth,  was  to  be  improved  by  dredging  a  channel  50  feet  wide  and 
3  feet  deep. 

The  cost  was  estimated  at  $75,279,  which  was  revised  in  1885  to 
$90,000. 

Reference  to  survey  and  estimate  are  noted  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1905,  page  152. 

The  amount  expended  on  the  present  project  up  to  the  close  of  the 
fiscal  year  endmg  Jime  30.  1909,  was  $49,352.28,  of  which  $40,000 
was  used  in  carrying  out  the  project  and  $9,352.28  in  maintenance. 
About  four-ninths  of  the  work  contemplated  imder  this  project  has 

a  At  the  time  the  estimates  for  the  fiscal  ^rear  ending  June  30,  1911,  were  prepared 
and  submitted  to  Uie  Secretary  of  War»  no  item  was  mcluded  for  Shoal  Harbor  and 
Compton  Creek.  After  further  consideration  the  district  engineer  officer  recommends 
an  estimate  of  appropriation  for  the  year  1911  of  $47,130  towara  completing  the  improve 
ment  at  this  looQity  and  $10,000  for  maintenance. 
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been  completed,  and  the  work  accomplished  consists  of  the  construc- 
tion of  the  two  parallel  stone  jetties  at  the  mouth,  the  dredging  of  a 
5-foot  channel  between  them  connecting  the  creek  with  the  5-foot 
curve  in  Raritan  Bay,  and  the  construction  of  the  pile  dike  closing 
the  old  outlet. 

During  the  fiscal  year  nothing  in  furtherance  of  the  improvement 
was  done;  the  channel  has  deteriorated  but  little  since  the  last  work 
in  1907. 

The  improvement  has  not  advanced  suflBciently  to  affect  freight 
rates.  It  is  proposed  to  expend  the  amount  estimated  as  a  profitfitble 
expenditure  m  continuing  the  work  of  improvement  and  for  main- 
tenance. 

The  maximum  draft  that  could  be  carried  through  the  mouth  of 
the  creek  on  Jime  30,  1909,  was  about  5  feet;  mean  range  of  tides, 
5.1  feet. 

The  commerce  of  the  creek  is  principally  in  fertilizer,  sand,  brick, 
clay,  and  farm  produce,  and  amounted  in  1886  to  about  50,000  tons; 
in  1905  to  45,500  tons,  valued  at  $146,050;  in  1906  to  83,648  tons, 
valued  at  $625,000;  in  1907  to  89,500  tons,  valued  at  $263,100;  and  in 
1908  to  79,520  tons,  valued  at  $209,550.  Tonnage  heretofore  re- 
ported in  gross  tons;  reported  for  this  year  in  short  tons. 

Further  details  as  to  this  improvement  may  be  found  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1886,  page  763. 

Sketches  of  Cheesequake  Creek  are  printed  in  the  Annual  Reports 
of  the  Chief  of  Engineers  for  1882,  page  680,  and  in  1905,  page  1051. 

Ajnount  (eetimated)  required  for  completion  of  existing  project $50, 000. 00 

W  —J 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOIJDATBD. 

July  1,  1908,  balance  unexpended $26,797.12 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3, 1909 23,000.00 

49,797.12 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 23, 510. 70 

Julyl,  1909,  balance  unexpended 26,286.42 

Amount  (estimated)  required  for  completion  of  existing  project 696, 136. 68 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance  exclusive  of  the 

balance  imexpended  July  1, 1909 ftl88,095.00 

Submitted  in  compliance  with  reauirements  of  simdry  civil  act  of 

,     June  4,  1897,  and  of  section  7  of  tne  river  and  harbor  act  of  1899. 

(See  Appendix  G  5.) 

o  See  consolidated  money  statement  on  this  page. 

ft  At  the  time  the  estimates  for  the  fiscal  year  ending  June  30,  1911,  were  prepared 
and  submitted  to  the  Secretary  of  War  no  item  was  mcluded  for  Shoal  Harbor  and 
Compton  Greek.  After  further  consideration  the  district  engineer  officer  recommends 
an  estimate  of  appropriation  for  the  year  1911  of  $47,130  toward  completing  the  im- 

Srovement  at  th&t  locality  and  $10,000  for  maintenance.  Had  these  amounts  been 
icluded  with  the  others  at  the  time  when  originall}^  submitted,  the  total  for  the 
combined  works  in  this  consolidated  item  of  appropriation  would  have  been  increased 
from  $188,095  to  $245,225. 
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6.  Shrewsbury  River,  New  Jersey. — ^This  river  is  a  laf^e  tidal  baan 
in  the  eastern  part  of  New  Jersey,  and  consists  of  two  bajns,  each  hav- 
ing an  area  of  about  3  square  miles,  and  known,  respectively,  as  the 
North  Branch  (or  Navesink  River)  and  the  South  Branch,  and  a 
channel  called  the  main  stem,  which  unites  the  two  branches  at  their 
eastern  ends  and  extends  northwardly  to  the  outlet  at  southeast  end 
of  Sandy  Hook  Bay.  The  river  is  navigable  on  the  North  Branch  to 
Red  Bank,  8  miles  from  the  mouth,  where  it  is  crossed  by  three  bridges 
without  draws,  and  on  the  South  Branch  to  Branchport,  9  miles  from 
the  mouth;  idso  to  Little  Silver,  Oceanport,  Parkers  Creek,  North 
Long  Branch,  and  Monmouth  Beach,  on  tne  several  arms  of  the;  South 
Branch. 

The  part  of  the  river  which  has  been  under  improvement  by  the 
United  States  consists  of  the  main  stem,  the  North  ^Branch  to  Oceanic, 
5  miles  from  the  mouth,  and  the  South  Branch  to  the  vicinity  of  Sea- 
bright,  about  5J  miles  from  the  mouth.  The  bays  above  Oceanic  and 
Seaoright  had  sufficient  water  to  accommodate  navigation. 

Before  any  improvement  was  begun  by  the  United  States  the  avail- 
able depth  to  Oceanic,  on  the  North  Branch,  was  3 J  feet,  and  to  Sea- 
bright,  on  the  South  Branch,  it  was  2^  feet;  the  depth  in  the  main 
stem  was  4  feet.  For  details  see  Annual  Report  of  the  Chief  of  En- 
gineers for  1886,  page  756. 

By  act  of  Congress  of  August  30,  1852,  $1,500  was  appropriated 
for  and  expendea  upon  a  survey  to  ascertain  the  extent  of  a  break 
through  the  beach  between  the  Shrewsbury  River  and  the  ocean,  but 
no  work  of  improvement  was  begun. 

First  project:  By  act  of  Congress  of  July  11,  1870,  a  survey  of  the^ 
river  was  ordered.  The  report  on  this  survey  described  a  bar  across 
the  river  nearly  opposite  tne  Navesink  lights  and  four  smaller  bars 
above,  and  recommended  deepening  them  by  dredging,  at  an  esti- 
mated cost  of  $14,000.  The  work  was  completed  imder  appropria- 
tions amounting  to  $19,000,  made  in  1871  and  1873,  and  a  new  shoal 
near  Lower  Rocky  Point  was  also  dredged.  The  dredged  channels 
did  not  long  maintain  the  improved  depth  (6  feet  at  low  tide). 

Existing  project,  with  modifications:  The  river  and  harbor  act  of 
1875  provided  for  a  survey  of  the  "North  and  South  branches  of  the 
Shrewsbury  River,  New  Jersey."  The  project  provided  for  dredging 
at  Upper  and  Lower  Rocky  Point  and  a  training  dike  at  the  entrance 
to  the  North  Branch,  at  a  total  estimated  cost  of  $18,000.  This  sum 
was  ai)propriated  by  the  river  and  harbor  act  of  1878,  but  before 
beginning  the  work  it  was  decided  to  make  a  new  and  more  detailed 
survey  or  the  river.  This  survey  was  made  in  1878,  and  the  report 
presented  a  plan  for  improving  both  branches  of  the  river  and  main 
stem  to  obtam  a  channel  of  6  feet  depth  at  mean  low  water,  with  a 
width  of  300  feet  in  the  main  stem  and  of  150  ^eet  in  each  of  the 
branches,  by  dredging  and  constructing  pile  dikes  or  training  walls. 
At  this  time  the  available  depth  in  the  main  stem  was  found  to  be 
5.4  feet  at  mean  low  water,  in  the  North  Branch  3.5  feet,  and  in  the 
South  Branch,  at  the  entrance,  2.6  feet,  practically  suspending  all 
navigation  in  the  latter  channel.  The  plan  was  referred  to  a  Board 
of  Engineers,  and  with  slight  modifications  was  approved  hj  it  Feb- 
ruary 12.  1879.  It  provided  for  the  construction  of  seven  pile  dikes 
and  for  dredging  at  seven  different  shoal  points,  at  a  total  estimated 
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cost  of  $142;086.  This  project  was  adopted  M^rch  3,  1879.  No 
essential  modification  of  this  project  has  since  been  made.  Nine 
dikes  have  been  built  and  the  shoals  have  been  dredged  and  redredged 
frequently  in  order  to  maintain  the  proposed  depth  of  6  feet.  Owmg 
to  the  change  in  diking  and  to  the  cost  of  dredging  being  generally 
greater  than  originally  estimated,  it  was  found  necessary  in  1881, 
1883,  and  1887  to  add  to  the  estimate  for  the  completion  or  the  whole 
work.  The  existing  project  for  improvement,  therefore,  is  the  proj- 
ect of  1879,  with  the  modifications  indicated  above,  ana  proposes  to 
secure  a  channel  of  6  feet  depth  at  mean  low  water,  with  width  of 
300  feet  up  to  the  junction  of  the  North  and  South  branches  and 
with  a  width  of  150  leet  in  those  branches,  by  means  of  dredging  and 
diking,  at  an  estimated  cost  (including  appropriation  of  1878  applied 
to  this  project)  of  $234,062. 

The  sum  expended  under  the  existing  project  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  was  $358,166.08,  of  which  $195,- 
393.95  was  for  carrying  out  the  project,  $157,772.13  for  maintenance, 
and  $5,000  for  the  survey  made  in  1903.  Of  the  total  amount  ex- 
pended, $1.25  was  derivea  from  sale  of  a  map.  The  project  is  com- 
pleted, dredging  and  dike  repairs  being  required  for  mamtenance  of 
channels.  Operations  during  the  fiscal  year  consisted  in  dredgine 
under  contract  for  maintenance.  The  amount  of  material  removed 
during  the  year  was  36,404  cubic  yards.  At  the  close  of  work  October 
13,  1908,  the  channels  had  been  practically  restored,  to  projected 
dimensions. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  through- 
out the  limits  of  the  inmrovement  was  5  to  6  feet  at  mean  low  water. 
Mean  range  of  tides:  Outer  bar,  5  feet;  Highlands  bridge,  3  feet; 
Seabright  bridge,   1.3  feet. 

The  commerce  of  the  river,  mainly  in  coal,  farm  products,  ferti- 
lizer, and  general  merchandise,  amoimted  in  1889  to  906,000  tons; 
in  1902  to  657,000  tons;  in  1903  to  761,000  tons;  in  1904  to  780,290 
tons;  in  1905  to  1,768,500  tons,  valued  at  $8,215,000;  in  1906  to 
1,668,500  tons,  valued  at  $7,235,000;  in  1907  to  1,718,125  tons, 
valued  at  $6,629,750;  and  in  1908  to  1,854,160  tons,  valued  at  $6^- 
270,000.  Tonnage  reported  heretofore  in  ^oss  tons;  reported  this 
year  in  short  tons.  The  passenger  traffic  is  important,  the  number 
of  people  carried  by  the  ratten  Line,  South  Branch,  in  1902  being 
264,635;  in  1903,  277,257;  in  1904,  266,157,  and  in  1905,  310,367. 

It  is  proposed  to  apply  the  amoimt  recommended  as  a  profitable 
expenditure  to  maintenance  of  the  improvement  in  accordance  with 
the  project. 

It  appears  from  reports  received  from  the  Merchants  Steamboat 
Company  and  the  New  York  and  Long  Branch  Steamboat  Company 
that  freight  rates  have  been  lowered,  and  maintained,  as  results  of 
the  improvement  by  the  United  States;  also  that  the  commerce  has 
increased,  and  that  the  improvement  tends  to  keep  the  freight  rates 
down. 

Further  details  in  reference  to  this  work  may  be  found  in  the 
Annual  Reports  of  the  Chief  of  Engineers  for  1896,  page  797,  and 
1900,  page  185. 

Report  upon  survey  of  1852  was  made  in  October,  1853,  and  refer- 
ences to  further  examinations  and  surveys  may  oe  found  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1904,  pages  145-146. 
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Sketches  of  Shrewsbury  River  are  printed  in  the  Annual  Reports 
of  the  Chief  of  Engineers  for  1879,  1881,  1882,  1887,  1890,  1891,  1892, 
1893,  and  1905,  page  1054,  and  maps  of  the  whole  river  are  printed 
in  House  Document  No.  123,  Fifty-eighth  Congress,  second  session. 

July  1, 1908,  balance  unexpended $14, 932. 71 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 20,000.00 

Received  from  sale  of  maps  during  the  year 6. 00 

m 

34,938.71 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      14, 097. 64 

July  1, 1909,  balance  unexpended 20,841.17 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 20,000.00 

Suomitted  in  compliance  with  re<)uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  G  6.) 

7.  Manasquan  River,  New  Jersey, — This  is  a  small  stream  in  the 
eastern  part  of  New  Jersey  which  empties  into  the  Atlantic  Ocean 
about  26  miles  south  of  Sandy  Hook;  in  its  natural  condition  the 
low-water  depth  for  several  miles  above  the  mouth  varied  from  4  to  6 
feet.  The  outlet,  however,  was  obstructed  by  a  shifting  sand  bar,  on 
which  the  depth  did  not  exceed  H  f©®**  After  severe  storms  this 
outlet  was  sometimes  entirely  closed,  remaining  so  until  sufficient 
fresh  water  had  accumulated  in  the  river  above  to  force  an  outlet  into 
the  ocean. 

A  project  for  its  improvement,  adopted  by  the  river  and  harbor  act 
of  Mitrch  3,  1879,  based  on  examination  and  survey  as  printed  in 
Annual  Report  of  the  Chief  of  Engineers  for  1879,  pages  463-466, 
contemplated  obtaining  a  permanent  outlet  for  the  river  nearly  at 
right  angles  to  the  shore,  with  a  depth  of  6  feet  at  mean  low  water; 
also  dredging  a  channel  in  the  lower  river  to  the  same  depth.  The 
estimated  cost  was  $52,120.  Work  was  suspended  in  1883,  after 
three  appropriations,  amounting  to  $39,000,  had  been  expended  on 
the  improvement  in  the  construction  of  two  training  dikes  1,515  and 
475  feet  long,  respectively. 

The  existing  project,  approved  March  3,  1899,  with  subsequent 
modifications,  wnich  is  a  modification  of  the  origiaal  project,  contem- 
plates obtaining  an  outlet  6  feet  deep  for  the  river,  and  also  in  deep- 
ening the  channel  just  above  the  mouth  to  the  same  depth,  at  an 
additional  cost  of  $18,300  over  the  amount  expended  ana  on  hand, 
making  the  total  estimated  cost  of  the  improvement  $59,300,  to 
which  should  be  added  $1,075  expended  for  maintenance.  Refer- 
ences to  examinations  and  surveys  are  noted  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1904,  page  147. 

The  amount  expended  to  June  30,  1909,  was  $41,054.11,  of  which 
$39,000  was  used  for  carrying  out  the  project  and  $2,054.11  fqr 
maintenance. 

This  improvement,  under  present  project,  is  about  half  completed. 

During  the  past  fiscal  year  no  worK  was  done  on  this  improvement. 
Expenditures  were  for  traveling  expenses. 
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No  further  appropriation  is  recommended  until  the  question  of  the 
usefubiess  of  expenditures  imder  the  project  has  been  decided. 

The  maximum  draft  that  could  be  carried  June  30, 1908;  was  about 
2  feet  at  mean  low  water.  No  soundings  have  been  made  this  sea- 
son.   Mean  range  of  tides,  2.4  feet. 

The  commerce  of  the  inlet  is  small.  The  river  is  used  principally 
by  small  fishing  craft;  also  by  pleasure  boats  during  the  summer 
season. 

The  improvement  has  not  advanced  to  a  condition  which  would 
affect  the  rates  of  freight.  It  is  stated  that  there  will  be  a  reduction 
when  the  entrance  is  made  navigable. 

Detailed  descriptions  of  this  improvement  and  histories  of  the 
work  and  maps  are  printed  in  the  Annual  Reports  of  the  Chief  of 
Engineers  for  1880,  Part  1,  pages  547-556;  1882,  Part  1,  page  701; 
1898,  page  1070,  and  1905,  page  1056. 

July  1, 1908,  balance  unexpended $4,96L92 

June  30)  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement. 16. 03 

June  30, 1909,  canied  to  surpluB  fund  of  the  Treasury 4, 945. 89 

Amount  (estimated)  required  for  completion  of  existing  project 14, 375. 00 

-    (See  Appendix  G  7.) 

8.  Removing  sunken  vessels  or  en^i  obstructing  or  endangering  navir 
gaiion —  Wreck  of  deck  scow  N.  D.  ShuUz  in  Passiae  River  at  Pennsyl- 
vania Railroad  wharf  on  the  north  side  of  the  river  near  its  mouth. — 
This  wreck  was  reported  in  Au^st,  1908,  as  a  dangerous  obstruction 
to  navigation  when  one  side  broke  off  and  lighting  at  night  and  mark- 
ing by  day  were  discontinued.  It  was  previously  reported  as  sunk  at 
the  wharf  of  the  Pennsylvania  Railroad  Company,  but  was  not  then 
considered  such  an  obistruction  as  contemplated  by  section  19  of 
river  and  harbor  act  of  March  3,  1899. 

The  sum  of  $800  was  allotted  by  the  department  on  November  21, 
1908,  for  the  removal  of  this  wreck.  It  was  removed  by  the  wreck- 
ing plant  of  John  F.  Baxter,  under  public  notice  dated  November  28, 
1908,  for  the  sum  of  $792. 

The  wreck  was  deposited  in  the  vard  of  the  contractor  at  Weehaw- 
ken.    Nothing  of  value  was  found  upon  it. 

(See  Appendix  08.) 

EXAMINATION   AND   SUBVBT  MADE   IN   COMPLIANOE   WITH  RIVER  AND 
HARBOR  ACT  APPROVED  MARCH  3,    1909. 

Report  dated  April  23, 1909,  on  preliminary  examination  of  Newark 
Bay,  £few  Jersey,  with  a  view  to  securing  a  chann^d  along  the  eastern  shore, 
required  by  the  river  and  harbor  act  of  March  3, 19092was  duly  sub- 
mitted by  the  district  oflBcer.  It  was  reviewed  by  the  JBoard  of  Engi- 
neers for  Rivers  and  Harbors,  pursuant  to  law,  and  was  transmitted  to 
Congress  and  printed  in  House  Document  No.  80,  Sixty-first  Congress, 
first  session.  The  locality  is  not  considered  worthy  of  improvement 
by  the  General  Government  in  the  maimer  indicated. 
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IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  THE  PHILADELPHIA,. 
PENNSYLVANLA.,  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  Herbert  Deakyne,  Corps 
of  Engineers.  Division  engineer,  Col.  D.  W.  Lockwooa,  Corps  of 
Engineers. 

1.  Delaware  River,  New  Jersey  and  Pennsylvania. — Trenton,  the 
head  of  natural  and  actual  navigation  of  the  Delaware  River,  is  about 
30  miles  above  the  upper  end  of  the  port  of  Philadelphia.  In  its 
original  condition  this  stretch  of  river  was  obstructed  bv  several 
shoals.  Between  Bordentown  and  Trenton,  a  distance  of  about  5 
miles,  a  narrow  and  circuitous  channel  existed  which  carried  only 
from  3  to  6  feet  at  mean  low  water.  At  Kinkora  bar,  about  9  miles 
below  Trenton,  there  was  a  shoal  carrying  7^  feet,  and  at  Fivemile 
bar,  opposite  the  upper  part  of  Philadelphia,  a  shoal  crossed  the 
Pennsylvania  channel,  carrying  onlv  3  to  4  feet  at  mean  low  water. 
There  was,  however,  a  depth  of  13  feet  past  Fivemile  bar  in  the  New 
Jersev  channel  south  of  Petty  Island. 

Below  Philadelphia  the  river  in  its  original  condition  presented 
obstructions  at  Mifflin  bar  which  reduced  the  depth  at  mean  low  water 
to  17  feet,  at  Schooner  ledge  and  Cherry  Island  flats  to  18  feet,  at 
Bulkhead  shoal  and  Baker  shoal  to  about  20  feet,  and  at  Duck  Ci^ek 
flats  to  about  20  feet.  The  lower  end  of  Duck  Creek  flats  is  56  miles 
below  Philadelphia. 

In  that  part  of  the  Delaware  River  between  Trenton,  N.  J.,  and 
Bridesburg,  Pa.,  efforts  in  the  past  have  been  directed  toward  reliev- 
ing conmierce  from  the  obstructions  which  exist  in  the  upper  9  miles 
of  the  river  and  toward  deepening  the  channels  across  rerriwig  and 
Eankora  bars. 

Previous  to  1885  the  efforts  to  improve  the  river  between  Philadel- 
phia and  the  bay  were  confined  to  dredging,  except  at  Schooner  ledge, 
where  solid  rocK  was  removed.  The  work  was  done  under  appropria- 
tions for  special  localities,  and  also  under  general  appropriations  for 
the  Delaware  River  below  Bridesburg. 

A  Board  of  Engineers,  convened  by  direction  of  the  Secretary  of 
War  for  the  purpose  of  considering  the  subject  of  the  permanent 
improvement  of  Delaware  River  andBay,  recommended,  in  a  project 
dated  January  23,  1885,  and  adopted  in  that  year,  the  formation  of 
a  ship  channel  from  a  point  opposite  Philadelphia  and  about  mid- 
way oetween  the  American  Ship  Building  Company's  yard  and  the 
Qbs  Trust  wharf  to  deep  water  in  Delaware  Bay,  having  a  least 
width  of  600  feet  and  a  depth  of  26  feet  at  mean  low  water.  The 
formation  of  such  a  channel  was  to  be  secured,  except  at  Schooner 
ledge,  where  rock  would  have  to  be  removed,  b^  regulating  the  tidd 
flow  Dy  means  of  dikes,  with  recourse  to  dredging  where  necessary, 
as  an  aid  to  such  contracting  and  regulating  works.  The  estimated 
cost  of  obtaining  a  channel  of  the  above  dimensions  was  about 
$2,425,000,  which  covered  the  estimated  cost  of  the  permanent  im- 

Srovement  of  the  Delaware  River  between  the  upper  part  of  Phila- 
elphia  and  deep  water  in  the  bay.  The  annual  cost  of  maintenance 
was  estimated  at  10  per  cent  of  the  original  cost  for  dredging  and 
1  per  cent  of  the  ori^nal  cost  for  dikes.  This  estimate  of  cost  did 
not  include  the  improvement  of  Philadelphia  Harbor,  which  was  a 
separate  project. 
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With  appropriations  aggregating  $3,935^000  there  was  completed 
between  1888  and  1898  a  project  for  improving  the  harbor  between 
Philadelphia!  Pa.,  and  Camaen,  N.  J.,  which  provided  a  channel 
depth  ot  26  feet  at  mean  low  water  from  Christian  street,  Philadel- 
phia (Kaighn  Point,  N.  J.),  up  to  the  Pennsylvania  Railroad  bridge 
at  Fishers  Point,  N.  J.  In  1906  an  allotment  of  $10,000  was  made 
for  redredging  shoal  places  within  the  limits  of  this  improvement, 
from  the  emergency  appropriation  contained  in  the  river  and  harbor 
act  approved  Marcn  3,  1905.  Final  report  on  the  completion  of  this 
project  is  printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1899,  page  1330,  and  an  accoimt  of  the  work  done  imder  the  emer- 
gency allotment  in  the  Report  for  1907,  page  1100. 

In  the  river  and  harbor  act  approved  March  3,  1899,  Congress 
adopted  a  new  project  for  the  improvement  of  the  river,  providing 
for  the  formation  of  a  channel  600  feet  wide  and  30  feet  aeep  from 
Christian  street,  Philadelphia,  to  deep  water  in  Delaware  Bay,  at  an 
estimated  cost  of  $5,810,000.  This  project  superseded  the  project  of 
1885.  At  the  time  of  adoption  of  the  new  project  the  26-foot  chan- 
nel, with  widths  varying  from  200  to  600  feet,  nad  been  formed  from 
the  upper  part  of  Philadelphia  Harbor  to  the  bay,  except  at  the  fol- 
lowing-named localities:  Tinicum  Island  shoal,  aepth  from  23.6  feet 
to  26  feet  over  a  distance  of  about  4,200  feet;  above  Schooner  ledge, 
depth  from  24  feet  to  26  feet  over  a  distance  of  about  4,800  feet; 
from  below  Marcus  Hook  to  Bellevue,  depth  from  23  to  26  feet  over  a 
distance  of  about  13,500  feet.  These  distances  are  measured  on  the 
range  lines.  The  distances  measured  between  the  26-foot  curves  on 
the  lines  of  deepest  water  were  much  shorter. 

Part  of  the  26-foot  channel  above  Marcus  Hook,  Pa.,  was  dredged 
by  the  city  of  Philadelphia  under  the  supervision  of  this  office,  with 
money  appropriated  by  the  city  of  Philaaelphia. 

At  the  same  time  there  was  between  Trenton  and  Philadelphia  a 
channel  6  feet  deep  at  mean  low  water  through  Perriwig  bar,  a  depth 
of  7  feet  in  the  eastern  channel  at  Bordentown,  a  channel  8i  feet  deep 
through  Einkora  bar^  and  a  channel  26  feet  deep  over  the' whole 
width  through  Fivemile  bar. 

The  total  amount  expended  on  the  26-foot  project  since  its  adop- 
tion, in  1885,  was  $1,532,688.81,  of  which  about  $200,000  is  estimated 
to  have  been  applied  to  maintenance.  In  addition  to  this  expenditure 
the  following  sums  were  expended  since  tiie  adoption  of  the  26-foot 
channel,  in  1885,  and  previous  to  adoption  of  the  existing  project,  on 
special  localities  on  the  river  under  appropriations  made  for  the 
purpose: 

Channel  across  Smiths  Island  bar,  between  Philadelphia,  Pa.,  and  Cam- 
den, N.  J $30,000.00 

Between  the  upper  part  of  Philadelphia,  Pa.,  and  Trenton,  N.  J 37, 600. 00 

Rebuilding  and  enlarging  dike  at  junction  of  Schuylkill  and  Delaware 

rivers 3,000.00 

Removing  rock  ledge  opposite  Petty  Island 69,463.26 

Expenses  of  Board  of  Efi4:ineer  officers  on  project  for  channel  30  feet  deep 
and  600  feet  wide 7,000.00 

Total 146,963.26 

The  entire  amount  expended  on  the  improvement  of  Delaware 
Biver  from  1836  to  June  30,  1909,  under  appropriations  for  general 
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river  improvement,  special  localitieSi  Philadelphia  Harbor,  and  allot- 
ments from  appropriations  for  emergencies  in  river  and  harbor  works, 
was  $13^420,754.23,  of  which  $184,605.80  was  expended  on  the  part 
of  the  nver  between  Trenton  and  Philadelphia,  and  $188,109.51  for 
maintenance  imder  the  existing  project. 

Work  under  the  existing  project  below  Christian  street  was  com- 
menced imder  an  appropnation  of  $300,000  contained  in  the  river 
and  harbor  act  of  March  3,  1899.  and  has  been  prosecuted  imder  this 
and  subseauent  acts.  Under  tne  provisions  oi  this  act  $69,463.26 
was  appUea  to  removal  of  rock  ledge  opposite  Petty  Island,  $7,000  to 
the  expenses  of  the  Board  of  Engmeer  officers  on  project  for  a  30- 
foot  channel,  and  the  balance,  $223,536.74,  imder  the  existing  project. 

The  river  and  harbor  act  approved  March  2, 1907,  appropnated  the 
sum  of  $895,000  for  completmg  this  improvement  and  authorized  the 
letting  of  contracts  to  the  extent  of  $500,000  additional  for  main- 
tenance of  the  dredged  channel,  this  amount  to  be  available,  how- 
ever, for  use  in  completion  of  the  project.  Of  this  appropriation  the 
sum  of  $40,000  is  to  be  applied  to  mamtenance  of  the  dredged  water- 
way in  Philadelphia  Harbor  above  Christian  street,  Plmadelphia. 
Of  the  sum  of  $500,000  authorized  by  the  river  andf  harbor  act  of 
March  2,  1907,  $375,000  was  appropriated  in  the  sundry  civil  act 
approved  May  27^  1908,  and  the  oalance,  $125,000,  was  appropriated 
in  the  sundry  civil  act  approved  March  4,  1909. 

The  river  and  harbor  act  approved  March  3,  1909,  appropriated 
$390,000  for  maintenance  of  the  dredged  channel  from  rhiladelphia 
to  Delaware  Bay,  including  Philadelpma  Harbor. 

Up  to  the  close  of  the  fiscal  year  ending  June  30,  1909,  the  sum 
of  $6,383,671.61  was  expended  on  the  work  of  the  existing  project 
in  surveys,  in  dredging  at  Duck  Creek  flats.  Baker  shoal,  Salem  dove 
flats.  Deep  Water  Pomt,  Cherry  Island  flats.  Schooner  ledge  rock 
area.  Tinicum  and  Mifflin  bar  shoals,  and  in  the  construction  of  bu^- 
heaos  for  the  reception  of  dredged  material  and  to  act  as  training 
walls  to  direct  the  currents. 

At  Baker  shoal  the  work  of  bulkhead  construction  has  resulted  in 
the  completion  of  30,627  linear  feet  of  structure.  At  Cherry  Island 
flats  the  work  of  bulkhead  construction  has  resulted  in  the  comple- 
tion of  4,535  linear  feet  of  structure.  The  work  of  dredging  under 
the  30-foot  project  has  resulted  in  the  formation  of  a  channer30  feet 
deep  at  mean  low  water  and  600  feet  wide,  having  the  following  ap- 
proximate lengths  through  the  various  shoals: 

Feet. 

Duck  Creek  flata 43,000 

Baker  shoal 20,600 

Salem  Cove  flats 12,500 

New  Castle  flata 28,000 

Cherry  Island  flats 25,500 

Edgemoor,  Delaware,  to  the  south  line  of  Pennsylvania,  including  Marcus 
Hook  bar 30,000 

The  work  of  rook  removal  at  Schooner  ledge  is  now  about  99  per 
cent  completed. 

The  greatest  draft  of  water  that  could  be  carried  at  mean  low 
water  on  Jime  30,  1909,  over  the  shoalest  part  of  the  river  below 
Philadelphia,  was  about  23.9  feet  on  center  line  of  channel  on  Cherry 
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Island  K^t-house  ran^e,  near  the  mouth  of  Christiana  Riyer,  Del- 
aware.   The  material  m  the  channel  at  this  locaUty  is  very  soft  mud. 

It  is  proposed  to  apply  the  available  funds  to  completion  of  the 
project  and  maintenance  of  the  dredged  channel.  This  will  include 
widening  of  the  channel  beyond  600  feet  at  the  bends  below  Phila- 
delphia, completion  of  rock  removal  at  Schooner  ledge,  and  surveys, 
engineering  and  office  expenses  under  the  general  project,  the  work 
to  oe  done  by  contract  or  by  hired  labor  and  government  plant,  as 
may  be  to  the  best  interests  of  the  United  States. 

In  1905  the  State  of  Pennsylvania  and  the  city  of  Philadelphia 
appropriated  sums  aggregating  $750,000,  to  be  expended  in  accordance 
with  tne  general  project  on  tnat  part  of  the  river  between  the  south 
line  of  Pennsylvania  and  the  city  of  Philadelphia.  This  money  was 
to  be  expended  by  the  city  of  Philadelphia,  and  the  work  to  be  done 
was  to  be  under  the  supervision  of  the  United  States  engineer  officer 
in  charge  of  the  improvement. 

Under  date  of  July  27, 1906,  the  United  States  entered  into  an  agree- 
ment with  the  city  of  Philadelphia  whereby  government  plant  should 
be  placed  on  the  work  in  sections  7  and  8  and  operated  under  the 
direction  of  this  office;  all  cost  of  the  work  to  be  paid  by  the  city  of 
Philadelphia.  The  city  also  entered  into  a  contract  with  the  Amencan 
Dredging  Company,  imder  date  of  October  27,  1906,  for  the  dredging 
of  the  entire  channel  to  full  width  and  depth  in  sections  6-A,  6-B, 
and  9,  for  a  lump  sum  in  each  case. 

Work  under  tne  above  agreement  with  government  plant  in  sec- 
tions 7  and  8  has  resulted  in  a  channel  through  Tinicum  Island  flats 
30  feet  deep  and  600  feet  in  width,  and  a  channel  through  Mifflin  bar 
shoal  30  feet  deep  and  600  feet  wide. 

The  contract  dredging  has  resulted  in  a  channel  30  feet  deep  and 
600  feet  wide  through  section  6,  subsections  A  and  B,  on  Schooner 
led^e  raujge,  and  through  section  9,  to  Christian  street,  Philadelphia. 

The  original  work  on  the  channel  30  feet  deep  and  600  feet  wide  is 
now  practically  completed  from  Christian  street,  Philadelphia,  to 
deep  water  in  Delaware  Bay,  except  on  Schooner  ledge  rock  area, 
where  a  few  scattering  points  of  rock  remain  to  be  drilled  and  blasted 
off.  It  is  estimated  that  only^  about  330  cubic  yards  of  ledge  rock 
remains  to  be  removed,  consisting  of  widely  scattered  points  project- 
ing from  0.1  foot  to  1  foot  above  the  plane  of  30  feet  mean  low  water. 
This  work  is  being  pushed  as  rapidly  as  is  practicable,  but  from  its 
nature  is  necessarily  tedious. 

For  1890  the  total  foreign  freight  movement  of  the  Delaware  River 
was  estimated  at  2,923,994  tons  and  the  total  domestic  freight  move- 
ment at  8,433,276  tons;  total,  11,356,270  tons.  For  1908  the  total 
foreign  freight  movement  was  estimated  at  5,083,487  tons  and  the 
total  domestic  freight  movement  at  18,940,408  tons;  total,  24,023,895 
tons. 

The  deepening  of  the  channel  below  Philadelphia  increases  the 
number  of  deep^raft  vessels  trading  with  foreign  ports.  The  estab- 
lishment of  existing  lines  has  resulted  in  lower  import  and  export 
rates.  The  maintenance  of  a  deep  channel  from  Philadelphia  to  the 
sea  also  affects  the  rates  at  other  ports  by  keeping  up  the  competition 
between  them  and  this  port.    Ko  exact  figures  can  be  given  which 
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will  show  the  amount  that  freight  rates  have  been  lowered  by  the 
improyement. 

It  is  proposed  to  apply  the  amount  estimated  for  expenditure  during 
the  fisciBtl  year  1911  to  maintenence  of  improvement  oy  dredging  ana 
repair  of  regulating  works. 


OOMMBRCIAL  BTATI8TI0B. 


The  following  statement  concerning  the  foreign  commerce  of  the  Delaware  River 
for  the  years  endins;  December  31, 1907  and  1908,  is  compiled  from  the  reports  of  the 
Boi^  of  Trade  of  the  city  of  Philadelphia: 


Artioles. 


1007. 


1906. 


DCPOBTS. 

Drugs  and  chemicals 

Hemp  Jate,  flax,  and  their  fabrics 

Iron,  manufactured 

Iron  ore 

Sugar 

Miscellaneous 

Total 

BXrOBTS. 

CoaL 

Oialn  and  floor 

Petroleum  and  products 

liisoellaneous 

Total 


Tant. 
144,717 
86,257 
81,896 
600,  M8 
200,870 
787,182 


1,800,820 


080,899 

681,013 

1,124,678 

1,420,481 


4,066,716 


Ttmt, 
132,728 
90,006 
18,646 
686,126 
199,978 
603,648 


1,661,015 


799,862 

683,716 

1,188,277 

860,617 


8,632,472 


The  following  statement  concerning  the  domestic  and  coastwise  commerce  of  the 
Delaware  River  for  the  years  ending  December  31, 1907  and  1908,  has  been  compUed 
from  returns  made  by  snippers,  consignees,  and  carriers: 


Articles. 

1907. 

1006. 

Tons. 

Value. 

Tons. 

Value. 

▲RRIYALS. 

CShnmloals 

812,560 

716,403 

961,847 

2,346,808 

4,827,637 

14,826,408 

2,663,703 

10688  854 

1,283,181 

781,240,860 

281,706 

684,684 

720,562 

1,010,510 

4,406,646 

$8,968,815 
2,508,165 

7,844,866 

1,045,968 

677,842,375 

Coal 

L^nnber. .  t  t  ,  r 

Sand 

Total 

0,162,336 

800,492,136 

8,043,107 

508,264,200 

DSPABTUBS8. 

Cbemioals 

110,886 
7,877,432 

114,736 

20,006 

4,132,300 

2,344,170 

30,764,762 

2,808,720 

'485  198 

673,844,187 

06,506 

7,160,315 

120,013 

13,820 
8,500,065 

2,175,460 
27,864,154 

400,000 
460,721,940 

Coal 

Pertnic4^ni 

Iron,  manufactured 

Mlswllft^wiis 

Total 

12,263,058 

600,242,087 

10,807,211 

502,070,297 
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July  1, 1908,  balance  unexpended <»|803, 279. 89 

June  30,  1909,  credited  to  appropriation  during  fiscal  year:  Sales  of 
blueprints,  $22.47;  account  services  U.  S.  dredge  Detavmre  in  New 
York  Harbor,  $11,163.07;  account  of  judgment  m  case  of  libel  filed 
in  U.  8.  district  court  for  New  Jersey  against  coal  bai^ge  Alaska  as 
damages  sustained  by  the  United  States  by  reason  of  sinking  by  the 
barge  of  a  scow  belonging  to  the  Engineer  Department,  $1,400;  ac- 
count proceeds  of  sales  of  condemned  property,  $604.43 13, 189. 97 

Amount  appropriated  by  river  and  harbor  act  approved  March  3,  1909.      390, 000. 00 
Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 125, 000. 00 

0  1,331,469.86 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $652, 969.  05 

For  maintenance  of  improvement 179, 399. 34 

&  832, 368. 39 


July  1,  1909,  balance  unexpended a499, 101. 47 

July  1,  1909,  outstanding  liabilities a  104, 294.  64 


July  1, 1909,  balance  available 394, 806.  83 

July  1, 1909,  amount  covered  by  uncompleted  contracts 141, 475.  80 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 200, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Hi.) 

f.  Perriwig  bar,  Delaware  River. — The  project  for  this  improve- 
ment was  adopted  March  2,  1907,  and  provides  for  dredging  a  channel 
7  feet  deep  at  mean  low  water,  with  a  bottom  width  of  200  feet,  in 
three  straight  stretches  through  Perriwig  bar,  between  Trenton  and 
Bordentown,  at  estimated  cost  of  $50,000.  This  sum  was  appro- 
priated in  the  river  and  harbor  act  of  March  2,  1907,  for  completing 
the  improvement. 

The  plan  of  proposed  improvement  is  printed  in  House  Docximent 
No.  852,  Fifty-ninth  Congress,  first  session. 

This  work  was  completed  during  the  fiscal  year  ending  June  30, 
1908,  at  a  cost  of  $49,527.99,  and  has  resulted  in  the  formation  of  a 
channel  through  the  bar  7  feet  deep  at  mean  low  water  and  about 
6,000  feet  loi^,  with  a  bottom  width  of  200  feet.  The  total  ex- 
penditures to  June  30,  1909,  amounted  to  $50,000. 

This  improvement  has  enabled  the  steamship  companies  to  con- 
tinue their  service  and  maintain  the  present  low  freight  rates  between 
Philadelphia  and  Trenton.  Otherwise  these  steamers  would  neces- 
sarily have  been  withdrawn,  and  the  only  means  of  communication 
between  the  two  cities  would  have  been  by  railroad,  on  which  the 
freight  rates  are  much  higher  than  by  water. 

Ihiring  the  past  fiscal  year  a  survey  of  the  dredged  channel  was 
made,  wiich  showed  that  only  a  small  amount  of  shoaling  had 

a  This  amount  includes  a  balance  of  $15.67  remaining  from  an  allotment  of  $10,000 
for  Philadelphia  Harbor  from  the  emergency  appropnation  made  in  the  river  and 
harbor  act  of  March  3,  1905. 

ft  This  amount  has  been  reduced  by  $903.85,  which  latter  will  be  restored  to  this 
appropriation  on  account  of  payments  made  for  the  Isthmian  Canal  Ccmmieeion. 

9001~-BNO  1909 13 
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occurred.  Expenditures  during  the  past  year  were  in  payment  of 
expenses  of  this  survey  and  of  outstanding  HabiHties  incurred  during 
the  year  1908. 

July  1,  1908,  balance  unexpended $640.  34 

Amount  allotted  from  appropriation  bv  river  and  harbor  act  approved 
March  3, 1909 1,500.00 

2, 140.  34 
June  30,  1909,  amount  expended  durinf^  fiscal  year,  for  works  of  improve- 
ment        640. 34 

July  1,1909,  balance  unexpended 1, 500.  00 

(wSec  Appendix  H  2.) 

3.  Bordentoivn  har,  Delaware  River, — Under  date  of  April  20,  1908, 
an  allotment  of  S500  was  made  by  the  Sccretaiy  of  War  from  the 
emergency  appropriation  of  S'^00,000,  carried  by  the  river  and 
harbor  act  approved  March  2,  1907,  for  a  survey  to  determine  the 
work  necessary  to  restore  the  channel  for  navigation.  An  additional 
allotment  of  $9,500  was  made  from  the  same  appropriation  under  date 
of  June  8,  1908,  for  (hedging  under  the  project. 

Tiie  project  provides  for  a  channel  7  feet  deep  at  mean  low  water, 
with  a  bottom  width  of  200  feet,  or  as  near  tliat  width  as  the  funds 
will  permit,  in  two  straight  reaches  through  Bordentown  bar. 

The  work  was  compkHed  during  the  past  fiscal  year  and  has  resulted 
in  a  channel  7  feet  deep,  with  a  bottom  width  of  160  feet,  and  a 
length  of  3,600  feet.  The  total  cost  of  this  w^ork,  including  the  sum 
of  $270.67  expended  on  the  survey,  was  $10,000. 

This  improvement  hjis  given  relief  to  steamei-s  running  betw^een 
Philadelphia  and  Trent (m,  and  has  enabled  them  to  pass  over  the  bar 
at  all  stages  of  the  tide. 

It  is  proposed  to  apply  the  amount  estimated  for  expenditure  during 
the  fiscal  year  1911  to  maintenance  of  improvement  by  dredging. 

July  1 ,  1!K)8,  balance  unexpended $9,  743.  91 

June  30,    1009,    amount  exp(  nrivd   during  fiscal  year,  in  restoration  of 

channel 9,  743.  91 

I  Amount  that  can  be  prolilably  expended  in  fis<-al  year  ending  June  30, 
1\)\  I,  for  mainl<'ri;uice  of  improvement 5,000.  00 
Submit t''(l  in  conipliaiirc  witli  requinMiieiUH  of  sundry  civil  act  of  June  4, 
181)7,  and  of  se<  linn  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  II  3.) 

4.  Sdiur  shoal,  mar  Trenton,  N.  J, — Under  date  of  May  12,  1909, 
an  allotment  of  SI 5,000  was  made  by  the  Acting  Secretary  of  War 
from  the  emergency  appropriation  of  $500,000  provided  by  section  2 
of  the  river  and  harbor  act  approved  March  3,  1909,  to  be  applied  to 
dredging  a  channel  through  the  shoal  knowm  as  ^^ Sewer  shoal,''  near 
Trenton,  N.  J.,  7  feet  deep  at  mean  low  w^ater,  with  a  bottom  width 
of  200  feet,  or  as  near  that  width  as  the  funds  will  permit. 

Dredging  is  in  progress  under  an  emergency  contract  dated  June  1, 
1009,  with  the  American  Dredging  Company.  At  the  end  of  the 
ii6Viil  year  about  40  per  cent  of  the  work  w as  completed. 
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Amount  allotted  from  appropriation  for  emergencies  in  river  and  harbor 

works,  act  of  March  3,  1909,  for  maintenance  of  improvement $15, 000. 00 

June  30,  1909,  amount  expended  during  fiscal  year 5.  80 

July  1,  1909,  balance  unexpended 14,994.20 

July  1,  1909,  outstanding  habilities 324. 17 

July  1,  1909,  balance  available 14, 670. 03 


July  1,  1909,  amount  covered  by  uncompleted  contracts 14, 000.  00 

(See  Appendix  H  4.) 

5.  Ice  Tiarbor  at  Marcushook,  Pa, — In  1785  the  Commonwealth  of 
Pennsylvania  built  two  wharves  upon  crib  piers  at  Marcushook  for 
the  convenience  of  commerce.  In  1829  an  appropriation  was  made 
by  Congress  for  repairing  the  piers  and  improving  the  harbor. 

In  1866  a  project  was  adopted  for  a  harbor  in  Delaware  River  to 
protect  vessels  against  moving  ice.  The  old  work  at  Marcushook 
was  utilized  as  far  as  possible.  The  amount  expended  from  1866  to 
June  30,  1909,  was  $219,000.  Since  1899  all  expenditures  have  been 
for  repairs  and  maintenance.  The  last  amount  appropriated  for  the 
work  was  $5,000,  by  act  of  September  19,  1890. 

The  harbor  covers  an  area  ot  12  acres,  of  which  about  one-half  has 
a  depth  of  12  to  18  feet  and  the  other  half  18  to  25  feet  at  mean  low 
water.  The  protection  consists  of  the  old  landing  piers  and  seven 
detached  piers,  having  foundations  of  wooden  cribs  tilled  with  stone, 
the  superstructures  being  faced  with  cut  stone.  The  detached  piers 
are  in  need  of  minor  repairs. 

During  the  past  fiscal  year  repairs  were  made  to  the  mooring  posts 
and  other  parts  of  the  piers. 

It  is  proposed  to  apply  the  amoimt  estimated  for  expenditure 
during  tne  fiscal  year  1911  to  maintenance  of  improvement  by  the 
repair  of  superstructure  of  ice  piers. 

Kules  for  the  use  of  the  landing  piers  were  approved  by  the  Acting 
Secretary  of  War  xmder  date  of  April  29,  1904. 

July  1,  1908,  balance  unexpended $37.  54 

June  30,  1909,  amount  expended  during  fiscal  year 37.  64 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30,  1911, 
for  maintenance  oi  improvement 600.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  H  6.) 

6.  Iron  pier  in  Delaware  Bay,  near  Lewes,  Del, — ^The  original 
project  for  this  work  proposed  the  construction  of  a  landing  pier 
about  1,700  feet  in  len«:th,  extending  from  the  shore  south  of  the 
breakwater  into  Delaware  Bay,  to  a  depth  of  22  feet  at  mean  low 
water,  the  pier  to  consist  of  a  substructure  of  wrought-iron  screw 
piles,  surmounted  bv  a  timber  superstructure.  The  work  was  com- 
menced in  1871,  and  completed,  except  as  to  superstructure,  in  1880. 

The  work  done  to  June  30,  1890,  resulted  in  the  construction  of 
1,155  linear  feet  of  pier  21  feet  in  width  and  546  Unear  feet  42  feet 
in  width,  or  a  total  length  of  1,701  feet.    The  depth  of  water  at 
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the  outer  end  of  the  pierhead  was  about  21  feet  at  mean  low  water. 
Since  its  construction  the  pier  has  been  repaired  and  cared  for  by 
the  United  States. 

The  total  expenditures  to  June  30,  1909,  were  $385,339.40.  Of 
this  amount  $27,000  was  appUed  to  the  maintenance  of  the  im- 
provement. 

The  right  to  use  the  pier  for  railway  purposes,  granted  in  the  act 
of  July  15,  1870,  has  never  been  and  doubtless  never  will  be  exer- 
cised, as  the  pier  has  not  sufficient  strength  to  support  the  weight 
of  modem  freight  engines.  It  is  therefore  impossible  to  obtain  any 
assistance  from  the  railroad  company  in  maintaining  and  repairing 
the  structure. 

During  the  past  fiscal  year  no  work  was  in  progress. 

The  pier  is  of  great  use  for  the  purposes  or  the  government  engi- 
neer, hght-house,  and  quarantine  services.  It  is  of  very  great 
value  to  vessels  freauentine  the  breakwater  harbor  in  winter,  when 
the  harbor  is  packed  with  floating  ice,  rendering  the  anchorage  dan- 
gerous. At  such  times  vessels  eagerly  seek  its  shelter  and  protection. 
The  unexpended  balance  of  $820.60  was  carried  to  the  surplus  fund 
on  June  30,  1909. 

The  mean  range  of  tide  at  the  pier  is  4.5  feet. 

It  is  proposed  to  apply  the  amount  estimated  for  expenditure 
during  tne  fiscal  year  1911  to  maintenance  of  improvement  by 
repair  of  pier. 

July  1, 1908,  balance  unexpended 1820.  60 

June  30, 1909,  amount  earned  to  surplus  fund 820.  60 

i Amount  Uiat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement 1, 500. 00 
Submitted  in  compliance  with  recjuirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  H  6.) 

7.  Delaware  hredkwater,  Delaware, — The  final  report  of  the  local 
officer  upon  this  work  was  submitted  June  19,  1899,  and  is  printed  in 
the  Annual  Report  of  the  Chief  of  Engineers  for  1899,  page  1346. 

The  depths  in  the  protected  anchorage  vary  from  11^  to  18  feet  at 
mean  low  water,  and  the  harbor  is  available  for  vessels  drawing  up  to 
about  16  feet. 

The  amount  expended  on  this  work  up  to  June  30,  1909,  was 
$2,806,479.06.  No  portion  of  this  amount  nas  been  applied  to  main- 
tenance. 

During  the  fiscal  year  ending  June  30,  1903,  a  survey  of  the  break- 
water harbor  was  completed  as  a  part  of  a  survey  of  the  national  hai> 
bor  of  refuge. 

The  mean  range  of  tide  is  4.5  feet. 

The  unexpended  balance  of  $875.64  was  carried  to  the  surplus  fund 
on  June  30,  1909. 

July  1,  1908,  balance  unexpended. $875. 64 

June  30,  1909,  amount  earned  to  siurplus  fund 875. 64 

(See  Appendix  H  7.) 

S.  Harbor  of  refuqej  Delaware  Bay,  Delaware. — ^The  project  for  the 
construction  of  this  harbor,  which  was  adopted  and  provided  for  under 


Digitized  by  VjOOQ IC 


EIVER  AND  HABBOB  IMPROVEMENTS.  197 

the  continuous-contract  system  in  the  river  and  harbor  act  of  June  3, 
1896,  includes  the  construction  of  a  breakwater  on  the  line  of  least 
depth  along  the  eastern  branch  of  the  shoal  known  as  the  "Shears," 
and  the  construction  of  a  row  of  ice  piers  across  the  upper  end  of  the 
harbor  to  protect  it  from  ice  descendmg  the  bay,  at  a  total  cost  not  to 
exceed  $4,665,000. 

No  expenditures  were  made  on  this  improvement  previous  to  June 
30, 1896. 

Up  to  the  close  of  the  fiscal  year  ending  June  30, 1909,  $2,238,205.34 
had  been  expended  in  the  construction  of  the  breakwater  and  ice 
piers. 

No  part  of  this  amount  was  applied  to  the  maintenance  of  the  work. 

During  the  fiscal  year  ending  June  30, 1904,  the  sum  of  $338.43  was 
expended  on  a  survey  of  the  harbor. 

The  breakwater  was  completed  on  December  11,  1901.  The  super- 
structure of  the  breakwater  has  a  length  of  7,950  feet  and  the  sub- 
structure a  length  of  8,040  feet,  measured  on  the  low-water  line. 

A  project  for  the  construction  of  10  ice  piers  was  submitted  on  April 
6  and  approved  April  23,  1900.  This  work  was  commenced  during 
the  fiscal  year  endmg  June  30,  1901,  and  completed  November  22, 

1902.  Seventy-one  thousand  three  hundred  tons  of  stone  was  de- 
posited in  the  work. 

A  project  for  the  construction  of  additional  ice  piers  was  sub- 
mitted under  date  of  June  7  and  approved  June  30,  1902.  Work 
under  this  project  was  begun  August  4,  1902,  and  completed  June  19, 

1903.  Thirty-seven  thousand  six  hundred  and  seventy- three  tons 
of  stone  was  deposited,  completing  5  ice  piers. 

A  report  was  submitted  under  date  of  November  19,  1902,  contain- 
ing project  and  estimates  for  further  protection  of  the  harbor.  A 
further  report  on  this  subject,  containing  a  detailed  project  and  esti- 
mate of  cost  of  the  proposed  extension  of  the  breakwater  at  this  har- 
bor, was  submitted  unaer  date  of  November  14,  1903.  Both  reports 
and  the  recommendations  of  the  Board  of  Engineers  for  Rivers  and 
Harbors  are  published  in  House  Document  No.  548,  Fifty-eighth  Con- 

Sress,  second  session,  and  also  contained  in  the  Annual  Report  of  the 
hief  of  Engineers  for  1904,  pages  1215-1225. 

The  great  value  of  this  harbor  to  commerce  is  due  to  its  location. 
It  is  about  equidistant  from  New  York,  Philadelphia,  and  the  capes  of 
Chesapeake  Bay  (the  ocean  entrance  for  the  ports  of  Baltimore,  Nor- 
folk, and  Newport  News),  and  is  therefore  an  especially  convenient 
port  of  call  for  the  entire  commerce  of  the  Nortli  Atlantic  coast.  It 
IS  now  largely  used  by  vessels  awaiting  orders  to  ports  for  discharge  or 
loading.  During  the  year  ending  December  31,  1908,  1,035  vessels 
(not  including  small  craft)  called  at  this  harbor. 

Bv  the  construction  of  the  breakwater  the  usefulness  of  this  anchor- 
age has  been  greatly  increased,  not  only  as  a  port  of  rail  but  also  as  a 
harbor  of  refuge.  Vessels  bound  from  northern  to  southern  of  from 
southern  to  northern  ports  are  able  to  go  to  sea  in  doubtful  weather 
with  the  assurance  of  finding  ample  protection  at  the  Delaware  capes 
if  overtaken  by  storm. 

Details  as  to  this  improvement  may  be  found  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1897,  page  1216.  A  map  is  printed  in 
House  Executive  Document  No.  112,  Fifty-second  Congress,  first 
session. 
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The  mean  range  of  tide  is  4.5  feet. 

The  unexpended  balance  of  $1,128.66  was  carried  to  the  surplus 
fundon  June  30,  1909. 

It  is  proposed  to  apply  the  amount  estimated  for  expenditure  during 
the  fiscal  year  1911  to  maintenance  of  improvement  by  the  repair  of 
detached  piers. 

July  1,  1908,  balance  unexpended $1, 128.  66 

June  30,  1909,  amount  carried  to  surplus  fund 1, 128.  66 

i Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement. , 8, 000.  00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  H  8.) 

9,  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation.— (a)  Wreclc  of  schooner  Eden  in  Delaware  Rivera  close  to  Tinicum 
Island  range, — ^This  wreck  being  considered  a  dangerous  obstruction 
to  navigation,  its  removal  was  authorized  under  date  of  February 
25,  1908.  A  contract  for  the  removal  of  tliis  wreck  was  entered  into, 
but  the  contractor  abandoned  the  work  before  its  completion. 

The  wreck  was  removed  by  plant  belonging  to  the  United  States 
and  hired  labor,  the  work  being  completed  on  September  14,1908. 
The,  total  cost  of  its  removal  was  $413.68. 

(6)  WrecJc  cfa  houseboat  in  Delaware  River  off  the  wharf  at  Fort  Mott, 
N,  J. — This  wreck  being  considered  a  dangerous  obstruction  to  navi- 
gation, its  removal  was  authorized  under  date  of  June  2,  1908.  The 
removal  of  this  wreck  was  completed  on  July  10,  1908,  plant  belonging 
to  the  United  States  and  hired  labor  being  employed  in  the  execution 
of  the  work.     The  total  cost  of  its  removal  was  $301.65. 

(c)  WrecTc  of  schooner-rigged  flat  boat  John  A.  Lingo  in  Delaware 
River  J  near  Finns  Point,  A'.  J. — This  wreck  being  considered  a  dan- 
gerous obstniction  to  navigation,  its  removal  was  authorized  on  April 
12,  1909.  The  work  of  removal  was  completed  on  April  19,  1909,  by 
the  use  of  plant  belonging  to  the  United  States  and  by  liired  labor. 
The  total  cost  of  its  removal  was  $200. 

The  total  amount  expended  during  the  past  fiscal  year  upon  re- 
moval of  wrecks  was  $915.33. 

(See  Appendix  II  9.) 

EXAMINATION    AND   SURVEY    MADE    IN    COMPLIANCE    WITH   EIVER   AND 
HABBOB   ACT,  APPROVED   MARCH   2,    1907. 

Reports  dated  April  20, 1907,  and  March  20,  1908,  respectively,  on 
preUminary  examination  and  survey  of  Neversinic  and  Delaware 
riverSj  New  YorJc,  with  a  view  to  the  removal  of  bars  and  other 
obstructions  at  and  near  the  mouth  of  the  Neversink  River,  and  of 
the  Delaware  River  at  and  near  the  mouth  of  the  Neversink  River, 
required  by  the  river  and  harbor  act  of  March  2,  1907,  were  duly 
submitted  by  the  district  officer.  They  were  reviewed  bv  the  Board 
of  Enrineers  for  Rivers  and  Harbors  pursuant  to  law  and  were  trans- 
mitted to  Congress  and  printed  in  House  Document  No.  1164,  Sixtieth 
Congrcos,  second  session.    A  plan  for  improvement  at  an  estimated 
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cost  of  $61,392.50  is  presented,  of  which  amount  an  item  of  $0,612.50 
for  removal  of  a  rocK  led^e,  known  as  ^'Sims  C'hp,"  is  re«:arded  as 
chiefly  benefiting  raft  navigation  and  should  be  borne  by  the  United 
States,  provided  the  balance  of  the  work,  estimated  to  cost  $54,780, 
is  provided  for  by  State  and  local  interests. 

IMPROVEMENT  OF  RIVERS  AND  HARRORvS  TN  THE  WILMINGTON,  DEL- 
AWARE, DISTRlcrr. 

This  district  was  in  the  charge  of  Maj.  C.  A.  F.  Flagler,  Corps  of 
Engineers,  to  July  31,  1908;  in  the  temporary  charge  of  Maj.  Herbert 
Deakyne  from  July  31  to  Sept.  15,  1908,  and  in  charge  of  Capt. 
L.  H.  Rand,  Corps  of  Engineers,  since  the  latter  date.  Division  Engi- 
neer Col.  D.  W.  Lock  wood.  Corps  of  Engineers. 

1.  Cooper  Creek,  New  Jersey, — This  creek  enters  the  Delaware 
River  in  the  city  oJF  Camden,  just  above  Cooper  Point.  It  was  navi- 
gable at  mean  lugh  water  for  a  distance  of  9  miles  from  its  mouth  for 
vessels  drawing  5  feet,  and  for  the  first  5  miles  for  vessels  of  11 J  feet 
draft.  The  mean  range  of  the  tide  at  the  mouth  is  about  6  feet.  For 
a  distance  of  1^  miles  from  the  mouth  the  width  of  the  stream  aver- 
aged about  80  feet  at  low  water  and  about  120  feet  between  the  banks, 
and  the  channel  in  its  original  condition  had  a  depth  at  mean  high 
water  of  from  12  to  15  feet,  except  at  one  place  where  the  depth  was 
9i  feet. 

The  project  for  this  improvement  was  adopted  in  the  river  and 
harbor  act  of  June  3,  1896,  and  is  printed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1895,  page  1102.  It  provides  for  the  forma- 
tion, by  dredging,  of  a  channel  70  feet  wide  at  bottom  and  18  foot 
deep  at  mean  liigh  water  from  the  mouth  of  the  creek  to  Browning's 
Chemical  Works  and  a  channel  of  the  same  dimensions  through  the 
bar  just  outside  the  mouth — in  all,  a  distance  of  about  9,000  feet. 
The  estimated  cost,  including  contingencies,  is  $35,000. 

The  river  and  harbor  act  of  June  3,  1896,  appropriated  $37,000  for 
completing  this  improvement,  of  which  $2,500,  or  as  much  thereof  as 
might  be  necessary,  was  to  be  expended  in  rebuilding  the  dike  (m  the 
government  reservation  in  the  Delaware  River  at  Woodbury  Crec^k. 

The  sum  of  $2,500  was  expended  in  rebuilding  the  dike  at  Wood- 
bury Creek  referred  to,  and  the  channel  in  Cooper  Creek  was  dredged. 
This  dredging  resulted  in  the  formation  of  a  cnannel  extending  from 
the  mouth  to  the  Camden  Iron  Works,  7,500  feet  long,  50  to  70  feet 
wide,  except  at  the  bridges,  where  the  widths  are  30  foot,  and  18  feet 
deep  at  mean  high  water  (12  feet  at  mean  low  water).  At  State 
street  the  depth  made  was  only  14  to  15  feet  on  account  of  a  city 
water  main  crossing  the  stream  at  that  depth.  Further  operations 
were  suspended  to  await  the  lowering  of  this  pipe  by  the  city. 

In  1906,  to  meet  the  wants  of  the  trallic  in  tne  creek,  the  channel 
was  dredged  between  the  State  Street  Bridge  and  the  12-foot  contour 
in  Delaware  River  to  a  depth  of  12  feet  at  mean  low  water  and  a  width 
of  70  feet. 

The  water  pipe  at  State  street  was  lowered  in  September,  1907,  but 
no  work  has  been  done  on  the  improvement  since  for  want  of  sufh- 
cient  funds.  The  expenditure  during  the  }ear  was  for  examination 
and  supervision  expenses. 
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About  65  per  cent  of  the  projected  work  is  completed. 

Under  date  of  April  21,  1909,  the  Chief  of  Engineers  allotted  $6,000 
from  the  appropiiation  made  by  the  river  and  harbor  act  of  March  3, 
1909,  for  preservation  and  maintenance  of  river  and  harbor  works, 
and  approved  project  for  expenditure  of  available  funds,  and  bids 
for  the  dredging  to  be  done  thereunder  will  soon  be  opened. 

The  maximum  drafts  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  were  12  feet  from  the  Delaware  River  to  the  Federal 
Street  Bridge,  thence  9^  feet  to  Camden  Iron  Works,  and  thence  6^ 
feet  to*  Browning's  Chemical  Works.  The  stream  is  navigable  nearly 
to  Medford  Branch  of  Pennsylvania  Railroad,  a  distance  of  9  miles. 

The  expenditure  during  the  year  was  for  examination  and  super- 
vision expenses. 

The  amount  expended  to  Jime  30,  1909,  is  $31,058.90,  exclusive  of 
the  $2,500  expended  in  rebuilding  dike  at  Woodbury  Creek.  Of  this 
amount  $5,382.80  was  for  maintenance. 

The  commerce  for  the  calendar  year  1908,  reported  by  the  Camden 
Board  of  Trade,  was  221,205  tons,  valued  at  $1,807,633. 

The  effect  of  the  improvement  made  in  this  stream  on  freight  rates 
has  been  to  reduce  them  by  permitting  larger  vessels  to  be  secured 
for  long  voyages  than  was  formerl)^  nossible.  The  railroad  rates  to 
points  m  the  United  States  east  of  Cape  Cod  are  25  per  cent  higher 
than  by  water. 

It  is  proposed  to  expend  the  funds  recommended  below  to  complete 
the  project  dimensions  of  the  channel  above  the  State  Street  Bridge 
and  to  maintain  the  improvement  by  dredging.  This  will  extend  the 
benefits  of  the  improvement. 

July  1, 1908,  balance  unexpended 13,499.32 

Amount  allotted  from  appropriation  made  by  river  a  id  harbor  act  approved 

March  3,  1909 6,000.00 

Received  from  sales 100.  00 


8, 599,  32 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   58. 22 

July  1,  1909,  balance  unexpended 8, 541. 10 


Amount  (estimated)  required  for  completion  of  existing  project 5, 131. 18 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 11, 000. 00 

Submitted  in  compliance  with  requiremente  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  II.) 

2,  Mantua  Creek,  New  Jersey. — Mantua  Creek  is  a  stream  flowing 
into  the  Delaware  River  at  a  point  about  10  miles  below  the  terminal 
and  ferry  of  the  Pennsylvania  Railroad  at  Camden.  N.  J. 

In  its  original  condition  it  was  navigable  at  hign  water  for  a  dis- 
tance of  one-half  mile  above  its  mouth  to  the  phosphate  works  of  the 
I.  P.  Thomas  &  Sons  Company  for  vessels  of  13  feet  draft;  thence  31 
miles  farther,  to  Paulsboro,  for  vessels  drawing  9  feet;  thence  3 J  miles 
to  Parkers  Landing  for  tugs  and  barges  drawing  6  feet,  this  being  the 
head  of  st^am  navigation;  thence  4.1  miles  to  Mantua,  1 IJ  miles  above 
the  mouth,  small  boats  and  barges  of  3  to  4  feet  draft  passed  up  on 
the  tid.\     The  navigable  portion  is  generally  bordered  by  low  ground, 
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protected  from  overflow  by  earthen  banks.  The  general  course  of  the 
stream  is  tortuous,  and  its  navigation  was  much  obstructed  by  bars, 
sharp  bends,  and  the  upper  portion  by  stumps  and  overhanging  trees. 
The  stream,  on  ac<?ount  of  its  flat  watershed,  is  subject  to  only  mod- 
erate freshets,  which  seldom  exceed  2  to  3  feet  above  tide  water.  The 
range  of  tide  is  6  feet  at  the  mouth,  4.5  feet  at  Paulsboro,  3.4  feet 
at  Berkley,  and  2  feet  at  Mantua,  which  is  the  head  of  navigation. 
The  low-water  width  near  the  mouth  averaged  160  feet,  decreasing 
to  about  100  feet  at  Paulsboro.  Above  Paulsboro  the  width  decreased 
to  88  feet  at  Parkers  Landing,  and  near  Mantua  to  50  feet. 

The  approved  project  for  me  improvement,  which  was  adopted  by 
Congress  m  river  and  harbor  act  or  March  3,  1899,  contemplates  the 
dredging  of  a  channel  100  feet  wide  on  the  bottom  and  12  fpet  deep 
from  the  12-foot  contour  in  the  Delaware  River,  through  the  marsh  to 
the  phosphate  works,  a  distance  of  2,200  feet;  thence  80  feet  wide  on 
the  Dottom  and  8  feet  deep  to  Paulsboro,  6,300  feet,  making  a  chan- 
nel nearly  direct  by  cutting  off  tlu*ee  bends;  thence  to  Parkers  Land- 
ing, near  Berkley,  3  miles,  with  one  cut-off  60  feet  wide  and  7  feet 
deep;  and  the  dredging  of  a  cut-off  350  feet  long,  50  feet  wide,  and  3 
feet  deep,  9,000  feet  above  Berkley;  also  the  removal  of  overhanging 
trees  above  Berkley  and  the  construction  of  jetties  on  both  sides  at 
the  mouth  of  the  creek.  The  estimated  cost  of  this  improvement  is 
$145,030.  Such  lands  and  rights  as  were  considered  necessary  for  the 
cut-offs  were  purchased  in  September,  1900,  at  a  cost  of  $8,000. 

Between  1901  and  1905  the  channel  between  the  phosphate  works 
and  Paulsboro  was  drcds^'  d  to  the  project  dimensions  and  the  three 
cut-offs  made  as  planned,  and  a  channel  12  feet  d3ep  at  mean  low 
water  dredged  direct  from  the  12-foot  contour  in  the  Delaware  River 
to  the  phosphate  works,  cutting  off  the  old  mouth,  the  width  made 
being  110  feet  across  the  flats  and  100  feet  at  the  upper  and  lower' 
ends  of  the  dredging. 

For  the  protection  of  the  channel  at  the  mouth  a  jetty  754  feet  in 
length  was  constructed  in  1907,  on  the  east  side  of  the  channel,  and  a 
j  tty  579.5  feet  on  the  west  side,  and  a  dike,  524  feet  long,  to  close 
the  old  mouth  of  the  river. 

During  the  fiscal  year  1909  the  channel  was  dredged  to  a  depth  of 
13  feet  at  mean  low  water  and  a  width  of  100  fee^  from  the  12-foot 
curve  in  the  Delaware  River  to  the  upper  end  of  the  I.  P.  Thomas  & 
Sons*  fortilizrr  works,  thonce  9  foet  deep  and  80  feet  wide  to  the 
highway  bridge  at  Paulsboro,  and  thence  a  distance  of  12,000  feet 
8  feet  deep  and  60  feet  wide,  these  depths  including  1  foot  for  over- 
depth  allowed  under  the  contract.  The  portion  of  this  work  below 
the  Paulsboro  highway  bridge  was  maintenance  work. 

About  55  per  cent  of  the  projected  work  has  been  done. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$96,707.35,  of  which  $93,707.35  is  on  the  present  project,  and  of  this 
latter  $7,203.18  was  for  maintenance. 

The  maximum  drafts  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  over  the  part  of  the  creek  imder  improvement  are 
12  feet  to  the  phosphate  works,  thence  8  feet  to  Paulsboro,  and 
thence,  for  12,000  feet.  7  feet.  The  stream  is  navigable  for  small 
craft  for  about  one-hair  mile  above  Mantua. 

It  has  been  impracticable  to  obtain  commercial  statistics  for  the 
entire  river,  but  the  receipts  by  water  at  Mantua  during  the  calendar 
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year  1908  were  35,250  tons,  valued  at  $214,225.  This  is  but  a  small 
fraction  of  the  entire  traffic. 

The  river  and  harbor  act  of  March  3,  1909.  provided  for  a  prelimi- 
nary examination  and  survey  of  Mantua  Creek,  "with  a  view  to 
continuing  improvement  to  the  head  of  navigation,"  and  the  survey 
is  now  in  progress. 

It  is  proposed  to  expend  the  fimds  recommended  below  on  the 
construction  of  the  project  channel  above  Paulsboro  and  on  the  main- 
tenance of  the  improvement  below  Paulsboro  by  dredging  and  jetty 
repairs.     This  will  extend  the  availability  of  the  stream  for  navigation. 

July  1,  1908.  balance  unexpended $13,167. 16 

Received  from  sales 100.  00 


13,267.16 
June  30,  1909,  amount  expended  durini?  fiscal  year: 

For  works  of  improvement $5,  221.  33 

For  maintenance  of  improvement 7,  203.  18 

12,424.51 


July  1 ,  1009,  balance  unexpended o  842.  65 

Amount  (estimated)  required  for  completion  of  existing  project 57,  783. 18 


Amount  that  can  be  profitably  expended  in  fiscal  year  endimj  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 31, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  I  2.) 

S.  Raccoon  Crcek^  Nexo  Jersey. — This  creek  rises  in  Gloucester 
Coimtv,  Hows  in  a  northwesterly  direction,  and  empties  into  the  Dela- 
ware Tliver  at  a  point  nearly  opposite  Marcushook,  Pa.  A  pre- 
liminary examination  and  survey  of  Raccoon  Creek  was  made  in 
1899,  and  a  report,  with  estimated  cost  of  improvement,  is  printed  in 
Annual  Report  of  the  Chief  of  Engineers  for  1900,  pages  1590-1598. 

It  was  navigable  at  high  water  for  a  distance  of  If  miles  above  its 
mouth  to  Bridgeport  for  vessels  of  9  feet  draft,  thence  SJ  miles 
farther  to  Springer's  wharf  for  vessels  drawing  7  feet,  and  thence 
45  miles  to  Swedesboro,  the  head  of  steam  navigation  for  boats  and 
barges  having  a  (fraft  of  4  feet.  Above  Swedesboro  the  stream  was 
narrow,  shoal,  and  very  crooked.  The  navigable  portion,  when  it 
left  fast  land,  wound  through  meadow^s  lying  2  or  3  feet  above  low 
water,  which,  except  for  the  2  miles  immediately  below  Sw^edesboro, 
were  generally  protected  from  overflow  by  revetted  earthen  banks. 
Navigation  was  much  obstructed  by  bars  and  a  few  sharp  bends. 

The  range  of  tide  varies  from  6  feet  at  the  confluence  with  the 
Delaware  River  to  4.9  feet  at  Swedesboro,  where  it  is  considerably 
influenced  by  winds  and  freshets. 

The  approved  project,  adopted  by  river  and  harbor  act  of  June  13. 
1902,  proposes  the  formation  of  a  dredged  channel  7  feet  deep  and 
75  feet  in  width  at  mean  low  water  from  the  mouth  for  a  distance 
of  If  miles  to  Bridgeport,  thence  a  channel  of  the  same  depth  and 
60  feet  wide  to  Springer's  wharf,  and  thence  a  channel  5  feet  deep 
at  mean  low  water  and  40  feet  in  w^idth  to  the  head  of  navigation 

o  In  addition  to  this  balance  the  sum  of  $7,000  is  made  available  by  the  river  and 
harbor  act  of  March  3,  1909,  but  not  yet  allotted. 


Digitized  by  VjOOQ IC 


KIVER  AND  HARBOR  IMPROVEMENTS.  203 

at  Swedesboro,  9|  miles  from  its  mouth,  together  with  the  widening 

of  the  channel  around  sharp  bends,  at  an  estimated  cost  of  $102,135. 

Between  1903  and  1906  a  continuous  channel  was  dredged  to  the 

Eroject  dimensions  from  the  mouth  to  the  highway  bridge  at  Swedes- 
oro,  except  widening  at  bends  and  the  construction  of  the  cut-off 
at  Molonox  shoal. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $15,000 
for  continuing  the  improvement  and  for  maintenance,  and  authorized 
a  sufficient  amount  thereof  to  be  applied  to  the  making  of  a  cut-off 
at  Molonox  shoal,  with  proviso  that  no  expenditure  should  be  made 
thereon  until  the  land  needed  therefor  should  have  been  deeded  to  the 
United  States  free  of  expense.  This  title  has  been  acquired  and  con- 
tract entered  into  for  making  the  cut-off.  Work  under  this  contract 
was  begun  on  May  13,  1909,  and  to  the  end  of  the  fiscal  year  a  length 
of  3,370  feet  of  channel  had  been  completed.  The  maintenance 
expenses  were  for  supervision  and  examination. 

xhe  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$26,271.30,  of  which  $3,246.76  was  for  maintenance.  Of  the  former 
amount  $25,»514.07  was  on  the  present  project. 

The  maximum  drafts  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  were  7  feet  from  the  Delaware  Kiver  to  Bridgeport, 
6  feet  to  Springer's,,  and  4  feet  thence  to  Swedesboro. 

The  improvement  of  the  stream  has  so  far  had  no  marked  effect 
upon  freight  rates.  Perishable  freight  is  now  expeditiously  carried 
and  bulky  freight  by  water  costs  only  about  half  that  by  rail.  The 
execution  of  the  work  has  altered  the  stream  by  increasing  the  tidal 
range  in  the  upper  waters  about  1  foot  and,  therefore,  to  effect  the 
provisions  of  the  project,  it  is  necessary  to  do  additional  dredging  to 
secure  the  low  water  depth  contemplated.  About  one-half  of  the  pro- 
jected work  has  been  done. 

The  commerce  of  the  creek  during  the  calendar  year  1908,  as  re- 
ported, was  92,268  tons,  valued  at  $879,150. 

It  is  proposed  to  expend  the  funds  recommended  below  in  obtaining 
the  project  depth  on  the  new  mean  low  water  level,  in  widening  the 
bends,  and  in  maintenance;  all  in  extension  of  benefits  to  navigation. 

July  1,  19(58,  balance  unexpended $23,941.69 

Received  from  salea 100. 00 


24, 041.  69 
June  30,  1909,  amount  expended  durinj;  fiscal  year: 

For  works  of  improvement $2;  021 .  66 

For  maintenance  of  improvement 191.  33 

2, 212. 99 


July  1, 1909,  balance  unexpended 21,  828.  70 

July  1 ,  1909,  outstanding  liabilities 1 ,  980.  00 

July  1,  1909,  balance  available 19, 848, 70 


July  1,  1909,  amount  covered  by  uncompleted  contracts 14,  700.  00 

Amount  (estimated)  required  for  completion  of  exit^ting  project 57,  326.  33 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 15,000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  13.) 
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4.  Salem  River,  New  Jersey. — In  1872  the  upper  part  of  this  river 
was  separated  from  the  lower  part  by  a  dam  ana  was  connected  with 
the  Delaware  River  by  a  canal  forming  two  independent  streams  with 
mouths  about  10  miles  apart. 

Prior  to  the  adoption  of  the  present  project  $17,209.34  had  been 
expended  on  improvement  of  tms  stream,  of  which  $10,000  was  ap- 
phed  to  work  in  Salem  Cove,  at  the  natural  mouth  below  Salem,  with 
which  a  channel  8  feet  deep  and  100  feet  wide  at  low  water  was 
obtained,  and  $7,209.34  to  miprovement  of  the  upper  river  in  the 
formation  of  a  channel  6  feet  deep  and  50  feet  wide  at  mean  low 
water  up  to  Hoxies  Landing. 

Report  of  survey  on  which  the  present  project  is  based  is  printed 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1897,  page  1246, 
and  report  thereon  by  the  Board  of  Engineers  for  Rivers  and  Harbors 
is  printed  in  River  and  Harbor  Committee  Document  No.  12,  Fifty- 
ninth  Congress,  second  session. 

The  existing  project  was  adopted  by  the  river  and  harbor  act  of 
March  2,  1907,  which  appropriated  $29,000  for  completion  of  the  im- 
provement. It  provides  for  dredging  the  lower  river  below  Salem 
100  feet  wide  and  9  feet  deep  at  mean  low  water,  amplifying  at  the 
bends  so  as  to  permit  the  passage  of  vessels  200  feet  long  from  Dela- 
ware River  up  to  the  highway  bridge  over  Little  Salem  Creek,  in- 
cluding the  removal  of  the  stony  bars  m  front  of  the  city  wharves  and 
at  the  bend  above  the  brickjard.     The  estimated  cost  of  this  work,  as 

5iven  by  the  Board  of  Engmeers  for  Rivers  and  Harbors  in  report  of 
anuary  16,  1907,  is  $29,000,  subsequently  increased  to  $38,600. 
After  an  examination  of  the  channel  proposals  were  invited  in  July, 
1907,  for  the  required  dredging,  but  as  only  one  bid  was  received,  at 
27.5  cents  per  cubic  yard,  which  was  considered  excessive,  it  was 
rejected,  rroposals  were  again  opened  in  May,  1908,  under  more 
favorable  conditions,  the  lowest  bid  received  this  time  being  19.9 
cents  per  cubic  yard. 

In  tne  examination  above  referred  to  it  was  found  that  the  amount 
of  material  to  be  excavated  to  obtain  the  project  channel  dimensions, 
with  an  allowance  of  1  foot  for  overdepth  dredging,  would  be  con- 
siderably in  excess  of  that  given  in  the  report  of  survey  of  1897,  and. 
upon  recommendation  of  the  Chief  of  Engineers,  the  Secretary  or 
War,  in  accordance  with  se*ction  2  of  the  river  and  harbor  act  of 
March  2,  1907,  authorized  the  expenditure  of  the  available  funds  to 
the  excavation  of  a  channel  of  such  dimensions  as  could  be  secured 
thereby. 

Accordingly  a  contract  for  dredging  was  entered  into  and  com- 

{)leted  April  30,  1009.  The  channel  was  dredged  to  a  depth  of  10 
eet,  including  one  foot  for  overdepth  made  under  the  contract,  and 
a  width  of  100  feet  from  the  9-foot  curve  in  the  Delaware  River  to 
the  9-foot  depth  in  Salem  River,  a  distance  of  7,350  feet;  and  from 
the  lower  part  of  Little  Salem  River  to  the  Covered  Bridge,  a  sta- 
tionary structure,  a  distance  of  2,920  feet,  the  channel  was  dredfjed 
to  a  depth  of  9  feet  at  mean  low  water  and  a  width  of  75  feet,  resulting 
in  a  channel  9  feet  deep  at  mean  low  water  from  the  Delaware  River 
to  the  Covered  Bridge,  the  head  of  navigation  at  Salem,  a  distance 
of  about  4^  miles,  the  width  being  100  feet  in  the  Delaware  River 
to  inside  the  mouth  of  Salem  River,  widening  to  200  feet  at  the 
beacon,  and  thence  75  feet  to  Salem.  The  maintenance  expense 
was  for  examination  and  supervision. 

Digitized  by  VjOOQ IC 


BIVEE  AND  HARBOR  IMPROVEMENTS.  206 

About  80  per  cent  of  the  projected  work  has  been  done. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  over  the  part  of  the  river  under  improvement  between 
Salem  and  the  Delaware  River  was  9  feet,  the  rise  and  fall  of  tide 
being  6  feet. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$45,273.89,  of  which  $28,064.65  is  on  the  present  project,  of  which 
$357.22  was  for  maintenance. 

The  commerce  for  the  calendar  jrear  1908  was  121,658  tons,  valued 
at  $3,063,051.  The  effect  of  the  improvement  on  freight  rates  has 
npt  been  reported,  but  it  has  facihtated  and  expedited  shipments  of 
fruits  and  other  perishable  merchandise. 

In  view  of  the  fact  that  the  approved  project  can  not  be  completed 
with  the  funds  appropriated  on  the  origmal  estimate  for  completion, 
recommendation  is  made  below  for  an  additional  appropriation  of 
$9,957.22  to  complete  the  project,  and  for  the  necessary  funds  to 
maintain  the  channel,  all  of  which  will  extend  the  benefits  resulting. 

July  1,  1908,  balance  unexpended |28, 063. 11 

Received  from  sales 100. 00 


28, 163. 11 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |26,  770. 44 

For  maintenance  of  improvement 357.  22 

27,127.66 


July  1,  1909,  balance  unexpended ol,  035. 45 

July  1,  1909,  outstanding  liabilities 13.20 

July  1,  1909,  balance  available 1, 022.  25 

Amount  (estimated)  required  for  completion  of  existing  project 9, 957.  22 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Juljr  1,  1909 14,600.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897 ,  and  of  section  7  of  the  river  and  harbor  act  of  1899 . 

(See  Appendix  I  4.) 

6.  AUowoAf  Oreekj  New  Jersey. — ^This  is  a  tidal  tributary  of  the 
Delaware  River,  floAving  westerly  in  the  southwestern  part  of  New 
Jersey,  its  mouth  being  about  50  miles  below  Camden,  N.  J.  In  its 
original  condition  the  creek  was  obstructed  between  its  mouth  and 
Quinton,  a  distance  of  about  10  miles,  by  shoal  areas  in  the  upper 
half  of  the  stream,  which  reduced  the  low-water  depths  to  from  1.3 
to  4  feet.  The  mean  range  of  tide  is  6  feet  at  the  mouth  and  4  feet 
at  Quinton^  the  head  of  navigation. 

The  origmal  project  of  1889  proposed  the  formation  by  dredging 
of  a  channel  6  feet  deep  at  mean  low  water  and  60  feet  wide  ffom 
Ouinton  to  a  point  about  1,000  feet  above  upper  Hancock  Bridge; 
thence  a  channel  of  the  same  depth  and  75  leet  wide  to  a  locality 
known  as  the  *' Square,"  where  the  work  was  to  be  supplemented  by 
a  dike.  At  a  locality  known  as  the  '*  Canal/'  in  addition  to  a  chan- 
nel of  the  last-named  dimensions,  the  width  of  the  stream  was  to  be 
increased  to  about  150  feet  between  its  low-water  lines.    The  project 

<*In  addition  to  this  balance  the  sum  of  $5,000  Is  made  available  by  the  river  and 
harbor  act  of  March  3,  1909,  but  not  yet  allotted. 
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was  modified  on  December  10, 1896,  so  as  to  provide  for  a  dike  formed 
by  a  single  row  of  piles  above  upper  Hancock  Bridge.  This  modifi- 
cation did  not  increase  the  originally  estimated  cost  of  the  work, 
which  is  $25,000. 

Channels  from  40  to  75  feet  wide  and  6  feet  deep  at  mean  low  water 
have  been  dredged  at  various  localities,  and  dikes  300  and  404  feet  in 
length,  respectively,  have  been  constructed  at  the  ''Square"  and 
above  upper  Hancock  Bridge.  The  channel  has  been  dredged  not 
less  than  75  feet  wide  and  6  feet  deep  from  the  mouth  to  a  point 
one-half  mile  below  Hancock  Bridge,  and  thence  60  feet  wide  and 
6  feet  deep  to  the  upper  end  of  a  shoal  just  above  Hancock  Bridge, 
a  distance  of  4.92  miles.     This  work  extended  to  January,  1908. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $5,000 
for  continuing  improvement  and  maintenance,  and  autnorized  a  suffi- 
cient amount  thereof  to  be  applied  to  the  construction  of  a  cut-off  at 
Fosters  Bottle,  with  the  proviso  that  no  expenditure  should  be  made 
thereon  until  all  land  needed  for  such  cut-off  should  be  deeded  to  the 
United  States  free  of  expense.  During  the  past  fiscal  year  this  title 
was  obtained,  and  under  a  contract  the  cut-off  at  Fosters  Bottle  was 
made,  and  resulted  in  a  straight  channel  through  it  of  a  minimum 
depth  of  7  feet  at  mean  low  water  and  a  bottom  width  of  a  least  75 
feet,  1  foot  overdepth  and  side  slopes  having  been  allowed  in  accord- 
ance wdth  the  contract.     This  completed  the  contract. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$28,875.84,  of  which  $7,478.11  was  for  maintenance. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  to 
Quinton,  was  4^  feet. 

The  commerce  of  the  creek  consists  of  miscellaneous  articles,  such 
as  coal,  sand,  lumber,  agricultural  products,  etc.  The  tonnage  for 
the  calendar  year  1908  was  18,400,  valued  at  $658,125. 

The  freight  rates  are  reported  to  have  been  lowered  by  reason  of 
the  improvement  of  the  creek,  but  to  what  extent  is  not  stated. 
Larger  boats  are  enabled  to  enter  and  depart,  and  shipments  have 
been  facilitated  very  much  by  avoiding  delays  in  waiting  for  tides. 

It  is  proposed  to  expend  the  funds  recommended  below  in  main- 
tenance of  the  improvement  by  dredging,  which  will  extend  the  bene- 
fits of  the  improvement. 

July  1,  1908,  balance  unexpended $5,032.87 

Received  from  sales 100. 00 


5, 132.  87 
June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment      4,908.71 


July  1,  1909,  balance  unexpended o224. 16 

Amount  (estimated)  required  for  completion  of  existing  project 200. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 7, 000. 00 

Su omitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  16.) 

<i  In  addition  to  this  balance  the  sum  of  $5,000  is  made  available  by  the  river  and 
harbor  act  of  March  3,  1909,  but  not  yet  allotted. 
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6,  Cohansey  River ^  New  Jersey, — In  its  oriofinal  condition  this  river 
or  creek  was  navigable  to  Bridgeton,  19  miles  above  the  mouth, 
through  a  tortuous  channel  of  ample  depth.  The  obstructions  to 
navigation  were  found  at  Bridgeton,  wheie  the  city  gas  and  water 
mains  were  laid  at  a  depth  of  only  4  feet  below  low  water,  and  at  the 
mouth,  where  the  river  discharged  into  Delaware  Bay  across  a  soft 
mud  bar  wdthout  any  well-defined  channel.  At  Bridgeton  there  is  a 
fixed  bridge  known  as  the  Nail  Works  Bridge,  and  just  above  the 
bridge  is  a  milldam  which  Hmits  the  tidal  basin  of  the  stream. 

Prior  to  adoption  of  the  present  project  $36,000  had  been  expended 
in  dredging  a  channel  7  feet  deep  at  mean  low  water  70  to  90  feet 
wide  to  the  Broad  Street  Bridge,  40  feet  wide  above  to  the  Commerce 
Street  Bridge,  thence  4  feet  deep  to  the  Nail  Works  Bridge. 

The  present  project  is  printed  in  House  Document  No.  645,  Fifty- 
ninth  Congress,  first  session, and  was  adopted  in  the  river  and  harbor 
act  of  March  2,  1907.  It  provides  for  (Iredging  a  cut  100  feet  wide 
and  7  feet  deep  at  mean  low  water  at  the  mouth,  and  for  dredging  a 
channel  to  the  same  depth  in  the  river  from  Stony  Point  to  the  Nail 
Works  Bridge,  the  widths  to  be  100  feet  to  Broad  Street  Bridge, 
thence  75  feet  to  the  Commeice  Street  Bridge,  and  thence  60  feet  to 
the  Nail  Works  Bridge,  at  an  estimated  cost  of  $55,800,  which  is  the 
amount  appropriated. 

The  range  of  tides  at  the  mouth  is  about  5J  feet,  and  at  Bridgeton 
is  nearly  7  teet,  which  was  practically  all  the  available  depth  along  the 
wharves  of  the  town. 

The  gas  and  water  mains  obstructing  the  channel  at  Bridgeton 
having  been  removed,  the  channel  was  dredged  between  August,  1 907, 
and  February,  1908,  from  deep  water  at  Stony  Point  to  the  nail 
works,  the  depth  made  being  8  feet  at  mean  low  water — which  in- 
cluded 1  foot  for  overdepth  allowed  under  the  contract — 100  feet 
wide  to  Broad  street,  75  feet  wide  thence  to  Commerce  street,  and  60 
feet  wide  thence  to  the  Nail  Works  Bridge. 

No  work  was  done  during  the  past  fiscal  year.  The  expenditures 
were  for  inspection  and  supervision  expenses. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  over  the  locality  under  improvement  was  7  feet  to 
head  of  navigation  except  that  only  5  feet  draft  was  available  over  the 
bar  at  the  mouth. 

No  work  can  be  done  at  the  mouth  until  title  has  been  secured  to  a 
tract  of  land  needed  for  a  cut-olT.  Negotiations  for  the  transfer  to 
the  United  States  of  this  land  free  of  cost  have  been  in  progress  for 
some  time,  but  owing  to  legal  obstacles  have  not  yet  been  consum- 
mated. 

The  amount  expended  on  this  improvement  under  the  present 
project  to  June  30,  1909,  is  $23,156.67,  of  which  $52.78  was  for  main- 
tenance.    About  40  per  cent  of  the  projected  work  has  been  done. 

The  commerce  for  the  calendar  year  1908  is  reported  to  have  been 
51,817  tons,  valued  at  $371,600. 

It  is  proposed  to  expend  the  funds  recommended  below  in  main- 
tenance of  the  improvement  to  extend  the  benefits  and  to  make  them 
available  at  aU  stages  of  the  tide. 
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July  1,  1908,  balance  unexpended $32, 696. 11 

Received  from  sales 100. 00 


32. 796. 11 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 52.  78 

July  1,  1909,  balance  unexpended a32, 743.33 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
193 1 ,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
peuded  July  1,  1909 6,000.00 

Submitted  in  compliance  with  requirement?  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  16.) 

7.  Tuckerton  Creek,  New  Jersey, — This  is  a  tidal  stream  flowing 
into  Little  Egg  Harbor,  on  the  Atlantic  coast,  northeast  of  Atlantic 
City.  A  preliminary  examination  and  survey  of  the  creek  were 
made,  ana  a  report  recommending  its  improvement  is  printed  in 
Annual  Report  of  the  Chief  of  Engmeers  for  1900,  pages  1612-1615. 

The  origmal  low-water  depth  at  Tuckerton,  the  head  of  naviga- 
tion, was  15  inches,  which  increased  gradually  to  4  feet  at  the  mouth 
of  the  creek,  a  distance  of  2  miles.  From  the  mouth  of  the  creek 
across  the  flats  to  Gaunts  Point,  seven-eiffhths  of  a  mile,  the  low-water 
depths  were  2  to  2^  feet.     The  mean  tidal  range  is  2^  feet. 

The  existing  project,  adopted  by  the  river  and  harbor  act  of  June 
13,  1902,  contemplates  the  aredging  of  a  channel  6  feet  deep  at  mean 
low  water  and  80  feet  wide  from  Gaunts  Point,  seven-eights  of  a 
mile,  to  the  mouth  of  the  creek;  thence  a  channel  of  the  same  depth 
and  75  feet  wide,  1  mile,  to  Parkers  Landing;  thence  a  channel  of 
the  same  depth  and  60  feet  wide,  five-eighths  of  a  mile  farther,  to 
West  Tuckerton  Landing;  thence  a  channel  5  feet  deep  at  mean  low 
water  and  60  feet  wide  for  three-eighths  of  a  mile  to  just  above  Scow 
Landing,  and  thence  a  channel  3  feet  deep  at  mean  low  water  and  40 
feet  wide  for  one-eighth  of  a  mile  to  the  milldam  at  Tuckerton,  together 
with  the  widening  of  the  channel  at  sharp  bends;  the  channel  across 
the  cove  between  the  mouth  of  the  creek  and  Oyster  Bed  Point  to 
be  supplemented,  if  necessary,  bv  a  revetment  wall  along  its  north- 
em  side.  The  estimated  cost  of  the  work,  including  contingencies, 
is  $61,380.  Under  authority  contained  in  the  river  and  harbor 
act  of  March  3,  1905,  the  Secretary  of  War  authorized  the  location 
of  the  channel  at  the  mouth  to  be  changed  so  as  to  lead  it  in  a  south- 
southeast  direction  directly  to  the  deep  water  at  the  head  of  March- 
elder  channel  instead  of  to  Gaunts  Point. 

The  channel  has  been  dredged  to  the  project  widths  from  the 
mouth  of  the  river  to  a  point  2,100  feet  below  the  milldam  at  Tucker- 
ton, the  depth  made  being  6  feet  at  mean  low  water,  except  the  upp^r 
581  feet,  which  was  dredged  to  5  feet  at  mean  low  water.  This 
completed  about  one-half  of  the  project. 

The  river  and  harbor  act  of  March  2^  1907,  appropriated  $12,000 
for  continuing  the  improvement,  and  a  project  for  the  expenditure  of 
the  appropriation  was  duly  approved  by  the  Chief  of  Engineers. 

o  In  addition  to  this  balance  the  sum  of  $6,000  is  made  available  by  the  river  and 
harbor  act  of  March  3,  1909,  but  not  yet  allotted. 
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This  included  dredging  of  the  cut  from  the  mouth  of  Tuckerton 
Creek  to  the  Marchelder  channel.  It  was  then  found,  however,  that 
dredging  along  that  line  would  destroy  several  oyster  beds  held  and 
owned  by  private  parties  under  leases  from  the  State  of  New  Jersey, 
and  it  was  therefore  concluded  to  defer  operations  until  this  matter 
could  be  adjusted. 

Under  date  of  December  16,  1907,  the  chief  of  the  bureau  of  shell 
fisheries  of  the  State  of  New  Jersey  advised  this  department  that 
all  objection  to  the  proposed  dredging  had  been  removed,  and  there- 
upon contract  for  the  dredging  was  entered  into.  The  contract  pro- 
vided for  dredging  a  straight  channel  from  deep  water  of  March- 
elder  channel,  on  rarkers  Mand,  across  the  flats  or  Little  Egg  Harbor 
to  the  moutn  of  Tuckerton  Creek,  passing  through  the  point  on 
the  southwest  side  of  the  mouth,  and  then  dredging,  as  far  as  the 
available  funds  would  permit,  the  upper  river,  the  depths  to  be  5 
feet  at  mean  low  water  from  Marchelder  channel  to  Scow  Landing, 
and  thence  3  feet  to  the  milldam. 

The  contractor's  plant  arrived  at  the  lower  end  of  Marchelder 
channel  on  June  19,  1908,  and  to  the  end  of  July  only  1,048  cubic 
yards  of  material  had  been  dredged,  and  no  work  was  done  there- 
after. On  September  10,  1908,  the  contract  was  annulled.  New 
proposals  for  the  dredging  were  opened  October  30,  1908,  but  as  the 
prices  bid  were  excessive  the  bids  were  rejected. 

The  river  and  harbor  act  of  March  3,  1909,  provided  $2,000  for 
maintenance  of  this  improvement,  and  proposals  were  then  invited 
for  dredging  with  the  entire  amount  available,  but  no  bid  was  received. 
Proposals  were  again  invited  upon  revised  specifications  and  these 
are  to  be  opened  July  8,  1909. 

The  maximum  drafts  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  over  the  locality  of  the  improvement  were  2  feet 
from  the  milldam  to  Scow  Landing,  4  feot  tnence  to  West  Tucker- 
ton, 5i  feet  thence  to  Parkers,  6  feet  thence  to  the  mouth,  and 
thence  2^  feet  to  the  head  of  Marchelder  channel. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$24,846.43,  of  which  $2,215.15  was  for  maintenance. 

The  commerce  reported  for  the  calendar  year  1908  is  26,609  tons, 
valued  at  $1,192,898. 

The  improvement  of  Tuckerton  Creek  is  not  yet  sufficiently  advanced 
to  show  any  material  decrease  in  freight  rates.  Shipments  from 
distant  points  have,  however,  been  increased  and  facilitated,  although 
lumber-laden  vessels  still  are  obliged  to  await  tides  at  the  flats  at 
the  mouth  of  the  creek. 

As  the  project  progresses  it  is  believed  that  cost  of  maintenance  will 
decrease. 

It  is  contemplated  to  expend  the  funds  recommended  below  in 
dredging  for  restoring  and  maintaining  the  present  channel  and  in 
completmg  the  work  under  the  approved  project  to  render  the 
improvement  available. 
9001— BNO  1909 14 
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July  1, 1908,  balance  unexpended ..."  $12, 033. 09 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 2,000.00 

14,033.09 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   879.62 


July  1, 1909,  balance  unexpended 13,153.57 

July  1, 1909,  outstanding  liabilities 118.81 

July  1, 1909,  balance  available 13, 034. 76 

Amount  (estimated)  required  for  completion  of  existing  project 27, 380. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Jul]^  1.  1909 31, 380. 00 

Submitted  in  comj>liance  with  requirements  of  sundrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  17.) 

8,  Cold  Spring  Inlet,  New  Jersey. — This  is  a  new  work.  The 
locality  is  on  the  coast  of  New  Jersey,  about  3  miles  east  of  the  city 
of  Cape  May.  Within  the  inlet  there  was  originally  a  natural  basin 
about  6  feet  deep  and  60  acres  in  area.  In  the  throat  of  the  inlet  the 
depth  was  29  feet  at  mean  low  water  and  on  the  outside  bar  there 
was  a  minimum  depth  of  3.5  feet  at  low  water  about  one-half  mile 
out.     There  was  no  conamerce. 

Improvement  of  the  locality  was  begun  by  private  parties  to  en- 
large the  basin  inside  the  inlet  to  about  500  acres  in  area,  with  a 
depth  of  30  to  40  feet;  and  to  complete  the  plan  for  a  safe  land- 
locked harbor  for  commerce  and  refuge  the  General  Government  has 
undertaken  to  provide  a  suitable  connection  between  it  and  the  deep 
water  in  the  ocean,  so  as  to  make  the  harbor  accessible  to  seagoing 
vessels. 

The  plan  of  improvement  adopted  by  the  river  and  harbor  act  of 
March  2,  1907,  contemplates  providing  an  entrance  channel  25  feet 
deep  at  mean  low  water  by  construction  of  parallel  jetties  750  to  850 
feet  apart  and  dredging  between  them,  at  an  estimated  cost  of 
$1,311,000.  The  adoption  of  this  project  was  conditional  upon  the 
contribution  of  $100,000  toward  the  improvement  by  local  authori- 
ties or  private  parties.  This  contribution  was  made  by  deposit  on 
February  28,  1908,  with  the  assistant  treasurer  of  the  United  States 
at  Philadeh)hia,  Pa.,  of  $100,000  to  the  credit  of  Mai.  C.  A.  F.  Flagler, 
Corps  of  Engineers,  the  district  engineer  officer,  by  the  Cape  May 
Real  Estate  Company. 

All  the  requirements  of  the  act  of  1907  relative  to  conveyance  of 
land,  etc.,  have  been  carried  out  and  the  deeds  of  conveyance  to  the 
United  States  approved  by  the  Department  of  Justice. 

The  dredging  of  the  harbor  is  a  little  more  than  one-half  com- 
pleted; no  work  is  in  progress  at  present.  By  an  instrument  dated 
December  9,  1908,  supplemental  to  an  agreement  executed  June  25, 
1907,  the  time  for  the  completion  of  the  inner  harbor  by  the  Cape  May 
Real  Estate  Company  is  extended  to  September  30,  1910. 

The  report  of  survey  upon  which  the  plan  of  improvement  is  based 
is  printed  in  House  Document  No.  388,  Fifty-nintn  Congress,  second 
session. 
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On  October  3,  1907,  proposals  were  opened  for  the  required  jetty 
work  and  award  made  to  the  lowest  bidder,  the  Seacoast  Construction 
Company,  of  New  York.  This  company,  however,  failed  to  execute 
the  contract  required,  and  later,  upon  evidence  that  it  had  been 
merged  into  the  Breakwater  Construction  and  En^neerin^  Company, 
a  contract,  dated  January  18,  1908,  was  entered  mto  with  that  com- 
pany on  the  bid  submitted  hj  the  Seacoast  Construction  Company, 
the  work  to  be  commenced  within  sixty  days  and  completed  withm 
two  years  and  two  months  after  notification  of  approval  of  the  con- 
tract, which  was  received  by  the  company  on  April  20,  1908. 

The  United  States  work  at  this  point  is  under  a  continuing-con- 
tract  appropriation;  the  balance  of  the  authorization  remainmg  to 
be  appropriated  is  $379,800. 

Work  under  the  contract  was  begun  at  the  site  on  July  29,  1908, 
by  the  Breakwater  Company,  the  legal  assignee  and  successor  of  the 
Breakwater  Construction  and  Engineering  Company,  and  to  the  end 
of  the  fiscal  year  about  29  per  cent  of  the  contract  work  had  been 
done.  In  the  west  pile,  brush,  and  stone  jetty  and  in  the  wing  of  that 
jetty  the  piling  haa  been  placed,  and  in  the  pile,  brush,  and  stone 
wing  of  the  east  jetty  369  piles  had  been  driven.  About  75,079  net 
tons  of  stone  had  been  deposited  in  the  east  and  west  jetties. 

Under  date  of  May  13,  1909,  the  Acting  Secretary  of  War  approved 
supplementary  articles  of  agreement  entered  into  with  the  Break- 
water Company  for  the  omission  of  the  lower  wales  and  the  substitu- 
tion of  brush  in  place  of  stone  to  a  varying  height  of  from  half  tide  to 
high  water  for  tne  purpose  of  deflecting  and  directing  the  tidal  cur- 
rent and  facilitating  the  work  of  scouring  a  channel  through  the  bar 
of  sufficient  depth  to  allow  the  passage  of  barges  of  stone  for  filling 
the  jetty,  in  consideration  of  which  the  Breakwater  Company  allows 
the  tjnited  States  a  rebate  of  $1,170  and  a  deduction  of  $1.75  for  each 
cubic  yard  of  stone  replaced  by  brush. 

The  range  of  tide  at  the  inlet  is  4i  feet. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$120,246.37,  of  which  $2,800.41  was  from  funds  contributed  by  the 
Cape  May  Real  Estate  Company. 

July  1, 1908,  balance  unexpended $628, 979.  68 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 284, 000. 00 

91?,  979.  68 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment  0102,025.96 

July  1, 1909,  balance  unexpended 810,953.63 

July  1, 1909,  outstanding  liabilities 43,160.00 

July  1,  1909,  balance  available «>  767, 793. 63 

July  1,  1909,  amount  covered  by  uncompleted  contracts 486, 930. 00 

Amount  (estimated)  required  for  completion  of  existing  project 379, 800. 00 

(See  Appendix  I  8.) 

oUnited  States  funds,  $99,225.54;  private  contribution,  $2,800.41. 
ft  United  SUtes  funds,  $712,766.77;  private  conUibuiion,  $55,026.86. 
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9.  Wilmington  Harbor,  Delaware. — ^The  harbor  of  Wilmington, 
Del.,  is  in  the  Christiana  River  and  includes  a  length  of  about  4  miles 
above  its  mouth  at  the  Delaware  River.  It  also  includes  the  navi- 
gable portion  of  the  Brandy  wine  River  (2  miles),  which  flows  into 
the  Christiana  River  at  a  point  about  1|  miles  above  its  mouth. 

Previous  to  1836,  when  the  first  appropriation  for  the  improvement 
of  the  Christiana  River  was  made,  the  low- water  depth  at  the  en- 
trance to  this  stream  was  about  8^  feet.  The  minimum  depth  in 
the  channel  in  the  portion  of  the  river  below  Third  Street  Bridge, 
Wilmington,  was  8  feet.  This  depth  was  increased  in  1836  by  dredg- 
ing to  10  feet  below  low  water,  and  under  projects  of  1871  and  1881 
to  12  and  15  feet,  respectively. 

The  present  project  is  based  upon  a  survey  made  in  1895  and 
adopted  in  river  and  harbor  act  of  June  3,  1896.  It  provides  for 
the  formation,  by  dredging,  rock  removal,  and  construction  of  dikes, 
of  a  channel  in  tne  Chnstiana  River  21  feet  deep  at  mean  low  water 
from  that  depth  in  the  Delaware  River  to  the  pulp  works,  a  distance 
of  about  4  miles,  and  thence  diminishi^  to  a  depth  of  10  feet  at 
mean  low  water  to  the  draw  pier  of  the  rhiladelphia,  Baltimore  and 
Washington  Railroad  cut-off  bridge  No.  4,  the  width  at  bottom  vary- 
ing between  250  feet  at  the  mouth  and  200  feet  at  bridge  No.  4.  The 
project  further  provides  for  the  removal  of  shoals  from  bridge  No.  4 
to  Newport  to  a  depth  of  7  feet  at  mean  low  water.  This  project  was 
completed  in  1906.  The  depth  made  over  the  rock  ledges  just  above 
and  below  the  Third  Street  bridge  is  about  21  i  feet. 

Further  work  contemplated  is  for  maintenance  of  the  improvement. 

Under  an  act  of  the  legislature  of  the  State  of  Delaware  approved 
March  9,  1901,  authorizing  and  requiring  the  city  of  Wilmimi^ton  to 
contribute  to  the  extent  of  10  per  cent  of  the  amoimt  expendedby  the 
United  States  Government,  for  the  improvement  of  Wilmington 
Harbor,  the  sum  of  $4,400.54  was  expended  by  the  city  of  Wilmington 
in  October  and  November,  1906,  in  aredging  the  channel  between  the 
Third  Street  Bridge  and  the  Market  Street  Bridge,  resulting  in  a  con- 
tinuous channel  75  feet  wide  and  17  feet  deep  at  mean  low  water 
between  the  points  named,  and  connecting  them  with  the  channel 
dredged  by  the  General  Government.  This  work  was  done  under  the 
supervision  of  the  local  United  States  engineer  oflScer. 

iTie  city  of  Wilmington  also,  under  the  state  law  above  referred  to, 
appropriated  the  further  sum  of  $6,567.41  as  its  contribution  for  the 
fiscal  year  1909  for  the  improvement  of  Wilmington  Harbor,  but  this 
money  has  not  been  expended  or  turned  over  for  expenditure  to  the 
local  United  States  engineer  officer,  as  required  by  the  state  act, 
although  readiness  to  expend  it  was  expressed  by  him.  This  appro- 
priation lapsed  on  Jime  30;  an  equal  amount  has  similarly  been  appro- 
priated for  the  fiscal  year  1910,  but  no  indications  of  its  transfer  or 
other  expenditure  have  become  manifest,  although  the  local  United 
States  ei^neer  officer  has  brought  to  the  attention  of  the  city  author- 
ities the  urgent  necessity  there&r. 

In  1907  slight  repairs  were  made  to  the  jetties  at  the  mouths  of  the 
Brandywine  and  Christiana  rivers. 

Under  contract  completed  July  16,  1908,  the  channel  was  dredged 
to  a  depth  of  19  feet  and  a  width  of  250  feet  from  the  18-foot  depth  in 
Delaware  River  to  a  point  about  1,200  feet  above  Lobdells  Canal,  and 
200  feet  wide  and  19  feet  deep  at  mean  low  water  from  a  point  opposite 
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Harlan  &  HoUingsworth's  dry  dock  to  a  point  about  150  feet  above 
Market  Street  Bridge;  and  under  a  contract  completed  in  November, 

1908,  the  channel  was  dredged  to  a  depth  of  19  feet  and  width  of  100 
feet  from  the  Pennsylvania  Kailroad  cut-off  bridge  No.  3  to  the  mouth 
of  the  Brandvwine,  and  from  Third  Street  Bridge  to  Market  Street 
Bridge  to  a  depth  of  18  feet  and  width  of  100  feet,  the  depths  made 
including  1  foot  for  overdepth  allowed  under  the  contract. 

On  April  2,  1909,  the  Chief  of  Engineers  allotted  $40,000  from  the 
appropriation  made  by  the  river  and  harbor  act  of  March  3, 1909. 
for  preservation  and  maintenance  of  river  and  harbor  works,  ana 
contract  has  been  made  for  dredging  with  the  available  funds 
Work  under  this  contract  was  begun  on  June  11,  and  to  the  end  of 
the  fiscal  year  a  length  of  3,325  feet  in  the  lower  part  of  the  river  had 
been  dredged  to  a  depth  of  19  feet  at  mean  low  water  and  a  width  of 
150  feet. 

On  June  30,  1909,  the  condition  of  the  channel  was  as  follows: 
From  the  Delaware  River  to  the  Christiana  light  a  depth  of  17  feet 
at  mean  low  water  for  a  width  of  150  feet;  thence  to  Lobdells  Canal 
11  feet  at  mean  low  water  for  a  width  of  from  100  to  250  feet;  thence 
to  Fourth  street  wharf  18  feet  for  a  width  of  90  to  180  feet:  thence 
to  Third  Street  Bridge  10  feet  for  a  width  of  200  feet;  thence  to 
Market  Street  Bridge  15  feet  for  a  width  of  200  feet;  thence  to 
Harlan  &  HoUingsworth  Corporation's  dry  dock  18  feet  for  a  width 
of  from  100  to  150  feet;  thence  to  the  pulp  works  12  feet  for  a 
width  of  about  80  feet;  and  thence  to  Newport  6  feet  for  a  width  of 
about  80  feet. 

Between  July  10  and  17,  1908,  eighteen  stumps  and  logs  and  parts 
of  two  wrecks  were  removed  from  the  channel  of  the  upper  Chris- 
tiana River  above  Churchman's  bridge,  at  a  cost  of  $265.98,  with  an 
allotment  approved  by  the  Secretary  of  War  June  12,  1908,  from 
the  appropnation  for  emergencies  made  by  the  river  and  harbor  act 
of  March  2,  1907. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  over  the  part  of  the  river  under  improvement  was 
13.5  feet  to  the  pulp  worKs  and  6  feet  thence  to  Newport.  The 
stream  is  navigable  to  about  one-fourth  mile  above  the  village  of 
Christiana,  or  15i  miles  from  the  mouth.  The  tidal  range  at  the 
mouth  is  slightly  over  6  feet  and  at  Christiana  village  about  3.6  feet. 

The  amount  expended  on  this  improvement  from  1836  to  June  30, 

1909,  is  $994,403.96.  Of  this  amount  $592,282.75  was  expended 
on  the  present  project,  of  which  $148,631.12  was  for  maintenance. 
This  is  exclusive  of  $500.69  expended  from  appropriation  for  emer- 
gencies in  removal  of  obstructions  from  the  channel  above  Church- 
man's bridge. 

The  tonna^  of  the  leading  articles  shipped  to  and  from  the  port  of 
Wilmington  m  the  calendar  year  1908  is  reported  to  have  been 
738,403  tons,  valued  at  $61,026,414. 

Tlie  shipbuilding  industry  on  the  river  is  quite  extensive,  the 
records  of  the  Department  of  Commerce  and  Labor  showing  that, 
with  the  exception  of  Philadelphia  and  Newport  News,  Wilmington 
has  the  largest  steel  shipbuilding  output  on  tne  Atlantic  coast  for  the 
ten  vears  ending  June  30,  1905. 

The  harbor  improvements  do  not  directly  affect  freight  rates  on 
light-draft  boats  to  any  extent.    Shipments  thereon  mtule  by  water 
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range  about  25  per  cent  lower  in  rate  than  by  rail,  but  much  more  in 
deep-draft  vessels,  of  which  there  are  many,  covering  shipments  to 
and  from  the  manufacturers  and  shipbuilding  plants. 

It  is  proposed  to  expend  the  funds  recommended  below  in  main- 
tenance of  the  improvement  in  restoration  of  an  18-foot  channel  on 
proiect  widths  in  the  lower  harbor  and  restoration  of  project  depths 
ana  widths  in  the  upper  harbor  to  Newport,  and  in  repairs  to  the 
superstructure  of  the  north  jetty  at  the  mouth  of  the  Christiana 
River,  all  in  extendiiiyg  the  benefits  to  navigation. 

GENERAL  IMPROVEMENT. 

Julyl,  1908,  balance  unexpended $34,142.53 

Amount  sdlotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 40, 000. 00 

Received  from  sales 426.  26 


74,  568.  79 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 25, 077.  68 

Julyl,  1909,  balance  unexpended 49,491. 11 

Julyl,  1909,  outstanding  habilities 4,500.00 

Julyl,  1909,  balance  available 44,991.11 

July  1, 1909,  amount  covered  by  uncompleted  contracts 30, 500. 00 

Amount  that  can  be  profitabljr  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance 
unexpended  July  1, 1909 280, 000. 00 

Submitted  in  compliance  with  requirements  of  sundrv  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

EMBROBNaBB  IN  RIVERS  AND  HARBORS. 

Julyl,  1908,  balance  unexpended $1,015.19 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 265.  88 

June  30, 1909,  amount  returned  to  Treasury  to  credit  of  appropriation 749. 31 

(See  Appendix  I  9.) 

10,  Appo^uinimirik,  MurderkiUy  and  MispxUion  rivers,  Delaware. — 
(a)  Ap'^oquiThirmnk  River, — ^At  the  time  of  the  adoption  of  the  pres- 
ent project  there  was  a  mean  low-water  depth  of  2  feet  at  the  entrance 
into  Delaware  Bay,  and  the  shoalest  depth  inside  the  river  was  4 J 
feet.  The  most  serious  obstructions  to  the  navigation  of  the  river 
were  the  many  bends  in  the  lower  and  middle  sections. 

The  approved  project  is  based  upon  a  survey  made  in  1889,  and 
adopted  by  Congress  in  river  and  harbor  act  of  September  19,  1890. 
It  provides  for  a  channel  8  feet  deep  at  mean  low  water,  having  a 
width  of  80  feet  from  the  bridge  at  Oaessa  to  New  bridge,  near  Town- 
send's  wharf,  a  distance  of  3i  miles,  and  a  width  of  100  feet  from 
this  wharf  to  the  mouth  of  the  river,  a  distance  of  6  miles.  The  esti- 
mated cost  of  the  improvement  is  $39,963. 

A  history  of  the  work  done  up  to  June  30,  1905,  may  be  found  in 
the  Annual  Report  of  the  Chief  of  Engineers  for  1905,  pages  175-176. 

With  $5,500  allotted  by  the  Secretary  of  War  in  1905  from  the 
appropriation  made  by  the  river  and  harbor  act  of  March  3,  1905,  for 
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improving  Appoquinimink,  Murderkill,  and  Mispillion  rivers,  a  cut- 
off was  made  through  the  neck  of  land  on  the  left  bank  of  the  river 
leading  to  Fennimore's  (or  New)  bridge,  about  halfway  between  the 
mouth  and  Odessa.  This  cut-off  shortened  the  channel  distance  by 
2,272  feet,  the  distance  between  Odessa  and  the  7-foot  contour  in 
Delaware  Bay  bein^  now  about  6|  miles. 

Under  the  provisions  of  the  river  and  harbor  act  of  March  2,  1907. 
the  Secretary  of  War,  on  March  20,  1907,  approved  an  allotment  or 
$6,400  for  expenditure  on  this  improvement.  Of  this  amount  $5,000 
pertained  to  the  act  referred  to  and  the  remainder  was  funds  per- 
taining to  former  allotment.  With  these  funds  the  channel  has  been 
dredged  to  not  less  than  7  feet  deep  at  mean  low  water  and  50  feet 
wide  between  Odessa  and  the  mouth.  No  work  was  done  during  the 
year.    The  expenditure  was  for  supervision  expenses. 

The  maximum  draft  that  coulcl  be  carried  on  June  30,  1909,  at 
mean  low  water  in  the  river  was  GJ  feet,  and  across  the  flats  at  the 
mouth  4  feet.  The  range  of  tide  is  6  feet  at  the  mouth  and  3i  feet 
at  Odessa. 

The  stream  is  navigable  for  small  craft  to  Noxentown  milldam, 
about  4  miles  above  Odessa,  making  the  navigable  portion  of  the 
stream  lOf  miles  long  now. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$41,182.65,  of  which  $9,140.24  was  for  maintenance. 

About  three-fifths  of  the  work  on  the  project  has  been  completed. 

The  commerce  of  the  river  for  the  calendar  year  1908  is  reported  to 
have  been  30,976  tons,  valued  at  $1,942,326. 

The  freight  rates,  it  has  been  reported,  remain  about  the  same,  but 
the  passenger  business  has  increased  in  consequence  of  the  improve- 
ment of  the  river. 

Under  date  of  June  29,  1909,  the  sum  of  $5,000  was  allotted  froin 
the  appropriation  made  by  the  river  and  harbor  act  of  March  3,  1909, 
to  be  applied  to  the  maintenance  of  the  improvement,  and  to  utilize 
the  available  funds  bids  for  dredging  operations  will  be  opened  soon. 

It  is  proposed  to  expend  the  runds  recommended  below  in  com- 
pleting, to  project  dimensions,  the  channel  of  the  river  and  in  main- 
tenance work,  for  an  extension  of  the  benefits  to  navigation. 

July  1, 1908,  balance  unexpended 11,422.77 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  approved 

March  3,  1909 6,000.00 

Received  fromsalee 150.00 


6,572.77 
June  SO,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 8. 61 

July  1,  1909,  balance  unexpended ^.    6,564.26 

Amount  (eatimated)  required  for  completion  of  existing  project 7, 400. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911*,  for  works  of  improvement  and  for  maintenance,  exclusive  of  Uie 
balance  unexpended  July  1,  1909 (•) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

o  See  consolidated  money  statement  on  page  219. 
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(6)  MurderJciU  River, — ^This  river  is  a  tidal  stream  and  a  tributary 
of  Delaware  Bay  and  flows  through  Kent  County,  Del.  Its  navigable 
portion  is  about  9  miles  lone.  Tlie  condition  of  the  river  was  fair  for 
the  greater  part  of  its  length,  the  average  width  and  depth  being  90 
and  6  feet,  respectively.  Outside  the  junction  with  Delaware  Bay, 
however,  there  was  a  serious  obstruction — the  flats,  which  are  nearly 
bare  at  low  tide  and  extend  for  nearly  a  mile  from  the  shore.  The 
average  rise  and  fall  of  the  tide  at  the  mouth  is  4.6  feet  and  2^  feet 
at  Frederica. 

In  1881  an  examination  of  this  river  was  made  and  a  project  sub- 
mitted for  its  improvement.  No  appropriation  was  made  by  Con- 
gress, however,  as  the  river  was  at  that  time  in  the  hands  of  an 
miprovement  and  navigation  company  chartered  by  the  State.  This 
company  had  expended  about  $10,000  in  rectifying  the  many  bends  of 
the  river  by  cutting  straight  canals  and  in  dredging  a  narrow  cut 
across  the  nats  at  the  mouth.     The  latter  slowly  mled  up  again. 

Under  the  provisions  of  the  river  and  harbor  act  of  September,  19, 
1890,  a  survey  was  made,  and  report  thereon  is  printed  in  House 
Executive  Document  No.  21,  Fifty-second  Congress,  first  session. 

The  project  for  improvement,  which  was  adopted  in  the  river  and 
harbor  act  of  July  13,  1892,  is  for  a  7-foot  low-water  channel,  80  feet 
wide  from  the  town  of  Frederica,  at  the  head  of  navigation,  to  the 
mouth  of  the  river,  8  miles,  and  150  feet  wide  from  the  mouth,  across 
the  flats  outside  to  the  7-foot  curve  of  depth  in  Delaware  Bay,  the 
cut  at  the  mouth  to  be  protected  by  forming  an  embankment  of  the 
dredged  material  on  eacn  side,  the  estimated  cost  being  $47,650. 

Dredging  for  original  work  and  for  maintenance  has  been  done  at 
different  times  since  1893.  A  history  of  operations  to  June  30,  1905, 
will  be  found  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1905, 
pages  177-178. 

With  funds  derived  from  the  river  and  harbor  appropriations  of 
March  3,  1905,  and  March  2,  1907,  and  emergency  appropriations  of 
1905  and  1907,  the  river  has  been  dredged  at  vanous  points  and 
across  the  flats  at  the  mouth,  resulting  in  a  channel  not  less  than  50 
feet  wide  and  6  feet  deep  at  mean  low  water  from  Frederica  to  the 
6-foot  curve  in  Delaware  Bay. 

About  50  per  cent  of  the  project  has  been  completed. 

With  an  allotment  of  $3,000  from  the  emergency  appropriation 
provided  by  the  river  and  harbor  act  of  March  2,  1907,  tne  channel 
was  redredged  in  1908  across  the  flats  at  the  mouth  and  in  the  river, 
resulting  in  a  continuous  channel  at  least  6  feet  deep  at  mean  low 
water  and  at  least  50  feet  wide  from  Frederica  to  the  6-foot  curve  in 
Delaware  Bay. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  in  the  part  of  the  river  under  improvement  is  5  feet 
from  Frederica  to  the  mouth  and  5  feet  across  the  flats  to  Delaware 
Bay. 

Under  date  of  May  1,  1909,  the  sum  of  $7,000  was  allotted  from 
the  appropriation  for  nreservation  and  maintenance  made  by  the 
river  and  harbor  act  of  March  3,  1909,  and  on  July  2,  1909,  proposals 
are  to  be  opened  for  dredging  therewith  at  the  mouth  and  in  the  river. 

The  amount  expended  on  this  improvement  to  June  30,  1909,  is 
$50,279.01,  of  which  $26,918.23  was  tor  maintenance. 
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The  commerce  of  the  river,  which  is  quite  varied,  is  reported  for 
the  calendar  year  1908  as  29,478  tons,  valued  at  $1,158,800. 

As  to  the  effect  of  the  improvement  of  this  stream  upon  freight 
rates,  it  is  reported  that  rates  by  water  are  25  to  50  per  cent  lower 
than  by  rail,  and  that  in  winter,  when  the  boats  can  not  run,  the 
railroad  increases  its  rates. 

It  is  proposed  to  expend  the  funds  recommended  below  in  dredg- 
ing the  channel  to  full  project  dimensions  as  far  as  possible  and  m 
maintenance  work  for  the  purpose  of  extension  of  benefits. 

July  1,  1908,  balance  unexpended |3, 674. 85 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 7,000.00 

10, 674. 35 
June  30,  1909,  amount  expended  during  fiscal  year  for  mainte- 
nance of  improvement |2, 941. 38 

Returned  to  credit  appropriation  for  emergencies  in  river  and 

harbor  works 61. 49 

3,002.87 

July  1, 1909,  balance  unexpended 7,671.98 

Amoimt  (estimated)  required  for  completion  of  existii^  project 23, 264. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  MispiUion  River. — This  river  is  a  tidal  stream  which  enters 
Delaware  Bay  about  17  miles  northwest  of  Cape  Henlopen.  It  is 
navigable  for  about  13  miles.  The  mouth  of  the  river  was  greatly 
obstructed  by  a  flat  foreshore  without  a  channel.  Vessels  could  enter 
and  depart  only  at  high  water,  the  tidal  range  being  about  4  feet. 

The  river  from  Milford,  the  head  of  navigation,  to  the  mouth  was 
improved  by  the  General  Government  between  the  years  1879  and 
1889;  $17,000  was  expended  in  making  a  channel  40  feet  wide  and 
6  feet  deep  at  mean  low  water.  Its  mrther  improvement  was  car- 
ried on  to  November,  1906,  imder  a  project  adopted  in  the  river  and 
harbor  act  of  July  13,  1892.  This  resulted  in  a  channel  40  feet  wide 
and  4}  feet  deep  at  mean  low  water  from  Milford  to  the  mouth  and 
50  feet  wide  ana  5  feet  deep  thence  to  the  5-foot  contour  in  Delaware 
Bay;  and  two  jetties  at  the  mouth,  one,  the  north  jetty,  extending 
from  the  east  bank  of  the  river  a  length  of  1,645  feet,  and  the  other, 
the  south,  or  Green  Point,  jetty,  extending  from  Green  Point,  just 
below  the  mouth  of  Cedar  Creek,  a  distance  of  1,100  feet,  500  feet  of 
the  outer  end  being  parallel  to  and  100  feet  distant  from  the  axis  of 
the  dredged  channel,  and  200  feet  from  the  north  jetty. 

The  present  project  was  adopted  in  the  river  and  harbor  act  of 
March  2,  1907,  and  is  based  upon  the  report  printed  in  House  Docu- 
ment No.  102,  Fifty-sixth  Congress,  second  session.  This  provides  for 
dredging  the  channel  6  feet  deep  at  mean  low  water  and  60  feet  wide, 
increasing  to  75  feet  at  sharp  turns,  from  Milford  to  the  mouth  ana 
thence  4  feet  deep  and  150  feet  wide  across  the  flats,  and  the  construc- 
tion of  a  jetty  along  the  south  side  of  the  channel,  at  an  estimated  cost 
of  $87,065. 

a  See  conaolidated  money  statement  on  page  219. 
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From  the  appropriation  made  bv  the  act  of  March  2,  1907,  for  im- 
proving the  Appoquinimink,  Murderkill,  and  Mispillion  rivers,  Dela- 
ware, $40,000  was  allotted  for  the  Mispillion,  with  which  an  extension 
has  been  built  to  the  south  jetty,  2,200  feet  long,  parallel  to  and  100 
feet  distant  from  the  axis  of  the  channel,  and  extending  in  a  south- 
easteriy  direction  into  a  natural  depth  of  2  feet  at  mean  low  water 
on  the  flats  of  Delaware  Bay.  Under  a  contract  for  dredring  which 
was  completed  in  July,  1908,  the  operations  resulted  in  a  cnannel  not 
less  than  5  feet  deep  at  mean  low  water  and  50  feet  wide  from  the 
4-foot  curve  in  Delaware  Bay  to  the  Ught-house,  and  not  less  than  6 
feet  deep  and  40  feet  wide  thence  to  the  electric  Ught  works  in  the 
town  of  Milford.  The  depth  made  includes  1  foot  overdepth  made 
under  the  contract. 

About  35  per  cent  of  the  project  has  been  completed. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  was  5  feet  in  the  river  and  2i  feet  across  the  flats  at 
the  mouth.    The  tide  rises  4  J  feet  at  the  mouth  and  3i  at  Milford. 

The  amount  expended  to  June  30,  1909,  is  $115,935.83.  Of  this, 
$37,545.76  is  on  the  present  project,  of  which  $4,339.80  was  for 
maintenance. 

Under  date  of  June  17^  1909,  the  sum  of  $7,000  was  allotted  from 
the  appropriation  for  preservation  and  maintenance  of  river  and 
harbor  works  in  the  act  of  March  3,  1909,  and  it  is  intended  to  dredge 
the  channel  at  the  mouth  and  in  the  river  at  an  early  day. 

The  commerce  of  the  river  for  the  calendar  year  1908  is  reported 
to  have  been  171,034  tons,  valued  at  $5,107,350. 

The  effect  of  the  improvement  on  freight  rates  is  stated  to  be  quite 
marked,  a  reduction  of  an  average  of  25  per  cent  being  reported;  in 
addition,  better  and  increased  transportation  faciUties  are  afforded. 

It  is  proposed  to  expend  the  funds  recommended  below  in  building 
1,700  feet  of  jetty,  completing  the  south  jetty  to  its  project  length  or 
5,000  feet,  in  dredging  the  channel  within  the  river  and  across  the 
flats  at  the  mouth  to  mil  project  dimensions,  and  in  maintaining  the 
channel  for  the  purpose  of  extending  the  benefits  and  making  them 
more  available. 

July  1,  1908,  balance  unexpended |6, 794  04 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved Marcb  3,  1909 7, 000. 00 

13,794.04 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 339.  80 

July  1, 1909,  balance  imexpended 9, 454.  24 

July  1,  1909,  outstanding  liabilities 26. 40 

July  1,  1909,  balance  available 9,427.84 

Amoimt  (estimated)  required  for  completion  of  existing  project 51, 404.  80 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

.    4,1897,  and  of  section  7  of  the  ri  ver  and  harbor  act  of  1899 . 

a  See  consolidated  money  statement  on  page  219. 
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July  1, 1908,  balance  unexpended $11, 891. 66 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  ap- 
proved March  3,  1909 19, 000. 00 

Received  from  sales  of  property 150. 00 

31,04L66 
June  30,  1909,  amount  expended  during  fiscal  year,  for  mainte- 
nance of  improvement ., $7, 289. 69 

Deposited  to  credit  appropriation  for  emergencies  in  river  and 

harbor  works 61. 49 

7,351.18 

July  1,  1909,  balance  unexpended 23, 690.  48 

July  1,  1909,  outstanding  liabilities 26.40 


July  1,  1909,  balance  available 23,664.08 

Amount  (estimated)  required  for  completion  of  existing  project 82, 068.  80 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1, 1909 85, 726. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  1 10.) 

IL  St  Jones  River.  Delaware. — Before  the  channel  was  improved 
the  least  practicable  tow-water  depth  of  water  to  Lebanon.  12  miles 
above  the  mouth,  was  4  feet,  and  thence  to  Dover,  9  miles  larther  up 
the  river,  only  2i  feet. 

The  original  project,  made  in  1880,  was  for  a  3-foot  low-water 
channel,  100  feet  wide  across  the  bar  at  the  mouth,  protected  bv  a 
jetty,  at  an  estimated  cost  of  $35,000.  The  project  was  modified  in 
1884  so  as  to  include  the  removal  of  shoals  in  the  river  to  a  depth  of 
6  feet  at  mean  low  water.  Improvements  were  not  begun  until  1885. 
The  proposed  channel  within  the  river  was  reported  as  nearly  com- 

Eleted  at  the  close  of  the  fiscal  year  ending  June  30,  1888,  $25,000 
aving  been  expended. 

A  modification  of  the  project  for  the  improvement  of  the  entrance 
was  submitted  and  approved  in  March,  1889.  This  modified  project 
provided  for  a  cut  across  the  bar  at  the  mouth  from  the  6-foot  depth 
mside  the  river  to  the  corresponding  depth  outside  the  bar,  the  width 
of  the  exit  to  be  100  feet,  of  which  50  feet  in  the  center  was  to  be 
dredged  to  a  depth  of  6  feet,  the  remainder  to  a  depth  of  3  feet  below 
mean  low  water.  The  material  was  to  be  deposited  on  either  side  of 
the  cut  to  form  training  dikes,  the  outer  ends  of  the  dikes  to  be 
strengthened  with  pile  revetments.  It  also  provided  for  a  new  cut-off 
across  a  verysinuous  bend  in  the  upper  river  about  1  mile  below  Leba- 
non, near  Wharton's  fishery.  This  was  substantially  completed  in 
1890.     Subsequent  operations  have  been  for  maintenance. 

With  funds  provided  by  general  and  emergency  river  and  harbor 
acts,  dredging  has  been  done  at  various  times  between  1889  and  June 
30,  1905.  A  history  of  these  operations  will  be  foimd  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1905,  pages  181-182. 

Operations  with  funds  provided  by  the  river  and  harbor  acts  of 
March  3,  1905,  and  March  2,  1907,  resulted  in  a  continuous  channel 
from  Lebanon  to  Delaware  Bay  of  a  minimum  depth  of  6  feet  at  mean 
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low  water  and  a  width  ot  40  feet  in  the  river  and  50  feet  across  the 
flats  at  the  mouth. 

With  an  allotment  of  $3,000  made  from  the  appropriation  for  emer- 
gencies in  river  and  harbor  works,  the  channel  was  dredged  in  June 
and  July,  1908,  from  the  mouth  to  the  6-foot  curve  in  Delaware  Bay 
and  at  various  points  in  the  river,  resulting  in  a  channel  6  feet  deep 
at  mean  low  water  from  Delaware  Bajr  to  Lebanon,  which  has  been 
for  years  considered  the  head  of  navigation  for  lai^e  vessels,  the 
width  made  being  40  feet  in  the  river  and  50  feet  across  the  flats  at 
the  mouth. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$63,519.94,  of  which  $22,019.94  is  for  maintenance. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  between  Lebanon  and  the  mouth  was  5i  feet  and 
across  the  flats  5  feet. 

The  range  of  tide  is  4^  feet  at  the  mouth,  2  feet  at  Lebanon,  and 
1.6  feet  at  Dover,  the  head  of  navigation.  17  miles  from  the  mouth. 

The  commerce  of  the  river  for  the  calendar  year  1908  is  reported 
to  have  been  235,313  tons,  valued  at  $4,486  J78.  It  is  stated  that 
the  improvements  made  have  reduced  freight  rates  by  one-fourth 
to  one-naif,  besides  increasing  shipments,  especially  fruits,  which  now 
reach  the  market  in  less  time  ana  in  fresher  condition. 

A  survey  of  this  river  was  made  from  its  mouth  to  Dover  in  1908, 
and  report  thereoii  will  be  found  in  House  Document  No.  1116, 
Sixtietn  Congress,  second  session. 

Under  date  of  June  11,  1909,  the  sum  of  $7,000  was  allotted  from 
the  appropriation  made  by  the  act  of  March  3,  1909,  for  preservation 
and  maintenance  of  river  and  harbor  works,  and  proposals  will  be 
opened  July  2,  1909,  for  expenditure  of  a  part  of  this  money  in  dredg- 
ing at  the  mouth  and  at  places  which  have  shoaled  in  the  river. 

It  is  proposed  to  expend  the  funds  recommended  below  in  dredging 
for  maintenance  of  the  improvement  in  an  extension  of  benefits. 

July  1,  1908,  balance  unexpended $3,008.23 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  approved 
March  3,  1909 7,000.00 

10,008.23 
June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement      2, 971. 67 

July  1,  1909,  balance  unexpended 7,036.56 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance 
unexpended  July  1,  1909 6,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  I  11.) 

IS.  Smyrna  River,  Delaware. — ^This  river  was  formerly  known  as 
Duck  Creek.  It  is  a  tidal  stream  flowing  easterly  into  the  Delaware 
River  at  a  point  about  26  miles  south  of  Wilmington,  Del.  The  navi- 
gable portion  of  the  river  was  originally  about  9  miles  long;  the  mini- 
mum  mean  low-water  depth  over  shoal  places  was  2^  feet  in  the  river 
and  4  feet  at  the  bar  where  it  enters  the  Delaware  River.  The  mean 
range  of  tide  at  the  mouth  is  nearly  6  feet,  while  at  Smyrna  Landing 
it  is  about  3  feet. 
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In  1878  a  project  was  made  for  the  improvement  of  the  whole  river, 
including  the  channel  across  the  bar  at  the  mouth.  By  direction  of 
Congress  the  improvement  of  the  bar  was  commenced  first,  and  during 
the  following  four  years  three  appropriations,  aggregating  $10,000, 
were  expended  in  dredging  a  channel  100  feet  wide  and  8  feet  deep  at 
mean  low  water  across  the  bar.  The  dredged  channel  soon  filled  up 
again. 

A  new  project  was  adopted  in  the  river  and  harbor  act  of  August 
11,  1888,  with  a  view  of  obtaining  a  channel  of  7  feet  depth  through- 
out, width  of  60  feet  in  the  river  and  100  feet  at  the  bar,  the  channel 
over  the  bar  to  be  protected  by  a  stone  jetty.  The  estimated  cost  of 
the  improvement  was  $90,698.40.  Of  this  $37,365.20  was  for  dredg- 
ing ana  $53,333.20  for  the  jetty.  This  act  made  the  first  appropria- 
tion for  work  on  the  project  and  was,  by  its  terms,  to  be  applied  to 
dredging  only.  The  subsequent  appropriations  for  continuing  the 
improvement  have  also  been  applied  to  dredging. 

The  entire  length  of  the  channel,  except  at  the  mouth  of  the  river, 
was  dredged  in  parts  at  various  times  between  1888  and  1900  to  the 
approved  dimensions. 

In  1904  the  channel  was  dredged  to  a  width  of  50  feet  and  a  depth 
of  6  feet  at  mean  low  water  from  the  6-foot  curve  just  inside  the  mouth 
to  the  6-foot  curve  in  Delaware  Bay,  and  in  1905,  with  an  appropria- 
tion of  $15,000  made  bv  the  river  and  harbor  act  of  June  13,  1902,  as 
modified  by  the  act  of  March  3,  1905,  two  cut-offs  were  made  extend- 
ing from  just  below  Limekiln  wharf  to  the  turn  just  above  Brick  store 
wharf,  an  aggregate  length  of  4,795  feet.  Some  shoals  in  the  river 
and  the  channel  across  the  flats  at  the  mouth  also  were  dredged,  result- 
ing in  a  channel  7  feet  deep  at  mean  low  water  from  Smyrna  Landing 
to  the  7-foot  curve  in  Delaware  Bay,  the  widths  being  60  feet  through 
the  cut-offs,  not  less  than  50  feet  in  the  river,  and  100  feet  across  the 
flats  at  the  mouth.  This  work  at  the  mouth  completed  the  dredging 
required  under  the  approved  project. 

In  1906  and  1907  the  channel  m  the  river  was  dredged,  resulting  in 
a  channel  width  not  less  than  50  feet  nor  less  than  6  feet  depth  from 
Smyrna  Landing  to  the  6-foot  depth  in  Delaware  Bay,  except  in  the 
Cherrv  Tree  reach,  about  halfway  between  Smyrna  Landing  and  the 
mouth,  where  the  depth  was  only  5  feet;  and  in  May  and  June,  1908, 
the  channel  was  dredged  from  inside  the  river  at  the  mouth  to  the 
7-foot  depth  in  Delaware  Bay  to  a  depth  of  not  less  than  7  feet  at 
mean  low  water  and  a  width  of  100  feet.  This  depth  included  1  foot 
overdepth  allowed  under  the  contract. 

No  work  was  done  during  the  past  fiscal  year.  The  expenditures 
were  for  payment  of  outstanding  liabilities  and  supervision  expenses. 

The  maximum  draft  that  could  be  carried  on  June  30.  1909,  at 
mean  low  water  was  5  feet  in  the  river  and  6  feet  across  tne  flats  at 
the  mouth.     The  navigable  length  was  about  10  miles. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$71,295.45.  Of  this  amount  $61,295.45  is  on  the  present  project,  of 
which  $16,210.67  was  for  maintenance. 

The  commerce  for  the  calendar  year  1908  is  reported  to  have  been 
203,080  tons,  valued  at  $5,047^000. 

A  survey  was  made  of  tne  nver  in  1907,  and  a  report  thereon  will 
be  found  in  House  Document  No.  815,  Sixtieth  Congress,  first  session. 
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Under  date  of  June  9.  1909,  the  Chief  of  En^eera  allotted  $6,500 
from  the  appropriation  tor  preservation  and  maintenance  of  river  and 
harbor  works  made  by  the  act  of  March  3,  1909,  and  proposals  are 
to  be  opened  on  July  2,  1909,  for  its  expenditure  in  redredging  the 
cut  across  the  flats  at  the  mouth  and  certain  shoals  which  have  formed 
in  the  river. 

It  is  proposed  to  expend  the  funds  recommended  below  in  dredging 
for  maintenance  of  improvement  in  extension  of  benefits. 

July  1, 1908,  balance  unexpended $2,282.16 

Amount  allotted  from  appropriation  made  by  river  and  harbor  act  approved 
March  3, 1909 6,500.00 

8, 782. 16 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      2,269.98 

July  1, 1909,  balance  imexpended 6,512.18 

'Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 7,500.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  I  12.) 

IS.  BroadJciU  River,  Delaware, — In  its  original  condition  the  depth 
of  water  in  the  river  was  from  3  to  4  feet  at  the  numerous  shoals 
which  impeded  navigation.  The  depth  at  the  mouth  was  from  IJ  to 
2  feet  at  low  water. 

Prior  to  the  adoption  of  the  existing  project  $35,000  was  expended 
in  providing  a  channel  within  the  river  6  feet  deep  and  40  feet  wide 
at  low  water  from  the  mouth  to  Milton,  the  head  of  navigation. 

The  existing  project  was  adopted  in  the  river  and  harbor  act  of 
March  2,  1907,  and  is  based  upon  report  and  estimate  submitted  in 
House  Document  No.  214,  Fifty-nintn  Congress,  second  session.  It 
provides  for  the  establishment  of  a  permanent  entrance  at  the  mouth 
of  the  river  by  dredging  a  channel  from  the  6-foot  curve  in  Delaware 
Bay  to  the  same  depth  in  the  river  and  constructing  a  jetty  on  the 
north  side  of  this  channel.  The  estimated  cost  of  the  project  is 
$33,330. 

The  range  of  the  tide  is  4.1  feet  at  the  mouth,  3.6  feet  at  the  draw- 
bridge, and  3.4  feet  at  Milton. 

The  act  of  March  2,  1907,  appropriated  $33,330,  the  amount  esti- 
mated for  the  establishment  of  a  permanent  entrance  at  the  mouth  of 
the  river,  including  the  construction  of  a  jetty  on  the  north  side  of  the 
channel.  The  title  papers  conveying  to  the  United  States  the  land 
required  for  the  cut  to  be  made  across  Lewes  Cape  have  been  ap- 
proved by  the  Department  of  Justice;  the  jetty  across  Lewes  Cape 
and  Lewes  Sound  from  the  6i  to  7  foot  depth  in  Delaware  Bay  to  the 
high-water  line  in  the  marsh  of  Lewes  Sound  on  its  western  side,  a 
total  length  of  1,263  feet,  was  completed  in  November,  1908;  and  a 
channel  6  feet  deep  and  150  feet  wide  at  bottom  was  dredged  from 
the  6-foot  depth  in  Delaware  Bay  to  the  same  depth  in  Lewes  Sound. 
This  work  was  done  under  contract. 

Under  date  of  October  20,  1908,  the  Secretarv  of  War  allotted 
$4,500  from  the  emergency  appropriation  and  on  December  16,  1908, 
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a  further  sum  of  $3,200,  to  be  applied  to  the  restoration  of  a  portion 
of  the  jetty,  which  was  becoming  undermined,  and  $7,282.67  thereof 
was  appUed  to  the  work,  which  was  completed  in  April,  1909.  In 
addition,  a  fender  wale  was  placed  under  tne  wale  pieces  for  a  length 
of  1,104  feet,  for  the  protection  of  the  jetty  from  passing  boats,  at  a 
cost  of  $250. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  over  the  cut  under  improvement,  was  4  feet.  The 
whole  of  the  projected  work  has  been  completed. 

The  effect  of  the  improvement  on  freight  rates  by  water  has  not 
yet  been  reported. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$75,658.61,  of  which  $40,658.61  is  on  the  present  project.  Of  the 
latter  amount,  $7,532.67  was  expended  for  maintenance. 

The  commerce  during  the  calendar  year  1908  is  reported  to  have 
been  35,122  tons,  valued  at  $750,825. 

Under  date  of  June  28,  1909,  the  sum  of  $3,000  was  allotted  from 
appropriation  made  by  river  and  harbor  act  of  March  3,  1909,  for 
preservation  and  maintenance  of  river  and  harbor  works,  to  be  ap- 

SUed  to  the  maintenance  of  the  improvement,  and  with  the  available 
inds  work  at  the  mouth  of  the  river  will  be  commenced  soon. 
It  is  proposed  to  expend  the  funds  recommended  below  in  dredging 
and  repainng  the  jetty  for  the  maintenance  of  the  improvement  at 
the  mouth  to  extend  the  benefits  and  to  make  the  improvement  more 
completely  available. 

July  1,  1908,  balance  unexpended $25,669.73 

Allotted  from  emergency  appropriation,  river  and  harbor  act  March  2, 1907 .      7, 700.  00 
■  Amount  allotted  from  appropriation  made  by  river  and  harbor  act  approved 

March  3.  1909 3,000.00 

Received  from  sales  of  river  and  harbor  property 100.  00 

36,469.73 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $25, 465.  67 

For  maintenance  of  improvement 7, 532.  67 

Betumed  to  credit  of  appropriation  for  emergencies  in  river 

and  harbiNT  works 167.  33 

33,165.67 


July  1,  1909,  balance  unexpended 3,304.06 

July  1,  1909,  outstanding  liabilities 42.00 

July  1,  1909,  balance  available 3, 262. 06 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  maintenance  of  improvement,  exclusive  of  balance  unexpended 
Julyl,  1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  1 13.) 

14.  Removing  sunTcen  vessels  or  craft  obstructing  or  endangering 
navigation. — During  the  past  fiscal  year  wrecks  were  removed  and 
examined  as  follows : 

Wreck  of  schooner  Florence  L  Lochvoody  lying  sunk  in  channel  off 
the  end  of  the  town  of  Chincoteague,  Va, — It  was  removed  at  a  cost  of 
$885.02, 


Digitized  by  VjOOQ IC 


224  EEPORT  OP  THE  OHIBP  OP  BNGINEBBS,  XT.  S.  AEMY. 

Wreck  ofsteamsTiip  Gvlf  Stream ^  lying  sunk  in  the  Atlantic  Ocean  at 
entrance  to  Hereford  Inlety  New  Jersey. — It  was  removed  at  a  cost  of 
$1,567.49. 

Wreck  of  harge  Homeward  Bound,  lying  sunk  in  Mantua  Greek, 
New  Jersey. — It  was  removed  at  a  cost  of  $312.80. 

Wrecks  of  barge's  Sally  and  Bennie,  lying  sunk  in  Oldman^  Greek, 
New  Jersey. — They  were  removed  at  a  cost  of  $453.61. 

Wreck  of  schooner  Adeline  Townsend,  re'ported  to  be  off  the  capes  of 
Delaware,  vnthin  the  S-mUe  limit. — It  havmg  been  ascertained  upon 
investigation  that  this  wreck  was  not  a  menace  to  navigation,  the 
work  or  removal  was  not  undertaken,  and  no  expenditure  was  made 
from  the  permanent  indefinite  appropriation. 

Wreck  of  steam  yacht  Viva,  lying  sunk  in  Absecon  Inlet,  New  Jer- 
sey.— It  was  removed  at  a  cost  of  $155.20. 

A  sunken  barge  (name  not  given)  was  reported  three-fourths  of  a 
mile  from  shore  off  Ocean  City,  N.  J.,  by  commanding  officer  of  reve- 
nue cutter  Mohawk,  and  the  Secretary  of  the  Treasury  was  informed 
August  8,  1908,  that  the  War  Department  would  be  pleased  to  have 
it  Jestroved  by  a  vessel  of  the  Revenue-Cutter  Service,  at  expense 
of  the  War  Department.     No  further  rei>ort  received. 

The  expenditures  during  the  year  amounted  to  $3,374.12. 

(See  Appendix  I  14.) 

EXAMINATIONS  AND  SURVEYS  MADE  IN  COMPLIANCE  WITH  THE  RIVEB 
AND  HARBOR  ACT   APPROVED   MARCH   2,    1907. 

Reports  on  prehminair  examinations  and  survevs  required  by  the 
river  and  harbor  act  of^^  March  2,  1907,  of  the  following  localities 
within  this  district  were  duly  submitted  by  the  district  officer.  They 
were  reviewed  by  the  Board  of  Enpjineers  for  Rivers  and  Harbors, 
pursuant  to  law,  and  were  transmitted  to  Congress  and  printed  in 
documents  as  indicated: 

/.  Preliminary  examination  and  survey  of  Oldmans  Creek,  New  Jer- 
sey.— Reports  dated  May  29,  1907,  and  October  3, 1908,  respectively, 
are  printed  in  House  Document  No.  1083,  Sixtieth  Congress,  second 
session.  A  plan  for  improvement  at  an  estimated  cost  of  $89,500 
is  presented. 

2.  Preliminary  examination  and  survey  of  St.  Jones  River,  Dela- 
ware, from  its  mouth  to  Dover. — Reports  dated  April  26,  1907,  and 
April  8,  1908,  respectively,  are  printed  in  House  Document  No.  1116, 
Sixtieth  Congress,  second  session.  A  plan  for  improvement  at  an 
estimated  cost  of  $181,425  is  presented. 

IMPROVEMENT    OF    RIVERS    AND    HARBORS    IN    THE    BALTIMORE, 
MARYLAND,  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  W.  E.  Craighill,  Corps  of  Engi- 
neers.    Division  engineer.  Col.  D.  W.  Lockwood,  Corps  of  Engineers. 

/.  Patapsco  River  and  channel  to  Baltimore,  Md. — Before  opera- 
tions were  begun  by  the  United  States  a  controlling  depth  of  17  feet 
was  available,  with  a  mean  range  of  tide  of  a  little  over  1  foot.  Ves- 
sels over  that  draft  were  obliged  to  lighter  portions  of  their  cargoes 
about  14  miles  below  to  permit  them  to  reach  the  wharves  of  the  city. 
There  were  pockets  where  deeper  water  prevailed,  but  these  were 
\mconnectcd  by  any  chaimel,  natural  or  artificial.     Under  the  original 
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project,  dated  April  15,  1853,  for  a  channel  22  feet  deep  at  mean  low 
water  and  150  feet  wide,  the  Fort  McHeniy  channel  was  dredged, 
extending  from  the  limits  of  the  city  of  Baltimore  to  a  point  just 
below  Fort  Carroll,  and  the  Brewerton  channel  from  this  point  to 
deep  water  of  Chesapeake  Bay  oflf  Swan  Point.  The  cost  was 
$390,000. 

In  1871  the  project  was  enlarged  to  a  width  of  400  feet  at  the  lower 
end  of  the  channel,  diminishing  to  250  feet  at  its  upper  end,  with  a 
mean  low-water  denth  of  24  feet.  Meantime  it  had  been  found  that 
the  portion  of  the  Brewerton  channel  which  was  swept  across  by  the 
current  of  the  Susquehanna  River  was  continually  obstructed  by  sedi- 
mentary deposit.  This  led  to  a  search  for  a  better  location  for  a  deep 
channel  which  could  be  made  and  maintained  by  dredging  and  the 
natural  currents.  This  was  found  in  the  position  of  the  resultant  of 
the  two  great  forces  made  bv  the  currents  of  the  Susquehanna  and 
Patapsco  rivers.  The  new  channel  had  also  the  advantage  of  being 
shorter  by  several  miles,  and  for  this  reason  and  the  very  much 
diminishecl  sedimentary  deposit  the  cost  of  maintenance  was  much 
lessened.  In  1892  a  project  for  27  feet  depth  at  mean  low  water^  with 
a  width  of  600  feet  in  the  straight  sections  and  over  1,200  feet  m  the 
angles,  was  completed.  At  the  same  time  the  portion  of  the  Brew- 
erton channel  between  the  upper  end  of  the  present  cut-off  and  the 
point  of  intersection  of  the  Brewerton  and  Craighill  channels  was 
abandoned  because  of  the  sedimentary  deposit  from  the  Susquehanna 
sweeping  across  it  and  to  shorten  the  channel  still  further  and  lessen 
the  cost  of  maintenance.  The  act  of  June  3,  1896,  authorized  the 
increase  of  the  depth  of  the  channel  to  30  feet  at  mean  low  water, 
with  a  bottom  width  of  600  feet,  widened  at  the  angles,  and  with  side 
slopes  of  3  base  to  1  vertical.  This  was  completed  May  22,  1903,  and 
has  since  been  maintained.  The  amount  expended  on  original  and 
modified  projects  prior  to  operations  under  existing  project  is 
$4,776,269.48,  of  which  $32,797.72  was  for  maintenance. 

The  existing  project,  adopted  by  Congress  March  3,  1905,  provides 
for  a  channel  35  feet  deep  at  mean  low  water  and  600  feet  wiae  at 
bottom,  with  side  slopes  of  3  base  to  1  vertical  from  Fort  McHenry  to 
deep  water  in  Chesapeake  Bay  above  Sandy  Point  light-house  and 
through  the  shoals  opposite  York  Spit,  at  an  estimated  cost  of 
$3,465,000.  This  project  was  extended  by  the  act  of  March  3,  1909, 
to  include  the  widening  of  the  Fort  McHenry  division  near  its  inter- 
section with  the  Curtis  Bay  channel,  so  as  to  provide  an  anchorage 
basin  600  feet  wide  and  about  3,500  feet  long  with  project  depth, 
within  the  limit  of  the  original  estimate.  Dredging  began  July  5, 
1905,  and  has  resulted  in  a  channel  of  the  project  dimensions  from 
Fort  McHenry  to  deep  water  in  Chesapeake  Bay  and  in  the  eastern 
half  of  the  section  opposite  York  Spit.  The  anchorage  basin  m  the 
Fort  McHenry  division  is  iust  begun.  In  the  western  half  of  the 
York  Spit  channel  a  least  depth  of  32J  feet  has  been  obtained.  An 
appropriation  of  $500,000  was  made  in  the  river  and  harbor  act  of 
March  2,  1907,  and  work  was  authorized  under  continuing  contracts 
for  completion  to  an  additional  amount  of  $1,715,000,  all  of  which 
has  been  appropriated.  Proposals  for  this  work  were  opened  July  1, 
1907,  and  a  continuing  contract  made  for  completing  the  project. 
An  additional  contract  for  the  Fort  McHenry  channel  widenmg  was 
entered  into  June  12,  1909.    Work  under  contract  has  been  in  prog- 
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ress  during  the  fiscal  year  with  the  result  that  the  section  near  Balti- 
more was  completed.  The  eastern  half  (or  300-foot  width)  of  York 
Spit  channel  was  also  completed  and  opened  to  navigation  in 
November,  1908;  and  work  on  the  Fort  McHenry  channel  widening 
was  commenced. 

The  amount  expended  on  the  existing  project  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  is  $2,428,450.33. 

The  draft  that  can  now  be  carried  to  Baltimore,  the  head  of  navi- 
gation, a  distance  of  11  miles  from  the  mouth  of  Patapsco  River  and 
171  miles  from  the  mouth  of  Chesapeake  Bay,  is  35  feet  at  mean  low 
water.  The  length  of  dredged  channel  in  Patapsco  River  and  Chesa- 
peake Bay  above  Sandy  Pomt  is  about  20  miles;  opposite  York  Spit, 
about  4  J  miles. 

The  tonnage  movement  of  the  port  has  been  as  follows: 


Fiscal  year  ending  June  30 —        Tons. 

1889 3, 243, 017 

1890 4,237,361 

1891 4, 495, 469 

1892 5,224,042 

1893 4, 607, 176 

1894 4,752,946 

1895 4,794,964 

1896 5,363,894 

1897 6,868,120 

1898 7,339,405 

1899 6,843,620 


Fiscal  year  ending  June  30 —    Tons. 

1900 7,941,580 

1901 8,055,017 

1902 7, 529, 870 

1903 7,736,447 

1904 7, 334, 241 

1905 7,510,713 

1906 8,277,098 

1907 8,448,203 

1908 8,441,034 

1909 7,436,273 


The  statistics  of  the  port  for  the  past  fiscal  year  are  illustrated 
briefly  by  the  following  statement : 

Value  of  commerce;  coal,  coke,  grain,  flour,  iron,  steel,  etc $101, 497, 626. 00 

Dutiable  imports  have  decreased $4, 261, 706. 00 

Free  imports  have  decreased $1, 193, 062.  00 

Domestic  exports  have  decreased $12, 283, 164.  00 

Tonnage  ^foreign  and  coastwise)  has  decreased,  tons 1, 004, 761 

Duties  collected  have  decreased |1, 298, 939.  02 

Duties  on  merchandise  in  bond  have  increased $5, 570. 38 

Duties  on  merchandise  in  bond  with  and  without  appraisement  have 

increased $1, 372, 655.  99 

The  effect  of  the  present  project  upon  freight  rates  can  not  be 
ascertained  until  work  is  fully  completed,  but  as  some  of  the  vessels 
trading  with  the  nort  are  not  now  able  to  load  to  their  full  capacity  the 
tendency  should  oe  toward  cheapening  rates  when  means  are  provided 
to  enable  them  to  carry  full  cargoes  and  to  enable  other  vessels  of 
greater  capacity  to  trade  with  the  port. 

References  to  reports  of  examinations  and  surveys  are  to  be  found 
on  page  180  of  the  Annual  Report  of  the  Chief  of  Engineers  for  1904. 

July  1,  1908,  balance  unexpended $941, 755.  99 

Repaid  on  account  of  filling  in  swamps  at  Fort  Howard,  Md 16, 830.  33 

Account  of  sales  at  auction 5.  00 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 965, 000. 00 

1, 923, 591.  32 
June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment       867,276.13 

July  1,  1909,  balance  unexpended 1, 056, 315. 19 

July  1, 1909,  outstanding  habilities 3, 501.  35 

July  1, 1909,  balance  available 1, 052, 813.  84 

July  1, 1909,  amount  covered  by  uncompleted  contracts 302, 068. 44 

(See  Appendix  J  1.) 
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!B.  Channel  to  Curtis  Bay,  in  Patapsco  River,  Baltimore  Harbor, 
Maryland. — ^With  a  mean  range  of  tide  of  a  little  over  1  foot,  there 
was  a  controlling  depth  of  20  feet  at  mean  low  water  in  1893,  when 
the  first  improvement  was  undertaken  by  the  United  States.  The 
original  project  was  dated  July  15,  1892,  and  was  for  a  channel  27 
feet  deep  at  mean  low  water  and  a  bottom  width  of  150  feet,  at  an 
estimated  cost  of  $85,000.  For^  thousand  dollars  of  the  estimate 
was  appropriated,  and  with  this  total  expenditure  the  channel  was 
first  made  25  feet  deep  for  the  project  wiath  and  then  dredged  to  27 
feet  deep  for  a  width  of  70  feet  in  the  axis  of  the  150-foot  channel. 
That  project  was  never  completed.  It  was  superseded  by  a  project 
in  the  river  and  harbor  act  approved  June  13,  1902,  for  deepening 
the  channel  to  30  feet  and  widening  it  to  250  feet,  and  authority  was 
granted  to  make  continuing  contracts  to  complete  the  work.  The 
estimated  cost  was  $196,000. 

A  continumg  contract  was  approved^  and  under  it  dredging  was 
commenced  March  5,  1903,  and  the  project  completed  November  30, 
1903. 

The  amoimt  expended  on  existing  project  to  June  30^  1909,  was 
$196,012.52,  of  which  $3,329.16  was  for  maintenance  m  partially 
removing  some  shoaUng.  This  was  done  under  contract.  The  sum 
of  $9,000  was  allotted  from  the  appropriation  for  preservation  and 
maintenance  of  river  and  harbor  works  contained  in  the  act  of  March 
3,  1909,  for  restoring  the  channel  to  project  dimensions. 

A  contract  dated  Jime  8,  1909,  was  entered  into  for  this  work  and 
the  work  commenced.  The  $10,000  asked  for  will  be  applied  to  main- 
tenance of  the  channel  where  shoaling  occurs,  the  additional  work 
being  necessary  to  make  the  improvement  available  to  full  project 
dimensions. 

Curtis  Bay  is  the  mouth  of  Curtis  Creek,  which  is  navigable  in  fact 
5  J  miles  above  the  head  of  the  channel  contemplated  by  the  existing 
project,  but  a  maximum  draft  of  28i  feet  at  mean  low  water  can  be 
carried  Jime  30,  1909,  over  the  shoalest  part  of  the  locality  under 
improvement,  which  is  a  distance  of  2^  miles. 

It  is  stated  that  the  improvement  has  lowered  rates  upon  freight, 
but  the  amount  of  reduction  has  not  been  ascertained. 

References  to  reports  on  examinations  and  surveys  are  to  be  foimd 
on  page  180  of  the  Annual  Report  of  the  Chief  of  Engineers  for  1904. 

This  bay  is  in  the  collection  district  of  Baltimore  and  the  statistics 
are  attached  to  the  report  for  that  harbor. 

Amount  allotted  from  appropriation  b v  river  and  harbor  act  approved  March 

3,1909 *. $9,000.00 

June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 12. 52 

July  1,  1909,  balance  unexpended 8, 987. 48 

July  1,  1909,  outstanding  liabilities 29. 34 

July  1, 1909,  balance  available 8, 958. 14 

July  1,  1909,  amount  covered  by  imcompleted  contracts 7, 920. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000. 00 

Sunmitted  in  com]>liance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  2.) 
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S.  Harbor  of  southwest  Baltimore  {Spring  Garden),  Md, — ^No  work 
was  done  by  the  United  States  before  the  existing  project,  but  the 
city  of  Baltimore  dredged  a  channel  from  the  mam  ship  channel  to 
the  foot  of  Eutaw  street,  which  had  a  controlling  depth  of  15  feet  at 
mean  low  water.  The  average  rise  of  the  tide  is  a  httle  over  1  foot. 
In  response  to  a  resolution  or  the  House  of  Representatives  an  esti- 
mate was  furnished  March  7,  1896  (printed  in  Annual  Report  for 
1896,  p.  1006),  of  the  cost  of  deepening  the  channel  to  a  depth  of  27 
feet.  It  was  for  a  channel  100  feet  wide  on  the  bottom,  with  side 
slopes  of  1  on  3,  from  the  main  ship  channel  near  Fort  McHenry  to 
the  foot  of  Eutaw  street,  with  a  turmng  basin  400  feet  by  400  feet  near 
the  upper  end,  at  an  estimated  cost  of  8314,000,  which  is  the  existing 
project.  Five  thousand  dollars  was  appropriated  June  3,  1896,  but 
it  was  deemed  inexpedient  to  start  the  work  with  that  small  sum. 
June  13,  1902,  $88,000  was  appropriated  and  authority  granted  to 
enter  into  contracts  for  the  completion  of  the  work.  A  continuing 
contract  was  made  for  the  completion  of  the  project,  and  it  was  com- 
pleted April  4,  1905.  The  sum  of  $314,000  was  expended  imder  the 
f>roject  for  improvement,  in  addition  to  which  $6,512.52  was  expended 
or  maintenance.  Thirty-four  thousand  dollars  was  allotted  from  the 
appropriation  for  preservation  and  maintenance  of  river  and  harbor 
works,  contained  in  the  act  of  March  3,  1909,  for  restoring  the  channel 
to  project  dimensions  as  far  as  possible.  A  contract  dated  Jime  8, 
1909,  was  entered  into  and  operations  begun.  The  sum  of  $34,000 
more  is  required  to  entirely  remove  shoaling.  This  channel  was 
dredged  in  very  soft  material,  where  silt  has  been  slowly  accumulating 
for  many  years.  The  cost  of  maintenance  for  a  number  of  years  wiD 
probably  continue  to  be  larjxe,  but  after  the  side  slopes  have  flattened 
out  sufficiently  it  is  thought  that  the  cost  of  maintenance  will  be 
much  reduced. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean  low 
water  over  the  shoalest  part  of  the  locality  imder  improvement  is  27 
feet  at  the  lower  end  and  about  16  feet  at  the  upper  end. 

The  stream  is  navigable  in  fact  to  Baltimore,  Md.,  which  is  14  miles 
from  the  mouth  of  Patapsco  River  and  174  miles  from  the  mouth  of 
Chesapeake  Bay.  The  length  of  the  channel  dredged  \mder  the  exist- 
ing project  is  4  miles.  It  is  stated  that  the  improvement  has  some- 
what lowered  freights,  but  the  amount  of  reduction  has  not  been 
ascertained. 

The  commercial  statistics  of  the  port  of  Baltimore  include  this 
harbor. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 $34, 000. 00 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 12. 52 

July  1,  1909,  balance  unexpended 33, 987. 48 

July  1,  1909,  outstanding  liabilities 14. 00 

July  1, 1909,  balance  available 33, 993. 48 

July  1,  1909,  amount  covered  by  imcompleted  contracts 29, 700. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 34,000.00 

Submitted  in  compliance  with  requirements  of  sundrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  3.) 
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4.  Elk  River  J  Maryland, — ^Before  improvements  were  commenced 
there  was  practically  no  navigation  above  Cedar  Point.  The  original 
project,  dated  June  23,  1874,  was  for  a  channel  6  feet  deep  at  low 
water,  or  8  feet  at  high  water,  from  Cedar  Point  to  Elkton,  the  head 
of  navigation,  and  in  the  Little  Elk  as  far  as  Bennett's  wharf.  The 
mean  range  of  the  tide  is  2  feet.  Such  a  channel  was  estimated  to 
cost  $36,000  if  75  feet  udde  and  about  $25,000  if  50  feet  wide,  cheap 
dikes  being  required  for  regulating  the  banks  and  to  provide  a  place 
behind  which  to  deposit  the  material  dredged  from  the  shoals.  The 
first  work  was  done  in  1874,  when  $5,000  was  expended  in  building  a 
dike  and  dred^ng  to  a  width  of  25  feet  and  a  depth  of  6  feet  at  mean 
low  water  in  front  of  it  and  for  about  300  feet  below.  Two  years 
later  the  channel  was  made  40  feet  wide  from  the  bridge  at  Elkton  to 
about  one-half  mile  below.  In  1884  a  channel  was  completed  80 
feet  wide  through  the  bar  near  the  mouth  of  the  Little  Elk  River 
and  70  feet  wide  thence  to  the  bridge  at  Elkton,  the  depth  being  7 
feet  at  mean  low  water.  In  1893  a  channel  100  feet  wide  and  8  ^t 
deep  from  deep  water  below  Cedar  Point  to  the  bridge  at  Elkton  was 
completed.  The  expenditure  on  the  original  and  subsequent  projects 
has  amounted  to  $46,500. 

The  channel  had  shoaled,  and  in  a  report  on  a  survey  made  in  1899 
(printed  on  pp.  1668-1669,  Pt.  2,  Annual  Report  of  the  Chief  of  En- 
gineers for  1900)  it  was  proposed  to  restore  the  channel  to  8  feet  depth 
at  mean  low  water  and  100  feet  wide  from  deep  water  below  Cedar 
Point  to  the  bridge  at  Elkton,  at  an  estimated  cost  of  $16,665,  with 
an  annual  cost  of  $2,500  for  maintenance.  The  river  and  harbor  act 
of  June  13,  1902,  adopted  this  project,  and  appropriated  $16,665  for 
the  work.  This  appropriation  was  practically  expended  in  dredging 
in  the  fiscal  year  ending  Jime  30,  1903.  The  project  width  of  100 
feet  could  not  be  made,  as  the  river  was  found  to  have  shoaled  verv 
much  since  the  survey  in  1899,  on  which  the  appropriation  was  based. 

The  existing  project  adopted  by  the  river  and  harbor  act  of  March 
2,  1907,  is  for  a  channel  6  feet  deep  at  mean  low  water  and  100  feet 
wide  from  Elkton  to  Cedar  Point,  at  an  estimated  cost  of  $16,802.77. 
The  act  appropriated  $18,803  for  its  completion  and  maintenance.  A 
contract  was  entered  into  and  the  project  completed  in  March,  1908. 
Nevertheless  extensive  shoaling  has  already  taken  place  and  it  is 
doubtful  whether  the  project  can  be  maintained  without  annual 
dredging  to  an  extent  much  greater  than  was  anticipated.  The  sum 
of  $10,000  is  now  required. 

The  sum  of  $10,000  was  allotted  from  the  appropriation  for  preser- 
vation and  maintenance  of  river  and  harbor  works,  act  March  3,  1909, 
for  maintenance  and  a  contract  for  the  work  is  about  to  be  entered 
into. 

The  amoimt  expended  on  this  improvement  to  June  30,  1909,  is 
$83,968,  of  which  $63,165  was  on  previous  projects,  $16,439.24  on 
present  project,  and  $4,363.76  tor  maintenance.  The  amount 
expended  during  the  fiscal  year  was  for  payment  of  retained  per- 
centages on  contract  work  and  part  of  office  expenses. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  river  was  3i  feet.  Tlie  stream 
is  navigable,  in  fact,  to  Elkton,  Md.,  which  is  about  16  miles  from  the 
mouth  of  the  river.  It  was  stated  that  the  improvement  has  mate- 
rially reduced  freight  rates. 
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Reference  to  a  report  on  a  survey  is  to  be  found  on  page  182  of  the 
Annual  Report  of  the  Chief  of  Engineers  for  1904.  Reference  to 
report  on  preliminary  examination  and  survey  of  the  river,  required 
by  the  river  and  harbor  act  of  March  3, 1905,  will  be  found  on  page  214 
of  the  Annual  Report  of  the  Chief  of  Engineers  for  1906. 

The  commerce  of  the  river  for  the  calendar  year  1908  is  reported 
to  be  42,880  tons,  consisting  of  vessels  built,  cord  wood,  lumber,  fer- 
tilizer, hay,  and  flour,  valued  at  $258,847.  Two  steam  tugs  and  171 
schooners  and  barges  are  reported  as  plying  in  the  river. 

July  1,  1908,  balance  unexpended |1, 770.  67 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 *. 10, 000. 00 


11, 770.  67 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      1 ,  770.  67 


July  1, 1909,  balance  unexpended 10, 000. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911 ,  for  maintenance  of  improvement,  exclusive  of  the  balance  imex- 
pended  July  1, 1909 10, 000. 00 

Suomitted  in  compliance  with  recjuirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  4.) 

6.  Susquehanna  River  above  and  hdow  Havre  de  Grace,  Md. — ^The 
origincd  governing  depth  was  5  feet  at  mean  low  water.  The  mean 
range  of  tide  is  2i  feet.  The  channel  above  Havre  de  Grace  was  nar- 
row and  subject  to  ice  gorges.  The  original  project  is  dated  February 
22,  1853,  and  was  for  a  channel  12  feet  deep  and  100  feet  wide,  at  an 
estimated  cost  of  $59,000.  Improvements  have  been  in  progress  since 
1853,  and  up  to  August  22,  1882,  when  the  existing  pjroject  was 
adopted,  $97,390  had  been  expended  upon  them.  The  existing  proj- 
ect IS  to  give  a  channel  200  feet  wide  and  15  feet  deep  at  mean  low 
water  below  Havre  de  Grace  and  to  remove  the  shoal  opposite  Watsons 
Island  (which  is  above  Havre  de  Grace)  to  a  depth  of  8  feet  at  the 
same  stage  of  the  tide,  at  an  estimated  cost  of  $168,000.  The  amount 
expended  on  that  project  to  June  30,  1909,  is  $113,184.42,  and  has 
resulted  in  dredging  a  portion  of  the  channel  below  Havre  de  Grace 
to  a  depth  of  15  feet  at  mean  low  water  and  removing  the  shoal  oppo- 
site Watsons  Island,  completing  about  three-fifths  of  the  approved 
project. 

The  operations  during  the  year  resulted  in  extending  the  channel 
to  project  dimensions  for  about  4,000  feet. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  under  improvement 
is  12  feet.  The  stream  is  navigable  in  fact  to  Port  Deposit,  Md., 
which  is  about  5  miles  above  the  mouth  of  the  river.  The  improve- 
ment has  made  no  appreciable  difference  in  freight  rates.  It  is  pro- 
posed to  apply  funds  asked  for  in  continuing  work  on  the  project. 

Three  steamers  and  40  sailing  vessels  and  barges  are  reported  as 
plying  in  the  river,  the  commerce  being  valued  at  $473,933.  The 
tonnage  of  the  river  is  reported  to  be  as  follows:  1905,  135,293;  1906, 
73,815;  1907,  85,212,  and  for  1908,  37,936,  consisting  of  lumber, 
cement,  salt  nsh,  granite,  stoves,  castings,  etc 
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July  1,  1908,  balance  unexpended $19, 969. 97 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       19, 654.  39 


July  1»  1909,  balance  unexpended 315.  58 

Amount  (eatlmat%d)  required  for  completion  of  existing  project 54, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclu.sive  of  the  balance  imexpended 
Juljr  1,  1909 54, 500. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  J  5.) 

6.  Harbors  at  RoclcJiaU,  Queenstoum,  Claibome,  and  Camhridge, 
and  Chester,  Choptank,  WarwicTcj  Pocomokej  La  Trappe,  and  Manokin 
rivers,  and  Tyaakin  Creek,  Maryland — (a)  RockhaU  Harbor  and 
inner  harbor  at  RockhaU, — In  1894  the  controlling  depth  at  RockhaU 
Harbor  was  5  feet,  with  an  average  range  of  tide  of  1.1  feet.  With 
an  appropriation  of  $16,000,  made  June  3,  1896  (the  first  for  this 
work),  a  project  was  carried  out  in  1897-98  for  dredging  a  cut  80 
feet  wide  and  10  feet  deep  at  mean  low  water  from  the  10-foot  curve 
in  Swan  Creek  Inlet  to  tne  10-foot  depth  in  Chesapeake  Bay,  and  a 
channel  100  feet  wide  and  10  feet  deep  from  that  depth  m  Swan 
Creek  Inlet  to  the  old  pier  at  RockhaU.  A  turning  basin,  embracing 
the  old  and  new  piers,  was  also  dredged. 

In  accordance  with  the  river  and  harbor  act  of  March  3,  1899,  an 
examination  was  made  of  RockhaU  Harbor  and  the  inner  harbor  at 
RockhaU,  report  on  which  is  printed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1900,  pages  1670-1672.  The  project  then 
OToposed  is  dredging  a  channel  12  feet  deep  and  150  feet  wide  from 
Chesapeake  Bay  to  Swan  Creek  Inlet,  across  Swan  Point  bar,  and 
12  feet  deep  and  150  feet  wide  from  Swan  Creek  Inlet  to  the  wharf 
at  RockhaU,  at  a  cost  estimated  in  1899  to  be  $43,065  and  $9,208 
every  two  years  for  maintenance. 

The  river  and  harbor  act  of  June  13,  1902,  adopted  this  project, 
which  is  the  existing  one.  The  river  and  harbor  act  of  March  2,  1907, 
appropriated  $60,000  for  improvement  of  rivers  and  harbors  on  east 
shore  of  Chesapeake  Bay,  and  $14,383.97  was  aUotted  for  this  work. 

Work  under  this  aUotment  was  completed  during  the  present  fiscal 
jrear,  and  resulted  in  completing  the  channel  from  the  12-foot  contour 
m  Swan  Creek  Inlet  to  the  wharf  at  RockhaU,  the  turning  basin  to 
project  dimensions,  and  in  giving  an  8-foot  channel  70  feet  wide  for 
a  aistance  of  2,240  feet  across  Swan  Point  bar.  The  unit  price 
of  dredging  has  exceeded  that  assumed  in  the  original  estimate. 
The  estimated  cost  of  project  was  increased  May  13, 1907,  to  $60,386.81 . 

The  amount  expended  on  this  improvement  to  Jime  30,  1909,  is 
$55,713.72,  of  which  $16,600  was  on  a  previous  project  and  $537.54 
for  maintenance,  consisting  in  the  removal  of  a  shoal  in  the  inner 
harbor. 

About  two- thirds  of  the  project  has  been  completed.  It  is  pro- 
posed to  apply  the  funds  asked  for  to  completing  the  project. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  across  Swan  Point 
bar  is  about  5  feet  and  in  the  inner  harbor  12  feet,  to  which  point 
the  improvement  is  navigable  in  fact.    The  harbor  is  a  bay  making 
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in  from  Chesapeake  Bay  and  is  navigable  in  fact  to  Rockhall  pier, 
which  is  about  one-fourth  mile  above  the  mouth  of  Rockhall  Harbor. 

Two  steamers  and  65  sailing  vessels  and  barges  are  reported  as 
plying  in  the  harbor,  the  commerce  being  valued  at  $1,678,870. 
The  tonnage  for  the  fiscal  year  1909  was  17,703,  consisting  of  lumber, 
coal,  canned  goods,  poultry,  and  live  stock,  fish,  oysters,  and  general 
merchandise. 

It  is  stated  that  the  improvement  has  had  no  appreciable  effect 
on  freight  rates. 

July  1,  1908,  balance  unexpended .* $14,239.59 

June  30,  190>9,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      14,139.99 


July  1,  1909,  balance  unexpen  led 99.60 


Amount  (estimated)  required  for  completion  of  existing  project 21,  71  ^^  03 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  oalance  unexpended 
Jul>r  1,1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(b)  Queenstovm  Harbor. — Before  1871  the  controlling  depth  in 
this  harbor  was  6  feet,  with  a  range  of  tide  of  about  2  feet.  Between 
that  year  and  1880  it  was  improved  under  a  project  dated  January  2, 
1871,  and  a  channel  100  feet  wide  at  bottom  and  8  feet  deep  at  mean 
low  water  was  made.  In  1897,  with  $5,000  appropriated  for  continu- 
ing the  improvement,  a  channel  was  dredged  to  8i  feet  at  mean  low 
water  and  100  feet  wide  from  Chester  River  to  the  inner  harbor,  to 
which  point  the  bay  is  navigable  in  fact,  and  in  1 900  a  shoal  extend- 
ing from  a  point  138  feet  aoove  the  lower  Kght  down  for  a  distance 
of  950  feet  was  dredged  to  a  depth  of  8  feet  and  a  width  of  80  feet. 

The  river  and  harbor  act  of  Jime  13.,  1902,  provided  that  the  im- 
provement should  be  made  in  accordance  with  the  report  submitted 
and  printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1900, 
pages  1673-1676.  The  project  therein  submitted  contemplates  in- 
creasing the  dimensions  of  the  channel  so  as  to  make  them  10  feet 
deep  and  200  feet  wide,  at  an  estimated  cost  of  $23,100. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  east  shore  of  Chesapeake 
Bav,  and  $4,975.70  was  allotted  for  this  work. 

A  contract  for  expenditure  of  funds  was  entered  into  and  dredging 
completed  in  the  winter  of  1907,  advancing  the  project  to  that  extent. 
Funds  asked  for  are  intended  to  continue  the  project  and  for  mainte- 
nance. Owing  to  the  insufficient  appropriations,  the  work  has  been 
prolonged  and  the  cost  of  maintenance  is  added  to  the  original  esti- 
mate. The  imit  price  of  dredging  has  exceeded  that  in  the  original 
estimate.  The  estimated  cost  of  project  was  therefore  increased 
Mav  13,  1907,  to  $25,886.35. 

The  amount  expended  on  this  improvement  to  June  30,  1909,  is 
$40,572.39,  of  which  $20,269.14  was  on  the  existing  project,  and 
$1,303.26  for  maintenance.  The  money  expended  during  the  fiscal 
year  was  for  payment  of  retained  percentages  on  contract  work  and 

a  See  consolidated  money  statement  on  page  243. 
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Eroportion  of  office  expenses.  About  four-fifths  of  the  project  has 
een  completed. 

The  entire  channel  has  been  dredged  to  a  depth  of  10  feet,  but  the 
maximum  draft  that  could  be  carried  June  30,  1909,  at  mean  low 
water  over  the  shoalest  part  of  the  locality  under  improvement  was 
9  feet. 

Six  steamers  and  175  sailing  vessels  and  barges  are  reported  to  plv 
in  the  harbor.  The  tonnage  of  the  harbor  is  reported  to  be  as  rof- 
lows:  1900,  12,373;  1901,  11,328;  1902,  18,769;  1903  (only  partial 
statistics  could  be  obtained),  3,889;  1904,  19,144;  1905,  19,421; 
1906,  19,808;  1907,  20,202;  1908,  22,220,  valued  at  $1,169,716,  con- 
sisting oJF  lumber,  coal,  agricultural  products,  canned  goods,  poultry 
and  hve  stock,  fish,  oysters,  and  general  merchandise. 

The  harbor  is  a  bay  making  from  the  Chester  River  and  is  navigable 
in  fact  to  Queenstown,  which  is  about  one-half  mile  above  mouth  of 
harbor.  The  improvement  has  made  no  perceptible  difference  in 
freight  rates. 

July  1,  1908,  balance  unexpended |721. 15 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        711.34 


July  1,  1909,  balance  unexpended 9.  81 

Amount  (estimated)  required  for  completion  of  existing  project 6,  (507.  40 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Claiborne  Harbor. — Claiborne  is  on  the  eastern  shore  of  Chesa- 
peake Bay,  about  6  miles  east  from  Bloody  Point  light-house.  No 
improvement  there  had  ever  been  made  bv  the  United  States  pre- 
vious to  the  existing  project.  The  controlling  depth  was  9  feet  at 
mean  low  water,  with  a  mean  range  of  tide  of  about  2  feet. 

The  act  of  June  13,  1902,  adopted  the  existing  project,  which  pro- 
vides for  dredging  a  channel  12  teet  deep  at  mean  low  water  and  300 
feet  wide  from  the  12-foot  contour  in  Eastern  Bay  to  the  railroad 
pier  in  the  harbor,  a  distance  of  about  1,900  feet,  and  thence  shore- 
ward along  the  south  side  of  the  pier  to  a  width  of  195  feet  for  a 
length  of  500  feet,  at  an  estimated  cost  of  $17,490,  and  a  further 
sum  of  $2,500  for  an  extension  of  the  existing  jetty  should  it  be 
found  necessary. 

The  jetty  extension  is  now  deemed  necessary  to  preserve  the  north 
side  of  the  channel  to  project  dimensions  from  the  current  from  Eastern 
Bay  around  Tilghmans  Point,  which,  passing  over  the  sand  flats,  car- 
ries material  into  the  dredged  channel  at  the  outer  end  of  the  present 
jetty.  The  scour  has  been  considerable  in  the  last  few  years  and 
nas  eroded  Tilghmans  Point,  which  formerly  acted  as  a  deflector,  to 
such  an  extent  as  to  render  jetty  extension  necessary  for  the  main- 
tenance of  the  channel. 

A  12-foot  depth  at  mean  low  water  was  dredged  with  variable 
widths  in  the  fiscal  year  ending  Jime  30,  1904.    The  river  and  harbor 

o  See  consolidated  money  statement  on  page  243. 
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act  of  March  2,  1907,  appropriated  $60,000  for  improvement  of 
rivers  and  harbors  on  east  shore  of  Chesapeake  Bay,  and  $3,440.24 
was  allotted  for  this  work.  A  contract  for  expenditure  of  funds 
was  entered  into  and  dredging  finished  in  the  spring  of  1908,  which 
resulted  in  restoring  the  channel  to  dimensions  left  m  1905.  Funds 
asked  for  are  for  completion  of  project.  About  three-fifths  of  the 
project  has  been  completed. 

There  was  allotted  during  the  fiscal  year  the  sum  of  $12,000  from 
appropriation  for  emergencies  in  river  and  harbor  works,  act  March 
3,  1909,  to  be  applied  to  restoring  the  project  channel  which  has 
seriously  deteriorated,  and  contract  is  about  to  be  entered  into. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  is  8  feet.  The 
amount  expended  to  June  30,  1909,  is  $20,307.29,  of  which  $4,996.80 
was  for  mamtenance. 

The  money  expended  during  the  fiscal  year  was  for  payment  of 
retained  percentages  on  contract  work  and  proportion  of  office 
expenses. 

Owing  to  insufficient  appropriations  the  work  has  been  prolonged 
and  the  cost  of  maintenance  is  added  to  the  original  estimate.  The 
unit  price  of  dredging  has  exceeded  that  in  the  original  estimate. 
The  estimated  cost  of  project  was  therefore  increased  May  13,  1907, 
to  $27,408.30. 

Claiborne  is  at  the  head  of  navigation  in  Claiborne  Harbor,  and 
is  the  western  terminus  of  the  Baltimore,  Chesapeake  and  Atlantic 
Railway.     It  is  about  one-half  mile  from  the  mouth  of  the  harbor. 

Three  steamers  and  71  sailing  vessels  and  barges  are  reported  to 
ply  in  the  harbor. 

The  tonnage  of  the  harbor  is  reported  to  be  as  follows:  1903, 
89,549;  1904,  90,435;  1905,  93,603;  1906,  91,957;  1907,  93,794;  1908, 
103,173,  valued  at  $7,975,500,  consisting  of  agricultural  products, 
canned  goods,  poultry  and  Uve  stock,  lumber,  coal,  and  general  mer- 
chandise. The  improvement  has  made  no  appreciable  difference  in 
freight  rates.  Reference  to  a  survey  is  to  be  found  on  page  185  of 
the  Annual  Report  of  the  Chief  of  Engineers  for  1904. 

July  1,  1908,  balance  unexpended 1310.49 

Amount  alloted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 12,000.00 

12,310.49 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement 1310. 49 

For  maintenance  of  improvement 3.  70 

314. 19 


July  1,  1909,  balance  unexpended 11,996.30 

Amount  (estimated)  required  for  completion  of  existing  project 14, 597.  81 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897. 

o  See  consolidated  money  statement  on  page  243. 
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(d)  Cambridge  Harbor. — This  harbor  is  on  the  eastern  side  of  the 
Choptank  River,  about  20  miles  above  its  mouth,  and  Cambridge  is 
the  head  of  navigation  at  the  mouth  of  the  harbor.  In  1870,  before 
operations  were  commenced,  there  was  a  controlling  depth  of  4  feet, 
with  a  mean  range  of  tide  of  about  1 .7  feet.  The  improvement  of  the 
harbor  was  commenced  in  1871  with  a  project  submitted  in  March 
of  that  year  for  an  entrance  way  of  100  leet  in  width  and  to  provide 
sufficient  harbor  accommodations  of  a  depth  of  10  feet  at  mean  low 
water.  The  estimated  cost  was  $36,000.  The  sum  of  $10,000  was 
appropriated  March  3,  1871,  and  work  begun.  On  this  and  succeed- 
ing projects  $50,237  was  expended  to  June  30,  1896,  resulting  in  a 
channel  150  feet  wide  and  12  feet  deep  at  mean  low  water  from  that 
depth  in  the  Choptank  River  to  the  railroad  wharf,  a  distance  of 
nearly  a  mile.  The  inner  harbor  below  the  bridge  had  been  dredged 
over  its  whole  irregular  area  to  a  depth  of  10  feet,  and  the  part  of  the 
harbor  above  the  bridge  for  a  distance  of  750  feet  had  been  dredged 
to  a  depth  of  8  feet  and  a  width  of  215  feet.  A  survey  was  made  in 
1896  (printed  in  Annual  Report  of  the  Chief  of  Engineers  for  1897, 
[).  1297),  and  the  improvements  then  recommended  were  for  a  12-foot 
ow-water  channel  150  feet  wide  from  the  12-foot  curve  in  the  Chop- 
tank  River  to  a  point  500  feet  outside  the  Baltimore,  Chesapeake  and 
Atlantic  Railway  Company's  steamboat  wharf,  and  from  this  point 
gradually  widenrng  to  the  harbor  line  at  the  wharf;  from  the  steam- 
boat wharf  to  Mill  wharf  to  increase  the  width  an  average  of  200 
feet,  with  a  depth  of  8  feet,  makmg  an  anchorage  basin;  increasing 
the  width  of  the  lower  harbor  40  feet  on  the  north  side  and  widening 
the  upper  harbor  an  average  of  360  feet  along  the  channel  already 
dredged  to  a  depth  of  8  feet.  The  estimated  cost  of  the  project  was 
$8^20.     It  is  the  existing  one. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  east  shore  of  Chesapeake 
Bay,  and  $1,531.63  was  allotted  for  this  work.  A  contract  for  ex- 
penditure of  funds  was  entered  into  and  dredging  under  it  finished 
m  the  summer  of  1907,  resulting  in  advancing  part  of  the  8-foot 
project  and  removing  some  shoals  in  the  12-foot  part  of  the  project. 

The  amount  expended  on  this  improvement  to  June  30,  1909,  is 
$57,846.78,  of  which  $50,237  was  on  previous  projects  and  $244.76 
for  maintenance. 

Owing  to  insufficient  appropriations  the  work  has  been  prolonged 
and  the  cost  of  maintenance  is  added  to  the  original  estimate.  The 
estimate  of  cost  of  project  was  increased  May  13,  1907,  to  $13,858.25. 
The  project  is  about  five-eighths  completed.  All  funds  are  intended 
to  be  applied  to  continuation  and  mamtenance  of  the  project.  The 
money  expended  during  the  fiscal  year  was  for  payment  of  retained 
percentages  on  contract  work  and  proportion  of  office  expenses. 

TTie  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  below  the  bridge  was 
10  feet,  and  about  8  feet  above  as  far  as  the  channel  has  been  dredged. 

Six  steamers  and  152  sailing  vessels  and  barges  are  reported  to  ply 
in  the  harbor,  the  commerce  oeing  valued  at  $2,227,659.  The  ton- 
nage of  the  river  is  reported  to  be  as  follows:  For  the  year  ended 
May  1, 1909, 66,703,  consisting  of  grain,  lumber,  coal  fertilizer,  canned 
goodsy  fish  and  oysters,  and  agricultural  products.  The  improvement 
has  made  no  appreciable  difference  in  freight  rates. 
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July  1, 1908,  balance  unexpended 1189. 11 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improvement.      146. 46 

July  1,  1909,  balance  imexpended 42. 65 

Amount  (estimated)  required  for  completion  of  existing  project 6, 450. 58 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 

1897. 

(e)  Chester  River,  Marylandj  from  Crumpton  to  Jones  Landing. — 
Before  operations  were  undertaken  on  this  part  of  the  river  vessel  at 
low  tide  drawing  6  feet  of  water  could  reach  Crumpton,  33  miles  above 
the  mouth,  and  from  that  point  to  Jones  Landing  (to  which  point  the 
stream  is  navigable  in  fact),  6 J  miles,  the  controlling  depth  was  3 
feet,  with  a  mean  range  of  tide  of  2.4  feet.  The  project  for  improve- 
ment, adopted  by  the  river  and  harbor  act  of  September  19,  1890,  is 
foi-  a  6-foot  low-water  channel  from  Crumpton  to  Jones  Landing,  at 
an  estimated  cost  of  $12,750,  increased  in  1896  to  $14,250,  and  still 
later  to  $19,562.50.  There  has  been  but  one  project  for  this  section 
of  the  river. 

Before  the  adoption  of  the  present  project  there  had  been  appro- 
priated for  this  river  $41,000,  of  which  $2,958.54  was  carried  to  the 
surplus  fund  on  June  30,  1909. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  the  east  snore  of  Chesapeake 
Bay,  and  $2,417.36  was  allotted  for  this  work.  A  contract  for  ex- 
penditure of  funds  for  maintenance  was  entered  into  and  dredging 
ror  maintenance  imder  it  finished  in  the  winter,  restoring  project 
dimensions  from  Crumpton  to  Ford's  wharf. 

The  sum  of  $5,000  was  allotted  from  the  appropriation  for  preser- 
vation and  maintenance  of  river  and  harbor  works,  act  March  3,  1909, 
for  maintenance,  and  a  contract  for  the  work  is  about  to  be  entered 
into. 

The  amount  expended  on  this  improvement  to  June  30,  1909,  is 
$23,264.36,  of  which  $5,604.88  was  for  maintenance.  The  project  is 
completed. 

The  money  expended  during  the  fiscal  year  was  for  payment  of 
retained  percentages  on  contract  and  proportion  of  oflSce  expenses. 

The  maximimi  draft  that  could  be  carried  Jime  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  river  was  4  feet. 

Six  steamers  and  175  sailing  vessels  and  barges  are  reported  to  ply 
in  the  river,  the  commerce  bemg  valued  at  $3,917,210.  The  tonnage 
of  the  river  is  reported  to  be  as  follows:  1906,  48,199;  1907,  49,162: 
1908,  54,078,  consisting  of  lumber,  poultry  and  live  stock,  fish  and 
oysters,  canned  goods,  agricultural  products,  and  general  merchan- 
dise. The  improvement  has  made  no  appreciable  difference  in  freight 
rates. 

It  is  proposed  to  apply  funds  asked  for  to  removing  shoals  that 
have  formed  in  the  channel  since  it  was  dredged. 

o  See  consolidated  money  statement  on  page  243. 
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July  1,  1908,  balance  unexpended 1252. 30 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,  1909 5,000.00 


5,252.30 
June  30, 1909,  amount  expended  diuing  fiscal  year,  for  works  of  improvement.      252. 30 

July  1, 1909,  balance  unexpended 5, 000. 00 


Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(i)  ChoptanJc  River,  Maryland, — Before  improvements  were  begun 
in  1 879  the  depth  of  water  in  the  channel  between  Denton  and  Greens- 
boro varied  from  2  to  8  feet,  with  a  mean  range  of  tide  of  about  2 
feet.  Navigation,  carried  on  by  small  sailing  vessels,  extended  to 
only  3  miles  above  Denton.  Upon  the  remaining  5  miles  to  Greens- 
boro, the  head  of  navigation,  all  freight  had  to  be  transported  upon 
scows.     Greensboro  is  about  46  miles  above  the  mouth  of  the  river. 

A  project  for  improvement  was  made  in  1880  for  an  8-foot  low- 
water  channel  75  feet  wide,  at  an  estimated  cost  of  $79,000.  At  the 
close  of  the  fiscal  year  1903  the  project  channel  had  been  completed, 
except  for  a  distance  of  about  1  mile  at  the  upper  end,  but  there  has 
been  some  shoaling  since. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  east  shore  of  Chesapeake 
Bay,  and  $9,662.55  was  allotted  for  this  work.  A  contract  for  ex- 
penditure of  funds  was  made  and  dredging  under  it  completed  in  1908 
and  resulted  in  completing  the  project  except  for  a  distance  of  about 
1,200  feet.     About  one  twenty-fifth  of  the  project  remains  to  be  done. 

The  maximum  draft  that  could  be  earned  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  under  improvement 
was  7  feet. 

The  amoimt  expended  on  this  improvement  to  June  30,  1909,  was 
$80,502,  of  which  $4,344.69  was  for  maintenance.  The  amount 
expended  during  the  fiscal  year  was  for  payment  of  retained  percent- 
ages on  contract  and  proportion  of  office  expenses. 

Six  steamers  and  251  saiUng  vessels  ana  barges  are  reported  as 
plying  in  the  river,  the  commerce  being  valued  for  the  past  calendar 
year  at  $17,743,390.  The  tonnage  of  the  river  is  reported  to  be  as 
foUows:  1903,  208,367;  1904,  210^447;  1905,  212,725;  1906,  208,496; 
1907,  212,661 :  1908,  233,916,  consisting  of  lumber,  coal,  canned  goods, 
poultry  and  five  stock,  fish  and  oysters,  agricultural  products  and 
general  merchandise.  The  improvement  has  made  no  appreciable 
difference  in  freight  rates. 

It  is  proposed  to  apply  the  fimds  asked  for  to  completing  the  proj- 
ect and  maintenance. 

a  See  consolidated  money  statement  on  page  243. 
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July  1,  1908,  balance  unexpended 11,445.28 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      1,399.73 


July  1,  1909,  balance  unexpended 45.  55 

Amount  (estimated)  required  for  completion  of  existing  project 2, 797. 14 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(g)  Warwicic  Rivery  Maryland. — This  river,  formerly  named  Sec- 
retary Creek,  is  in  Dorchester  County,  eastern  shore  of  Maryland,  and 
flows  into  the  Choptank  River,  one  of  the  largest  tributaries  of  Cnesa- 
peake  Bay.  It  is  a  small  tidal  basin  2  miles  long,  with  no  fresh-water 
influx  at  the  head,  and  was  originally  only  4  feet  deep.  The  average 
rise  of  tide  is  2  feet.  The  onginal  project  for  the  stream  is  dated 
January  20,  1880. 

Before  the  adoption  of  the  present  project  about  $12,000  had  been 
expended  in  the  improvement  of  this  river — $6,000  by  the  General 
Government  and  the  remainder  by  private  parties.  The  existing  proj- 
ect for  improvement,  based  upon  a  survey  in  1891  (printed  in  J&inual 
Report  of  the  Chief  of  Engineers  for  1891,  p.  1219)  and  adopted  by 
the  river  and  harbor  act  of  July  13,  1892,  provides  for  a  channel  100 
feet  wide  and  10  feet  deep  at  mean  low  water  from  the  10-foot  depth 
in  Choptank  River  to  Secretary  Landing,  at  the  head  of  the  river  in- 
cluding a  turning  basin  at  the  latter  point,  at  an  estimated  cost  of 
$18^600.  The  project  was  completed  in  July,  1903,  but  shoals  formed 
rapidly. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  east  shore  of  Chesapeake 
Bay,  and  $3,493.87  was  allotted  to  this  work.  A  contract  was  entered 
into  and  the  dred^ng  finished  under  it  in  the  summer  of  1907,  restor- 
ing the  project  dimensions  from  the  turning  basin  to  Cedar  Point. 
Funds  asked  for  are  intended  to  be  appUed  to  maintenance. 

The  sum  of  $3,000  was  allotted  from  the  appropriation  for  preser- 
vation and  maintenance  of  river  and  harbor  work,  act  March  3, 
1909,  for  maintenance,  and  a  contract  for  the  work  is  about  to  be 
entered  into. 

The  amoimt  expended  on  present  project  to  Jime  30,  1909,  is 
$21,402.87,  of  which  $5,362.05  was  for  maintenance.  The  money 
expended  during  the  fiscal  year  was  for  payment  of  retained  per- 
centages on  contract  and  proportion  of  office  expenses.  The  maxi- 
mum draft  that  could  be  carried  June  30,  1909,  at  mean  low  water 
over  the  shoalest  part  of  the  channel  imder  improvement  was  9  feet. 

Six  steamers  and  80  sailing  vessels  and  barges  are  reported  as  plying 
in  the  river,  the  commerce  being  valued  at  $3,441,826.  The  tonnage 
of  the  river  is  reported  to  be  as  follows:  1903,  65,206;  1904,  65,858; 
1905,  66,631;  1906,  60,027;  1907,  61,225;  1908,  67,346,  consisting 
of  lumber,  canned  goods,  poultry  and  five  stock,  fish  and  oysters, 
agricultural  products  and  general  merchandise. 

The  improvement  has  made  no  appreciable  difference  in  freight 
rates. 

a  See  consolidated  money  statement  on  page  243. 
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July  1,  1908,  balance  unexpended $671. 05 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 3,000.00 

3, 571. 05 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 571. 05 

July  1,  1909,  balance  unexpended 3, 000.  00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 («) 

Suomitted  in  compliance  with  rec|uirement8  of  sundry  civil  act  of  Jime 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(h)  Pocomoke  River,  Maryland. — This  river  has  been  under  un- 
provement  by  the  General  Government  since  1878,  the  original 
project  being  dated  November  19,  1878.  In  1879  and  1880,  $12,500 
was  expended  on  work  below  Snow  Hill^  chiefly  in  the  rectification 
of  the  channel  and  in  giving  increased  width,  the  depth  being  7  feet 
at  mean  low  water.  In  1888,  with  an  appropriation  of  $8,000,  a  cut- 
off was  made  through  the  low  neck  of  land  forming  four  abrupt 
bends  just  below  Snow  Hill.  At  the  close  of  these  operations  there 
was  a  channel  not  less  than  80  feet  wide  and  7  feet  deep  between 
Snow  Hill  and  Shad  Landing,  a  distance  of  about  4J  miles. 

The  existing  project  adopted  by  the  river  and  harbor  act  of  June 
3,  1896,  is  based  upon  a  survey  made  in  1894-95  (printed  in  Annual 
Report  of  the  Chief  of  Engineers  for  1895,  p.  1167)  and  is  for  dredg- 
ing the  channel  between  Snow  Hill  and  Shad  Landing  to  a  depth  of 
9  feet  at  mean  low  water  and  a  width  of  from  100  to  130  feet,  at  an 
estimated  cost  of  $14,000.  The  mean  range  of  tide  is  2\  feet.  Snow 
Hill  is  the  head  of  navigation  on  this  stream  and  is  about  28  miles 
above  the  mouth.  With  funds  provided  from  1897  to  1904  the  chan- 
nel was  dredged  to  the  project  dimensions. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  east  shore  of  Chesapeake 
Bay  and  $2,298.60  was  allotted  to  this  work.  A  contract  for  expend- 
iture of  funds  for  maintenance  was  made  and  dredging  under  it 
finished  in  June,  1908,  removing  three  shoals. 

The  sum  of  $2,500  was  allotted  from  the  appropriation  for  preser- 
vation and  maintenance  of  river  and  harbor  works,  act  March  3, 
1909,  for  maintenance,  and  a  contract  for  the  work  is  about  to  be 
entered  into. 

To  the  end  of  the  fiscal  year  $37,341.60  has  been  expended  for  the 
improvement  of  this  river,  of  which  $20,500  was  on  previous  projects 
and  $2,570.87  for  maintenance.  The  money  expended  durin<^  the 
fiscal  year  was  for  payment  of  retained  percentages  on  contract  and 
proportion  of  office  expenses.  The  project  is  completed  and  the 
additional  work  required  is  for  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  under  improvement 
was  7  feet. 

Three  steamers  and  88  sailing  vessels  and  barges  are  reported  as 
plying  in  the  river,  the  commerce  being  valued  at  $4,986,058.  The 
tonnageof  the  river  is  reported  to  be  as  follows:  1903,245,568;  1904, 

•  See  consolidated  money  statement  on  page  243. 
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246,223;  1905,  67,165;  1906,  65,710;  1907,  67,024;  1908,  73,727, 
consisting  of  lumber,  coal,  cord  wood,  canned  goods,  poultry  ana 
live  stock,  agricultural  products,  and  general  merchandise. 

The  improvement  has  made  no  appreciable  difference  in  freight 
rates. 

July  1,  1908,  balance  unexpended . $2, 219. 35 

Amount  allotted  from  appropriati  ju  oy  river  and  harbor  act  approved 
March  3,  1909 2,500.00 

4, 719.  35 
Jime  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 2, 219. 35 

July  1,  1909,  balance  unexpended 2, 500. 00 

(i)  La  Trappe  River,  Maryland. — This  stream,  formerly  kno^NTi 
as  Dividing  Creek,  has  a  length  of  about  3  miles  and  is  a  tributary 
of  Choptank  River.  The  head  of  navigation  is  at  Trappe  Landhig. 
The  controlling  depth  prior  to  1893  was  4  feet,  with  a  mean  range  of 
tide  of  2  feet,  but  was  after  .vards  increased  to  8  feet  by  dredging, 
under  private  subscription.  The  original  project,  which  Is  the  exist- 
ing one,  was  adopted  by  the  river  and  harbor  act  of  July  13,  1892, 
and  is  for  a  channel  150  feet  wide  and  11  feet  deep  at  mean  low 
water  across  the  bar  at  the  mouth  and  for  a  width  of  75  feet  and  a 
depth  of  8  feet  inside  tli:^  bar  as  far  as  Trappe  Landing,  with  a  turn- 
ing basin  at  the  lattor  noint,  at  an  estimated  cost  of  $7,250,  subse- 
quently increased  to  $9,750.  The  project  has  been  completed  and  the 
additional  work  required  is  for  maintenance. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  east  shore  of  Chesapeake 
Bay,  and  $2,135.39  was  allotted  for  this. work.  A  contract  Mas  made 
for  expenditure  of  funds  for  maintenance  and  dredging  under  it  was 
finished  the  last  month  of  1907,  restoring  turning  basin  to  project 
dimensions. 

The  sum  of  $3,000  was  allotted  from  the  appropriation  for  preserva- 
tion and  maintenance  of  river  and  harbor  works,  act  March  3,  1909, 
for  maintenance,  and  a  contract  for  the  work  is  about  to  be  entered 
into. 

The  amount  expended  to  June  30,  1909,  is  $11,252.89,  of  which 
$3,289.02  was  for  maintenance.  The  money  expended  during  the 
fiscal  year  was  for  payment  of  retained  percentages  on  contract  and 
proportion  of  office  expenses. 

The  maximum  draft  that  could  be  carried  Jime  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  was  7  feet.  Three 
steamers  and  83  saUing  vessels  and  baizes  are  reported  as  plying  in 
the  river,  the  commerce  being  valued  at  $962,646,  consisting  of 
lumber,  coal,  canned  goods,  poultry  and  live  stock,  agricultural  pro- 
ducts, and  general  merchandise. 

The  tonnage  of  the  river  is  reported  to  be  as  follows:  1903,  11,466; 
1904,13,601;  1905,13,848;  1906,13,588;  1907,13,859;  1908,15,244. 

The  improvement  has  made  no  appreciable  difference  in  freight 
rates. 
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July  1,  1908,  balance  unexpended $224. 20 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 3,000.00 

3, 224. 20 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 224. 20 

July  1,  1909,  balance  unexpended 3, 000. 00 

(j)  ManoJcin  River ^  Maryland. — Before  improvements  were  com- 
menced in  1891  the  depth  of  water  at  the  mouth  of  the  river  at  the 
so-called  "Mud  flats''  was  between  1  and  2  feet  at  low  tide.  These 
flats  are  about  2^  miles  wide  and  make  navigation  impossible  except 
at  high  water,  thereby  rendering  the  upper  part  of  the  river,  which 
has  a  very  fair  depth  and  ^\idth,  almost  useless  for  extensive  shipping 
purposes.  The  average  rise  of  tide  at  the  flats  is  2.6  feet.  Prmcess 
Anne  is  the  head  of  navigation  and  is  about  12  miles  above  the  mouth 
of  the  river. 

The  project  was  adopted  by  the  river  and  harbor  act  of  September 
19,  1890,  and  is  based  upon  a  survey  made  in  August  and  September, 
1889.  (Report  printed  in  Annual  lleport  of  the  Chief  of  Engineers 
for  1890,  p.  961.)  It  provides  for  a  channel  6  feet  deep  at  mean  low 
water  ana  100  feet  wide  from  Locust  Point  to  Sharps  Point,  a  dis- 
tance of  about  2 J  miles  and  embracing  the  section  called  the  ''Mud 
flats,"  at  an  estimated  cost  of  $30,000. 

From  1891  to  1900  dredging  on  the  whole  project  was  done  at  vari- 
ous times  as  funds  became  available.  At  the  close  of  these  opera- 
tions there  was  a  channel  6  feet  deep  from  Sharps  Point  to  about  a 
mile  above  Dashiells  Creek  and  a  slightly  less  depth  to  the  steamboat 
wharf  above,  and  at  the  mouth  soundings  taken  over  the  area  formerly 
dredged  showed  a  range  of  depth  from  4.5  to  7.3  feet.  No  work  was 
done  afterwards  until  that  of  the  autumn  of  1905,  wliich  consisted  in 
removing  shoals  that  had  formed,  and  resulted  in  a  controlling  depth 
of  but  3  feet. 

The  creation  and  maintenance  of  a  channel  across  the  mud  flats  at 
the  mouth  of  this  river  is  a  work  of  some  difficulty  and  uncertainty 
under  the  method  adopted,  which  was  originally  considered  as  ten- 
tative only  and  the  best  that  the  commercialimportance  of  the  project 
would  justify.  Funds  have  not  been  available  for  adequate  main- 
tenance and  the  channel  has  deteriorated  rapidly.  The  estimate  of 
cost  of  project  was  increased  May  13,  1907,  to  $42,103.99.  The  river 
and  harbor  act  of  March  2,  1907,  appropriated  $60,000  for  improve- 
ment of  rivers  and  harbors  on  east  shore  of  Chesapeake  Bay,  and 
$9,160.69  was  allotted  for  this  work.  A  contract  for  expenditure  of 
funds  was  made  and  dredging  under  it  completed  in  June,  1908. 

The  amount  expended  on  the  improvement  to  June  30,  1909,  is 
$36,407.69,  and  $2,000  additional  was  expended  on  the  upper  river, 
which  is  not  included  in  the  existing  project.  The  amount  expendea 
for  maintenance  was  $8,511.13.  About  two-thirds  of  the  project  is 
completed.  The  money  expended  during  the  fiscal  year  was  for  pay- 
ment of  retained  percentages  on  contract  and  proportion  of  office 
expenses. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  at  the  mouth  was 
3^  feet. 
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It  was  impracticable  to  procure  commercial  statistics.  The  im- 
provement had  made  no  appreciable  diflference  in  freight  rates. 

It  is  proposed  to  apply  the  funds  asked  for  toward  completing  the 
project. 

July  1,  1908,  balance  imexpended $5, 377.  92 

June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment      5,352.42 


July  1,  1909,  balance  unexpended 25.50 


Amount  (estimated)  required  for  completion  of  existing  project 14, 181.  93 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897. 

(k)  TyasJein  Creek. — This  stream  is  also  known  as  Wetipquin 
Creek,  or  River.  It  is  a  small  tributary  of  Nanticoke  River,  having  a 
length  of  about  5  miles.  The  controlling  depth  in  the  creek  was  8 
feet,  but  on  the  bar  at  the  mouth  it  was  but  3i  reet  at  mean  low  water, 
with  an  average  rise  and  fall  of  the  tide  of  3  feet.  A  survey  was 
made  in  1899  freport  printed  in  Annual  Report  of  the  Chief  of  Engi- 
neers for  1900,  p.  1681).  The  existing  project,  which  is  the  original 
one,  was  adopted  by  the  river  and  harbor  act  «f  June  13,  1902,  and  is 
for  a  channer9  feet  deep  at  mean  low  water,  with  a  width  of  120  feet, 
at  an  estimated  cost  or  $13,200.  Under  a  siu^ey  made  in  January, 
1906^  the  estimate  of  cost  of  completion  of  this  project,  with  a  suitable 
turmng  basin  added,  is  $6,462.3t^. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $60,000 
for  improvement  of  rivers  and  harbors  on  the  east  shore  of  Chesa- 
peake feay,  and  $6,500  was  allotted  to  complete  this  work.  A  contract 
was  made  for  completion  and  dredging  was  finished,  as  far  as  funds 
permitted,  in  the  spring  of  1908.  The  channel  was  completed  to  the 
project  depth  and  widtn,  but  owing  to  shoaling  since  the  survey  and 
estimate  were  made  in  January,  1906,  the  turning  basin  was  left  at 
a  controlling  depth  of  7  feet  at  mean  low  water,  which  is  ample  for 
present  needs.  Fimds  asked  for  are  intended  to  be  applied  to  com- 
pleting turning  basin  and  maintenance  of  project. 

The  amoimt  expended  to  June  30,  1909,  is  $16,556.32,  of  which 
$2,443.91  was  for  maintenance  and  $3,954.41  on  project  as  modified 
by  estimate  of  January,  1906.  The  project  is  about  two- thirds  com- 
pleted. The  money  expended  during  the  fiscal  year  was  for  payment 
of  retained  percentages  on  contract  and  proportion  of  office  expenses. 

The  maximum  draft  that  could  be  carried  Jime  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  improvement  was  8  feet  and 
the  turning  basin  7  feet. 

Three  steamers  and  36  sailing  vessels  and  barges  are  reported  as 
plying  in  the  creek,  the  commerce  being  valued  at  $78,710.  The  ton- 
nage of  the  creek  is  reported  to  be  as  follows:  1903,  784;  1904,  796; 
1905,  856;  1906,  945;  1907,  967;  1908,  1,064,  consisting  of  lumber, 
canned  goods,  poultry  and  live  stock,  agricultural  products,  and  gen- 
eral merchandise. 

o  See  consolidated  money  statement  on  page  243. 
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The  improvement  has  made  no  appreciable  diflFerence  in  freight 
rates. 

Reference  to  reports  on  examination  and  sm-vey  required  by  the 
river  and  harbor  act  of  March  3,  1905,  will  be  foimd  on  page  214  of  the 
Report  of  the  Chief  of  Engineers  for  1906. 

July  1,  1908,  balance  unexpended $909.  24 

June  30,  190>9,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   807.56 


July  1,  1909,  balance  unexpended 101.68 

Amount  (estimated)  required  for  completion  of  existing  project 2, 406.  30 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  Juljr  1, 1909 (o) 

Submitted  in  compliance  with  requirements  of  sundnr  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATED. 

July  1,  1908,  balance  unexpended $26,459.68 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 25,500.00 

51,959.68 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $23, 120.  29 

For  maintenance  of  improvement 3, 018.  30 

26,138.59 


July  1,1909,  balance  unexpended 25, 821. 09 

Amount  (estimated)  required  for  completion  of  existing  project 67, 752. 19 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 80, 000.  00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  6.) 

7.  NarUicoJce  River,  Delaware  and  Maryland. — ^This  river  is  a  tidal 
stream,  its  headwaters  consisting  of  numerous  branches  rising  mainly 
in  the  northern  section  of  Sussex  County,  Del.  The  river  flows  in  a 
southwesterly  direction  into  Tangier  Sound,  Chesapeake  Bay,  and 
the  interests  for  the  improvement  of  the  river  center  at  Seaford,  the 
head  of  navigation,  36  miles  from  the  mouth,  where  the  range  of  tide 
is  about  3.4  feet. 

The  river  and  harbor  act  of  August  18,  1894,  appropriated  $5,000 
for  improving  Broad  Creek  River,  Delaware^  a  branch  of  Nanticoke 
River,  and  provided  that  as  much  of  it  as  might  be  necessary  should 
be  used  for  the  removal  of  the  bar  extendingfrom  the  railroad  bridge 
at  Seaford  toward  the  mouth  of  Nanticoke  Kiver.  With  this  appro- 
priation the  channel  was  dredged  where  necessary  to  a  width  of  100 
feet  and  a  depth  of  9  feet  at  mean  low  water  from  the  south  side  of 
the  railroad  bridge  at  Seaford  to  a  point  8,000  feet  below.  A  previous 
appropriation  for  the  Nanticoke  Kiver  in  1886  was,  in  accordance 

a  See  consolidated  money  statement  on  this  page. 
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with  the  terms  of  the  law,  appKed  to  Broad  Creek  River  up  to 
Laurel. 

The  existing  project  for  the  improvement  of  the  Nanticoke  River 
is  based  upon  a  survey  made  in  1895  (printed  in  Annual  Report  of 
the  Chief  of  Engineers  ifor  1895,  pp.  1165  to  1167)  and  is  for  a  channel 
9  feet  deep  at  mean  low  water  and  100  feet  wide,  the  width  to  be 
increased  to  about  150  feet  at  sharp  turns  of  the  channel,  the  improve- 
ments to  be  extended  to  within  100  feet  of  the  county  bridge,  where 
the  proposed  channel  is  to  widen  out  fan-shaped  at  an  estimated  cost 
of  $13,000.  The  project  is  completed  and  the  additional  work  re- 
quired is  for  maintenance. 

A  contract  for  expenditure  of  funds  for  maintenance  was  made  and 
dredging  under  it  fijiished  in  May,  1908. 

The  sum  of  $2,000  was  allotted  from  the  appropriation  for  preserva- 
tion and  maintenance  of  river  and  harbor  works,  act  of  March  3, 1909, 
for  maintenance,  and  a  contract  for  the  work  is  about  to  be  entered 
into. 

The  amount  expended  to  June  30,  1909,  was  $15,000,  of  which 
$5,000  was  on  a  previous  project  and  $4,429.26  for  maintenance. 
The  money  expended  during  the  fiscal  year  was  for  payment  of 
retained  percentages  on  contract  and  proportion  of  oflBce  expenses. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  was  SJ  feet. 

Three  steamers  and  105  saihng  vessels  and  barges  are  reported  as 
plying  in  the  river,  the  commerce  being  valued  at  $7,740,155.  The 
tonnage  of  the  river  is  reported  to  be  as  follows:  1903,  119,038;  1904, 
120,229;  1905,  121,769;  1906,  119,348;  1907,  121,733,  and  for 
calendar  year  ended  May  1,  1909,  132,842,  consisting  of  lumber,  coal, 
canned  goods,  poultry  and  Uve  stock,  fish  and  oysters,  agricultural 
products,  and  general  merchandise. 

The  improvement  has  made  no  appreciable  difference  in  freight  rates. 

July  1,  1908,  balance  unexpended $302. 99 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 

2, 302. 99 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 302. 99 

July  1,  1909,  balance  unexpended 2,000.00 

(See  Appendix  J  7.) 

8.  Broad  Creek  River j  Delaware. — This  is  a  tributary  of  the  Nanti- 
coke River,  and  in  1881  the  controlling  depth  was  1^  feet,  with  a 
mean  range  of  tide  of  3  feet.  In  1889  a  channel  6  feet  deep  at  mean 
low  water  and  50  feet  wide  had  been  dredged  under  project  dated 
February  4,  1880,  from  Bethel  to  Laurel,  the  head  of  navigation, 
about  l\  miles  from  the  mouth  of  the  river,  at  a  cost  of  $35,000. 
The  existing  project,  adopted  by  the  river  and  harbor  act  of  July  13, 
1892,  is  for  a  channel  70  feet  wide  and  8  feet  deep  at  mean  low  water 
between  Bethel  and  Laurel,  at  an  estimated  cost  of  $15,000.  The 
projected  channel  was  dredged  except  for  a  short  distance  at  the 
upper  end,  where  it  was  reduced  to  60  feet  in  width  to  secure  the 
staoilitj  of  some  wharves.  Contract  was  entered  into  and  dredging 
under  it  finished  in  June  of  1908,  removing  shoals  above  antl  for  a 
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distance  of  about  1,000  feet  below  the  railroad  bridge  at  Laurel. 
The  appropriation  requested  is  intended  to  be  apphed  to  main- 
tenance. 

The  amount  expended  to  June  30,  1909,  is  $16,500,  of  wliich 
$1,500  was  for  maintenance.  The  money  expended  diu*ing  the 
fiscal  year  was  for  pajTnent  of  retained  percentages  on  contract, 
and  proportion  of  ofhce  expenses.  The  project  is  completed  and  the 
additional  work  required  is  for  maintenance. 

The  sum  of  $2,000  was  allotted  from  the  appropriation  for  preser- 
vation and  maintenance  of  river  and  harbor  works,  act  March  3, 
1909,  for  maintenance,  and  the  contract  for  the  work  is  about  to 
be  entered  into. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water,  over  the  shoalest  part  of  the  channel  is  reported  to  be 
7  feet. 

One  steamer  and  34  sailing  vessels,  power  boats,  and  barges  are 
reported  as  plying  in  the  river,  the  commerce  being  valued  at 
$444,512.  The  tonnage  of  the  river  for  the  year  ending  May  1,  1909, 
is  reported  to  be  28,480,  consisting  of  fertilizer,  lumber,  canned 
goods,  flour  and  feed,  shooks  and  crates,  agricultural  products,  and 
general  merchandise. 

The  improvement  is  reported  to  have  made  a  reduction  of  25  per 
cent  in  freight  rates. 

July  1,  1908,  balance  unexpended 11,400.00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 


3,400.00 
June  30,  1909,  amount  expended  dming  fiscal  year,  for  maintenance  of 

improvement 1, 400. 00 

July  1,  1909,  balance  unexpended 2,000.00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2,000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 


}: 


(See  Appendix  J  8.) 

9.  Wicomico  River ,  Marylcind, — The  portion  of  the  river  at  and 
ust  below  Salisbury,  which  is  the  head  of  navigation  and  23  miles 
_'rom  the  mouth,  has  been  under  improvement  by  the  United  States 
since  1872,  under  project  dated  April  15,  1871.  The  average  rise  and 
fall  of  tide  is  3  feet.  At  that  time  the  navigable  channel,  with  a 
minimum  depth  of  8  feet  at  low  water,  extended  to  a  point  within  2 
miles  of  Salisbury.  The  extreme  upper  portion,  as  far  as  the  mill- 
dam  in  the  heart  of  the  town,  was  quite  shoal,  and  has  an  average 
depth  of  only  18  inches  at  low  tide.  Between  1872  and  1885  a 
channel  75  to  nearly  100  feet  wide  and  7  feet  deep  at  low  water  was 
dredged  from  deep  water  below  to  the  drawbridge  in  the  town,  at 
a  cost  to  the  Government  of  about  $50,000. 

The  existing  project,  based  upon  a  survey  of  the  river  made  in  1889 
(printed  in  .Ajmual  Report  of  the  Chief  of  Engineers  for  1890,  pp. 
947-950),  provides  for  a  channel  9  feet  deej)  at  mean  low  water, 
from  that  depth  below  to  the  drawbridge  at  Salisbury,  the  width  to 
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be  from  100  to  150  feet,  at  an  estimated  cost  of  $23,200.  At  the 
time  this  project  was  adopted  there  existed  a  7-foot  low-water  chan- 
nel from  75  to  100  feet  wide  to  Salisbury.  The  project  has  been 
completed  and  the  additional  work  required  is  for  maintenance. 

Contract  for  maintenance  was.  entered  into  and  dredging  under  it 
finished  in  the  spring  of  1908,  restoring  dimensions  of  the  upper  part 
of  the  channel. 

The  amount  expended  to  June  30,  1909,  is  887,516,  of  which 
$50,000  was  on  previous  projects  and  $7,442.24  for  maintenance. 
The  money  expended  during  the  fiscal  year  was  for  payment  of  re- 
tained percentages  on  contract  and  proportion  of  office  expenses. 

The  sum  of  $5,000  was  allotted  from  the  appropriation  for  preser- 
vation and  maintenance  of  river  and  harbor  works,  act  of  March  3, 
1909,  for  maintenance,  and  a  contract  for  the  work  is  about  to  be 
entered  into. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  under  improvement 
was  8  feet. 

Two  steamers  and  82  sailing  vessels  and  barges  are  reported  as 
plying  in  the  river,  the  commerce  being  valued  at  $15,449,526.  The 
tonnage  of  the  river  is  reported  to  be  as  follows:  1903,  197,306;  1904, 
199,279;  1905,202,510;  1906,198,451;  1907,202,416:  1908,222,657, 
consisting  of  lumber,  coal,  canned  goods,  poultry  and  live  stock,  fish 
and  oysters,  agricultural  products,  and  general  merchandise.  The 
improvement  has  made  no  appreciable  difference  in  freight  rates. 

Keference  to  reports  on  examination  and  survey  of  the  river  re- 
quired by  the  river  and  harbor  act  of  March  3,  1905,  will  be  found  on 
page  215  of  the  Report  of  the  Chief  of  Engineers  for  1906. 

It  is  proposed  to  apply  the  appropriation  asked  for  in  restoring  the 
channel  to  project  dimensions  below  Wilhams's  wharf. 

July  1,  1908,  balance  unexpended 1244.58 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 5,000.00 


5, 244. 58 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 244. 58 

July  1,  1909,  balance  unexpended 5,000.00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1911, 
for  maintenance  of  improvement,  exclusive  of  the  balance  unexpended 
Jul>r  1,1909 5,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  9.) 

10.  Orisiield  Harbor j  Maryland. — This  harbor  is  situated  at  Somers 
Cove,  Little  Annemessex  River,  which  at  this  point  is  an  estuary  of 
Tangier  Sound,  on  the  east  side  of  Chesapeake  Bay.  It  is  the  prin- 
cipal port  of  the  collection  district  of  eastern  Maryland.  Crisfield  is 
the  head  of  navigation  of  the  harbor  and  is  1  mile  from  its  mouth. 
The  length  of  the  navigable  portion  of  the  harbor  is  1}  miles.  Origi- 
nally the  harbor  had  a  controlling  depth  of  8^  feet  at  mean  low  water 
for  a  width  of  400  feet,  with  a  mean  rise  and  fall  of  tide  of  2.6  feet, 
but  this  was  not  deemed  adeauate  for  the  commerce  of  the  port..  The 
original  project  adopted  by  tne  river  and  harbor  act  of  March  3, 1875, 
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was  for  a  channel  266  feet  wide  and  12  feet  deep  at  mean  low  water 
from  above  tlie  railroad  wharf  to  a  point  known  as  the  second  angle, 
opposite  Somers  Cove  light,  and  from  that  point  to  deep  water  below 
a  channel  of  the  same  depth  425  feet  wide,  and  in  addition  a  basin 
on  both  the  north  and  south  sides  of  the  railroad  wharf  12  feet  deep, 
at  an  estimated  cost  of  $37,317.50.  The  work  was  completed  May, 
1876. 

The  act  of  March  3,  1905,  authorized  a  survey,  which  was  made  in 
December,  1905,  the  report  thereon  being  printed  in  House  Document 
No.  783,  Fifty-ninth  Congress,  first  session.  The  existing  project, 
adopted  by  the  river  and  harbor  act  of  March  2,  1907,  is  to  restore  the 
channel  formerly  dredged  and  to  restore  and  widen  the  anchorage 
basin,  at  an  estimated  cost  of  $37,706.62,  and  an  annual  cost  for  main- 
tenance of  $800.  The  ^timated  cost  of  the  project  was  increased 
April  17,  1909,  to  $47,762.  The  river  and  harbor  act  of  March  2, 
1907,  made  an  appropriation  of  $37,707.  A  contract  was  entered 
into  and  work  under  it  completed  in  June,  1909.  The  project  is 
about  three-fourths  finished.  To  June  30,  1909,  $35,254.52  has  been 
expended  on  existing  project. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  channel  under  improvement 
was  12  feet.  Funds  asked  for  will  be  applied  to  completing  the 
project. 

Eight  steamers  and  536  sailing  vessels  and  barges  are  reported  as 
plying  in  the  harbor,  the  commerce  being  valued  at  $8,221,918.  The 
tonnage  of  the  harbor  is  reported  to  oe  as  follows:  1906,  30,265; 
1907,  30,738;  1908,  102,982,  consisting  of  lumber,  canned  goods, 
poultry  and  live  stock,  fish  and  oysters,  agricultural  products,  and 
general  merchandise.  Tlie  improvement  has  made  no  appreciable 
difference  in  freight  rates. 

A  report  on  a  survey  of  this  harbor  is  to  be  found  beginning  on 
page  105,  Part  2,  Annual  Report  of  the  Chief  of  Engineers  for  1875. 

July  1,  1908,  balance  un<  xpended $37, 660.  57 

June  30,  1909,  amount  expend<?d  during  fiscal  year,  for  works  of  improve- 
ment      35, 208. 09 


July  1,  1909,  balance  unexpended 2,452.48 

July  1,  1909,  outstanding  liabilities 154.  00 

July  1,  1909,  balance  available 2, 298. 48 


Amount  (estimated)  required  for  completion  of  existing  project 10, 055. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
J ul)r  1 ,  1909 10, 055.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  J  10.) 

11.  Removing  sunken  vessels  or  craft  obstructing  or  endanaering  navi- 
gation.— During  the  past  fiscal  year  the  following  wrecks  were  re- 
moved: Schooner  J.  E.  WatJcins  from  Chesapeake  Bay,  Maryland, 
near  Sevenfoot  Knoll,  at  a  cost  of  $220,  ana  the  schooner  Alethea 
from  Rock  Creek,  Maryland,  at  a  cost  of  $400.  The  total  amount 
expended  was  $620. 
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EXAMINATION   AND   SURVEY   MADE   IN   CX)MPLIANCE    WITH   RIVER   AND 
HARBOR  ACT  APPROVED   MARCH  2,  1907. 

Reports  dated  May  9,  1907,  and  Janua^  7,  1908,  on  preliminary 
examination  and  survey,  respectively,  of  Tuckdhoe  River,  Jilarylam, 
vnth  a  view  to  obtaining  an  increased  depth  from  Wymans  wharf  to 
the  town  of  HiUsboro,  required  by  the  river  and  harbor  act  of  March 
2,  1907,  were  duly  submitted  by  the  district  officer.  They  were  re- 
viewed by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursu- 
ant to  law,  and  were  transmitted  to  Congress  and  printed  in  House 
Document  No.  1160,  Sixtieth  Congress,  second  session.  A  plan  for 
improvement  at  an  estimated  cost  of  approximately  $15,600  is  pre- 
sented. 

f 
IMPROVEMENT  OF    RIVERS   AND   HARBORS    IN    THE  WASHINGTON, 
DISTRICT  OF  COLUMBIA.   DISTRICT. 

This  district  was  in  the  temporary  charge  of  Capt.  E.  J.  Dent, 
Corps  of  Engineers,  to  July  18,  1908;  in  the  charge  of  Maj.  Spencer 
Cosby,  Corps  of  Engineers,  from  July  18  to  December  22,  1908,  hav- 
ing under  nis  immediate  orders  Capt.  E.  J.  Dent  and  First  Lieut. 
W.  T.  Hannum,  Corps  of  Engineers;  in  the  charge  of  Maj.  J.  J.  Mor- 
row, Corps  of  Engineers,  since  the  latter  date,  having  under  his  imme- 
diate orders  Lieutenant  Hannum.  Division  engineer.  Col.  D.  W. 
Lockwood,  Corps  of  Engineers. 

1.  Potomac  ttiver  at  Washington,  D,  0, — Before  improvement  the 
Virginia  channel  was  obstructed  by  two  bars.  The  upper  bar  ex- 
tended upstream  from  I^ong  Bridge  to  about  one-halt  mile  below 
Easby  Pomt,  and  the  ruling  depth  on  this  bar  was  8  feet.  The  lower 
bar  was  near  Giesboro  Point  and  had  a  ruling  depth  of  14  feet.  The 
ruling  depth  in  the  Washington  channel  was  10  feet.  Georgetown 
Harbor  was  obstructed  bv  several  dangerous  rocks.  The  flats,  which 
extended  to  the  edge  of  the  Virginia  channel,  were  largely  bare  at  low 
water  and  were  an  active  agent  in  spreading  malarial  and  other  dis- 
eases. In  1849,  $1,500  was  appropriated  for  a  survey  of  the  river.  Of 
this  sum  $1,208.61  was  expended  and  the  balance  oif  $291.39  covered 
into  the  surplus  fund  of  the  Treasury. 

Between  June  11, 1870,  and  March  3, 1881,  the  sum  of  $290,000  was 
appropriated  by  Congress  for  the  improvement  of  the  harbors  of 
Washington  ami  Georgetown.  The  project  under  which  this  last- 
mentioned  sum  was  expended  is  not  definitely  stated,  although  it  is 
understood  that  it  provided  for  dredging  channels  16  feet  deep  and 
200  feet  wide  through  the  Georgetown  and  Washington  channels,  and 
for  the  removal  of  the  most  dangerous  rocks  obstructing  navigation  in 
the  harbor  of  Georgetown  to  a  depth  of  20  feet. 

The  existing  project  for  the  improvement  was  adopted  August  2, 
1882,  and  has  for  its  object  the  improvement  of  the  navigation  of  the 
river  by  widening  and  deepening  its  channels,  the  reclamation  of  the 
flats  by  depositing  on  them  the  material  dredged  from  the  channels, 
the  freeing  of  the  W^ashington  channel  of  sewage,  and  the  establish- 
ment of  harbor  lines.  To  efl'ect  these,  the  project  provided  *'that  the 
channel  depths    ♦    ♦    *    should  be  suflTicient  to  accommodate  the 
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largest  draft  vessels  that  can  be  brought  up  to  Arsenal  Point''  (the 
projected  depth  was  not  stated  in  feet,  but  bv  the  above-imposed  con- 
dition was  at  that  time  limited  to  20  feet  at  low  tide,  whereas  the  rul- 
ing depth  in  the  Potomac  River  below  Washington  has  now  been 
increased  by  dredging  to  24  feet  at  low  tide),  that  the  flats  be  re- 
claimed to  a  height  of  3  feet  above  the  flood  plane  of  1877  (which, 
although  the  highest  recorded  freshet  at  that  time,  was  exceeded  by 
about  3  feet  by  the  flood  of  1889),  and  for  a  tidal  reservoir  to  be  pro- 
vided with  automatic  inlet  and  outlet  gates.  A  training  dike  on  the 
Virginia  shore  extending  downstream  from  Analostan  Island  was 
added  to  the  project  in  1890.  The  project  also  provided  for  the  re- 
building of  Long  Bridge  and  for  the  interception  of  all  sewage  dis- 
charged into  the  Washington  channel,  but  neither  of  these  works 
was  included  in  the  estimated  cost  of  the  improvement,  which  was 
$2,716,365.     The  estimate  as  revised  in  1897  is  $2,953,020. 

The  amount  expended  on  the  work  of  the  existing  project  to  June 
30,  1909,  was  $2,758,564.56,  of  which  $475,356.81  has  been  appUed 
to  maintenance  since  March  3,  1899.  The  following  sums  have  oeen 
obtained  from  other  sources  than  appropriations:  Received  from 
sale  of  blueprints,  50  cents;  of  condemned  property,  $212.83;  total, 
$213.33. 

The  expenditure  resulted  in  the  dredging  of  a  channel  20  feet  deep 
and  550  feet  wide  through  the  bar  above  lx)ng  Bridge,  in  increasing 
the  width  of  the  natural  channel  just  below  Long  Bridge  by  50  to 
500  feet,  and  in  deepening  it  to  20  feet;  in  dredging  a  channel  350 
feet  wide  and  20  feet  deep  through  the  bar  in  the  Virginia  channel 
near  Giesboro  Point ;  in  dredging  the  Washington  channel  to  a  width 
of  400  feet  and  a  depth  of  20  feet;  in  dredging  between  this  naviga- 
tion channel  and  the  wall  of  the  adjacent  reclaimed  area  to  a  depth 
of  12  feet;  in  dredging  at  the  junction  of  the  Washington  and  Vir- 
ginia channels;  in  dredging  the  tidal  reservoir  (111  acres)  to  a  depth 
of  atoTit  8  feet,  and  restonng  this  depth  to  its  area;  in  several  times 
redrcdging  cuts  20  feet  deep  througn  bars  which  had  re-formed  by 
freshet  action  in  the  Virginia  and  Washington  channels;  in  the 
completion  of  and  repairs  to  the  reservoir  outlet;  in  the  construction 
of  aoout  98  per  cent  of  the  combined  inlet  gates  and  bridge  for  the 
tidal  reservoir;  in  the  construction  of  35,289  Unear  feet  of  sea  wall, 
of  which  8.876  Unear  feet  has  been  taken  down  and  relaid ;  and  in  the 
building  or  5,965  linear  feet  of  training  dike,  containing  about  21,218 
cubic  yards  of  stone. 

The  area  of  land  reclaimed  by  these  operations  is  628  acres  (or, 
including  reservoir,  739  acres),  which,  by  act  of  March  3,  1897,  was 
declared  to  be  a  public  park,  under  the  name  of  *^ Potomac  Park.'* 

The  amount  of  matenal  dredged,  deposited  on  the  park,  and  paid 
for  under  the  various  contracts  is  about  13,893,756  cubic  yards.  It 
is  estimated  that  in  addition  about  3,000,000  cubic  yards  of  material 
have  been  dredged  imder  contract  and  deposited  on  the  park,  but 
not  paid  for,  owmg  to  its  having  been  excavated  outside  the  specified 
limits. 

In  additon  to  the  foregoing,  a  large  amount,  estimated  at  915,000 
cubic  yards,  of  clean  desirable  eartn  has  been  deposited  upon  the 
park  by  private  parties  working  imder  permits. 
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The  entire  project  is  now  about  90  per  cent  completed. 

The  work  of  maintenance  dm*ing  the  year  consisted  in  finishing 
the  dredging  in  the  Virginia  channel  and  tidal  reservoir,  in  making 
additions  and  repairs  to  sea  wall,  in  care  of  property,  and  in  repairs  to 
plant,  etc.,  and  in  general  maintenance  of  the  improvement. 

The  work  on  the  project  during  the  year  consisted  in  continu- 
ing the  building  of  the  combined  inlet  gates  and  bridge  for  the 
reservoir. 

The  project  for  the  improvement  of  the  Potomac  River  at  Washing- 
ton provides  for  a  flushing  basin,  with  automatic  gates  at  the  inlet  and 
outlet,  so  arranged  that  at  each  oscillation  of  the  tide  the  basin  or 
tidal  reservoir  will  be  filled  during  flood  tide  from  the  Virginia  chan- 
nel and  emptied  to  the  level  of  low  water  during  the  ebb  tide  into  the 
Washington  channel. 

In  order  to  provide  for  a  highway  connecting  the  park  drives 
on  each  side  of  the  inlet  to  the  tidal  reservoir,  an  appropriation  of 
$25,000  was  made  by  act  of  Congress  approved  May  27,  1908  (sundry 
civil  appropriation  act),  to  defray  the  additional  expense  involved 
in  widening  the  proposed  inlet  gates  and  constructing  a  road  across 
them. 

The  plans  provide  for  a  structure  with  automatic  gates  to  close 
during  the  ebb  and  open  during  the  flood  tide,  with  curtain  gates 
to  be  closed  when  the  Potomac  River  is  heavily  charged  with  sedi- 
ment, with  a  lock  for  the  passage  of  small  water  craft,  and  with  a  park 
highway  over  the  top.  The  structure  will  rest  upon  a  pile  founda- 
tion and  will  be  of  concrete  or  reenforced  concrete  throughout. 
A  consulting  architect  has  been  employed  to  design  the  ornamental 
features,  and  a  consulting  mechanical  engineer  to  assist  in  the  design 
of  the  gates  and  operating  machinery. 

During  the  fiscal  year  1908  preUmmary  surveys  and  current  obser- 
vations were  made,  general  plans  were  prepared  and  approved  by  the 
Chief  of  Engineers,  nearly  all  of  the  necessary  construction  plant 
was  repaired  and  erected,  the  entire  foundation  was  dredged,  and 
about  one-third  of  the  bearing  piles  were  driven. 

During  the  present  fiscal  year  the  remaining  foundation  piles  were 
driven,  the  foundation  surrounded  by  a  wooden  sheet-pile  cofferdam, 
and  concrete  piers  and  superstructure  carried  up  to  its  present  con- 
dition. Excluding  the  installation  of  the  automatic  curtain  and  lock 
gates,  the  bridge  is  estimated  to  be  98  per  cent  completed. 

The  furnishing  and  emplacing  of  piles  was  done  under  a  formal 
.contract,  and  a  contract  is  in  force  for  the  furnishing  and  installation 
of  lock  and  curtain  gates. 

All  other  construction  has  been  done  by  day  labor  under  the  direc- 
tion of  this  oflice,  materials  being  purchased  in  accordance  with 
regulations. 

in  addition  to  $25,000  appropriated  by  the  sundry  civil  act,  ap- 
proved May  27,  1908,  there  nas  been  expended  from  the  appropria- 
tion for  improving  Potomac  River,  approved  March  2,  1907,  for  the 
construction  of  the  combined  bridge  and  inlet  gates  $81,382.77,  which 
includes  the  cost  of  the  relocation  and  construction  of  380  feet  of  sea 
wall.  Two  hundred  and  ninety  additional  feet  of  sea  wall  formerly 
laid  up  dry  were  reconstructed  and  laid  up  in  mortar. 

The  maximum  draft  that  could  be  earned  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  Washington  channel  was  21 
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feet.  For  the  Virginia  channel  it  was  18  feet.  The  mean  range  of 
tide  is  about  3  feet. 

The  Potomac  River  is  navigable  to  the  foot  of  Little  Falls,  3  J  miles 
above  Georgetown,  but  the  Aqueduct  Bridge,  which  crosses  the  river 
at  Georgetown,  113  miles  above  the  mouth  of  the  river,  has  no  draw 
and  limits  the  navigation  of  large  steamers  and  masted  vessels. 

The  principal  articles  of  commerce  are  sand  and  gravel,  coal,  lum- 
ber, ice,  cord  wood,  stone,  oils,  oysters,  bricks,  coke,  and  general 
merchandise.  The  receipts  and  shipments  during  1908  amounted  to 
about  760,737  tons  and  were  estimated  to  be  wortn  about  $7,843,130. 

The  benefits  to  navigation  from  the  improvement  made  have  been 
marked.  Vessels  of  much  deeper  draft  than  those  formerly  used  are 
now  engaged  in  this  trade,  and  it  is  understood  that  freight  rates  have 
been  materially  reduced. 

It  is  proposed  to  apply  the  funds  on  hand  and  the  additional  ap- 
propriation recommended  toward  completion  of  the  tidal  gates, 
reconstruction  of  about  10,000  linear  feet  of  damaged  sea  wall, 
dredging  in  the  Washington  channel,  and  prosecution  of  the  project. 

The  additional  work  proposed  is  for  the  purpose  of  extension  of 
benefits  and  for  the  maintenance  of  the  improvement  in  a  serviceable 
condition. 

Maps  of  the  locality  may  be  found  in  each  Annual  Report  of  the 
Chief  of  Engineers  since  1877,  with  the  exception  of  those  for  1879, 
1882,  1893,  1905,  1906,  1907,  and  1908. 

Reference  to  the  report  on  the  examination  and  surv^ey  of  Potomac 
River  at  Washin^on,  D.  C,  will  be  found  on  page  194  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1904. 

nCPBOYINO  POTOMAC  BIYEB. 

July  1, 1908,  balance  unexpended $192, 970.  99 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 25,000.00 

Received  from  sale  of  condemned  property 123.  80 

218,094.79 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $67, 589.  65 

For  maintenance  of  improvement 91, 850.  37 

159,446.02 


July  1, 1909,  balance  unexpended 58,648.77 

July  1,  1909,  outstanding  liabilities 5,353.38 

July  1,  1909,  balance  available 53, 295.  39 

July  1, 1909,  amount  covered  by  uncompleted  contracts 13, 924.  27 

Amount  (estimated)  required  for  completion  of  existing  project 611, 376.  81 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1,  1909 180,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

TIDAL  GATES,  POTOMAC  PARK. 

July  1,  1908,  balance  unexpended $25,000.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      25,000.00 

(See  Appendix  K  1.) 
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Z.  Potomac  River  below  Washirwion,  D.  C, — ^The  Potomac  River 
below  Washington,  D.  C,  is  generally  a  wide  and  deep  body  of  water, 
having  the  characteristics  of  a  tidal  estuary  rather  than  of  a  fluvial 
stream. 

Prior  to  improvement  24-foot  navigation  was  obstructed  by  seven 
shoals,  over  which  the  depth  ranged  from  19^  to  23  feet  at  low  tide. 
Several  of  these  shoals  were  long  and  formed  serious  obstructions  to 
navigation  by  deep-draft  vessels. 

The  present,  which  is  also  the  original,  project  for  this  improve- 
ment was  adopted  March  3,  1899.  It  provides  for  the  improvement 
of  the  waterway  by  dredging  channels  24  feet  deep  and  200  feet  wide 
through  all  obstructions  to  24-foot  navigation  below  Washington, 
D.  C,  at  an  estimated  cost  of  $176,000. 

The  amount  expended  to  June  30,  1909,  was  $185,000,  of  which 
about  $31,164  was  applied  to  maintenance. 

As  a  result  of  this  expenditure,  channels  24  feet  deep  and  at  least 
200  feet  wide  have  been  dredged  through  all  the  shoals,  and  1,484,362 
cubic  yards  of  material  has  been  excavated. 

No  work  was  done  during  the  fiscal  year  ended  June  30,  1909. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water  over  the  shoalest  part  of  the  locaUty  under  improve- 
ment was  24  feet.  The  mean  range  of  tide  varies  from  about  1.6 
feet  at  the  lower  shoals  to  about  2.8  feet  at  the  upper.  Georgetown, 
113  miles  above  the  mouth  of  Potomac  River,  is  the  head  of  navi- 
gation for  large  vessels. 

The  principal  articles  of  commerce  are  sand  and  gravel,  coal,  lum- 
ber, ice,  oils,  naval  ordnance  and  supplies,  cord  wood,  brick  clay, 
stone,  fertiUzer,  oysters,  bricks,  phosphate  rock,  coke,  paving  bloclcs, 
railroad  ties,  asphalt,  potash  salt,  and  general  mercnandise.  The 
receipts  and  shipments  during  1908  amounted  to  about  1,442,900 
tons,  and  were  estimated  to  be  worth  about  $21,093,800. 

As  far  as  known  the  work  done  has  had  no  material  eflfect  upon 
freight  rates. 

Tne  work  provided  for  under  the  present  project  has  been  com- 
pleted, and  no  further  appropriation  is  required  therefor. 

Maps  of  the  locaUty  may  be  found  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1890,  1900,  1902,  and  1903. 

For  reference  to  the  reports  of  the  examinations  and  surveys  of 
Potomac  River  below  Washington,  D.C.,  see  page  197  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1904,  ana  House  Document  No. 
859,  Sixtieth  Congress,  first  session. 

July  1, 1908,  balance  unexpended $1, 000. 00 

July  1, 1909,  balance  unexpended 1, 000. 00 

(See  Appendix  K  2.) 

5.  Anacostia  River,  District  of  Columbia, — Before  improvement 
the  ruling  depth  from  the  mouth  to  the  Navy- Yard  Bridge  was  about 
18  feet,  tne  channel  affording  this  depth  being  narrow  and  tortuous. 

An  allotment  of  $20,000  for  work  in  the  Anacostia  was  made  from 
the  appropriation  of  September  19,  1890,  for  improving  Potomac 
River  at  Washington.  tJnder  this  allotment  channels  20  feet  deep 
and  about  200  feet  wide  were  dredged  through  shoals  near  the  foot  of 
South   Capitol   street    and   opposite   Washington   Barracks.    This 
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dredging  was  completed  in  May,  1892,  at  a  cost  of  $18,536.94,  and 
the  balance,  $1,463.06,  was  applied  to  the  present  project. 
The  present  project  for  this  stream  was  adopted  June  13,  1902,  and 

Erovides  for  the  improvement  of  the  portion  of  Anacostia  River 
elow  the  Navy- Yard  Bridge  by  dredging  a  channel  20  feet  deep  for 
a  width  of  400  feet,  the  depth  then  gradually  decreasing  to  6  feet  at 
the  bulkhead  lines,  and  by  depositing  the  dredged  material  on  the 
adjacent  flats  to  an  average  elevation  of  7  feet  above  low  tide,  the 
reclaimed  area  to  be  surrounded  by  an  earthen  embankment  to  a 
height  of  14  feet  above  low  tide,  protected  by  a  masonry  sea  wall, 
ana  provided  with  suitable  drainage  through  the  embankment,  all 
at  an  estimated  cost  of  $1,218,525. 

The  amount  expended  on  tne  existing  project  to  June  30,  1909, 
was  $267,288.15,  of  which  $6,481.10  was  appUed  to  maintenance. 
As  a  result  of  this  expenditure,  a  channel  20  feet  deep  at  mean  low 
water  and  at  leaat  380  feet  wide  has  been  secured  for  a  distance  of 
9,300  feet  upstream  from  the  mouth  of  the  Anacostia,  i.  e.,  up  to 
upper  limits  of  the  navy-yard.  The  quantity  excavated  to  date 
amounts  to  1,894,320  cubic  yards,  in  admtion  to  which  214,803  cubic 
yards  has  been  dredged  by  other  departments  of  the  Government 
and  by  private  parties  under  permits  from,  but  without  cost  to,  this 
oflice. 

A  riprap  wall  has  been  built  to  a  height  of  4  feet  above  mean  low 
water  for  a  distance  of  4,900  feet  along  the  left  bulkhead  Une,  and 
2,900  Uncar  feet  pf  it  has  been  raised  to  5  feet.  This  wall  contains 
27,367.1  cubic  yards  of  stone,  4,023.1  cubic  yards  of  which  was 
placed  during  the  fiscal  year  1909.  It  will  temporarily  serve  to 
retain  dredged  material  and  will  ultimately  form  tne  foundation  for 
the  projected  masonry  sea  wall. 

Seven  hundred  and  ninety-one  piles  of  the  old  dismantled  wharf 
opposite  the  navy-yard  have  been  removed. 

Incidental  to  tne  improvement  of  the  channel  about  150  acres  of 
flats  have  been  filled  by  the  deposit  of  excavated  material  to  an 
average  height  of  5  feet  above  low  tide.  Harbor  Hnes  have  been 
established  from  the  mouth  of  the  river  up  to  Pennsylvania  Avenue 
Bridge. 

The  work  of  improvement  for  the  fiscal  year  1909  consisted  in 
channel  dredging  and  work  incidental  thereto,  and  amounted  to 
$80,302.37.  The  work  of  maintenance  for  the  fiscal  year  consisted 
in  raising  the  riprap  mounds  which  had  settled,  and  work  incidental 
thereto,  and  amounted  to  $6,481.10. 

The  entire  project  is  now  about  25  per  cent  completed. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  over 
the  shoalest  part  of  the  locality  under  improvement  was  20  feet. 
The  mean  range  of  tide  is  about  3  feet. 

Anacostia  Kiver  is  navigable  for  large  vessels  to  the  Navy-Yard 
Bridge,  for  tugs  and  small  vessels  to  Pennsylvania  Avenue  Bridge, 
and  for  small  scows  and  lighters  to  Bladensburg,  Md.,  respectively, 
2,  2f ,  and  8}  miles  above  its  mouth. 

The  principal  articles  of  commerce  are  sand  and  gravel,  naval 
ordnance  ana  supplies,  brick  clay,  stone,  .coal,  oils,  paving  blocks, 
and  cord  wood.  The  receipts  and  shipments  during  1908  amounted 
to  about  283,272  tons,  and  were  estimated  to  be  worth  about 
$4,187,866. 

Digitized  by  VjOOQ IC 


254  REPOKT  OP  THE  CHIEF  OF  ENGINEERS,   U.   S.   ARMY. 

The  improvement  already  made  has  been  of  benefit  to  navigation 
and  has  resulted  in  the  diversion  of  considerable  traffic  from  the 
Washington  channel,  where  conditions  were  rapidly  becoming  con- 
gested. It  is  not  known  that  any  reduction  in  freight  rates  has  resulted 
From  the  work  done. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
toward  dredging,  reclaiming  the  flats,  and  completion  of  the  project. 

The  additional  work  proposed  is  for  the  extension  of  benefits. 

Maps  of  the  locality  will  be  found  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1903,  1904,  1905,  1906,  and  1909. 

Reference  to  reports  upon  examinations  and  surveys  of  this  river 
will  be  found  on  page  198  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1904. 

A  report  relative  to  the  title  to  Anacostia  flats  is  printed  in  House 
Document  No.  194,  Fifty-ninth  Congress,  first  session. 

July  1,  1908,  balance  unexpended $97,958.38 

Amount  alloted  from  appropriation  by  river  and  harbor  act  approved 

•  March  3, 1909 10,000.00 

107, 958. 38 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $80, 302.  37 

For  maintenance  of  improvement : 6, 481. 10 

86,783.47 


July  1,  1909,  balance  unexpended 21, 174. 91 

July  1,  1909,  outstanding  liabilities 3, 936. 08 

July  1,  1909,  balance  available 17, 238. 83 

July  1,  1909,  amount  covered  by  uncompleted  contracts 3, 861. 34 

Amount  (estimated)  required  for  completion  of  existing  project 936, 543. 04 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 230, 000. 00 

Submitted  in  cpmpliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  3.) 

4.  Breton  Bay,  Maryland. — Breton  Bay,  a  tidal  estuary  of  the 
Potomac  River,  is  about  6^  miles  long  and  well  landlocked.  Fifteen 
feet  of  water  can  be  carried  up  the  bay  for  a  distance  of  4  miles.  At 
the  time  of  the  adoption  of  the  project  for  its  improvement,  10-foot 
navigation  in  Breton  Bay  was  obstructed  by  a  shoal  commencing  5 
miles  above  the  mouth  and  extending  to  Leonardtown,  at  the  head  of 
the  bay.  The  least  channel  depth  over  this  shoal  was  5  feet  at  low 
tide. 

The  original  project  for  improvement,  adopted  in  1878  and  modi- 
fied in  1886  and  1890,  provided  for  dredging  a  channel  150  feet 
wide  and  9  feet  deep  from  the  9-foot  contour  m  Breton  Bay  to  the 
Leonardtown  wharf,  with  a  turning  basin  for  steamboats  at  the 
wharf  400  feet  wide  and  600  feet  long,  at  an  estimated  cost  of  $30,000. 

From  June  18,  1878,  to  September  19,  1890,  nine  appropriations, 
aggregating  $37,500,  were  made.  This  sum  was  applied  to  dredging 
214,229  cubic  yards  of  material.  The  work  called  for  by  the  originjJ 
project  was  completed  in  1891. 
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The  present  project  for  this  unprovement  was  adopted  June  13, 

1902,  and  contemplates  the  dredging  of  a  channel  and  turning  basin 
10  feet  deep,  the  channel  to  have  a  minimum  width  of  200  feet  and 
the  turning  basin  to  be  400  feet  wide  and  600  feet  long.  The  esti- 
mated cost  of  theproject  is  $36/480. 

The  Board  of  Engineers  for  Kivers  and  Harbors  considered  this 
project  and  recommended,  in  report  dated  September  22,  1903,  that 
$6,000  be  expended  at  the  earhest  practicable  date  in  providing  a 
channel  10  feet  deep  and  wide  enough  to  accommodate  the  boats  now 
trading  in  this  stream,  including  a  turning  basin  of  ample  dimensions 
at  Leonardtown  wharf,  $4,000  to  be  applied  to  new  work  and  $2,000 
to  maintenance. 

It  was  the  opinion  of  the  Board  that  the  expenditure  of  $4,000 
every  four  years  thereafter  would  be  enough  to  maintain  a  suflScient 
turning  basin  and  a  channel  at  least  100  reet  wide  and  wider  at  the 
turn,  all  of  a  10-foot  depth. 

The  amount  expended  under  the  present  project  to  June  30,  1909, 
was  $12,220.63,  of  which  about  $1,797.08  was  appUed  to  main- 
tenance. As  a  result  of  this  expenditure,  there  has  been  dredged  a 
channel  from  Leonardtown  wharf  to  deep  water  in  Breton  Bay  150 
feet  wide,  10  feet  deep,  and  6,100  feet  long,  with  a  turning  basin  at 
its  head  of  the  same  depth,  275  feet  wide,  and  about  500  feet  long. 
The  vridth  of  the  channel  is  increased  to  about  220  feet  at  the  turn  at 
Buzzard  Point.  The  project  as  recommended  by  the  Board  of 
Engineers  for  Rivers  and  Harbors  is  completed  except  for  main- 
tenance. 

The  total  amount  of  material  dredged  from  the  channel  under  the 
present  project  is  about  57,000  cubic  yards.  The  work  of  main- 
tenance done  during  the  fiscal  year  endmg  June  30,  1909,  consisted 
of  surveys,  advertisement,  ana  other  incidental  expenses  to  the 
dredging  contemplated  for  the  next  &cal  year,  amounting  to  $297.08. 
The  work  of  improvement  consisted  of  closing  up  the  account  for 
dredging  done  during  the  &cal  year  1907,  amounting  to  $485.65. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  water,  over  the  shoalest  part  of  the  locality  under  im- 

Erovement  was  10  feet.  The  mean  range  of  tides  is  about  1.7  feet, 
leonardtown,  6  miles  above  the  mouth  of  the  bay,  is  the  head  of 
navigation. 

The  principal  articles  of  commerce  are  oysters,  railroad  ties,  cord 
wood,  lumber,  grain,  tobacco,  farm  produce,  coal,  bricks,  fertilizer, 
and  general  merchandise.  The  receipts  and  shipments  during  1908 
amounted  to  about  9,592  tons  and  were  estimated  to  be  worth  about 
$272,533.     The  number  of  passengers  carried  is  about  2,000  a  year. 

The  improvement  has  been  of  great  benefit  to  shippers  in  this 
vicinity,  but  as  far  as  known  there  has  been  no  material  reduction  in 
freight  rates. 

No  further  appropriation  is  at  present  required. 

Maps  of  the  locality  may  be  found  in  the  Annual  Reports  of  the 
Chief  of  Engmeers  for  1887  and  1889. 

For  reference  to  reports  on  examinations  and  surveys  of  this  local- 
ity, see  page  199  of  the  Annual  Report  of  the  Chief  of  Engineers  for 
1904.  For  report  of  Board  of  Engineers  for  Rivers  and  Harbors 
referred  to  above,  see  Annual  Report  of  the  Chief  of  Engineers  for 

1903,  page  1045. 
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July  1,  1908,  balance  unexpended $562. 10 

Amount  appropriated  by  river  and  harbor  act  approved  March  3,  1909 4, 000. 00 

4, 562. 10 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $485. 65 

For  maintenance  of  improvement 297. 08 

782. 73 

July  1,  1909,  balance  unexpended 3,779.37 

(See  Appendix  K  4.) 

B,  York,  Mattaponif  and  Pamunkey  rivers^  and  Occoquan  and 
Carters  creeks^  Virginia, — (a)  York  River, — Prior  to  improvement 
24  feet  could  be  carried  up  York  River  for  a  distance  of  32  miles,  to 
Potopotank  bar,  over  which  the  ruUng  depth  was  ISJ  feet.  West 
Point  bar,  the  only  other  obstruction  to  navigation,  had  a  least  depth 
of  15i  feet. 

The  project  for  this  improvement,  adopted  June  14,  1880,  and 
revised  in  1884  and  1887,  provides  for  dredging  channels  22  feet 
deep  at  mean  low  water  and  400  feet  wide  througix  the  bars,  and  for 
the  construction  of  a  dike  along  the  right  bank  at  West  Point  bar 
to  maintain  the  channel,  at  a  total  estimated  cost  of  $308,800. 

The  amount  expended  to  June  30,  1909,  was  $258,685.04,  of  which 
$30,761.81  was  applied  to  maintenance  subsequent  to  Marcn  3,  1899. 
This  expenditure  has  resulted  in  a  dredged  channel  105  feet  wide  and 
22  feet  deep  at  Potopotank,  and  another  22  feet  deep  and  160  to  260 
feet  wide  at  West  Point  bar.  A  training  dike  10,142  feet  long  has 
been  constructed  at  West  Point  bar,  of  which  4,818  Unear  feet  has 
been  rebuilt  and  3,474  linear  feet  has  been  repaired.  The  total 
amount  of  material  dredged  from  the  channels  is  about  1,160,100 
cubic  yards. 

The  entire  project  is  now  about  60  per  cent  completed. 

The  work  of  maintenance  during  the  fiscal  year  consisted  in  re- 
building the  dike,  repairs  to  plant,  and  miscellaneous  incidental  work. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  tide  over  the  shoalest  part  of  the  locality  under  improve- 
ment was  about  19  feet.  The  mean  range  of  tides  is  about  3  feet. 
York  River  is  navigable,  throughout  its  entire  length  of  41  miles,  to 
West  Point  at  its  head. 

The  principal  articles  of  commerce  are  lumber,  oysters,  cord  wood, 
tobacco,  railroad  ties,  farm  produce,  ship  timber,  piles,  and  general 
merchandise.  The  receipts  and  shipments  during  1908  amounted 
to  about  178,445  tons,  and  were  estimated  to  be  worth  about  $7,222,846. 

The  work  done  has  been  of  much  importance  to  commerce,  and  it 
is  understood  that  freight  rates  have  been  somewhat  reduced. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  the  repair  of  the  dike  and  to  redredging  the  channels. 

The  additional  work  proposed  is  for  maintenance  of  work  already 
done. 

Maps  of  the  locality  may  be  found  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1886,  1887,  and  1894. 

For  reference  to  report  on  examination  and  survey  of  York  River 
see  page  201  of  the  Annual  Report  of  the  Chief  of  Engineers  for  1904. 
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July  1,  1908,  balance  unexpended $6, 806. 59 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 23,000.00 

29,806.59 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 8, 619.  77 


July  1,  1909,  balance  unexpended 21, 186. 82 

July  1,  1909,  outstanding  liabilities 1, 894. 28 

July  1, 1909,  balance  available 19, 292. 54 

July  1,  1909,  amoimt  covered  by  uncompleted  contracts 7, 138. 69 

Amount  (estimated)  required  for  completion  of  existing  project 59, 689. 95 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  bailee  unex- 
pended July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundnr  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(J)  Mattavoni  River. — The  Mattaponi  River  is  navigable  for  small 
steamers  and  vessels  from  its  mouth  to  Avlett,  about  39  miles  above, 
and  navigable  for  small  lighters  and  rafts  from  Aylett  to  Monday 
bridge,  16  nules  farther.  At  the  time  of  the  adoption  of  the  project 
the  obstructions  to  S^foot  navigation  below  Aylett  consisted  of  7 
bars,  upon  which  the  ruling  depths  at  low  tide  varied  from  2.4  to  3.8 
feet.  Above  Aylett  there  were  numerous  bars,  but  no  work  upon 
them  has  been  proposed.  The  river  was  also  obstructed  by  snags, 
wrecks,  and  overhanging  trees. 

The  original  project  for  improvement,  adopted  June  14,  1880,  pro- 
vided for  the  removal  of  snags,  wrecks,  and  leaning  trees  oelow  Mon- 
day bridge,  and  the  improvement  of  the  bars  below  Aylett,  so  as  to 
give  a  depth  of  5^  feet  at  low  tide  and  a  channel  width  of  40  feet,  at 
an  estimated  cost  of  $34,059.  This  project  was  extended  by  the  terms 
of  the  river  and  harbor  act  of  July  13,  1892,  which  provided  for  the 
removal  of  snags  as  far  up  as  Guineas  bridge,  near  Milford  station, 
on  the  Richmond,  Fredericksburg  and  Potomac  Railroad.  The  esti- 
mated cost  of  this,  which  is  the  present  project,  is  $72,100. 

The  amount  expended  to  June  30,  1909,  was  $51,790.84,  of  which 
$18,022.34  has  been  appHed  to  maintenance  since  March  3,  1899. 
This  expenditure  resulted  in  the  removal  of  snags,  logs,  and  over- 
hanging trees  from  the  river  between  the  mouth  and  Monday  bridge, 
and  in  Keeping  the  river  below  Aylett  free  from  such  obstructions; 
in  constructing  2,297  linear  feet  of  dike  at  Robinson  bar^  and  in 
dredgingchannels  of  the  full  projected  dimensions  through  Lme  Tree, 
Latanfi,  Kobinson,  Presque  Isle,  Sales,  Walker,  and  Jones  bars.  The 
total  amount  of  material  dredged  from  the  channels  is  about  69,613 
cubic  yards.    The  entire  project  is  now  about  35  per  cent  completed. 

The  work  of  maintenance  during  the  fiscal  year  consisted  of  dredg- 
ing, of  sna^nng  the  river,  and  of  engineering  and  miscellaneous 
incidental  office  expenses. 

The  maximum  draft  that  could  be  carried  at  mean  low  water  over 
the  shoalest  part  of  the  channel  June  30,  1909,  was  3  feet  at  Walker 
bar.    The  mean  range  of  tide  is  about  3.5  feet. 

o  See  consolidated  money  statement  on  page  262. 
9001— BNO  1909 17 
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The  principal  articles  of  commerce  are  lumber,  cord  wood,  farm 
produce,  railroad  ties,  ship  timber,  piles,  and  general  merchandise. 
The  receipts  and  shipments  during  1908  amounted  to  about  95,069 
tons,  and  were  estimated  to  be  worth  about  $1,329,548. 

The  work  done  has  been  of  considerable  benefit  to  commerce,  and 
it  is  understood  that  not  only  have  shipments  been  faciUtated,  but 
that  freight  rates  have  been  somewhat  reduced. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  dredging,  dike  construction,  and  to  snagging. 

The  additional  work  proposed  is  partly  necessary  to  make  the  im- 
provement available,  partly  for  the  extension  of  benefits  and  partly 
ror  the  preservation  oi  work  already  done. 

Maps  of  the  locaUty  may  be  found  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1887,  1888,  and  1890. 

For  reference  to  reports  on  examinations  and  surveys  of  this  local- 
ity, see  page  212  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1904. 

July  1, 1908,  balance  unexpended $10, 588. 16 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 7,500.00 

Amount  received  by  transfer  and  allotment 09^  181. 31 

27, 269. 47 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $4, 009. 58 

For  maintenance  of  improvement 15, 769. 42 

19,779.00 

July  1, 1909,  balance  unexpended 7, 490. 47 

July  1,  1909,  outstanding  Labilities 350. 08 

July  1,  1909,  balance  available 7, 140. 39 

Amount  (estimated)  required  for  completion  of  existing  project 30, 841. 03 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (b) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
'  June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Pamunkey  Ewer. — ^At  the  time  of  the  adoption  of  the  project 
for  the  improvement  of  Pamunkey  River,  a  drart  of  7  feet  could  be 
carried  at  low  tide  to  Buckland  bar,  38^  miles  above  its  mouth. 
Between  this  bar  and  Bassett  Ferry,  a  distance  of  8^  miles,  there 
were  four  bars,  the  ruling  depths  on  which  varied  from  2^  to  5^  feet. 
Besides  these  bars  the  nver  was  obstructed  by  wrecks,  logs,  snags, 
and  overhanging  trees. 

The  original,  which  is  also  the  existing,  project  for  the  improve- 
ment of  this  river  was  adopted  June  14,  1880,  and  amended  in  1885 
and  1908.  It  contemplates  securing  a  channel  7  feet  deep  and  100 
feet  wide  between  Bassett  Ferry  and  the  mouth  of  the  river,  this 
result  to  be  obtained  by  dredging  and  the  construction  of  dikes,  the 
latter  being  also  designed  to  secure  the  dredged  material  deposited 

a  $5,981.31  net  allotment  from  appropriation  of  March  3,  1905,  for  emei^encies  in 
river  and  harbor  works;  12,200  transferred  from  Occoquan  Creek;  $1,000  transferred 
from  Carters  Creek. 

b  See  consolidated  money  statement  on  page  262. 
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behind  them.  The  wrecks,  snags,  logs,  and  trees  obstructing  navi- 
gation are  also  to  be  r^iaoved.  The  estimated  cost  of  the  revised 
project  is  $55,000.  It  is  estimated  that  an  expenditure  of  $5,000  is 
now  required  for  maintenance,  in  addition  to  the  work  which  can  be 
done  with  available  funds,  and  that  in  future  the  cost  of  maintenance 
will  be  $4,000  every  four  years. 

The  amount  expended  to  June  30,  1909,  was  $34,263.57,  of  which 
$4,073.99  was  appUed  to  maintenance  after  March  3,  1899.  This 
expenditure  has  resulted  in  dredging  channels  100  feet  wide  and 
7  feet  deep  through  Buckland  bar,  70  feet  wide  and  7  feet  deep 
through  Hogan  bar,  and  95  feet  wide  and  6  to  7  feet  deep  througn 
Skidmore  bar;  in  the  construction  of  1,478  Unear  feet  of  sheet  pile 
dikes  at  Spring  and  Skidmore  bars;  in  tne  construction  of  14  perme- 
able spur  dikes,  aggregatiujg  in  length  2^332  linear  feet,  at  Buckland 
and  Hogan  bars;  m  removing  parts  of  eight  wrecks,  and  in  removing 
sna^  and  similar  obstructions  from  about  50  miles  of  river  and  keep- 
ing it  free  from  such  obstructions.  The  total  amount  of  material 
dredged  from  the  channels  is  about  24,485  cubic  yards. 

The  entire  project  is  now  about  55  per  cent  completed. 

The  work  of  improvement  done  during  the  fiscal  year  consisted 
of  dredging,  and  construction  of  permeable  spur  dikes  and  the  inci- 
dental expenses  thereto  were  $5,754.97.  The  work  of  maintenance 
done  durinff  the  fiscal  year  consisted  of  resnajifjjing  the  lower  50  miles 
of  river  and  its  incidental  expenses  were  $1,201.94. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  tide  over  the  shoalest  part  of  the  locality  under  improve- 
ment was  5  feet.  The  mean  range  of  tide  is  about  3^  feet.  Bassett 
Ferry,  47  miles  above  the  mouth  of  the  river,  is  the  head  of  naviga- 
tion for  vessels  drawing  5  feet  and  navigation  by  small  lighters  and 
rafts  extends  about  15  miles  above. 

The  principal  articles  of  commerce  are  lumber,  cord  wood,  rail- 
road ties,  ship  timber,  piles,  and  grain.  The  receipts  and  shipments 
during  1908  amounted  to  about  49,107  tons  and  were  estimated  to 
be  worth  about  $559,516. 

The  work  done  has  been  of  benefit  to  commerce,  and  it  is  under- 
stood that  not  only  have  shipments  been  faciUtated,  but  freight 
rates  have  been  reduced. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  dredging,  snagging,  and  dike  construction,  as  provided  for  by  the 
apOToved  project. 

The  additional  work  proposed  is  necessary  to  make  the  improve- 
ment available,  and  for  maintenance  and  preservation  of  the  work 
already  done. 

Maps  of  the  locality  may  be  found  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1887,  1888,  and  1890. 

For  reference  to  the  report  on  an  examination  and  survey  of  Pa- 
mimkey  River,  see  page  213  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1904. 
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July  1, 1908,  balance  unexpended $8,093.34 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 ft 7,500.00 


June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $5, 754. 97 

For  maintenance  of  improvement 1, 201. 94 


15,593.34 
6, 956. 91 


July  1,  1909,  balance  unexpended 8,636.43 

July  1,  1909,  outstanding  liabilities 75.42 

July  1, 1909,  balance  available 8, 661. 01 

Amount  (estimated)  required  for  completion  of  existing  project 16, 173. 99 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (<») 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(d)  Occognmn  Creek. — In  1872  navigation  in  Occoquan  Creek,  a 
tributary  ot  the  Potomac  River,  was  obstructed  by  tm-ee  bars,  over 
which  but  1.2  feet  could  be  carried  at  low  tide.  Aside  from  these 
obstructions  the  creek  was  amply  wide  and  deep  at  low  tide  for  vessels 
drawing  up  to  5  feet. 

The  original  project  for  improvement,  adopted  March  3,  1873,  and 
modified  in  1879,  provided  for  dredging  channels  100  feet  wide  and  5 
feet  deep  through  the  bars  below  the  town  of  Occoquan,  and  the 
construction  of  a  dike  at  Sand  bar,  at  an  estimated  cost  of  $25,000. 
Four  appropriations  were  made  from  1873  to  1878,  aggregating 
$25,000,  and  in  1880  the  improvement  was  regarded  as  completed. 

The  existing  project  for  tnis  stream,  adopted  September  19,  1890, 
and  extended  by  act  of  March  2,  1907,  contemplates  the  dredging 
of  channels  6  feet  deep  through  the  five  bars  obstructing  6-foot  navi- 
gation below  the  town  of  Occoquan.  These  channels  are  to  be  100 
feet  wide,  except  through  the  outer  bar  and  the  lower  2,000  feet  of  the 
bar  next  above  it,  where  the  channel  is  to  be  150  feet  wide.  Dikes  are 
to  be  constructed  at  the  upper  three  bars.  The  estimated  cost  of  the 
project  as  modified  is  $64,000. 

The  amount  expended  under  the  existing  project  to  June  30, 1909, 
was  $50,797.97,  or  which  $14,713.63  was  applied  to  maintenance  sub- 
sequent to  March  3,  1899.  As  a  result  or  this  expenditure,  charmels 
of  the  full  projected  dimensions  have  been  dredged  through  aU  of  the 
bars  and  redredged  where  shoaling  occurred,  and  1,696  Imear  feet  of 
dike  has  been  constructed  at  Occoquan  bar  and  Sand  bar  and  repaired 
where  injured  by  freshets  and  ice. 

The  total  amount  of  material  dredged  from  the  charmels  is  about 
341,145  cubic  yards.  There  has  been  placed  in  the  dikes  about  6,476 
cubic  yards  of  stone. 

The  entire  project  is  now  about  60  per  cent  completed. 

The  work  of  maintenance  during  the  year  consisted  in  an  inspec- 
tion and  miscellaneous  office  work. 

The  maximum  draft  that  could  be  carried  Jime  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  locality  under  improvement 

•  8«e  conaolidated  money  statement  on  page  262. 
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was  6  feet.  The  mean  range  of  tide  is  about  2  feet.  The  town  of 
Occoquan,  6  miles  above  the  mouth,  is  the  head  of  navigation. 

The  principal  articles  of  commerce  are  railroad  ties,  building  sand, 
piles,  cord  wood,  lumber,  grain,  farm  produce,  coal,  and  flour.  The 
receipts  and  shipments  (luring  1908  amounted  to  about  25,958  tons, 
and  were  estimated  to  be  worth  $101,931. 

The  work  done  has  been  of  great  benefit  to  navigation  in  this  creek, 
and  it  is  understood  that  not  only  have  shipments  been  facilitated, 
but  freight  rates  have  been  materially  reduced. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  construction  of  dikes  and  maintaming  tne  channels  of  the  project. 

The  additional  work  proposed  is  for  the  purpose  of  extension  of 
benefits  and  maintenance  or  the  work  already  done. 

For  reference  to  reports  on  examinations  and  surveys  of  this  local- 
ity see  pages  202  and  203  of  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1904  and  page  237  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1906. 

July  1,  1908,  balance  unexpended $4,188.24 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 1,000.00 


5, 188.  24 
Amount  transferred  to  Mattaponi  River 2, 200. 00 


2, 988. 24 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  Improvement $1, 285. 77 

For  maintenance  of  improvement 401. 03 

1,686.80 


July  1,  1909,  balance  unexpended 1,301.44 

Amount  (estimated)  required'for  completion  of  existing  project 26, 614. 22 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
It^lance  unexpended  July  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(e)  Carters  Creek, — ^Before  improvement  the  entrance  to  Carters 
Creek,  a  tidal  estuary  of  the  Rappahannock  River,  was  obstructed  by 
a  bar  over  which  but  10^  feet  could  be  carried  at  low  tide,  and  naviga- 
tion was  rendered  difficult  near  Gaily  hook  Point  within  the  creek  oy 
the  projection  of  this  point  into  the  channel,  which  was  about  12  feet 
deep  at  low  tide. 

The  original,  which  is  also  the  exisiting,  project  for  this  improve- 
ment was  adopted  June  13,  1902,  and  provides  for  dredging  a  chan- 
nel at  the  mouth  to  afford  a  navigable  depth  at  low  tide  oi  15  feet, 
with  a  width  of  200  feet,  including  necessary  widening  at  Crab  Point, 
for  the  construction  of  a  jetty  for  the  protection  of  this  channel,  and 
for  the  dredging  of  a  channel  12  feet  deep  and  100  feet  wide  at  Gally- 
hook  Point,  at  a  total  estimated  cost  of  $35,700. 

The  amount  expended  to  June  30,  1909,  was  $28,525.63,  $128.08  of 
which  was  appUed  to  maintenance.  As  a  result  of  this  expenditure  a 
channel  200  feet  wide  and  15  feet- deep  has  been  dredged  tnrough  the 
bar  at  the  mouth  of  the  creek.    The  bar  at  the  end  of  Crab  Point  has 

A  See  consolidated  money  statement  on  page  262. 
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been  dredged  to  a  depth  of  15  feet  within  the  channel  Umits.  A  chan- 
nel 100  feet  wide  and  12  feet  deep  has  been  excavated  at  Gaily  hook 
Point.  A  stone  Jetty  742  feet  long  has  been  constructed  at  the  mouth 
of  the  creek.  Harbor  lines  have  been  established.  The  total  amount 
of  material  dredged  from  the  channels  is  65,893  cubic  yards.  There 
has  been  placed  m  the  jetty  1,507  cubic  yards  of  stone.  The  entire 
project  is  now  completed. 

The  work  of  maintenance  during  the  year  consisted  in  an  inspection 
and  miscellaneous  office  work. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  tide  over  the  shoalest  part  of  the  outer  bar  was  15  feet,  and 
at  Gallyhook  Point  was  12  feet.  The  mean  range  of  tide  is  1.5  feet. 
Irvington,  about  1^  miles  above  the  mouth  of  the  creek,  is  the  head 
of  navigation  for  large  steamers,  while  small  sailing  vessels  drawing 
up  to  5  feet  can  ascend  about  1  mile  farther. 

The  principal  articles  of  commerce  are  fish,  oysters,  lumber,  coal, 
guano,  fish  oU,  wood,  bricks,  ice,  farm  produce,  canned  goods,  and 
general  merchandise.  The  receipts  and  shipments  during  1908 
amounted  to  about  58,825  tons  and  were  estimated  to  be  worth 
$941,275.  There  is  a  good  passenger  trade  in  Carters  Creek,  which 
is  also  an  important  harbor  of  refuge. 

The  work  done  has  been  of  considerable  benefit  to  commerce,  but 
as  far  as  known  has  had  no  effect  upon  freight  rates. 

The  work  contemplated  in  the  project  being  completed,  no  further 
appropriation  is  asked  for  at  present.  It  is  anticipated  that  an 
appropriation  of  about  $5,000  every  eight  years  will  be  required  for 
maintenance. 

For  reference  to  the  report  upon  an  examination  and  survey  of 
Carters  Creek,  see  page  206  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1904. 

July  1,  1908,  bcdance  unexpended $1,526.15 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 1,000.00 

2, 526. 15 
Amount  transferred  to  Mattaponi  River 1,000.00 

1, 526. 15 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $3.35. 22 

For  maintenance  of  Improvement 128.08 

463. 30 

July  1,  1909,  balance  unexpended 1,062.85 

CONSOLIDATED. 

July  1,  1908,  balance  unexpended $31,202.48 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 40,000.00 

Amount  received  by  allotment 5, 981. 31 

77, 183. 79 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $11, 385. 54 

For  maintenance  of  improvement 26,120.24 

37, 505. 78 

July  1,  1909,  balance  unexpended...' 39, 678. 01 

July  1,  1909,  outstanding  liabilities 2, 319. 78 

July  1, 1909,  balance  available 37, 358. 23 
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July  1, 1909,  amount  covered  by  uncompleted  contracts $7, 138. 69 

Amount  (estimated)  required  for  completion  of  existing  project 133, 319. 19 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  Ij  1909 100,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  6.) 

6.  Namini  Greek,  Virginia. — Before  improvement  the  naviffation 
of  Nomini  Creek,  a  tributary  of  the  Potomac,  was  obstructed  b^  a 
bar  at  its  mouth  over  which  but  3  feet  could  be  carried  at  low  tide. 
Except  for  this  bar  a  draft  of  8  feet  could  be  carried  to  Nomini 
Ferry,  4  miles  above  the  mouth,  and  5  feet  could  be  carried  2  miles 
farther  to  the  head  of  navigation. 

The  project  for  this  improvement,  adopted  March  3,  1873,  and 
modified  in  1879,  1885,  1888,  1890,  1897,  and  1908,  provides  for  a 
channel  through  the  bar  150  feet  wide  and  9  feet  deep,  with  a  jetty 
about  2,370  feet  long  at  the  mouth.  The  finally  revised  estimate  of 
cost  is  $105,000. 

The  amount  expended  to  June  30,  1909,  was  $82,686.52,  of  which 
$4,008.71  was  applied  to  maintenance  subsequent  to  March  3,  1899. 
As  a  result  of  tnis  expenditure  the  channel  has  been  dredged  to  a 
depth  of  9  feet  at  low  tide,  with  a  width  of  140  to  150  feet,  and  re- 
dredged,  and  2.110  linear  feet  of  jetty  has  been  constructed.  The 
total  amount  or  material  dredged  rrom  the  channel  is  about  136,000 
cubic  yards.  There  have  been  placed  in  the  jetty  about  6,014  cubic 
yards  of  stone  and  3,000  cubic  yards  of  oyster  shells.  The  entire 
project  is  now  about  85  per  cent  completed.  No  work  of  mainte- 
nance was  done  during  tne  fiscal  year  ended  June  30,  1909.  The 
work  of  improvement  consisted  in  the  extension  of  the  jetty  and 
miscellaneous  oflBce  expenses,  amounting  to  $3,757.83. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  tide  over  the  shoalest  part  of  the  locality  under  improve- 
ment was  9  feet.     The  mean  range  of  tide  is  1.8  feet. 

The  principal  articles  of  commerce  are  farm  produce,  lumber,  cord 
wood,  rertilizer,  grain,  railroad  ties,  oysters,  canned  goods,  fish,  and 
general  merchandise.  The  receipts  and  shipments  during  1908 
amounted  to  about  22,760  tons  ana  were  estimated  to  be  worth  about 
$944,150. 

The  work  done  has  been  of  substantial  benefit  to  navigation,  and 
it  is  understood  that  freight  rates  have  been  considerably  reduced 
and  shipments  much  facilitated. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  the  extension  and  maintenance  of  the  jetty,  and  redredging  the 
channel  to  obtain  the  required  width. 

The  additional  work  proposed  is  for  the  purpose  of  extension  of 
benefits  and  for  the  preservation  of  the  work  already  done. 

A  map  of  the  locality  may  be  found  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1889. 

For  reference  to  a  report  on  an  examination  and  survey  of  Nomini 
Creek,  see  page  207  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1904. 
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July  1, 1908,  balance  unexpended 171. 31 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 4,000.00 

4,071.31 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   3,767.83 

July  1,  1909,  balance  unexpended 313. 48 

July  1,  1909,  outstanding  liabilities 122. 30 

July  1, 1909,  balance  available 191. 18 


July  1, 1909,  amount  covered  by  uncomj)leted  contracts 101. 40 

Amount  (estimated)  required  for  completion  of  existing  project 26, 008. 71 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Juljr  1,  1909 10, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  6.) 

7.  Rappahannock  River ,  Virainia, — The  lower  portion  of  the 
Rappahannock  River  is  generally  a  wide  and  deep  body  of  water, 
having  the  characteristics  of  a  tidal  estuary  rather  than  of  a  fluvial 
stream. 

The  obstructions  to  navigation  before  improvement  was  imdertaken 
consisted  of  9  bars  in  the  upper  portion  of  the  river  between  Tap- 

Eahannock  and  Fredericksburg,  over  which  the  ruling  depths  were 
'om  4  to  lOi  feet.  Seven  of  the  bars  were  in  the  12J  miles  of  river 
below  Fredericksburg.  Of  these  bars  Fredericksburg  bar,  with  a 
least  depth  of  4  feet,  and  Spottswood  bar,  4  miles  below  Fredericks- 
burg, with  a  least  depth  of  6  feet,  caused  the  most  delay  to  steam- 
boats and  vessels. 

The  project  for  this  improvement,  adopted  March  3,  1871,  as  modi- 
fied in  1879  and  in  1905,  provides  for  securing  a  channel  12  feet  deep 
and  100  feet  wide  between  Fredericksburg  and  Port  Royal  and  12 
feet  deej)  and  200  feet  wide  between  Port  Royal  and  the  mouth  of  the 
river,  this  result  to^  be  obtained  by  dredging  and  the  construction  of 
dikes,  the  latter  being  also  designed  to  secure  the  excavated  material 
deposited  behind  them. 

The  total  estimated  cost  of  the  revised  project  was  $363,288.86. 
exclusive  of  work  properly  chargeable  to  maintenance  and  estimated 
in  1905  to  cost  $38,500.  The  project  on  which  this  estimate  was  based 
was  adopted  by  ConCTCss  by  act  approved  March  2,  1907.  Tliis  act 
authorized  an  expen<£t\u*e  of  $90,000  in  excess  of  the  amounts  therein 
and  theretofore  appropriated.  This  makes  the  limit  of  cost  of  the 
revised  project  $393,633.12,  including  all  necessary  work  properly 
chargeable  to  maintenance  on  Jime  30, 1907.  The  contract  authoriza- 
tion of  $90,000  has  since  been  appropriated.  The  estimated  annual 
cost  for  further  maintenance  is  $10,000. 

The  amoimt  expended  to  June  30,  1909,  was  $464,156.27,  of  which 
$100,985.78  has  been  applied  to  maintenance  since  March  3,  1899. 
The  sum  of  $59,933.18  was  expended  prior  to  March  3,  1899,  in  re- 
dredging  freshet  deposits  and  in  repau:s  to  dikes. 
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The  following  sums  have  been  obtained  from  other  sources  than 
appropriations:  Damages  recovered  from  contractor's  sureties, 
$1,000,  and  proceeds  of  sale  of  property,  $110;  total,  $1,110.  This 
sum  had  not  been  expended  at  the  close  of  the  fiscal  year. 

The  expenditure  has  resulted  in  the  completed  improvement  of  13 
and  in  the  partial  improvement  of  7  bars  between  Fredericksburg 
and  the  mouth  of  the  river  by  means  of  dredging  and  rock  excava- 
tion, construction  of  dikes,  and  removal  of  two  wrecks  which  ob- 
structed navigation.  About  1,098,530  cubic  yards  of  material  has 
been  dredged,  1,537  cubic  yards  of  rock  excavated,  33,495  linear 
feet  of  dikes  constructed,  8,290  linear  feet  of  dikes  repaired,  915 
linear  feet  of  riprap  dike  constructed,  and  1,655.8  cubic  yards  of  riprap 
stone  used. 

The  entire  project  is  now  about  90  per  cent  completed,  but  it  is 
estimated  that  $10,000  per  amumi  is  required  for  mamtenance.  The 
work  carried  on  during  the  year  resulted  in  completing  all  the  dikes 
called  for  by  the  appjroved  project,  in  completmg  channels  to  the 
full  projected  dimensions  through  13  bars,  m  partially  completing 
channels  through  3  bars,  protectmg  spoil-banks  from  freshet  erosion, 
and  in  other  miscellaneous  work.  The  incidental  expenditure  was 
$65,020.51,  of  which  $14,079.73  was  applied  to  maintenance.  Dredg- 
ingwas  carried  on  under  a  continuing  contract. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  locality  under  iniprovement 
was  about  9  feet.  The  mean  range  of  tide  is  about  3  feet.  Fredericks- 
burg. 106  nules  above  the  mouth,  is  the  head  of  navigation  for  steamers 
and  Darges.  Falmouth,  3  miles  farther  up,  \b  the  nead  of  navigation 
for  smaU  scows,  lighters,  and  launches. 

The  principal  articles  of  conunerce  are  railroad  ties,  limiber,  farm 
produce,  gram,  cord  wood,  fertilizers,  flour,  canned  goods,  coal, 
manufactures,  and  general  merchandise.  Tne  receipts  and  shi]>- 
ments  during  1908  amounted  to  about  395,842  tons,  and  were  esti- 
mated to  be  worth  about  $6,485,797. 

The  work  done  has  been  of  benefit  to  conunerce,  and  it  is  under- 
stood that  freight  rates  have  been  reduced. 

It  is  proposed  to  apply  the  additional  appropriation  reconunended 
toward  the  maintenance  of  dredging,  of  dike  construction,  of  work 
already  done,  and  work  that  wiU  w  completed  with  funds  now  in 
hand. 

At  Fredericksburg  bar  new  deposits  of  sand  are  formed  by  each 
recurring  freshet,  and  shoaling  is  also  constantly  taking  place, 
though  less  rapidly,  at  some  of  the  lower  bars.  Inis  explains  the 
estimate  of  $10,000  being  reauired  annually  for  maintenance. 

Maps  of  this  locality  may  oe  foimd  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1880,  1881,  1883,  1886,  1887,  1888,  1890,  1906, 
and  1909. 

For  reference  to  the  report  on  an  examination  and  survey  of  Rap- 
pahannock River,  see  page  208  of  the  Annual  Report  of  the  Chief  of 
En^eers  for  1904,  and  for  the  report  of  the  survey  submitting  the 
revised  project,  see  page  1110  of  tne  Annual  Report  of  the  Chief  of 
Engineers  for  1906. 
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July  1,  1908,  balance  unexpended 195,203.24 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 15,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 32, 000. 00 

142,203.24 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |50, 940. 78 

For  maintenance  of  improvement 14,079.73 

65,020.51 


July  1,  1909,  balance  unexpended 77, 182. 73 

July  1,  1909,  outstanding  liabilities 791. 33 

July  1,  1909,  balance  available 76,391.40 

July  1,  1909,  amount  covered  by  uncompleted  contracts 58, 403.  67 

Amount  (estimated)  required  for  completion  of  existing  project 7, 332. 27 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30^ 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 30, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  7.) 

8.  Vrbana  Creek,  Virginia, — Before  the  improvement  of  Urban  a 
Creek,  a  tributary  of  the  Rappahannock,  a  bar  existed  outside  the 
mouth,  over  which  but  6^  feet  could  be  carried  at  low  tide,  and  there 
was  a  shoal  within  the  creek  with  a  ruling  depth  of  7  feet. 

The  project  for  this  improvement,  adopted  March  3,  1879,  and 
modified  in  1883,  1888^  and  1897,  provides  for  dredging  a  channel 
160  feet  wide  and  10  feet  deep  through  the  outer  and  inner  bars, 
with  a  turning  basin  of  the  same  depth  at  the  head,  for  a  series  of 
spur  dikes  at  Bailey  Point,  and  for  a  stone  jetty  to  protect  the  cut 
tnrough  the  outer  bar.     The  final  revised  estimate  of  cost  is  $70,000. 

The  amoxmt  expended  to  Jime  30,  1909,  was  $43,319.78,  of  which 
$10,989.48  has  been  applied  to  maintenance  since  March  3,  1899. 
As  a  result  of  tliis  expenditure  there  has  been  dredged  a  channel  10 
feet  deep  and  150  feet  wide  through  the  outer  bar,  a  channel  10  feet 
deep  and  160  feet  wide  through  the  inner  bar,  and  a  turning  basin  10 
feet  deep  at  the  steamboat  wharf.  These  channels  have  been  re- 
dredged  where  shoaling  had  occurred. 

Harbor  lines  have  been  established.  Seven  hundred  and  eighty- 
three  linear  feet  of  jetty  has  been  constructed.  The  total  amount  of 
material  dredged  from  the  channel  is  about  144,300  cubic  yards. 
There  has  been  placed  on  the  jetty  about  1,095.4  cubic  yards  of  stone. 

The  work  durmg  the  fiscal  year  consisted  in  entering  into  a  contract 
for  the  extension  of  the  jetty,  in  a  survey,  in  an  inspection,  and  in 
miscellaneous  oflBce  work,  the  incidental  expenditure  thereto  being 
$180.37,  which  was  applied  to  maintenance. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  at 
mean  low  tide  over  the  shoalest  part  of  the  locality  under  improve- 
ment was  about  10  feet.  The  mean  range  of  tide  is  1.5  feet.  The 
town  of  Urbana,  at  the  mouth  of  the  creek,  is  the  head  of  navigation 
for  steamers  and  large  vessels,  while  small  vessels  ascend  the  stream 
for  a  distance  of  3  or  4  miles. 

The  principal  articles  of  commerce  are  lumber,  ovsters,  cord  wood, 
excelsior,  coal,  farm  produce,  canned  goods,  railroad  ties,  bricks, 


Digitized  by  VjOOQ IC 


BIVEB  AND  HABBOB  IMPBOVEMENTS.  267 

pickles,  manufactured  clothing,  fertilizer,  and  general  merchandise. 
The  receipts  and  shipments  during  1908  amounted  to  about  29,000 
tons,  and  were  estimated  to  be  worth  $991,503. 

The  work  done  has  been  of  benefit  to  commerce,  and  it  is  under- 
stood that  freight  rates  have  been  reduced. 

Work  on  this  improvement  was  suspended  between  1903  and  1907 
pending  the  result  of  legal  proceedings  instituted  by  the  Government 
to  secure  the  removal  of  part  of  a  wharf  which  projected  into  the 
proposed  channel  and  which  had  been  built  in  violation  of  the  pro- 
visions of  the  act  of  March  3,  1899. 

The  wharf  was  finally  altered  in  accordance  with  the  requirements 
of  the  War  Department. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  the  extension  and  maintenance  of  the  jetty,  the  construction  of  a 
spur  dike  at  Bailey  Point,  and  the  redredging  of  the  outer  bar. 

The  additional  work  proposed  is  partly  for  the  extension  of  benefits 
and  partly  for  the  preservation  of  the  work  already  done. 

For  reference  to  the  reports  on  examinations  and  surveys  of  Urbana 
Creek,  see  page  210  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1904. 

July  1, 1908,  balance  unexpended $360.59 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 4,000.00 

4, 360. 59 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 180.37 

July  1,  1909,  balance  unexpended 4,180.22 

July  1, 1909,  amount  covered  by  uncompleted  contracts 2, 640. 00 

Amoimt  (estimated)  required  for  completion  of  existing  project 33, 489. 48 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 17, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  8.) 

9.  Harbor  ai  MUford  Haven,  Virginia. — ^Milford  Haven  is  a  tidal 
estuaty  of  Chesapeake  Bay,  about  4  miles  long  and  from  one-half  to 
1  mile  wide.  The  depth  in  the  channel  ranges  from  6^  to  15  feet, 
and  in  the  portion  navigated  by  steamers  is  generally  9  feet  or  more. 
The  haven  has  two  entrances,  one  at  the  northwest  end  from  Hills 
Bay,  an  arm  of  Piankatank  River,  and  another  at  the  southeast  end, 
from  Chesapeake  Bay.  Both  entrances  are  obstructed  by  bars.  The 
southeast  entrance  is  exposed,  and  as  the  bar  has  a  ruling  depth  of 
but  3  feet  is  seldom  used.  The  bar  which  obstructed  the  northwest 
entrance  had,  before  improvement,  a  ruling  depth  of  8  feet.  A  bar 
also  existed  within  the  haven  between  Cricket  Hill  and  Callis  wharves, 
with  a  ruling  depth  of  about  8  feet. 

The  project  for  this  improvement,  adopted  March  3,  1899,  and 
modified  in  1902,  provides  for  securing  channels  10  feet  deep  by  a 
mmiTmim  width  of  200  feet  through  both  bars,  viz,  at  the  northwest 
entrance  and  between  Cricket  Hill  and  Callis  wharveSi  at  an  estimated 
cost  of  $17,500. 
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The  amount  expended  to  June  30,  1909,  was  $20,475.16,  $113.65  of 
which  was  applied  to  maintenance.  The  sum  of  $3,032.97  was  recov- 
ered as  judgment  from  a  failing  contractor.  As  a  result  of  this 
expenditure  channels  of  the  fuU  projected  dimensions  have  been 
dredged  through  both  bars,  and  a  jetty  333  feet  long  has  been  con- 
structed to  maintain  the  outer  channel. 

For  reasons  given  in  his  report  herewith  (Appendix  K  9)  the  dis- 
trict officer  recommends  that  the  existing  jetty  be  extended  about 
800  feet  at  an  estimated  additional  cost  of  $10,000,  as  an  aid  in  main- 
taining the  dredged  channels.  This  recommendation  is  concurred  in 
by  the  Board  of  Engineers  for  Rivers  and  Harbors  and  by  the  Chief 
or  Engineers. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  tide  over  the  shoalest  part  of  the  locality  under  improvement  was 
10  feet.  The  mean  range  of  tide  is  about  1.3  feet.  The  haven  is 
navigable  throughout  its  entire  length  by  vessels  drawing  6  feet,  and 
Fitchett's  wharf,  about  3  miles  above  the  northwest  entrance,  is  the 
highest  point  reached  by  the  large  steamers. 

The  principal  articles  of  commerce  are  oysters,  fish,  crabs,  farm 
produce,  fertilizers,  piles,  hay  and  feedstuffs,  lumber,  building  mate- 
rials, flour,  ice,  and  general  merchandise.  The  receipts  and  shipments 
during  1908  amounted  to  about  32,570  tons,  and  were  estimated  to  be 
worth  about  $908,600. 

The  work  done  has  been  of  considerable  benefit  to  conmierce  and 
navigation.    Freight  rates  have,  however,  been  advanced. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  the  mamtenance  of  the  completed  channels  of  the  project  by 
dredging. 

The  ^ditional  work  proposed  is  for  the  purpose  of  extension  of 
benefits  and  maintenance  of  the  work  already  done.     It  is  antici- 

Eated  that  an  appropriation  of  about  $4,000  every  eight  years  will 
e  required  for  maintenance. 

For  reference  to  reports  on  examinations  and  surveys  of,  this 
locality,  see  page  211  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1904. 

July  1,  1908,  balance  unexpended $171.46 

June  30, 1909,  amount  expended  during  fiscal  year: 

Carried  to  surplus  fund $57.81 

For  mamtenance  of  improvement 113.65 

171.46 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement «3, 000. 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  9.) 

a  In  addition  to  this  amount  the  sum  of  $10,000  could  be  profitably  expended  in 
extending  the  jetty,  if  authorized  by  Congress. 
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10,  James  River,  Virginia. — The  original  condition  of  the  James, 
before  its  improvement  by  the  General  Government  was  begun  in 
1870,  was  as  follows: 

The  ruling  depth  to  the  lower  city  line  of  Richmond  was  7  feet  at 
mean  low  water.  This  depth  obtained  on  Rocketts  reef,  immediately 
below  Richmond,  and  on  Richmond  bar,  2  miles  below.  Some  15 
miles  lower  down,  in  Trents  reach,  was  a  shoal  on  which  there  was  a 
depth  of  only  8  feet.  This,  however,  ceased  to  be  an  obstruction  in 
January,  1872,  when  the  6-niile  reach  in  which  it  was  situated  was  cut 
oflF  by  the  opening  of  Dutch  Gap  Canal. 

In  addition  to  the  above  natural  obstructions  there  were,  in  the  10 
miles  of  river  below  Richmond,  wrecks  in  the  channel  at  ChaflSns 
Bluff  and  Graveyard  reach,  and  obstructions  placed  during  the  civil 
war  at  Warwick  bar  and  Drewry  Bluff,  consisting  at  each  locality  of 
a  military  bridge,  lines  of  stone  cribs,  and  sunken  vesseb.  In  addi- 
tion to  all  these  obstructions,  the  channel  between  Richmond  and 
Trents  reach  was  in  many  places  narrow  and  tortuous. 

Between  Trents  reach  and  City  Point,  a  distance  of  18^  miles,  the 
ruling  depth  was  13  feet,  which  obtained  near  Varina  or  Aikens  Land- 
ing. Between  City  Point  and  the  mouth  of  James  River  the  ruhng 
depth  was  15  feet,  existing  at  Harrisons  bar  and  Goose  Hill  flats,  then 
43  and  76  miles,  respectively,  below  Richmond. 

It  was  contemplated  in  tne  original  project,  adopted  in  1870,  to 
secure  a  channel  having  a  depth  of  18  feet  at  high  tiae  and  a  width  of 
180  feet.  The  amount  expended  prior  to  the  adoption  of  the  present 
project  was  $763,000,  which  includes  $23,000  appropriated  m  1836 
and  1852. 

The  project  under  which  the  improvement  is  now  being  carried  on 
was  adopted  July  5,  1884.  It  provides  for  the  formation  by  means 
of  regulation  works  and  excavation  of  a  channel  between  the  mouth 
of  the  river  and  the  lower  city  line  of  Richmond,  having  a  depth  of 
22  feet  at  mean  low  tide,  and  a  width  from  the  mouth  to  City  Point 
of  400  feet;  thence  to  Drewry  Bluff  of  300  feet,  and  thence  to  Rich- 
mond of  200  feet,  at  a  total  estimated  cost  of  $4,500,000. 

The  act  of  June  13,  1902,  provided  for  extending  the  improvement 
from  the  lower  city  line  of  Richmond  to  the  head  of  navigation  at  the 
docks,  at  an  additional  cost  of  $724,943.15.  The  work  proposed 
under  this  extension  consists  of  excavating  a  channel  about  3,300  feet 
long  and  200  feet  wide,  with  a  depth  of  22  feet  at  mean  low  water. 

oy  act  of  March  3,  1905,  the  original  project  was  further  extended 
to  include  the  excavation  of  a  turning  basin  at  Richmond,  by  increas- 
ing the  width  of  the  proposed  improved  channel  to  400  leet  for  a 
length  of  600  feet,  the  depth  to  be  22  feet,  at  a  cost  not  to  exceed 
$150,000.  This  makes  the  total  estimated  cost  of  the  improvement 
$5,374,943.15. 

The  amount  expended  on  the  present  project  to  June  30,  1909,  was 
$1,799,033.13,  of  which  $57,799.86,  expended  subsequent  to  March  3, 
1899,  was  for  maintenance.  This  item  of  maintenance  includes  the 
cost  of  dreddng  sand  deposited  in  the  channel  by  the  river  during  the 
execution  of  the  work  in  excess  of  the  quantity  originally  estimated; 
fdso  repairs  to  jetties. 

The  improvement  of  the  river  has  been  chiefly  confined  to  the  upper 
reachesi  where  the  water  was  shoalesti  and  consequently  where  the 
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greatest  benefits  to  commerce  would  be  obtained.  The  exceptions  to 
this  were  the  dredging  of  shoals  at  Harrisons  bar,  Swans  Point,  and 
Goose  Hill  flats  to  a  depth  of  18  feet. 

The  project  is  estimated  to  be  about  one-third  completed. 

The  result  of  the  work  of  improvement  is  a  channel  between  Hamp- 
ton Roads  and  the  city  wharf  at  Richmond,  Va.,  having,  with  few 
exceptions,  a  width  of  not  less  than  100  feet  and  a  depth  of  18  feet  at 
mean  low  water.  The  exceptions  are  Rocklanding  shoal,  about  89 
miles  below  Richmond,  witn  a  depth  of  16.1  feet;  Dancing  Point 
shoal,  about  60  miles  below  Richmond,  with  a  depth  of  16^  feet,  and 
Willis,  Varina,  and  Deep  Bottom  reaches,  about  9  miles,  16  miles, 
and  18  miles,  respectively,  below  Richmond,  the  respective  ruling 
depths  on  which  are  16.8,  17,  and  17  feet. 

The  work  of  maintenance  during  the  year  consisted  in  redredging 
the  channel  at  Warwick  bar,  about  4i  miles  below  Richmond. 

The  maximum  draft  that  could  be  carried  at  low  water  on  June 
30,  1909,  between  the  city  wharf  at  Richmond  and  the  mouth  of  the 
river  was  16.1  feet. 

The  mean  tidal  range  varies  for  different  parts  of  the  river,  being 
approximately  as  follows:  2i  feet  at  Fort  Monroe,  1.85  feet  at  James- 
town, 3  feet  at  City  Point,  3  J  feet  at  Dutch  Gap,  and  4  feet  at  Rich- 
mond. 

The  channel  length  of  the  James  River  from  Hampton  Roads  to 
the  head  of  navigation  at  Richmond,  Va.,  is  103.8  miles. 

It  is  proposed  to  apply  the  available  balance  of  funds  to  enlarging 
the  channel  for  about  IJ  miles  from  a  point  800  feet  below  tlie 
city  line  of  Richmond,  and  for  some  1,600  feet  from  a  point  about 
2J  miles  below  the  same  line,  and  to  dredging  and  jetty  work  at 
Willis,  Kingsland,  Varina,  and  Deep  Bottom  reaches,  situated  from 
about  9  to  18  miles  below  Richmona. 

The  appropriation  recommended  will  be  applied  to  maintenance  of 
improvement  bv  dredging;  also  to  enlarging  channel  between  Rich- 
mond, Va.,  an(f  the  mouth  of  Appomattox  River,  by  dredging  and 
extending  existing  regulation  works,  excavating  a  channel  through 
Dancing  Point  shoal,  300  feet  wide  by  22  feet  deep  at  low  water,  and 
excavating  a  channel  through  the  south  side  of  Rocklanding  shoal. 
400  feet  wide  by  22  feet  deep  at  low  water,  for  the  extension  or 
benefits. 

The  commerce  of  the  river  for  the  calendar  year  of  1908  amounted 
to  256,208  tons  at  Richmond,  Va.,  and  205,970  tons  for  landings 
below,  or  an  aggregate  of  462,268  tons,  a  decrease  of  about  17^  per 
cent  irom  the  tonnage  of  1907.  The  value  of  the  freight  trans- 
ported amounted  to  $29,329,589. 

The  decrease  in  tonnage  in  1908  from  that  of  1907  is,  to  some 
extent,  attributable  to  the  traffic  in  the  latter  year  having  been 
increased  on  account  of  the  Jamestown  Exposition. 

The  principal  articles  of  commerce  comprised  coal,  coal  oil,  cord 
wood,  lumber,  fertilizer,  and  brick. 

The  improvement  of  the  river  has  been  beneficial  in  lowering  rail- 
road freignt  rates  and  in  reducing  the  cost  of  river  transportation. 

Reports  on  examinations  and  surveys  are  found  in  Senate  Execu- 
tive Document  No.  1,  Thirty-third  Congress,  first  session.  Part  2, 
1853,  page  389,  and  in  Annual  Reports  of  the  Chief  of  Engineers  of 
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1875,  page  74;  of  1878,  page  459;  of  1882,  page  870;  of  1887,  page 
873;  of  1890,  page  996;  of  1896,  page  1010;  and  of  1900,  page  1754. 

More  extended  information  concerning  the  improvement  is  con- 
tained in  Annual  Reports  of  the  Chief  of  Engineers  of  1871,  pages 
603  to  605;  of  1882,  pages  870  to  887;  and  of  1900,  pages  1757  to  1760. 

Maps  of  James  River  are  contained  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1876,  1900,  and  1904,  and  in  House  Document 
No.  234,  Fifty-sixth  Congress,  first  session. 

GENERAL  DCPBOVEMENT. 

July  1, 1908,  balance  unexpended.. $228, 118.  75 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 10,000.00 


238, 118.  75 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $140, 871. 44 

For  maintenance  of  improvement 3, 447. 94 

144, 319. 38 

July  1,  1909,  balance  unexpended 93, 799. 37 

July  1,  1909,  outstanding  liabilities 1, 310. 42 

July  1, 1909,  balance  available 92, 488. 95 

July  1, 1909,  amount  covered  by  uncompleted  contracts 56, 129.  64 

Amount  (estimated)  required  for  completion  of  existing  project 3, 539, 910. 51 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  oi 
the  balance  unexpended  July  1, 1909 600, 000. 00 

Submitted  in  compliance  with  reauirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

TURNING  BASIN. 

July  1,  1908,  balance  unexpended $329.63 

June  30, 1909,  amount  expended  during  fiscal  year  for  works  of  improvement.    329. 63 
(See  Appendix  K  10.) 

11.  Construction  of  piers,  Hampton  Roads,  Jamestovm  Exposition, — 
The  original  project  was  adopted  by  act  of  Congress,  approved 
June  30,  1906,  and  provided  tor  the  construction,  from  plans  fur- 
nished by  the  Jamestown  Exposition  Company  and  approved  by  the 
Secretary  of  War,  of  two  piers  extending  from  the  exposition  grounds 
into  the  waters  of  Hampton  Roads,  the  piers  to  be  connected  at  their 
outer  ends  by  an  arch  sufficiently  high  to  permit  small  craft  to  enter 
imder  it  into  a  basin  or  harbor  to  be  dredged  to  a  sufficient  depth  to 
accommodate  boats  drawing  not  more  than  10  feet  at  mean  low  tide, 
at  a  total  cost  not  to  exceed  $400,000. 

This  project  was  modified  by  act  of  Congress  approved  February 
9,  1907,  which  provided,  in  addition  to  the  work  described  above,  for 
dredging  a  channel  from  deep  water  in  Hampton  Roads  to  the 
government  piers  at  the  Jamestown  Exposition,  and  for  dredging  in 
Bush  Creek  to  accommodate  the  needs  of  the  life-saving  exhibit,  at 
a  cost  not  to  exceed  $65,000. 
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Actual  construction  work  on  the  piers  was  begun  during  December, 
1906,  and  was  pushed  continuously  from  that  time  untu  completed 
in  September,  1907. 

The  total  amount  expended  was  $447,669.44. 

On  September  14,  1907,  the  piers  were  transferred  to  the  James- 
town Exposition  Company,  in  accordance  with  the  terms  of  the  act 
of  Congress. 

The  balance  of  appropriations,  amounting  to  $17,330.56,  reverted 
to  the  Treasury  on  October  26,  1908. 

July  1,  1908,  balance  unexpended 118,416.96 

June  30,  1909,  amount  expended  during  fiscal  year 1, 086. 40 

Reverted  to  the  Treasury 17, 330. 56 

(See  Appendix  K  11.) 

IS.  Removing  sunken  vessels  or  craft  ohstructing  or  endangering 
navigation — (a)  Wreck  of  pile  driver  in  Hie  PamunTceyKivery  Virginia. — 
By  letter  dated  May  11,  1908,  Mr.  H.  T.  Faunt  Le  Roy  reported 
the  existence  of  a  sunken  pile  driver  at  Cumberland  Landing  on  the 
Pamunkey  River  at  a  point  where  the  river  was  narrow  and  currents 
unfavorable,  the  wreck  thus  constituting  a  ''great  menace  to 
navigation." 

Subsequent  correspondence  and  examinations  established  the  fact 
that  the  party  responsible  for  this  wreck  was  Mr.  E.  Wilkinson,  of 
West  Pomt,  Va.  The  wreck  was  removed  by  Mr.  Wilkinson  on 
July  7,  1908.     The  incidental  cost  of  the  inspections  was  $25. 

(jb)  Seven  wrecks  on  the  flats  of  the  An^acostia  fiiver.— Seven  aban- 
doned coal  barges,  canal  boats,  etc.,  have  been  beached  for  several 
years  on  the  flats  of  Anacostia  Kiver,  near  the  outlet  of  James  Creek 
Canal.  Two  of  these  barges  were  floated  on  high  water  during 
May,  1908,  across  the  Anacostia  River  and  lodged  on  the  riprap 
wall  of  the  area  to  be  reclaimed. 

In  order  that  the  remaining  five  barges  should  not  under  like 
circumstances  be  floated  and  become  a  menace  to  navigation,  their 
destruction  was  authorized.  The  barges  were  burned  to  the  water's 
edge,  and  the  two  that  had  lodged  on  the  riprap  wall  were  placed  on 
the  area  to  be  reclaimed. 

The  cost  of  the  work  was  $50. 

(c)  Wreck  of  barge  in  Alexandria  Harbor,  Virginia. — During  the 
examination  of  the  harbor  of  Alexandria  certain  persons  stated 
that  in  their  opinion  the  wreck  of  a  barge  was  the  cause  of  the 
shoaling  along  the  water  front  of  Alexandria,  Va.  The  work  was 
done  after  public  notice  and  written  acceptance  between  June  15 
and  August  6,  1908.    Nothing  of  value  was  obtained. 

The  cost  of  removal  and  incidental  expenses  were  $1,000,  of  which 
amount  $75.33  were  expended  in  the  fiscal  year  1908. 

(d)  Wreck  of  schooner  E.  0.  Irmn,  off  Point  Lookout,  ai  the  mouth 
ofPotonuLC  River,  Maryland. — ^This  wreck  was  reported  on  September 
15, 1908,  to  be  a  menace  to  navigation,  and  this  report  was  confirmed 
by  an  examination.  The  work  was  done  by  government  plant  and 
hired  labor  between  November  11  and  21,  1908,  at  the  cost  of  $700. 

The  total  expenditure  during  the  year  on  the  removal  of  wrecks  in 
this  district  was  $1,699.67. 
(See  Appendix  E  12.) 
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EXAMINATION   AND   SXJBVBT   MADE   IN    COMFLIANGB   WITH   THE   BIVER 
AND  HABBOB  ACT  AFPBOYED  MABCH   2,  1907. 

Reports  dated  July  26,  1907,  and  October  14,  1908,  on  preliminary 
examination  and  survey,  respectively,  of  Potomac  River  at  Alexandria, 
Va.f  with  a  view  to  the  removal  of  a  bar  recently  formedy  required  by  the 
river  and  harbor  act  of  March  2,  1907,  were  duly  submitted  by  the 
district  officer.  They  were  reviewed  by  the  Board  of  Engineers  for 
Rivers  and  Harbors,  pursuant  to  law,  and  were  transmitted  to 
Congress  and  printed  in  House  Document  No.  1253,  Sixtieth  Congress, 
second  session. .  A  plan  for  improvement  at  an  estimated  cost  of 
$116,000  is  presented. 

IMPROVEMENT    OF    RIVERS    AND    HARBORS    IN    THE    NORFOLK, 

VIRGINIA,  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  Joseph  E.  Kuhn,  Corps 
of  Engineers.  Division  engineer,  Col.  Dan  C.  Kingman,  Corps  of 
Engineers. 

1.  Harlor  at  Norfolk  and  its  approaches,  Virginia. — (a)  General 
improvement. — In  its  original  condition  the  mam  channel  of  this 
harbor  was  at  mean  low  water  navigable  by  vessels  of  20  feet  draft 
as  far  as  the  navy-yard,  on  the  Southern  Branch  of  the  EUzabeth 
River,  while  in  the  Eastern  Branch  of  this  river  there  was  a  channel 
15  feet  in  depth  at  mean  low  water  as  far  as  the  Campostella  bridge. 
These  channels  were  of  varying  width. 

The  original  project  of  improvement  was  adopted  in  1878,  revised 
in  1885,  and  amended  in  1890, 1898,  and  1905.  It  included  the  attain- 
ment of  a  channel  from  500  to  700  feet  wide  and  25  feet  deep  at  mean 
low  water  from  Hampton  Roads  to  the  navy-yard,  a  brancn  channel 
22  feet  deep  at  the  same  stage  of  the  tide  to  the  Campostella  bridge 
on  the  Eastern  Branch,  and^  within  the  Umits  of  the  first-named 
channel,  a  channel  450  feet  wide  and  28  feet  deep  at  mean  low  water 
from  deep  water  in  Hampton  Roads  to  the  navy-vard.  There  has 
also  been  included  in  the  project  the  excavation  of  an  anchorage  at 
the  mouth  of  the  Western  Branch,  having  an  area  of  56  acres  and  a 
depth  of  25  feet  at  mean  low  water,  and  the  dredging,  to  the  depth  of 
28  feet  at  mean  low  water,  of  the  area  between  the  western  edge  of 
the  main  channel  and  a  Une  75  feet  outside  of  the  estabUshed  pierhead 
line,  along  the  railroad  docks  at  Pinner  Point.  The  cost  or  all  this 
work  was  estimated  at  $1,623,790.98. 

The  existing  project  of  improvement  is  the  original  project  modified 
from  time  to  time  as  stated  above,  under  which  the  first  appropria- 
tion for  work  was  made  August  14, 1876. 

To  June  30,  1909,  there  had  been  expended  on  this  existing  project 
$1,669,862.63,  of  which  sum  $51,052.16  was  for  work  of  maintenance. 
The  sum  of  $24.71  has  been  derived  from  the  sale  of  property  and 
blueprints. 

The  amount  expended  during  the  fiscal  vear  was  in  pajrment  of 
outstanding  liabiUties  due  for  new  work  at  the  close  of  the  nscal  year 
1908,  and  for  expenses  of  an  examination  made  of  the  area  dredged 
in  that  fiscal  year. 

On  June  30,  1909,  the  project  is  about  99.5  per  cent  completed,  the 
only  work  remaining  to  be  done  being  the  dredging  of  a  strip  20 
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feet  wide  and  2,600  feet  long  from  the  south  side  of  the  channel  in 
the  Eastern  Branch  between  the  Norfolk  and  Western  Railroad  and 
Campostella  highway  bridges,  for  which  purpose  the  estimate  for  com- 
pletion has  been  increased  by  $5,000. 

On  June  30,  1909,  the  main  channel  of  the  harbor  was  available  at 
mean  low  water  for  vessels  of  28  feet  draft  as  far  as  the  navy-yard, 
which  is  located  about  10  miles  from  deep  water  in  Hampton  Roads. 
The  Eastern  Branch  channel  is  available  at  mean  low  water  for  ves- 
sels drawing  22  feet  as  far  as  the  Campostella  bridge,  about  11  miles 
from  deep  water  in  Hampton  Roads.  The  normal  range  of  the  tide 
is  2.7  feet. 

The  Southern  Branch  of  the  Elizabeth  River  is  navigable  as  far  as 
the  Albemarle  and  Chesapeake  Canal  locks,  a  distance  of  about  11 
miles  above  the  confluence  of  the  Eastern  and  Southern  branches  of 
this  river.  The  Eastern  Branch  is  navigable  for  about  5  miles  above 
this  confluence.  From  this  confluence  to  deep  water  in  Hampton 
Roads  the  distance  by  the  main  river  is  about  9  miles. 

For  the  calendar  year  1908  the  water-borne  shipments  abrogated 
about  11,746,746  tons,  valued  at  about  $843,563,326.  The  chief 
products  handled  are  coal,  cotton,  fertilizer,  lumber,  and  agricultural 
products.  The  improvement  has  made  Norfolk  an  important  ship- 
ping point  for  bituminous  coal  from  the  West  Virginia  fields,  and  a 
new  railroad,  the  Virginian,  recently  completed,  conmienced  loading 
cargo  and  bunker  coal  at  its  pier  on  the  Elizabeth  River  in  April  last. 

It  has  not  been  found  practicable  to  ascertain  what  eflFects,  if  any, 
the  improvement  has  had  on  freight  rates. 

The  amount  estimated  as  a  profitable  expenditure  for  the  fiscal 
year  ending  June  30,  1911,  will  be  applied  in  removing  a  small  shoal 
west  of  the  Norfolk  and  Western  Railway  bridge  across  the  Eastern 
Branch,  and  in  completing  the  project  by  ciredjging  between  the 
Norfolk  and  Western  Railway  ana  Campostella  bndges. 

For  more  extended  information  and  maps,  see  Reports  of  Chief  of 
Engmeers  for  1880,  page  815;  1885,  page  1018;  1887,  page  969;  and 
1893,  page  1323.  For  reference  to  examinations  ana  surveys,  see 
Report  of  Chief  of  Engineers  for  1906,  page  238. 

July  1, 1908,  balance  unexpended $3,863.38 

Received  from  sales  during  fiscal  year 3.  50 

3,866.88 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment  : 3,863.38 


July  1, 1909,  balance  unexpended 3.  50 

Amount  (estimated)  required  for  completion  of  existing  project 5, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 10, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Hospital  Paint. — ^The  land  of  this  point  is  the  property  of  the 
United  States,  and  a  part  of  the  grounds  used  by  the  Navy  Depart- 
ment as  a  site  for  a  hospital.  The  main  channel  of  Norfolk  Harbor 
passes  in  front  of  and  close  to  this  point. 
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The  project  for  this  work,  adopted  in  1902,  required  the  cutting  oflF 
of  450  leet  of  the  point,  the  construction  of  a  sea  wall  and  wharf,  and 
the  dredging  of  the  area  on  both  sides  of  the  old  point.  The  depth 
to  be  secured  in  the. dredging  was  to  be  the  same  as  that  of  the  har- 
bor— 25  feet  at  mean  low  water.  The  estimated  cost  of  the  work  was 
$193,957,  all  of  which  has  been  appropriated. 

On  Jime  30,  1909,  the  expenditures  had  amounted  to  $193,957, 
and  had  resulted  in  the  completion  of  the  project.  Of  the  amount 
expended,  $6,392.39  was  applied  toward  mamtaining  the  project 
depth. 

During  the  fiscal  year  dredging  was  done  over  a  portion  of  the 
shoaled  area  south  of  the  point. 

The  amount  required  in  the  fiscal  year  1911  will  be  applied  to 
dredging  the  balance  of  the  shoaled  area  to  the  project  depth. 

The  statements  in  the  previous  section  of  this  report  regarding  the 
character  and  volume  of  the  commerce  aflFected  by  the  improvement 
of  Norfolk  Harbor,  and  as  to  the  tidal  range,  state  of  navigability 
of  the  harbor,  and  the  effect  of  the  improvement  on  freight  rates, 
apply  to  this  section  also. 

A  report  upon  an  examination  of  this  work  will  be  found  at  p^e 
964,  Annual  Keport  of  the  Chief  of  Engineers  for  1889;  and  in  the 
report  for  1897,  page  1335  et  seq.,  full  details  of  the  project,  with 
maps  explanatory  thereof,  are  given. 

July  1, 1908,  balance  unexpended |6, 392.  39 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 6, 392.  39 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement 5, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Thirty-foot  channel, — ^As  noted  in  section  (a)  above,  the  exist- 
ing ship  channel  affords  a  28-foot  navigation,  450  feet  wide,  from 
Hampton  Roads  to  the  jimction  of  the  Southern  and  Eastern  branches. 

Under  a  project  adopted  March  2,  1907,  the  existing  ship  channel 
is  to  be  deepened  to  30  feet  and  to  be  given  a  width  of  600  feet  from 
Hampton  Roads  to  Lambert  Point  and  800  feet  from  Lambert  Point 
to  the  junction  of  the  Eastern  and  Southern  branches  of  the  Elizabeth 
River.  This  project  also  includes  the  removal  of  the  shoals  at  the 
mouth  of  the  Eastern  Branch  to  a  depth  of  25  feet  and  a  width  of 
500  feet.     The  estimated  cost  of  the  project  is  $1,132,000. 

The  expenditures  to  June  30,  1909,  have  amounted  to  $261,281.62. 

The  sum  of  $16.15  has  been  received  from  sales. 

During  the  fiscal  year  dredging  was  continued  under  the  above- 
stated  project  on  the  sections  of  the  channel  between  Lambert  Point 
and  Craney  Island  light,  and  the  dredging  of  the  sections  between 
Craney  Island  light  and  Bush  Bluff  light-ship  and  between  Lambert 
and  Pinner  points  was  started.  At  the  close  of  the  fiscal  year  work 
was  still  in  progress  on  all  of  the  above-mentioned  sections. 

This  project  is  in  progress  under  a  continuing-contract  authoriza- 
tion, for  which  the  sum  of  $525,000  still  remains  to  be  appropriated. 

On  June  30,  1909,  the  project  was  about  40  per  cent  completed. 
The  work  accomplished  consisted  in  the  removal  of  the  shoals  at  the 
mouth  of  the  Eastern  Branch  and  the  partial  excavation  of  the  new 
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30-foot  channel  between  Pinner  Point  and  Bush  Bluff  li^t.  Work 
on  the  new  30-foot  channel  has  not  yet  progressed  sufficiently  to 
detennine  its  effect  upon  conmierce.  Vessels  have  recently  departed 
at  high  tide  drawing  31  feet. 

The  statements  contained  in  section  (a)  above  'regarding  the  char- 
acter and  volume  of  commerce,  tidal  range,  and  state  of  navigability 
of  the  channel  apply  to  this  section  also. 

The  amount  estimated  as  a  profitable  expenditure  for  the  fiscal 
year  ending  June  30,  1911,  will  be  applied  to  dredging  under  the 
existing  project  for  the  purpose  of  extending  the  benefits  of  the 
improvement. 

Reports^  with  maps,  upon  examinations  of  this  improvement  will 
be  found  m  House  Documents  Nos.  373  and  381,  Fifty-ninth  Con- 
gress, first  sessioli. 

July  1,  1908,  balance  unexpended $318, 234. 09 

Received  from  sales  during  fiscal  jrear 16. 15 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 200, 000. 00 


518,250.24 
June  30, 1909,  amount  expended  diuing  fiscal  year,  for  works  of  improve- 
ment      172,515.71 

July  1,  1909,  balance  unexpended 345,734.53 

July  1,  1909,  outstanding  liabilities 17,169.56 

July  1,  1909,  balance  available 328, 564. 97 

July  i,  1909,  amount  covered  by  uncompleted  contracts 330, 249.  78 

Amount  (estimated)  required  for  completion  of  existing  project 525, 000.  00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Julyl,  1909 150,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897. 

(See  Appendix  L  1.) 

5.  Western  branch  of  Elizabeth  River ^  Virginia. — ^The  channel  of  the 
river,  when  tiie  project  for  improvement  was  adopted,  was  12  feet 
deep  at  mean  low  water  and  from  50  to  300  feet  wide. 

The  project  adopted  Jiine  3, 1896, provided  for  obtaining,  by  dredg- 
ing, a  channel  200  feet  wide  and  20  feet  deep  at  mean  low  water  for  a 
distance  of  about  1  mile  from  deep  water  m  Norfolk  Harbor.  The 
estimated  cost  was  $45,000,  all  of  which  has  been  appropriated. 

Up  to  June  30,  1909,  the  sum  of  $44,671.65  has  been  expended  on 
this  improvement,  the  result  being  tiie  completion  of  the  project. 

It  is  proposed  to  utilize  the  available  balance  in  maintaining  the 
improvement. 

A  draft  of  19  feet  at  mean  low  water  can  be  carried  in  the  improved 
channel.     The  average  rise  and  fall  of  the  tide  is  2.7  feet. 

This  stream  is  navigable  for  small  sailboats  to  farms  situated  about 
9  miles  from  its  mouui. 

The  commerce  in  the  main  consists  of  manufactured  lumber,  ore, 
and  farm  products.  For  the  calendar  year  1908  it  is  reported  to  have 
amoimted  to  1,830,617  tons,  valued  at  $44,892,006. 

It  has  not  been  found  possible  to  ascertain  what  effecti  if  any,  the 
improvement  has  had  upon  freight  rates. 
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For  reference  to  list  of  reports  on  examinations  of  this  stream,  see 
Report  of  the  Chief  of  Engineers  for  1906,  pa^e  240. 

The  balance  of  funds  available  will  be  applied  to  maintaining  the 
channel  by  dredging. 

July  1,  1908,  balance  unex})ended $328.  35 

Amount  allotted  from  appropriation  by  river  and  harbor  art  approved  March 
3,1909 5,000.00 

5, 328.  35 
June  80,  1909,  turned  into  surplus  fund 328.  35 

July  1,  1909,  balance  unexpended 5, 000. 00 

(See  Appendix  L  2.) 

S.  Hampton  Roads,  Virginia, — Before  improvement,  vessels  of  more 
than  25  feet  draft  could  not  reach  Newport  News  on  account  of  the 
shoal  in  Hampton  Roads,  known  locally  as  "Middle  Ground  bar." 

Under  an  item  in  the  act  of  June  13,  1902,  provision  was  made  for 
dredging  a  channel  through  the  Middle  Ground  bar  500  feet  wide  and 
30  feet  aeep  at  mean  low  water.  The  estimated  cost  of  the  work  was 
$225,000. 

Up  to  June  30,  1909,  $228,572.10  had  been  expended  on  the  work, 
$3,572  of  which  was  for  maintenance.  The  project  had  been  com- 
pleted. 

During  the  fiscal  year  dredging  was  in  progress,  and  at  its  close  had 
not  been  completed.  The  purpose  of  this  work  is  to  give  the  section 
of  the  channel  originally  dredged  its  project  depth  over  the  required 
width,  shoaling  having  occurred  on  tne  easterly  side  of  its  northern 
end. 

On  June  30,  1909,  vessels  of  30  feet  draft  could  navigate  the  chan- 
nel safely.    The  average  tidal  range  is  2.5  feet. 

The  head  of  navigation  via  this  channel  is  at  Richmond,  Va.,  on  the 
James  River,  a  distance  of  about  105  miles  up  the  river. 

The  amount  of  commerce  when  the  improvement  was  undertaken 
in  1902  amounted  to  2,663,669  tons.  For  the  calendar  year  1908  it  is 
reported  to  have  amounted  to  6,354,774  tons,  valued  at  $432,472,181. 
The  bulk  of  the  tonnage  is  in  coal  and  grain. 

It  has  not  been  found  practicable  to  ascertain  what  effect,  if  any, 
the  improvement  has  haa  upon  freight  rates.  - 

It  is  proposed  to  expend,  under  an  existing  contract,  the  available 
balance  in  maintaining  the  project  depth  and  width  of  channel  for 
the  purpose  of  keeping  the  improvement  available. 

For  reference  as  to  reports  on  examinations  and  surveys,  see  Report 
of  the  Chief  of  Engineers  for  1906,  page  240. 

July  1,  1908,  balance  unexpended $12,416.09 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 3, 488. 19 

July  1, 1909,  balance  unexpended 8,927.90 

July  1,  1909,  outstanding  Labilities 2, 508.  42 

July  1, 1909,  balance  available 6, 419. 48 

July  1, 1909,  amount  covered  by  imcompleted  contracts ' 4, 234. 95 

(See  Appendix  L  3.) 
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4'  NansemondRvoer,  Virginia. — The  original  channel  of  this  stream 
pennitted  it  to  be  navigated  at  mean  low  water  by  vessels  drawing 
not  more  than  5  feet.  The  depth  was  increased  to  8  feet  at  the  same 
stage  of  tide  under  appropriations  made  between  1873  and  1878  at  a 
cost  of  $37,000. 

The  project  under  which  the  work  has  been  carried  on  until  recently 
was  adopted  August  11,  1888,  and  called  for  a  channel  100  feet  wide 
from  Suffolk,  the  head  of  navigation,  to  the  Western  Branch,  while 
from  the  latter  place  to  Town  roint  its  width  was  to  vary  from  200 
to  400  feet.  The  depth  to  be  obtained  throughout  was  12  feet  at  mean 
low  water.    This  improvement  was  estimated  to  cost  $152,500. 

At  present  it  is  contemplated  to  provide  a  channel  only  80  feet  wide 
and  12  feet  deep  at  mean  low  water  between  Suffolk  and  Town  Point, 
which  is  now  deemed  ample  for  the  commerce  of  the  stream. 

Up  to  June  30, 1909,  the  expenditures  under  the  project  of  1888  and 
its  modification  have  amounted  to  $54,767.71,  of  which  amount 
$14,090.60  has  been  applied  to  maintenance.  The  channel  between 
Suffolk  and  the  Western  Branch  has  been  dredged  to  80  feet  in  width 
and  12  feet  in  depth  at  mean  low  water,  and  a  turning  basin  has  been 
excavated  at  the  former  place.  The  project  is  about  67  per  cent 
completed. 

Work  on  maintaining  the  channel  in  the  vicinity  of  the  mouth  of 
the  Western  Branch  was  done  under  a  contract  for  dredging  in  that 
section  of  the  river  during  the  fiscal  year. 

At  the  close  of  the  fiscal  year  a  boat  drawing  11  feet  &t  mean  low 
water  could  reach  Suffolk,  the  head^Df  navigation,  18  miles  above  the 
mouth  of  the  river.  The  tidal  vanations  are  about  3  feet  at  Town 
Point  and  3.8  feet  at  Suffolk. 

The  commerce  of  the  stream  consists  principally  of  lumber,  agricul- 
tural products,  and  merchandise.  In  1890  it  is  reported  to  have 
reached  about  220,000  tons.  For  the  calendar  year  1908  it  is  reported 
to  have  amounted  to  132,292  tons,  valued  at  $3,651,525. 

It  has  not  been  f oimd  practicable  to  ascertain  what  effect,  if  any, 
the  improvement  has  had  upon  freight  rates. 

The  small  balance  unexpended  and  the  amoimt  estimated  as  a 
profitable  expenditure  for  the  fiscal  year  ending  June  30, 1911,  will  be 
applied  toward  maintaining  the  improvement. 

For  reference  to  list  of  reports  of  examinations  and  surveys,  see 
Report  of  Chief  of  Engineers  for  1906,  page  241. 

July  1, 1908,  balance  unexpended $5,039.84 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 807. 56 

July  1, 1909,  balance  unexpended 232.29 

Amount  (estimated)  required  for  completion  of  existing  project 10, 269. 50 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1, 1909 5, 000. 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  L  4.) 

B.  Pagan  River,  Virginia. — Originally  the  shoals  in  this  stream 
limited  the  draft  of  vessels  to  6^  feet  at  mean  low  water.    Under  a 
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project  adopted  in  1880  the  sum  of  $10,000  was  expended  in  dredging 
a  channel  60  feet  wide  and  8  feet  deep  at  mean  low  water  through 
three  shoals  between  the  mouth  and  Smithfield,  Va. 

The  project  upon  which  was  based  the  appropriation  of  $10,870  in 
the  act  of  June  13,  1902.  provided  for  obtaining  a  channel  from 
Smithj&eld  to  the  mouth  or  the  river  80  feet  wide  and  8  feet  deep  at 
mean  low  water.  The  estimated  cost  was  $28,870.  This  project  was 
modified  by  the  act  of  March  3.  1905,  which  authorized  the  expendi- 
ture of  the  balance  remaining  or  the  appropriation  of  1902  in  securing 
a  channel  not  less  than  40  feet  wide  and  of  such  depth  as  might  be 
obtained  without  exceeding  said  balance.  In  the  project  submitted 
under  the  above-cited  provision  of  law  it  was  stated  that  the  imex- 
pended  balance  would  provide  such  a  channel  10  feet  in  depth  at 
mean  low  water. 

Up  to  June  30, 1909,  the  expenditures  had  amoimted  to  $10,671.01, 
and  the  project  had  been  completed. 

There  is  now  a  navigable  channel  40  feet  wide  and  10  feet  in  depth 
at  mean  low  water  from  the  mouth  of  the  river  for  a  distance  of  about 
9  miles  to  Smithfield,  the  head  of  navigation.  The  average  range  of 
the  tide  is  2.6  feet. 

The  commerce  is  handled  by  numerous  small  schooners  and  sloops 
and  two  regular  steamers,  and  consists  largely  of  peanuts  and  oysters. 

The  commerce  of  this  stream  has  averaged  about  100,000  tons  a 
year,  but  has  varied  considerably  from  year  to  vear,  according  to 
whether  conditions  have  or  have  not  been  favorable  to  the  produc- 
tion of  peanuts  and  oysters.  For  the  calendar  year  1908  it  is  reported 
to  have  amoimted  to  84,108  tons,  valued  at  $14,100,400. 

It  has  not  been  found  practicable  to  ascertain  what  effect,  if  any, 
the  improvement  has  had  upon  freight  rates. 

Reports  upon  examinations  and  survej^s  of  this  river  will  be  found 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1875,  Part  2,  page 
156,  and  for  1901,  page  1174;  also  in  House  Document  No.  397, 
Sixtieth  Congress,  first  session. 

July  1,  1908,  balance  unexpended $198.99 

June  30, 1909,  amount  covered  into  eurplus  fund 198.  99 

(See  Appendix  L  5.) 

6.  Appomattox  River y  Virginia. — (a)  Oeneral  improvement — ^The 
original  chaimel  in  this  river  was  narrow  and  tortuous,  and  numerous 
shoals  prevented  vessels  drawing  more  than  6i  feet  from  navigating 
it  at  mean  high  water. 

The  origins  project,  which  is  also  the  existing  project,  was  adopted 
in  1871  and  revisea  in  1893.  The  project  as  revised  covers  the  attain- 
ment and  maintenance  of  a  channel  80  feet  wide  and  12  feet  deep  at 
mean  hich  water  between  Point  of  Rocks  and  Petersburg.  The  cost 
of  provioing  this  channel  was  estimated  at  $471,920  and  its  mainte- 
nance at  $10,000  annually. 

On  June  30,  1909,  the  sum  of  $465,288.76  had  been  expended 
toward  the  improvement  and  the  sum  of  $52,434.97  for  maintenance. 

The  amotmt  reported  as  expended  during  the  fiscal  year  was 
applied  to  improvmg  by  dredging  the  channel  between  Petersburg 
and  a  point  about  4  J  miles  below  and  in  maintaining  the  channel  by 
removing  shoals  formed  by  the  freshet  of  1908.  The  project  is  about 
completed  and  future  work  will  be  toward  maintenance. 
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At  the  present  time  the  channel  of  the  river  is  available  at  hieh 
water  for  vessels  of  about  9  feet  draft,  the  normal  range  of  the  tide 
being  about  2.6  feet.  The  head  of  navigation  is  Petersburg,  Va., 
about  11  miles  from  the  mouth  of  the  river. 

The  commerce  consists  of  lumber  and  miscellaneous  products.  In 
1890  it  amounted  to  about  20,000  tons.  It  gradually  increased  until 
in  1900  and  1901  it  amounted  to  about  150,000  tons.  Since  then  it 
has  decreased,  and  for  the  calendar  year  1908  it  is  reported  to  have 
been  31,830  tons. 

It  is  proposed  to  expend  the  balance  now  available  in  removing 
material  brought  down  bj  freshets  and  deposited  in  the  navigable 
channel  of  the  river.  This  work  is  required  to  render  the  navigable 
channel  available  in  the  interests  of  commerce.  Work  will  be  com- 
menced early  in  the  next  fiscal  year,  a  contract  having  been  awarded 
for  the  work. 

The  amount  estimated  as  a  profitable  expenditure  for  the  fiscal 
year  ending  June  30,  1911,  will  be  appUed  toward  the  removal  of 
material  deposited  in  the  navigable  cnannel  by  freshets,  for  the 
purpose  of  maintaining  the  improvement. 

An  examination  of  this  stream  was  made  in  1852,  to  which  refer- 
ence is  made  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1870, 
page  68.  A  survey  was  made  in  1870  and  the  report  published  in 
the  Annual  Report  of  the  Chief  of  Engineers  for  that  year,  com- 
mencing at  page  68.  An  examination,  with  plan  and  estimate,  was 
made  in  compUance  with  act  of  March  2,  1907,  and  the  report  will 
be  foimd  in  House  Document  No.  952,  Sixtieth  Congress,  first  session. 

Julyl,  1908,  balance  unexpended $49,192.23 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 6,000.00 

Amount  allotted  from  appropriation  for  emergencies  in  river  and  har- 
bor works,  act  of  March  2, 1907 10,000.00 

64, 192.  23 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  maintenance  of  improvement $43, 917.  66 

Repaid   to  appropriation  for  emergencies  in   river  and 

harbor  works 6,800.00 

50,717.66 


July  1, 1909,  balance  unexpended .' 13, 474.  57 

Julyl,  1909,  outstanding  liabilities ^ 3,17L55 

Julyl,  1909,  balance  available 10,303.02 

July  1, 1909,  amount  covered  by  uncompleted  contracts 4, 633. 65 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 6,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  At  Petersburg. — ^The  project  for  the  work  contemplated  is  not 
to  provide  a  navigable  channel,  but  to  excavate  a  new  channel  into 
which  to  deflect  the  river,  and  thus  overcome  the  trouble  experienced 
by  the  deposit  of  sediment  in  the  navigable  channel  of  the  river  in 
the  neighborhood  of  Petersburg. 

The  project  for  this  work,  wnich  was  adopted  Jime  13,  1902,  con- 
templates the  excavation  to  mean  low  water  of  a  cut  from  200  to  300 
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feet  wide  and  2  J  miles  long  'and  the  diversion  of  the  river  into  the 
said  cut  by  means  of  a  dam  built  across  the  present  channel  at  the 
head  of  the  harbor  of  Petersburg,  and  ineludes  the  construction  of 
bridges  for  the  highways  and  railway  crossing  the  new  channel  and 
other  incidental  work.  The  estimate  for  the  work  was  $200,000, 
which  amoimt  has  been  provided. 

The  river  and  harbor  act  of  March  3.  1909,  authorized  a  contract 
for  the  completion  of  the  diversion  work  at  a  cost  of  $60,000,  yet  to 
be  appropriated. 

At  the  close  of  the  fiscal  year  1909  the  sum  of  $186,199.88  had 
been  expended,  all  of  the  land  needed  has  been  purchased,  the  high- 
way ana  railway  bridges  have  been  built,  the  new  cut  excavated, 
except  where  rock  was  encountered,  and  the  dam  across  the  Appo- 
mattox River  built  to  a  height  of  9.5  feet  above  diversion  low  water. 
The  expenditures  during  the  fiscal  year  were  appUed  to  payment  for 
work  done  imder  contract.  The  project  is  completed  as  far  as  avail- 
able funds  permit. 

It  has  not  been  foimd  possible  to  ascertain  what  eflFect,  if  any,  the 
improvement  has  had  upon  freight  rates. 

The  balance  of  funds  will  be  appUed  to  completing  the  work  under 
the  adopted  project,  provided  funds  are  appropriated  for  the  addi- 
tional work  of  excavating  rock  and  earth,  revetting  banks,  raising 
levee,  and  raising  height  of  dam.  The  amoimt  estimated  for  mainte- 
nance will  be  appUed  to  repairing  and  revetting  levee. 

The  commerce  to  be  affected  by  the  improvement  contemplated  is 
the  same  as  that  mentioned  in  the  preceding  section,  and  all  general 
statements  made  therein  apply  equally  well  to  this  section. 

A  report  upon  an  examination  and  survey  will  be  foimd  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1882,  page  907.  An- 
other report,  with  a  map,  will  be  found  in  the  Report  of  the  Chief  of 
Engineers  for  1889,  page  957.  Other  reports  will  be  found  in  the 
Annual  Reports  of  the  Chief  of  Engineers  for  1893,  page  1345,  and 
for  1901,  page  1467. 

July  1, 1908,  balance  unexpended 164, 818.  41 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     51,018.29 

July  1, 1909,  balance  unexpended 13,800.12 

Amount  (estimated)  required  for  completion  of  existing  project 60, 000. 00 


65.000.00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  exclusive  of  tne  balance  unexpended  July  1, 1909: 

For  works  of  improvement $60, 000. 00 

For  maintenance  of  improvement 5, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June,  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  L  6.) 

7.  Harbor  at  Oape  Charles  Oity,  Va, — ^The  tarbor  proper  is  land- 
locked and  covers  an  area  of  10  acres,  and  it  and  the  exposed  chan- 
nels leading  thereto  had,  before  the  beginning  of  the  work,  a  depth  of 
12  feet  at  mean  low  water. 

The  project  was  adopted  in  1890  and  requires  the  dredging  of  a 
channel  tlurough  Cherrystone  Inlet  and  bar  100  and  200  feet  wide, 
respectively,  and  16  feet  deep  at  mean  low  water,  the  dredging  of  an 
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entrance  channel  100  feet  wide  of  the  same  depth,  and  dredging  over 
the  entire  area  of  the  protected  and  inclosed  harbor  to  a  depth  of  14 
feet  at  mean  low  water.  Jetties  of  stone  were  to  be  constructed  for 
the  protection  of  the  channel  leading  into  the  basin.  This  work  was 
estimated  to  cost  $142,340. 

The  expenditures  to  June  30,  1909,  amounted  to  $119,033.71,  and 
resulted  in  the  dredging  and  redredging  of  one-half  of  the  inner  harbor 
to  the  proper  depth  and  the  excavation  of  channels  of  the  required 
dimensions  through  the  inlet  and  the  entrance  to  the  basin  and  the 
construction  of  875  feet  of  the  north  jetty  and  232  feet  of  the  south 

t'etty.  The  north  jetty  is  1,625  feet  in  length,  but  750  feet  of  this  was 
mift  without  expense  to  the  United  States.  Of  the  amount  expended, 
$13,360.16  was  applied  to  maintenance.  The  project  is  about  85  per 
cent  completed. 

On  June  30,  1909,  a  vessel  drawing  12  feet  could  enter  the  harbor 
at  mean  low  water.  The  docks  within  the  landlocked  harbor  are 
about  3  miles  from  the  16-foot  contour  in  Chesapeake  Bay  at  Cherry- 
stone bar.     The  range  of  the  tide  is  about  2.5  feet. 

The  commerce  consists  mainly  of  miscellaneous  freight,  agricul- 
tural products,  fertilizer,  and  some  oysters  and  fish.  At  the  b^in- 
ning  of  the  improvement  the  annual  commerce  was  about  400,000 
tons.  For  the  calendar  year  1908  it  is  reported  to  have  amounted  to 
1,811,731  tons,  valued  at  $45,293,275.  It  has  not  been  found  prac- 
ticable to  ascertain  what  effect,  if  any,  the  improvement  has  had 
upon  freight  rates. 

The  available  balance  and  amounts  estimated  for  will  be  applied 
to  dredging  under  the  adopted  project,  and  in  maintaining  the  im- 
provement for  the  benefit  of  existing  commerce. 

For  more  extended  information,  see  Annual  Report  of  the  Chief  of 
Engineers  for  1890,  page  975. 

July  1,  1908,  balance  unexpended |30, 401. 11 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement Ill,  074.  66 

For  maintenance  of  improvement 13, 360. 16 

24,434.82 


July  1,  1909,  balance  unexpended 5, 966.  * 


Amount  (estimated)  required  for  completion  of  existing  project 30, 700. 16 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  tlie 
balance  unexpended  Juljr  1,  1909 25,000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  L  7.) 

8.  Waterway  from  Norfolk j  Va.,  to  the  sounds  of  North  Carolina. — 
This  waterway  extends  from  Norfolk,  Va.,  via  the  Southern  Branch 
of  the  Elizabeth  River  to  Deep  Creek,  thence  through  the  Dismal 
Swamp  Canal  to  South  Mills,  N.  C,  and  from  the  latter  point  through 
Turners  Cut  to  the  Pasquotank  River,  to  Albemarle  Soimd,  and  thence 
to  PamHco  Sound  by  (Jroatan  Sound. 

The  draft  which  could  be  carried  through  this  waterway  at  the 
time  of  the  adoption  of  the  project  for  improvement  was  limited  to 
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2^  feet,  at  mean  low  water,  owing  to  the  deterioration  of  the  Dismal 
Swamp  Canal,  which  originally  had  had  a  depth  of  about  6  feet. 

The  project,  adopted  March  3,  1899,  provides  for  the  dredging  of 
channels  in  Deep  Creek,  Turners  Cut,  through  a  shoal  in  the  Pas- 

§uotank  River  near  Ship  Yard  bar,  and  through  a  bar  in  Croatan 
oimd  near  Croatan  light.  All  these  channels,  except  the  last  named, 
were  to  be  100  feet  wide  and  10  feet  deep  at  mean  low  water.  The 
Croatan  channel  was  to  be  200  feet  wide  and  12  feet  deep  at  mean  low 
water.  For  the  protection  of  these  channels  sheet  piling  was  to  be 
driven  where  necessary.  The  estimated  cost  of  this  work  was 
$274,310. 

Up  to  Jime  30,  1909,  the  sum  of  $251,196.46  had  been  expended 
on  tne  project  and  $9,090.91  on  its  maintenance.  The  project  has 
been  completed,  and  the  additional  work  required  is  for  maintenance. 

The  amoimt  reported  as  expended  during  the  fiscal  year  for  main- 
tenance was  applied  toward  expenses  of  inspections  of  the  water 
route  made  from  time  to  time,  dredging  in  Deep  Creek,  Virginia,  and 
removing  sunken  obstructions  in  the  Pasquotank  River,  North 
Carolina. 

The  amoimt  estimated  as  a  profitable  expenditure  for  the  fiscal 
year  ending  June  30, 1911,  will  be  applied  toward  removal  of  obstruc- 
tions and  toward  dredging  for  the  purpose  of  maintaining  the  improve- 
ment. 

On  June  30,  1909,  vessels  drawing  10  feet  of  water  can  at  mean 
low  water  navigate  through  all  sections  of  the  route  which  have  been 
improved  by  the  Unitea  States.  The  canal  which  extends  from 
Deep  Creek  to  South  Mills,  is  maintained  at  the  expense  of  a  private 
corporation,  which  tries  to  keep  it  available  for  vessels  of  10  feet 
draft,  but  on  June  30,  1908,  the  limiting  depth  for  the  entire  route 
was  only  9  feet,  owing  to  the  existence  of  shoal  places  in  the  canal. 
Deep  Cieek  is  the  only  tidal  portion  of  the  improvement,  and  there 
the  rise  and  fall  averages  3  feet.  In  the  other  sections  the  water 
level  changes  according  to  the  direction  and  velocity  of  the  wind. 
The  route  is  about  67  miles  in  length. 

The  commerce  for  the  calendar  year  1908  is  reported  to  have 
amounted  to  319,573  tons,  valued  at  $5,613,700.  The  main  items 
of  commerce  are  coal,  fertilizer,  timber,  and  farm  products. 

It  has  not  been  found  practicable  to  ascertain  what  effect,  if  any, 
the  improvement  has  haa  upon  freight  rates. 

For  list  of  reports  of  exammations  and  surveys,  see  Annual  Report 
of  the  Chief  of  Engineers  for  1906,  page  246. 

July  1, 1908,  balance  unexpended $4,820.40 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 2, 237. 77 

July  1,  1909,  balance  unexpended 2,582.63 

July  1, 1909,  outstanding  liabilities 1,107.22 

July  1,  1909,  balance  available 1, 475. 41 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  80, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5,000.00 

Submitted  in  compliance  with  req^uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  L  8.) 
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9,  Inland  water  route  from  Norfolk,  Va,,  to  Albemarle  Sound, 
North  Carolina,  through  Uurrituck  oound, — ^Tnis  route  extends  from 
Norfolk,  Va.,  to  Albemarle  Sound,  via  the  Southern  Branch  of  the 
Elizabeth  River,  Albemarle  and  Chesapeake  Canal,  North  Landing 
River,  Currituck  Sound,  Coanjock  Bay,  North  Carolina  Cut,  and 
North  River.  The  canal  and  cut  mentioned  are  now  controlled  by  a 
pivate  corporation. 

This  route  had  originally  a  good  5-foot  mean  low-water  channel, 
but  navigation  was  obstructed  oy  snags,  sunken  lo^,  and  overhang- 
ing trees.    Sharp  bends  added  to  the  other  difficulties  of  navigation. 

until  the  act  of  September  19,  1890,  the  work  of  improvement  was 
carried  on  imder  several  separate  projects,  upon  which  a  total  of 
$240,169.69  had  been  expended.  By  that  act  all  these  projects  were 
consolidated. 

The  present  project,  adopted  September  19,  1890,  provides  for 
obtaining  a  channel  80  feet  wide  and  9  feet  deep  at  mean  low  water 
through  the  whole  extent  of  the  waterway  to  be  improved  by  the 
United  States,  at  an  estimated  cost  of  $306,667.08,  including  the  pre- 
vious expenditures  above  mentioned.  The  project  is  considered  as 
complete,  the  additional  work  required  being  for  maintenance.  Since 
September  19,  1890,  and  up  to  June  30,  1909,  the  sum  of  $61,987.64 
has  been  expended  upon  this  improvement  and  $33,234.30  upon 
maintenance. 

Tiie  expenditures  during  the  fiscal  year  were  applied  to  mainte- 
nance. 

The  work  consisted  in  keeping  the  waterway  clear  of  sunken 
obstructions. 

Tiie  amoimt  estimated  as  a  profitable  expenditure  for  the  fiscal 
year  ending  June  30,  1911,  will  be  applied  m  maintaining  the  im- 
provement l)y  keeping  the  various  channels  clear  of  logs,  snags,  and 
similar  obstructions,  and  in  redredging  parts  of  the  channel  through 
Currituck  Soimd  where  these  have  detenorated. 

The  channels  through  the  various  portions  of  the  route  are  now 
from  60  to  80  feet  wide  and  have  a  depth  of  9  feet  at  mean  low  water. 
The  draft  of  vessels  which  can  pass  through  the  route  at  mean  low 
water  on  June  30,  1909,  is  9  feet.     The  route  is  about  67  miles  long. 

There  is  no  limar  tide  in  any  portion  of  the  route,  except  in  the 
Southern  Branch  of  the  Elizabeth  River,  where  the  average  rise  and 
fall  is  2.7  feet.  In  the  other  sections  the  water  level  varies  according 
to  the  velocity  and  direction  of  the  wind,  for  which  an  allowance  oi 
0.5  foot  is  made,  but  severe  storms  may  cause  an  elevation  or  de- 
pression of  2  feet  or  more. 

The  commerce  has  varied  considerably  since  the  route  was  opened 
to  navigation.  The  highest  reported  was  for  the  calendar  year  1890, 
when  it  amoimted  to  403,111  tons.  Since  that  time  it  has  decreased 
considerably,  and  for  the  calendar  jeax  1908  it  amoimted  to  133,081 
tons;  value  not  known.  The  principal  items  of  shipment  consist  of 
co^  fertilizer,  and  timber  products. 

The  gradual  decrease  in  the  commerce  of  the  route  is  due  to  the 
depletion  of  the  forests  and  the  consequent  decrease  in  timber  ship- 
ments. 

It  has  not  been  foimd  possible  to  ascertain  what  effect,  if  any,  the 
improvement  has  had  upon  freight  rates. 
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Considerable  diflSculty  is  experienced  in  keeping  this  waterway  free 
from  obstructions  by  fogs  dropped  from  rafts  due  to  the  improper 
construction  of  the  rafts,  and,  in  the  absence  of  any  adequate  laws 
pennitting  the  Engineer  Department  to  control  the  construction  of 
rafts,  it  has  been  found  impossible  to  prevent  the  frequent  occurrence 
of  these  obstructions. 

For  references  as  to  examinations  and  surveys,  see  Annual  Report 
of  the  Chief  of  Engineers  for  1906,  page  247. 

July  1, 1908,  balance  unexpended |1, 827. 16 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 1,500.00 


3, 327. 16 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 478. 10 

July  1,  1909,  balance  unexpended 1, 849. 06 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Submitted  in  compliance  with  reciuirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  ' "' 


(See  Appendix  L  9.) 

10.  Perquimcms  River,  North  Carolina, — ^Before  work  was  begun 
navigation  was  obstructed  by  numerous  stumps  just  below  the  town 
of  IRrtford,  N.  C,  which  hmited  the  draft  of  vessels  to  7  feet. 

The  first  appropriation  for  the  Perquimans  River  was  made  in 
1876,  and  was  oased  on  a  project  to  provide  a  channel  200  feet  wide 
with  a  depth  of  9^  feet  at  mean  low  water  through  a  stumpy  reach 
near  Hertrord,  N.  C.,  and  the  amount  provided  ($2,500)  was  expended 
in  obtaining  said  channel,  which  was  completed  in  1877. 

The  existing  project,  adopted  by  Congress  March  3,  1905,  was  to 
provide  a  channel  200  feet  wide  and  9  feet  deep  at  mean  low  water 
through  the  stumpy  reach  about  800  feet  below  Hertford,  N.  C,  at 
an  estimated  cost  of  $11,250. 

To  June  30,  1909,  $11,168.06  had  been  expended,  and  all  the  work 
conternplated  has  been  completed. 

On  June  30,  1909,  vessels  drawing  9  feet  can,  at  mean  low  water, 
reach  the  town  of  Hertford. 

There  is  no  lunar  tide  in  the  river,  the  level  of  the  surface  of  the 
water  varying  according  to  the  direction  and  velocity  of  the  wind. 
The  average  diflference  in  elevation  is  about  one-half  foot,  but  storms 
ma^r  cause  a  difference  of  as  much  as  2  feet  or  more.  The  head  of 
navigation  is  at  Newby's  bridge,  about  26  miles  from  the  mouth  of 
the  nver. 

An  estimate  in  1902  placed  the  commerce  at  about  36,000  tons, 
and  for  the  calendar  year  1908  it  is  reported  to  have  amounted  to 
13,100  tons,  valued  at  $660,000.  The  principal  items  of  freight 
transported  were  lumber,  logs,  fertilizer,  and  cotton  seed. 

It  nas  not  been  found  practicable  to  ascertain  what  effect,  if  any, 
the  improvement  has  had  upon  freight  rates. 

July  1, 1908,  balance  unexpended $81.94 

July  1, 1909,  balance  unexpended 81.  94 

(See  Appendix  L  10.) 

Digitized  by  VjOOQ IC 


286  REPORT  OP  THE  CHIEF  OP  ENGINEERS,  XJ.  B.  ARMT. 

11.  Bldchwater  River ,  Virginia. — In  its  original  condition  this 
stream  aflForded  a  natural  channel  of  7  feet  depth,  but  navigation  was 
difficult  owing  to  the  existence  of  obstructions  and  sharp  &nds. 

Between  1878  and  1882  Congress  appropriated  a  total  of  $14,000 
for  the  improvement  of  the  stream,  to  consist  of  the  removal  of  logs, 
snags,  overhanging  trees,  and  the  removal  of  sharp  bends.  Opera- 
tions ceased  in  1884,  from  which  time  no  work  was  done  upon  the 
river  to  1908. 

The  existing  project  was  adopted  March  2,  1907,  and  provides  for 
the  clearing  of  tne  stream  of  the  existing  obstructions  so  as  to  afford 
a  condition  of  easy  navigation.  The  estimated  cost  of  the  project  is 
$8,000,  all  of  which  has  been  appropriated. 

To  June  30,  1909,  there  had  oeen  expended  $2,144.33  on  the  exist- 
ing project,  which  is  completed,  and  $988.26  has  been  expended  for 
maintenance.  During  the  fiscal  year  work  was  confined  to  mainte- 
nance in  removing  simken  obstructions.  The  available  balance  will 
be  expended  in  maintaining  the  improvement  as  may  be  foimd  nec- 
essary from  time  to  time. 

The  sum  of  $15  has  been  received  from  sales. 

On  June  30,  1909,  vessels  drawing  7  feet  can  navigate  the  river. 
The  river  is  a  tideless  stream,  and  the  only  fluctuations  in  the  water 
level  are  those  due  to  freshets,  which  usuaUy  do  not  exceed  3  to  4 
feet.  The  river  is  navigable  from  the  railroad  bridge  ^at  Franklin, 
Va.,  to  its  mouth,  a  distance  of  about  13  miles. 

Ehiring  the  calendar  year  1908  the  commerce  amoimted  to  6.390 
tons,  valued  at  $862,400.  The  principal  items  consisted  of  agncul- 
tural  products,  timber,  and  fertilizer. 

It  is  impracticable  to  state  what  effect,  if  any,  has  been  made  by 
the  improvement  upon  freight  rates. 

For  more  extended  information,  see  Report  of  the  Chief  of  Engi- 
neers for  1875,  part  2,  page  161,  and  report  of  an  examination  printed 
in  House  Document  No.  177,  Fifty-ninth  Congress,  first  session. 

July  1, 1908,  balance  unexpended $5,866.67 

Received  from  sales  during  fiscal  year 16.00 

6, 870. 67 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 988. 26 

July  1, 1909,  balance  unexpended 4, 882. 41 

July  1, 1909,  outstanding  liabilities 23. 40 

July  1, 1909,  balance  available 4, 869. 01 

(See  Appendix  L  11.) 

IZ.  Meherrin  River j  North  Carolina. — In  its  original  condition  this 
stream  afforded  a  navigable  channel  about  80  feet  wide  and  7  feet 
deep  from  its  mouth  to  the  town  of  Murfreesboro,  N.  C.  The  chan- 
nel was  tortuous  and  badly  obstructed  by  logs,  overhanging  trees,  and 
a  few  shoals. 

In  the  year  1882  Congress  appropriated  S5,000  toward  the  improve- 
ment of  the  river,  the  improvement  to  consist  in  the  removal  of  the 
obstructions  to  navigation,  and  operations  were  carried  on  from  time 
to  time  in  the  years  1883  to  1886,  inclusive.  The  total  expenditure 
amoimted  to  $4,584.53. 
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The  existing  project  was  adopted  by  Congress  March  2,  1907.  It 
provides  for  the  removal  of  existing  obstructions  in  the  nature  of 
simken  logs,  overhan^g  trees,  and  a  few  shoals,  so  as  to  render  navi- 
gation easy.  The  estimated  cost  of  the  project  is  S6,000,  all  of  which 
has  been  appropriated. 

To  Jime  30,  1909,  there  had  been  expended  on  the  existing  project 
$1,932.88,  which  is  completed.  The  sum  expended  for  maintenance 
is  SI, 4 12. 42.  During  the  present  fiscal  vear  the  maintenance  work 
was  confined  to  the  removal  of  sunken  obstructions.  It  is  proposed 
to  expend  the  available  balance  in  maintaining  the  improvement  as 
may  oe  found  necessary  from  time  to  time. 

The  simi  of  SIO  has  oeen  received  from  sales. 

On  Jime  30,  1909,  the  maximum  draft  that  could  be  carried  with 
safety  was  7  feet.  The  river  is  a  tideless  stream,  but  freshets  cause 
variations  in  the  water  level  of  3  to  4  feet.  The  head  of  navigation  is 
at  Miufreesboro,  11  miles  above  the  mouth  of  the  river. 

During  the  calendar  year  1908  the  commerce  of  the  river  aggregated 
8^690  tons,  valued  at  $1,086,700.  The  principal  items  of  shipment  are 
tmiber  products  and  general  merchandise. 

It  is  impracticable  to  state  what  eflFect,  if  any,  the  improvement  has 
had  on  freight  rates. 

For  more  extended  information,  see  Report  of  the  Chief  of  Enmneers 
for  1882,  page  1114,  and  report  of  examination  printed  inHouse 
Document  No.  137,  Fifty-ninth  Congress,  first  session. 

July  1,  1908,  balance  unexpended |4,067. 12 

Received  from  sales  during  fiscal  year 10. 00 

4,077.12 
June  30,  1909,  amount  expended  during  fiscal  year  for   maintenance  of 
improvement 1, 412. 42 

July  1,  balance  unexpended 2, 664. 70 

(See  Appendix  L  12.) 

IS,  Roanoke  River,  North  Carolina. — Originally  the  navigable 
channel  to  Indian  Highland  bar,  67  miles  above  the  mouth,  was  10 
feet  deep  at  mean  low  water,  and  thence  to  the  town  of  Weldon,  which 
is  129  miles  from  the  mouth,  the  minimum  depth  was  2^  feet  at  the 
same  stage. 

The  project,  adopted  in  1871,  contemplates  a  channel  with  a  least 
width  of  50  feet  from  Hamilton  to  Weldon,  5  feet  deep  at  mean  low 
water,  and  the  removal  in  the  lower  portion  of  the  river,  below  the 
former  point,  of  such  obstructions  as  may  be  necessary  to  accommo- 
date vessels  navigating  North  Carolina  sounds.  The  estimated  cost 
of  the  work  was  $269,000. 

The  expenditures  to  June  30,  1909,  amounted  to  $240,005.42,  of 
which  amount  $11,315.19  has  been  expended  in  maintenance  and 
$1,355  was  received  from  sales.  The  project  is  about  80  per  cent 
completed.  The  channel  obstructions  have  been  removecf,  and  a 
channel  depth  of  4  feet  at  mean  low  water  over  the  projected  width 
has  been  provided  between  Hamilton  and  Weldon.  On  June  30, 
1908,  vessels  .drawing  84  feet  could  go  as  far  as  Hamilton,  and  beyond 
that  point,  to  within  a  short  distance  of  Weldon,  4  feet  coiild  be  carried 
at  mean  low  water.    A  bar  is  forming  at  the  mouth  of  the  river,  due 
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to  deposits  brought  down  by  freshets,  and  this  has  somewhat  dimin- 
ished the  depth  that  could  otherwise  be  carried  to  Hamilton.  The 
upper  river  is  subject  to  heavy  freshets,  which  cause  the  only  varia- 
tion in  the  level  of  the  water  surface.  Weldon,  situated  about  129 
miles  h'om  the  mouth,  is  the  head  of  navigation. 

TTie  only  work  done  during  the  fiscal  year  was  in  the  nature  of 
maintenance  and  consisted  in  the  removal  of  sunken  and  overhead 
obstructions. 

The  commerce  has  varied  considerably  since  the  improvement  was 
undertaken,  the  maximum  amount  of  freight  transported  having  been 
in  1891,  when  it  was  376,181  tons.  Since  then  it  nas  decreased,  and 
for  the  calendar  year  1908  it  was  reported  at  78,775  tons,  valued  at 
SI, 402 ,080.     The  principal  item  of  snipment  is  timber. 

The  depletion  of  the  forests  and  the  development  of  railroads  in 
the  territory  tributary  to  the  river  have  served  to  reduce  the  volume 
of  water-borne  freight  in  recent  years. 

It  has  not  been  found  possible  to  ascertain  what  effect,  if  any,  the 
improvement  has  had  upon  freight  rates. 

The  balance  available  and  the  amount  estimated  for  wiD  be  applied 
in  maintaining  the  improvement  by  keeping  the  channel  clear  of 
lo^,  snags,  and  similar  obstructions. 

For  reference  to  reports  of  examinations  and  surveys,  see  Report 
of  the  Chief  of  Engineers  for  1906,  page  249. 

July  1, 1908,  balance  unexpended |3, 962.48 

Received  from  sales  during  fiscal  year 3.  25 

3, 965. 73 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 616. 15 

July  1,  1909,  balance  unexpended 2, 349. 58 

Amount  (estimated)  required  for  completion  of  existing  project 41, 925. 88 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balimce  unex- 
pended July  1, 1909 r 5,000.00 

Submitted  in  compliance  with  requirements  of  sundrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  L  13.) 

^4-  Removing  sunJcen  vessels  or  craft  olstructing  or  endangeringnavi- 
gation — (a)  Wreck  of  Raze. — This  sloop  sunk  in  James  River,  Virginia, 
about  1  mile  northeast  by  north  from  Nansemond  River  light.  Its 
removal  was  authorized  July  14,  1908.  The  wreck  was  removed  dur- 
ing the  month  of  July,  1908,  by  private  parties  free  of  expense  to  the 
United  States. 

(6)  LogSy  MdcJcey  CreeTc,  North  Carolina. — ^These  logs  sunk  in  the  cut 
approacmng  Mackey  Creek,  North  Carolina.  Their  removal  was  au- 
thorized January  27, 1909.  The  logs  were  removed  during  the  month 
of  February,  1909,  at  a  cost  of  $252.62. 

(c)  Wreck  of  Bismarck, — This  schooner  simk  in  Hampton  Roads, 
Virginia,  about  1  mile  from  Pig  Point  light-house.  Its  removal  was 
authorized  April  16,  1909.  The  wrecK  was  removed  during  the 
month  of  April,  1909,  at  a  cost  of  S250. 

(See  Appendix  L  14.) 
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SXAMINATION  HADE  IN  COMPLIANCE  WITH  THE  BIVEB  AND  HABBOB  ACT 
APPBOVED    MABCH   3,    1909. 

Report  dated  May  12,  1909,  on  preliminary  examination  of  PoirU 
Harbor  cJumnd,  North  Carolina,  required  by  the  river  and  harbor  act 
of  March  3,  1909,  was  duly  submitted  by  the  district  officer.  It  was 
reviewed  bv  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  was  transmitted  to  Congress  and  printed  in  House  Docu- 
ment No.  78,  Sixty-first  Congress,  first  session.  The  locahty  is  not 
considered  worthy  of  improvement  by  the  General  Government. 

IMPROVEMENT   OF   RIVERS   AND    HARBORS   IN   THE   WULMINGTON, 
NORTH  CAROLINA,  DISTRICT. 

This  district  was  in  the  chaise  of  Capt.  Earl  I.  Brown,  Corps  of  Engi- 
neers.    Division  engineer,  Cof  Dan  C.  Kingman,  Corps  of  Engineers. 

i.  Scuff emong  niver,  North  Carolina. — From  the  mouth  to  Co- 
lumbia is  5  miles;  to  Spruill's  bridge,  23  iniles. 

Before  work  was  commenced  on  the  river  there  was  only  about  5 
feet  across  the  bar  at  its  mouth.  The  upper  portion  was  obstructed 
by  logs,  snags,  stumps,  overhanging  growth,  and  abrupt  bends,  per- 
mitting navigation  by  small  vessels  only. 

The  original  project,  adopted  in  1876,  was  to  dredge  the  bar,  make 
cut-offs  at  sharp  bends,  and  remove  obstructions  so  as  to  obtain  a 
channel  60  feet  wide  and  9  feet  deep  at  low  water  up  to  Spruill's 
bridge. 

The  present  proiect,  adopted  by  act  of  Jime  13,  1902,  provides  for 
dredging  a  channel  3,400  feet  long,  150  feet  wide,  and  9  feet  deep  at 
mean  low  water  across  the  bar  at  the  mouth  of  the  river,  at  a  cost  of 
$14,000. 

The  project  is  about  70  per  cent  completed. 

Expended  prior  to  1902  on  previous  project |8, 000. 00 

Expended  on  present  project  up  to  June  30,  1909: 

For  improvement Ill,  500. 00 

For  mamtenance 4,001.32 

15, 50L  32 

Total 23,501.32 

There  was  no  work  done  during  the  fiscal  year  1909.  The  expen- 
ditures, $31.35,  were  for  outstanding  Uabilities  of  the  previous  fiscal 
year  and  for  travel  expenses  incurred  in  an  examination  of  a  bridge 
at  Columbia. 

At  the  close  of  the  fiscal  year  1909,  the  conditions  so  far  as  known 
are  a  channel  9  feet  deep  at  mean  low  water.  90  feet  wide  for  2,700 
feet  of  its  length,  and  130  feet  wide  for  700  leet  of  its  length  across 
the  bar  at  the  mouth  of  the  river;  thence  to  Cross  Landing,  14  miles 
above,  a  good  open  channel  of  7  feet  at  mean  low  water,  free  from 
obstacles;  thence  to  Spruill's  bridge,  9  miles  farther,  7  feet  at  mean 
low  water,  but  the  river  in  many  places  is  narrow  and  crooked  and 
obstructed  by  overhanging  trees  on  the  banks  and  by  logs  and  snags 
in  the  channel. 

It  is  proposed  to  apply  the  available  balance,  together  with  S2,600 
allotted  from  act  of  March  3, 1909,  for  preservation  and  maintenance 
9001— BNQ  1909 19 
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of  rivers  and  harbors  and  the  additional  appropriation  recommended 
to  the  completion  of  the  project  and  to  maintenance. 

This  is  a  nontidal  stream  with  no  slope,  the  oscillations  of  the  sur- 
face being  controUed  by  the  winds. 

Spruill^  bridge.  23  miles  from  its  mouth,  is  the  head  of  navigation, 
to  which  point  7  reet  can  be  carried  at  mean  low  water. 

The  commerce  for  1908  amounted  to  12,515  tons,  valued  at  approxi- 
mately $215,200,  a  decrease  of  56,115  tons  below  last  year.  The 
principal  falling  off  was  caused  by  the  completion  of  the  Norfolk  and 
oouthem  Railway  to  Columbia  and  the  discontinuance  of  the  steam- 
boat line  between  Columbia  and  Edenton. 

July  1,1908,  balance  unexpended |1, 530. 03 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 2,500.00 

4,030.03 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 31. 35 

July  1,  1909,  balance  unexpended 3,998.68 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2, 500. 00 

Suomitted  in  comi)liance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Ml.) 

2.  Fishina  Creek,  North  Carolina, — When  improvement  began  the 
stream  was  badly  obstructed  by  masses  of  fallen  timber,  overhanging 
trees  on  banks,  logs  and  snags  m  channel,  and  was  navigable  by  rafts 
only  a  few  miles  above  the  mouth. 

The  original  project  of  1889  was  to  clear  the  stream  of  logs,  snags, 
trees,  etc.,  up  to  Bellamy's  mill.  It  was  amended  in  1896  to  Umit  tne 
work  to  that  part  below  the  Wilmington  and  Weldon  Railroad  bridge, 
and  this  amended  project  was  completed  in  1901.  The  sum  of 
$22,715.10  was  spent  on  this  project,  which  has  been  finished. 

Amount  expended  on  present  project  up  to  June  30, 1909,  for  main- 
tenance, $2,534.90. 

The  lower  6  miles  of  the  stream  was  cleared  of  obstructions  in 
1909. 

It  is  not  navigable  above  Beech  Swamp  on  account  of  its  tortuous 
course  and  rapid  current.  Below  that  point  it  is  navigable  during 
the  higher  stages  about  eight  months  annuaUy. 

The  stream  is  reported  by  those  interested  in  its  navigation  to  be 
in  poor  condition  to  Beech  Swamp,  being  badly  obstructed  bv  fallen 
trees,  logs,  and  snags.  Between  Beech  Swamp  and  the  railroad  bridge 
the  condition  of  tne  stream  is  unknown,  but  it  is  presumably  bad. 
The  owners  of  the  vessels  navigating  this  stream  report  that  there 
are  so  many  obstructions  that  it  is  unsafe  to  navigate  unless  the  water 
is  at  least  2  feet  higher  than  the  stages  at  which  it  was  safe  to  navi- 
gate just  after  the  stream  had  been  cleared  out. 

The  present  head  of  navigation  is  Beech  Swamp,  17.5  miles  from 
its  mouth,  to  which  about  2  feet  can  be  carried  during  about  three 
months  of  the  year. 
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The  water  surface  varies  from  a  minimum  depth  of  6  inches  at  low 
water  to  10  feet  during  the  high  freshet  stages. 

The  commerce  for  1908  amounted  to  1,694  tons,  valued  at  $29,851, 
showing  a  gain  over  that  for  1907  of  203  tons.  It  consisted  principally 
of  cotton  seed,  cotton-seed  meal,  fertilizers,  timber,  etc. 

The  effect  of  the  improvement  on  railroad  and  boat  rates  can  not  be 
definitely  stated  >  but  the  stream  when  opened  to  navigation  affords 
an  outlet  to  farm  products,  timber,  lumber,  etc.,  which  have  no  other 
outlet  except  by  wagons. 

References:  Annual  Reports  for  1890,  page  1179;  1893,  page  1377; 
1900,  page  1796;  1905,  page  1203. 

It  is  proposed  to  apply  the  appropriation  recommended  to  the 
maintenance  of  the  natural  channel  as  far  as  Beech  Swamp. 

July  1,  1908,  balance  unexpended $347. 12 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 347. 12 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement 1, 500. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  2.) 

S,  Pamlico  and  Tar  rivers.  North  Carolina. — (One  river,  called  the 
PamUco  below  Washington,  N.  C,  and  the  Tar  above  that  point.) 
Distance  from  Washington  to  Greenville,  22  miles;  to  Tarboro,  49 
miles;  to  Fishing  Creek,  56  miles;  to  Little  Falls,  88  miles;  to  Rocky 
Mount,  89  miles. 

Prior  to  its  improvement,  which  was  begun  in  1876,  the  Pamlico 
River  (that  portion  of  the  stream  below  Washington)  was  obstructed 
by  war  blockades,  sunken  logs,  snags,  stumps,  and  sand  shoals. 

The  governing  low-water  depths  were  5  leet  to  Wasliington  and 
perhaps  1  foot  to  Tarboro,  the  navigation  to  which  place  was  practi- 
cable during  freshet  stages  only.  About  3  feet  could  be  carried  to 
Tarboro  during  about  eight  high-water  months  per  year. 

The  original  project  for  the  improvement  of  the  river  below 
Washington  was  that  submitted  in  December,  1875  (Annual  Report 
of  the  Chief  of  Engineers  for  1876,  p.  361  )y  and  adopted  by  Congress 
August  14,  1876,  and  had  for  its  object  to  provide  9  leet  at  low  water, 
from  Washington  to  its  mouth,  by  dredging  and  the  removal  of  piles 
and  obstructions  at  an  estimated  cost  of  $28,050.  In  the  project 
proper  the  proposed  draft  to  be  provided  was  not  specified,  but  work 
under  the  project  was  devoted  to  securing  9  feet  at  mean  low  water. 
Under  this  project  the  sum  of  $18,000  was  appropriated,  of  which 
$17,877.12  was  expended;  the  remainder,  $122.88,  was  transferred  to 
the  improvement  of  the  PamUco  and  Tar  rivers,  when  the  improve- 
ments were  combined  in  1880. 

The  Tar  River  (that  portion  of  the  stream  above  Washington), 
prior  to  improvement,  was  obstructed  by  sunken  logs,  piles,  wrecks, 
stumps,  snags,  and  trees  in  the  channel,  and  overhanging  trees  along 
its  banks.  The  original  project  for  this  portion  of  the  stream  was 
that  of  1879  (Annual  Report  of  the  Chief  of  Enrineers  for  1879. 
p.  700)  for  the  removal  of  obstructions  between  Washington  ana 
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Tarboro  at  an  estimated  cost  of  $10,000.  An  appropriation  of  S3,000 
was  made  for  this  purpose  in  1879,  of  which  S2,867.27  was  expended, 
leaving  a  balance  of  $132.73,  which  was  transferred  to  the  joint 
improvement. 

In  1889  the  project  was  extended  to  clear  the  natural  channel 
above  Tarboro,  34  miles,  to  Little  FaUs,  and  the  estimate  was  increased 
$16,200,  making  the  total  estimate  $92,200. 

The  present  project  is  that  of  1876  (for  Pamlico  River),  and  of 
1879,  1889,  and  1907  (for  Tar  River),  somewhat  modified  to  secure  a 
channel  100  feet  wide  and  9  feet  deep  at  mean  low  water  to  Washing- 
ton; thence  a  channel  60  feet  wide  and  4  feet  deep  at  low  water  for 
22  miles  farther,  to  Greenville;  thence  a  channel  60  feet  wide  and  20 
inches  deep  at  low  water  for  26  miles  farther,  to  Tarboro;  thence 
to  keep  clear  of  obstructions  the  natural  channel  34  miles  farther, 
to  Little  Palls,  2  miles  below  Rocky  Mount,  N.  C. 

The  project  as  modified  by  act  of  March  2,  1907,  changed  the  depth 
between  Washington  and  GreenviUe  from  3  to  4  feet  at  mean  low 
water,  at  an  estimated  cost  of  $3,800. 

The  work  for  the  year  was  for  maintenance  and  consisted  in  remov- 
ing the  worst  obstructions  from  the  channel  between  Washington 
and  the  mouth  of  Fishing  Creek,  and  making  surveys  of  the  shoals 
immediately  below  Greenville,  and  also  in  the  vicinity  of  the  Norfolk 
and  Southern  Railway  bridge  at  Washington. 

Expended  prior  to  1876  on  previous  projects |15, 000. 00 

Expended  on  present  project  to  June  30,  1909: 

For  improvement $149,875.83 

For  mamtenance 23, 485. 42 

173, 360. 75 

Total 188,360.75 

The  project  of  1875,  with  its  various  modifications,  is  completed, 
and  at  the  beginning  of  the  fiscal  vear  there  was  a  channel  to  Washing- 
ton 100  feet  wide  and  9  feet  deep  at  mean  low  water;  thence  to 
Greenville  a  channel  60  feet  wide  and  4  feet  deep  at  low  water,  which 
is  in  good  condition  except  for  a  small  amount  of  snagging  required. 
Tiie  oredged  cuts  below  and  above  Washington  have  slightly  deteri- 
orated during  the  year. 

Above  Greenville  the  river  has  deteriorated  for  lack  of  maintenance 
and  is  navigable  only  during  freshet  stages  of  variable  duration, 
extending  over  six  or  eight  months  of  the  year. 

It  is  proposed  to  apply  the  available  balance,  together  with  the 
appropriation  recommended,  to  maintenance  of  the  improvement, 
both  above  and  below  Washington. 

The  stream  is  nontidal.  Below  Washington  the  only  surface 
variations  of  importance  are  due  to  the  wind,  with  an  extreme  range 
of  3  feet  under  normal  conditions.  Long  protracted  easterly  or 
westerly  winds  sometimes  cause  variations  of  7  or  8  feet.  The 
variations  of  the  upper  portion  of  the  river  are  affected  by  freshets 
only. 

The  head  of  navigation  is  Dunbar's  bridge,  108  miles  from  the 
mouth. 

The  commerce  for  the  year  1908  amounted  to  353,429  tons,  valued 
at  approximately  $7,909,369  (a  decrease  as  compared  with  1907  of 
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74,959  tons) .  It  consisted  principally  of  cotton,  cotton-seed  products, 
grain,  potatoes,  wood,  timber,  lumber,  fertilizer,  and  general  mer- 
chandise. 

The  tendency  of  the  improvement  is  to  keep  down  freight  rates. 

References:  History  and  maps,  Annual  Reports,  1890,  page  1114; 
1891,  page  1347;  1896,  pages  161  and  1101,  and  1907,  page  267. 

July  1, 1908,  balance  unexpended $1, 542. 40 

Amount  allotted  from  appropriation   by  river  and   harbor  act  approved 

March  3,  1909 5,000.00 

Amount  received  as  rent  during  fiscal  year 125. 00 

6,667.40 
June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 1, 667. 40 

July  1,  1909,  balance  unexpended 5, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  f>ection  7  of  the  river  and  harbor  act  of  1S99. 

(See  appendix  M  3.) 

J^..  Contentnia  Creek,  North  Carolina, — Distance  from  the  mouth 
to  ?now  Hill,  31^  miles;  Speights  bridge,  50^  miles;  Stantonsburg, 
63  miles. 

Previous  to  improvement  this  stream  was  obstructed  throughout 
its  entire  length  by  fallen  timber,  sand  shoals,  and  overhanging 

growth,  and  was  navigable  for  shallow-draft  craft  during  only  the 
i^er  freshet  stages  of  about  three  to  six  months  of  the  year. 
The  original  project  of  1881  was  to  clear  the  stream  of  these  ob- 
structions, so  as  to  obtain  from  its  mouth  to  Stantonsburg,  63  miles,  a 
depth  of  not  less  than  3  feet  during  the  higher  stages,  about  nine 
months  of  the  year,  at  a  cost  estimated  in  1888  at  $77,500. 

The  Droject  of  1881  as  extended  in  1894  included  maintenance 
below  onow  Hill,  and  was  again  extended  in  1899  to  include  main- 
tenance from  Stantonsburg  to  the  mouth.  The  project  has  been 
completed,  and  additional  work  required  is  for  mamtenance. 

Amount  expended  up  to  June  30,  1909: 

For  improvement .' $64,394.56 

For  mamtenance: 10,096.33 

Total 74,490.89 

The  work  of  the  year  consisted  of  maintenance  by  snagginff  between 
the  mouth  of  the  creek  and  the  twenty -fourth  mile  post  and  between 
the  thirty-fifth  and  forth-second  mile  posts.  • 

At  the  close  of  the  fiscal  year  the  creek  between  its  mouth  and 
Snow  Hill  was  in  fair  condition  and  could  be  navigated  during  six 
months  of  the  year  by  boats  drawing  3  to  4  feet,  depending  upon  the 
rainfall.  Snow  Hill,  31  i  miles  from  its  mouth,  is  practically  the 
head  of  navigation,  although  during  the  higher  stages  of  water  boats 
can  ascend  tne  stream  to  Speights  bridge,  50^  miles  from  its  mouth. 

The  portion  of  the  stream  between  Snow  Hill  and  Fools  Bridge,  10^ 
miles  aoove,  is  now  being  resnagged,  the  upper  7  miles  having  been 
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completed,  and  the  remaining  3^  mOes  will  be  completed  with  funds 
now  in  hand. 

The  stream  is  subject  to  freshets  rising  15  feet  above  low  water  at 
Snow  Hill  and  Stantonsburg. 

The  commerce  for  the  year  1908  amounted  to  18,800  tons,  valued 
at  approximately  $516,712.  It  consisted  principally  of  cotton, 
cotton-seed  meal,  timber,  lumber,  fertilizer,  general  merchandise,  etc. 

The  effect  of  tne  improvement  on  railroad  and  boat  rates  can  not 
be  definitely  stated,  but  the  stream  when  opened  to  navigation  affords 
an  outlet  to  farm  products,  timber,  lumber,  etc.,  which  have  no  other 
outlet  except  bv  wagon. 

It  is  proposed  to  apply  the  available  balance  and  the  appropriation 
recommended  to  maintenance  below  Speights  bridge. 

References:  Annual  Reports,  1881,  page  1009;  1890,  page  1118; 
1896,  page  1103. 

July  1,  1908,  balance  unexpended.. $1,713.46 

Amount  received  as  rent  during  fiscal  year 125. 00 


1, 838. 46 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 027. 35 

July  1;  1909,  balance  unexpended 811. 11 

July  1,  1909,  outstanding  liabilities... 361.91 

July  1,  1909,  balance  available 449. 20 


Amount  that  can  be  profitably  expended  in  fi8oal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  4.) 

5.  Neuse  and  Trent  rivers ^  North  Carolina. — (a)  Neuse  River. — 
Distance  from  Newborn  to  Contentnia  Creek,  82  miles;  to  Kinston, 
50  miles;  to  Whitehall,  74  miles;  to  Goldsboro  (Wilmington  and 
Weldon  Railroad  bridge),  94  miles;  to  Smithfield,  150  miles. 

There  is  considerable  uncertainty  as  to  the  conditions  existing  prior 
to  1878,  when  improvement  by  the  Government  was  begun.  Before 
the  civil  war,  and  probably  for  some  time  afterwards,  light-draft 
steamers  made  more  or  less  regular  trips  as  high  up  as  Smithneld,  but 
the  low-water  depth  probably  did  not  exceed  2  feet,  and  the  stream 
was  obstructed  by  snags  ana  after  the  civil  war  by  war  blockades. 
(See  Annual  Report  of  the  Chief  of  Engineers  for  1905,  p.  240.) 

The  original  project  of  1871,  as  extended  in  1878-79  and  1880  and 
'continued  to  date,  provides  for  an  8-foot  navigation  up  to  Newbem 
during  the  entire  year,  4  feet  to  Kinston,  and  during  nme  months  of 
the  year  3  feet  to  Smithfield,  by  the  removal  of  war  obstructions, 
dredging,  jettying,  and  snagging,  at  a  total  estimated  cost  of  $374,000; 
extended  m  1902  to  include  dredging  a  channel  300  feet  wide  below 
Newbem  and  200  feet  wide  at  Newbem,  to  a  depth  of  8  feet  at  dead 
low  water,  in  accordance  with  report  and  estimate  printed  in  Annual 
Report  of  the  Chief  of  Engineers  for  1905,  page  1427,  at  an  estimated 
additional  cost  of  $59,081.25.  Since  its  adoption  this  additional  esti- 
mate has  been  reduced  to  $24,000. 
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In  1902  the  improvement  of  this  river  was  combined  with  that  of 
the  Trent. 

Amount  expended  on  forgoing  projects  to  June  30,  1909: 

For  improvement $331 ,  144. 77 

For  mamtenance 23,107.69 

Total - .* 354,252.46 

The  expenditures  for  the  year  were  $8,106.94,  of  which  $3,721.10  was 
for  maintenance,  which  consisted  of  snagging  between  Newborn  and 
Seven  Springs,  and  $4,385.84  was  for  improvement,  which  consisted 
of  dredgmg  at  Union  Point  shoal,  and  at  a  shoal  in  the  western  chan- 
nel, about  2  miles  above  Newbem. 

As  a  result  of  the  expenditures  to  date  the  channel  at  and  below 
Newbem  has  been  completed  to  project  width  and  depth,  all  war 
blockades  have  been  cleared  away,  and  the  natural  channel  has  been 
cleared  to  Smithfield,  150  miles  above  Newbern.  No  attempt  has 
been  made  to  maintain  the  stream  above  Waynesboro  Landing  (Golds- 
boro),  98i  miles  above  Newbern.  At  low  water  8  feet  can  be  carried 
to  Newbem,  4  feet  to  Village  Creek,  25  miles  above,  2.5  feet  to  the 
mouth  of  Contentnia  Creek,  31^  miles  above  Newbern,  and  1  foot  to 
Kinston,  50  miles  above  Newbem,  above  which  point  the  river  is  not 
navigable  on  stages  of  less  than  2  to  3  feet. 

A  channel  known  as  the  '*  Western  channel,"  immediately  above 
Newbem,  has  been  cleared  to  a  depth  of  4  feet  at  mean  low  water, 
and  is  now  being  dredged  to  a  depth  of  4  feet  at  dead  low  water. 

The  channel  ox  the  river  between  Newbem  and  Seven  Springs,  near 
Whitehall,  is  in  good  condition. 

The  practical  nead  of  navigation  is  Waynesboro  landing,  about 
136  miles  from  the  mouth  of  the  river. 

The  stream  is  nontidal.  The  variation  of  the  water  surface  below 
Newbem  is  due  entirely  to  the  influences  of  the  wind.  The  maximum 
range  is  3.3  feet  during  severe  northwest  winds  to  8i  feet  during 
violent  northeast  gales.  The  upper  river  is  subject  to  freshets,  whicn 
rise  17  feet  at  Smithfield,  18  feet  at  Waynesboro  Landing,  and  20  feet 
at  Kinston. 

The  funds  on  hand  are  to  be  used  for  maintenance  and  in  securing 
the  project  depth  of  4  feet  between  Newbem  and  Kinston  by  dredging. 

It  is  not  considered  practicable  to  carry  out  the  project  above  New- 
bern as  it  now  stands  for  any  reasonable  amount  of  money,  but  the 
appropraition  recommended  will  be  applied  toward  securing  4  feet 
to  the  mouth  of  Contentnia  Creek  and  2  feet  thence  to  Kinston  by 
jetties,  training  walls,  and  dredging  where  necessary,  and  toward 
maintenance  or  the  improvement. 

The  commerce  of  the  year  amounted  to  384,418  tons,  valued  at 
$7,083,720.  It  consisted  of  grain,  timber,  lumber^  fertilizers,  general 
merchandise,  etc.  One  of  tne  causes  of  the  falling  off  of  the  com- 
merce is  the  discontinuance  of  the  line  of  steamers  between  Newbern 
and  Belhaven. 

Freight  rates  are  materially  lessened  by  reason  of  the  improvement. 

References:  See  Annual  Keports  of  1879,  page  71;  1900,  pages 
268  and  1802;  1901,  page  1545. 
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Julyl,  1908,  balance  unexpcoided $11,718.48 

Amount  received  as  rent  during  fiscal  year 250. 00 

11,96&48 
June  30, 1909,  amount  expended  during  fiscal  year: 

-  For  works  of  improvement |4, 385.  84 

For  maintenance  of  improvement 3,721. 10 

8, 106. 94 

July  1, 1909,  balance  unexpended 3,861.54 

July  1, 1909,  outstanding  liabilities 1,662.80 

Julyl,  1909,  balance  available 2,198.74 

Amount  (estimated)  required  for  completion  of  existing  project 72, 500. 00 

Amount  that  can  be  profitably  exi>ended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 ". («) 

Submitted  in  compliance  with  recjuirements  of  simdry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(h)  Trent  River. — Distance  from  the  mouth  at  Newbem  to  Pol- 
loksville,  18  miles;  to  lower  Quaker  bridge,  27  miles;  to  Trenton,  38 
miles.  Its  original  condition  was  a  channel  of  6  feet  depth  to  ]rol- 
loksville,  and  the  stream  was  fairly  clear  to  lower  Quaker  bridge, 
above  which  point  it  was  badly  obstructed. 

The  original  project  of  1879  (see  Annual  Report  of  the  Chief  of 
Engineers  for  1879,  p.  711)  was  to  secure  3  feet  depth  at  low  water 
to  Trenton;  extended  in  1886  to  obtain  8  feet  depth  through  Foys 
flats;  extended  in  1889  to  clear  out  obstructions  to  upper  Quaker 
bridge,  40  miles  above  Trenton.  The  sum  of  $64,262.64  was  ex- 
pended on  this  project  and  its  modifications. 

In  1896  the  project  of  1879  was  amended  to  provide  for  the  main- 
tenance of  a  channel  only  30  feet  wide  and  3  feet  deep  from  Newbem 
to  Trenton,  at  an  annual  estimated  cost  of  $2,500.  This  was  extended 
in  1902  to  include  dredging  at  Newbem  to  8  feet  depth  at  dead  low 
water  from  harbor  line  to  channel,  at  an  estimated  cost  of  $24,000 
additional.  The  existing  project,  therefore,  is  to  dredge  to  8  feet 
dead  low  water  at  Newbem  and  maintain  a  channel  30  feet  wide  and 
3  feet  deep  at  low  water  to  Trenton.  In  1902  the  improvement  of 
this  river  was  combined  with  that  of  the  Neuse.  This  project  has 
been  completed. 

By  joint  resolution  approved  March  4,  1907,  authority  was  given 
to  expend  such  portion  of  the  appropriation  made  in  river  and  harbor 
act  of  March  2,  1907,  as  may  oe  necessary  for  securing  a  channel  6 
feet  deep  over  Foys  flats  in  the  Trent  River,  about  4  miles  above 
Newbem.     This  work  has  been  done. 

Amount  expended  on  existing  project  up  to  June  30,  1909: 

For  improvement |25, 817.  78 

For  mamtenance 18,378.61 

Total 44,196.39 

a  See  consolidated  money  statement  on  page  298, 
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The  expenditures  for  the  year  were  $5,205.64,  of  which  $2,079.17 
was  for  improvement  and  $3,126.47  for  maintenance. 

The  work  of  the  year  resulted  in  obtaining  a  depth  of  6  feet  at  dead 
low  water  over  Foys  flats,  as  outlined  in  joint  resolution  approved 
March  4,  1907,  and  in  maintaining  the  channel  between  Newbem  and 
Trenton.    The  project  is  completed,  except  f6r  maintenance. 

The  improvement  above  Trenton  has  been  abandoned. 

Between  Trenton  and  Newbern  a  4-foot  channel  exists  and  the 
stream  is  in  good  condition.  The  maximum  draft  that  can  be  carried 
June  30,  1909,  to  Trenton,  38  miles  above  the  mouth,  which  is  the 
head  of  navigation,  is  4  feet. 

Near  the  mouth  the  water  level  varies  about  3  feet  under  normal 
conditions,  according  to  the  pjrevailing  winds.  Long  protracted 
easterly  or  westerly  winds  sometimes  cause  a  variation  of  7  or  8  feet. 
At  Trenton  the  stream  is  subject  to  freshets  of  about  5  to  15  feet 
during  the  winter  months. 

The  commerce  for  the  year  1908  amounted  to  237,240  tons^  valued 
at  approximately  $4,847,611,  showing  a  decrease,  compared  with  1907, 
of  31,136  tons,  valued  at  $7,217,867.  This  falling  off  in  volume  of 
commerce  is  directly  attributable  to  the  abandonment  of  a  line  of 
steamers  formerly  operated  by  the  Norfolk  and  Southern  Railway 
Company  between  Belhaven  and  Elizabeth  City,  after  this  company 
had  built  a  railroad  connecting  these  points. 

The  conmierce  carried  consisted  principally  of  fertilizers,  general 
merchandise,  machinery,  timber,  lumber^  etc. 

The  effect  of  this  improvement  on  freight  rates  is  not  known,  but 
it  affords  transportation  facihties  to  the  town  of  Trenton,  which  has 
no  other  means  except  by  wagon. 

References:  Annual  Reports,  1879,  page  711;  1900,  pages  268  and 
1802;  1901;  page  1545. 

The  availabSd  balance  and  the  appropriation  asked  for  will  be 
appUed  to  maintenance  of  the  improvement.  % 

July  1,1908,  balance  unexpended $8,608.61 

Amount  received  as  rent  during  fiscal  year 375. 00 

8,983.61 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $2, 079. 17 

For  maintenance  of  improvement 3, 126. 47 

5,205.64 


July  1, 1909,  balance  unexpended 3, 777. 97 

July  1, 1909,  outstanding  liabilities 825.  22 

July  1,  1909,  balance  available 2,952.75 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  baltmce  unex- 
pended July  1, 1909 (fl) 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

a  See  consolidated  money  statement  on  page  298. 
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CONSOUDATED. 

July  1,  1908,  balance  unexpended |20, 327. 09 

Amount  received  as  rent  during  fiscal  year 625. 00 

20,952.09 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvemeiit |6, 465. 01 

For  maintenance  of  improvement 6, 847.  57 

13,312.58 


July  1,  1909,  balance  unexpended 7, 639. 51 

July  1,  1909,  outstanding  liabilities 2, 488.  02 


July  1,  1909,  balance  available 5, 151. 49 

Amount  (estimated)  required  for  completion  of  existing  project 72, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  tiie 
balance  unexpended  July  1,  1909 33, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  5.) 

6.  Inland  vmterway  from  Pamlico  Sound  to  Beaufort  Tnlet^  North 
Carolina. — Distance  from  the  10-foot  mean  low-water  contour  in 
Adams  Creek  (a  tributary  of  the  Neuse  River)  to  the  head  of  Adams 
Creek  is  about  7  miles;  from  the  head  of  Adams  Creek  across  the 
country  to  the  head  of  Core  Creek  is  about  3  miles ;  from  the  head  of 
Core  Creek  to  the  mouth  of  Core  Creek  is  about  4  miles ;  and  the  dis- 
tance from  the  mouth  of  Core  Creek  to  the  10-foot  depth  at  mean  low 
water  in  the  Newport  River  is  about  4  miles,  making  the  total  dis- 
tance over  which  dredging  will  be  required  about  18  miles. 

At  the  time  of  the  adoption  of  the  existing  project  a  low-water 
depth  of  about  5  feet  could  be  carried  from  the  10-foot  contour  in 
Adame  Creek  to  near  its  head ;  from  the  head  of  Adams  Creek  to  the 
head  of  Core  Creek  is  across  dry  land ;  from  the  head  of  Core  Creek 
to  its  mouth  the  creek  is  practically  bare  at  low  water,  and  from  the 
mouth  of  Core  Creek  to  the  10-foot  contour  in  Newport  River  the 
low-water  depth  formerly  averaged  about  6  feet. 

The  present  and  only  project,  adopted  by  act  of  Congress  approved 
March  2,  1907,  contemplates  securing,  by  dredging,  a  channel  10  feet 
deep  at  low  water  from  PamUco  Sound  to  Beaufort  Inlet  via  Adams 
and  Core  creeks,  said  channel  to  have  a  minimum  bottom  width  of  90 
feet  through  dry  land  with  side  slopes  of  1  to  2^,  a  minimum  bottom 
width  of  125  feet  with  side  slopes  of  1  to  3  throflgh  narrow  parts  of 
the  creek  and  river  portions,  and  a  minimum  bottom  width  of  250 
feet  with  side  slopes  of  1  to  3  in  wide  parts  of  creeks  and  sounds,  at 
an  estimated  cost  of  $550,000. 

Amount  expended  on  project  for  improvement  to  June  30,  1909, 
$101,012.90. 

The  work  of  the  year  consisted  of  laying  out  and  superintending 
the  work,  purchasing  227.45  acres  of  land  for  the  right  of  way,  remov- 
ing under  contract  1,250,827  cubic  yards  of  material  from  the  pre- 
scribed cross  section,  completing  34,182.3  feet  of  channel,  which 
varies  in  width  from  90  to  250  feet,  and  starting  the  work  of  the 
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construction  of  a  steel  highway  bridge  over  Core  Creek  under  con- 
tract. 

The  river  and  harbor  act  of  March  2,  1907,  authorized  continuing 
contracts  for  completing  the  project  in  the  sum  of  $360,000,  of  which 
$45,000  is  yet  to  be  appropriatea. 

The  funds  in  hand  will  be  used  in  completing  the  waterway,  and 
the  additional  appropriation  recommended  will  be  applied  to  work  of 
maintenance. 

References:  Pages  1393  and  1394,  Report  of  the  Chief  of  Engi- 
neers for  1904,  and  House  Document  No.  84,  Fifty-ninth  Congress, 
second  session. 

July  1, 1908,  balance  unexpended $358, 253. 18 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 135, 000. 00 

493,  253. 18 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        89,266.08 


July  1, 1909,  balance  imexpended 403,987. 10 

July  1,  1909,  outstanding  liabilities 48,611.97 

July  1, 1909,  balance  available 355, 375. 13 

July  1, 1909,  amount  covered  by  uncompleted  contracts 279, 868.  49 

Amount  (estimated)  required  for  completion  of  existing  project 45, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909  20, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  6.) 

7.  Watenvay  between  Newhem  and  Beaufort,  N,  0.  (via  Neuse 
River  J  Clubfoot  CreeTc,  Clubfoot  and  Harlowe  Canal  (private),  Ear- 
lowe  Creek  J  and  Newport  River), — Distances:  Newbern  to  Clubfoot 
Creek,  20  miles;  thence  to  Clubfoot  and  Harlowe  Canal,  6  miles; 
thence  to  Harlowe  Creek,  3.2  miles;  thence  to  Newport  River,  3i 
miles;  thence  to  Beaufort,  7  miles. 

The  first  appropriation  for  this  work  was  made  by  the  river  and 
harbor  act  or  1882,  which  provided  that  $5,000  from  the  appropria- 
tion for  Neuse  River  and  a  like  sum  from  the  appropriation  for  Beau- 
fort Harbor  should  be  **  applied  to  the  improvement  of  the  Une  of 
inland  navigation  from  Newbern  to  Beaufort  Harbor/' 

No  estimate  or  project  for  said  improvement  had  at  that  time  been 
made,  but  in  October,  1883^  (Annual  Report  of  the  Chief  of  Engi- 
neers for  1884,  p.  1067),  an  estimate  was  prepared  which  contem- 
plated a  channel  80  feet  wide  and  9  feet  deep,  at  an  estimated  cost 
of  $883,580,  exclusive  of  the  cost  of  a  tide  lock  and  of  the  canal  com- 
pany's franchise  and  property. 

The  available  funds  being  totally  inadequate  for  this  improvement, 
the  project  adopted  in  1884  for  the  expenditure  of  said  funds  con- 
templated a  channel  30  feet  wide  and  5  feet  deep  at  mean  low  water, 
the  estimated  cost  being  $92,000. 

This  project  of  1884  constitutes  the  existing  project. 

All  work  of  improvement  has  been  confined  to  the  natural  channels 
in  Clubfoot  and  Harlowe  creeks  and  Newport  River. 
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Amount  expended  on  existing  project  to  June  30,  1909: 

For  improvement $29,739.  84 

For  mamtenance 7,260. 16 

Total 37,000.00 

The  expenditures  during  the  year  were  for  clearing  the  obstructions 
from  Clubfoot  and  Hariowe  creeks. 

The  governing  depth  in  Hariowe  Creek  was  increased  several  yeara 
ago  to  the  project  aepth  of  5  feet,  but  for  lack  of  maintenance  had 
decreased  to  aoout  1  foot  in  1905.  During  the  fiscal  year  1907  the 
shoal  at  the  mouth  of  the  creek  was  redredged  to  the  project  depth, 
but  another  shoal  of  less  consequence  was  left  inside  the  creek.  The 
channel  in  Clubfoot  Creek  haa  never  been  dredged  imtil  the  fiscal 
year  1906.  Some  snagging,  etc.,  had  been  done  inlboth  creeks,  but  no 
work  in  the  canal  connecting  the  two  creeks  has  ever  been  done  by 
the  Government,  since  said  canal  is  owned  by  a  corporation. 

The  dredged  cut  at  the  mouth  of  Hariowe  Creek  has  deteriorated 
considerably  since  its  completion,  but  on  account  of  the  dredging  done 
in  Clubfoot  Creek  during  the  fiscal  year  1906  and  in  1907  those  por- 
tions of  the  waterway  imder  improvement  are,  on  the  whole,  in  better 
condition  now  than  ever  before,  although  there  are  many  complaints 
of  logs,  etc.,  otetructing  the  private  canal. 

The  controUing  depth  at  mean  low  water  is  now  from  2  to  2^  feet, 
the  shoalest  place  being  near  the  mouth  of  Hariowe  Creek;  but  at 
high  water  about  4  feet  can  be  carried,  shoalest  water  being  in  the 
canal. 

No  additional  appropriation  is  recommended  for  the  maintenance 
of  this  waterway,  as  after  the  inland  waterway  from  Pamlico  Sound 
to  Beaufort  Inlet  is  completed  the  present  route  via  Clubfoot  and 
Hariowe  Canal  will  not  be  required. 

The  commerce  for  the  year  1908  amounted  to  35,433  tons,  valued  at 
approximately  $1,699,042,  showing  an  increase  over  the  commerce 
for  1907  of  6,903  tons.  This  conmierce  consisted  principally  of 
cotton,  cotton  seed,  oysters,  clams,  timber,  lumber,  and  general 
merchandise. 

References:  Annual  Reports,  1884,  page  106;  1890,  page  1130;  and 
1896,  page  113. 

July  1, 1908,  balance  unexpended $722. 39 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 722.  39 

Amoimt  (estimated)  required  for  completion  of  existing  project 55, 000. 00 

(See  Appendix  M  7.) 

5.  Harbor  at  Beaufort^  N.  C. — When  improvement  (begun  in  1836) 
was  resumed  in  1881,  the  erosion  at  Fort  Macon  and  Shackelford 
points  was  causing  serious  deterioration  of  the  inside  channels  and 
threatening  detenoration  of  the  bar  channel.  The  governing  low- 
water  depth  is  said  to  have  been  15  feet  on  the  bar  and  2  ^t  at 
Beaufort,  N.  C. 

The  original  project  is  that  of  1881,  to  stop  erosion  at  the  inlet 
(Fort  Macon  and  ohackelford  points)  by  jetties  and  to  provide  a 
channel  200  feet  wi^ie  and  9  feet  deep  at  ordinary  low  tide  to  Beau- 
fort, and  a  channel  100  feet  wide  and  6  feet  deep  from  Beaufort  to 
the  6-foot  contour  of  the  channel  leading  up  North  River,  estimated 
to  cost  $82,103.38,  increased  in  1885  to  $159,000,  when  the  project  was 
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modified  by  reducing  the  channel  to  Beaufort  to  100  feet  and  its 
depth  to  5  "feet  at  mean  low  water  and  eliminating  the  channel  east 
from  Beaufort.  In  1887  the  estimate  for  the  above  work  was  further 
increased  to  $163,000. 

The  project  was  again  modified  in  1890,  the  project  depth  of  the 
bulkhead  channel  b^ing  increased  to  7  feet.  The  project  as  modified 
was  completed. 

The  amount  expended  imder  the  original  project  as  modified  was 
$148,843.  To  the  above  amoimt  should  be  added  $5,000,  appropriated 
July  4,  1836,  making  the  total  cost  up  to  the  completion  or  the  origi- 
nal project  $153,843. 

Tne  existing  project  of  1896  includes  the  maintenance  of  jetties 
and  sand  fences  at  Fort  Macon  and  Shackelford  points  and  the  main- 
tenance of  the  7-foot  channel  across  Bulkhead  shoal  and  thence  to 
the  wharves  at  Beaufort.  The  object  of  the  jetties  and  sand  fences 
is  to  protect  the  land  on  the  opposite  sides  of  the  inlet,  thus  prevent- 
ingthe  inlet  from  shifting  and  deteriorating. 

The  jetties  have  been  successful  in  preventing  the  inlet  from  widen- 
ing and  shifting,  but  deterioration  of  the  depths  obtained  in  the 
main  channel  is  quite  rapid,  due  to  the  fact  that  the  inlet  is  still  too 
wide  to  enable  its  tidal  oischarge  to  keep  the  channel  scoured  out  to 
the  proper  depth. 

Tne  river  and  harbor  act  of  March  2,  1907,  authorized  a  sufficient 
amoimt  of  the  appropriation  made  therein  to  be  appUed  to  repairing 
existing  jetties  at  Fort  Macon  Point  and  constructing  additional 
jetties  and  shore  protection. 

The  amount  expended  on  present  project  for  maintenance  to  June 
30,  1909,  was  $30,601.99. 

The  expenditures  of  the  year  were  for  building  and  maintaining 
sand  fences  at  Fort  Macon  and  Shackelford  points  and  for  restoring 
the  dredged  channels  in  front  of  Beaufort  and  across  Bulkhead  shoal 
to  100  feet  width  and  7  feet  depth  at  mean  low  water. 

A  draft  of  7  feet  at  mean  low  water  can  now  be  carried  to  the 
wharves  at  Beaufort. 

It  is  proposed  to  expend  the  available  balance  and  the  appropria- 
tion recommended  in  maintaining  the  dredged  channels,  builaing  and 
maintaining  sand  fences  at  Fort  Macon  and  Shackelford  points,  and 
possibly  in  repairing  and  building  rock  jetties  at  these  points  should 
erosion  increase. 

The  tide  rises  2  feet  at  Beaufort  and  3  feet  at  the  inlet. 

The  commerce  for  the  year  1908  amoimted  to  46,178  tons,  valued 
at  approximately  $2,137,369. 

The  maintenance  of  this  channel  tends  to  prevent  the  rise  in  freight 
rates  by  allowing  the  larger  vessels  to  reach  the  wharves  at  Beaufort. 

References:  -fimual  Reports,  1881,  page  1013;  1893,  page  1457; 
1896,  page  1115;  1899,  page  1498,  House  Document  1454,  Sixtieth 
Congress,  second  session. 

July  1,  1908,  balance  unexpended $14,057.47 

Amount  received  as  rent  during  fiscal  year 375.00 

14,432.47 
June  30,  1900,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 10, 152. 46 

July  1,  1909,  balance  unexpended 4,280.01 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 15,000.00 

Suomitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 

^    4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  8.) 

9,  Beaufort  Inhtj  North  Carolina. — ^When  improvement  began  in 
September,  1905,  there  was  a  minimum  depth  on  the  bar  of  approxi- 
mately 12  feet  at  mean  low  water. 

The  original  project,  which  is  also  the  existing  project,  is  printed 
on  page  1415  of  tne  Annual  Report  of  the  Chier  of  Engineers  for 
1904  and  was  adopted  by  Congress  in  1905.  It  contemplates  a  chan- 
nel 300  feet  wide,  20  feet  deep  at  m6an  low  water,  across  the  bar,  to  be 
obtained  by  dredging,  at  an  estimated  cost  of  $45,000. 

Amount  expended  on  existing  project  to  June  30,  1909: 

For  improvement $44, 484.  24 

For  maintenance 439.  36 


Total 44, 923.  60 

The  work  to  diilc  hi.3  co.-^ijL^d  ol  t!ie  n?c:ssary  surveys,  etc.,  and 
the  dredging  of  426,630  cubic  yards  of  material  from  the  bar  channel 
in  1906  and  1907.  The  result  of  this  work  was  an  increase  of  the 
minimum  depth  on  the  bar  from  10.8  feet  at  mean  low  water  when 
work  began  to  about  20  feet  on  June  30,  1907,  the  minimum  width  of 
the  20-foot  channel  being  about  200  feet.  This  channel  has  dete- 
riorated during  the  past  two  years,  the  minimum  mean  low- water  depth 
on  Jime  30,  1909,-  being  only  13  feet.     The  tide  rises  3  feet  at  the  inlet. 

About  65  per  cent  of  the  project  is  completed. 

There  was  no  work  done  during  the  fiscal  year. 

It  is  proposed  to  expend  the  available  balance  and  the  appropria- 
tion recommended  in  restoring  the  dredged  channel  to  the  project 
depth,  and  obtaining  the  project  width. 

The  commerce  for  the  year  1908  aniounted  to  20,675  tons,  valued 
at  $700,625,  and  consisted  principally  of  fish,  lumber,  cross-ties,  and 
general  merchandise. 

Compared  with  the  commerce  for  1907,  this  shows  a  gain  of  4,706 
tons,  or  nearly  33  per  cent. 

The  effect  of  this  improvement  will  be  to  lessen  freight  rates  by 
affording  water  transportation  for  products  which  have  hitherto  been 
dependent  entirely  upon  railroads. 

This  work  is  designed  to  provide  a  deep-water  outlet  to  the  ocean 
for  the  inland  waterway,  PamUco  Sound  to  Beaufort  Inlet,  North 
CaroHna. 

References:  Annual  Reports  1881,  page  1009;  1890,  page  1118; 
1896,  page  1103. 

July  1, 1908,  balance  unexpended $5, 203. 07 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 

20, 203.  07 
June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 

improvement 126.  67 

July  1, 1909,  balance  unexpended 20, 076.  40 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvemeot,  exclusive  of  the  balance  unex- 
pended July  1, 1909 $15,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  9.) 

10,  New  RiveVf  North  Carolina,  including  inland  waterways  he-- 
tween  Beaufort  Harbor  and  New  River  and  between  New  River  and 
Swansboro. — The  act  of  March  2,  1907,  combined  these  three  im- 
provements under  this  new  heading. 

(a)  New  River, — ^Appropriations  amounting  to  $50,000  were  made 
for  the  river  in  1836,  1837,  and  1838,  after  which  no  further  appro- 
priations were  made  until  1882,  when  $5,000  was  appropriated. 
Another  appropriation  of  $5,000  was  made  in  1884 ;  but  since  these 
amounts  were  considered  too  small  to  justify  undertaking  the  im- 
provements, no  work  was  done  until  1886,  when  still  another  appro- 
priation, of  $10,000,  was  made. 

When  improvement  began  in  1886,  the  governing  low-water  depth 
was  4  feet  for  a  distance  of  23  miles  to  Jacksonville,  and  the  channel 
included  two  circuitous  parts  around  Wrights  Island  and  Cedar  Bush 
Marsh. 

The  original  project  of  1886  was  to  dredge  a  cut  4  feet  deep  and 
100  feet  wide  tnrough  Wrights  Island  and  a  second  cut  4  feet  deep 
and  150  feet  wide  through  Cedar  Bush  Marsh.  Both  were  com- 
pleted, but  the  Cedar  Bush  Marsh  cut  deteriorated  at  the  upper  end 
and  was  abandoned,  and  the  project  of  June  18,  1894,  to  obtain  4  feet 
depth  around  Cedar  Bush  Marsn  by  dredging  and  an  experimental 
timber  training  wall  was  adopted  and  successfully  carried  out.  Ihe 
additional  work  required  is  for  maintenance. 

The  act  of  March  3,  1905,  authorized  the  balance  from  the  project 
of  1894  to  be  expended  in  rebuilding  the  dike  hitherto  constructed. 
This  was  done,  and  the  dike  is  now  permanent. 

Amount  expended  since  civil  war  on  previous  projects |20, 442.  35 

Amount  expended  on  present  project  of  1894  (as  amended  to  date)  up  to 
June  30, 1909: 

For  improvement 9, 186.  39 

For  mamtenance  (including  rebuilding  dike) 3, 413. 40 

Total 33,042.14 

The  expenditures  during  the  j^ear  were  for  office  expenses. 

It  is  proposed  to  apply  the  existing  balance  and  the  appropriation 
recommenaed  to  maintenance. 

The  project  depth  of  4  feet  has  twice  been  obtained  and  twice  lost 
through  lack  of  maintenance.  The  project  depth  now  exists,  although 
the  channel  is  quite  narrow  near  the  head  of  the  marshes.  The  tidal 
range  at  the  imet  is  about  3 J  feet  and  at  the  head  of  the  marshes 
about  1  foot.  The  head  of  navigation  for  all  practical  purposes  is 
Tar  Landing,  3  miles  above  Jacksonville  and  26  miles  from  the  mouth 
of  the  river,  to  which  a  present  depth  of  4  feet  can  be  carried.  The 
depth  on  the  bar  at  the  mouth  of  the  river  is  now  4  feet,  but  varies 
from  time  to  time. 

The  commerce  for  1908  amounted  to  4,487  tons,  valued  at  $189,360. 
It  consisted  principally  of  timber,  fish,  cotton,  cotton  seed,  and  gen- 
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eral  merchandise.  The  decrease  from  last  year  is  due  principalljr  to 
the  shutting  down  temporarily  of  the  sawmills  at  and  near  Jacksonville. 

In  its  present  condition  tms  stream  probably  has  very  little  effect 
on  freight  rates  in  general,  but  it  affords  transportation  for  products 
which  would  otherwise  have  no  means  of  transportation  except  by 
wajgon.  If  the  bar  and  channel  were  sufficiently  improved  to  justify 
a  Ime  of  steam  vessels  between  Wilmington  and  Jacksonville,  freight 
could  probably  be  carried  to  the  latter  point  much  more  cheaply  than 
at  present. 

References:  Annual  Reports,  1882,  page  1117;  1886,  page  992; 
1891,  page  1380;  1899,  page  1501,  and  1907,  page  277. 

Julyl,  1908,  balance  unexpended $1,963.66 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 6. 69 

Julyl,  1909,  balance  unexpended 1,957.96 

Amount  that  can  be  profitably  ex}>ended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  baumce  unex- 
pended July  1,  1909 («) 

Suomitted  in  compliance  inth  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(b)  Waterway  hetween  New  River  and  SwanshorOy  N.  0. — This 
waterway  is  a  part  of  the  waterway  between  Beaufort  Harbor 
and  New  River  (see  pp.  1124-1127,  .Ajinual  Report  of  the  Chief  of 
Engineers  for  1889),  out  in  1890  two  separate  appropriations  were 
made — one  for  the  '*  Inland  waterway  between  Beaufort  Harbor  and 
New  River"  and  the  other  tor  the  ''^Waterway  between  New  River 
and  Swansboro,"  and  hence  separate  reports  are  made  for  the  two 
imjmrovements,  although  one  embraces  the  other. 

This  waterway  is  about  22  miles  lon^  and  originaUy  consisted  of 
tortuous  tidal  cnannels  winding  through  the  marine  marsh,  which 
extends  from  Swansboro  to  New  River,  between  the  mainland  on 
the  one  side  and  the  barrier  beach  or  ''banks"  (which  separates  it 
from  the  ocean)  on  the  other.  In  the  vicinity  of  the  four  inlets 
communicating  with  the  ocean  the  width  of  the  waterway  was  sev- 
eral himdred  feet  and  its  depth  from  12  to  15  feet,  while  between 
them  its  width  diminished  to  about  12  feet  in  places  and  its  depth 
to  6  inches  at  ordinary  low  water. 

The  original  and  existing  project^  adopted  in  1889,  is  to  enlarge 
the  waterway  by  dredging  to  a  minimum  width  of  40  feet  and  min- 
imum depth  of  3  to  4  feet  at  mean  high  water,  at  an  estimated  total 
cost  of  $43,000. 

Until  Jxme  13,  1906,  no  work  except  a  survey  made  in  April  and 
May,  1901,  had  ever  been  done  on  this  waterway,  for  the  reason  that 
an  act  of  the  general  assembly  of  North  Carolina,  ratified  February 
13,  1889,  had  incorporated  the  Wrightsville  and  Onslow  Navigation 
Company,  with  the  exclusive  right  to  navigate  said  waterway,  as  set 
forth  in  House  Executive  Document  No.  26,  Fifty-second  Confess, 
first  session  (p.  1147  of  the  Annual  Report  of  the  Chief  of  Ekigineers 
for  1892). 

On  February  6,  1906,  however,  a  paper  was  obtained  from  the  two 
survivors  of  the  four  parties  named  m  the  charter  of  said  Wrightsville 

a  See  consolidated  money  statement  on  page  307. 
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and  Onslow  Navigation  Company,  in  which  paper  it  was  declared 
that  the  privileges  and  franchises  granted  in  said  charter  had  never 
been  exercised  and  that  said  privileges  and  franchises  had  **to  all 
intents  and  purposes  been  surrendered  and  abandoned." 

All  obstacles  m  the  way  of  government  improvement  having  been 
thus  removed,  work  was  begun  as  soon  as  plant  for  the  purpose  could 
be  spared  from  other  more  pressing  work. 

Amount  expended  on  existing  project  up  to  June  30,  1909: 

For  improvement $20, 825.  00 

For  maintenance 800.00 

Total 21,625.00 

The  expenditures  for  the  year  were  $3,952.14. 

Ihredging  operations  were  carried  on  between  August  16  and 
Decemfer  4,  1908,  using  government  plant  and  hired  labor.  As  a 
result  of  this  work  the  project  depth  now  exists  throughout  the 
entire  waterway.  There  are,  however^  several  places  where  the 
project  width  has  not  been  secured.  It  is  estimated  that  the  project 
IS  about  80  per  cent  completed. 

It  is  proposed  to  apply  the  available  balance  and  the  additional 
appropriation  recommended  to  the  maintenance  of  the  present 
dredged  cuts  and  in  obtaining  the  project  width. 

The  rise  and  fall  of  the  tide  varies  from  2.2  to  4  feet  in  the  neigh- 
borhood of  the  inlets  to  about  1  foot  at  the  points  most  distant  from 
the  inlets. 

The  commerce  of  1908  amounted  to  6,208  tons,  at  an  approximate 
value  of  $238,735.  It  consisted  principally  of  cotton,  fish,  oysters, 
clams,  and  fertilizers.  This  can  not  be  taken  as  an  indication  of 
the  amount  of  commerce  that  will  utilize  the  waterway  now  that  the 
proposed  improvement  has  been  made,  for  the  diHiculty  and  delay 
mcident  to  navigation  were  formerly  so  great  that  commerce  naturally 
sought  other  routes. 

The  improvement  of  this  waterway  will  probably  have  no  direct 
effect  upon  freight  rates,  but  it  will  afford  means  of  transportation 
for  large  quantities  of  timber,  lumber,  and  miscellaneous  products 
that  no  AT  have  no  outlet  except  by  wagon  or  by  the  smallest  draft 
boats. 

References:  For  description  of  this  waterway  see  Annual  Reports 
for  1892,  page  1146,  and  1893,  pages  1399  and  1400. 

July  1, 1908,  balance  unexpended $202.14 

Amount  transferred  from  waterway,  Beaufort  Harbor  to  New  River 3, 600. 00 

Amount  alloted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 4,000.00 

Amount  received  as  rent  during  fiscal  year 250.  00 

7, 952. 14 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |3, 652. 14 

For  maintenance  of  improvement 300.  00 

3, 952. 14 

July  1,  1909,  balance  unexpended 4, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project 26, 000.  00 

9001— ENQ  1909 20 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 (a) 

Submitted  in  comj^liance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Waterway  between  Beaufort  Earhor  and  New  River  (i.  e.,  portion 
between  Beaufort  and  Swanaboro). — Distance  from  Beaufort  to 
SwansborO;  30  miles,  with  access  at  Swansboro  to  the  Atlantic  Ocean 
through  Bogue  Inlet. 

When  improvement  began  in  1886  the  governing  low-water  depth 
was  18  inches  to  Swansboro. 

The  original  project  is  that  of  1885,  to  provide  a  channel  100  feet 
wide  and  3  feet  deep  at  ordinary  low  water  between  Beaufort  Harbor 
and  Swansboro,  estimated  to  cost  $6,000.  This  estimate  was  in- 
creased in  1887  to  $50,000  and  again  increased  in  1892  to  $71,040. 

No  project  was  adopted  originally  for  the  part  beyond  Swansboro, 
but  in  1889  a  separate  project  for  a  channel  40  feet  wide  by  3  or  4 
feet  deep  over  this  portion  of  the  waterway  was  adopted,  the  esti- 
mated cost  being  $43,000.  The  act  of  1890  made  a  separate  appro- 
priation of  $5,000  for  this  portion  of  the  route,  designating  it  as  the 
^'Waterway  between  New  River  and  Swansboro."  (See  pp.  1376- 
1378,  Annual  Report  of  the  Chief  of  Enraieers  for  1891.) 

The  project  is  about  85  per  cent  completed. 

The  amount  expended  on  present  project  to  Jime  30,  1909,  for 
improvement  is  $51,832.56. 

No  work  was  done  during  the  fiscal  year,  the  expenditures  being 
for  office  expenses. 

At  the  close  of  the  fiscal  jear  1907  the  project  depth  of  3  feet  pre- 
vailed throughout  the  entu'e  len^h  of  30  miles  between  Beaufort 
Harbor  and  Swansboro,  the  dredged  channel  being  100  feet  wide 
(project  width)  through  one  shoal  980  feet  long,  60  feet  wide  through 
SIX  shoals  a^egating  24,696  feet  in  length,  and  40  feet  wide  through 
another  shoS  874  feet  long. 

It  is  reported  that  no  shoaling  of  any  conseauence  has  taken  place 
in  the  past  two  years^  and  hence  the  above  conditions  may  be  taken  as 
the  conditions  prevailing  June  30,  1909. 

The  tide  at  Beaufort  fillet  at  the  eastern  end  of  this  waterway  and 
at  Bogue  Inlet  (the  western  end  of  the  portion  improved  imder 
appropriations  for  waterway  between  Beaufort  Harbor  and  New 
River)  has  a  range  of  about  3}  feet.  Where  the  tides  meet  in  Bogue 
Sound  the  range  is  only  about  1  foot. 

The  commerce  during  the  calendar  year  1908  amounted  to  27,372 
tons,  valued  at  $1,097,205.  The  commerce  consisted  chiefly  of 
lumber,  shingles,  etc.,  fish,  oysters  and  clams,  rosin  and  turpentine, 
miscellaneous  farm  products,  fertilizers,  and  general  merchandise. 

It  is  proposed  to  use  the  balance  of  funds  remaining  unexpended 
and  the  appropriation  recommended  in  maintenance  and  in  increas- 
ing the  width  of  the  dredged  cuts  to  the  project  width  of  100  feet. 

Ileferences:  Annual  Report,  1885,  page  1133;  1891,  page  1378; 
1892,  page  1141;  1893,  page  1397;  1894,  page  1034;  1896,  page  1117; 
1897,  page  1398. 

a  See  consolidated  money  statement  on  page  307. 
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July  1, 1908,  balance  unexpended $4, 167. 64 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 1,000.00 

5, 167. 64 
Amount  tranaf erred  to  waterway  between  New  River  and  Swansboro,  N.  C, 
during  fiscal  year 3,500,00 

1, 667.  64 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   .20 


July  1, 1909,  balance  unexpended 1,667.44 

Amount  (estimated)  required  for  completion  of  existing  project 16, 040. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (») 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

OONSOLIDATSD. 

July  1, 1908,  balance  unexpended |6, 333. 33 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 5,000.00 

Amount  received  as  rent  during  fiscal  year 250. 00 

11,583.33 
June  30, 1909,  amount  expended  during  fiscal  year: 

Fot  works  of  improvement $3, 652. 14 

For  maintenance  of  improvement 305. 79 

3,957.93 

July  1, 1909,  balance  unexpended 7, 625. 40 

Amount  (estimated)  required  for  completion  of  existing  project 42, 040. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  wOTks  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 25, 000. 00 

Submitted  in  compliance  with  requirements  of  sundrv  civil  act  of  June  4, 
1 897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  10.) 

11,  NoriheaM  and  Black  rivers,  and  Cape  Fear  River  above  WSr 
mington,  N.  C. — (a)  Northeast  River, — Distance  from  mouth  to  Ban- 
nerman's  bridge,  48  miles;  to  Hallsville,  88  miles;  to  Komegay's 
bridge,  the  heiwl  of  navigation,  103  miles. 

The  original  condition  when  improvement  began  was  a  channel 
badly  obstructed  by  logs,  snags,  and  overhanging  trees.  The  river 
was  navigable  to  Bannermairs  bridge,  with  governing  low-water 
depth  of  6  feet. 

The  original  project  of  1889  is  still  in  force,  and  includes  the  clear- 
ing of  the  natural  channel  for  small  steamers  to  Hallsville  and  for 
pol^  boats  to  Komegay's  bridge  at  an,  estimated  cost  of  $30,000. 

Additional  work  proposed  is  for  maintenance  only,  the  project 
having  been  practically  completed. 

Amount  expended  on  present  project  up  to  June  30, 1909: 

Fot  improvement $10, 687. 96 

For  mamtenance 1 1, 801. 08 

Total 22,489.04 

a  See  consolidated  money  statement  on  this  page. 
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The  work  done  during  the  year  consisted  of  snagging  for  main^ 
tenance  and  part  construction  of  new  hull  for  snagboat  S,  6,  WrigJU. 

As  the  result  of  the  expenditures  to  date  the  channel  has  been  kept 
cleared;  except  when  it  has  been  impracticable  on  account  of  low 
water  or  for  other  causes  for  the  plant  to  work.  Six  feet  of  water 
ciin  be  carried  to  Bannerman's  bridge  and  3  feet  to  Groom's  bridge 
during  all  stages  of  the  water. 

From  Groom's  bridge  to  Kornegay's  bridge,  the  head  of  navigation, 
the  river  is  so  shallow  that  navigation  is  practicable  only  when  the 
water  is  up.  This  is  liable  to  occur  at  any  time,  but  during  the  sum- 
mer low  stages  usually  prevail. 

The  minimum  low-water  depth  to  Bannerman's  bridge  is  6  feet;  to 
Groom's  bridge,  3  feet;  to  Hallsville,  0.5  foot;  to  Kornegay's  bridge 
(the  head  of  navigation),  0.1  foot. 

With  the  available  balance  it  is  proposed  to  maintain  the  natural 
channel  to  Hallsville. 

The  additional  appropriation  recommended  is  for  maintenance. 

There  is  a  tidal  range  of  about  2  feet  at  the  mouth  of  this  stream, 
which  decreases  to  notning  at  or  a  short  distance  above  Bannerman's 
bridge.     The  upper  portion  is  subject  to  freshets  of  from  8  to  12  feet. 

The  channel  is  at  present  badly  obstructed  by  snags,  etc.,  above 
the  seventy-fifth  milepost  and  is  partially  obstructed  below  that  point. 

The  commerce  for  1908  amounted  to  101,861  tons,  valued  at  ap- 
proximately $1,618,730.  It  consisted  principally  of  timber,  naval 
stores,  fertilizers,  general  merchandise,  cotton,  and  miscellaneous 
farm  products. 

The  commerce  is  handled  on  a  few  boats  that  make  some  attempt 
at  regular  trips  and  on  a  large  number  of  rafts,  flats,  etc.  Hence  it 
is  impossible  to  estimate  the  commerce  with  much  accuracy. 

References:  Annual  Reports,  1885,  page  1123;  1890,  page  1181; 
1895,  page  1389;  1896,  page  1122,  and  1907,  page  282. 

July  1, 1908,  balance  unexpended $3, 023.  62 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 6,000.00 

9, 023.  62 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 769. 33 


July  1,  1909,  balance  unexpended 7, 254.  29 

July  1,  1909,  outstanding  liabilities 155. 01 

July  1,  1909,  balance  available 7, 099.  28 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bailee  unex- 
Dended  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Black  River, — ^The  original  condition  when  improvement  began 
was  a  natural  channel  cleared  fairly  to  Point  Caswell  and  roughly 
to  Lisbon,  with  governing  low-water  depths  of  4  feet  to  Point  Caswell, 
2.5  feet  to  Haws  Narrows,  and  1.5  feet  to  Lisbon. 

a  See  consolidated  money  statement  on  page  311. 
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The  original  project  of  1885  included  clearing  the  natural  channel 
and  banks  to  Lisbon  and  the  cutting  off  of  a  few  sharp  points  at 
bends.  It  was  amended  in  May,  1893,  by  omitting  that  part  of  the 
river  above  Clear  Run,  and,  as  amended,  was  completed  September 
20,  1895. 

The  existing  project  of  1894  is  to  maintain  the  natural  channel  fo 
Clear  Run,  at  an  estimated  cost  of  $2,000  per  annum. 

Amount  expended  to  June  30,  1909: 

On  previous  project  mentioned  above $12, 358. 40 

On  present  project,  for  maintenance 10, 103. 18 

Total 22,461.58 

The  expenditures  during  the  year  resulted  in  the  removal  of  the 
worst  obstructions  between  the  mouth  and  Clear  Run. 

The  result  obtained  bv  the  expenditures  to  date  has  been  a  cleared 
channel  whenever  funds  were  available,  permitting  navigation  to 
Point  Caswell,  24  miles  above  the  mouth,  at  all  stages,  and  to  Clear 
Run,  66  miles  above  the  mouth,  at  stages  of  1.5  feet  or  higher  above 
low  water,  the  governing  low-water  depths  at  present  being  5  feet  to 
Point  Caswell,  2.5  feet  to  Haws  Narrows,  32  miles  above  the  mouth, 
and  1.5  feet  to  Clear  Run.  There  is  no  steamboat  navigation  above 
Clear  Run.  Lisbon,  74  miles  from  the  mouth,  is  the  head  of  naviga- 
tion. The  low-water  stages  prevail  usually  from  May  to  August, 
inclusive;  during  the  rest  of  tne  year  the  stage  is  about  5  to  8  feet 
higher,  but  the  periods  of  high  and  low  water  are  by  no  means  the 
same  every  year.  No  further  work,  excepting  maintenance,  is  now 
proposed. 

It  is  proposed  to  expend  the  available  balance  for  maintenance  of 
the  natural  channel  up  as  far  as  Clear  Run,  and  the  appropriation 
reconunended  is  for  further  maintenance  as  required. 

The  commerce  during  1908  amounted  to  45,998  tons;  estimated 
value  $958,409.  It  consisted  principally  of  timber,  general  merchan- 
dise, naval  stores,  fertilizers,  cotton,  and  other  farm  products. 

The  commerce  is  handled  on  a  few  boats,  which  make  some  attempt 
at  regularity,  and  on  a  large  number  of  rafts,  flats,  etc.,  whose  trips 
are  altogether  irregular.  Hence  it  is  impossible  to  get  the  commer- 
cial statistics  with  even  fair  accuracy. 

References:  For  history,  see  Annual  Report  for  1896,  page  1125. 
For  report  on  examination,  see  Annual  Report  for  1907,  page  281. 

July  1,  1908,  balance  unexpended |3, 178.  77 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 4,000.00 

7, 178.  77 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 897. 01 


July  1,  1909,  balance  unexpended 6, 281.  76 

July  1,  1909,  outstanding  liabilities 407.65 

July  1,  1909,  balance  available 5, 874. 11 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

a  See  consolidated  money  statement  on  page  311. 
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^  (c)  CaTpe  Fear  River  above  WUminatonj  N.  O. — ^The  original  con- 
dition when  work  began  was  a  channel  badly  obstructed  above  Kelivs 
Cove  by  logs,  snags,  etc.,  and  with  governing  low-water  depths  of  4 
feet  to  Kelfys  Cove  and  1  foot  to  Fayetteville. 

^The  original  project  of  January  26,  1881,  was  to  clear  the  river  to 
Fayettevifle  and  obtain  a  continuous  channel  by  jettying  and  dredg- 
ing, estimated  in  July,  1893,  to  cost  $275,000  for  a  channel  4  feet  deep 
to  EUzabethtown  and  3  feet  deep  to  Fayetteville.  It  is  about  30  per 
cent  completed. 

The  existing  project,  adopted  by  act  of  June  13,  1902,  is  to  obtain, 
by  canaUzing.  a  low-water  aepth  of  8  feet  to  Fayetteville,  at  an  esti- 
mated cost  of  $1,350,000. 

In  consequence  of  this  new  project  the  former  project  has  been 
abandoned,  excepting  for  the  maintenance  of  the  natural  channel, 
pending  the  construction  of  locks  and  dams. 

Amount  expended  on  project  of  1881  to  June  30, 1909: 

For  improvement $134, 436. 96 

For  mamtenance 20, 060. 81 

Total 154,497.77 

Amount  expended  on  project  of  1902  to  June  30, 1909,  for  improvement.      14, 682. 23 

Total _ 169,180.00 

The  work  done  during  the  year  consisted  in  removing  obstructions 
in  the  river  between  the  twenty-sixth  and  twenty-seventh  mile- 
boards  caused  by  the  cavii^  of  banks,  in  the  partial  construction  of  a 
new  hull  for  the  snagboat  S,  G,  Wright  for  use  on  this  and  neighboring 
streams,  inspection,  and  office  work. 

The  additional  appropriation  asked  for  will  be  devoted  to  continu- 
ing the  work  of  mamtenance  by  open-channel  work. 

At  present  the  low-water  depths  are  8  feet  to  Kings  Bluff,  38  miles 
above  Wilmington;  2i  feet  to  EUzabethtown,  73  miles  above  Wil- 
mington; and  2  feet  to  Fayetteville^  115  miles  above  Wilmington. 
Fayetteville  is  the  head  or  navigation.  Low-water  stages  prevail 
from  two  to  four  months  during  each  summer,  and  freshets,  which 
raise  the  water  level  from  15  to  50  feet  at  Fayetteville  (the  effects 
lower  down  being  less  marked),  usually  occur  as  often  as  once  a  month 
during  the  rest  of  the  year.  They  do  not  occur  with  any  regularity, 
however. 

The  commerce  for  1908  was  estimated  at  137,620  tons,  estimated  to 
be  worth  $3,960,235. 

Locks  and  dams, — ^The  act  of  June  13,  1902,  appropriated  $50,000 
for  the  purchase  of  sites  for  locks  and  dams.  A  careful  survey,  con- 
suming more  than  eleven  months'  time,  was  made  for  the  purpose  of 
locating  the  sites.  This  survey  has  been  completed,  the  sites  tenta- 
tively located,  a  number  of  borings  made  at  each  site,  the  locations 
apjw^oved,  and  prices  obtained  on  all  the  lands  necessary. 

The  balance  of  this  appropriation  for  lock  and  dam  improvement, 
$35,317.77,  has  been  covered  into  the  surplus  fund,  in  accordance 
with  section  10  of  the  sundry  civil  act  of  March  4,  1909. 

Abstracts  of  the  titles  were  made  and  turned  over  to  the  United 
States  district  attorney  for  examination.  The  titles  to  the  land  needed 
at  lower  site  were  approved  and  the  land  purchased. 

Owing  to  the  fact  that  Congress  has  directed  a  reexamination  of 
this  river,  with  a  view  to  a  possible  modification  of  the  project,  the 
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Eurchase  of  the  other  land  has  been  delayed;  as  its  purchase  may  not 
e  required. 

No  estimate  is  submitted  for  further  work  on  the  existing  project 
for  locks  and  dams,  pending  action  by  Congress  on  the  modified 
plan  for  this  improvement  contained  in  House  Document  No.  890, 
Sixtieth  Congress,  first  session,  which  is  based  on  the  reexamination 
authorized  by  the  river  and  harbor  act  of  March  2,  1907. 

The  expenditures  to  June  30,  1909,  on  said  project  for  surveys, 
other  preuminaries,  and  purchasing  land  at  lower  site,  amounted  to 
$14,682.23. 

The  expenditures  for  the  year  were  for  inspection  and  office 
expenses. 

Keferences:  Annual  Reports  for  1872,  page  742:  1881,  page  1018: 
1901,  page  1559;  and  1904,  page  1498. 

CAPS  FBAR  RIYBR  ABOYB  WILMINOTON  (OPBN  CHANNBL  mPROYBMBNT). 

July  1, 1908,  balance  unexpended $7. 371. 56 

June  30,  1909,  amount  expended  during  fisoil  year,  for  maintenance  of 
improvement 3, 205. 00 

July  1, 1909,  balance  unexpended 4, 166. 56 

July  1, 1909,  outstanding  liabilities 500. 62 

July  1, 1909,  balance  available 3, 665. 94 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 

.    1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $13,573.95 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
MaixJi3,  1909 10,000.00 

23,573.95 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 5, 871. 34 

July  1, 1909,  balance  unexpended 17,702.61 

July  1,  1909,  outstanding  liabilities 1,063.28 

July  1, 1909,  balance  available 16, 639. 33 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  bahuice  imex- 
pended  July  1,  1909 14,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CAPB  FEAR  RIVER  ABOVB   WILMINGTON,  LOCKS  AND  DAMS. 

July  1,  1908,  balance  unexpended $35,526.11 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement. .'. $208. 34 

Covered  into  the  surplus  fund 35,317.77 

. 35, 526. 11 

Amount  (estimated)  required  for  completion  of  existing  project 1, 300, 000. 00 

(See  Appendix  Mil.) 

12,  Cave  Fear  River ^  North  Carolina y  ai  and  helow  Wilmington, — 
The  condition  of  the  river  prior  to  the  opening  of  New  Inlet  (which 
seems  to  have  occurred  durmg  an  equinoctial  storm  in  1761)  is  rather 

a  See  consolidated  money  statement  on  this  page. 
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uncertain,  but  old  maps  indicate  that  there  was  a  low-water  depth  of 
14  feet  across  the  bar  at  the  mouth,  the  least  depth  between  Wil- 
mington and  the  mouth  being  7.5  feet.  There  is  also  some  uncer- 
tainty as  to  the  conditions  in  1829,  when  the  improvement  was  first 
undertaken  by  the  United  States,  but  the  most  reliable  information  is 
that  there  was  then  about  7  to  7.5  feet  at  low  water  in  the  river,  about 
9  feet  in  Baldhead  channel,  9  feet  in  the  Rip  channel,  and  10  feet  at 
New  Inlet.  Work  on  the  bar  was  first  begun  in  1853,  at  which  time 
the  bar  depths  at  low  water  were  7.5  feet  in  Baldhead  channel,  7 
feet  in  Rip  channel,  and  8  feet  at  New  Inlet,  the  governing  low-water 
depths  in  the  river  having  been  increased  to  9  feet. 

The  original  project  of  1827  was  to  deepen  by  jetties  the  channel 
through  the  shoals  in  the  8  miles  next  below  Wilmington.  This 
project  resulted  in  a  gain  of  2  feet  available  depth.  The  project  of 
1853  was  to  straighten  and  deepen  the  bar  channel  by  dredging,  jetty- 
ing,  diverting  flow  from  the  New  Inlet,  and  closing  breaches  m  Zekes 
Island.     This  project  was  incomplete  when  the  civil  war  began. 

After  the  civil  war  the  first  project  was  that  of  1870,  to  deepen  the 
bar  channel  by  closing  breaches  between  Smiths  and  Zekes  Islands, 
with  the  ultimate  closure  of  New  Inlet  in  view.  The  project  of  1873 
included  that  of  1870,  and  in  addition  the  dredging  of  the  bar  chan- 
nel and  closing  of  New  Inlet.  The  project  of  1874  was  to  obtain  by 
dredging  a  channel  100  feet  wide  and  12  feet  deep  at  low  water  up  to 
Wilmington.  The  project  of  1881  was  to  obtain  by  dredring  a  chan- 
nel 270  feet  wide  and  16  feet  deep  at  low  water  up  to  Wimaington. 
These  projects  had  been  practically  completed  in  1889. 

The  project  adopted  September  19,  1890  (see  Annual  Report  of  the 
Chief  of  Engineers  for  1889,  p.  1132),  is  to  obtain  a  mean  low-water 
depth  of  20  feet  and  a  width  of  270  feet  from  Wilmington  to  the 
ocean,  at  an  estimated  cost  of  $1,800,000.  This  project  was  modified 
by  act  of  June  13,  1902,  to  authorize  the  construction  of  mooring 
dolphins  at  Wilmington  at  a  cost  of  $30,000,  and  to  provide  for  the 
removal  of  obstructions  at  mouth  of  Brunswick  River,  at  an  esti- 
mated cost  of  $1,000.  The  project  was  modified  by  the  river  and 
harbor  act  of  March  2,  1907,  which  provides  for  contmuing  improve- 
ment in  accordance  with  report  submitted  in  House  Document  No. 
545,  Fifty-ninth  Congress,  first  session,  for  completion  of  the  20-foot 
project  to  the  proiected  width,  by  dredging  and  the  excavation  of  a 
mooring  basin  in  lieu  of  constructing  mooring  dolphins  at  Wilming- 
ton, involving  a  reduction  in  the  estimate  of  cost  to  $092,750,  in- 
cluding removal  of  obstructions  at  mouth  of  Brunswick  River.  The 
act  also  authorized  improvement  to  such  depth  in  excess  of  20  feet  as 
appropriations  for  the  work  may  permit,  due  regard  being  given  to 
the  diflference  in  tidal  oscillation  at  the  upper  and  lower  portions  of 
the  improvement,  and  authorizes  so  much  as  may  be  necessary  of  the 
funds  available  to  be  appUed  to  repairing  the  New  Inlet  and  Sw^h 
Defense  dams.  The  cost  of  these  repairs  is  estimated  at  $165,000. 
Annual  maintenance  is  estimated  to  cost  $65,000. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  the  sum 
of  $165,000  for  improvement  and  authorized  an  additional  expendi- 
ture of  $250,000,  all  of  which  has  since  been  appropriated,  and  the 
river  and  harbor  act  of  March  3,  1909,  provided  an  additional  appro- 
priation of  $300,000  for  this  improvement. 

No  contracts  for  improvement  have  yet  been  made. 
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EXPENDITURES. 

Prior  to  civil  war  (including  balance  transferred) $363, 228. 92 

Since  civil  war  on  prior  projects 2,102,271.93 

On  existing  project  to  June  30,  1909: 

For  improvement $1, 430, 798. 54 

Fot  maintenance 447,729.45 

1, 878, 527. 99 

Total 4,344,028.84 

On  September  17, 1906,  a  storm  of  extreme  violence  very  materially 
injured  Swash  Defense  and  New  Inlet  dams  throughout  their  entire 
length  and  wholly  destroyed  Swash  Defense  dam  in  several  places. 

The  total  results  obtained  on  the  project  up  to  the  end  of  the  fiscal 
year  may  be  sunamarized  as  follows : 

From  the  ocean  to  the  lower  end  of  Reaves  Point  Shoal  there  is  a 
22-foot  mean  low-water  channel  with  a  least  width  of  150  feet.  At 
Reaves  Point  the  channel  is  20  feet  deep  and  270  feet  wide,  and  from 
Reaves  Point  to  Wilmington  there  is  a  channel  22  to  24  feet  deep  of 
varying  widths.  The  repairs  to  Swash  Defense  dams  are  about  60 
per  cent  completed. 

The  average  rise  of  the  tides  is  4^  feet  at  the  ocean  bar,  3 J  feet  at 
Keg  Island,  and  2 J  feet  at  Wilmington. 

The  distance  from  the  ocean  bar  to  Wilmington  is  30  miles,  and  the 
river  is  navigable  115  miles  farther  up  to  Fayetteville,  the  head  of 
navigation. 

The  additional  work  proposed  with  funds  on  hand  and  the  addi- 
tional sum  requested  is  toward  the  prosecution  of  the  project  and 
maintenance  during  the  progress  of  the  improvement. 

The  conmierce  of  the  year  lOOS  amounted  to  864,071  tons,  valued 
at  $49,753,175. 

The  commerce  consisted  principally  of  cotton,  cotton-seed  meal, 
naval  stores,  manufactured  lumber,  shingles,  fertiUzers,  fertiUzer 
material,  coal,  gum  logs,  cross  ties,  and  general  merchandise. 

As  a  result  of  the  improvement,  vessels  coining  to  Wilmington  are 
much  larger  than  formerly,  the  average  tonnage  in  1886  bemg  421, 
while  in  1908  the  average  was  1,345.  This  increase  in  tonnage  has 
caused  a  corresponding  decrease  in  freight  rates  on  shipments  by  water. 

References:  For  special  descriptions,  see  Annual  Reports  of  the 
Chief  of  Engineers  for  1873,  page  44;  1887,  page  1047;  1895,  page 
1335;  1896,  page  1131;  1901,  page  1552,  and  1907,  page  287. 

July  1, 1908,  balance  unexpended $280,071.30 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 300,000.00 

Amoimt  appropriated  by  eundrjr  civil  act  approved  March  4,  1909 100, 000. 00 

Amount  received  from  odes  during  fiscal  year 250.  37 

680, 321. 67 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $202, 865. 56 

For  maintenance  of  improvement 60,000.00    -.^o  o^-  _^ 

fl  262, 865.  56 

July  1, 1909,  balance  unexpended • 417, 456. 11 

July  1, 1909,  outstanding  liabilities 17,076.36 

July  1,  1909,  balance  available ft  400, 379.  75 

o  Exclusive  of  $1,000  expended  in  work  at  Fort  Caswell  for  the  Quartermaster's 
Department,  for  which  this  appropriation  is  to  receive  reimbursement. 
ft  Includes  the  $1,000  reimbursement  due  from  the  Quartermaster's  Department. 
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'Amount  that  can  be  pjrofitably  expended  in  fiscal  year  ending  June  30, 
1911|  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1, 1909 1500,000.00 

Submitted  in  compliance  with  re<]uirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  12.) 

IS.  ShdUoUe  River,  North  Carolina. — ^Before  improvement  was 
begun  the  channel  depth  on  the  ocean  bar  was  about  3  feet  at  low 
water  and  7^  feet  at  nigh  water.  From  the  bar  to  a  point  2}  miles 
above  there  is  a  5-foot  low-water  channel;  the  next  If  miles  was  badly 
obstructed  by  mud  flats  and  oysters  rocks,  over  which  there  was  about 
1  foot  depth  at  low  water.  From  this  point  to  the  town  of  Shallotte, 
8  miles  farther  up,  the  river  was  narrow  and  crooked  and  the  low- 
water  depth  varied  from  2  to  12  feet. 

Act  of  Congress  approved  March  2,  1907,  appropriated  $3,000  to 
be  expended  on  this  river.  This  appropriation  not  being  based  on 
any  previous  project,  the  project  submitted  to  and  approved  by  the 
Chief  of  Engineers  for  the  expenditure  of  the  funds  available  became 
the  project. 

Tnis  project  is  to  dredge  a  channel  35  feet  wide  and  4  feet  deep 
at  low  water,  following  tne  best  water  along  the  western  shore,  be- 
tween a  point  2i  miles  above  the  inlet  and  a  point  4  miles  above  the 
inlet. 

Active  work  of  improvement  began  June  22,  1908,  and  the  proj- 
ect was  completed  August  8,  1908.  The  amoimt  expended  on 
project  to  June  30,  1909,  was  $3,000,  all  of  which  was  for  improve- 
ment. 

The  river  is  tidal,  there  being  a  rise  and  fall  of  tide  of  approxi- 
mately 3  feet  at  the  town  of  Shallotte,  which  is  the  head  of  schooner 
navigation. 

At  mean  low  water  a  draft  of  4  feet  can  now  be  carried  to  Old  Still 
Landing  and  2  feet  about  2  miles  farther  up  to  the  town  of  Shallotte, 
which  is  practically  the  head  of  navigation. 

The  commerce  for  the  year  1908  amounted  to  4,190  tons,  valued  at 
$227,569,  and  consisted  principally  of  general  merchandise,  naval 
stores,  etc. 

The  volume  of  commerce  reported  for  1908  shows  a  decrease  of 
over  50  per  cent  compared  with  that  of  1907.  It  is  not  beUeved, 
however,  that  there  has  been  such  a  falling  off  as  is  indicated,  but  that 
the  amoimts  reported  for  1907  bv  the  parties  interested  were  more 
than  that  actually  carried.  It  is  tnerefore  beUeved  that  the  commerce 
reported  for  1908  is  more  nearly  correct. 

The  effect  of  the  proposed  improvement  on  freight  rates  is  not 
known,  but  the  stream  affords  an  outlet  to  products,  which  have  no 
outlet  except  by  wagon. 

Reference:  See  Annual  Report  1890,  page  1184,  and  1907,  page 
1252. 

July  1, 1908,  balance  unexpended $2, 843. 17 

June  30,  1909,  amount  expended  during  fiscal  vear  for  works  if  improve- 
ment  ; 2,843.17 

(See  Appendix  M  13.) 
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14.  Removing  aunJcen  vessels  or  craft  obstructing  or  endangering 
navigation. — ^An  allotment  of  $100  was  made  from  this  appropnation 
on  December  26,  1907,  for  removing  two  wrecks  opposite  the  western 
end  of  the  military  reservation  of  Fort  Caswell,  N.  C.,  near  the  mouth 
of  the  Cape  Fear  River,  North  Carolina. 

At  the  close  of  the  fiscal  year  no  work  had  been  done.  The  expen- 
diture during  the  year  amounted  to  $25.52. 

EXAMINATIONS  AND  SX7BVEY8  MADE  IN  COMPLIANGE  WITH  BIVEB  AND 
HABBOB  ACT  APPBOVED  MABCH  2,  1907. 

Reports  on  preliminary  examinations  and  surveys  required  by  the 
river  and  harbor  act  or  March  2,  1907,  of  the  lollowmg  localities 
within  this  district  were  duly  submitted  by  the  district  oflBcer.  They 
were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors, 

Sursuant  to  law,  and  were  transmitted  to  Congress  and  printed  in 
ocuments  as  indicated: 

1.  Preliminary  examination  and  survey  of  New  River,  North  Caro- 
lina, with  a  view  to  obtaining  a  depth  of  6  feet  from  its  mouth  to  Jack- 
sonviUe. — Reports  dated  Septemoer  11,  1907,  and  June  22,  1908, 
respectively,  are  printed  in  House  Document  No.  1085,  Sixtieth  Con- 
gress, second  session.  A  plan  for  improvement  at  an  estimated  cost 
of  $6,700  is  presented.  ^ 

2,  Preliminary  examination  and  survey  of  Beaufort  Inlet  and  Harbor, 
North  Carolina,  with  a  view  to  securing  a  channel  depth  of  86  feet  across 
the  bar. — Reports  dated  July  23,  1907,  and  October  1*,  1908,  respec- 
tively, are  printed  in  House  Document  No.  1454,  Sixtieth  Congress, 
second  session.  The  locaUty  is  not  considered  worthy  of  improvement 
by  the  General  Government  to  the  extent  of  providing  a  channel 
depth  of  25  feet  across  the  bar. 

S.  Preliminary  examination  and  survey  of  Trent  River,  North  Caro- 
lina, with  a  view  to  obtaining  8  feet  of  water  from  Newbem  to  Trenton. — 
Reports  dated  August  27,  1907,  and  October  3,  1908,  respectively, 
are  printed  in  House  Document  No.  1471,  Sixtieth  Congress,  second 
session.  A  plan  for  obtaining  and  maintaining  a  navigable  depth  of 
4  feet  up  to  Trenton  at  an  estimated  cost  of  $15,000  is  presented. 

IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  THE  CHARLESTON, 
SOUTH  CAROLINA,  DISTRICT. 

This  district  was  in  the  charge  of  Capt.  E.  R.  Stuart,  Corps  of  Engi- 
neers, to  July  13,  1908;  in  tne  temporary  charge  of  Col.  Dan  C. 
Kingman,  Corps  of  Engineers,  from  July  13  to  July  24,  1908;  in  the 
charge  of  Capt.  E.  M.  Adams,  Corps  of  Engineers,  from  July  24. 
1908,  to  June  2,  1909,  and  in  the  temporary  charge  of  Capt.  Earl 
I.  Brown,  Corps  of  Engineers,  since  June  2,  1909.  Division  engineer. 
Col.  Dan  C.  Kingman,  Corps  of  Engineers. 

1.  Waccamaw  River,  North  Carolina  and  South  Carolina,  and 
LitUe  Pedee  River,  South  Carolina. — (a)  Wa^ccamaw  River. — In  1880 
this  stream  was  navigable  for  12-foot-draft  boats  at  all  stages  of 
water  from  Georgetown,  23  miles,  to  Bull  Creek,  and  at  high  water  4 
miles  farther,  to  Bucks  lower  mills;  thence  for  7-foot-draft  boats,  at 
high  water,  22  miles  farther,  to  Conway;  thence  it  possessed  an 
ol^tructed  channel  for  3-foot-draft  boats,  at  ordinary  winter  water,  68 
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miles,  to  Reeves  Ferrv;  thence  an  obstructed  channel,  with  3  feet  at 
high  water,  for  30  miles,  to  Lake  Waccamaw. 

The  project  of  improvement,  adopted  in  1880,  provides  for  a  chan- 
nel 12  feet  deep  at  all  stages  of  water,  with  80  feet  bottom  width  from 
the  mouth  of  the  river  to  Conway,  thence  a  cleared  channel  to  Lake 
Waccamaw. 

The  original  estimated  cost  was  $29,370,  which  was  revised  in  1885 
and  increased  in  Jhe  annual  report  of  that  jrear  to  the  present  figure, 
$138,400.  In  the  Annual  Report  of  the  Chief  of  Engineers  for  1886, 
page  170,  maintenance  is  estimated  at  $4,000  per  year  after  comple- 
tion of  improvement. 

The  total  expenditure  to  June  30,  1909,  was  $143,552.79.  The 
river  had  been  cleared  of  snags  to  a  distance  of  128  miles  above  the 
mouth,  and  this  portion  of  the  river  had  been  frequently  resnagged  as 
appropriations  permitted,  46,201  snags,  etc.,  having  been  removed 
smce  June  30, 1884.  Some  work  had  been  done  toward  increasing  the 
original  depth  on  eight  shoals  below  Conway.  As  nearly  as  can  bo 
determined  from  the  records,  about  $75,977.81  had  been  expended  in 
originally  snagging  the  lower  128  miles  of  the  river  and  in  construct- 
ing pile  and  planK  dikes  at  eight  shoals,  and  $35,435.11  in  main- 
tenance. 

Dredging  was  begun  in  1903  to  obtain  a  6-foot  channel  below  Con- 
way and  to  straighten  the  river  by  cutting  through  the  worst  bends. 
The  expenditure  during  the  year  was  for  continuing  this  work  at 
Thoroughfare  Cut-off;  the  total  amount  of  material  removed  during 
the  year  was  23,731  cubic  yards,  and  the  aggregate  to  June  30,  1909, 
139,500  cubic  yards. 

The  approved  project  is  about  85  per  cent  completed. 

The  available  aepths  reported  as  now  existing  do  not  differ  greatly 
from  the  original  clepths.  At  mean  low  water  about  12  feet  can  be 
carried  to  Bucksville,  34  miles  above  the  mouth;  6  feet  to  Conway, 
50  miles;  about  2  feet  to  Wortham's  bridge,  97  miles.  At  high 
water  large  side-wheelers  can  go  to  Red  Bluff,  74  miles,  and  small 
boats  to  Keeves  Ferry,  117  miles. 

Lake  Waccamaw,  147  miles  above  the  mouth,  is  the  head  of  navi- 
gation. 

The  usual  variation  in  water  level  is  about  7.5  feet  at  Conway,  50 
miles  above  the  mouth,  and  about  12  feet  at  Star  Bluff,  84  miles 
above  the  mouth. 

The  appropriation  recommended  will  be  applied  to  dredging  and 
sn 


e  tidal  influence  at  low  water  extends  97  miles  above  the  mouth. 
Commercial  statistics. 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1902          

141,686 
143,813 
190,436 
207,630 

$1,844,019 
1,884,700 
2,119,040 
2,666,917 

1906 

244,920 
296,135 
93,743 

$3,720,000 

1903                       

1907 

4,050,650 

1904       

1906 

3,268,677 

1905 
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The  vessels  engaged  in  traffic  on  this  river  are  steamers  and  tug- 
boats of  from  10  to  550  tons,  seagoing  schooners  of  from  300  to  500 
tons,  pole  boats,  rafts,  etc.  The  additional  work  proposed  is  neces- 
sary to  make  the  improvement  available. 

No  new  line  of  transportation  was  established  during  the  year. 

For  references  to  examinations  and  surveys,  see  page  246,  Annual 
Report  of  the  Chief  of  Engineers,  1904. 

It  has  been  found  impossible  to  obtain  information  concerning  the 
eflFect  of  the  improvement  on  freight  rates. 

July  1,  1908,  balance  unexpended 12,491.71 

Receipts,  account  of  sales 20. 01 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 4,000.00 

6, 511. 72 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  works  of  improve- 
ment      2,344.50 

July  1,  1909,  balance  unexpended 4, 167.  22 

Amount  (estimated)  required  for  completion  of  existing  project 28, 800. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  J  uly  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Litde  Pedee  River, — The  river  in  its  original  condition  was 
much  obstructed  by  snags  and  overhanging  trees  and  by  10  bridges 
without  draws.  In  places  it  was  divided  into  several  branches,  in 
none  of  which  was  there  a  good  channel. 

Under  the  plan  of  improvement  adopted  in  1888  it  is  proposed  to 
snag  the  river  and  close  unnecessary  branches,  providing  for  steam- 
boat navigation  up  to  the  mouth  of  Lumber  River,  65  miles,  and  for 
pole-boat  navigation  48  miles  farther,  to  Little  Rock,  at  an  estimated 
cost  of  $50,000. 

The  total  expenditures  to  June  30,  1909,  were  $25,074.01.  The 
river  had  been  well  snagged  up  to  the  mouth  of  Lumber  River  and 
roughly  cleared  for  pole-boat  navigation  to  Little  Rock.  No  work 
had  been  done  toward  increasing  the  original  depths.  As  nearly  as 
could  be  determined  from  the  records^  about  $19,549.99  had  been 
expended  in  originally  snagging  the  river,  and  about  $5,524.02  in 
maintenance.     About  50  per  cent  of  the  project  has  been  completed. 

There  were  no  operations  during  the  year.  Expenditures  shown, 
$21,  were  for  repairs  to  plant. 

The  aggregate  number  of  obstructions  removed  since  beginning  of 
the  improvement  in  1888  is  31,718. 

The  appropriation  recommended  will  be  applied  to  snagging  por- 
tions of  the  nver  as  yet  imtouched  and  to  work  of  maintenance. 

The  available  depths  now  existing  do  not  probably  diflFer  greatly 
from  the  original  depths.  No  permanent  improvement  can  be  effected 
toward  increasing  the  maximum  draft  over  the  shoals  without  con- 
siderable dredging,  which  was  not  provided  for  in  the  original 
project.  The  usual  variation  in  water  level  at  Gilchrist  Bridge,  about 
65.5  miles  above  the  mouth,  is  about  9.5  feet. 

a  See  consolidated  money  statement  on  page  318. 
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Ckmmarcial  statUticM. 


Year. 

Tons. 

Vtlue. 

Year. 

Tom. 

VtlQS. 

1801 

4,614 
7,115 
6,153 
8,375 
12,438 
17,050 
13,162 
11,900 
16,685 

$62,760 
02,064 
101,635 
114,600 
117,470 
108,600 
100,400 
106,750 
144,787 

1900 

23,780 
51,460 
57,050 
77,750 
83,100 
87,085 
18,880 
14,518 
11,002 

$173,500 

1802 

1901 

800,000 

1893 

1902 

416,000 

1894 

1903 

560,500 

1895 

1904 

646,000 

1806 

1905       

663.660 

1807 

1906 

880.500 

1808 

1907 

243,250 

1800 

1006 

07,200 

Vessels  ply  on  the  river  as  far  as  Gallivant's  bridge,  47  miles  above 
its  mouth;  the  river  is  probably  navigable  at  its  mean  low-water 
stage  for  boats  with  3-foot  draft  as  far  as  Gallivant's  bridge.  The 
head  of  navigation  is  Little  Rock,  113  miles  above  the  mouth.  No 
new  line  of  transportation  was  established  during  the  year. 

The  balance  on  hand  will  be  spent  in  maintain!]^  the  channel. 

For  outline  map  of  river,  see  page  1214,  Annual  Report  of  the  Chief 
of  Engineers  for  1890.  For  preliminary  examination  and  survey,  see 
page  1111,  Annual  Report  of  the  Chief  of  Engineers  for  1887. 

It  has  been  foimd  impossible  to  obtain  information  as  to  the  effect 
of  the  improvement  on  freight  rates. 

July  1,  1908,  balance  unexpended $1, 646. 99 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 21. 00 

July  1, 1909,  balance  unexpended 1,625.99 

Amount  (estimated)  required  for  completion  of  existing  project 23, 300. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 («) 

Submitted  in  com|>liance  with  requirements  of  simdiv  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATKD. 

Julyl,  1908,  balance  unexpended $4,138.70 

Receipts,  accoimt  of  sales 20. 01 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 4,000.00 


June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $2, 344.  50 

For  maintenance  of  improvement 21. 00 


8, 158. 71 


2,365.50 


July  1,  1909,  balance  unexpended 5, 793. 21 

Amount  (estimated)  required  for  completion  of  existing  project 52, 100. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 44, 000. 00 

Submitted  in  com}>liance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  N  1.) 

a  See  consolidated  money  statement  on  this  page. 
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t,  Ljfnch  River  and  Clark  Creek,  South  Carolina, — ^Lynch  River 
is  a  tnbutary  of  the  Great  Pedee  River,  into  which  it  flows  a  few 
miles  above  Smiths  Mills  at  a  point  about  65  miles  above  the  mouth 
of  the  Great  Pedee  River.  Shortly  above  this  point  a  branch  of 
Lynch  River,  known  as  Clark  Creek,  leaves  it,  and,  flowing  about 
7  miles,  empties  into  the  Great  Pedee  River  about  lOJ  miles  below 
the  mouth  of  Lynch  River.  The  mouth  of  Lynch  River  was  com- 
pletely filled  with  drift  coming  in  from  the  Great  Pedee  River,  thus 
forcing  all  traffic  to  come  down  Clark  Creek.  Its  upper  end  was  also 
choked  by  this  drift. 

The  project  of  improvement  adopted  in  1888  provided  for  roughly 
clearing  a  channel  m  Clark  Creek,  to  afford  an  outlet  for  Lynch 
River.  The  estimated  cost  was  $7,500.  The  money  was  appropnated 
from  1888  to  1892^  inclusive,  and  was  expended  in  roughly  clearing  a 
channel  40  feet  wide  and  3  feet  deep.  As  no  further  appropriations 
were  made,  the  channel  filled  up  ana  no  permanent  improvement  was 
effected. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $2,000 
for  improving  Lynch  River  and  Clark  Creek  by  the  removal  of  logs 
and  snags.  The  adopted  proiect  provides  for  removing  obstruc- 
tions, as  far  as  these  runds  will  allow,  to  permit  the  passage  of  rafts 
through  the  lower  end  of  Clark  Creek  through  a  small  connecting 
stream  between  Clark  Creek  and  Lynch  River,  known  as  Lawrence 
Cut,  and  through  Lynch  River. 

The  total  expenditure  to  June  30,  1909,  under  the  existing  project 
was  $1^225.67. 

Durmg  the  year  no  work  was  done  on  account  of  high  stage  of 
water  and  small  balance  available. 

Commercial  statistics. 


Tear. 


Tons. 


Valae. 


1906 
1907 
1906 


Outward  freights,  logs. 
Outward  freights,  logs. . 
Timber 


8,552 
1,500 
2,000 


$13,000 
15,000 
26,000 


*    There  is  no  other  conmierce  on  this  stream. 

There  is  no  navigation,  save  by  rafts. 

For  map  of  Clark  Creek,  see  page  1204,  Annual  Report  of  the  Chief 
of  Engineers,  1890.  For  reports  of  examinations  of  Lynch  River,  see 
Annual  Reports  of  the  Chief  of  Engineers  for  1881,  page  1038;  1893, 
page  1532;  and  1900,  page  1877. 

July  1, 1908,  balance  unexpended $629.  75 

July  1,  1909,  balance  unexpended 629.75 

(See  Appendix  N  2.) 

5.  Great  Pedee  River,  South  Carolina. — ^The  river  in  its  original 
condition  was  dangerously  obstructed  by  Ioot  everywhere.  Boats 
drawing  9  feet  of  water  were  able  to  reach  Smiths  Mills.  52  miles 
above  tne  mouth.  Those  drawing  3J  feet  could  get  54  miles  farther 
up  at  low  water  to  Little  Bluff|  or  at  high  water  to  Cheraw,  167  miles 
from  the  mouth. 
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The  project  of  improvement  adopted  in  1880  provides  for  a  thor- 
oughly cleared  9-foot  navigation  to  Smiths  Milk  and  a  3J-foot  navi- 
gation to  Cheraw  at  all  stages  of  water. 

The  original  project  contained  no  estimate  of  cost.  From  1880  to 
1886,  inclusive,  $47,000  was  appropriated.  In  the  Annual  Report  of 
the  Chief  of  Engineers  for  1886,  page  170,  it  was  estimated  that 
$70,000  in  addition  to  this  $47,000  would  complete  the  improvement, 
and  that  $5,000  a  year  would  be  required  for  maintenance. 

A  project  for  the  improvement  of  the  upper  river  (the  64  miles 
between  Cheraw  and  the  bridge  of  the  Wilmington,  Columbia  and 
Augusta  Railroad)  was  adopted  in  1902.  (See  .Aomual  Report  of  the 
Chief  of  Engineers  for  1901,  p.  1607.)  This  project  provides  for 
obtaining,  by  snagging  and  dredging,  a  cleared  channel,  with  a  least 
depth  of  3i  feet  at  mean  low  water,  at  a  cost  of  $118,300;  and  the 
work  was  placed  in  the  continuing-contract  class.  This  total  amount 
has  been  appropriated. 

The  total  expenditures  to  June  30,  1909,  were  $256,873.48. 

The  river  had  been  well  cleared  of  sna^  from  the  mouth  to  the 
Wilmington,  Columbia  and  Augusta  Railroad  bridge,  103  miles, 
and  less  thoroughly  snagged  between  the  bridge  and  Cheraw,  48,466 
snags,  etc.,  having  been  removed  since  June  30,  1884. 

J^  nearly  as  could  be  determined  by  the  records,  about  $78,919.13 
had  been  expended  in  originally  clearing  the  river  of  snags  and  in 
preliminary  examination  and  survey  made  in  1900,  $104,793.28  in 
dredging,  and  about  $73,161.07  in  maintenance. 

The  expenditures  during  the  year  were  for  operation  of  dredge  and 
snag  boats,  for  prosecuting  the  improvement,  and  for  maintenance  in 
the  removal  of  142,445  cubic  yards  of  dredged  material  and  3,733 
obstructions. 

About  99  per  cent  of  the  approved  project  for  the  upper  river  has 
been  completed  up  to  Jime  30,  1909.  The  contemplated  depth  (3J 
feet)  has  been  attained  on  the  upper  portion  of  the  river. 

The  appropriation  recommencled  will  be  applied  to  redredging  and 
snagging  for  maintenance  of  the  improvement  from  the  mouth  of  the 
river  up  to  Cheraw. 

At  mean  low  water  8  feet  can  be  carried  to  Smiths  Mills,  52  miles 
above  the  mouth,  and  about  3^  feet  to  Cheraw,  the  head  of  naviga- 
tion. 167  miles  above  the  mouth. 

Tne  usual  variation  in  water  level,  is  16.4  feet  at  Smiths  Mills  and 
34.2  feet  at  Cheraw. 

Commercial  8t€Uiitics. 


Year. 

Tons. 

Value.      1 

Year. 

Tons. 

Value, 

1801                   

62,344 
92, 4n 
94.661 
91,025 
106.115 
229,964 
114,177 
75,280 
134,072 

$1,967,330 
1,401.038 
1,166,874 
1,169,070 
893.430 
1,325,250 
1,167,914 
1,228,885 
1,692,709 
i 

1900 

154.727 
188,912 
152,008 
153,014 
162,566 
148,869 
175,250 
229,898 
48,690 

$2,645,560 
2,811,080 
1,328,970 
1,338,760 
1,607,181 
1,618,551 
1,751,475 
1,957,388 
1,559,543 

1892 

1901 

1893   

1902 

IfiW           

1903 

1895 

1904 

1896 

1906 

1897 

1906 

1898 

1907 

1899   

1908 

The  vessels  engaged  in  traffic  on  this  river  are  steamers  of  400  tons 
and  less,  seagoing  schooners,  pole  boats,  rafts,  etc.  No  new  line  of 
transportation  was  established  during  the  year. 
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One  steamer  which  formerly  ran  to  Cheraw  was  discontmued. 

For  references  to  exammations  and  surveys,  see  page  249,  Annual 
Report  of  the  Chief  of  Engineers  for  1904. 

It  has  been  found  impossible  to  obtain  information  as  to  the  effect 
of  the  improvement  on  freight  rates. 

July  1,  1908,  balance  unexpended $42, 387. 62 

Receipts,  account  of  sales 19. 96 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 10,000.00 

52,407.68 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $10, 119. 72 

For  maintenance  of  improvement 23, 841. 38 

33,961.10 


July  1,  1909,  balance  unexpended 18, 446. 48 

July  1,  1909,  outstanding  liabilities 1,119.57 

July  1,  1909,  balance  available 17, 326. 91 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 30, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  N  3.) 

4.  Winyah  Bay,  South  Carolina. — ^This  lar^e  bav  is  connected  with 
the  ocean  by  a  passage  between  the  shores  of  North  and  South  islands 
2i  miles  long,  1  mile  wide  at  the  bay,  three-fourths  mile  wide  at  the 

forge,  and  l\  miles  wide  at  the  ocean,  or  southeasterly,  end  of  North 
sland.  Through  the  passage,  which  trends  north-northwest  and 
south-southeast,  there  was  a  bold  channel  36  feet  deep  at  the  bav, 
retaining  a  depth  of  not  less  than  20  feet  until  about  3,000  feet  south- 
erly from  the  end  of  North  Island  and  of  not  less  than  15  feet  to  a 
pomt  about  1  mile  south  of  the  island,  where  the  channel  divided  into 
two.  One  of  these  two  channels,  known  as  Main  channel,  continued  3i 
miles  farther,  through  extensive  shoals,  to  the  18-foot  contour  in  the 
ocean.  This  channel  was  south-southeast  and  in  alignment  with  the 
main  channel  through  the  straits.  The  other,  known  as  Bottle  chan- 
nel, after  flowing  about  2,500  feet  southeasterly,  1,500  feet  easterly, 
and  about  3,000  feet  northeasterly,  reached  the  18-foot  contour  in  the 
ocean  at  a  distance  of  about  IJ  miles  in  a  direction  from  the  point  of 
separation  from  the  main  ship  channel  almost  at  right  angles  with 
the  direction  of  that  channel  and  of  the  channel  through  the  passage. 
At  mean  low  water  the  depth  on  the  crest  of  the  bar  was  variable  in 
both  channels  and  about  7  to  9  feet  in  Main  channel  and  6  to  8  feet  in 
Bottle  channel.     The  mean  range  of  tide  is  3i  feet. 

The  present  project,  adopted  in  1889,  provides  for  the  construction 
of  two  jetties,  spnnging,  respectively,  from  North  and  South  islands 
and  converging  toward  the  bar,  the  jetties  to  consist  of  mattress  foun- 
dation and  a  superstructure  of  large  riprap  stone  raised  to  a  height 
of  6  feet  above  mean  low  water,  the  south  jetty  to  extend  due  east 
across  the  bar  and  the  north  jetty  to  converge  toward  it,  so  as-  to  pro- 
duce the  necessary  contraction  on  the  bar.  The  depth  to  be  secured 
is  15  feet  at  mean  low  water.  The  river  and  harbor  act  of  June  3, 
9001— ENo  1909 21 
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1896,  authorized  the  completion  of  the  Work  under  continumg-con- 
tract  system,  at  a  cost  not  exceeding  $1,996,250,  in  addition  to  the 
$20,000  appropriated  by  the  act.    The  entire  amoimt  has  been  appro- 

Eriated  by  sundry  civil  acts  since  that  date.  The  project  was  extended 
y  the  river  and  narbor  act  approved  June  13,  1902,  to  permit  dredg- 
ing at  the  shoal  places  in  Winyah  Bay,  between  the  entrance  and  the 
city  of  Georgetown,  S.  C,  over  which  the  least  channel  depths  might 
at  any  time  be  less  than  at  the  entrance  to  the  bay,  provided  that 
the  expenses  of  this  dredging,  added  to  that  of  improving  the  entrance 
to  the  Day,  should  not  exceed  the  total  amount  authorized  under  the 
continuing-contract  system. 

The  total  expenditures  to  Jime  30,  1909,  were  $2,491,909.33,  of 
which  $428,750  was  appropriated  prior  to  June  3,  1896.  Of  this 
amoimt  $6,252.36  was  aerived  from  miscellaneous  sources,  such  as 
rent  of  dredge,  auction  sales,  etc.  For  maintenance,  $93,791.79  has 
been  spent.  The  jetty  work,  which  since  June  3, 1896,  had  been  under 
a  contmuing  contract,  had  been  completed.  The  north  jetty  extends 
a  distance  of  11,139  feet  from  the  shore  end,  with  crest  from  4^  to  6 
feet  above  mean  low  water,  except  the  outer  100  feet,  which  is  sub- 
merged. The  south  jetty  extends  a  distance  of  21,051  feet  from  the 
•  shore  end,  with  crest  at  heights  varying  from  10  feet  above  mean  low 
water  at  the  inner  end  to  nothing  at  the  outer  end.  The  stone  super- 
structure has  practically  no  top  width.  A  stone  mound,  50  feet  long, 
30  feet  wide,  and  12  feet  above  low  water  had  been  constructed  to 
mark  the  outer  end  of  the  south  jetty.  The  seagoing  suction  dredge 
Winyah  Bay  has  been  built,  and  this  dredge  and  the  similar  dredge 
Charleston  have  removed  1,553,271  cubic  yards  of  material  from  the 
entrance  channel  and  1,179,274  cubic  yards  of  material  from  the  east- 
em  channel  in  upper  Winyah  Bay  and  Sampit  River  shoal.  Spur 
dikes  have  been  built  to  protect  the  South  Island  beach.  A  mud  dike 
has  been  built  from  the  high  land  on  South  Island  to  the  high  land 
near  the  Santee  River  to  prevent  the  tides  from  cutting  around  the 
shore  end  of  the  south  jetty,  and  the  stonework  of  the  jettv  has  been 
extended  about  2,600  feet  by  a  work  of  sheet  piling  coverea  with  mud 
to  connect  with  this  dike. 

The  approved  project  was  practically  completed  by  June  30,  1909. 
SUght  shoaling  has  occurred  during  the  year  in  portions  of  the  channel 
where  the  depth  is  slightly  less  than  15  feet;  these  shoal  places  will 
be  removed  during  the  coming  fiscal  year. 

The  appropriation  recommended  will  be  applied  to  dredging  for 
maintenance  of  the  improvement. 

Commercial  statistics. 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1891 

261,370 
271,988 
268,640 
293.822 
171,059 
149,374 
125,003 
120,587 
129,639 

IS,  on,  600 

1901 

247,989 
387,471 
368,502 
369.774 
363.916 
392,770 
382,915 
283,470 

18,457,906 
9,310.682 
9,359,581 
9  546  843 

1892 

1902 

1883 

1903 

1894 

1904 *. 

1896 

6,228,350 
6,817,950 
6,687,880 
6,337,853 
6,749,433 

1905 

10,401,879 
10,139,751 
9,432,676 
8,078,583 

1897 

1906 

1898 

1907 

1899 

1906 

1900 
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The  vesseb  using  the  entrance  channel  are  steamers  of  1,850  tons 
and  less  and  sailmg  vessels  of  various  kinds.  The  freight  carried  is 
principally  lumber,  naval  stores,  and  general  merchandise.  There 
are  three  lines  of  steamships  plying  between  Georgetown  and  north- 
em  ports.  The  water  rate  on  lumber,  the  chief  export,  had  decrea.^  ed 
from  $5.50  per  thousand  feet  B.  M.  in  1892  to  $4.12i  in  1905,  but  it 
has  since  advanced  to  $6. 

For  references  to  examinations  and  surveys  see  page  250,  Annual 
Report  of  the  Chief  of  Engineers  for  1904. 

July  1, 1908,  balance  unexpended |48, 339.  81 

Receipts,  account  of  sales,  etc 65.  29 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 

63,405.10 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $24, 615. 40 

For  maintenance  of  improvement 24, 381.  38 

48,996.78 


July  1,  1909,  balance  unexpended 14, 408.  32 

July  1,  1909,  outstanding  liabilities 1, 720.  26 

July  1,  1909,  balance  available 12, 688.  06 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 40,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  N  4.) 

5,  Mingo  Creek,  South  Carolina, — ^To  June  30,  1897,  $17,000  had 
been  expended  on  improvement  to  provide  steamboat  navigation  up 
to  Williams  Landiujg  and  pole-boat  navigation  at  high  water  up  to 
the  head  of  navigation  by  snagging  and  clearing  the  banks. 

Deterioration  having  occurred,  the  sum  of  $300  was  allotted  from 
the  emergency  appropriation  provided  by  the  river  and  harbor  act 
of  March  2,  1907,  of  which  $257.75  had  been  expended  during  the 
fiscal  year  1908,  for  removing  the  worst  obstructions  to  navigation. 

No  work  was  done  during  the  past  year.  The  small  amount 
available  was  held  for  removing  oDstructions  blocking  or  seriously 
interfering  with  navigation. 

It  is  proposed  to  apply  the  appropriation  recommended  to  snag- 
ging to  mamtain  the  channel. 

July  1,  1908,  balance  unexpended |42.  25 

July  1,  1909,  balance  unexpended 42.  25 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 1, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Juno 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  N  5.) 

6,  Santee,  Wateree,  and  Congaree  rivers,  and  EsiherviUe- Minim 
Creek  Canal,  South,  Carolina. — (a)  Santee  River  and  Estherville- 
Minim  Creek  Canal, — This  river  in  its  original  condition  was  consid- 
erably obstructed  at  all  stages  of  water  by  sunken  logs  and  snags. 
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Its  bar  entrance  was  narrow,  crooked,  and  shifting,  with  only  about 
4  feet  of  water  at  low  tide,  and  so  situated  as  to  be  aifficult  and  expen- 
sive to  improve. 

The  original  project,  adopted  in  1880,  contemplated  providing  an 
outlet  for  the  nver  into  Winyah  B&y  by  constructing  a  canal  from 
the  river  through  Mosquito  Creek  mto  the  bay.  On  this  project 
there  was  expended  $99,750. 

The  present  project,  adopted  in  1889,  contemplates  providing  a 
more  satisfactory  outlet  into  the  bay  by  cutting  a  canal  70  feet  wide 
and  6  feet  deep  at  mean  low  water  from  the  Estherville  plantation  to 
Minim  Creek  and  for  snagging  the  entire  river.  The  estimated  cost 
is  $350,000,  not  including  the  amount  expended  under  the  original 
project. 

The  total  expenditures  under  the  present  project  to  June  30,  1909, 
were  $241,902.26,  of  which  about  $57,316.52  was  for  maintenance; 
of  this,  $32.50  was  derived  from  sales  at  auction,  etc.  All  the  ex- 
penditure during  the  year  was  for  maintenance,  and  consisted  of  the 
removal  of  34,024  cubic  yards  of  material  and  54  stumps  and  logs 
from  the  canal,  widening  and  deepening  same.  The  first  cut  of  the 
canal  had  been  made  entirely  through,  and  this  had  been  widened 
through  a  portion  of  its  length.  From  the  Santee  River  proper  1,818 
obstructions  had  been  removed. 

The  approved  project  is  about  84  per  cent  completed. 

Except  at  the  Winyah  Bav  end,  where  on  account  of  the  softness 
of  the  Danks  the  width  has  been  reduced  to  40  feet,  the  canal  is  50 
feet  wide  and  6  feet  deep.  The  mean  rise  of  tide  at  the  canal  is  about 
3i  feet.  The  least  available  depth  in  Santee  River  is  about  4  feet  at 
low  water.  The  usual  variation  in  water  level  at  the  Atlantic  Coast 
Line  bridge,  about  54^  miles  above  the  mouth,  is  about  19  feet,  and 
at  its  junction  with  the  Wateree  and  Congaree  rivers,  143  miles  above 
the  mouth,  about  20  feet.     The  river  is  navigable  its  entire  length. 

During  the  year  the  construction  of  a  suction  dredge  was  completed, 
for  which  the  appropriation  for  this  stream  bears  a  part  of  the  cost. 
For  this  there  was  an  expenditure  of  $4,217.67.  For  dredging  in  the 
canal  $10,784.21  was  expended. 

The  appropriation  recommended  will  be  applied  to  widening  the 
Estherville-Minim  Creek  Canal,  and  to  removmg  obstructions  from 
Santee  River. 

The  additional  work  proposed  is  necessary  to  make  the  improve- 
ments available  and  for  extending  the  benefits. 

Commercial  statistics. 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1801 

100.255 
110,523 
124,182 
115,428 
117,690 
134,135 
134,206 
112,205 
154,327 

12,743,000 
2,775,800 

1900 

1901 

179,090 
204,375 
215.600 
220,900 
242.800 
329.350 
427,300 
474,750 
70,590 

92,622,200 
1,809,000 
1,882,600 
1,840.000 
1,692  600 
1,485  000 

1802 

1893 

2,679,600 
2,375,000 

1902 

1804         

1903 

1896 

2,224,800 
2,204.600 
2,159,940 
2,203,800 
2,679,100 

1904 

1896 

1^5 

1897 

190() 

1907 

1908 

1,830,000 
1,735,000 
1,172,169 

1898 

1899 
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The  vessels  using  the  river  and  canal  are  steamers  of  from  10  to  500 
tons,  small  sailing  craft,  pole  boats,  rafts,  etc. 

For  references  to  examination  and  surveys  alid  other  information 
concerning  the  work  see  page  252,  Annual  Report  of  the  Chief  of 
Engineers,  1904. 

It  has  been  found  impossible  to  obtain  information  as  to  the  effect 
of  the  improvement  on  freight  rates. 

July  1,  1908,  balance  unexpended $21, 132. 12 

Receipts,  account  of  sales 76. 05 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 6,600.00 

26,808.17 
June  30,  1909,  amount  expended  diuing  fiscal  year: 

Transferred  to  allotment  for  Congaree  River $5, 000. 00 

For  maintenance  of  improvement 15, 001. 88 

20,001.88 

July  1,  1909,  balance  unexpended 6, 806. 29 

July  1,  1909,  outstanding  liabilities 27. 60 

July  1,  1909,  balance  available 6, 778. 69 

Amount  (estimated)  required  for  completion  of  existing  project 109, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jxme  30, 
1911,  for  works  of -improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Juljr  l,  1909 (o) 

Submitted  in  comj)liance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(b)  Wateree  River. — In  its  original  condition  this  stream  had  a 
low-water  depth  of  from  3  to  4  feet  from  its  mouth,  67  miles,  to 
Camden.  The  lower  14  miles  was  completely  blocked  at  all  stages  of 
water  by  logs,  snags,  etc.,  and  at  moderate  stages  bj  the  bridges  of 
the  South  Carolina  and  the  Wilmington,  Commbia  and  Augusta 
railroads^  then  without  draw  spans;  tnence  to  Camden  navigation 
was  possible,  but  dangerous,  except  during  high  water.  Its  com- 
merce was  practically  nothing. 

The  present  project  of  improvement,  adopted  in  1881.  provides  for 
safe  and  unobstructed  4-foot  navigation  for  steamers  rrom  Camden 
to  the  mouth,  at  an  estimated  cost  of  $60,000. 

The  appropriation  of  September  19,  1890,  completed  the  estimate 
for  the  project,  but  appropriations  have  since  been  made  for  main- 
tenance. The  work  is  one  of  snagging  and  dredging,  and  as  snags  are 
continually  lodging,  it  is  not  susceptible  of  completion.  Snagging 
work  should  be  done  annually  in  order  to  keep  the  channel  open. 

The  total  expenditures  to  June  30.  1909,  were  $140,699.45.  To 
June  30,  1900,  tne  river  had  been  kept  rairly  clear  of  obstructions  from 
the  mouth  to  Camden.  Work  was  suspended  in  1 899,  and  was  resumed 
in  May,  1907,  a  snag  boat  having  been  built  for  this  stream.  All  the 
expenditures  during  the  year  were  for  maintenance. 

Snagging  was  done  dunng  the  year  and  a  total  of  1,871  obstructions 
were  removed. 

Toward  the  construction  of  a  suction  dredge  an  expenditure  of 
$4,100  was  made  under  contract  for  machinery;  for  machinery  for  a 
snag  boat  there  was  expended  $8,665.25  under  contracts. 

o  See  consolidated  money  statement  on  page  329. 
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The  appropriation  recommended  will  be  applied  to  snagging  and 
dredging  for  maintenance  of  the  improvement. 

The  additional  work  proposed  is  necessary  to  make  the  improve- 
ment available. 

So  far  as  known  the  available  depths  now  existing  do  not  differ 
greatly  from  the  original  depths.  The  usual  variation  in  water  level 
IS  about  17  feet  at  a  point  about  4  miles  above  the  mouth,  and  about 
28.5  feet  at  Camden,  67  miles  above  the  mouth. 

The  river  is  navigable  from  the  mouth  to  Camden. 

Commercial  itatistica. 


Year. 

Tods. 

Value. 

Year. 

Tons. 

Value. 

1801 

1,005 

2,244 

6,242 

18,076 

21,697 

35,002 

43,770 

83,568 

109,170 

S51,210 
86,040 
117,729 
94,334 
127,665 
233,526 
202,800 
274,050 
272,200 

1900 

93,024 
10,417 
42,575 
41,050 
15,600 
22,000 
16,200 
56,400 
35,720 

1155. OOO 

1802 

1901 

50,000 

1893 

1902 

92,500 

1894 

1903 

87,000 

1895 

1904 

29,700 

1806 

1905 

41,000 

1897 

1906 

81.000 

1898 

1907 

564,000 

1899 

1908 

182,669 

Rafting  is  the  only  business  done  on  this  river.  No  new  line  of 
transportation  was  established  during  the  year. 

For  references  to  examinations  and  surveys  see  page  253,  Annual 
Report  of  the  Chief  of  Engineers,  1904. 

it  has  been  found  impossible  to  obtain  information  as  to  the  effect 
of  the  improvement  on  freight  rates. 

July  1, 1908,  balance  unexpended $46, 042.  98 

Receipts,  account  of  sales 9.  51 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 14,300.00 


60. 352. 49 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 39, 242. 43 

July  1,  1909,  balance  unexpended 21, 110.  06 

July  1, 1909,  outstanding  liabilities 5, 217. 04 

July  1, 1909,  balance  available 15, 893. 02 


July  1, 1909,  amount  covered  by  uncompleted  contracts 1, 005.  97 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Congaree  River, — In  1886  this  stream  in  its  original  condition 
had  a  low-water  depth  of  3  to  4  feet  from  its  mouth  to  the  railroad 
bridge  at  Columbia,  thence  1  foot  low-water  depth  2  miles  farther 
to  its  head.  The  navigation  of  the  lower  49  miles  was  blocked  at  all 
stages  of  water  by  the  South  Carolina  Railroad  bridge  and  by  sunken 
logs,  snags,  and  overhanging  trees.  The  navigation  of  tlic  remaining 
2  miles  was  prevented  by  swift  currents  and  numerous  rock  ledges 
and  bowlders.     Its  commerce  was  nothing. 

A  See  consolidated  money  statement  on  page  329. 
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The  project  of  improvement  adopted  in  1886  proposes  to  secure  a 
thoroughly  cleared  4-foot  navigation  over  the  lower  49  miles  at  all 
stages  of  water  and  a  cleared  channel  through  the  rock  ledges  and 
bowlders  above  at  an  estimated  cost  of  $54,500.  This  project  was 
modified  in  1899,  when  a  lock  and  dam  was  authorized  for  extending 
steamboat  navigation  through  these  ledges  and  bowlders  in  the  river 
from  Gervais  Street  Bridge,  Columbia,  to  Granby.  The  open-channel 
work  above  Granby  was  thus  eliminated  for  the  time  being.  Appro- 
priations for  the  lock  and  dam  were  made,  amounting  to  $250,000, 
$25,000  of  which,  by  authority  of  Congress,  was  allotted  for  the 
open-channel  work.  The  lock  and  dam  had  been  completed  with 
the  $225,000,  and  considerable  work  done  in  clearing  the  channel 
between  the  lock  and  the  city  of  Columbia. 

The  river  and  harbor  act  oi  March  2,  1907,  contained  the  following 
proviso  in  appropriating  for  this  stream:  "And  the  limits  of  the 
improvement  of  tne  Congaree  River  shall  be  extended  to  include  that 

gart  of  the  said  river  included  in  the  project  from  Gervais  Street 
►ridge,  Columbia,  to  Granby,  South  Carolina."  Under  this  author- 
ity the  work  on  the  entire  length  of  the  river  will  be  prosecuted  under 
allotments  from  appropriations  for  improving  Santee,  Wateree,  and 
Congaree  rivers  and  the  Estherville-Minim  Creek  Canal,  South 
Carolina. 

In  1905  a  survey  of  the  river  between  the  lock  and  dam  and  the 
mouth  of  the  river,  made  to  determine  what  additional  work  was 
required  to  form  a  4-foot  channel  at  all  stages  of  water,  showed  that 
in  addition  to  clearing  the  river  of  obstructions  by  snagging,  dredging 
was  also  required,  and  that  the  estimated  cost  of  the  project  should 
be  increased  accordingly.  To  obtain  and  maintain  this  channel 
would  cost  $20,000  a  year  for  four  years,  after  which  a  yearly  expendi- 
ture of  $10,000  would  probably  suflBce. 

The  total  expenditures  for  open -channel  work  to  June  30,  1909, 
were  $132,241.80.  The  channel  had  been  thoroughly  snagged  from 
the  mouth  to  Granby,  2  miles  below  Columbia.  A  total  of  17,057 
obstructions  had  been  removed  below  Granby.  Dredging  had  been 
carried  on,  removing  157,143  cubic  yards  of  sand  and  pebbles. 
Work  had  been  in  progress  of  clearing  the  channel  above  trie  lock. 
As  nearly  as  can  be  determined  from  the  records  about  $70,855.14 
has  been  applied  to  work  of  maintenance. 

Snagging  was  done  during  the  year  and  a  total  of  707  obstructions 
were  removed.  During  the  year  approximately  730  tons  of  rock 
was  removed.  This  rock  excavation  made  it  possible  for  steamers 
to  land  at  the  foot  of  Senate  street,  Columbia,  S.  C. 

Under  allotments  from  the  emergency  appropriation  provided  by 
the  river  and  harbor  act  of  March  2,  1907,  made  November  12,  1908 
($5,125),  and  February  17, 1909  ($1,800),  derrick -4  was  operated  forty- 
six  days  in  removing  snags,  dragging  channel,  dredging  stone  from 
the  rock  cut,  etc.,  to  restore  the  channel  depths  above  the  lock; 
about  393  tons  of  stone  were  removed;  the  dredge  Congaree  removed 
from  the  channel  134,462  cubic  yards  of  sand,  and  a  6-inch  pump 
was  operated  eighteen  days  pumping  sand  from  the  channel.  The 
expenditures  from  these  allotments  were  $5^843.66,  and  were  ren- 
dered necessary  by  the  extraordinary  flood  m  the  Congaree  River 
which  occurrecl  in  August,  1908. 

It  is  thought  that  to  secure  safe  and  certain  navigation  of  the 
portion  of  the  river  above  Granby  it  will  be  necessary  to  reconstruct 
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the  dam,  so  as  to  raise  the  pool  level  2  feet,  at  an  estimated  cost  of 
$50,000. 

The  appropriation  recommended  will  be  applied  to  work  of  im- 
provement in  removing  bars  and  obstructions  between  the  mouth 
and  Columbia. 

The  usual  variation  m  water  level  at  a  point  2  miles  above  the 
mouth  is  about  24.3  feet  and  at  Columbia  about  33.2  feet.  Columbia 
is  the  head  of  navigation  and  is  distant  51  miles  from  the  mouth. 

Commercial  statistics. 


Year. 

Tons. 

Value. 

Year. 

Tons. 

VallM. 

1891          

2,401 

3,686 
2.781 
7,974 
8.993 
18.307 
40.857 
81,362 
88,696 

147,840 
62,025 
71,126 
40,760 
46,700 
178,900 
110,100 
201,700 
191,700 

1900         .                            ..   . 

121,363 
14.683 
68,075 

114  310 
43,035 
34,350 
35,622 
73,883 
22,122 

1197,000 
70.000 

1892 

1901 

1803     

19()2         

128,500 

1804 

190:i 

271,400 

1895 

19<)4       

03,900 

1806 

1905 

252,000 

1897.. 

190(i 

821,100 

1898 

1907 

1,234,000 
606,994 

1899 

1908 

A  steamboat  line  between  Columbia  and  Georgetown,  S.  C,  has 
been  established.  Connection  is  made  at  Georgetown  with  steamers 
for  New  York,  Baltimore,  and  Charleston.  Boats  are  now  landing  at 
foot  of  Senate  street,  Columbia,  S.  C,  the  present  head  of  navigation. 
A  reduction  of  from  22  to  30  per  cent  in  freight  rates  from  Columbia 
to  New  York  (difference  between  rail  and  water  transportation)  has 
been  effected  by  the  improvement. 

For  preliminary  examination  and  survey,  see  page  1140,  Annual 
Report  of  the  Chief  of  Engineers  for  1885.  For  outline  map  of  river, 
see  page  1194,  Annual  Report  of  the  Chief  of  Engmeers  for  1889. 

For  project  for  construction  of  lock  and  dam,  see  page  1182,  Annual 
Report  of  the  Chief  of  Engineers  for  1896. 

Reference  to  report  on  examination  made  in  compliance  with  the 
river  and  harbor  act  of  March  2,  1907,  will  be  found  on  page  323  of 
Annual  Report  of  the  Chief  of  Engineers  for  1908. 

July  1,  1908,  balance  unexpended ; $26, 487. 33 

Receipts,  account  of  sales 9. 51 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 28,100.00 

Transferred  from  allotment  for  Santee  River 5, 000.  00 

Allotment  (emergency  appropriation  of  March  2,  1907): 

November  12,  1908 .•  5, 125.00 

February  17, 1909 1, 800.00 

66, 621. 84 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 36, 572.  79 

July  1,  1909,  balance  unexpended 29, 949. 05 

July  1,  1909,  outsUnding  liabilities 847.  70 

July  1,  1909,  balance  available 29, 101. 35 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

o  See  consolidated  money  statement  on  page  329. 
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CONSOLIDATED. 

July  1, 1908,  balance  unexpended $93, 662. 43 

Receipts,  account  of  sales 95. 07 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 48,000.00 

Allotted  (emergency  appropriation  of  March  2,  1907): 

November  12,  1908 5, 125.  CO 

February  17, 1909 1,800.00 

148,682.50 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 90, 817. 10 

July  1,  1909,  balance  unexpended 67,865.40 

July  1, 1909,  outstanding  liabilities 6,092.34 

July  1, 1909,  balance  available. 51, 773. 06 


July  1,  1909,  amount  covered  by  uncompleted  contracts 1, 005. 97 

Amount  (estimated)  required  for  completion  of  existing  project 109, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  endini?  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1,  1909 64, 000. 00 

Submitted  in  compliance  with  recjuirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  N  6.) 

7.  Operating  and  care  of  lock  and  dam  across  Congaree  River ,  near 
Columoia,  S,  U, — This  service  is  provided  for  by  the  permanent  indefi- 
nite appropriation  for  operating  and  care  of  canals  and  other  works 
of  navigation,  under  the  provisions  of  section  4  of  the  river  and 
harbor  act  of  July  5, 1884,  as  amended  and  reenacted  by  section  6  of 
the  river  and  harbor  act  approved  March  3,  1909. 

The  operation  and  care  of  the  lock  and  dam  across  the  Congaree 
River  have  been  provided  for  by  allotments  from  this  appropriation 
since  April  7,  1906.  The  expenditures  during  the  fiscal  year  were 
$10,480.68;  the  total  expenditures  have  been  $21,284.19. 

A  special  emergency  allotment  of  $4,175  was  made  February  18, 
1909,  to  repair  damages  caused  by  extraordinary  flood  of  August,  1908. 

(See  Appendix  N  7.) 

8.  Inland  waterways  letween  Charleston  Harbor,  South  Carolina, 
and  opposite  McCleUanviUe. — These  waterways  consist  of  a  series  of 
creeks,  sounds,  rivers,  and  bays,  which  afford  a  route  sheltered  for  the 
most  part  from  the  sea  by  the  numerous  islands  which  form  the  outer 
coast  line.  The  route  is  tidal  throughout,  the  range  of  tide  varying 
from  about  4.6  to  5.3  feet.  It  is  now  obstructed  by  a  number  of  shal- 
low reaches  and  narrow,  crooked  passages,  particularly  at  points 
where  the  tides  meet.  The  passage  across  Bulls  Bay,  besides  being 
very  shallow,  is  much  exposed.  The  present  commerce  is  compara- 
tively small,  as  only  very  small  vessels  can  get  through  without  exces- 
sive delays. 

The  plan  of  improvement  adopted  in  1902  provides  for  a  channel 
between  Charleston  Harbor  and  opposite  McClellanville  4  feet  deep 
at  mean  low  water  and  60  feet  bottom  width,  at  an  estimated  cost  of 
$125,290.  The  project  was  modified  by  the  river  and  harbor  act  of 
March  2,  1907,  to  provide  for  a  brancK  of  the  channel  to  Morrisons 
Landing  in  McClellanville.  The  new  channel  will  partly  follow  the 
present  channels  and  will  partly  lie  in  cuts  across  the  marsh  to  avoid 
crooked  and  dangerous  sections.     It  will  pass  to  the  northward  of 
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Bulls  Bay.  A  revised  estimate  made  dm*ing  the  fiscal  year  1908, 
based  upon  work  already  done,  shows  that  to  complete  the  improve- 
ment there  will  be  required  $66,000  in  addition  to  the  amount  origi- 
nally estimated. 

llie  total  expenditures  to  June  30,  1909,  were  $122,052.01.  A 
contract  was  let  in  1905,  under  which  there  was  removed  158,441 
cubic  yards;  a  second  contract  was  made  during  the  present  fiscal 
year  for  continuing  the  work,  and  under  this  there  has  been  removed 
297,264  cubic  yardis,  making  a  total  of  455,705  cubic  yards,  which  is 
about  64  per  cent  of  the  approved  project. 

The  appropriation  recommended  will  be  applied  to  prosecution 
of  the  unprovement  by  dredging  between  Grahams  Creek  and 
McClellanvule. 

The  improvement  can  have  no  effect  on  freight  rates  until  the 
project  shall  have  been  completed. 

For  references  to  reports  of  examinations  and  surveys,  see  page 
256,  Annual  Report  of  the  Chief  of  Engineers  for  1904. 

Commercial  statistics. 


Year. 

Tods. 

Value.    , 

Year. 

Tons. 

Value. 

1908 

33,344 
39,064 
68,421 

1579,620 
673,770 
608,761 

1906 

49,440 
36,230 
32,388 

$797,747 

1904 

1907 

921,675 

1906 

1908 

1,146,240 

July  1,  1908,  balance  unexpended $47,805.28 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 6,000.00 


52, 805. 28 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      44,567.29 


July  1,  1909,  balance  unexpended 8,237.99 

Amount  (estimated)  required  for  completion  of  existing  project 66, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30 
1911,  for  works  of  improvement,  exclusive  of  the  oalance  imexpended 
Julyl,  1909 66,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  N  8.) 

9,  Charleston  Harhor^  South  Carolina, — There  were  originally 
four  channels  across  the  bar,  the  deepest  having  about  12  feet  depth, 
at  low  water.  Commerce  was  then  using  the  Pumpkin  Hill  channel, 
about  3  miles  south  of  the  present  jetty  cnannel.     Where  the  present 

t'etty  channel  is  situated  tnere  was  then  the  Swash  channel,  with  a 
>est  depth  of  lOJ  feet  of  water,  too  crooked  for  safe  use.  The 
natural  channels  were  shifting  in  position  and  variable  in  depth. 

The  original  project,  adopted  m  1878,  provided  for  establishing 
and  maintaining,  by  means  of  two  jetties  and  auxiliary  dredging,  a 
low- water  channel  of  not  less  than  21  feet  depth  across  the  bar.  The 
Swash  channel  was  selected  for  improvement.  The  estimated  cost 
was  $3,000^000. 

In  1888  it  became  necessary  to  modify  the  height  of  the  crest  line 
of  the  jetties  and  to  revise  the  estimate.  This  mcrease  in  the  esti- 
mate was  largely  due  to  the  fact  that  money  had  been  appropriated 
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so  slowly  that  reasonable  contract  prices  could  not  be  obtained. 
The  annual  appropriation  up  to  that  time  had  been  only  5i  per  cent 
of  the  original  estimate.  In  the  revised  project  the  jetties  were 
increased  in  height  and  length,  but  no  change  was  made  in  their  posi- 
tion or  distance  apart.  The  revised  estimates  were  $4,380,500  ii  the 
jetties  were  brought  up  to  low- water  level  throughout,  and  $5,334,500 
if  brought  up  3  feet  nigher.  The  former  estimate  was  adopted  by 
Congress  in  tne  river  and  harbor  act  approved  July  13,  1892. 

The  present  project,  adopted  hj  the  nver  and  harbor  act  approved 
March  3,  1899,  provides  for  obtaining  a  channel  at  the  entrance  to 
Charleston  Harbor  not  less  than  26  feet  deep  at  mean  low  water 
(mean  range  of  tide  about  5.2  feet)  and  600  feet  wide,  by  constructing 
a  large  seagoing  suction  dredge,  at  a  cost  not  exceeding  $150,000, 
and  operating  her,  together  with  the  existing  dredge  Charleston,  for 
three  years.  The  estimated  cost  of  constructmg  the  new  dredge  and 
operating  it,  as  above,  was  $285,000.  Of  this  amount  $175,000  had 
been  appropriated  prior  to  the  enactment  of  the  river  and  harbor  act 
of  June  13,  1902,  which  made  available  an  additional  sum  of  $208,000, 
increasing  to  $383,000  the  amount  authorized  for  the  project  for  the 
new  dredge  and  its  operation.  The  entire  amount  authorized  has 
been  appropriated. 

The  total  expenditures  to  June  30,  1909,  were  $4,653,057.59,  includ- 
ing about  $2,500  expended  at  SuUivans  Island  and  $10,000  at  Mount 
Pleasant;  of  this  sum  $7,823.23  was  derived  from  miscellaneous 
sources,  such  as  rental  of  dredge  and  auction  sales.  Of  this  amount, 
$4,640,557.59  had  been  expended  on  the  original  projects  and  on 
maintenance. 

Dredging  during  the  year  provided  the  full  project  width.  A 
good  channel  exists  of  not  less  than  26  feet  at  mean  low  water  and 
at  least  600  feet  wide  throughout  the  whole  length  of  the  improved 
portion,  although  a  slight  shoaling  occurred  in  the  outer  portion 
during  the  year.     The  mean  tidal  range  is  5.2  feet. 

The  operations  during  the  year  were  for  maintenance. 

The  river  and  harbor  act  of  March  3,  1905,  authorizes  the  Secretary 
of  War,  in  his  discretion,  to  cause  the  new  dredges  employed  on  this 
work  to  be  utilized,  at  such  times  as  they  are  not  employed  in  dredg- 
ing on  the  outer  bar,  for  dredging  in  the  channels  between  said  outer 
bar  and  the  city  of  Charleston. 

For  references  to  examinations  and  surveys  and  to  projects  see 
page  257,  Annual  Report  of  the  Chief  of  Engineers  for  1904. 

COMMERCIAL  STATISTICS. 

Foreign  commerce. 


Year. 

Aggre- 
tons. 

Value. 

Year. 

Aggre. 
gate  reg- 
istered 
tons. 

Valua 

1889 

211,203 
224,962 
274,149 
109,379 
193,336 
208,169 
140,938 
168,325 
226,760 
214, 180 

116,744,951 
16,041,397 
23,110,664 
11,829,007 
11,940,129 
11,500,372 
10.686,326 
11,786,846 
12,106,763 
10,956,260 

1899 

174,525 
150,631 
141.003 
219,000 
142, 196 
146,906 
100, 351 
132,100 
174,219 
187,044 

S6, 385, 168 

1800  

1900 

11,170,910 

1891            .     - 

1901 

6,270,757 

1892 

1902 

7,095,294 

1883           

1903 

5,237,119 

1894 

1904 

6,100,295 

1«6  

1905 

3,337,038 

1806 

1906 

4,165,667 

1807 

1907 

0,030,866 

1808 

1908 

0,960,606 
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Commerce  through  Charleston  Harhor,  ocean  entrance. 


Year. 

Total  Im- 
ports and 
exports. 

Value. 

1901  

T<m». 
784,812 
822,845 
685,903 
880,596 
858,016 
835,360 
722,338 
651,232 

129,454,515 

1902 

34,746,997 

1903 

47,659,427 

1904 : 

49,994,804 

1905 

51,631,040 

1906 

56,301,096 

1907 

56,138,444 

1908 

61,444,244 

Regarding  effect  on  freight  rates  since  improvement  began  in  1878, 
the  only  change  that  seems  due  to  the  improvement  is  a  lowering  of 
about  12i  cents  per  ton  on  business  done  by  coastwise  sailing  vessels. 

The  additional  work  proposed  is  for  maintenance. 

July  1, 1908,  balance  unexpended $17, 312. 87 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909... 25,000.00 

42, 312.  87 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 12, 047.  23 

July  1, 1909,  balance  unexpended 30, 265.  64 

July  1,  1909,  outstanding  liabilities 3, 247. 09 

July  1, 1909,  balance  available 27, 018. 55 

(See  Appendix  N  9.) 

10.  Removing  sunken  vessels  or  crafty  ohstructina  or  endangering 
navigation. — For  making  examination  of  the  wreck  of  the  steamer 
Housatonic,  near  the  entrance  to  Charleston  Harbor,  with  a  view  to 
its  removal,  allotment  of  $800  had  been  made  June  1, 1908.  During 
July  the  examination  was  made  at  a  cost  of  $395.85  and  the  removal 
of  the  wreck  recommended  at  an  estimated  cost  of  $12,000.  This 
sum  was  allotted  September  14,  1908,  and  contract  made  January  18, 
1909,  in  the  sum  of  $3,240;  contract  was  approved  February  16,  1909. 
The  wreck  was  removed  by  breaking  it  uj)  with  dynamite  and  raising 
the  broken  pieces.  About  4  tons  of  old  iron  was  so  removed.  The 
expenditures  during  the  fiscal  year  were  $826.57;  none  were  made 
during  the  preceding  year.     The  contractor  had  not  been  paid. 

Cambusdoon. — The  hulk  of  the  old  bark  Cambusdoony  which  was 
floating  in  the  harbor  at  Charleston,  a  menace  to  navigation,  was 
removed  at  a  cost  of  $416.75. 

Leonora. — For  making  an  examination  of  a  wreck  in  Beaufort 
River,  South  Carolina,  an  allotment  of  $50  was  made  August  5,  1908; 
the  examination  was  made  at  a  cost  of  $34.69;  the  wreck  was  found 
to  be  that  of  a  small  schooner,  the  Leonora,  and  its  removal  at  an 
estimated  cost  of  $700  was  recommended.  Allotment  for  this  purpose 
was  made  September  28,  1908.  Contract  was  made  for  the  removal 
of  the  wreck  m  the  sum  of  $400.  The  wreck  was  removed  and  placed 
in  a  small  creek  where  it  would  not  interfere  with  navigation.  Ex- 
penditures for  this  work  were  $440.83. 
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Wreck  in  Great  Pedee  River,  South  Carolina. — For  the  removal  of  a 
sunken  gunboat  in  Great  Pedee  River,  South  Carolina,  an  allotment 
of  $2,000  was  made  October  19,  1908.  No  work  had  been  done  on 
account  of  high  stage  of  water.     No  expenditures  were  made. 

Sunken  caisson,  Port  Royal  Naval  Station,  S.  O. — On  December  9, 
1908,  allotment  of  $2,000  was  made.  On  March  10,  1909,  a  further 
allotment  of  $2,600  was  made  for  the  removal  of  an  old  caisson  which 
had  been  sold  at  the  Port  Royal  Naval  Station  and  which  the  pur- 
chaser had  partly  dismantled  and  abandoned,  after  sinking  at  the 
naval  station  wharf.  This  wreck  was  removed  during  the  months  of 
January  and  February  and  deposited  where  it  would  not  interfere 
with  navigation.    The  expenditures  for  this  were  $4,305.26. 

(See  Appendix  N  10.) 

EXAMINATION    AND    SURVEY   MADE    IN    COMPLIANCE    WITBC  RIVER    AND 
HARBOR   ACT,  APPROVED  MARCH   2,  1907. 

Reports  dated  April  18,  1907,  and  June  5,  1908,  on  preliminary 
exammation  and  survey,  respectively,  of  Grreat  Pedee  River,  South 
Carolina,  from  Georgetown  to  Pedee  Station,  required  by  the  river  and 
harbor  act  of  March  2,  1907,  were  duly  submitted  by  the  district 
officer.  They  were  reviewed  by  the  Board  of  Engineers  for  Rivers 
and  Harbors,  pursuant  to  law,  and  were  transmitted  to  Congress  and 
printed  in  House  Document  No.  1162,  Sixtieth  Congress,  second  ses- 
sion. A  plan  for  improvement  at  an  estimated  cost  of  $53,000  is 
presented. 

EXAMINATION   MADE    IN   COMPLIANCE   WrTH  RIVER  AND   HARBOR  ACT, 
APPROVED   MARCH   3,  1909. 

Report  dated  April  22,  1909,  on  preliminary  examination  of  Wa- 
verly  Creek,  South  Carolina,  from  its  mouth  to  Waverly  Mills,  required 
by  the  river  and  harbor  act  of  March  3,  1909,  was  duly  submitted  by 
the  district  officer.  It  was  reviewed  by  the  Board  of  Engineers  for 
Rivers  and  Harbors,  pursuant  to  law,  and  was  transmitted  to  Congress 
and  printed  in  House  Document  No.  72,  Sixty-first  Congress,  first  ses- 
sion. The  locality  is  not  considered  worthy  of  improvement  by  the 
General  Government. 

IMPROVEMENT  OF  RIVERS    AND  HARBORS  IN  THE  SAVANNAH, 
GEORGIA,  DISTRICT. 

This  district  was  in  the  charge  of  Col.  Dan  C.  Kingman,  Corps  of 
Engineers,  division  engineer,  Southeast  Division,  having  under  his 
immediate  orders  since  April  6,  1909,  Capt.  W.  P.  Stokey,  Corps 
of  Engineers. 

L  Savannah  Harbor,  Georgia, — This  covers  the  estuary  of  the  Sa- 
vannah River  from  the  upper  limits  of  the  city  of  Savannah  to  the 
ocean  bar,  a  distance  of  26  miles,  measured  along  the  channel.  In 
1873  the  channel  was  in  places  not  more  than  9  feet  deep  at  mean  low 
water. 

The  first  appropriatfon  for  the  improvement  of  this  harbor  was 
made  in  1826,  and  had  reference  to  the  removal  of  natural  and 
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artificial  obstructions,  but  the  first  comprehensive  plan  of  improve- 
ment is  dated  February  11,1 853.  Another,  for  the  removal  of  obstruc- 
tions, is  dated  about  1871. 

A  later  plan  of  improvement  is  dated  August  28,  1873,  and  was 
supplemented  March  19,  1879.  It  contemplated  the  establishment 
of  a  channel  from  the  city  to  the  sea,  practicable  at  high  tide  for 
vessels  drawing  22  feet  of  water.  This  project  was  replaced  by  an 
enlarged  one  (January  16,  1882,  Annual  Keport  of  the  Chief  of  En- 
gineers for  1882,  Appendix  J  4)  contemplating  the  same  channel 
depth.  The  amount  expended  under  these  projects  up  to  June  30, 
1890,  was  $1,850,528.53. 

The  project  in  force  up  to  June  13,  1902,  adopted  in  1890,  provid- 
ing for  a  mean  high-water  depth  of  26  feet  from  the  city  to  tiie  sea, 
is  printed  as  part  of  Appendix  O,  Annual  Report  of  the  Chief  of 
Engineers  for  1890.  Tne  channel  depth  contemplated  by  it  was 
reported  as  having  been  obtained  at  the  end  of  the  fiscal  year  1896. 
Wnile  the  project  depth  was  literally  obtained,  the  channel  was  very 
crooked  and  of  much  less  than  the  project  width. 

A  supplemental  plan  of  improvement  was  submitted  December  7, 
1894,  providing  for  a  detached  extension  of  the  Oyster  Bed  training 
wall,  for  the  pm-pose  of  sheltering  the  anchorage  in  Tybee  Roads,  as 
well  as  for  protecting  the  ship  channel  over  the  outer  part  of  Tybee 
KnoU  against  the  destructive  action  of  heavy  storms.  This  project, 
which  is  printed  as  part  of  Appendix  M  1  of  the  Annual  Report  or 
the  Chief  of  Engineers  for  1895,  was  authorized  by  act  of  Congress 
of  June  3,  1896,  its  estimated  cost  being  $992,250.  This  work  was 
never  finished,  the  contract  having  been  annulled  in  1899,  when  less 
than  one-third  of  the  proposed  work  was  accompUshed.  The  same 
act  authorized  the  completion  of  work  for  improvmg  the  inside  route 
from  Savannah,  Ga.,  to  Beaufort,  S.  C,  at  an  additional  cost  of 
$106,700,  and  dredging  for  maintenance  in  Savannah  Harbor,  and 
the  sum  of  $1,005,000  was  appropriated  to  complete  these  works. 

The  amoimt  expended  under  the  proiect  of  1890  up  to  Jime  30, 
1896,  was  $3,460,049.99,  of  which  $974,504.88  was  for  dredeing  and 
$2,356,720.10  for  contraction  work.  There  had  previously  oeen  ex- 
pended $1,850,528.53,  giving  a  total  of  $5,310,578.52.  Between  June 
30, 1896,  and  June  30, 1902,  $712,918.84  was  expended  on  the  modified 
26-foot  project,  of  which  $84,850.98  was  for  maintenance. 

From  the  time  of  the  reported  completion  of  the  project  of  1890, 
in  July,  1896,  until  June  30,  1902,  extensive  dredging  was  done,  both 
for  maintenance  and  as  part  of  the  modification  of  the  project. 

On  Jime  13,  1902,  Congress  adopted  a  project  which  provided  for 
the  establishment  of  a  channel  from  the  Old  Waterworks  (2  miles 
above  Savannah)  to  the  ocean,  28  feet  deep  at  mean  high  water,  with 
bottom  widths  of  350  to  500  feet,  to  be  accomplished  by  dredging 
and  the  raising  of  all  existing  training  walls  between  Savannah  and 
Tvbee  Roads.     It  also  provided  for  the  construction  of  mooring  dol- 

?hins  at  two  points  in  the  harbor — the  '* Bight"  and  Venus  Point, 
'he  estimated  cost  of  the  work  was  originally  $1,567,791.  This 
amount  was  increased  by  $210,000  by  the  act  of  Congress  approved 
March  3,  1905.  This  project  will  be  foimd  printed  in  House  Docu- 
ment No.  123,  Fifty-sixth  Congress,  second  session,  and  also  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1901,  page  1723. 
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The  river  and  harbor  act  of  March  3,  1905,  called  for  a  resurvey  of 
Savannah  Harbor,  Georgia,  with  plans  and  estimates  of  cost^  with  a 
view  to  securing  a  channel  to  the  sea  26  feet  deep  at  mean  low  water. 
The  survey  was  made  and  the  plans  and  estimates  prepared,  and  will 
be  foimd  printed  as  House  Dociunent  No.  181,  Fifty-ninth  Congress, 
first  session.  This  project  was  not  adopted  by  Congress  in  its  en- 
tirety, but  the  river  and  harbor  act  of  March  2,  1907,  appropriated 
$300,000,  and  in  addition  authorized  continuing  contracts  m  tne  sum 
of  $700,000  (all  of  which  has  now  been  appropriated)  for  prosecut- 
ing the  improvement  and  for  maintenance,  in  accordance  with  the 
plans  of  the  Board  of  Engineers  for  Rivers  and  Harbors,  as  set  forth 
m  the  House  document  just  referred  to.  The  recommendation  of 
the  Board  was  that  the  improvement  should  be  undertaken  in  a  ten- 
tative manner,  with  the  olbject  of  first  securing  across  the  bar  the 
maximimi  depth  within  the  Umits  fixed  by  Congress  that  can  be 
maintained  by  dredging  alone,  a  21 -foot  channel  first  to  be  dredged 
and  then  gradually  deepened  until  the  limit  fixed  hj  economy  of 
maintenance  is  reached.  The  act  authorized  such  raising  and  ex- 
tending of  dikes,  jetties,  and  other  contraction  works  as  may  be 
necessary  at  a  cost  not  to  exceed  $300,000,  and  the  purchase  of  a 
pumping  dredge  of  the  stationary  type  at  a  cost  of  $125,000.  The 
mcreascS  depth  gained  upon  the  bar  is  to  be  carried  up  the  river  by 
dredging  at  such  a  rate  as  will  insure  the  same  navigable  depth  as 
is  maintained  on  the  bar. 

The  amoimt  expended  imder  the  28-foot  project  (mean  high  water) 
up  to  June  30,  1908,  was  $1,643,282.29,  of  which  $214,043.28  was  for 
maintenance.  The  siun  of  $672.25  was  derived  from  sales  of  gov- 
ernment property  and  deposited  to  the  credit  of  the  appropriation. 

The  expenditures  to  June  30,  1909,  under  the  tentative  project 
adopted  March  2,  1907,  amoimted  to  $633,404.34,  of  which  $124,103 
was  for  maintenance,  and  $119,676.21  was  disbursed  by  Maj.  J.  C. 
Sanford  and  Maj.  Herbert  Deakyne,  Corps  of  Engineers,  on  accoimt 
of  the  construction  of  the  dredge  provided  for  by  the  project.  The 
sum  of  $8  was  received  from  the  sale  of  blueprints  of  the  plans  of  the 
dredge,  and  $94.28  from  sales  of  condemned  property.  Details  of 
the  dredge  construction  will  be  found  in  Appendix  H  9,  Annual 
Report  of  the  Chief  of  Engineers  for  1908,  ana  m  Appendix  H  10  of 
this  report.  The  total  amoimt  expended  for  the  improvement  of 
Savannah  Harbor  up  to  Jime  30,  1909.  was  $8,300,183.99.  A  total 
of  $1,075.94  was  received  from  sales  or  condemned  property  and  of 
blueprints.  The  sum  of  $500  was  deposited  to  the  creoit  or  the  ap- 
propriation hj  the  clerk  of  the  United  States  circuit  court  for  the 
southern  district  of  Georgia.  The  expenditure  of  this  sum  has  se- 
cured and  maintained  the  various  objects  had  in  view  in  projects 
heretofore  stated,  and  with  the  net  result  of  securing  a  navigable 
channel  not  less  than  22  feet  deep  at  mean  low  water  from  the  wharves 
of  Savannah  to  Tybee  Roads,  and  not  less  than  24  feet  thence  to 
the  sea. 

The  mean  rise  and  fall  of  the  tide  on  the  outer  bar  is  7  feet;  on 
Tybee  Knoll,  6.8  feet;   and  at  the  upper  Umit  of  the  harbor,  6.4  feet. 

During  the  fiscal  year  the  three  United  States  dredges  removed  a 
total  of  1,048,846  cubic  yards  of  material  for  the  advancement  of 
the  project.    Of  this,  about  110,000  cubic  yards  was  upon  the  ocean 
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bar,  707,000  cubic  yards  in  the  roads,  61,000  cubic  yards  on  the 
Knoll,  and  171,000  cubic  yards  on  the  middle  ground  near  the  quar- 
antine Station.  Ten  thousand  one  hundred  and  forty-one  and  forty- 
four  one-hundred ths  tons  of  rock  and  912.15  cubic  yards  of  brush 
fascines  were  used  by  D.  Power  &  Co.  in  completing  their  contract 
for  raising  dikes  and  training  walls,  and  14,969.74  tons  of  rock  were 
used  by  Koderick  G.  Ross  in  his  contract  for  raising  and  strengthen- 
ing the  North  Long  Island  and  Cockspur  Island  training  waUs. 
Work  imder  this  last-named  contract  is  still  in  progress.  The  oimons- 
Mayrant  Company  completed  their  contract  for  reopening  the 
Screvens  Ferry  route  by  dredging,  at  a  total  cost  of  $2,574.40.  They 
also  completed  supplementary  contract  for  dredging  in  Mud  River 
Cut,  where  6,624  cubic  yards  of  material  were  removed.  •  These 
things,  i.  e.,  the  work  at  Screvens  Ferrv  and  Mud  River  Cut,  form 
no  part  of  the  improvement  of  Savannah  Harbor,  but  were  rendered 
necessary  in  consequence  of  regulating  works  built  in  the  harbor. 

In  addition  to  the  above,  the  United  States  dredges  removed 
691,203  cubic  yards  of  material  from  the  river  above  quarantine  sta- 
tion, depositing  the  same  at  Venus  Point,  from  whence  about  380,000 
cubic  yards  had  been  pumped  ashore  at  the  close  of  the  year.  The 
remainder  is  still  to  be  rehandled.  This  last  dredging  was  primwilv 
for  the  purpose  of  maintenance  and  was  the  only  mamtenance  work 
that  was  done  during  the  year,  but  it  was  found,  by  comparing  the 
present  condition  in  the  river  with  that  of  three  years  previous,  that 
a  substantial  advance  has  been  made  toward  the  26-foot  project 
(mean  low  water).  As  careful  an  adjustment  as  can  be  made  between 
the  two  indicates  that  $57,691  worth  of  work  has  been  done  for  main- 
tenance during  the  year. 

All  of  the  money  authorized  for  the  tentative  project  has  been 
appropriated,  but  it  is  not  yet  all  expended.  It  will  be,  however,  by 
the  30th  of  June,  1910.  For  a  detailed  report  of  what  has  been  accom- 
plished in  this  experiment,  attention  is  invited  to  the  report  of  the 
district  officer,  Appendix  O  1,  herewith. 

Briefly,  the  results  indicate  very  clearly  that  a  channel  26  feet  deep 
at  mean  low  water  can  be  readily  secured,  at  a  cost  within  the  esti- 
mate, across  Tybee  bar  and  through  the  roads,  and  also  that  it  can  be 
maintained  at  very  moderate  expense,  and  that  the  26-foot  depth 
can  be  carried  up  the  river  to  the  upper  limit  of  the  city  at  a  cost 
within  the  estimate  given  in  the  1905  project.  In  short,  that  the 
project  can  be  carried  out  within  the  original  estimate  and  that  it 
gives  every  promise  of  being  reasonably  permanent  and  easily  main- 
tained. It  IS  estimated  that  it  will  cost  $1,545,000,  in  addition  to 
funds  now  available,  to  complete  the  project.  It  is  recommended 
that  the  project  be  adopted  with  a  view  to  its  completion  by  the  30th 
of  June,  1914,  the  appropriation  to  be  made  in  lour  annual  install- 
ments, the  first  three  of  $400,000  each  and  the  last  in  an  amoimt  suf- 
ficient to  make  up  the  balance. 

It  is  proposed  to  expend  the  balance  on  hand  and  the  additional 
appropriation  recommended  in  maintaining  and  cariying  forward,  as 
authorized,  the  general  project  of  1905,  printed  as  House  Document 
No.  181,  Fifty-ninth  Congress,  first  session,  with  onlv  such  sUght 
modifications  as  to  the  extent  of  dikes  and  training  walls  to  be  raised 
and  strei^thened  as  experience  may  indicate  to  be  desirable  and  nec- 
essary.   The  additional  work  proposed  is  for  extension  of  benefits. 
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The  estimate  submitted  for  the  fiscal  year  1911  is  for  maintemtnce 
only,  leaving  it  for  Congress  to  decide  to  what  extent  it  proposes  to 
further  prosecute  the  work  of  improvement  at  this  locahty. 

In  1872  the  tonnage  of  vessels  arriving  and  clearing  at  Savannah 
Harbor  was  reported  to  be  somewhat  more  than  1,000,000  and  the 
total  value  of  unports  and  exports  about  $34,000,000.  In  1890  the 
total  tonnage  was  reported  to  have  increased  about  2,000,000  and  the 
value  of  imports  ana  exports  to  $152,000,000.  For  the  calendar  year 
1908  the  total  amount  of  freight  received  and  shipped  at  the  port  was 
3^899,361  tons,  valued  at  $167,941,267.  The  commerce  consists  prin- 
cipally of  naval  stores,  fertilizers,  produce,  iron,  cotton,  lumber,  and 
general  merchandise. 

Attention  is  invited  to  a  detailed  discussion  of  the  conmierce  of 
Savannah  Harbor  contained  in  Appendix  O  1  of  this  report. 

The  effect  of  the  improvement  upon  freight  rates  since  1896  has 
been  a  reduction  of  from  30  to  50  per  cent,  according  to  the  nature  of 
the  commodity. 

A-  list  of  Reports  of  the  Chief  of  Engineers  and  executive  docu- 
ments, in  whicn  the  various  projects,  examinations,  surveys,  maps, 
etc.,  are  printed  may  be  found  on  page  272  of  the  Annual  Keport  or 
the  Chief  of  Engineers  for  1905.  A  map  of  the  harbor,  showing  con- 
ditions on  June  30,  1906,  will  be  found  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1906,  opposite  page  1192. 

Reference  to  "report  on  resurvey  of  the  harbor  required  by  the  river 
and  harbor  act  of  March  3,  1905,  will  be  found  on  page  311  of  the 
Annual  Report  of  the  Chief  of  Engineers  for  1906. 

July  1,  1908,  balance  unexpended o$376, 051. 89 

Amount  received  from  sales  of  government  property. 57. 38 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 400, 000. 00 

776, 109. 27 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $248, 562. 74 

For  maintenance  of  improvement 57, 591. 00 

ft  306, 153.  74 


July  1,  1909,  balance  imexpended 469, 955. 53 

July  1,  1909,  outstanding  liabilities 44, 473. 30 

July  1,  1909,  balance  available 425, 482.  23 

July  1, 1909,  amount  covered  by  imcompleted  contracts 62, 162. 64 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 200, 000. 00 

Submitted  in  compliance  with  reauirements  of  sundry  civil  act  of 
Jime  4,  1897,  and  of  section  7  of  tne  river  and  harbor  act  of  1899. 

(See  Appendix  0  1.) 

g,  8a/vannah  Bvver  below  Augusta^  6a, — This  river  is  navigable 
from  Savannah  to  Augusta,  Ga.,  a  distance  of  202  miles.  Previous 
to  improvement  there  were  numerous  shoals  in  the  river,  with  less 
than  3  feet  at  summer  low  water,  the  other  obstructions  consisting  of 
overhanging  trees,  snags,  and  sunken  logs.     The  aggregate  length 

a  Includes  $12,306.36  for  construction  of  dredge, 
b  Includes  $6,974.57  for  construction  of  dredge. 

9001— INO  1909 22 
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of  river  upon  which  there  was  less  than  5  feet  was  about  9,800  feet, 
divided  up  into  10  shoals,  and  the  controlling  depth  was  about  2^  feet. 

The  original  project,  submitted  December  22,  1880,  provided  for 
securing  a  5-foot  channel,  80  feet  wide,  by  means  or  removal  of 
snags,  trees,  sand  bars,  etc.,  and  protection  of  banks,  at  a  cost  of 
$91,000. 

Under  this  project  there  was  expended,  prior  to  operations  under 
the  existing  project,  $93,480.09. 

The  existing  project,  adopted  in  1890,  provides  for  the  establish- 
ment of  a  navigable  steamboat  channel  5  reet  deep  at  ordinary  simi- 
mer  low  water  between  the  cities  of  Augusta  and  Savannah,  to  be 
accomplished  by  removing  sand  and  gravel  bars,  regulating  portions 
of  the  river,  revetting  caving  banks,  closing  incipient  cut-offs,  and 
removing  snags  and  logs  from  the  channel  and  overhanging  trees 
from  the  banks  of  the  stream. 

The  total  estimated  cost  of  this  improvement,  in  round  numbers, 
was  $332,000,  on  the  supposition  that  funds  would  be  regularly  and 
adequately  supplied,  besides  $3,000  to  $5,000  annually  for  mainte- 
nance. 

The  amount  expended  upon  the  work  under  the  existing  project 
up  to  June  30,  1909,  was  $405,195.96  (of  which  $46,742.50  was  for 
maintenance),  wliich,  added  to  the  amount  previously  expended, 
gives  a  total  expenditure  for  this  work  of  $408,676.05. 

A  total  of  $655.77  has  been  received  from  sales  Of  unserviceable 
pronerty  and  deposited  to  the  credit  of  the  appropriation. 

The  work  done  imder  the  present  project  has  resulted  in  the 
removal  of  great  numbers  of  snags  and  stumps  from  the  river  chan- 
nel and  the  cutting  of  numerous  overhanging  trees  on  the  banks. 
Sand  bars  have  been  removed  by  means  of  training  dikes  and  shore 
protection  at  11  localities.  A  great  deal  of  work,  however,  remains 
to  be  done,  principally  in  the  upper  30  miles  of  the  river,  where 
there  are  sand  shoals  with  only  3  feet  of  water  over  them.  A  great 
many  snags  also  require  removal. 

All  work  done  during  the  fiscal  year  was  for  maintenance  and  con- 
sisted of  the  following: 

Two  thousand  one  hxmdred  and  sixty-four  snags  and  154  stmnps 
were  removed  from  the  channel  and  95  logs  and  3,198  overhanging 
trees  cut  on  the  banks  of  the  stream.  Temporary  relief  was  ren- 
dered to  navigation  bv  the  dragging  of  heavy  anchors  back  and  forth 
across  Tweed  vs  sand  bar  by  the  snag  boat  Tvgaloo,  Assistance  was 
rendered  by  the  snag  boat  to  the  river  steamer  Two  States y  which  simk 
in  the  channel  at  Augusta,  the  work  done  enabling  the  owners  to 
raise  the  boat  and  prevent  it  becoming  a  total  wreck  and  a  serious 
obstruction  to  navigation.  A  sunken  lighter  which  obstructed  navi- 
gation was  also  removed.  Repairs  and  alterations  to  the  snag  boat 
were  in  progress  at  the  close  of  the  fiscal  year. 

The  proportion  of  the  approved  project  accomplished  up  to  Jime  30, 
1909,  was  about  75  per  cent. 

At  the  close  of  the  fiscal  year  the  project  depth  of  5  feet  can  be 
carried  from  Savannah  to  Augusta,  except  at  two  or  three  places 
near  Augusta,  where  the  controlling  deptn  at  an  ordinary  stage  of 
siunmer  low  water  is  3  feet.  The  river  very  rarely  goes  below  3 
feet  and  rises  more  than  30  feet  in  times  of  floods,  frequently  standing 
for  long  periods  at  several  feet  above  simuner  low  water.    Existing 
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training  and  shore  protection  dikes  are  in  a  generally  fair  condition, 
except  m  the  case  of  those  at  Tweedys  bar,  some  of  which  are  in 
need  of  extension  and  repair. 

In  the  upper  30  miles  of  the  river  the  banks  in  many  places  cave 
more  or  less  with  every  high  freshet,  and  the  problem  or  obtaining 
and  maintaining  the  project  depth  has  been  treated  in  full  in  the 
report  of  the  survey  above  referred  to. 

It  is  proposed  to  apply  the  available  balance  and  additional  appro- 
priation recommended  toward  keeping  the  channel  cleared  of  snags 
and  similar  obstructions,  and  in  repairing  existing  training  and 
shore  protection  dikes  and  constructing  others  where  necessary. 
The  additional  work  proposed  is  for  extension  of  benefits. 

Prior  to  the  improvement  the  conmierce  was  small,  but  its  quantity 
imknown.  The*  total  commerce  of  the  river  during  the  calenaar  year 
1908  amounted  to  48,274  tons,  valued  at  $5,425,800.     It  consists 

{)rincipally  of  cotton  and  cotton-factory  products,  naval  stores, 
ertilizers,  and  general  merchandise.  There  was  also  rafted  down 
the  river  during  1908  about  15,000,000  feet  b.  m.  of  timber,  valued  at 
about  $150,000. 

The  effect  of  the  improvement  upon  freight  rates  has  been  a 
reduction  of  from  30  to  50  per  cent,  according  to  the  nature  of  the 
commoditv. 

A  list  of  Reports  of  the  Chief  of  Engineers  and  of  executive  docu- 
ments, in  whicn  projects  of  improvement,  maps,  etc.,  are  printed,  may 
be  found  on  pages  274  and  275  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1905. 

Report  on  examination  and  8m*vey  of  the  Savannah  River,  for 
30  miles  below  Augusta,  will  be  found  printed  as  House  Docmnent 
No.  962,  Sixtieth  Congress,  first  session.  Report  on  examination 
and  survey  of  Savannah  River  at  Augusta,  ordered  by  the  river  and 
harbor  act  of  March  3,  1909,  will  be  submitted  to  Congress  at  its 
next  session. 

July  1,  1908,  balance  unexpended $17,504.76 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 25,000.00 


42,504.76 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 12, 025.  04 

July  1,  1909,  balance  unexpended 30, 479.  72 

July  1,  1909,  outstanding  liabilities 4, 923.  89 

July  1,  1909,  balance  available 25, 555.  83 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Jul}r  1,  1909 30, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  0  2.) 

3.  Savannah  River  above  Augiista,  Oa. — This  portion  of  the 
Savannah  River  is  navigable  only  by  pole  boats  from  the  locks,  7 
miles  above  the  city  of  Aiip^sta,  to  Petersburg,  a  distance  of  48  miles. 
In  its  original  condition  the  river  at  low  water  was  navigable  only 
with  great  difficulty,  on  account  of  shallow  water,  obstructing  logs,  etc. 
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The  original  project  of  improvement,  submitted  February  8,  1879, 

Provided  for  a  3-foot  channel,  30  feet  wide,  from  Augusta,  Ga.,  to 
rotters  shoals  and  the  removal  of  snags,  trees,  etc.,  U)  the  Tugaloo 
River,  at  a  cost  of  $45,000. 

Under  this  project  there  was  expended,  prior  to  operations  under 
the  existing  project,  $39,000. 

The  existing  plan  of  improvement,  adopted  by  Congress  July  13, 
1892,  provides  for  the  establishment,  between  retersburg  and  the 
locks,  of  a  doA^Tistream  channel  12  to  25  feet  in  width  and  navigable 
during  ordinary  summer  low  water  for  pole  boats  drawing  2  feet  and 
of  an  upstream  channel  navigable  for  pole  boats  drawing  1.3  feet  of 
water.  This  is  to  be  obtained  by  removing  logs  and  overhanging 
trees;  excavating  rock,  sand,  or  gravel,  and  with  excavated  material 
raising  crest?  of  ledges;  constructing  training  walls,*  to  increase  flow 
of  water  through  sluices.     The  total  estimated  cost  is  $33,000. 

The  total  amount  expended  under  the  present  project  up  to  June 
30,  1909,  was  $24,004.40,  which,  added  to  that  previously  expended, 
gives  a  total  for  this  work  of  $63,004.40.  No  funds  have  been 
expended  for  maintenance. 

The  work  accomplished  under  this  project  has  given  a  downstream 
channel  about  2  feet  deep  and  an  upstream  channel  of  the  project 
depth.  In  many  places,  nowever,  these  channels  are  difficult  to  navi- 
gate and  are  capable  of  greater  improvement. 

The  proportion  of  the  approved  project  accomplished  up  to  June 
30,  1909,  was  about  60  per  cent. 

Authority  has  recently  been  granted  to  a  private  companv  to  con- 
struct a  dam  across  the  Savannah  River  about  20  miles  above  the 
dam  at  Augusta,  to  be  60  feet  high  and  provided  with  locks  of  suffi- 
cient size  to  pass  an  ordinary  river  steamboat.  The  pool  formed  by 
this  dam  will  drown  out  the  principal  shoal  on  that  portion  of  the 
river  now  imder  improvement,  and  when  this  dam  is  completed  and 
the  lock  ready  for  operation,  a  new  survey  should  be  made  and  a  new 
project  prepared  to  conform  to  the  new  conditions. 

The  work  of  the  year  was  for  improvement  and  consisted  in  the 
removal  of  52  snags.  111  logs,  and  52  cubic  yards  of  loose  rock  from 
the  channel  and  cuttii^  294  overhanging  trees  from  the  banks,  and 
the  placing  of  440  cubic  yards  of  rock  in  repairing  existing  dams. 

It  is  proposed  to  apply  the  available  balance  and  the  additional 
appropriation  recommended  toward  the  removal  of  obstructions  and 
the  widening  and  deepening  of  the  channel. 

The  additional  work  proposed  is  for  extension  of  benefits. 

In  1876-77  about  2,000  tons  of  freight  went  upstream  and  about 
12,000  bales  of  cotton  came  down. 

Complete  figures  for  the  commerce  of  1908  was  unobtainable  for 
the  reasons  set  forth  in  Appendix  O  3.  It  is  probable  that  such 
commerce  did  not  differ  greatly  from  the  customary  amount  for  the 
past  eight  years,  which  averaged  2,995  tons,  valued  at  $169,780. 

The  commerce  consists  of  cotton,  grain,  fertilizers,  hay,  cord  wood, 
and  general  merchandise,  and  is  carried  on  exclusively  By  pole  boats. 

The  effect  of  the  improvement  has  been  to  render  navigation  safer 
and  easier,  but  it  is  impossible  to  determine  whether  it  has  caused  any 
reduction  in  freight  rates. 

A  list  of  reports  of  the  Chief  of  Engineers  and  of  executive  docu- 
ments containing  the  projects  of  improvement,  maps,  etc.,  may  be 
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found  on  page  276  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1905. 

July  1,  1908,  balance  unexpended |2, 710. 83 

June    30,  1909,    amount    expended    during   fiscal    year,    for    works  of 
improvement 1, 715. 23 

July  1,  1909,  balance  unexpended 995. 60 

Amount  (estimated)  required  for  completion  of  existing  project 8, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  work  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 3, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
Jime  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  0  3.) 

^.  Harbor  at  Darien,  and  Dohoy  bar,  Georgia — (a)  Darien  Har- 
bor.— This  harbor  is  navigable  from  its  mouth  to  the  town  of  Darien, 
a  distance  of  13  miles. 

In  its  original  condition  it  was  obstructed  at  seven  points  by  shoals, 
with  mean  low-water  depths  of  from  6J  to  10^  feet.  Between  the 
shoals  there  was  nowhere  less  than  12  feet  at  mean  low  water. 

There  was  expended  on  this  harbor  in  1879  for  dredging  $8,000, 
without  any  project  having  been  recommended  or  adopted. 

The  project  for  the  improvement  of  this  harbor,  adopted  in  1885, 
contemplates  the  estabhshment  of  a  navigable  channel  12  feet  deep  at 
mean  low  water  between  Darien  and  Doboy  at  an  estimated  cost  of 
$170,000.  Work  was  not  begun  under  this  project  until  1891.  The 
total  amount  expended  under  it  up  to  June  30,  1909,  was  $157,365.96 
(of  which  $20,572.75  was  for  maintenance),  which,  added  to  the 
amount  previously  expended,  gives  a  total  for  this  work  of 
$165,365.96.  The  work  done  under  the  present  project  has  resulted 
in  a  navigable  channel  12  feet  deep  at  mean  low  water  from  Darien  to 
Doboy.    The  project  was  reported  as  completed  July  11,  1905. 

No  work  was  done  during  the  fiscal  year,  no  funds  being  available. 

On  June  30,  1909,  the  controlling  depth  in  the  harbor  was  10  feet 
at  mean  low  water,  shoaUng  having  occurred  at  several  places  since 
the  proiect  depth  of  12  feet  was  obtained  in  July,  1905.  The  mean 
rise  and  fall  of  tide  is  from  6.5  feet  at  Darien  to  7  feet  at  the  entrance. 

The  additional  work  proposed  is  for  maintenance  only. 

The  total  tonnage  for  1878  was  estimated  at  about  200,000  and  the 
value  of  exports  at  between  $600,000  and  $700,000.  The  commerce 
consists  almost  entirely  of  timber,  and  in  1908  the  total  shipments 
amounted  to  33,856,228  feet,  valued  at  $501,312.  In  addition  there 
was  55,485,000  feet  rafted  through  the  harbor  to  Sapelo  and  to 
Savannah.  The  local  freight  handled  at  the  port  during  1908 
amounted  to  3,000  tons,  valued  at  $180,000. 

The  improvement  of  this  harbor  has  rendered  it  possible  to  ship 
lumber  from  Darien,  which  before  was  impracticable,  and  has  causea 
a  reduction  in  freight  rates  of  about  15  per  cent. 

A  list  of  the  Reports  of  the  Chief  of  Engineers  in  which  the  proj- 
ect of  improvement,  history  of  the  work,  etc.,  are  printed  may  be 
foimd  on  page  277  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1905. 

By  act  of  Congress  approved  June  13,  1902,  this  work  was  consoli- 
dated with  Doboy  bar,  Georgia* 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement |10, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Doboy  bar. — In  1888,  $5,795.40  was  spent  in  harrowing  and 
water-jet  work  on  this  bar  without  result,  in  its  original  condition 
th0pre  was  about  12  feet  at  mean  low  water  in  the  old  channel,  wliich 
was  very  crooked,  so  that  the  entrance  was  not  much  used. 

The  project  for  its  improvement,  adopted  by  act  of  Congress  of 
March  3,  1899,  provides  for  creating  a  cnannel  by  dredging  24  feet 
deep  at  mean  high  water  and  300  feet  wide,  estimated  to  cost  $70,000. 
The  proposed  channel  is  some  distance  north  of  the  old  channel. 

The  amount  expended  under  the  project  up  to  June  30,  1909,  was 
$49,134.04,  which,  added  to  the  amount  previously  expended,  gives 
a  total  expenditure  for  this  work  of  $54,929.44.  No  funds  have  been 
expended  for  maintenance.  ' 

By  act  of  Congress  approved  June  13,  1902,  this  work  was  consoli- 
dated with  Darien  Haroor. 

No  work  was  done  during  the  fiscal  year. 

The  work  which  has  been  done  under  the  existing  project  secured 
a  channel  across  the  bar  150  feet  in  width,  with  a  controlling  depth 
of  12  feet  at  mean  low  water,  but  this  channel  was  never  marked  or 
used,  and  a  recent  examination  shows  that  it  has  shoaled  until  it  onlv 
affords  a  depth  of  7  feet  at  mean  low  water.  The  mean  rise  and  fall 
of  the  tide  is  7  feet. 

Practically  no  advancement  has  been  made  toward  the  completion 
of  the  project  and  it  is  quite  doubtful  if  the  desired  improvement  at 
this  bar  can  be  effected  by  dredging  alone,  except  at  great  cost.  None 
of  the  natural  or  artificial  channels  across  the  bar  appear  to  have  any 
stabiUty.  Extensive  sand  shoals  lie  to  the  north  and  south  of  the 
entrance  to  the  sound,  and  the  material  composing  them  is  easilj 
transported  by  the  Uttoral  currents,  which  are  very  strong  in  this 
vicimty  under  the  influence  of  northeast  or  southeast  winds. 

The  buoved  channel  across  the  bar,  which  does  not  follow  the  line 
where  dredging  was  done,  affords  a  depth  of  about  11  feet  at  mean 
low  water  and  has  a  bad  turn  in  it.  An  examination  made  recently 
under  unfavorable  circumstances  indicates  that  a  better  and  straighter 
channel  can  be  found  affording  a  depth  of  12  feet.  If  this  fact  is 
verified  by  a  more  complete  examination,  the  Light-House  depart- 
ment will  be  advised  so  that,  if  deemed  proper,  the  buoys  may  be 
shifted  to  mark  what  appears  to  be  the  best  water. 

No  additional  work  is  proposed  and  no  appropriation  is  recom- 
mended. 

The  commerce  interested  in  this  bar  consists  of  lumber  received 
from  the  Altamaha  River  and  its  tributaries,  the  bulk  of  which  is 
now  sliipped  from  Sapelo  Sound  and  St.  Simons  Sound,  north  and 
south,  respectively,  or  Doboy  bar.  During  the  calendar  year  1908 
2,379,228  feet  of  lumber,  valued  at  $46,200,  crossed  the  bar. 

A  list  of  the  Reports  of  the  Chief  of  Engineers  and  of  executive 
documents  in  which  projects,  maps,  and  history  of  the  work  are 
printed,  may  be  found  on  page  278  of  the  Annual  Report  of  the  Chief 
of  Engineers  for  1905. 

(See  Appendix  O  4.) 
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6.  Altanuika,  Oconee,  and  Ocmulgee  rivers,  Oeorgia. — ^These  three 
improvements  were  consolidated  by  the  river  and  harbor  act  of  March 
2,1907. 

(a)  Altamaka  River,  Oeorgia. — ^This  river  is  formed  by  the  iunction 
of  the  Oconee  and  Ocmulgee  rivers.  At  a  point  some  25  miles  from 
its  mouth  the  river  branches,  and  the  river  traffic  reaches  the  ocean 
by  two  routes — one  by  the  north  branch  by  way  of  Darien,  and  the 
other  by  the  south  branch  to  where  it  intercepts  the  inside  waterway, 
which  passage  is  taken  to  Brunswick. 

Before  improvement  the  Altamaha  River  was  obstructed  by  rock 
ledges,  sand  bars,  snags,  sunken  logs,  and  overhanging  trees.  The 
low-water  depths  at  some  points  dia  not  exceed  1  foot. 

The  original  project  of  unprovement,  submitted  in  1875,  contem- 
plated a  channel  4  feet  deep  and  80  feet  wide  from  Macon  to  Darien 
Dy  the  removal  of  sand  bars,  rock  shoals,  snags,  overhanging  trees, 
etc.,  at  a  cost  of  $162,000. 

Under  it  and  its  modifications  there  was  expended  up  to  June  30, 
1890,  $64,776.59. 

The  existmsr  project  of  improvement,  adopted  bv  Congress  in  1890, 
provides  for  the  establishment  of  a  channel  3  feet  deep  at  suinmer  low 
water  throughout  the  river  above  Darien.  This  is  to  be  accomplished 
bv  removing  rock  shoals  and  sand  bars,  building  deflecting  dikes,  and 
closing  incipient  cut-oflfs,  removing  snags  and  sunken  logs  from  the 
channel  ana  overhanging  trees  from  the  banks  of  the  stream,  and  re- 
vetting caving  banks.  The  total  estimated  cost  of  the  improvement 
is  $129,000,  provided  funds  are  regularly  and  adequately  supplied, 
besides  from  $3,000  to  $5,000  for  annual  maintenance. 

The  amount  expended  on  the  work  under  the  present  project  up  to 
June  30,  1909.  was  $94,059.68  (of  which  $17,188.64  was  for  main- 
tenance), which,  added  to  the  amount  previously  expended,  gives  a 
total  expenditure  for  this  work  of  $158,836.27. 

A  total  of  $111.50  has  been  received  from  proceeds  of  sales  of  un- 
serviceable property  and  deposited  to  the  credit  of  the  appropriation. 

This  expenditure  has  resulted  in  the  removal  of  two  rock  shoals, 
six  sand  bars,  numerous  snags,  sunken  logs,  stumps,  and  overhanging 
trees,  and  the  straightening  of  the  river  at  several  points  by  cut-offs. 

The  river  is  navigable  from  the  forks  to  Darien,  a  distance  of  131 
miles,  and  to  where  it  reaches  the  inside  waterway.  The  lower  section 
of  the  river  is  affected  by  the  tides.  The  worst  shoal  is  at  Coupers 
bar,  which  at  low  water  has  only  about  3  feet  of  water,  but  by  waiting 
on  tides  5  feet  can  be  had  at  this  place.  The  controlling  depth 
above  the  tidal  range  is  about  2^  feet  at  summer  low  water.  The 
river  is  subject  to  freshets,  and  in  the  upper  sections  the  freshet 
height  at  times  goes  20  feet  above  the  low  summer  stage.  The  lower 
section  is  bordered  by  low  swamp  lands,  and  the  freshets  rise  from  5 
to  10  feet  over  the  banks. 

The  work  done  during  the  year  for  maintenance  consisted  of  the 
removal  of  209  snags  and  10  stumps  and  the  cutting  of  406  over- 
hanging trees.  Work  for  improvement  consisted  of  the  completion 
of  a  training  wall  at  Oglethorpe  Bluff  and  the  removal  of  a  false  point 
at  Buggs  Suck. 

The  proportion  of  the  approved  project  accomplished  up  to  June 
30,  1909,  was  about  80  per  cent. 
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It  is  proposed  to  apply  the  available  balance  and  the  additional 
appropnation  recommended  in  removing  snags,  stimips,  and  over- 
hanging treeSj  in  removing  sand  bars  and  rock  snoals,  and  in  repairing 
old  woriks  of  improvement. 

The  additional  work  proposed  is  for  extension  of  benefits. 

The  commerce  of  the  river  before  the  improvement  was  begun  was 
reported  to  have  amounted  to  about  100,000  tons  annually,  valued  at 
about  $1,000,000.  During  the  calendar  year  1908  it  amounted  to 
13,700  tons,  valued  at  1,110,000.  There  was  also  rafted  down  the 
river  during  the  same  period  45,855,000  feet  b.  m.  of  timber,  valued 
at  $614,950. 

As  nearly  as  can  be  determined,  the  effect  of  the  improvement  has 
been  to  cause  a  reduction  of  from  25  to  40  per  cent  in  freight  rates. 

A  list  of  Annual  Reports  of  the  Chief  of  Engineers  and  of  executive 
documents  containing  projects  of  improvement,  history  of  the  work, 
maps,  etc.,  may  be  found  on  page  279  of  the  Annual  Report  of  the 
Chief  of  Engineers  for  1905. 

July  1, 1908,  balance  unexpended $10, 689.  92 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March3,1909 10,00a00 

20, 639. 32 
June  80, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |1, 204. 09 

For  maintenance  of  imbrovement 1, 160. 00 

2,364.09 

July  1, 1909,  balance  unexpended 18,275.23 

July  1,  1909,  outstanding  liabilities 782.36 

July  1, 1909,  balance  available 17, 492. 88 

Amount  (estimated)  required  for  completion  of  existing  project 94, 160. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  tJie 
balance  unexpended  July  1, 1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(b)  Oconee  River,  Georgia. — The  head  of  navigation  on  this  river  is 
Milledgeville,  Ga.,  147  miles  from  the  mouth,  though  at  present  this 
point  can  only  be  reached  during  high  stages  of  the  river. 

The  river  is  navigable  also  for  a  distance  of  17  miles  between  the 
Georgia  Railroad  bridge  (54  miles  above  Milledgeville)  and  the 
northern  boundary  of  Greene  County.  Between  Milledgeville  and 
the  Georgia  Railroad  bridge,  above,  tne  river  is  obstructed  by  obsta- 
cles, both  natural  and  artificial,  and  is  incapable  of  improvement 
exc^t  by  an  expensive  system  of  locks  and  dams.  At  ordinary  stages 
the  river  is  at  present  only  navigable  to  a  point  about  25  miles  above 
Dublin,  Ga.,  a  distance  of  104  miles  from  its  mouth.  In  its  original 
condition  this  river  was  used  principally  for  navigation  at  high 
stages.  At  low  water  there  were  numerous  shoals  and  snags,  there 
proDably  being  less  than  2  feet  on  many  sand  bars  and  rock  ledges. 

TTie  originalproject  was  submitted  January  29, 1875,  and  provided 
for  the  removal  or  snags,  overhangmg  trees,  etc.,  cutting  on  points, 
and  making  cut-offs,  at  a  cost  of  $10,150. 

o  See  consolidated  money  statement  on  page  348. 
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Under  this  project  and  its  modifications  there  was  expended,  pre- 
vious to  the  commencement  of  operations  under  the  existing  project, 
the  sum  of  $44,822.18. 

The  existing  project  of  improvement  was  adopted  by  Congress 
September  19, 1890.  It  proviaes  for  the  establishment  of  a  navigable 
channel  3  feet  deep  at  ordinary  summer  low  water  from  Milledgeville 
to  the  mouth.  Tnis  is  to  be  accomplished  by  removing  rock  shoals 
and  sand  bars,  revetting  caving  banKs,  and  closing  incipient  cut-oflfs, 
removing  snags  and  logs  from  the  channel  and  overnanging  trees 
from  the  banks  of  the  stream.  The  cost  of  improvement  is  esti- 
mated at  $171,000,  besides  from  $3,000  to  $5,000  ror  annual  mainte- 
nance. The  river  and  harbor  act  of  March  3,  1905,  authorized  the 
expenditure  of  $3,000  of  the  amount  appropriated  to  be  applied  to 
cleaning  out  the  river  from  the  Georgia  Railroad  bridge  to  the  north- 
em  boundary  of  Greene  County,  Ga.,  thus  bringing  this  short  section 
under  improvement. 

The  amount  expended  under  the  present  project  up  to  June  30, 
1909,  was  $150,421.27  (of  which  $15,944.47  was  for  maintenance), 
which,  added  to  the  amount  previously  expended,  gives  a  total 
expenditure  for  this  work  of  $195,243.45. 

A  total  of  $648.77  has  been  received  from  sales  of  unserviceable 
property,  which  was  deposited  to  the  credit  of  the  appropriation. 

Aa  a  result  of  this  expenditure  numerous  snags  analogs,  bowlders, 
and  overhanging  trees  have  been  removed,  several  cut-offs  opened  and 
others  closed,  six  training  dikes  and  one  spur  dam  and  800  lineal  feet 
of  shore  protection  built,  and  five  rock  shoals  and  several  sand  shoals 
removed  below  Milledgeville.  Between  the  Georgia  Railroad  bridge, 
above  Milledgeville,  and  the  northern  boundary  of  Greene  County 
tJie  most  troublesome  obstructions  have  been  removed  from  the 
channel  and  numerous  overhanging  trees  and  logs  cut  on  the  banks. 

Work  done  during  the  fiscal  year  for  maintenance  consisted  of  the 
removal  of  3,278  snags  and  3  stumps  from  the  channel  and  the  cut- 
ting of  8,010  overhanging  trees  anci  girdling  of  49  large  trees  on  the 
hhSka. 

For  improvement,  100  cubic  yards  of  rock  were  removed  from  the 
channel  at  Devils  Elbow  and  450  cubic  yards  of  earth  dredged  from 
the  shoal  at  Steamboat  bight;  shore  protection  and  a  training  dike 
were  constructed  at  Fish  Trap  shoals  and  350  cubic  yards  of  stone 
quarried  for  use  in  proposed  dike  work. 

On  June  30,  1909.  tne  controlling  depth  at  ordinary  summer  low 
water  between  the  torks  and  Dublm  was  about  3  feet,  though  the 
channel  is  very  crooked  and  too  narrow  for  easy  navigation.  Between 
Dublin  and  tne  Central  of  Georgia  Railway  bridge,  25  miles  above, 
the  controlling  depth  was  2.5  Feet,  and  between  the  latter  point 
and  Milledgeville,  2  feet.  From  the  Georgia  Railroad  bridge,  above 
Milledgeville,  to  the  northern  boundary  oi  Greene  County,  the  con- 
trolling depth  was  2.5  feet.  This  river  occasionally  falls  below  these 
depths  ana  frequently  rises  to  20  feet  above  them. 

The  proportion  of  tne  approved  project  accomplished  up  to  June  30, 
1909,  was  about  85  per  cent. 

It  is  proposed  to  apply  the  available  balance  and  additional  appro- 
priation recommended  toward  the  removal  of  snags  and  stumps  from 
the  channel  and  the  cutting  of  overhanging  trees  from  the  forks  to 
Milledgeville;  the  removal  of  rock  and  sand  shoals  between  the  forks 
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and  the  Central  of  Georgia  Railway  bridge,  25  miles  above  Dublin; 
in  making  repairs  to  existing  dikes  and  protecting  caving  banks;  and 
in  closing  incipient  cut-om  and  opening  others  wherever  found 
advisable. 

The  additional  work  proposed  is  for  extension  of  benefits  between 
the  forks  and  Milledgeville.  No  additional  work  above  Milledgeville 
is  proposed. 

No  reliable  statistics  of  the  commerce  of  the  river  before  the 
improvement  was  begun  are  available.  During  the  calendar  year 
1908  the  amount  of  freight  carried  on  the  river  between  the  forks  and 
Milledgeville  amounted  to  19,000  tons,  valued  at  $247,000.  There 
was  aSo  rafted  on  this  portion  of  the  river  during  1908,  17,390,000 
feet  b.  m.  of  timber,  valued  at  $258,000. 

As  nearly  as  can  be  determined  the  effect  of  the  improvement  has 
been  to  cause  a  reduction  of  from  25  to  40  per  cent  in  freight  rates. 

A  list  of  the  Annual  Reports  of  the  Chief  of  Engineers  and  of 
executive  documents  containing  the  various  projects,  map,  history 
of  the  work,  etc.,  may  be  found  printed  on  pages  280  and  281  of  the 
Annual  Report  of  the  Chief  of  Engineers  for  1905. 

July  1, 1908,  balance  unexpended $12,645.51 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 15,000.00 

27,645.51 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $5,000. 00 

For  maintenance  of  improvement 4, 490. 19 

9,490.19 

July  1,  1909,  balance  unexpended 18,155.32 

July  1,  1909,  outstanding  liabilities 1,840.89 

July  1, 1909,  balance  available 16, 314. 43 

Amount  (estimated)  required  for  completion  of  existing  project 88, 332. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Oemvlgee  River,  Georgia, — In  its  original  condition  this  river 
was  used  for  navigation  chiefly  at  high  stages.  At  low  water  there 
were  numerous  shoals  and  snags,  there  probably  being  less  than  2 
feet  on  many  sand  bars  and  rock  ledges. 

The  head  of  navigation  on  tliis  river  is  Macon,  a  distance  of  202 
miles  from  the  forks. 

The  original  project  was  submitted  in  1875  and  provided  for  a 
channel  80  feet  wide  and  4  feet  deep  at  low  water,  to  be  accomplished 
by  the  removal  of  sand  bars,  rock  shoals,  snags,  overhanging  trees, 
etc.,  from  Macon  to  Darien,  at  a  cost  of  $162,000. 

The  amount  expended  under  this  project  and  its  modifications  prior 
to  operations  under  the  existing  project  was  $79,390.73. 

a  See  consolidated  money  statement  on  page  348. 
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The  existing  project  of  improvement,  adopted  by  Congress  Sep- 
tember 19,  1890,  provides  for  the  establishment  of  a  navigable  chan- 
nel 3  feet  deep  at  ordinary  summer  low  water  from  Macon  to  the 
river's  mouth.  This  is  to  be  obtained  by  removing  rock  shoals  and 
sand  bars,  closing  incipient  cut-offs,  revetting  caving  banks,  and 
removing  snags  and  logs  from  the  channel  and  overhanging  trees 
from  the  banks  of  the  stream. 

The  cost  of  the  improvement  as  given  in  the  project  of  1890  is 
estimated  at  $210,000,  provided  funas  are  regularly  and  adequately 
provided,  besides  from  $3,000  to  $5,000  for  annual  maintenance. 

The  amount  expended  under  the  present  project  up  to  June  30, 
1909,  was  $278,367.49  (of  which  $27,483.76  was  for  maintenance), 
which,  added  to  the  amount  previously  expended,  gives  a  total  of 
$357,758.22. 

A  total  of  $802.26,  received  from  sales  of  unserviceable  property, 
have  been  received  and  deposited  to  the  credit  of  the  appropriation. 

The  work  under  the  present  project  has  resulted  in  a  navigable 
channel  from  the  forks  to  Macon.  A  great  deal  of  work,  however, 
remains  to  be  done  between  Hawkinsvifle  and  Macon. 

Work  done  during  the  fiscal  year  for  maintenance  consisted  of  the 
removal  of  1,229  snags  and  167  stumps  from  the  channel,  and  the 
cutting  of  944  overhanging  trees  and  89  logs  on  the  banks;  the  repair- 
ing of  training  walls  near  Macon  and  at  Tillman's  bar  and  Hollmgs- 
worth  Ferry,  and  the  overhauling  and  repair  of  plant.  Assistance 
was  rendered  by  the  snagboat  Oconee  to  tlie  sunken  steamer  Smalls 
which  prevented  it  becoming  a  wreck  and  thereby  seriously  obstruct- 
ing navigation.  For  improvement,  shore-protection  dikes  were  con- 
structed at  Mansfield's  place  and  Newton  s  place,  aggregating  1,346 
feet  in  length;  a  trainmg  wall  511  feet  long  was  constructed  at 
Newton's  place;  the  At  wood  jetty,  near  Macon,  was  extended  155 
feet;  Dike  No.  3,  near  Macon,  was  extended  130  feet;  499  cubic 
yards  of  earth  and  933  cubic  vards  of  stone  removed  from  Taylors 
Bluff  shoals,  near  Hawkinsvilfe ;  surveys  were  made  of  Oaky  Bluff 
shoals  and  at  two  other  localities,  with  a  view  to  their  improvement, 
and  a  temporary  pile  driver,  2  temporary  barges,  and  4  portable 
shacks  for  quartering  laborers,  constructed. 

On  June  30,  1909,  the  controlling  depth  between  the  forks  and  a 
point  3  miles  below  Hawkinsville  was  about  3  feet  at  ordinary 
summer  low  water,  and  between  the  latter  point  and  Macon  it  was 
about  2i  feet.  The  river  occasionally  falls  a  foot  below  the  ordinary 
summer  stage  and  frequently  rises  20  feet  above. 

The  proportion  of  the  approved  project  accomplished  up  to  June 
30,  1909,  was  about  95  per  cent. 

It  is  proposed  to  apply  the  available  balance  and  additional  appro- 
priation reconmiendea  m  the  removal  of  logs,  snags,  stumps,  and 
overhanging  trees,  in  the  removal  of  rock  and  sand  snoals,  maintain- 
ing existmg  training  dikes  and  sliore  protections,  and  in  the  construc- 
tion of  additional  dikes  and  shore  protection  where  necessary,  and 
in  the  closing  of  incipient  cut-offs  and  opening  others  wherever 
deemed  advisable. 

The  additional  work  proposed  is  for  extension  of  benefits. 
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No  reliable  statistics  of  the  commerce  of  the  river  before  improve- 
ment was  begun  are  available.  In  1908  the  freight  carried  on  the  river 
amoimted  to  18,700  tons,  valued  at  $900,000.  Besides  this, 
26,007,000  feet  b.  m.  of  timber  was  rafted  down  the  river,  valued  at 
$288,800. 

As  neariy  as  can  be  determined,  the  effect  of  the  inaprovement  has 
been  to  cause  a  reduction  of  from  25  to  40  per  cent  in  freight  rates. 
A  Ust  of  the  Annual  Reports  of  the  Chief  of  Engineers  and  of  execu- 
tive documents  contaimng  the  various  projects,  history  of  the  work, 
maps,  etc.,  may  be  found  printed  on  page  282  of  the  Annual  Report 
of  the  Chief  of  Engineers  for  1905. 

Reference  to  report  on  examination  of  the  river  ordered  by  the 
river  and  harbor  act  of  March  3,  1905,  will  be  found  on  page  311  of 
the  Annual  Report  of  the  Chief  of  Engineers  for  1906. 

The  emergency  river  and  harbor  act  of  March  3,  1909,  called  for  an 
examination  ana  survey  of  the  Ocmulgee  River  between  Macon  and 
Hawkinsville,  with  a  view  to  its  improvement  by  locks  and  dams, 
and,  in  addition,  for  a  general  survey  of  the  Altamaha  River  system, 
of  which  the  Ocmulgee  forms  a  part. 

July  1,  1908,  balance  unexpended $17,479.35 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 

32,479.35 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $12, 583. 63 

For  maintenance  of  improvement 7, 351. 68 

19,935.31 

July  1, 1909,  balance  unexpended 12, 544. 04 

July  1, 1909,  outstanding  liabilities 1, 162. 99 

July  1, 1969,  balance  available 11, 381. 05 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  Jul>[  1, 1909 (a) 

Submitted  in  com})liance  with  requirements  of  sundiy  civil  act  of  June  4, 

^    1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

GONSOIJDATED. 

July  1,  1908,  balance  unexpended $40, 764. 18 

Amoimt  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 40,000.00 

80,764.18 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $18, 787. 72 

For  maintenance  of  improvement 13, 001. 87 

31,789.59 


July  1, 1909,  balance  unexpended 48, 974. 59 

July  1, 1909,  outstanding  liabilities 3, 786. 23 

July  1,  1909,  balance  available 45, 188. 36 

a  See  consolidated  money  statement  on  this  page. 
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Amount  (estimated)  required  for  completion  of  existing  project a|182, 492. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  endiu^  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 90, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  0  6.) 

6.  Club  and  Plantation  creeJcs,  Oeorgia—A  project  for  dredging 
a  canal  7  feet  deep  at  mean  low  water,  with  a  bottom  width  or  50 
feet,  to  connect  these  two  creeks  and  thus  provide  an  inside  route 
between  the  Altamaha  River  and  its  tributaries  and  Brunswick 
Harbor  for  use  of  hght-draft  river  boats  and  timber  rafts,  wilt  be 
found  printed  as  House  Document  No.  159,  Fifty-eighth  Congress, 
second  session.  Besides  the  dredging  of  the  canal,  the  project  pro- 
vides for  the  straightening  of  Plantation  Creek  and  for  dredging  in 
both  Club  and  Plantation  creeks  where  necessary  to  give  a  cnannel 
7  feet  deep  at  mean  low  water.  The  estimated  cost  of  the  work  is 
$40,700.  This  project  was  adopted  by  act  of  Congress  approved 
March  2,  1907,  which  appropriated  $20,000  toward  its  completion. 

No  work  has  yet  been  done.  Portions  of  the  route  cross  marsh 
land  owned  by  private  individuals  and  the  city  of  Bruns\^ick,  Ga., 
and  no  provision  was  made  in  the  act  for  the  purchase  of  a  right 
of  way. 

During  the  previous  fiscal  year  a  legal  title  was  secured,  without 
costs  to  the  United  States,  from  the  citv  of  Brunswick  for  that  portion 
of  the  desired  right  of  way  owned  by  tne  city.  During  the  past  fiscal 
year  efforts  have  been  continued  to  secure  the  necessary  legal  title 
from  the  owners  of  the  balance  of  the  marshland  through  which  it  is 
desired  to  dredge  the  proposed  canal,  the  written  permits  obtained 
from  the  attorneys  of  these  parties  the  year  previous  having  been  held 
by  the  Judge-Advocate-General  of  the  army  to  be  insufficient. 

At  the  close  of  the  year  the  consent  of  all  owners  of  the  desired 
right-of-way  to  execute  the  necessary  grants  to  the  United  States, 
free  of  cost,  had  been  obtained,  with  the  exception  of  one  part  owner, 
with  whom  negotiations  were  in  progress. 

It  is  proposed  to  apply  the  available  balance  and  additional  appro- 
priation recommended  to  the  completion  of  the  project,  as  soon  as  a 
vaUd  right  of  way  as  obtained. 

Reports  of  examination  and  survey  are  printed  on  page  1669  of 
the  Ajmual  Report  of  the  Chief  of  Engineers  for  1904. 

July  1, 1908,  balance  tinexpended $20, 000. 00 

July  1,  1909,  balance  unexpended 20, 000. 00 


Amount  (estimated)  required  for  completion  of  existing  project 20, 700. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  oalance  unexpended 
Juljr  1,1909 620,700.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897. 

(See  Appendix  O  6.) 

«  Does  not  include  Ocmulgee  River. 

&If  new  project  for  inside  water  route  between  Savannah,  Ga.,  and  Femandina, 
Fla.,  (H.  Doc.  No.  1236,  60th  Cong.,  2d  sese.)  be  adopted,  this  estimate  may  be  omitted 
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7.  Brunswick  HarhoTf  Georgia. — ^Previous  to  June  13,  1902,  the 
appropriations  for  the  improvement  under  the  Engineer  Department 
were  lor  the  inner  harbor  only,  consisting  principally  of  the  removal 
of  a  shoal  in  East  River,  opposite  the  lower  part  oif  the  city.  The 
act  of  Congress  approved  eJune  13,  1902,  provided  also  for  the  im- 

Krovement  of  the  bar,  which  work  had  theretofore  been  carried  on 
y  direct  contract  between  Congress  and  a  private  individual,  at  a 
cost  of  $270,000. 

The  harbor  is  navigable  from  the  city  of  Brunswick  to  deep  water 
beyond  the  bar,  a  distance  of  13  miles,  and  also  for  1  mile  up  Academy 
Creek,  and  up  Turtle  River  to  the  Southern  Railway  wharves. 

The  original  project  of  improvement,  dated  April  29,  1876,  pro- 
vided for  the  construction  of  a  jetty  at  the  city  front  and  dredging,  at 
a  total  cost  of  S69,000. 

Under  this  project  and  its  modifications  there  was  expended,  prior 
to  operations  under  the  existing  project,  the  sum  of  $190,000. 

The  project  in  force  up  to  June  13,  1902,  was  adopted  by  Congress 
in  1894.  It  provided  for  the  maintenance  of  a  navigable  channel  15 
feet  deep  at  mean  low  water  by  keeping  the  existing  works  in  repair 
and  by  aredging.  The  act  of  Jime  3,  1896,  provided  for  the  improve- 
ment of  Academy  Creek.  The  cost  of  maintaining  a  channel  depth 
of  15  feet  at  mean  low  water  was  estimated  at  $15,000  per  annum. 

There  had  been  expended  under  this  project  up  to  June  30,  1902, 
$34,817.25,  all  of  which  had  been  for  maintenance. 

Including  $10,000  spent  in  1836  for  dredging,  the  total  amount 
expended  up  to  June  30,  1902,  on  the  inner  harbor  was  $234,817.25. 

The  act  of  Congress  approved  June  13,  1902,  adopted  a  project 
providing  for  a  navigable  channel  21  feet  deep  at  mean  low  water  in 
Brunswick  inner  harbor,  at  a  cost  of  $120,000,  and  for  a  channel 
across  the  outer  bar  19.3  feet  deep  at  mean  low  water  (26  feet  at 
mean  high  water),  at  a  cost  of  $40,000.  It  also  provided  for  dredging 
in  Academy  Creek  at  not  to  exceed  $5,000.  This  project  was  com- 
pleted in  July,  1905,  and  expenditures  since  have  been  for  maintenance. 

The  river  and  harbor  act  of  March  3,  1905,  authorized  the  expendi- 
ture from  the  amount  therein  appropriated  of  $5,000,  or  so  much 
thereof  as  might  be  necessary,  for  maintaining  in  Academy  Creek, 
immediately  in  front  of  and  adjacent  to  the  wharves  thereof,  to  the 
Old  Altamaha  Canal  a  depth  equal  to  the  controUing  depth  on  the 
shoals  at  the  lower  end  of  the  city  in  East  River,  provided  that  no 
money  should  be  expended  inside  harbor  lines  theretofore  or  there- 
after established  in  said  creek.  With  these  funds  a  channel  was 
dredged  with  a  depth  of  18.5  feet  at  mean  low  water  and  a  width 
ranging  from  50  to  90  feet. 

The  amount  expended  to  June  30, 1907,  under  the  project  approved 
June  13,  1902,  was  $193,062,  of  which  $19,596.82  was  for  mainte- 
nance. This,  added  to  the  amounts  previously  expended,  gives  a  total 
expenditure  for  the  work  up  to  June  30,  1907,  of  $697,879.25. 

The  result  of  this  expenditure  has  been  the  accomplishment  of  a 
navigable  channel  throughout  the  inner  harbor  21  feet  deep  at  mean 
low  water  and  of  a  channel  across  the  outer  bar  19.3  feet  deep  at 
mean  low  water  (both  26  feet  at  mean  high  water) ;  also  of  a  narrow 
channel  in  Academy  Creek  above  mentioned. 

A  new  project  was  adopted  by  the  act  of  Congress  approved  March 
2,  1907.     Tlus  project  will  be  foimd  printed  as  House  Document  No. 
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407,  Fifty-ninth  Congress,  first  session.  It  provides  for  creating 
and  maintaining  throughout  the  inner  harbor  (embracing  Turtle 
River  from  the  Southern  Railway  docks  to  its  junction  with  Bruns- 
wick River,  Academy  Creek  from  Aiken's  wharf  to  its  junction  with 
East  River)  and  the  outer  harbor  (embracing  the  outer  bar,  the 
navigable  channel  throughout  the  entrance  to  St.  Simons  Sound, 
and  up  Brunswick  River  to  Brunswick  Point)  channels  having  a 
depth  of  30  feet  at  mean  high  water,  with  widths  varying  from  150 
feet  in  Academy  Creek  to  400  feet  across  the  outer  bar,  to  be  accom- 
plished mainly  Dv  dredging;  but  the  extension  of  the  existing  train- 
mg  wall  in  East  Kiver  and  the  construction  of  two  spur  dikes  is  also 
authorized.  The  estimated  cost  of  the  work  is  $496,650,  with  a 
yearly  cost  of  maintenance  not  exceeding  $33,250. 

Congress  in  adopting  this  project  appropriated  the  sum  of  $146,660 
for  the  work  and  autnorizea  contracts  covering  labor  and  materials 
necessary  for  its  completion  at  a  cost  not  to  exceed  $350,000  addi- 
tional, all  of  which  has  been  appropriated. 

The  amount  expended  under  the  present  project  up  to  June  30, 
1909,  was  $369,245.25,  and  resulted  m  the  dredging  of  a  channel  in 
East  River,  opposite  the  city  of  Brunswick,  about  8,500  feet  in  length, 
350  feet  in  width,  and  30  feet  in  depth  at  mean  high  water,  except  for 
two  small  areas  on  the  extreme  eastern  edge  of  the  channel  composed 
of  refractory  material  and  which  was  not  required  to  be  removed 
xmder  the  contract  in  force;  the  dredging  of  a  channel  about  4,700 
feet  in  length,  150  feet  in  width,  and  30  feet  in  depth  at  mean  high 
water,  in  Academy  Creek;  the  dredging  of  a  channel  in  Turtle  River, 
opposite  Buzzards  Island,  about  3,500  feet  in  length,  300  feet  in  width, 
and  30  feet  in  depth  at  mean  high  water,  except  at  one  point  on  the 
upper  shoal  where  refractory  material  was  encountered;  the  removal 
of  124,420.9  cubic  yards  of  material  from  the  shoal  opposite  Bruns- 
wick Point,  and  the  removal  of  1,170,066.5  cubic  yards  from  the 
channel  across  the  outer  bar. 

During  the  fiscal  year  dredging  operations  were  continued  under 
two  contracts  and  resulted  in  the  removal  of  349,160.1  cubic  yards 
of  material  from  the  inner  harbor,  114,267.5  cubic  yards  from  the 
shoal  opposite  Brunswick  Point,  and  713,211  cubic  yards  from  the 
channel  across  the  outer  bar. 

Work  was  in  progress  at  the  close  of  the  fiscal  year,  and  the  allot- 
ment will  suffice  to  complete  the  project. 

The  total  amoimt  expended  for  the  improvement  of  Brunswick 
Harbor  up  to  June  30,  1909,  was  $1,067,124.50. 

The  proportion  of  the  present  project  accomplished  to  Jxme  30, 
1909,  was  85  per  cent  for  the  outer  bar,  75  per  cent  for  the  shoal  oppo- 
site Brunswick  Point,  and  90  per  cent  for  the  inner  harbor. 

The  controlling  depth  on  the  bar,  from  the  basin  inside  to  the  bell 
buoy,  a  distance  of  about  3  miles,  is  30  feet  at  mean  high  water. 
From  the  bell  buoy  to  deep  sea  outside,  a  distance  of  about  1  mile, 
the  controlling  depth  is  28  feet  at  mean  high  water,  and  dredging  over 
this  portion  is  now  in  progress.  At  Brunswick  Point  the  controlling 
depth  is  28  feet  at  mean  high  water,  and  dredging  over  this  portion 
is  now  in  progress;  in  East  River,  30  feet;  in  Turtle  River,  upper 
shoal,  27  feet,  lower  shoal,  north  of  center  range,  29  feet,  and  on 
center  range  and  to  the  south  of  same,  24.5  feet.  The  general  depth 
in  East  River  and  Turtle  River  is  30  feet,  and  these  lesser  depths  are 
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simply  a  few  high  points  of  refractory  material  for  the  removal  of 
which  a  new  contract  will  be  made,  funds  being  avaUable  for  the  pur- 
pose. In  Academy  Creek,  owing  to  rapid  shoaling  since  the  comple- 
tion of  dredging,  there  is  now  at  the  entrance  a  narrow  channel  on 
one  side  of  the  shoal  with  a  depth  of  26.5  feet,  and  upon  the  other 
side  of  the  entrance  a  similar  channel  with  only  22  feet;  elsewhere 
the  controlling  depth  is  30  feet  at  mean  high  water. 

The  mean  rise  and  fall  of  tide  on  the  bar  is  6.6  feet,  at  Brunswick 
Point  7  feet,  and  at  the  city  of  Brunswick  7.1  feet. 

It  is  proposed  to  apply  the  available  balance  and  additional  appro- 
priation recommended  in  carrying  out  the  approved  project  and  main- 
taining the  improvement.  The  jwlditional  work  proposed  is  for  exten- 
sion or  benefits. 

Before  improvement  in  1880  the  annual  commerce  of  Brunswick 
Harbor  amounted  to  about  100,000  tons,  valued  at  $1,700,000.  The 
total  commerce  of  the  port  for  the  calendar  year  1908  amoimted  to 
1^200,000  tons  of  freight,  valued  at  $39,892,165.  The  commerce  con- 
sists principally  of  cotton,  lumber,  cross-ties,  naval  stores,  and  general 
mercnandise. 

The  effect  of  the  improvement  has  been  to  cause  a  reduction  of 
ocean-going  freight  rates  on  lumber  of  25  per  cent  and  on  naval  stores 
of  30  per  cent.  It  has  also  permitted  the  regular  line  coastwise  freight 
steamers  to  enter  and  leave  the  port  regardless  of  the  tides,  thereby 
avoiding  much  loss  of  time. 

A  list  of  the  Annual  Reports  of  the  Chief  of  Engineers  and  of  docu- 
ments containing  the  various  projects,  maps,  historv  of  the  work,  etc., 
may  be  foimd  pnnted  on  page  284  of  the  Annual  Keport  of  the  Chief 
of  Engineers  for  1905. 

Reference  to  report  on  survey  of  Brunswick  Harbor,  inner  and 
outer,  provided  for  by  the  river  and  harbor  act  of  March  3, 1905,  will 
be  found  on  page  312  of  Annual  Report  of  the  Chief  of  Engineers 
for  1906. 

Pursuant  to  a  requirement  in  the  river  and  harbor  act  of  March  2, 
1907,  an  investigation  has  been  made  relative  to  the  control  and  use 
of  wharfage  pri^eges  at  Brunswick  Harbor,  and  report  thereon  was 
duly  transmitted  to  Congress  and  printed  in  House  Document  No. 
326,  Sixtieth  Congress,  first  session. 

July  1,  1908,  balance  unexpended 1352,693.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 47, 000. 00 

399, 693. 00 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      260,167.50 


July  1,  1909,  balance  unexpended 139,525.50 

July  1,  1909,  outstanding  liabilities 30,238.40 

July  1,  1909,  balance  available 109, 287. 10 

July  1, 1909,  amount  covered  by  uncompleted  contracts 43, 044, 85 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclu^^ive  of  the  balance  unex- 
pended July  1,  1 909 to,  000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  ci\'il  act  of  Juno 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  O  7.) 
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8,  Inside  vmter  route  between  Scminndh,  Oa,,  and  Femandina, 
Fla. — This  route  consists  of  a  series  of  bays  and  tidal  sloughs,  making 
a  connecting  waterway  not  exposed  to  rough  water  except  at  a  few 
points  in  stormy  weatner.  The  waters  forming  the  route  are  shown 
on  Coast  Survey  charts  Nos.  156  and  157.  It  is  navigable  from 
Savannah,  Ga.,  to  Femandina,  Fla.,  Brunswick,  Ga.,  and  Darien, 
Ga.  The  distance  from  Savannah  to  Femandina  is  160  miles. 
Touching  at  Darien  en  route  increases  this  by  about  20  miles  and  at 
Brunswick  by  about  12  miles. 

The  project  of  improvement  was  adopted  in  1S92  and  provides  for 
the  establishment  or  a  channel  7  feet  d-^ep  at  mean  low  water.  This 
is  to  be  accomplished  by  the  improvement  of  Romerly  Marsh,  Mud 
River,  little  Mnd  River,  and  Jekyl  Creek.  The  estimated  cost  of  the 
improvement  was  $105,000,  provided  the  entire  sum  be  made  available 
at  one  time. 

The  total  amount  expended  under  this  project  up  to  June  30,  1909, 
was  $128,352.47  (of  which  $63,842.53  was  for  mamt?nance),  which, 
added  to  the  amount  expended  for  Jekyl  Creek  and  Romerly  Marsh, 
$71,108.77,  makes  a  total  of  $199,461.24. 

The  ori«:inal  estimate  for  the  improvement  of  this  route  was  com- 
pleted with  the  appropriation  of  $41,000  made  by  the  river  and  har- 
bor act  of  March  3,  1905,  but  the  improvement  was  still  unfinished. 
This  resulted  from  the  small  appropriations  made,  extending  the 
work  over  a  very  long  period,  as  fully  set  forth  in  a  report  of  the 
district  officer  printed  on  page  1208  of  the  Annual  Report  of  the 
Chief  of  Engineers  for  1906.  The  river  and  harbor  act  of  March  2, 
1907,  provided  for  a  resiu'vey  of  the  waterway  to  determine  the  best 
route  ror  further  improvement.  Report  of  this  resurvey,  with  esti- 
mate of  cost,  is  printed  as  House  Document  No.  1236,  Sixtieth 
Congress,  second  session. 

AS  work  done  during  the  fiscal  year  was  for  maintenance,  and 
consisted  of  the  dredging  of  a  total  of  88,401.6  cubic  yards  of  material, 
mider  contract,  from  shoals  at  the  mouth  of  St.  Augustine  Creek,  in 
the  Florida  Passage,  Little  Mud  River,  Frederica  River,  Jekyl  Creek, 
and  Cumberland  Dividings,  and  the  raising  and  extending  of  the 
training  wall  near  the  head  of  Jekyl  Creek  and  the  raising  of  the 
jetty  near  the  mouth  of  this  creek.  Work  was  in  progress  at  the 
close  of  the  fiscal  year. 

The  completion*  of  the  work  at  Skidaway  Narrows  (see  report  here- 
with) has  made  this  an  integral  part  of  the  inside  route,  snortening 
the  distance  by  6  miles  between  Savannah  and  Femandina  and 
rendering  further  work  by  the  way  of  Parson's  cut  unnecessary. 
This  maKcs  the  proportion  of  the  approved  project  accomplished  up 
to  June  30,  1909,  90  per  cent,  and  Sydaway  Narrows  should  here- 
after cease  to  be  regarded  as  an  independent  work,  but  be  treated  as 
a  portion  of  the  inside  route. 

On  June  30,  1909,  the  controlling  depth  between  Savannah  and 
Femandina  was  6  feet  at  mean  low  water,  by  way  of  the  new  route 
through  Skidawav  Narrows,  except  at  the  mouth  of  Mud  River, 
where  the  controlling  depth  was  5  feet.  By  way  of  the  old  route 
through  Parson's  cut  the  controlling  depth  was  2  feet.  By  waiting 
on  the  tides,  however,  at  Parsons  cut,  Skidaway  Narrows,  and  Mud 
River  a  navigation  in  excess  of  7  feet  could  be  carried  by  either  route 
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between  Savannah  and  Femandina.  The  mean  rise  and  fall  of  the 
tide  varies  at  different  locaUties  from  6.5  feet  to  8  feet. 

It  is  proposed  to  apply  the  available  balance  and  additional  appro- 
priation recommended  toward  restoring  and  maintaining  a  7-foot 
navigation^  at  mean  low  water,  throughout  the  entire  route. 

The  additional  work  proposed  is  for  extension  of  benefits. 

The  value  of  the  commerce  passing  over  this  route  was  estimated 
in  1890  at  between  $200,000  and  $300,000  per  annum.  During  the 
calendar  year  1908  the  commerce  amounted  to  60,000  tons  of  freight, 
valued  at  $2,300,000.  There  was  also  rafted  on  this  route  during 
1908,  58,985,000  feet  b.  m.  of  timber,  valued  at  $787,500.  Little,  5 
any,  of  this  commerce  passed  over  the  whole  extent  of  the  route. 

it  is  impracticable  to  determine  the  efl'ect  of  this  improvement 
upon  freignt  rates,  as  at  present  the  different  portions  of  the  route 
are  used  locally,  and  comparatively  few  vessels  engaged  in  commerce 
pass  over  the  entire  length  of  it. 

A  list  of  the  Annual  Reports  of  the  Chief  of  Engineers  and  of 
documents  containing  the  various  projects,  maps,  histoir  of  the  work, 
etc.,  may  be  found  printed  in  the  Annual  Report  or  the  Chief  or 
Engineers  for  1905,  page  285.  Report  of  a  resurvey  of  the  route 
will  be  found  printed  as  House  Document  No.  1236,  Sixtieth  Con- 
gress, second  session. 

July  1, 1908,  balance  unexpended $24, 478. 20 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 25,000.00 


49,478.20 
Jxme  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 17, 830.  67 

July  1, 1909,  balance  unexpended 31, 647. 53 

July  1,  1909,  outstanding  liabilities 3, 810.  90 

July  1,  1909,  balance  available 27, 836.  63 


July  1,  1909,  amount  covered  by  uncompleted  contracts 1, 945. 45 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 25, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  0  8.) 

9.  SJcidavxiy  Narrows,  Georgia. — In  its  original  condition  the 
narrows  was  a  narrow,  tortuous  waterway,  formed  by  two  creeks 
which  united  at  their  heads  at  the  meeting  place  of  tne  tide«,  con- 
necting Bumside  River  with  Skidaway  River.  In  its  natural  con- 
dition it  was  navigable  only  at  high  water  by  small  sailboats  and 
launches. 

The  approved  project  of  improvement  was  adopted  by  the  river 
and  harbor  act  of  March  3,  1905,  and  will  be  found  printed  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1904,  pages  1680-1684. 
This  project  contemplated  the  estabUshment  of  a  navigable  channel 
6  feet  deep  at  mean  low  water  and  75  feet  wide  at  bottom,  connecting 
Bumside  Kiver  with  Isle  of  Hope  (or  Skidaway)  River,  the  route  or 
Buch  channel  to  be  throuc^h  the  marsh  and  hammock  land  to  the  west 
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of  the  narrows.  Subsequent  developments  made  it  necessary  to  aban- 
don this  route,  principally  on  account  of  the  difficulty  in  obtainmg 
the  desired  right  of  way  through  private  property.  A  new  route, 
following  practically  the  course  of  the  narrows,  was  adopted.  The 
estimated  cost  of  the  improvement  by  the  new  route  is  $55,000. 

The  amount  expended  up  to  June  30,  19C9,  was  $55,000. 

With  the  $20,000  appropriated  by  the  river  and  harbor  act  of 
March  3,  1905,  a  channel  with  a  bottom  width  of  60  feet  and  a  depth 
of  5  feet  at  mean  low  water  was  provided  over  the  worst  portion  of  the 
adopted  route,  making  it  available  for  commerce  at  high  water. 

Dredging  operations  were  continued  under  contract  during  the 
fiscal  year  imtil  November  20,  1908,  resulting  in  the  removal  of 
113,633  cubic  yards  of  material.  This  work,  with  that  previously 
reported,  accomplished  a  channel  6  feet  deep  at  mean  low  water, 
with  a  bottom  width  of  75  feet  in  the  straight  portions  and  90  to  200 
'feet  at  the  bends,  from  deep  water  in  Skidaway  River  to  deep  water 
in  Burnside  River,  and  completed  the  improvement. 

The  completion  of  this  improvement  makes  it  a  portion  of  the  inside 
route  between  Savannah  and  Fernandina,  and  no  further  appropri- 
ations are  recommended  for  it.  The  funds  necessary  for  its  proper 
maintenance  are  included  in  the  estimate  submitted  for  the  inside 
route. 

The  controlling  depth  on  June  30,  1909,  was  6  feet  at  mean  low 
water. 

The  mean  rise  and  fall  of  the  tide  at  this  locaUty  is  8  feet. 

For  commercial  statistics,  see  report  on  inside  water  route  between 
Savannah  and  Fernandina,  of  which  Skidaway  Narrows  forms  a  part. 

July  1, 1908,  balance  unexpended $20, 404.  81 

June  30,  190>9,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     20,404,81 

(See  Appendix  O  9.) 

10.  Cumberland  Sound,  Georgia  and  Florida. — In  its  original  con- 
dition the  available  depth  of  the  entrance  varied  from  11  to  12.5  feet 
at  mean  low  water.  The  point  of  crossing  the  bar  was  subject  to  very 
great  changes  in  location,  moving  in  a  series  of  years  as  much  as  IJ 
miles.  The  distance  from  the  outer  bar  to  the  city  of  Fernandina, 
Fla..  is  about  6i  miles. 

Tne  project  of  improvement  submitted  in  1879  and  revised  bv  a 
Board  of  Engineers  in  1891  provides  for  the  construction  of  two  low 
jetties  from  the  shores  on  opposite  sides  of  the  entrance  and  extend- 
mg  seaward  across  the  bar  upon  lines  so  directed  that  the  ends  will 
be  parallel  to  each  other  and  about  3,900  feet  apart.  These  jetties 
were  intended  to  establish  a  low-water  channel  across  the  bar  not  le^s 
than  19  feet  in  depth.  The  cost  of  the  improvement  was  originally 
estimated  at  $2^071,023,  and  as  modified  at  $1,606,500,  for  the  com- 
pletion of  low  jetties,  and  at  $2,079,500  if  high  jetties  were  found 
necessary.    There  was  expended  under  this  project  $932,500. 

The  present  project,  which  was  adopted  bv  act  of  Congress  of 
Jxme  3,  1896,  provides  for  the  establishment  of  a  channel  across  the 
bar  19  feet  deep  at  mean  low  water  by  the  construction  of  two  jetties 
of  stone,  resting  on  a  foundation  of  brush  mattresses,  on  the  same  line 
as  those  in  the  previous  project,  the  scour  between  the  jetties  to  be 
aided  by  dredging,  if  necessary,  the  total  cost  of  the  improvement,  at 
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the  time  of  this  project,  to  be  $2,350,000,  exclusive  of  amounts  pre- 
viously appropriated. 

The  amount  expended  imder  this  project  up  to  June  30,  1909,  was 
$2,439,947.53  (of  which  $340,063.13  was  for  maintenance),  which, 
added  to  the  amount  previously  expended,  gives  a  total  expenditure 
for  this  work  of  $3,372,447.53. 

A  total  of  $8.90  received  from  sale  of  unserviceable  property  has 
been  received  and  deposited  to  the  credit  of  the  appropriation. 

By  this  expenditure  two  stone  jetties  have  been  constructed  and  a 
seagoing  dredge  provided,  which  together  have  produced  a  navigable 
channel  with  a  minimum  width  of  400  feet  and  a  controlling  depth  of 
24.5  feet  at  mean  low  water,  or  5.5  feet  more  than  called  for  by  the 
project. 

All  work  done  during  the  fiscal  year  was  for  maintenance  and  con- 
sisted of  the  raising  and  repairing  of  the  South  jetty,  between  sta- 
tions 8800  and  11350,  by  the  placing  of  a  total  of  29,697.57  tons  of 
stone.  The  jetty  between  these  stations  was  raised  so  that  its  crest 
was  brought  up  to  mean  high  water.  The  outer  end  of  the  jetty  was 
aproned  for  about  350  feet  with  small  stone,  and  this  aproning  was 
extended  for  about  100  feet  beyond  the  outer  end  of  the  completed 
work.  A  survey  of  the  entrance  to  Cumberland  Sound  was  made 
and  the  results  plotted. 

The  present  ship  channel,  as  marked  by  the  ranges,  has  a  con- 
trolling depth  of  24  feet  at  mean  low  water,  because  of  a  slight  ad- 
vance of  the  lower  point  of  Pelican  shoal,  but  by  slightly  changing  the 
courses  run  2  or  3  feet  could  easily  be  added  to  the  navigable  depth. 

The  mean  rise  and  fall  of  tide  is  6  feet. 

The  project  for  the  improvement  of  Cumberland  Sound  was  re- 
ported as  completed  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1905,  page  1287. 

It  is  proposed  to  apply  the  available  balance  and  additional  appro- 
priation recommendecl  toward  raising  the  low  places  in  the  north  and 
south  jetties  to  high-water  mark,  fflling  voids  and  openings  in  the 
north  jetty,  and  constructing  mounds  at  the  outer  ends  of  both  jetties, 
and  for  such  repairs  to  the  dike  on  Cumberland  Island  and  such 
dredging  in  the  jetty  channel  as  may  become  necessary. 

The  additional  work  proposed  is  lor  extension  of  benefits. 

As  Cumberland  Sound  merely  constitutes  the  ocean  entrance  to 
Femandina  Harbor  the  commerce  is  practically  the  same  as  that  for 
Fernandina,  and  since  the  harbor  of  Femandina  is  now  a  special  work 
of  improvement  the  commerce  is  given  under  that  head. 

The  effect  of  the  improvement  has  been  to  cause  a  reduction  in 
freight  rates  of  from  25  to  40  per  cent. 

Tnis  work  has  heretofore  been  mentioned  in  the  law  as  '/Cumber- 
land Sound,"  but  the  sole  object  of  the  improvement  is  to  afford  a 
deep  entrance  to  the  harbor  of  Femandina,  Fla.,  and  this  is  what  it 
accomplishes.  An  appropriation  has  been  made  for  the  improvement 
of  the  narbor  of  Fernandina,  and  had  reference  only  to  the  inner  por- 
tion of  the  same.  It  would  be  better  hereafter  to  unite  these  two 
works  under  one  head  and  refer  to  them  as  Femandina  Harbor, 
Florida. 

A  list  of  the  Annual  Reports  of  the  Chief  of  Engineers  and  of  execu- 
tive documents  containing  the  various  projects,  history  of  the  work, 
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maps,  etc.,  may  be  found  printed  on  page  288  of  the  Annual  Report 
of  tne  Chief  of  Engineers  for  1905. 

Reference  to  reports  on  examination  and  survey  of  Femandina 
Harbor,  ordered  by  the  river  and  harbor  act  of  March  3,  1905,  will  be 
found  on  page  312  of  the  Annual  Report  of  the  Chief  of  Engineers  for 

1906.  Map  showing  conditions  June  30,  1908,  will  be  found  opposite 
page  1356,  Annual  Report  of  the  Chief  of  Engineers  for  1908. 

July  1, 1908,  balance  unexpended |100, 930. 14 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 20,000.00 

120, 930. 14 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement : 85, 868.  77 

July  1, 1909,  balance  unexpended 35, 061.  37 

July  1,  1909,  outstanding  liabilities 148. 33 

July  1, 1909,  balance  available 34, 913.  04 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 50, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  O  10.) 

11.  Femandina  Harbor j  Florida, — ^As  will  be  seen  from  Coast  Sur- 
vey chart  No.  453,  the  lower  end  of  Ameha  River  forms  a  deep  basin 
opposite  the  citv  of  Femandina,  which  portion  of  the  river  is  Known 
as  Femandina  tfarbor.  The  lower  end  of  the  harbor  connects  with 
Cumberland  Sound  and  is  2  miles  from  the  bar.  The  harbor  is  about 
1,300  feet  in  width  at  the  entrance  and  about  2  miles  long.  It  em- 
braces about  160  acres  of  well-sheltered  anchorage  ground,  with  a 
depth  greater  than  25  feet  at  mean  low  water,  but  is  somewhat 
obstructed  by  small  shoals.  Above  this  basin  tnere  exists  a  shoal 
some  4,000  feet  in  length,  with  low-water  depths  over  same  ranging 
from  14  to  18  feet.  Above  this  shoal  the  river  separates  into  two 
estuaries,  which  carry  deep  water  for  about  2  miles. 

A  project  providing  for  such  extensions  of  the  depth  and  width  of 
the  chaimel  in  front  of  the  town  of  Femandina  as  will  meet  the 
requirements  of  commerce  will  be  found  printed  as  House  Document 
No.  388,  Fifty-ninth  Congress,  first  session. 

The  improvement  proposed  consists  in  dredging  a  channel  with 
widths  varying  from  400  to  600  feet  and  depths  from  20  to  24  feet  at 
mean  low  water,  in  front  of  and  to  a  short  distance  above  (southwest 
of)  the  city  of  Femandina.  The  estimated  first  cost  of  this  work  is 
$115,000,  with  $15,000  at  periods  of  every  two  or  three  years  for 
maintenance  after  completion. 

This  project  was  adopted  by  act  of  Congress  approved  March  2, 

1907,  wnich  appropriated  $115,000  for  its  completion. 

Work  under  the  project  was  begun  September  14,  1907,  and  com- 
pleted July  28,  1908.  During  the  fiscal  year  a  total  of  46,341  cubic 
yards  of  material  were  removed  under  contract,  completing  the  proj- 
ect.    The  engineer  building  at  Old  Town,  Femandina,  was  repaired. 

On  June  30,  1909,  the  controlling  depths  in  the  channel  fronting 
the  city  of  Femandina  were  those  contemplated  in  the  adopted 
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project.  Very  little  shoaling  haa  taken  place  since  the  project  was 
completed.  Sounding^s  indicate  some  caving  in  the  sides  with  the 
deptn  on  the  ed^es  of  the  channel  slightly  diminished. 

The  mean  rise  and  fall  of  the  tide  is  6  feet. 

The  amoimt  expended  up  to  June  30,  1909,  was  $109,398.09. 

The  project  was  completed  July  28,  1908. 

It  is  proposed  to  expend  the  available  balance  and  additional 
appropriation  recommended  in  maintaining  the  improvement. 

The  additional  work  proposed  is  for  extension  of  benefits. 

Attention  is  invited  to  the  recommendation  in  the  report  on  Cum- 
berland Sound  that  that  work  and  Fernandina  Harbor  be  united 
under  one  title  and  be  hereafter  reported  upon  as  one  work. 

Before  the  improvement  of  Cumberland  Sound  (in  1879),  which 
constitutes  the  ocean  entrance  to  Fernandina  Harbor,  the  annual  in 
and  out  bound  tonnage  at  Fernandina  was  about  300,000,  and  the 
value  of  imports  and  exports  estimated  at  about  $2,500,000.  The 
commerce  of  the  port  during  the  calendar  year  1908  amounted  to 
550,000  tons,  with  a  value  of  $9,274,000.  The  chief  articles  of 
export  are  lumber,  phosphate  rock,  and  naval  stores. 

The  effect  of  the  improvement  of  Cumberland  Sound  has  been  to 
cause  a  reduction  in  freight  rates  of  from  25  to  40  per  cent.  It  can 
not  now  be  said  what  further  effect  the  improvement  of  Fernandina 
Harbor  will  have  upon  these  rates. 

A  map  showing  conditions  June  30.  1908,  will  be  found  opposite 
page  1358,  Annual  Report  of  the  Chiei  of  Engineers  for  1908. 

July  1, 1908,  balance  unexpended $29,907.02 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      24,305.11 


July  1,  1909,  balance  unex]>ended 5, 601. 91 

July  1,  1909,  outstanding  liabilities 50.00 

July  1,  1909,  balance  available 5,551.91 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  Oil.) 

RESUKVEY  MADE  IN  COMPLIANCE  WITH  RIVER  AND  HARBOR  ACT  AP- 
PROVED MARCH  2,  1907. 

Report  dated  October  5,  1908,  on  resurvey  of  the  inside  vxiier  route 
between  Savannah ,  Ga.,  and  Fernandina,  Fta.,  with  a  view  to  deter- 
mining the  best  route  of  said  waterwav,  required  by  the  river  and 
harbor  act  of  March  2,  1907,  was  duly  submitted  by  the  district 
officer.  It  was  reviewed  by  the  Board  of  Engineers  for  Rivers  and 
Harbors,  pursuant  to  law,  and  was  transmitted  to  Congress  and 
printed  in  House  Docum3nt  No.  1236,  Sixtieth  Congress,  second 
session.  A  plan  for  improvement  at  an  estimated  cost  of  $237,700 
is  presented. 
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IMPROVEMENT  OF  RIVERS  AND  HARBORS   IN  THE  JACKSONVILLE, 

FLORIDA,  DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  Lansing  H.  Beach, 
Corps  of  Engineers,  to  July  31,  1908,  and  of  Capt.  G.  K.  Spalding, 
Corps  of  Engineers,  since  tnat  date.  Division  engineer,  Col.  Dan  C. 
Kingman,  Corps  of  Engineers. 

1.  St,  Johns  River y  Florida. — ^This  work  includes  the  improvement 
of  the  bar  at  the  river  mouth  and  the  improvement  of  the  channel 
from  the  bar  to  Jacksonville,  a  distance  of  27.5  miles.  Before  im- 
provement there  was  a  varying  channel  across  the  bar,  sometimes  5, 
sometimes  7  feet  deep,  and  shifting  in  location  througn  a  north  and 
south  range  of  1  mile.  Between  the  bar  and  Jacksonville  the  channel 
had  a  least  mean  low-water  depth  (at  Dames  Point)  of  11.5  feet. 

The  range  of  tide  is  5.22  feet  at  the  bar,  4.3  feet  at  Mayport,  1.8 
feet  at  Dames  Point,  and  0.8  foot  at  Jacksonville. 

The  first  project  of  improvement,  adopted  in  1879,  contemplated 
a  channel  15  feet  deep  at  mean  low  water  from  Jacksonville  to  the 
ocean.  This  was  to  be  obtained  by  dredging  and  building  training 
walls  in  the  river  and  by  building  two  stone  jetties  converging  upon 
the  bar,  1,600  feet  apart  at  their  outer  ends.  Under  this  project  the 
sum  of  $1,417,000  was  expended.  As  a  result  the  bar  channel  was 
fixed  and  deepened  to  13  feet,  and  the  river  channel  was  deepened  to 
16.5  feet. 

The  present  project,  adopted  in  1896  and  modified  in  1903,  con- 
templates a  channel  from  Jacksonville  to  the  ocean  300  feet  wide  and 
24  feet  deep,  except  at  Dames  Point,  where  the  width  was  to  be  400 
feet  and  the  depth  25  feet,  this  channel  to  be  obtained  bv  dredging 
and  building  training  walls  in  the  river  and  by  raising  and  extending 
the  jetties.  The  estimated  cost  was  $2,109,750,  increased  in  1908  to 
$2^^76,750,  of  which  $67,000  remains  to  be  appropriated. 

The  funds  appropriated  have  been  expended  in  building  a  sea- 
going suction  aredge  {St.  Johns)  and  a  river  dredge  {JacksonviUe)^ 
m  dredging  with  the  plant  thus  provided  and  by  contract,  in  building 
training  waUs,  and  in  raising  and  extending  the  jetties  at  the  en- 
trance. The  total  expenditure  to  Jxme  30,  1909,  was  $2,255,489.80, 
of  which  $175,175.99  was  for  construction  of  a  seagoing  dredge  and 
$227,933.39  for  work  of  maintenance.  The  result  has  been  the  com- 
pletion of  the  channel  contemplated  by  the  project,  excepting  through 
the  shoals  at  Trout  Creek  and  at  White  Shells.  At  tne  first  place 
the  channel  is  only  about  230  feet  wide,  the  remaining  70  feet  being 
obstructed  by  rock  and  soft  material. 

At  White  Shells  the  channel  is  narrowed  about  60  feet  by  a  ledge 
of  coquina  rock  and  has  filled  in  until  its  width  is  not  more  than  150 
feet.  Shoaling  occurred  in  Browns  Creek  cut  and  in  Fulton  cut,  re- 
Quiring  work  of  maintenance.  In  these  localities  the  United  States 
aredge  Key  West  removed  from  the  channel  153,067  cubic  yards  of 
material  at  a  cost  of  $10,000,  restoring  projected  depths  through  these 
cuts  to  a  width  varying  from  150  to  300  feet.  Shoaling  at  Mile  Point 
cut  and  at  White  SheUs  cut  has  occurred  and  contract  has  been  en- 
tered into  for  dredging  at  these  localities  under  the  allotment  of 
$300,000  for  the  maintenance  of  this  work  made  from  the  appropria- 
tion of  $8,185,750  in  the  river  and  harbor  act  of  March  3,  1909. 
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Under  this  same  allotment  contract  has  been  entered  into  for  raising 
the  outer  1,500  feet  of  the  north  jetty  and  filling  in  critical  points  in 
the  middle  section  of  that  jetty  and  along  the  south  jetty. 

On  account  of  the  shoaling  at  Mile  Point  and  White  Shells,  the 
projected  depth  of  24  feet  at  mean  low  tide  is  not  available,  it  being 
reduced  to  22  feet  at  Mile  Point,  but  practically  a  channel  having 
a  least  available  depth  of  24  feet  does  exist,  since  the  increased  tid^ 
rise  at  the  shoal  localities  over  that  in  the  upper  portion  of  the 
river  compensates  for  the  decreased  depth  at  low  tide. 

The  increased  length  and  draft  of  the  ships  now  entering  the  port 
of  Jacksonville  indicates  that  widening  is  needed  at  several  bends 
in  the  channel,  notably  at  the  upper  end ot  Fulton  Reach  and  Browns 
Creek  and  at  the  New  Berlin  oend.  The  increased  size  and  speed 
of  the  combined  passenger  and  freight  steamers  plying  this  river 
has  caused  a  considerable  washing  oi  banks  at  several  places  in  the 
river. and  indicates  the  necessity  of  bank  revetment  at  these  points 
and  of  increased  height  of  some  sections  of  the  training  walls. 

The  channel  between  the  jetties  has  maintained  itself  remarkably 
during  the  year,  indicating  that  the  jetties  may  be  relied  upon  to 
do  their  work  with  efficiency  if  properly  maintained. 

The  channel  over  the  outer  bar  continues  to  increase  in  cross 
section,  especially  in  depth,  indicating  that  a  depth  over  the  present 

Projected  one  could  probably  be  maintained  were  the  channel  through 
7ards  Bank  trained  and  concentrated  by  dredging.  It  is  believed 
that  to  properly  continue  their  present  efficiency,  the  north  jetty 
should  be  restored  throughout  to  its  projected  height  and  section 
and  that  the  south  jetty  should  be  also  raised  to  its  original  height 
for  at  least  one-half  its  length. 

The  district  officer  estimates  that  the  sum  of  $200,000  will  be 
reauired  for  restoring  the  letties  to  their  original  cross  section  where 
indicated  as  being  desirable ;  that  $85,000  will  be  required  for  main- 
tenance by  dredgmg  and  widening  at  bends  and  for  necessary  bank 
protection,  a  total  of  $285,000,  in  addition  to  the  sum  of  $67,000 
required  to  complete  the  channel  at  Trout  Creek  shoal.  The  project 
is  97  per  cent  completed. 

The  river  and  harbor  act  of  1909  provided  for  a  survey  of  this 
river  with  a  view  toward  adopting  a  more  extended  project.  Should 
report  on  this  survey  lead  to  the  adoption  of  a  new  project,  the 
estimate  for  maintenance  would  be  materially  changed. 

Were  it  not  for  the  improvement,  freight  rates  from  Florida  to 
northern  points  would  be  50  per  cent  greater  than  they  are. 

The  St.  Johns  River  is  navigable  in  fact  from  the  mouth  to  Lake 
Washington,  a  distance  of  276  miles,  but  for  deep-draft  vessels  only 
as  far  as  Jacksonville,  27.5  miles.  The  head  of  steamboat  navigation 
is  Lake  Poincett,  252  miles  from  the  mouth. 

The  estimated  value  of  the  commerce  for  1908  is  $60,000,000. 

Tonnage  by  years:  1898,  494,474;  1899,  810,477;  1900,649,221; 
1901,  700,179;  1902,  903,191;  1903,  1,052,076;  1904,  1,000,316;  1905, 
1,406,647;  1906,  2,455,101;  1907,  2,485,610;  1908,  1,589,126. 

The  decrease  in  tonnage  over  that  |^iven  for  the  years  1906  and 
1907  is  due,  in  large  part,  to  the  decided  falling  off  m  lumber  ship- 
ments caused  by  the  general  commercial  depression  existing  through- 
out the  country.  In  other  respects  than  tliat  of  actual  tonnage  the 
commercial  activities  of  the  port  have  largely  increased,  due  to  the 
improved  channel.     The  first  shipment  of  phosphate  rock,  amounting 
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to  1,600  tons,  was  made  during  December,  1908,  and  charters  have 
already  been  made  for  a  shipment  of  a  least  200,000  tons  of  this 
product  during  1909. 

During  19.08  the  following  transportation  lines  were  Established 
•  to  this  port : 

The  (jrans  Line  and  Burs;  Line  to  German  ports,  and  the  Logan 
Line  to  Liverpool;  the  Iferchants  and  Miners'  Line  have  made 
Jacksonville  their  southern  terminus,  giving  triweekly  sailings  to 
Baltimore  and  Philadelphia;  the  Jacksonville  and  Tropical  Steam- 
ship Line,  plying  between  Jacksonville,  Fla.,  and  Habana,  Cuba. 

To  properly  estimate  the  value  of  the  commerce  of  the  port  is 
very  difficult,  as  the  value  of  merchandise  shipments,  the  most  valu- 
able portion  of  the  commerce,  is  known  only  to  the  consignees.  The 
more  valuable  shipments,  such  as  cotton,  merchandise,  tobacco,  etc., 
have  increased  in  spite  of  the  general  business  depression,  so  con- 
siderably as  to  almost  if  not  quite  balance  the  falling  off  in  the  lumber 
trade.  It  is  believed,  therefore,  that  the  estimate  of  $60,000,000  for 
the  value  of  the  commerce  is  not  too  lar^e  for  the  last  year. 

During  the  first  six  months  of  1909  the  foreign  commerce  of  this 
port  amounted  to  $1,366,453.08,  as  against  $353,670.10  for  the 
same  months  of  last  year,  and  the  net  tonnage  of  ships  entering 
and  clearing  during  the  months  of  April  and  May  amoimted  to  over 
500,000  tons. 

The  port  statistics  for  the  year  are  accurate,  having  been  carefully 
compiled  by  a  thoroughly  efficient  man  employed  by  the  Jacksonville 
Board  of  Trade  solely  for  that  pur})ose. 

More  detailed  information  may  be  found  in  Reports  of  the  Chief 
of  Engineers  as  listed  on  page  329  in  Report  of  the  Chief  of  Engineers 
for  1907. 

It  is  proposed  to  expend  the  available  balance  in  prosecuting  the 
work  of  raising  the  jetties  and  maintenance  dredging  under  contract 
and  with  hired  plant. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure in  the  fiscal  year  ending  June  30,  1911,  to  widening  the 
channel  at  turns  and  critical  points,  to  shore  protection,  and  to  mainte- 
nance of  jetties.  Ihis  work  is  required  to  make  the  improvement 
available  to  the  class  of  traffic  invited  by  the  depth  of  channel. 

July  1,  190S,  balance  unexpended |1, 304.  50 

August  21,  1908,  allotted  from  emergency  appropriation,  act  of  March  3, 

1905 10, 000. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 300,000.00 

Receipts  from  sales 7.  70 

311,312.20 
June  30,  1909,  amount  expended  during  fi.^cal  year,  for  maintenance  of 
improvement 11,  671.  75 

July  1,  1909,  balance  unexpended 299,  640.  45 

July  1, 1909,  outstanding  liabilities 154.  20 

July  1,  1909,  balance  available ." ._299, 486.  25 

Amount  (estimated)  required  for  completion  of  existing  project 67, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 .' 250, 000. 00 

Submitted  in  comj>liance  with  requirements  of  eundrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 
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2.  St  Johns  River  J  Florida,  opposite  (he  city  of  Jacksonville. — ^The 
project  for  improving  the  St.  Johns  River  from  Jacksonville  to  the 
ocean  provides  for  a  channel  24  feet  deep.  Between  the  channel  and 
the  pierhead  lines  at  the  city  of  Jacksonville  the  depths  are  in  manv 
places  considerably  less  than  24  feet.  A  project  for  secmring  a  depth 
of  24  feet  at  mean  low  water  from  the  existing  channel  to  the  pierhead 
line  on  the  left  bank  of  the  river,  between  the  Florida  East  Coast 
Railway  bridge  and  Hogans  Creek,  was  adopted  by  the  river  and  har- 
bor act  of  March  2,  1907.  The  estimated  cost  (raised  in  1908)  is 
$586,500. 

Work  upon  this  project  began  October  1,  1907.  The  work,  as  far 
as  available  funds  permit,  is  nearly  completed,  the  contractor  now 
being  engaged  in  clearing  up  after  the  dipper  dredge. 

The  total  expenditure  to  June  30,  1909,  was  5309,998.61,  of  which 
$3,500  was  expended  for  purchase  of  a  site  for  a  warehouse  and 
wharf  for  the  plant  engaged  on  the  St.  Johns  River  work,  and  $1,105.82 
for  surveys  necessary  to  relocation  of  harbor  line  monuments. 

Upon  completion  of  the  present  contract  the  entire  work  will  be 
about  60  per  cent  completed.  The  result  has  been  a  deepening  to 
about  24  feet  over  the  area  between  the  Florida  East  Coast  Railway 
bridge  and  the  lower  Clyde  Line  docks,  but  the  clear  depth  has  not 
yet  been  secured. 

The  average  rise  and  fall  of  tide  is  0.8  foot,  although  under  special 
conditions  the  river  sometimes  rises  to  a  height  of  3  feet  above  mean 
low  water. 

For  commercial  statistics  and  other  general  information,  reference 
is  made  to  the  current  report  and  summary  on  improvement  of  St. 
Johns  River,  Florida. 

The  work  so  far  completed  has,  it  is  believed,  had  an  advantageous 
effect  on  freight  rates,  as  it  has  permitted  deeper  draft  vessels  to 
reach  the  wharves,  thus  obviating  the  necessity  of  lightering  to 
midstream. 

It  is  proposed  to  apply  the  amount  which  is  estimated  as  a  profitable 
expenditure  in  fiscal  year  ending  June  30,  1911,  to  the  completion  of 
the  project  which  is  necessary  to  extend  the  benefits  over  the  entire 
frontage  contemplated. 

July  1,  1908,  balance  unexpended $259, 149. 12 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      197,  647.  73 

July  1,  1909,  balance  unexpended 61, 501.  39 

July  1,  1909,  outi^tanding  liabilities 30, 799.  51 

July  1,  1909,  balance  available 30, 701. 88 

July  1, 1909,  amount  covered  by  uncompleted  contracts 13, 648.  20 

Amount  (estimated)  required  for  completion  of  existing  project 215, 000. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpendea 

Juljr  1,  1909 

ibmitted  in  compliance  y^ 
4,  1897. 

(See  Appendix  P  2.) 


i\x\y  1,  1909 215, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 
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5.  St,  Johns  River  at  Orange  Mills  fiats,  Florida. — The  object  of 
this  work  is  to  obtain  a  13-root  channel  at  mean  low  water  from 
Jacksonville  to  Palatka.  Before  improvement  there  were  four 
shoals,  all  near  Orange  Mills,  of  less  depth  than  13  feet.  These  were 
Forresters  Point  shoal,  least  depth  11.6  feet;  Orange  Mills  flats,  9.8 
feet;  Racey  Point  shoal,  10.1  feet;  and  Tocoi  shoal,  11.1  feet. 

The  mean  range  of  tide  is  0.9  foot.  The  animal  variation  of  water 
stage  is  about  3  feet. 

Tne  project,  adopted  in  1893,  is  to  dredge  a  channel  200  feet  wide 
and  13  feet  deep  through  the  shoals  named.  The  estimated  cost 
(increased  in  1906)  is  $185,000. 

The  total  expenditure  up  to  Jime  30,  1909,  was  $119,156.50.  The 
result  has  been  the  formation  of  a  channel  13  feet  deep,  160  feet  wide, 
through  Orange  Mills  flats  and  Forresters  Point  shoal  and  120  feet 
wide  through  Kacey  Point  and  Tocoi  shoals. 

The  project  is  about  64  per  cent  completed. 

The  river  is  navigable  to  Lake  Washington,  a  distance  of  276  miles. 
The  head  of  steamboat  navigation  at  present  is  Lake  Poinsett,  252 
miles  from  the  mouth  of  the  river. 

The  existence  of  the  St.  Johns  waterway  has  probably  had  an 
important  efTect  in  keeping  down  freight  rates,  but  the  increase  of 
the  channel  to  13  feet  has  not,  so  far  as  known,  caused  any  changes 
in  rates. 

This  channel,  however,  permits  light-draft  schooners  to  load  at 
Palatka  mth  cypress  lumber  from  the  lar^e  mills  at  that  place,  and  a 
diminution  in  depth  in  the  channel,  requinng  Ughtering  of  this  mate- 
rial to  Jacksonville,  would,  it  is  thought,  raise  the  freight  rates. 
DiflSculty  in  navigating  this  channel  is  being  experienced,  due  to 
insufficient  width  at  angles  and  to  the  fact  that  it  is  not  suflBciently 
marked. 

The  money  expended  during  the  fiscal  year  was  for  examination 
of  the  channel  and  for  engineering  and  contingencies. 

For  more  detailed  information  see  Report  of  the  Chief  of  Engi- 
neers for  1898,  pages  1344-1348;  for  1901,  page  1738;  for  1904, 
pages  1690-1691. 

For  examination  and  survey  ordered  by  river  and  harbor  act  of 
March  2,  1907,  see  House  Document  No.  1111,  Sixtieth  Congress, 
second  session. 

The  commerce  of  the  upper  St.  Johns  is  chiefly  in  lumber,  shingles, 
building  material,  and  general  merchandise. 

Tonnage  by  years:  1898,  25,866;  1899,  122,074;  1900,  171,500; 
1901,  67,500;  1902,  137,950;  1903,  269,610;  1906,  559,838;  1907, 
273,070;  1908,347,764. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure m  fiscal  year  ending  June  30,  1911,  to  widening  existing 
channels,  completing  the  project.  The  additional  work  proposed  is 
for  the  purpose  of  extension  of  benefits. 

July  1,  1908,  balance  unexpended $1,493.50 

June  10, 1909,  allotted  from  emergency  appropriation,  act  of  March  3, 1905.    3, 000. 00 

4, 493.  50 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment         650.00 

July  1,  1909,  balance  unexpended 3, 843. 50 
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Amount  (estimated)  required  for  completion  of  existing  project $65, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 65,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  P  3.) 

4.  Volusia  haVj  Florida, — The  object  of  this  improvement  is  to 
secure  a  channel  5  feet  deep  through  the  bar  of  that  name  at  the  head 
of  Lake  Greorge,  and  from  that  lake  to  Lake  Monroe.  Before  im- 
provement the  channel  at  this  localitv  was  very  crooked,  with  a  low- 
water  depth  varying  between  3.5  and  4.5  feet. 

The  project,  adopted  in  1879  and  modified  in  1882  and  1887,  pro- 
vided for  the  construction  of  two  converging  jetties  and  for  dredg- 
ing, in  order  to  secure  a  depth  of  5  feet  at  mean  low  water,  at  an 
estimated  cost  of  $25,000. 

The  project  was  completed  in  1887  and  additional  work  required 
is  for  maintenance.  As  shoaling  is  continual,  it  has  been  foimd  neces- 
sary to  dredge  from  time  to  time  in  order  to  maintain  the  requisite 
depth. 

The  total  expenditure  up  to  June  30,  1909,  was  $45,838,  of  which 
$20,838  was  for  work  of  maintenance.  As  a  result  tnere  is  now  a 
channel  from  Palatka  to  Sanford  having  a  least  depth  of  5  feet  at 
mean  low  stage. 

During  the  year  $1,840  was  expended  from  an  allotment  from  the 
appropriation  for  emergencies  act  of  March  2,  1907,  for  the  repair  of 
the  guiding  pile  dikes  at  Volusia  bar,  the  old  structures  having,  on 
account  of  their  dilapidated  condition,  become  a  menace  to  navigation. 

On  March  17,  1909,  an  allotment  of  $5,000  was  made  from  the 
appropriation  provided  by  the  river  and  harbor  act  of  March  3,  1909, 
to  be  applied  to  the  maintenance  of  this  improvement.  No  work 
had  been  done  under  this  allotment  at  the  end  of  the  fiscal  year. 

The  head  of  steamboat  navigation  is  Lake  Poincett,  252  miles 
from  the  mouth. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure m  fiscal  year  ending  June  30,  1911,  to  maintenance  of 
existing  channels. 

The  usual  variation  of  water  level  is  2  feet;  the  extreme  variation, 
3i  to  5  feet. 

The  existence  of  the  St.  Johns  waterway  has  probably  had  an  im- 
portant effect  in  keeping  down  freight  rates,  but  the  increase  of  the 
channel  depth  to  5  feet  has  not,  so  far  as  known,  caused  any  change  in 
freight  rates. 

The  river  is  navigable  in  fact  to  Lake  Washington,  a  distance  of  276 
miles  from  its  moutn. 

For  more  detailed  information  see  Report  of  the  Chief  of  Engi- 
neers for  1896,  pages  1313-1314;  for  1897,  page  1550;  for  1905, 
page  1296. 

The  commerce  of  this  portion  of  the  river  is  chiefly  in  grain,  fer- 
tilizers, ship  stores,  vegetables,  and  general  merchandise.  The  esti- 
mated value  of  the  conmierce  for  1908  is  $3,000,000. 
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Tonnage  by  years:  1898,21,959;  1899,26,358;  1900,31,511;  1901, 
32,437;  1902,  53,678;  1903,  55,922;  1904,  60,347;  1905,  111,162;  1906, 
412,703;  1907,66,005;  1908,66,690. 

July  1,  1908,  balance  unexpended  o 12.00 

September  30,  1908,  allotted  from  emergency  appropriation,  act  of  March  2, 

1907 1,840.00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 

3,1909 5,000.00 


6, 842. 00 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement    1, 840. 00 

July  1,  1909,  balance  unexpended 6, 002. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1911, 
for  maintenance  of  improvement,  exclusive  of  the  balance  imexpended 
Juljr  1,1909 6,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  4.) 

6,  OTclawaha  River,  Florida, — Before  improvement  this  river  was 
obstructed  by  snags,  accumulation  of  drift,  and  overhanging  trees. 

The  project,  adopted  in  1891 ,  was  to  clear  the  river  of  obstructions, 
so  as  to  give  a  navigable  channel  4  feet  deep  at  mean  low  stage  from 
the  mouth  to  Leesburg,  a  distance  of  94  miles,  at  an  estimated  cost 
of  $26,000.  This  was  modified  by  the  river  and  harbor  act  of  March 
2.  1907.  which  provided  for  removing  obstructions  and  deepening  the 
cncCnnel  to  6  feet  at  mean  low  water  from  the  mouth  of  the  Oklawaha 
to  the  head  of  Silver  Springs  Rim  at  an  estimated  additional  cost  of 
$15,000.  This  project  is  printed  in  House  Document  No.  782,  Fifty- 
ninth  Congress,  first  session. 

Up  to  June  30,  1909,  the  total  expenditure  imder  this  project  was 
$38,894.41,  of  which  $16,292.12  was  for  work  of  maintenance. 

As  a  general  result,  there  is  a  fairly  well-cleared  channel  6  feet  deep 
for  the  first  32  miles  of  the  stream,  a  practicable  channel  4  feet  deep 
at  ordinary  low  stages  of  the  river  to  Silver  Springs  Rim,  53  miles 
from  the  St.  Johns  Kiver,  and  a  channel  3  feet  deep  at  ordinary  stage 
of  water  to  Leesburg,  94  miles  from  the  mouth.  Leesburg  is  the  head 
of  steamboat  navigation. 

Silver  Springs  Kim,  5^  miles  long  from  the  Oklawaha  to  its  head 
at  Silver  Springs,  affords  the  best  channel  of  the  entire  route. 

As  a  result  of  the  expenditure  for  maintenance,  several  shoal  places 
have  been  dredged  and  many  snags  and  overhanging  trees  removed. 

The  original  project  is  beheved  to  be  about  55  per  cent  completed, 
but  owing  to  the  fact  that  logs  and  snags  are  carried  by  freshets  into 
the  stream  or  moved  from  the  sides  into  the  channel,  more  work  will 
have  to  be  done  that  can  be  estimated  from  examination  or  survey. 

During  freshets  the  water  sometimes  rises  to  a  height  of  4  feet 
above  its  normal  stage. 

The  improvement  nas  had  no  appreciable  effect  upon  freight  rates. 

The  commerce  concerned  is  small.  The  boats  using  the  river  are 
chiefly  excursion  steamers,  which  run  during  the  winter  months.  One 
steamer,  however,  runs  regularly  during  the  entire  year  and  affords 
the  only  means  of  communication  for  the  adjacent  country. 

o  Refundment  of  overpayment  made  in  fiscal  year  ending  June  30,  1908. 
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A  considerable  revival  in  interest  in  th»s  stream  is  noticeable  amon^ 
the  business  men  at  Leesburg,  which  is  situated  at  the  head  of  navi- 
gation, and  at  Ocala,  which  is  situated  6  miles  from  the  head  of  Silver 
Springs  Run,  and  it  is  quite  probable  that  the  completion  of  the 
project  would  have  a  very  decided  effect  on  railroad  rates.  The  river 
IS  navigable  in  fact  to  Lake  Apopka,  130  miles. 

Tonnage  by  years:  1898,  4,481;  1899,  4,291;  1900,  4,847;  1901, 
4,530;  1906,  9,298;  1907,  9,129;  1908,  80,279. 

On  March  17^  1909,  the  siun  of  $4,000  was  allotted  from  the  appro- 
priation of  $8,185,750  provided  by  the  river  and  harbor  act  of  March 
3,  1909,  to  be  applied  to  the  maintenance  of  this  improvement.  No 
work  had  been  aone  imder  this  allotment  at  the  end  of  the  fiscal  year. 
The  amoimt  expended  was  for  examination  of  the  channel  and  for 
engineering  contingencies. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure in  the  fiscal  vear  ending  June  30,  1911,  to  making  certain 
cut-offs,  dred^ng  shoals,  and  removing  snags  and  overhanging  trees 
in  the  lower  river,  and  in  deepening  shoal  places  in  the  upper  river. 
The  additional  work  proposea  is  tor  the  purpose  of  extension  of 
benefits  and  for  maintenance. 

For  further  information  see  Report  of  Chief  of  Engineers  for  1896, 
pages  1314-1316;  for  1905,  page  1298. 

July  1, 1908,  balance  unexpended 1189.  64 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 4,000.00 

4, 189.  64 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 84. 05 

July  1, 1909,  balance  unexpended 4, 105.  59 


Amount  (estimated)  required  for  completion  of  existing  project 18, 208. 07 

Amo\mt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 20, 710. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  5.) 

6.  Indian  River,  Florida,  between  Goat  Creek  and  Jupiter  Inlet. — 
Indian  River  is  a  narrow  sound  between  the  coaat  and  an  outlying 
fringe  of  islands.  Before  improvement  the  ruling  depth  was  2.5  feet. 
The  tide  is  neglirible. 

The  project  adopted  in  1891  provides  for  a  continuous  channel  be- 
tween Goat  Creek  and  Jupiter  Inlet  5  feet  deep  at  mean  low  water 
and  at  least  75  feet  wide  in  the  straight  reaches,  with  as  much  greater 
width  as  may  be  required  in  the  turns.     The  estimated  cost  is  $44,000. 

The  total  expenditure  up  to  June  30, 1909,  was  $57,878.09,  of  which 
$21,191.23  was  for  maintenance.  As  a  result  a  channel  was  obtained 
5  feet  deep  and  nowhere  less  than  50  feet  wide  between  Goat  Creek 
and  Pecks  Lake. 

The  project  is  about  80  per  cent  completed. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  in  fiscal  year  ending  June  30,  1911,  to  deepening  and 
widening  existing  channels,  completing  the  project,  and  to  work  of 
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maintenance.  The  additional  work  proposed  is  to  make  the  improve- 
ment available. 

During  the  year  an  examination  disclosed  that,  due  to  the  fact  that 
the  spoU  banks  from  dredging  were  submerged  and  the  channel 
unmarked,  boats  were  continually  grounding  on  the  spoil  banks  and 
breaking  them  down  and  shoaling  the  channel.  To  prevent  this,  and 
as  an  aid  in  maintenance  dredging,  substantial  channel  marks  were 
established.  Maintenance  dredging  is  required  at  several  places  where 
not  over  4  feet  of  water  exists,  which  is  the  maximum  depth  which 
can  be  carried  June  30,  1909. 

The  improvement  has  had  no  effect  on  railroad  freight  rates,  as  the 
stream  has  no  connection  with  a  deep-water  port.  The  river  is  much 
used  by  those  engaged  in  vegetable  and  fruit  culture  as  a  line  of  com- 
munication between  packing  houses  and  the  nearest  railroad  station, 
thus  causing  a  verv  considerable  saving  to  the  producer.  The  river 
is  an  important  link  in  the  inside  passage  along  tne  east  coast  of  Flor- 
ida and  is  much  used  by  launches  and  an  auxiliary  schooner  trading 
between  Lake  Worth  and  Jacksonville.  The  length  of  navigable 
channel  under  improvement  by  the  Government  is  77  miles.  The 
stream,  or,  more  properly,  the  sound,  is  navigable  in  fact,  partly 
throu^n  private  canals,  from  St.  Augustine  to  Key  West,  a  distance  of 
490  miles. 

It  has  been  impracticable  to  secure  trustworthy  statistics  of  this 
commerce,  but  it  is  very  considerable. 

For  history,  description,  and  project  see  Report  of  Chief  of  Engi- 
neers for  1896,  pages  1318-1320;  for  1905,  page  1299;  for  1906,  page 
1220. 

Jupiter  Inlet, — ^This  inlet  having  closed  again,  an  allotment  of 
$2,000  was  made  June  8, 1909,  from  the  appropriation  of  $300,000  pro- 
vided by  the  emergency  river  and  harbor  act  of  March  3,  1905,  to 
restore  the  opening.  Work  under  this  allotment  will  begin  shortly 
after  the  close  of  the  fiscal  year. 

The  total  expenditure  to  Jime  30,  1909,  was  $1,500. 

Julvl,  1908,  balance  unexpended $3,642.26 

July  27, 1908,  and  June  8,  1909,  allotments  ($2,000  each)  from  emergency 

appropriation,  act  of  March  3,  1D05 4, 000. 00 

Amount  allotted  from  appropriation  hv  river  and  harbor  act  approved 

March  3,  1909 * 4,000.00 

Receipts  from  sales 5. 00 

11, 647. 26 
June  30,  1909,  amount  expended  during  fiscal  year,  for  mainte- 
nance of  improvement ". $5, 505. 73 

Refunded  to  credit  of  emergency  appropriation 2, 000. 00 

7,505.73 


July  1, 1909,  balance  unexpended 4,141.53 

July  1, 1909,  outstanding  liabilities 550. 00 

July  1, 1909,  balance  available 3, 591. 53 


Amo\mt  (estimated)  required  for  completion  of  existing  project 9, 000. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 13, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  6.) 
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7.  Biscayne  Bay.  Florida, — ^Before  improvement,  Biscayne  Bay 
was  navigable  for  boats  drawing  less  than  3  feet  of  water.  There 
was  a  channel,  excavated  at  private  expense,  12.5  miles  long  with  a 
least  depth  of  10.5  feet,  from  Miami  to  the  Atlantic  Ocean  near  Cape 
Florida.    The  tidal  range  in  the  bay  is  about  1  foot. 

The  river  and  harbor  act  of  June  13,  1902,  adopted  in  part  a  plan 
proposed  by  a  Board  of  Engineer  officers  appointed  in  accordance 
with  a  provision  in  the  river  and  harbor  act  of  March  3,  1899.  This 
plan  contemplated  a  channel  18  feet  deep  from  the  wharves  at  Miami 
to  the  sea  by  way  of  a  Une  entering  the  sea  at  a  point  about  4,000 
feet  north  of  Norris  Cut,  and  a  renige  basin  of  same  depth,  1,200 
feet  long  and  400  feet  wide,  in  some  suitable  place,  this  channel  to  be 
protected  by  one  or  two  jetties,  as^might  be  found  necessary.  The 
estimated  cost  of  the  entire  improvement  was  $1,493,743.  (See  H. 
Doc.  No.  662,  56th  Cong.,  1st  sess.)  The  act  of  1902  appropriated 
and  authorized  an  expenditure  of  $300,000  for  part  of  this  work,  and 
provided  that  the  Florida  East  Coast  Railway  Company  should  con- 
struct, at  its  own  expense,  a  basin  1,600  feet  long  and  500  feet  wide 
adjacent  to  the  wharves  at  Miami  and  the  channel  from  said  basin 
to  the  east  side  of  the  proposed  refuge  basin  on  the  east  side  of  the 
bay;  that  the  amounts  appropriated  and  authorized  by  Congress 
should  be  expended  in  constructing  and  protecting  the  portion  of  the 
channel  extending  to  the  sea  from  the  terminus  of  the  channel  to  be 
constructed  by  the  railway  companv,  of  such  approximately  uniform 
depth  and  of  such  widths  as  would  best  serve  the  interests  of  naviga- 
tion and  as  could  be  constructed  with  the  funds  appropriated  and 
authorized.  The  act  further  provided  that  before  any  part  of  the 
appropriation  should  be  expended  the  said  railway  company  should 
enter  mto  a  contract  with  the  United  States  for  tne  performance  of 
its  part  of  the  work. 

The  act  of  March  2,  1907,  modified  the  project  by  prescribing  a 
width  of  100  feet  for  the  dredged  channel,  and  by  providing  for  a 
jettv  on  the  southern  side  of  the  entrance.  The  total  estimated  cost 
of  the  work  authorized  by  Congress  is  $546,000,  all  of  which  has  been 
appropriated. 

The  total  expenditure  up  to  June  30,  1909,  was  $363,720.58,  of 
which  $9,759.17  was  for  emergency  work  of  maintenance  by  the  con- 
struction of  shore  revetment. 

As  a  result  there  is  an  available  channel  10  feet  deep  across  the 
bay,  the  two  jetties  are  completed,  and  the  progress  on  tne  necessary 
rock  excavation  in  the  channel  between  the  jetties  promises  a  com- 
pletion of  the  present  project  during  the  next  fiscal  year. 

During  the  year  the  steamers  operating  between  Jacksonville  and 
Habana  made  Miami  a  port  of  call. 

The  project  is  about  60  per  cent  completed.  The  channel  is  not 
open  to  navigation. 

A  description  of  the  bay,  with  report  and  recommendations  of  a 
Board  of  officers,  may  be  round  in  Report  of  the  Chief  of  Engineers 
for  1900,  pages  1986  to  2013.  (See  also  Report  for  1905,  pp. 
1300-1302.) 

Tonnage  by  years:  1899,  18,089;  1902,  8,390;  1903,  13,319;  1904, 
16,788;  1905,  40,700;  1906,  56,405;  1907,  106,010;  1908,  151,280. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  in  fiscal  year  ending  June  30,  1911,  to  maintenance. 
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July  1, 1908,  balance  unexpended $265,580.62 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 27, 000. 00 

292,  580.  62 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      100,54L55 


July  1,  1909,  balance  unexpended 192,039.07 

July  1,  1909,  outstanding  liabilities 12,780.26 

July  1,  1909,  balance  available 179,258.81 


July  1, 1909,  amount  covered  by  uncompleted  contracts 80, 198. 07 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 10,000.00 

Siibmitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  7.) 

8,  Harbor  at  Key  West,  Fla.,  and  entrance  thereto, — The  entrance 
referred  to  is  the  northwest  channel.  While  Key  West  Harbor 
accommodates  vessels  drawing  about  27  feet,  the  ruling  depth  over 
the  northwest  bar,  before  improvement,  was  10.5  feet  at  mean  low 
water.     The  mean  tidal  range  is  2.6  feet. 

The  project  adopted  in  1889  contemplated  a  channel  17  feet  deep 
at  mean  low  water.  This  was  to  be  secured  by  building  two  stone 
jetties,  one  to  the  northeast  and  one  to  the  west  of  the  channel,  con- 
verging toward  the  bar,  and  by  dredging,  if  necessary.  The  esti- 
mated cost  of  the  east  jetty  was  $500,000. 

The  act  of  March  2,  1907,  modified  the  project  by;  authorizing  con- 
tinuance of  work  on  the  existing  jetties  or  the  building  of  training 
walls,  in  the  discretion  of  the  Secretary  of  War. 

The  total  expenditure  up  to  June  30,  1909,  was  $667,273.40,  of 
which  $2,274.44  was  for  removing  reefs  from  the  main  ship  channel 
and  $10,000  for  maintenance.  As  a  result,  the  east  jetty  has  been 
built  up  to  a  height  of  3  feet  above  mean  low  tide  for  a  distance  of 
5,642  feet,  the  remaining  5,712  feet  being  at  a  level  of  about  5  feet 
below  mean  low  tide.  The  west  jetty  is  about  20  per  cent  com- 
pleted and  in  its  present  incomplete  state  is  of  very  little  value. 

A  channel  of  17  feet  now  exists  over  the  outer  bar  and  has  been 
well  protected  and  maintained  for  two  years.  The  channel  across 
the  flats  to  the  southward  is  in  its  original  state  and  the  ruling  depth 
over  this  flat,  rather  than  the  depth  over  the  outer  bar,  limits  the 
usefulness  of  the  channel. 

It  is  proposed  to  apply  the  available  balance  to  dredging  to  secure 
17  feet  of  water  throughout  the  channel. 

An  act  of  Congress  approved  May  28,  1908,  authorized  the  ex- 
penditure of  $5,000  for  the  purpose  of  removing  certain  reefs  from 
the  main  ship  channel  from  the  appropriation  for  improving  this 
harbor.  Of  tnis  amount  $2,274.44  nas  been  expended,  four  heads 
having  been  removed  to  a  depth  of  30  feet  by  blasting.  Further 
work  under  this  allotment  has  been  postponed  until  the  completion 
of  the  sweeping  operations  which  the  Coast  and  Geodetic  Survey  has 
now  underway  for  the  purpose  of  locating  unknown  heads. 


9001— ENQ  1909 24 


Digitized  by  VjOOQ IC 


370  BEPOBT  OP  THE  CHIEF  OP  ENGINBEBS,  U.   S.  AKMY. 

It  is  believed  that  with  funds  in  hand  the  channel  can  be  main- 
tained to  the  present  authorized  depth. 

The  existence  of  the  northwest  channel  has  an  important  effect 
upon  freight  rates  between  Key  West  and  Tampa. 

The  commerce  is  chiefly  in  cattle,  fertilizers,  tobacco,  sponges, 
and  general  merchandise. 

Tonnage  by  years:  1898,  72,968;  1899, 130,713;  1900,  30,594;  1901, 
18,863;  1902,  14,146;  1903,  134,043;  1904,  174,305;  1905,  132,744; 
1907,  189,258;  1908,  218,692. 

For  further  information  see  listed  references  on  page  335,  Report 
of  Chief  of  Engineers  for  1907. 

July  1,  1908,  balance  unexpended $192, 583. 83 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      147,303.76 

July  1,  1909,  balance  unexpended 45, 280. 07 

July  1,  1909,  outstanding  liabilities 577. 84 

July  1,  1909,  balance  available 44,702.23 

(See  Appendix  P  8.) 

9.  Kissimmee  River,  Florida, — ^Before  improvement  the  Kissimmee 
River  was  tortuous,  shallow,  and  obstructed  by  snags  and  overhang- 
ing trees.  At  ordinary  stages  the  least  depth  was  about  2  feet,  and 
in  dry  seasons  navigation  was  altogether  suspended.  Canals  had 
been  made  through  some  of  the  worst  bends  by  private  enterprise. 

The  project  adopted  June  13,  1902,  provided  for  a  channel  30  to 
60  feet  wide  and  3  feet  deep  at  ordinary  low-water  stages  in  the  Kis- 
simmee River  (including  the  connecting  canals  and  l^es)  from  the 
town  of  Elissimmee  to  Port  Bassinger,  and  for  a  channel  25  feet  wide 
and  3  feet  deep  in  Istokpoga  Creek.  The  estimated  cost  of  the  im- 
provement was  $24,220.90. 

The  total  expenditure  uj)  to  June  30.  1909,  was  $27,138.72,  of 
which  $6,362.64  was  for  maintenance.     The  project  is  completed. 

The  result  has  been  a  deepeningof  the  channel  to  a  depth  of  3  feet 
from  the  town  of  Kissimmee  to  Tort  Bassinger,  at  ordmary  stages 
of  the  river,  and  the  clearing  of  Istokpoga  Creek. 

The  town  of  Kissimmee  is  at  the  head  of  navigation.  The  stream 
is  navigable  in  fact  to  the  Gulf  of  Mexico,  via  Lake  Okechobee  and 
Caloosahatchee  River,  a  distance  of  309  miles.  During  periods  of 
extreme  drought  the  river  is  navigable  for  launches  only,  but  during 
eight  months  of  the  year  steamboat  navigation  is  possible. 

The  commerce  of  Kissimmee  River  is  m  lumber,  cattie,  fish,  naval 
stores,  fruits,  vegetables,  and  general  merchandise. 

Tonnage  by  years:  1901,  3,670;  1902,  9,655;  1903,  10,652;  1904, 
2,863;  1905,  9,911;  1906,  10,111,  1908  (estimated),  10,000. 

The  improvement  of  the  stream  has  lowered  freight  rates  on  the^ 
supplies  handled  75  per  cent.  There  is  no  rail  communication  to  the 
country  adjacent  to  this  stream,  the  only  other  line  of  supply  being^ 
by  wagon  line  over  poor  roads. 

Failure  to  maintam  the  stream  in  its  present  improved  state  would 
be  no  less  than  a  calamity  to  those  living  in  the  lower  Kissimmee 
valley. 

During  the  year  $2,703.10  has  been  expended  in  clearing  away 
overhanging  limbs,  in  closing  subsidiary  channels,  and  in  dredging. 

On  June  30,  1909^  there  is  an  available  channel  having  a  depth  of 
24  inches,  barely  sufficient  for  the  steamboats  operating  on  the  streanu. 
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For  reference  to  examination  and  survey,  see  page  289,  Report  of 
the  Chief  of  Engineers  for  1904. 

The  appropriation  recommended  is  for  maintenance  of  the  improve- 
ment. The  work  proposed  is  to  make  the  improvement  availaole  for 
the  ensuing  year. 

July  1,  1908,  balance  unexpended $2, 785. 38 

May  21,  1909,  allotted  from  emergency  appropriation,  act  of  March  3, 1905.        600. 00 
Receipts  from  sales 26. 00 

3,41L38 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     2,703.10 

July  1,  1909,  balance  unexpended 708.  28 

July  1,  1909,  outstanding  liabilities 300.  00 

July  1,  1909,  balance  available 408.  28 

Amount  ^lat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10, 000. 00 

Siibmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  ol  1899. 

(See  Appendix  P  9.) 

10.  Orange  River,  Charlotte  HarboT,  and  CaloosdhatcTiee  River, 
Florida. — These  works  were  consolidated  by  the  act  of  June  13,  1902. 

(a)  Orar^ge  Ri/ver. — Before  improvement  the  least  depth  was  2.5 
feet  at  mean  low  water,  and  the  channel  was  obstructed  by  snags  and 
overhanging  trees. 

The  project,  adopted  June  13,  1902,  provides  for  a  channel  50  feet 
wide  and  4  feet  deep  at  mean  low  water  from  the  mouth  of  the  river 
to  the  head  of  navigation.     The  estimated  cost  was  $2,500. 

The  total  expenditure  to  June  30,  1909,  was  $4,000,  of  which  $2,000 
was  for  work  of  maintenance.  No  work  was  done  during  the  past 
year. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure in  fiscal  year  ending  June  30,  1911,  to  maintenance. 

There  is  now  a  navigable  cnannel  50  feet  wide  and  4  feet  deep  at 
mean  low  water  from  the  mouth  of  the  river  to  the  head  of  naviga- 
tion, excepting  in  the  upper  portion  of  the  river  the  full  channel 
width  could  not  be  obtained  on  account  of  the  river  width  being  less 
than  50  feet. 

The  mean  rise  and  fall  of  the  tide  is  1  foot.  The  annual  variation 
of  water  level  on  account  of  freshets  is  about  2  feet.  The  maximum 
draft  that  can  be  carried  at  mean  low  water  is  4  feet. 

The  head  of  navigation  is  the  iron  bridge  at  Buckingham,  about  5i 
miles  from  the  mouth  of  the  river. 

The  commerce  of  Orange  River  is  in  fruits,  vegetables,  fertilizers, 
liunber,  and  general  merchandise.  The  value  of  the  commerce  for 
the  year  1907  was  $277,669.34. 

Tonnage  by  years:  1896,  1,250;  1902,  7,155;  1903,  8,555;  1904, 
3,099;   1905,2,074;   1906,6,258;   1907,4,002;   1908. 3,936^. 

The  freight  rates  are  practically  the  same  as  before  the  improve- 
ment was  made. 

For  references  to  examinations  and  survey,  see  page  291,  Report  of 
Chief  of  Engineers  for  1904,  and  page  369  of  Report  of  Chief  or  Engi- 
neers for  1908. 
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Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 

3,1909 1600.00 

July  1,  1909,  balance  unexpended 600.00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1911, 
for  maintenance  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(b)  Charlotte  Harbor  and  CaloosahatcTiee  River  from  Puntarasa  to 
Punta  Gorda. — ^This  project  was  completed  in  1903.  The  amount 
expended  is  $106,000.     No  work  was  done  during  the  past  year. 

(c)  Cdoosahatchee  River  between  Puntarasa  and  Fort  Thomp- 
son,— Before  improvement  there  was  a  navigable  channel  with  a  least 
depth  of  5  feet  at  mean  low  water  from  Puntarasa  to  Fort  ^fyers,  and 
thence  with  a  least  depth  of  3.5  feet  to  Fort  Thompson.  Ine  upper 
river  was  obstructed  by  snags  and  overhanging  trees. 

The  project,  adopted  in  1882  and  modified  m  1886  and  1888,  pro- 
vided for  a  channel  100  feet  wide  and  7  feet  deep  at  mean  low  water 
from  the  mouth  to  Fort  Myers,  for  a  channel  4  feet  deep  at  mean  low 
water  across  the  shoal  at  Beautiful  Island,  and  for  snagging  and 
cutting  trees  on  the  upper  river. 

The  project  was  completed  in  1901,  at  a  total  cost  of  $33,600;  the 
results  contemplated  were  obtained. 

Since  that  time  $7,554.44  has  been  expended  in  work  of  main- 
tenance. As  a  result  there  is  a  channel  4  leet  deep  from  Fort  Myers 
to  Fort  Thompson  at  ordinary  stages  of  water.  No  work  was  done 
during  the  past  year,  the  amount  expended  being  for  contingencies. 

On  May  12,  1908,  the  Secretary  of  War  allotted  the  sum  of  $3,000 
from  the  emergency  appropriation  ($300,000)  of  the  river  and  nar- 
bor  act  of  March  2,  1907,  lor  maintenance  operations,  consisting  of 
dredging  shoals,  removing  snags,  and  trimming  overhanging  trees. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure in  fiscal  year  ending  June  30,  1911,  to  maintenance. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909,  was 
7  feet  from  the  river  entrance  to  Fort  Myers  and  thence  4  feet  to 
Fort  Thompson,  59^  miles  above  the  mouth.  The  mean  rise  and 
fall  of  tide  at  the  river  entrance  is  1.6  feet.  During  freshets  the 
water  level  in  the  upper  reaches  of  the  river  rises  considerably. 

The  Kissimmee  River,  Lake  Okechobee,  Caloosahatchee  River,  and 
San  Carlos  Bay  form  a  continuous  waterway,  navigable  in  fact  from 
the  head  of  navigation  on  the  Kissimmee  River  to  tne  Gulf  of  Mexico, 
a  total  distance  of  309  miles.  From  its  mouth,  in  San  Carlos  Bay, 
to  its  source,  in  Lake  Okechobee,  the  Caloosahatchee  River  is  84 
miles  long. 

The  commerce  of  Caloosahatchee  River  is  in  fruits,  vegetables, 
fertilizers,  and  general  merchandise.  The  value  of  the  commerce  for 
the  year  1908  was  $375,000. 

Tonnage  by  years:  1899,33,101;  1900,22,737;  1902,27,895;  1903, 
27,576;  1904,  12,255;  1905,  9,577;  1906,  22,265;  1907,  4,467;  1908, 
8,064. 

No  change  in  the  nature  of  the  commerce  has  resulted  from  the 
improvement.  The  freight  rates  are  practically  the  same  as  before 
the  improvement  was  made. 

a  See  consolidated  money  statement  on  page  373. 
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References  to  reports  on  examinations  ordered  by  the  river  and 
harbor  acts  of  March  3.  1905,  and  March  2,  1907,  will  be  found  on 
page  332  of  the  Annual  Report  of  the  Chief  of  Engineers  for  1906, 
and  on  page  369  of  report  for  1908. 

Julyl,  1908,  balance  unexpended 13,031.24 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 400.00 

3,431.24 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |31.  24 

For  maintenance  of  improvement 64. 44 

85.68 


Julyl,  1909,  balance  unexpended 3,345.56 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (o) 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  f  e  river  and  harbor  act  of  1899. 

CONSOl    /»\TED. 

July  1, 1908,  balance  unexpended $3, 031.  24 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 1,000.00 


4, 031.  24 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $31.  24 

For  maintenance  of  improvement 54.  44 

85.68 


July  1, 1909,  balance  imexpended 3,945.56 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  10.) 

11.  Sarasota  Bay,  Florida. — Before  improvement  there  was  a  nav- 
igable channel  in  Sarasota  Bav  with  least  depth  of  5  feet  at  mean 
low  water,  except  at  two  shoals,  where  the  depths  were  4.3  and  3.5 
feet,  respectively.  Little  Sarasota  Bay  had  a  channel  with  a  least 
depth  of  1.2  feet  at  mean  low  water,  except  at  one  shoal  which  was 
bare  at  low  water. 

The  project,  adopted  in  1889,  provides  for  a  channel  100  feet  wide 
and  5  leet  deep  at  mean  low  water  from  Tampa  Bay  to  Sarasota  at 
an  estimated  cost  of  $17,500. 

The  sum  of  $10,000  had  been  expended  under  this  project  when  it 
was  modified  (in  1896)  to  include  a  channel  75  feet  wide  and  3  feet 
deep  in  Little  Sarasota  Bay  from  Sarasota  to  Caseys  Pass.  The  esti- 
mated cost  of  completion  of  the  entire  project  was  $45,000,  making  a 
total  estimate  of  $55,000,  subsequently  increased  to  $70,000. 

The  river  and  harbor  act  of  March  2,  1907,  provided  for  continuing 
improvement  from  Tampa  Bay  to  Venice.  Venice  is  about  2  miles 
southeasterly  from  Caseys  Pass. 

a  See  consolidated  money  statement  on  this  page. 
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The  total  expenditure  to  June  30,  1909,  was  $58,035.25,  of  which 
$13,077.18  was  for  work  of  maintenance. 

The  project,  as  modified  by  the  river  and  harbor  act  of  March  2, 
1907,  is  about  61  per  cent  completed. 

As  a  result  there  is  a  channel  50  feet  wide  and  5  feet  deep  at  mean 
low  water  from  Tampa  Bay  to  Sarasota.  From  Sarasota  to  Caseys 
Pass  the  channel  is  3  feet  deep  at  mean  low  water,  and  varying  in 
width  from  50  to  75  feet. 

The  maximum  draft  that  could  be  carried  on  June  30,  1909^  was  5 
feet  to  Sarasota,  and  thence  to  Caseys  Pass,  2  feet.  Mean  nse  and 
fall  of  tide  is  1.5  feet. 

The  length  of  the  5-foot  channel  from  Tampa  Bay  to  Sarasota  is  20 
miles,  and  the  3-foot  channel  from  Sarasota  to  Venice  is  18  miles. 

Venice  is  the  extreme  southerly  point  of  the  channel  and  may  be 
given  as  the  head  of  navigation  in  tact. 

During  the  winter  season,  when  by  far  the  largest  shipments  are 
made,  the  prevaihng  winds  decrease  the  mean  level  of  the  water  in 
the  bay  by  over  a  foot.  This  fact  would  indicate  the  desirabiUty  of 
a  revision  of  the  project  with  a  view  to  securing  a  greater  depth  with, 
if  necessary,  a  reduction  in  width.  The  river  and  harbor  Act  of 
March  3,  1909,  provided  for  a  survey  of  this  waterway  with  a  view  to 
securing  a  revision. 

The  amount  estimated  as  a  profitable  expenditure  during  the  fiscal 
year  ending  June  30,  1911,  includes  $10,000  for  maintenance,  which 
IS  necessary  to  keep  this  improvement  available,  and  $25,000  which  is 
necessary  to  complete  the  project  by  widening,  thus  extending  pres- 
ent benefits. 

The  conmierce  of  Sarasota  Bay  is  in  naval  stores,  fruits,  vegetables, 
fertihzers,  fish,  lumber,  and  general  merchandise.  The  value  of  com- 
merce for  the  calendar  year  1908  was  $1,300,000. 

Tonnage  by  years:  1899,  9,424;  1902,  4,313;  1903,  4,755;  1904, 
25,479;  1905,8,556:  1906,12,010;  1907,13,350;  1908,54,700.5. 

The  freight  rates  have  been  lowered  25  to  50  per  cent,  depending  on 
freight  classification,  since  the  improvement  was  undertaken. 

For  reference  to  examination  and  survey,  see  page  293,  Report  of 
Chief  of  Engineers  for  1904. 

July  1,  1908,  balance  unexpended $7.50 

November  2, 1908,  allotted  from  emergency  approiHoation,  act  March  2, 1907 .  S,  000. 00 
Amoimt  allotted  from  appropriation  by  nver  and  harbor  act  approved 

March  3,  1909 6,000.00 

8,007.60 
June  30, 1909,  amount  expended  during  fiscal  year,  lor  maintenance  of  im- 
provement     3,000.00 

July  1,  1909,  balance  unexpended 6, 007. 60 

Amount  (estimated)  required  ior  completion  of  existing  project 25, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 35, 000. 00 

Submitted  in  compliance  with  requirements  of  sundiy  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  11.) 
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li.  Manatee  River,  Florida. — Before  improvement  there  was  a 
least  depth  of  9  feet  at  mean  low  water  over  the  bar  at  the  river 
mouth;  thence  to  Palmetto  the  least  depth  was  about  6  feet;  thence 
to  Bradentown  about  3  feet;  thence  to  EUenton  7  feet;  thence  to 
Rocky  Bluff  6  feet;  thence  to  Rye  IJ  feet. 

The  project  for  the  improvement  of  this  river  was  adopted  in  1882 
and  contemplated  a  channel  100  feet  wide  and  13  feet  deep  from 
Tampa  Bay  to  Shaw  and  McNeills  Points.  This  project  has  been 
modified  as  follows:  In  1886  to  provide  for  a  channel  100  feet  wide 
and  8  feet  deep  to  Manatee,  and  in  1897  to  provide  for  a  cut-oflf  to 
Terraceia  Bay.  The  river  and  harbor  act  or  1907  provided  for  the 
completion  of  the  project  modified  by  providing  for  a  channel  100 
feet  wide  and  9  feet  deep  from  Shaw  and  McNeflls  Points  to  Rocky 
Bluff  and  thence  4  feet  deep  and  75  feet  wide  to  Rye. 

The  total  estimated  cost  of  the  entire  work  was  $130,520. 

The  river  and  harbor  act  of  March  3,  1909,  appropriated  $10,000 
for  maintenance  of  the  improvement. 

To  June  30,  1909,  there  has  been  expended  $123,826.43,  of  which 
$19,540.80  was  for  maintenance.  With  this  expenditure  a  channel  12 
feet  deep  and  60  feet  wide  was  dredged  across  the  bar  at  the  mouth 
in  1883-84.     This  channel  has  since  been  practically  obliterated. 

A  channel  9  feet  deep  and  100  feet  wide  has  been  secured  to  Rocky 
Bluff  and  thence  75  feet  wide  and  4  feet  deep  to  Rye,  and  a  cut-off 
channel  100  feet  wide  and  6  feet  deep  has  been  secured  to  Terraceia 
Bay. 

Operations  during  the  fiscal  year  consisted  in  maintenance  work 
in  Terraceia  Cut-off,  in  the  channel  from  McNeills  Point  to  Braden- 
town, and  in  the  section  from  Rocky  Bluff  to  Rye,  and  in  improve- 
ment work  between  Bradentown,  Rocky  Bluff,  and  Rye. 

The  project  is  70  per  cent  completed. 

It  is  proposed  to  expend  the  available  balance  for  completion  of 
the  project  between  Tampa  Bay  and  Shaw  and  McNeills  Points  and 
in  maintenance. 

No  proper  estimate  for  maintenance  can  be  made  until  a  careful 
survey  and  investigation  has  been  made  to  determine  the  possibility 
of  maintaining  a  13-foot  channel  over  the  bar  at  the  mouth  of  the 
river.  This  examination  will  be  undertaken  in  the  survey  ordered 
by  the  river  and  harbor  act  of  1909. 

A  maximum  draft  of  9  feet  can  be  carried  to  Rocky  Bluff,  6  feet 
through  Terraceia  Cut-off^  and  4  feet  to  within  3  miles  of  Rje. 

Mean  rise  and  fall  of  tides  at  Manatee  River  entrance  is  1.6  feet. 
The  annual  variation  of  water  surface  in  the  upper  river  on  account 
of  freshets  is  about  3  feet. 

The  head  of  navigation  is  Rye,  and  length  of  the  navigable  channel 
is  20  miles.  The  stream  is  navigable,  in  fact,  a  further  distance  of 
about  2  miles. 

The  commerce  of  the  river  is  in  fruits,  vegetables,  fuller's  earth, 
lumber,  naval  stores,  and  general  merchandise. 

Tonnage  by  years:  1898,23,800;  1899,43,542;  1900,55,162;  1902, 
34^95;  1903,44,367;  1904,46,517;  1905,49,644;  1906,88,153. 

Freight  rates  have  not  materially  changed  as  a  result  of  the 
improvement. 
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For  report  of  examination  and  survey  made  in  1902,  see  pages 
1749-1756,  Report  of  Chief  of  Engineers  for  1904. 

It  is  proposed  to  apply  the  available  balance  to  dredging  in  order 
to  complete  the  project,  and  to  maintenance. 

July  1, 1908,  balance  unexpended. : $62, 264. 45 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 10,000.00 

72,  264. 45 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $42, 132. 48 

For  maintenance  of  improvement 3,897.60 

46,030.08 

July  1, 1909,  balance  imexpended 26,234.37 

July  1,  1909,  outstanding  liabilities 2, 997. 80 

July  1,  1909,  balance  available 23, 236. 57 

(See  Appendix  P  12.) 

IS.  Tampa  Bay,  Florida. — Before  improvement  the  least  depth 
between  the  Gulf  of  Mexico  and  Port  Tampa  was  13  feet. 

The  first  project,  adopted  August  11,  1888,  contemplated  a  channel 
200  feet  wide  and  20  feet  deep  at  mean  low  water  from  Tampa  Bay  to 
Old  Tampa  Bay.  The  estimated  cost  was  $63,000.  Prior  to  this 
work  was  carried  on  in  connection  with  improvement  of  Hillsboro 
Bay. 

The  total  expenditure  under  all  these  projects  was  $130,000. 

The  present  project  was  adopted  March  3,  1899.  It  provided  for  a 
channel  27  feet  deep  at  mean  low  water  from  the  Guli  of  Mexico  to 
Port  Tampa,  600  feet  wide  across  the  bar  and  300  feet  wide  in  the  bav, 
a  channel  of  full  width  and  24  feet  deep  to  be  first  secured,  and  sub- 
seouently  deepened.     The  estimated  cost  was  $750,000. 

This  project  was  modified  March  3,  1905,  by  Congress  authorizing 
the  Secretary  of  War  to  expend  the  balance  remainmg  to  the  credit 
of  this  improvement  in  securing  a  channel  26  feet  deep  with  sufficient 
width  ana  by  providing  that  no  expenditure  shoula  be  made  until 
the  owners  of  the  termmals  at  Tampa  Bay  should  by  valid  contract 
agree  that  the  wharfage  charges  at  such  terminal  should  be  submitted 
for  approval  to  the  Secretary  of  War.  A  schedule  of  such  charges 
was  approved  by  the  Secretary  of  War  on  October  26,  1906. 

The  amount  expended  under  this  project,  as  revised^  to  June  30, 
1909,  was  $607,460.81,  including  contingent  expenses  and  completion 
of  the  United  States  dredge  Key  West. 

It  is  proposed  to  expend  the  amount  estimated  as  a  profitable 
expenditure  for  fiscal  year  ending  June  30.  1911,  in  dredging  for 
maintenance  to  keep  the  improvement  available. 

Operations  during  the  year  consisted  in  dredging  under  contract 
and  by  government  plant  in  prosecution  of  the  project,  which  is  80 
per  cent  completed. 

The  maximum  draft  that  can  be  carried  at  mean  low  water  is  24i 
feet.  Mean  rise  and  fall  of  tide  at  Tampa  Bay  entrance  is  1.5  feet 
and  at  Port  Tampa  2  feet. 

The  head  of  navigation  for  24i-foot  draft  is  Port  Tampa,  35  miles 
from  deep  water  in  the  Gulf  of  Mexico.  Tampa  Bay  is  navigable  in 
fact  over  its  entire  area. 
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The  commerce  is  in  phosphate,  lumber,  coal,  crude  petroleum, 
tobacco,  grain,  and  general  merchandise.  The  value  of  the  commerce 
for  the  year  1908  was  $14,821,838.68. 

Tonnage  by  years:  1896,  276,638;  1898,  236,136;  1899,  238,305; 
1900,360,761;  1901,416,503;  1902,462,703;  1903,435,867;  1904, 
591,181;  1905,604,131;  1906,838,378;  1907,885,202;  1908,1,314,104. 

The  freight  rates  have  been  lowered  20  per  cent  on  phosphate  ship- 
ments since  the  improvement  was  underteien. 

For  report  of  examination  and  survey  of  Tampa  Bay,  see  Report  of 
Chief  of  Engineers  for  1897,  page  1596  et  seq. 

July  1, 1908,  balance  unexpended $93,659.21 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 20,000,00 


113, 659.  21 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      91,095.56 


July  1,  1909,  balance  unexpended 22,563.65 

July  1,  1909,  outstanding  liabilities 1, 700. 00 

July  1,  1909,  balance  available 20, 863. 65 

Amount  that  can  be  profitabl>r  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance 
unexpended  July  1,  1909 18, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  13.) 

14'  HiUshoTo  Bay  J  Florida. — Before  improvement  the  channel  from 
deep  water  in  HiUsboro  Bay  to  the  city  of  Tampa  was  narrow  and 
tortuous,  with  least  depth  of  about  4  feet  at  mean  low  water. 

The  first  project,  adopted  in  1880,  provided  for  a  channel  9  feet 
deep  at  mean  low  water,  150  feet  wide  in  the  bav  and  200  feet  wide 
in  Hillsboro  River.  In  1888  the  proposed  deptn  was  reduced  to  8 
feet.  This  project  was  practically  completed  in  1893,  at  a  cost  of 
$80,000. 

A  second  project,  adopted  March  3,  1899,  contemplated  a  channel 
12  feet  deep  at  mean  low  water,  150  feet  wide  in  the  Day  and  200  feet 
wide  in  the  river,  from  the  12-foot  contour  in  th«  bay  to  a  point  100 
feet  south  of  the  Lafayette  Street  Bridge  in  Hillsboro  River.  The 
estimated  cost  was  $300,000.  The  total  expenditure  under  this 
project  was  $275,000.  The  project  was  completed,  except  that  the 
width  in  a  small  part  of  the  bav  channel  was  only  110  feet. 

A  new  project  adopted  March  3,  1905,  provided  for  a  channel  20 
feet  deep  at  mean  low  water  and  150  feet  wide  from  the  lower  bay  to 
the  mouth  of  Hillsboro  River,  with  a  turning  basin  at  inner  end  450 
feet  wide  and  1,050  feet  long,  at  an  estimated  cost  of  $448,350.  The 
work  was  completed  on  February  29,  1908.  The  full  depth  was 
obtained  in  the  channel  excepting  in  the  northwesterly  end  of  the 
turning  basin,  where  there  is  a  minimum  depth  of  16.8  feet  at  mean 
low  water,  over  a  small  area  where  ledge  rock  is  found. 

During  the  fiscal  year  ended  June  30,  1909,  the  three  turns  in  chan- 
nel were  widened,  the  turning  basin  restored  to  its  original  depth, 
and  a  dolphin  constructed  near  westerly  edge  of  turning  basin. 
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The  total  expenditure  to  June  30,  1909,  under  this  project  was 
$448,642.60,  of  which  $37,628.07  was  for  maintenance.  The  amount 
derived  from  miscellaneous  sources  was  $207.05. 

The  resxilt  of  this  work  has  been  to  make  Tampa  a  terminal  point 
for  two  railroads  and  a  point  of  call  for  freight  ana  passenger  steamers 
plying  between  Gulf  and  Atlantic  ports. 

The  maximum  draft  that  can  be  carried  at  mean  low  water  through 
Hillsboro  Bay  to  the  head  of  the  turning  basin,  360  feet  from  the 
mouth  of  Hillsboro  River,  is  20  feet.  Mean  rise  and  fall  of  the  tide 
in  Hillsboro  Bay  is  2.2  feet. 

The  head  of  navigation  for  20-foot  draft  vessels  is  Hendry  & 
Knights  Garrison  dock  at  Tampa,  which  is  situated  on  a  channel 
connecting  with  the  turning  basin  that  was  dredged  by  private 
capital.  The  head  of  navigation  is  41  miles  from  deep  water  in  the 
Gulf  of  Mexico.  Hillsboro  Bay  is  navigable  in  fact  over  its  entire 
area. 

The  commerce  of  Hillsboro  Bay  is  in  cigars,  coal,  fertilizers,  grain, 
lumber,  phosphate,  and  tobacco.  The  value  of  the  commerce  for 
the  calendar  year  1908  was  $16,145,504. 

Tonnage  by  years:  1898,32,070;  1899,87,740;  1900,96,029;  1901, 
131,208;  1902,169,844;  1903,228,252;  1904,274,399;  1905,307,460; 
1906,  450,056;  1907,  520,629-  1908.  560,281. 

During  the  fiscal  year,  with  an  allotment  of  $1,000  made  from  the 
emergency  appropriation  of  March  2,  1907,  the  usual  channel  depths 
in  the  river  to  Lafayette  Street  Bridge  were  restored. 

The  freight  rates  by  water  were  lowered  about  10  per  cent  during 
the  last  calendar  year,  and  have  been  lowered  about  35  per  cent  since 
the  improvement  was  imdertaken. 

For  references  to  examinations  and  surveys  see  page  295  of  Report 
of  the  Chief  of  Engineers  for  1904,  and  House  Document  No.  1121, 
Sixtieth  Congress,  Second  session. 

It  is  proposed  to  expend  the  available  balance  and  the  additional 
appropriation  recommended  for  maintenance  of  the  project. 

July  1,  1908,  balance  unexpended $37,548.50 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 10,000.00 

December  15, 1908,  allotted  from  emergency  appropriation;  act  of  March 

2,1907 1,000.00 

Receipts  from  sales ' 16. 45 

43, 564. 95 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $36, 628. 07 

For  maintenance  of  improvement 1, 000. 00 

37,^8.07 


July  1, 1909,  balance  unexpended 10, 936. 88 

July  1,  1909,  outetanding  liabilities 100.00 

July  1,  1909,  balance  available 10, 836. 88 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bailee  unex- 
pended July  1,  1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  d  1899. 

(See  Appendix  P  14.) 
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IB.  Orystdlf  Andote,  and  Suwanee  rwers,  Florida, — ^These  works 
were  consolidated  b;^  the  act  of  June'  13;  1902^  and  included  Manatee 
and  Withlacoochee  rivers.  The  river  and  harbor  act  of  March  3, 1 905, 
made  separate  provision  for  Manatee  River,  and  the  act  of  March 
2,  1907,  made  separate  provision  for  Withlacoochee  River. 

(a)  Orystal  Rtver. — ^Before  improvement  the  channel  from  the 
Gulf  of  Mexico  to  the  town  of  Crystal  River  was  tortuous  and  shal- 
low, the  least  depth  being  2.7  feet  at  mean  low  water.  The  entrance 
to  the  river  was  obstructed  by  reefis  and  sand  bars. 

The  project,  adopted  Jime  13,  1902,  contemplates  a  channel  60 
feet  wide  and  6  feet  deep  at  mean  low  water  from  the  Gulf  to  the 
town  of  Crystal  River.     The  estimated  cost  was  $84,647.46. 

The  total  expenditure  to  Jime  30,  1909,  was  $23,482.40,  of  which 
$2  JOO  was  for  completion  of  the  dredge  Florida, 

The  project  was  completed  on  December  6,  1906. 

The  maximum  draft  that  can  be  carried  at  mean  low  water  is  2.7 
feet.    Mean  rise  and  fall  of  the  tide  is  2.3  feet. 

The  town  of  Crystal  River  is  at  the  head  of  navigation,  and  the 
length  of  the  navigable  channel  is  9  miles. 

Maintenance  work  is  needed  in  this  river,  and  it  is  proposed  to 
undertake  this  work  with  government  dredge  at  an  early  date  with 
the  balance  available. 

The  amoimt  estimated  as  a  profitable  expenditure  during  fiscal 
year  ending  June  30,  1911,  will  be  needed  for  maintenance  during 
that  fiscal  year  in  order  to  keep  the  improvement  available. 

The  commerce  of  Crystal  River  is  in  lumber,  pencil  cedar,  oysters, 
fish,  and  general  merchandise.  The  value  of  tne  commerce  for  the 
year  1908  was  $1,250,000. 

Tonnage  by  years:  1902, 1,785;  1903,  725;  1904,  6,875;  1905,  7,474; 
1906,  8,291:  1907,  7,888;  1908,  48,742. 

The  freignt  rat€»  have  been  lowered  10  per  cent  since  the  improve- 
ment was  undertaken. 

For  references  to  examinations  and  surveys,  see  page  296  of  Report 
of  Chief  of  Engineers  for  1904,  and  page  369  of  report  for  1908. 

July  1, 1908,  balance  unexpended |1, 730. 05 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 3,000.00 

4,730.05 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement    5. 73 

July  1, 1909,  balance  unexpended 4,724.32 

Amount  that  can  be  profitably  expended  in  fiscal  year  endio^  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 a2,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  ci\'il  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(5)  Anclote  River,  Florida, — ^Before  improvement  the  channel  be- 
low Tarpon  Springs  was  narrow  and  tortuous  and  obstructed  by- 
shoals.     The  least  mean  low-water  depth  was  2  feet. 

o  See  also  consolidated  money  statement  on  page  381. 
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The  project,  adopted  March  3,  1899,  contemplates  a  channel  100 
feet  wide  and  6  feet  deep  at  mean  low  water  from  Anclote  anchorage 
to  Sponge  Harbor,  and  thence  4  feet  deep  at  mean  low  water  to  the 
county  bridge  at  Tarpon  Springs.     The  estimaged  cost  was  $51,500. 

The  total  expenditure  to  June  30,  1909,  was  $37,150.50.  There  is 
now  a  channel  6  feet  deep  and  100  feet  wide  from  the  mouth  of  the 
river  to  Anclote,  and  4  leet  deep  and  100  feet  wide,  thence  to  the 
county  bridge  at  Tarpon  Springs.  The  projected  width  of  channel 
over  the  outer  shoals  in  Anclote  anchorage  has  not  yet  been  secured 
and  the  amount  estimated  as  a  profitable  expenditure  during  fiscal 
year  ending  June  30,  1911,  it  is  proposed  to  expend  in  securing  a  full 
width  of  channel  at  this  point.  Tnis  is  necessary  in  order  to  make 
the  full  improvement  available. 

The  maximum  draft  that  can  be  carried  at  mean  low  tide  to  Sponge 
Harbor  is  6  feet,  to  the  county  bridge  at  Tarpon  Springs  is  4  feet. 

The  mean  rise  and  fall  of  tide  at  Anclote  River  entrance  is  2  feet. 
The  head  of  navigation  is  the  county  bridge  at  Tarpon  Springs.  The 
length  of  the  navigable  channel  is  5  miles. 

The  commerce  of  Anclote  River  is  in  sponges,  lumber,  naval  stores, 
and  general  merchandise. 

Tonnage,  by  years:  1899,  1,441;  1900,  1,000;  1903,2,138;  1904, 
8,310;  1905,  31,050;  1908,  5,215. 

The  freight  rates  have  been  lowered  about  20  per  cent. 

The  project  was  72  per  cent  completed  at  end  of  the  fiscal  year. 

For  reference  to  examination  and  survey,  see  page  297  of  Keport 
of  Chief  of  Engineers  for  1904. 

It  is  proposed  to  expend  the  available  funds  in  dredging  in  con- 
tinuation oi  the  improvement. 

July  1,  1908,  balance  unexpended $16, 345. 94 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 5,000.00 

21,345.94 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $15, 240.  21 

For  maintenance  of  improvement 1, 256.  23 

16,496.44 


July  1, 1909,  balance  unexpended 4,  849.  50 

July  1, 1909,  outatanding  fiabilities 1, 632.  45 

July  1, 1909,  balance  available 3, 217. 05 

Amount  (estimated)  required  for  completion  of  existing  project 14, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpendea 
Juljrl,  1909  014,500.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 

1897. 

(c)  Suwanee  River,  Florida, — Before  improvement  the  channel  in 
the  Suwanee  River  was  narrow  and  tortuous  and  obstructed  by  a 
bar  at  the  entrance  and  by  bowldei's,  soft  rock  shoals,  snags,  and 
overhanging  trees.  The  least  depth  at  mean  low-water  stage  was  16 
inches. 

a  See  also  consolidated  money  statement  on  page  381. 
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The  project,  adopted  in  1879,  provides  for  a  channel  150  feet  wide 
and  5  feet  deep  from  the  moutn  to  Hollands  BluflF  (75  miles)  and 
thence  60  feet  wide  and  4  feet  deep  to  Ellaville  (60  miles).  This  is 
to  be  secured  by  dredging,  building  wing  dams,  and  snagging.  The 
estimated  cost  is  $65,158. 

The  total  expenditure  up  to  June  30, 1909,  was  $69,451.72,  of  which 
$9,203.96  was  for  maintenance. 

The  project  was  92  per  cent  completed  on  June  30,  1909. 

As  a  result,  there  is  now  a  channel  5.8  feet  deep  at  mean  low  water 
and  50  feet  wide  from  the  Gulf  of  Mexico  to  a  distance  of  one-half 
mile  above  the  mouth  of  the  river,  and  thence  to  Hollands  Bluff  a 
channel  5  feet  deep  at  mean  low  water  and  100  feet  wide.  From  Hol- 
lands Bluff  to  Beesons  shoal,  2i  miles  below  Ellaville,  there  is  a  chan- 
nel 4  feet  deep  at  mean  low  water  and  varying  from  30  to  100  feet 
in  width. 

Full  channel  width  has  not,  however,  been  secured  through  the 
shallow  entrance  to  Suwanee  Bay,  and  it  is  proposed  to  expend  the 
available  fimds  for  this  widening,  completing  the  project,  and  in 
maintenance.  This  work  is  for  the  purpose  of  making  the  improve- 
ment fully  available. 

The  maximum  draft  that  can  be  carried  at  the  river  entrance  is 
about  4  feet. 

Mean  rise  and  fall  of  tide  at  Suwanee  River  entrance  is  2.4  feet. 
The  annual  variation  of  the  water  surface  in  upper  river  on  account 
of  freshets  is  about  5  feet. 

The  village  of  Ellaville  is  at  the  head  of  navigation.  Length  of 
the  navigable  channel  is  135  miles. 

The  commerce  of  Suwanee  River  is  in  lumber,  naval  stores,  and 
general  merchandise.  The  value  of  the  commerce  for  the  year  1908 
was  $287,500. 

Tonnage,  by  years:  1898,  106,346;  1899,  76,878;  1904,  7,658;  1907, 
25,705;  1908,  11,590.5 

The  improvement  has  had  no  effect  on  freight  rates.  Only  three 
steamers  now  operate  on  the  river  occasionally. 

July  1, 1908,  balance  unexpended $7,074.80 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment         789.62 

July  1,  1909,  balance  unexpended '. 6,286.18 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $25, 150. 79 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 8,000.00 

33, 150. 79 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $16, 035.  56 

For  maintenance  of  improvement 1,25(5.23 

17,291.79 

July  1,  1909,  balance  unexpended 15, 859. 00 

July  1,  1909,  outstanding  liabilities 1,632.45 

July  J ,  1909,  balance  available 14, 226.  55 
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Amount  (estimated)  nqinied  for  completion  of  existing  project |14, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 16,500.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  P  15.) 

16,  WUhlacoochee  River,  Florida. — ^Before  improvement  the  en- 
trance to  the  Withlaooochee  River  was  crooked  and  obstructed  by 
reefs.  The  least  depth  at  mean  low  water  was  about  3  feet.  Vessels 
loaded  and  discharged  at  an  anchorage  (called  the  loading  pool) 
about  9  miles  from  the  entrance.  Inside  the  mouth  there  was  a 
depth  of  7  to  8  feet  as  far  as  Inglis,  a  distance  of  9  miles. 

The  ori^nal  project,  adopted  in  1879,  provided  for  a  channel  hav- 
ing an  available  depth  of  2  feet  during  about  half  the  year  from  the 
mouth  of  the  river  to  Pembertons  Ferry,  a  distance  of  77  miles,  and 
was  completed  in  1892,  at  a  cost  of  $24,403.62.  A  balance  of  $296.38, 
together  with  $5,000  from  the  consolidated  appropriation  made  by 
the  river  and  harbor  act  of  1902,  was  applied  to  the  construction  of 
the  dredge  Florida. 

A  project  adopted  June  13,  1902,  provided  for  straightening  the 
channel  from  the  loading  pool  to  the  river  mouth  and  deepemng  it 
to  8  feet,  and  for  work  or  maintenance. 

The  amount  expended  to  June  30,  1907,  was  $30,000.41.  As  a 
result  a  channel  was  obtained  with  a  least  depth  of  7.8  feet  at  mean 
low  water  and  a  least  width  of  60  feet  through  the  most  obstructive 
shoals. 

A  good  deal  of  dredging  has  been  done  by  the  Port  IngUs  Terminal 
Company,  under  permission  granted  by  the  Secretary  of  War. 

The  present  project,  adopted  by  the  river  and  harbor  act  of  March 
2, 1907,  provides  for  a  channel  100  feet  wide  and  10  feet  deep  at  mean 
low  water  from  Port  IngUs  to  the  anchorage  in  the  Gulf  of  Mexico, 
at  an  estimated  cost  of  $215,400  and  $5,000  annually  for  mainte- 
nance. The  act  authorized  continuing  contracts  for  completing  the 
work  in  the  sum  of  $150,000,  all  of  which  has  been  appropriated. 
Work  under  this  project  began  April  11,  1908,  and  at  the  end  of  the 
fiscal  year  the  project  was  about  20  per  cent  completed.  The  amount 
expended  on  present  project  to  June  30,  1909,  was  $47,619. 

The  head  of  steamboat  navigation  is  at  the  county  bridge,  about  2 
miles  below  Istachatta,  or  76  mfles  above  the  mouth.  The  nver  is  navi- 
gable, in  fact,  to  Dobes  Fish  Hole,  about  112  miles  above  the  mouth. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  expend- 
iture in  the  fiscal  year  ending  June  30,  1911,  to  maintenance  in 
order  to  keep  available  the  improvement  secured  under  both  old  and 
new  projects. 

The  mean  rise  and  fall  of  tide  at  Withlacoochee  River  entrance  is 
2.8  feet.  The  annual  variation  of  water  surface  in  the  upper  river 
on  account  of  freshets  is  about  6  feet. 

Length  of  the  navigable  channel  from  the  loading  pool  in  the  Gulf 
of  Mexico  to  Port  Inglis,  at  mouth  of  the  river,  is  9  miles;  thence  up 
the  river  to  Inglis,  9  miles;  thence  to  Pembertons  Ferry,  68  miles. 


Digitized  by  VjOOQ IC 


BIVEB  AND  HABBOB  IMPBOVEMBNTS.  38S 

The  commerce  of  Withlacoochee  Kiver  is  in  phosphate,  lumber^ 
coal,  iron  pyrites,  and  general  merchandise.  Port  Inglis,  at  mouth 
of  tne  river,  is  a  subport  of  entry.  Vessels  ply  regularly  from  the 
anchorage  basin  off  the  river  entrance  to  European  ports  with  cargoes 
of  phosphate. 

The  value  of  commerce  for  1908  was  $2,000,000. 

Tonnage,  by  years:  1899,  4,941;  1900,  2,550;  1902,  74,047;  1903, 
115,269;  1904,123,369;  1905,249,884;  1906,181,226;  1907,206,509; 
1908,  198,610. 

The  freight  rates  have  been  reduced  about  30  per  cent  since  the 
improvement  was  begun. 

It  is  proposed  to  expend  the  available  fimds  for  dredging. 

For  unprovement  of  the  river,  see  Report  of  Chief  of  Engineers 
for  1904,  pages  298-299  and  1710-1711. 

For  report  on  preliminary  examination  and  survey  authorized  by 
the  river  and  hfWDor  act  of  March  3,  1905,  see  House  Document  No. 
483,  Fifty-ninth  Congress,  second  session. 

July  1, 1908,  balance  unexpended $164,210.31 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 50, 000. 00» 

214, 210. 31 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       46,429.31 


July  1,  1909,  balance  unexpended 167, 781. 00* 

July  1, 1909,  outstanding  liabilities 11,635.27 

July  1, 1909,  balance  available 156, 145. 7a 

July  1, 1909,  amount  covered  by  uncompleted  contracts 142, 266. 45 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  baluice  unex- 
pended July  1,  1909 12,000.00 

Suomitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  P  16.) 

17.  Removing   the   water  hyacinth  from    Florida  vxUers, — Before 
improvement  many  Florida  rivers,  especially  the  St.  Johns  and  its 


The  estimated  cost  was  $36,000,  plus  an  undetermined  amount  for 
annual  expenditure.  Nothing  was  done  under  this  project,  as  expe- 
rience in  Louisiana  showed  that  destruction  by  crushing  was  imprac- 
ticable. 

In  1902  a  new  project  was  adopted,  providing  for  the  destruction 
of  the  hyacinths  by  any  means  whatsoever.  The  plan  adopted  under 
this  project  was  to  spray  the  plants  with  an  arsenical  compound. 
The  estimated  cost  was  $50,000  per  annum. 

Under  this  project  the  sum  of  $84,977.97  was  expended.  A  steamer 
was  purchased  and  fitted  up  for  spraying,  and  the  main  stream  of 
the  St.  Johns  River  and  a  number  of  tributaries  were  cleared  of 
hyacinths. 
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The  act  of  1905  modified  the  project  by  prohibitmg  any  process 
injurious  to  cattle.  The  plan  consequently  adopted  is  to  close  inlets, 
sloughs,  etc.,  with  booms,  to  break  up  the  packs  with  a  suitable  boat, 
and  propel  them  into  the  current  in  order  that  they  may  float  away. 

Work  during  the  year  was  done  on  Black  Creek,  Peters  Creek,  High- 
land Park  Canal,  and  Norris  Cut^  tributaries  of  the  St.  Johns  Kiver, 
at  Volusia  bar,  in  Kissimmee  River,  Orange  River,  and  Withlacoo- 
chee  River,  Florida. 

The  total  expenditure  up  to  June  30,  1909.  was  $113,432.34.  In 
addition  to  the  information  obtained  as  a  result  of  exhaustive  experi- 
ments, the  St.  Johns  River  and  many  of  its  tributaries,  most  of  the 
Kissimmee  River,  and  Orange  River  were  cleared  of  hyacinths,  in  so 
far  as  they  formed  an  obstruction  to  navigation. 

It  is  expected  that  the  available  balance  will  be  expended  in  remov- 
ing the  hyacinth  from  the  navigable  streams  of  Florida. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure in  fiscal  year  ending  June  30,  1911,  to  continuing  work  of 
removing  water  hyacinths.  The  additional  work  proposed  is  for  the 
purpose  of  extension  of  benefits. 

For  further  information  see  Reports  of  Chief  of  Engineers  listed 
on  page  346  of  the  Report  of  the  Chief  of  Engineers  for  1907,  and 
see  also  pages  1333-1334  of  the  report  for  1907. 

July  1,  1908,  balance  unexpended $18,158.20 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        5,173.74 

July  1,  1909,  balance  unexpended 12, 984.  46 

July  1, 1909,  outstanding  liabilities 729.94 

July  1,  1909,  balance  available 12, 254.  52 

Amount  (estimated)  required  for  completion  of  existing  project Indefinite. 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  exclusive  of  the  balance  unexpended  July  1, 1909 10, 000. 00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jimo  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  P  17.) 

18.  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navv- 
gaiion. — On  June  17,  1908,  the  sum  of  $700  was  allotted  for  the 
purpose  of  removing  the  wreck  of  an  abandoned  phosphate  dredge 
and  washer  and  a  cluster  of  piles  in  Hillsboro  River.  A  contract 
was  entered  into  with  the  Edwards  Construction  Company,  of  Tampa, 
Fla.,  July  29,  1908,  for  the  removal  of  the^e  obstructions.  Work 
began  August  27  and  was  completed  September  29,  1908.  The  cost 
of  the  work,  including  incidentals,  was  $450. 

On  December  7,  1908,  the  sum  of  $1,500  was  allotted  for  the 
removal  of  the  wreck  of  the  schooner  Addie  F,  Cole  from  the  channel 
leading  to  Anclote  anchorage,  Florida.  A  contract  was  entered 
into  with  C.  S.  Washington,  of  Tampa,  Fla.,  January  30,  1909,  for 
the  removal  of  this  wreck.     Work  began  February  12  and  was  com- 

Sleted  February  19,  1909.     The  cost  of  the  work,  including  inci- 
entals,  was  $730.84. 
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On  January  22, 1909,  the  sum  of  $1,000  was  allotted  for  the  removal 
of  the  wreck  of  an  old  stem  dock  in  Man-of-War  Harbor,  near  Fleming 
Key,  Key  West,  Fla.  The  work  was  done  by  hired  labor,  using  a 
leased  outfit.  The  removal  of  the  wreck  began  May  3  and  was  com- 
pleted May  13,  1909.  The  cost  of  the  work,  including  incidentals, 
was  $1,000. 

On  April  21,  1909,  the  sum  of  $700  was  allotted  for  the  purpose  of 
removing  sunken  logs,  etc.,  from  the  Hillsboro  River.  The  necessary 
outfit  was  leased  and  work  began  Ma^  3  and  was  completed  May  13, 
1909.  One  hundred  and  fifty-four  pieces  of  obstruction,  consisting 
of  logs,  timber,  etc.,  were  removed.  The  cost  of  the  work,  including 
incidentals,  was  $700. 

The  total  expenditures  during  the  year  for  removing  the  above- 
mentioned  obstructions  was  $2,880.84. 

(See  Appendix,  P.  18.) 

EXAMINATIONS  AND  SURVEYS  MADE  IN  C50MPLIANCE  WITH  BIVEB  AND 
HABBOB  ACT  APPBOVED  MARCH   2,  1907. 

Reports  on  preliminary  examinations  and  surveys  restored  by  the 
river  and  harbor  act  or  March  2,  1907,  of  the  following  localities 
within  this  district  were  duly  submitted  by  the  district  officer.  They 
were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors, 

Sursuant  to  law,  and  were  transmitted  to  Congress  and  printed  in 
ocuments  as  indicated: 

1.  Preliminary  examinatioris  of  St  Johns  River,  Florida,  from  Jack- 
sorwiUe  to  Sanford  and  from  Sanford  to  Lake  Harney,  and  ofsurv^  of 
St.  Johns  River  from  Paiatka  to  Sanford  and  from  Sanford  to  Lake 
Harney, — Reports  dated  Jxme  3,  1907,  and  October  1,  1908,  respec- 
tively, are  printed  in  House  Document  No.  1111,  Sixtieth  Congress, 
second  session.  Two  plans  of  improvement  are  presented,  viz,  from 
Falatka  to  Sanford  at  an  estimated  cost  of  SI 09,000,  and  from  San- 
ford to  Lake  Harney  at  an  estimated  cost  of  S20,600. 

2,  Preliminary  examination  and  survey  of  HiUshoro  BwUj  Florida, 
from  the  turning  hasin  to  the  head  of  me  estuary  in  the  direction  of 

YloT, — Reports  dated  July  16,  1907,  and  April  7,  1908,  respectively, 
are  printed  in  House  Document  No.  1121,  Sixtieth  Congress,  second 
session.  In  view  of  the  wording  of  the  act  it  has  been  impracticable 
to  reach  a  definite  conclusion  as  to  the  advisability  of  imdertaking 
this  improvement. 

S.  Preliminary  examination  and  survey  of  Estero  Bay,  Florida, — 
Reports  dated  August  12,  1907,  and  October  5,  1908,  respectively,  are 
printed  in  House  Document  No.  1189,  Sixtieth  Congress,  second 
session.  The  locality  is  not  considered  worthy  of  improvement  at 
the  present  time. 

4.  Preliminary  examination  and  survey  of  Clearwater  Harbor  and 
Boca  Ciega  Bay  to  Tampa  Bay,  Florida. — Reports  dated  August  5, 
1907,  October  6  and  October  27,  1908,  respectively,  are  printed  in 
House  Document  No.  1 190,  Sixtieth  Congress,  second  session.  A  plan 
for  improvement  at  an  estimated  cost  of  $59,000  is  presented. 
9001— BNO  1909 2b 
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6.  Preliminary  examination  and  survey  of  St  Luda  (Lucie)  Inlet, 
Florida. — Reports  dated  July  19,  1907,  and  October  1,  1908,  respec- 
tively, are  printed  in  House  Document  No.  1312,  Sixtieth  Congress, 
second  session.  A  plan  for  improvement  at  an  estimated  cost  of 
$1,400,000  is  presented,  provided  local  interests  contribute  a  share 
of  the  expense  of  the  necessary  work. 

EXAMINATIONS  MADE  IN  GOMPLIANGE  WITH  RIVER  AND  HARBOR  ACT 
APPROVED  MARCH   3,  1909. 

Reports  on  preliminary  examinations  required  by  the  river  and 
harbor  act  of  March  3,  1909,  of  the  followmg  localities  within  this 
district  were  duly  submitted  by  the  district  oflBcer.  They  were  re- 
viewed by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  were  transmitted  to  Congress  and  printed  in  documents 
as  indicated: 

L  Preliminary  examination  of  New  River,  Florida,  with  a  view  to 
securing  a  depth  of  20  feet  of  water  at  the  cut-off  near  the  mouthy  with 

SUies  to  protect  tJie  same. — Report  dated  April  16,  1909,  is  printed  in 
ouse  Document  No.  70,  Sixty-first  Congress,  firat  session.  The  lo- 
caUty  is  not  considered  worthy  of  improvement  by  the  General  Gk)v- 
emment  in  the  maimer  proposed. 

i.  Preliminary  examination  of  Indian  River,  Florida,  from  Fort 
Pierce  to  SewaUs  Point. — Report  dated  March  31,  1909,  is  printed  in 
House  Document  No.  76,  Sixty-first  Congress,  firat  session.  The  lo- 
cality is  not  considered  worthy  of  improvement  by  the  General  Gov- 
ernment at  the  present  time. 

S.  Preliminary  examination  of  Pine  Island  Sound,  Florida,  from 
Wvlfert  hulJchecLa  to  Blind  Pa^s,  thence  along  the  western  side  of  said 
sound  to  Captiva  hulJchead. — Report  dated  April  14,  1909,  is  printed 
in  House  Document  No.  77,  Sixty-first  Congress,  first  session.^  The 
locaUty  is  not  considered  w;orthy  of  improvement  by  the  General 
Government  at  the  present  time. 

IMPROVEMENT  OF  RIVERS  AND   HARBORS  IN  THE  MONTGOMERY, 

ALABAMA,  DISTRICT. 

This  district  was  in  the  charge  of  Capt.  H.  B.  Ferguson,  Corps  of 
Engineers;  division  engineers.  Col.  E.  H.  Ruffner^orps  of  Engineers, 
to  August  31,  1908,  and  Lieut.  Col.  Lansing  H.  Beach,  Corps  of 
Engineers,  since  that  date. 

1.  East  Pass  and  CarraheUe  bar  and  harbor,  Florida. — ^The  town 
of  Carrabelle  is  situated  at  the  mouth  of  Carrabelle  River,  which 
empties  into  St.  Greorge  Sound.  The  river  forms  the  inner  harbor 
ana  along  the  water  n'ont  its  channel  varies  from  9  to  14  feet  in 
depth,  with  a  minimum  width  of  about  100  feet. 

Dog  Island  anchorage,  a  protected  portion  of  St.  (Jeorge  Sound, 
showing  a  4-fathom  depth  over  a  considerable  area,  forms  the  outer 
harbor.  Between  the  10-foot  contours  in  the  inner  and  outer  harbors 
there  is  a  bar  about  6,000  feet  wide,  which  originally  had  a  minimum 
low-water  depth  over  it  of  ^\  feet  to  4  feet. 

Dog  Island  anchorage  is  connected  with  the  Gulf  of  Mexico  by 
East  rass,  which  originally  had  limiting  low-water  depths  of  about 
17  feet  on  the  outer  bar  and  16.5  feet  on  the  inner  bar. 
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The  approved  project  for  Carrabelle  bar  and  harbor,  Florida, 
adopted  June  3,  1896,  provides  for  dredging  a  channel  10  feet  deep 
and  100  feet  wide  from  Dog  Island  anchorage,  St.  Greorge  Sound,  to 
the  city  of  Carrabelle,  at  a  cost  estimated  in  1900  at  $47,300,  in  addi- 
tion to  appropriations  already  expended  on  the  project  amomiting  to 
$22,399.54.  By  act  of  Congress  approved  June  13,  1902,  this  project 
was  extended  to  include  the  improvement  of  East  Pass  by  dredging 
a  channel  across  the  bar  20}  feet  deep  and  150  feet  wide,  and  closing 
an  opening  in  Dog  Island,  at  an  estimated  cost  of  $27,450.  This 
part  of  the  project  is  comjileted. 

Bv  act  of  Congress  approved  March  2,  1907,  the  project  was 
further  extended  to  include  a  channel  18  feet  deep  and  100  feet  wide 
from  the  18-foot  contour  in  the  outer  harbor  to  a  point  opposite  the 
beacon  situated  about  1,000  feet  up  the  river  from  its  mouthy  with  a 
suitable  tiuning  basin,  but  the  size  of  the  basin  was  not  fixed  by 
Congress,  and  the  estimated  cost  of  the  extension  of  the  project  has 
not  been  determined. 

The  amount  expended  up  to  the  close  of  the  fiscal  year  ending 
June  30,  1909,  was  $148,866.15,  of  which  $21,704.08  was  expended 
prior  to  estimate  of  1900,  and  about  $46,110.98  has  been  appUed  to 
maintenance. 

The  channel  at  the  mouth  of  the  river  has  been  partially  dredged 
from  time  to  time.  During  1906  it  was  completed  to  a  width  of 
100  feet  and  a  depth  of  10  feet  from  the  wharves  at  Carrabelle  to  a 
point  1,400  feet  south  of  the  red  beacon,  and  also  widened  100  feet 
at  the  turn  opposite  Timber  Island,  but  it  shoaled  at  the  inner  end. 
During  the  past  fiscal  year  a  channel  100  feet  wide  and  10  feet  deep 
has  been  completed  from  the  wharves  at  Carrabelle  to  site  of  pro- 
posed turning  basin. 

The  maximum  draft  that  could  be  carried  through  the  channel  to 
the  inner  harbor  on  Jime  30,  1909,  was  10  feet. 

The  shoaling  of  this  channel  is  beUeved  to  be  due  largely  to  storm 
action,  and  it  should  be  protected  to  the  eastward.  This  will  be 
largely  accomplished  by  tne  work  which  the  Georgia,  Florida  and 
Alabama  Railway  Company  is  to  imdertake. 

In  1904  the  channel  across  the  outer  bar  was  deepened  by  dredging 
from  about  17  feet  to  20  feet,  and  across  the  inner  bar  from  about 
16.5  feet  to  17.5  feet,  this  limiting  depth  being  confined  to  a  short 
distance. 

During  the  past  fiscal  year  a  channel  across  the  outer  bar  was 
dredged  150  feet  in  width  and  20i  feet  in  depth.  The  maximum 
draft  that  could  be  carried  through  this  channel  ou  Jime  30,  1909, 
was  20}  feet. 

The  ordinary  range  of  the  tide  is  about  2  feet. 

The  commerce  of  the  port  of  Carrabelle  consists  principally  of 
timber,  naval  stores,  dressed  and  kiln-dried  lumber,  shingles,  fish, 
oysters,  and  general  merchandise,  and  for  the  year  ending  June  30, 
1909,  is  estimated  at  a  valuation  of  $475,025. 

With  the  work  done  a  substantial  reduction  in  ocean  rates  is 
expected,  due  to  increased  draft  and  improved  facilities  for  lighterage, 
and  a  further  reduction  on  freight  handled  by  rail  should  result  from 
the  completion  of  the  project  tor  turning  basin  and  18-foot  channel 
thereto,  and  the  improvements  projected  by  the  Georgia,  Florida 
and  Alabama  Railway  Company  m  connection  therewith. 
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It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditm^e  (hiring  the  nscal  year  ending  June  30,  1911,  to  completing 
the  18-foot  channel  and  turning  basin,  and  in  maintenance  to  keep 
the  improvement  available. 

Reference  to  reports  on  examinations  and  surveys  of  this  harbor 
will  be  found  on  pages  333  and  356  of  Report  of  the  Chief  of  Engineers 
for  1906. 

July  1,  1908,  balance  unexpended $48, 692. 62 

Allotment  from  emergency  appropriation,  act  of  March  2, 1907 9, 861.  35 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 15,000.00 

73,553.97 
June  30,  1900,  amount  expended  during  fiscal  year: 

For  works  of  improvement $43,729. 75 

For  maintenance  of  improvement 24, 624. 94 

68,354.69 

July  1,  1909,  balance  unexpended a  5, 199.28 

July,  1, 1909,  outstanding  liabilities 2, 466. 51 


July  1,  1909,  balance  available 2,732.77 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 6  35, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  1.) 

£.  Harbor  at  Apalachicola  J5ay,  Florida. — ^The  town  of  Apalachi- 
cola  lies  at  the  mouth  of  the  Apalachicola  River,  and  the  deep  water 
along  the  river  front  forms  the  inner  harbor. 

At  the  mouth  of  the  river,  between  the  inner  harbor  and  the 
3-fathom  anchorage  area  in  Apalachicola  Bay,  there  is  a  bar  of  which 
the  original  width  between  8-foot  contours  was  7,000  feet  and  the 
minimum  depth  of  water  3.5  feet.  Across  this  bar  the  lumber  exported 
is  lightered  either  to  the  3-fathom  anchorage  in  Apalachicola  6ay  or 
through  Bulkhead  shoals  to  the  anchorage  of  Carrabelie,  25  miles  dis- 
tant. The  3-fathom  anchorage  area  is  entered  via  West  Pass,  where 
originally  the  depth  was  about  13  feet.  The  original  depth  over  Bulk- 
head shoals  was  less  than  4  feet. 

The  original  project,  adopted  June  14,  1880,  provided  for  dredging 
a  channel  100  feet  wide  and  11  feet  deep  through  the  bar  at  the  mouth 
of  the  river,  the  width  of  cut  to  be  increased  5)  200  feet  if  the  results 
justified  this  enlargement. 

This  project  was  amended  September  19,  1890,  to  include  dredging 
a  channel  9  feet  deep  and  not  less  than  100  feet  wide  across«the  Bulk- 
head shoals. 

Upon  this  project  as  amended  has  been  expended  $154,000,  of 
whi(5i  $100,000  has  been  applied  to  maintenance  in  repeated  dredging 
of  the  cut  across  the  bar  at  the  mouth  of  the  river.     The  channel 

a  In  addition  to  this  balance  the  further  sum  of  $16,000  is  made  available  by  the 
river  and  harbor  act  of  March  3,  1909,  but  not  yet  allotted. 

2>  The  item  of  $20,000  for  dredge  construction  may  be  omitted  if  the  improvement 
of  St.  Andrews  Bay,  Fla.,  is  not  authorized. 
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through  Bulkhead  shoals,  dredged  in  1891-2,  remains  practically 
unchanged,  with  a  minimum  depth  of  8  feet  at  mean  low  water. 

Prior  to  the  adoption  of  any  project  of  record  in  this  office  $18,700 
was  expended  on  tnis  improvement — 1833-1839 — but  the  object  and 
results  of  such  expenditures  are  unknown. 

By  act  approved  March  3,  1899,  a  new  project  was  adopted,  which 
provided  for  a  channel  100  feet  wide,  18  feet  deep  at  mean  low  water, 
through  the  West  Pass  along  the  northern  shore  of  St.  George  Island 
and  across  the  bay  to  the  water  front  of  Apalachicola,  estimated  to 
cost  $350,000,  and  S20,000  or  $30,000  annually  for  maintenance  of 
completed  work. 

The  amount  expended  on  this  project  was  $130,679.26,  of  which 
about  $90,000  was  for  maintenance. 

By  act  of  Congress,  approved  March  2,  1907,  a  new  project  was 
adopted  by  which  the  previous  project  was  amended  so  as  to  provide 
for  a  channel  across  the  bar  at  the  mouth  of  the  Apalachicola  River 
not  less  than  100  feet  wide  and  10  feet  deep  at  mean  low  water  and 
a  channel  not  less  than  160  feet  wide  and  18  feet  deep  through  Link 
channel  and  West  Pass  to  the  Gulf  of  Mexico,  at  an  estimated  cost  of 
$86,000,  and  $1 7,500  annually  for  maintenance  after  completion. 

During  the  last  fiscal  vear  the  channel  10  feet  deep  and  100  feet 
wide  across  the  bar  at  the  mouth  of  the  river  was  completed.  For 
protection  of  this  channel  from  westward-moving  silt,  a  oulkhead  to 
the  east  of  it  was  completed  during  the  fiscal  year.  The  length  of 
this  bulkhead  is  6,900  feet. 

About  76  per  cent  of  the  project  is  completed. 

The  amount  expended  on  this  project  up  to  the  close  of  the  fiscal 
year  ending  June  30,  1909,  was  $84,871.68,  of  which  $19,359.64  was 
tor  maintenance  of  project  of  1899. 

The  hurricane  of  September  26-27.  1906,  seriously  damaged  the 
channel  across  the  outer  bar  at  West  rass  by  extendmg  the  shoal  at 
the  western  end  of  Sand  Island  across  the  dredged  cut,  filling  it  and 
forcing  this  part  of  the  channel  farther  to  the  west. 

The  ordinary  range  of  the  tide  is  about  2  feet. 

The  commerce  of  this  port  is  in  timber,  cotton,  naval  stores,  staves, 
a  large  quantity  of  dressed  and  kiln-dried  lumber,  shingles,  laths,  and 
miscellaneous  freight,  and  for  the  year  ending  June  30,  1909,  is  esti- 
mated at  a  valuation  of  $712,538. 

On  Jime  30,  1909.  the  maximum  draft  that  could  safely  be  carried 
through  the  West  rass  entrance  to  the  lower  anchorage  behind  St. 
Greorge  Island  was  about  14  feet,  and  the  maximum  draft  that  could 
be  carried  across  the  bar  at  the  mouth  of  the  river  was  about  9  feet. 

Reference  to  reports  on  examinations  and  surveys  of  this  harbor 
will  be  foimd  on  pages  336  and  365  of  Report  of  the  Chief  of  Engi- 
neers for  1906. 

It  is  proposed  to  apply  the  appropriation  asked  for  to  continuing 
improvement  and  for  mamtenance  to  Keep  the  improvement  available. 

The  portion  of  the  project  now  completed  gives  greatly  increased 
f aciUties  to  the  commerce  of  this  port  and  a  substantial  reduction  in 
freight  rates  on  coastwise  commerce.  The  exact  amount  of  this 
reduction  and  the  reduction  on  foreign  commerce  can  not  yet  be 
stated. 


Digitized  by  VjOOQ IC 


390  REPORT  OF  THE  CHIEF  OF  ENGINEERS,  V.  S.  ARMY. 

July  1,  1908,  balance  unexpended $20,361.60 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 20,000.00 


40,361.50 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $11, 052. 80 

For  maintenance  of  improvement 9, 359. 64 

20,412.44 

July  1, 1909,  balance  unexpended 19, 949. 06 

July  1,  1909,  outstanding  liabilities 696. 17 

July  1, 1909,  balance  available 19,252.89 


Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Juljr  1,  1909 o60, 000. 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  2.) 

5.  Apcilachicola  River,  Florida,  including  the  Cut-off  and  Lower 
Ohipola  River,  Florida,  and  the  Tipper  Chipola  River  from  Marianna 
to  its  mouth. — (a)  Apakichicola  River,  the  Uut-off,  and  Lower  Chipola 
River. — From  the  junction  of  the  Chattahoochee  and  Flint  rivers  to 
the  Gulf  of  Mexico  (Apalachicola  Bay)  the  Apalachicola  River  has 
a  length  of  about  137  miles  and  a  low-water  slope  of  about  3  inches  to 
the  mile.  The  width  varies  from  150  to  300  yards  and  the  available 
depth  was  originally  6  feet  at  low  water,  except  where  obstructed  by 
snags  and  sui^en  logs. 

Tne  confederate  authorities  obstructed  the  channel  at  a  point 
about  47  miles  above  the  mouth,  causing  the  river  to  break  through 
by  a  channel  known  as  Moccasin  Slougbi  into  the  River  Stvx,  the 
latter  a  tributary  entering  the  Apalacmcola  a  few  miles  below  the 
confederate  obstructions.  Moccasin  Slough  was  very  narrow  and 
tortuous  and  much  obstructed  by  logs,  snags,  etc.,  and  the  former 
channel  has  gradually  filled  up. 

About  55  miles  above  the  mouth  steamboats  mav  leave  the  river 
and,  after  passing  through  the  Cut-off,  Lower  Chipola  River,  and  Lee 
Slough,  reenter  it  about  17  miles  farther  down,  thus  making  manv 
landings  of  much  greater  importance  than  those  upon  the  correspond- 
ing part  of  the  main  river,  which  includes  Moccasin  Slough,  above 
mentioned. 

The  original  project  adopted  by  the  act  of  June  23,  1874,  contem- 

Elated  securing  a  cnannel  100  feet  wide  and  6  feet  deep  at  low  water 
y  the  removal  of  snags  and  overhanging  trees  and  widening  and 
straightening  Moccasin  Slough  and  the  Elbows,  at  an  estimated  cost 
of  $80,333. 

The  act  of  September  19,  1890.  adopted  an  addition  to  the  project, 
providii^  for  the  clearing  of  a  cnannel  60  feet  wide  and  5  feet  deep 
through  the  Cut-off,  Lee  Slough,  and  the  Lower  Chipola  River,  at  a 
cost  of  $7,500. 

oThe  item  of  $20,000  for  dredge  construction  may  be  omitted  if  the  improvement 
of  St.  Andrews  Bay  is  not  authorized. 
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The  amount  expended  on  work  under  this  project  since  1874  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  was  $106,485.72.  In 
addition  there  was  expended  between  1828  and  1831,  $13,000,  for 
which  no  project  is  of  record.  These  expenditures  have  improved 
Moccasin  Slough  sufficiently  for  present  purposes  and  maintained  the 
river  reasonably  free  from  snags  and  other  obstructions  and  enabled 
steamboats  to  make  use  of  the  Cut-off,  Lower  Chipola  River,  and  Lee 
Slough  either  by  day  or  night.  An  available  depth  of  6  feet  has 
been  secured  in  the  Apalachicola  River  and  6  feet  in  the  Cut-off, 
Lower  Chipola  River,  and  Lee  Slough.  The  Cut-off  and  Lee  Slough 
have  been  widened  also  at  the  narrowest  places  so  that  steamboats 
can  pass  through  readily  going  downstream  and  can  pass  upstream 
with  Ut tie  difficulty,  but  the  channel  in  Lee  Slough  is  still  very 
crooked,  with  some  sharp  bends  that  require  easing,  and  the  steam- 
boats prefer  the  main  river  on  the  up  tnp.  It  is  estimated  that  the 
project  is  about  85  per  cent  completed. 

The  work  was  done  with  the  plant  belonging  to  the  Chattahoochee 
and  Flint  river  improvements,  and  comprised  cutting  overhanging 
timber,  removing  snags  and  logs,  blastmg  out  cypress  stumps,  and 
widening  the  slough  and  Cut-off  by  clearing  the  pomts  of  timoer  and 
dredging  them  off,  depositing  the  dredged  matenal  in  the  deep  holes 
or  upon  the  banks. 

During  the  fiscal  year  work  has  been  confined  to  the  maintenance 
of  the  improvement  and  a  small  amount  of  permanent  work  in  the 
Cut-off  and  Lee  Slough. 

Variation  of  the  water  level  is  from  0  to  30  feet  at  Chattahoochee 
River  bridge. 

This  river  is  navigable  throughout  its  entire  length  of  137  miles. 

As  the  country  bordering  on  the  Apalachicola  River  is  largely 
dependent  upon  the  river  for  the  transportation  of  its  supplies  and 
products,  this  improvement  is  essential  to  the  development  of  this 
section,  but  in  the  absence  of  any  basis  of  comparison  tne  effect  upon 
freight  rates  can  not  be  determined. 

It  is  proposed  to  apply  the  available  balance  and  the  funds  recom- 
mended to  maintenance  of  Apalachicola  River  proper  by  removing 
annual  accumulation  of  snags,  and  to  continue  straightening  and 
widening  the  Cut-off  as  above  to  make  the  improvement  available. 

The  commerce  of  the  river  consists  chieflv  of  cotton,  naval  stores, 
general  merchandise,  saw  logs,  and  timber  for  export,  and  is  so  com- 
bined with  that  of  the  Chattanoochee,  Flint,  ana  Upper  Chipola  riv- 
ers that  a  separation  is  impossible.  The  commerce  oi  all  these  streams 
has  increased  from  about  $4,000,000  in  1899  to  about  $12,000,000  in 
1909.     For  detailed  statistics  see  report  on  Flint  River  improvement. 

For  reference  to  reports  of  examinations  of  this  river  see  Report  of 
the  Chief  of  EMineers  for  1906,  page  337. 

(b)  Upper  Oaivola  River j  Florida j  irora  Marianna  to  its  mouth. — 
The  river  from  Marianna  to  the  head  of  the  Dead  Lakes  has  a  gen- 
eral low-water  depth  of  5  feet  and  width  varying  from  60  to  200  Teet, 
but  is  greatly  obstructed  by  rock  shoals,  snags,  and  overhanging 
trees.  Three  bridges  also  form  obstructions,  their  headways  above 
low  water  being  17,  16,  and  16  feet,  respectively. 

At  Look  and  Tremble  shoal,  about  45  miles  above  the  Dead  Lakes, 
there  is  a  fall  of  5  feet  in  40  over  rock  bottom.    At  Sister  Islands, 
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between  this  shoal  and  the  Dead  Lakes,  the  main  channel  of  the 
river  is  very  tortuous  and  obstructed  by  mud  bars  over  which  there 
is  less  than  2  feet  at  low  water.  The  channel  through  the  Dead 
Lakes,  which  is  considered  part  of  this  improvement,  has  plenty  of 
water,  but  was  obstructed  oy  snags  and  large  cjrpress  stumps  and 
trees. 

The  approved  project,  adopted  by  act  of  March  3,  1899,  provides 
for  clearing  a  low-water  channel  3  feet  deep  and  60  feet  wide  from 
Marianna  to  the  foot  of  the  Dead  Lakes,  estimated  to  cost  $41,000, 
exclusive  of  necessary  plant,  which  would  comprise  a  snagboat, 
drilling  barge,  and  dump  scow. 

The  amount  expended  to  June  30,  1909,  was  $20,000.  In  1904 
$5,000  was  applied  to  the  river  above  Sister  Islands.  Snags,  logs, 
and  overhanging  trees  were  removed,  and  a  channel  blasted  through 
the  rock  reefs  from  Marianna  to  Look  and  Tremble  shoal;  wing 
dams  were  built  below  some  of  the  shoals,  and  below  Look  and 
Tremble  shoal,  down  as  far  as  Sister  Islands,  snags,  logs,  and 
overhanging  timber  were  removed,*  as  well  as  available  funds  per- 
mitted. From  the  lower  end  of  tne  Dead  Lakes  for  a  distance  of 
35  miles  a  channel  60  feet  wide  was  cleared  of  obstructions  by 
removing  logs,  overhanging  trees,  cypress  stumps,  and  knees. 
During  the  year  snagging  was  done  from  the  Dead  Lakes  to  Look 
and  Tremble  shoal.  Very  little  benefit  has  been  derived  from  the 
expenditure  above  Look  and  Tremble  shoal,  except  to  timber 
industry,  but  the  work  done  below  the  shoal  and  in  the  Dead 
Lakes  has  been  of  great  benefit,  as  there  are  many  turpentine  stills 
below  this  shoal,  giving  a  considerable  commerce  on  this  portion 
of  the  river,  and  in  the  Dead  Lakes  a  large  commerce  in  towing  logs. 

The  variation  of  the  water  level  is  0  to  14  feet. 

Two  feet  is  the  maximum  depth  at  low  water  over  the  shoalest 

Eart  of  the  river  below  the  shoal  Look  and  Tremble.  The  actual 
ead  of  navigation  at  ordinary  low  water  is  Braxton's  landing, 
40  miles  above  the  foot  of  the  Dead  Lakes.  The  river  is  in  fair 
condition  to  Look  and  Tremble  shoal. 

About  50  per  cent  of  the  project  is  completed. 

The  commerce  of  this  stream  consists  principally  of  naval  stores, 
round  and  square  timber,  lumber,  and  other  miscellaneous  freights, 
the  value  of  which  is  included  in  the  combined  commerce  reported 
under  Flint  River  improvement. 

The  section  of  country  below  Look  and  Tremble  shoal  has  no 
railroads,  and  depends  largely  upon  this  river,  the  reduction  in 
freight  rates  being  the  lessened  haul  to  river  as  compared  to  Apa- 
lachicola  River  or  railroads  to  the  north  and  west. 

It  is  proposed  to  apply  the  available  balance  and  the  funds 
recommended  to  dredging  and  regulation  of  channel  at  Sister 
Islands  bar  and  to  removal  of  snags  and  overhanging  trees  in 
remainder  of  river.  This  work  is  necessary  to  make  the  improve- 
ment available. 

The  territory  through  which  the  stream  flows  is  heaviljr  timbered 
with  long-leaf  yellow  pine  and  cypress,  which  is  now  being  rafted 
down  this  stream  in  large  quantities.  The  total  amount  of  this 
traffic  is  reported  as    approximately  10,000,000  feet  b.  m.  per 
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annum,  and  is  included  in  the  valuation  of  timber  and  lumber 
exports  for  Apalachicola  Bay  and  Carrabelle,  Fla. 

For  reference  to  report  of  examination  of  this  stream,  see  Report 
of  the  Chief  of  Engineers  for  1906,  page  338. 

▲PALACmCOLA  RIYEB. 

July  1, 1908,  balance  unexpended $977. 50 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      786.74 

July  1,  1909,  balance  imexpended 190. 76 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1911, 
for  maintenance  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

LOWER  CHIPOLA  RrVBB. 

July  1,  1908,  balance  unexpended $6,265.92 

June  3iO,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $2, 000. 00 

For  maintenance  of  improvement 3, 182. 44 

5,182.44 

July  1, 1909,  balance  unexpended 83.48 

Amount  (estimated)  required  for  completion  of  existing  project 3, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (o) 

Submitted  in  compliance  with  re<]uirementB  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

UPPER  CHIPOLA  RIVBR. 

July  1, 1908,  balance  unexpended $3,589.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  ojf 
improvement 3, 589. 00 

Amount  (estimated)  required  for  completion  of  existing  project 30, 000. 00 

Amount  that  can  be  profitably  expended  in  fisca^  year  ending  June  30, 

1911,  for  maintenance  of  improvement (a) 

Submitted  in  compliance  with  reciuirements  of  sundry  civil  act  of  June 
.    4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

MAINTENANCE. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 $13,000.00 

June  30, 1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement        4, 009. 96 

July  1,  balance  unexpended 8, 990. 04 

A  See  consolidated  money  statement  on  page  394. 
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OONSOUDATBD. 

July  1, 1908,  balance  nnexpended $9, 832. 42 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 13,000.00 

22,832.42 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $2, 000. 00 

For  maintenance  of  improvement II,  568. 14 

13, 568. 14 

July  1, 1909,  balance  unexpended 9,264.28 


Amount  (estimated)  required  for  completion  of  existing  project 33, 000. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  tiie 
balance  unexpended  July  1, 1909 10, 000. 00 

Submitted  in  compliance  witii  re<iuirement8  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  3.) 

4.  FlirU  RiveTy  Georgia, — Ori^ally  this  river  was  navigable  at 
low  water  from  its  mouth  to  Bainbridge,  a  distance  of  36  miles,  for 
boats  drawing  3  feet,  but  the  channel  was  narrow,  crooked,  and 

freatly  obstructed  by  logs,  snags,  and  overhanging  trees.  Above 
tainbridge  the  channel  was  so  obstructed  by  rock  shoals,  loose  rock, 
and  bowlders  that  there  was  no  navigation  except  on  a  rise  of  5 
feet,  when  steamboats  could  run  to  Albany,  105  miles  above  the 
mouth.  Above  Albany  to  Montezuma,  182  miles  from  the  mouth, 
the  channel  was  so  obstructed  by  sand  and  rock  shoals,  bowlders, 
snags,  logs,  and  overhanging  trees  that  the  river  was  not  navigable  at 
a  low-water  stage. 

The  original  project  called  for  a  channel  100  feet  wide  and  3  feet 
deep  at  extreme  low  water  from  the  mouth  of  the  river  to  Albany,  Ga., 
at  an  estimated  cost  of  S184,862. 

TTiis  project  was  extended  in  1879  to  give  a  channel  for  light-draft 
steamers  at  moderate  stages  of  water  from  Albany  to  Montezuma  by 
the  removal  of  logs,  snags,  and  overhanging  trees,  cutting  througn 
rock  reefs,  and  deepening  sand  bars  by  contraction  works,  at  an  addi- 
tional cost  of  $15,000. 

The  amoxmt  expended  tip  to  the  close  of  the  fiscal  year  ending 
June  30,  1909,  was  $281,711.41,  practically  all  being  for  permanent 
work.  As  a  result  of  tne  work  done,  the  river  is  now  navigable 
throughout  the  year  from  Albany  down  to  a  point  about  7  miles 
below  Newton,  40  miles,  and  fromBainbridge  to  the  mouth,  36  miles, 
there  being  a  ^ood  channel  with  3  feet  available  at  low  water  through- 
out these  sections.    The  project  is  about  70  per  cent  completed. 

Between  Bainbridge  and  Newton,  for  a  distance  of  29  miles,  the 
river  is  navigable  for  light-draft  boats  only,  and  the  channel  is  nar- 
row and  stifl  much  obstructed  by  bowlders  and  rock  reefs.  Con- 
siderable work  has  been  done  between  these  points,  and  operations 
for  the  next  few  years  wiU  be  confined  to  this  portion  of  the  river. 
When  the  improvement  of  this  section  has  been  completed  the  river 
will  be  open  to  navigation  at  low  water  from  its  mouth  to  Albany,  Ga. 

The  section  between  Albany  and  Montezuma,  77  miles,  is  still 
much  obstructed,  although  it  nas  been,  repeatedly  cleared  of  snags 
and  similar  obstructions  m  accordance  witn  the  project. 
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The  water  level  varies  from  0  to  40  feet. 

During  ordinary  low  water  Albany,  Ga.,  is  the  head  of  navigation, 
but  in  periods  of  extreme  low  water,  such  as  occiirred  during  flie  fall 
of  1904,  interruptions  occur  in  the  section  between  Bainbndge  and 
Newton. 

The  commerce  consists  pricipally  of  cotton,  naval  stores,  provi- 
sions, general  merchandise,  saw  logs,  and  timber  for  export.  Several 
very  large  saw  mills  are  located  at  Bainbridge,  but  no  record  of  the 
amoimt  of  lumber  manufactured  is  kept,  as  shipments  are  made  by 
rail.  A  large  part  of  the  saw  logs  used  by  these  mills  comes  down 
the  river.  The  commerce  of  the  Tower  part  of  this  stream  is  so  com- 
bined with  that  of  the  Chattahoochee  and  Apalachicola  rivers  that 
it  is  impossible  to  give  a  statement  in  regard  to  it.  The  commerce 
of  that  part  above  Bainbridge  is  estimated  to  be  about  2,800  tons, 
valued  at  $100,000. 

It  is  proposed  to  apply  the  available  balance  and  the  fimds  recom- 
mendea  toward  making  the  improvement  below  Albany  fully  avail- 
able by  widening  the  channel  m  many  places  between  Bambridge 
and  Newton,  and  removing  many  obstructions  to  secure  the  width 
of  60  feet  and  the  depth  of  3  feet  now  available  in  the  section  above. 

This  work  is  largely  permanent  rock  work,  and  its  completion  will 
greatly  benefit  the  section  of  country  between  Albany  and  the  mouth 
of  the  river.  There  are  many  turpentine  stills  in  operation  on  the 
river  which  depend  upon  the  water  transportation  for  their  products 
and  supplies. 

The  effect  of  the  improvement  on  freight  rates,  if  any,  can  not  be 
determined. 

For  reference  to  reports  of  examination  of  this  improvement,  see 
Report  of  the  Chief  of  Engineers  for  1906,  page  340. 

July  1,  1908,  balance  unexpended $9,638.18 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 26,000.00 

34, 638. 18 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   10,349.59 


July  1,  1909,  balance  unexpended 24, 288. 59 

July  1,  1909,  outstanding  liabilities 1, 494. 24 

July  1, 1909,  balance  available 22, 794. 35 


Amount  (estimated)  required  for  completion  of  existing  project 37, 600. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 26, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  4.) 


B.  Chattahoochee  River.  Georgia  and  Alabama,  helow  Columbus. — 
Columbus,  Ga.,  is  223  miles  above  the  junction  of  this  river  with  the 
Flint  River  and  360  miles  above  the  mouth  of  the  Apalachicola 
River,  formed  by  the  confluence  of  the  Chattahoochee  and  Flint. 
Originidly  boats  drawing  22  inches  were  able  to  reach  Columbus  for 
about  nine  months  each  year,  but  navigation  was  difficult  and  dan- 
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gerous  by  day  and  impossible  by  night,  owing  to  the  large  accumu- 
lation of  logs,  snags,  and  overhanging  trees,  and  to  sand,  rock,  and 
marl  shoals  obstructing  the  channel. 

The  project  for  the  improvement,  adopted  in  1873,  nrovided  for  a 
low-water  channel  100  feet  wide  and  4  feet  deep  from  Columbus,  Ga., 
to  Chattahoochee,  Fla.,  at  the  jimction  of  the  Flint,  which  was  to  be 
obtained  by  the  removal  of  logs,  snags,  and  overhanging  trees,  cut- 
ting through  the  rock  and  marl  shoius,  and  scouring  out  sand  bars 
by  works  of  contraction  and  shore  protection.  The  estimated  cost 
01  this  work  from  Chattahoochee,  Fla.,  to  Eufaula,  Ala.,  139  miles, 
was  S145,247,  but  no  estimate  of  cost  for  that  part  between  Eufaula 
and  Columbus  was  ever  made. 

The  amount  expended  on  this  work  to  the  close  of  the  fiscal  year 
ending  June  30,  1909,  was  $723,643.33,  largeljr  expended  in  main- 
tenance, removir^  the  annual  influx  of  obstructions  brought  in  from 
caving  banks.  Tne  project  is  about  80  per  cent  completed  in  the 
upper  section  above  Eufaula  and  about  10  per  cent  in  the  lower 
section. 

No  increased  depth,  except  in  the  upper  part  of  the  river,  has  been 
gained;  but  by  removing  the  logs,  snags,  and  overhanging  trees, 
removing  the  sand,  gravel,  marl,  and  rode  reefs,  and  regulating  the 
channel  immediately  below  Columbus,  the  river  has  been  kept  open 
to  navigation.  As  nearly  all  the  land  along  the  banks  of  the  river 
and  its  tributaries  has  been  gradually  cleared,  each  rainy  season  has 
brought  increasing  quantities  of  sand  into  the  river,  filling  the 
original  river  bed  with  shifting  sand  and  gravel  bars  and  greatly 
changing  its  regimen.  Four  feet  draft  can  be  carried  at  ordinary  low 
water,  but  at  extreme  low  water  scant  3  feet  is  the  maximum  draft 
that  can  be  coimted  upon. 

Below  Eufaula,  Ala.,  the  river  is  now  in  a  fair  condition,  with  an 
available  low-water  depth  of  3^  feet,  but  between  Eufaula  and 
Columbus  there  are  a  number  of  bars  and  isolated  obstructions  which 
cause  trouble,  particularly  at  extreme  low  water.  The  most  serious 
of  these  obstructions  was  a  series  of  sand  bars,  formed  in  the  river 
from  the  wharves  at  Columbus  down  to  Mary  Freemans  bar,  3  miles 
below,  which  made  it  impossible  for  steamboats  to  reach  Columbus, 
and  the  head  of  natation  during  the  period  of  extreme  low  water 
was  therefore  Mary  Freemans  bar. 

During  the  last  few  years  more  liberal  appropriations  have  per- 
mitted a  more  vigorous  prosecution  of  work,  and  considerable  prog- 
ress has  been  made  on  the  permanent  improvement  of  the  river.  £i 
addition  to  maintaining  the  river  free  from  snags  and  obstructions, 
the  channel  for  a  distance  of  32  miles  below  Columbus  has  been  regu- 
lated by  a  system  of  jetties,  and  the  most  serious  bars  in  the  upper 
river  have  been  kept  open  by  dredging  where  necessary.*  As  a  result 
of  this  work,  Columbus  has  become  the  head  of  navigation,  and  boats 
are  able  to  reach  there  at  all  times  except  during  unusually  low 
water,  such  as  occurred  in  the  fall  of  1904,  putting  a  stop  to  all  navi- 
gation. 

A  large  number  of  other  sand  bars  and  shoals  between  Columbus 
and  Eufaula  still  need  improvement,  the  regulating  works  already 
built  require  repairs  and  maintenance,  and  the  annual  accumulation 
of  snags  and  other  obstructions  must  be  removed  from  the  river 
throughout  its  length. 
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It  is  proposed  to  apply  the  funds  available  and  the  appropriation 
recommenaed  to  this  work,  the  regulating  works  to  be  extended  down 
the  river  from  the  foot  of  the  present  permanent  improvement. 

The  variation  of  the  water  level  is  0  to  47  feet  at  Columbus. 

The  commerce  of  this  stream  consists  of  cotton,  cotton  seed,  ferti- 
lizers, grain,  naval  stores,  provisions,  hardware,  and  general  merchan- 
dise, and  is  so  combined  with  that  of  the  Flint  and  Apalachicola 
rivers  that  a  separation  is  impossible.  It  is  given  under  the  report  of 
the  FUnt  River  as  121,717  tons,  valued  at  $12,000,000. 

The  effect  of  the  improvement  has  been  to  give  to  Columbus  and  all 
other  points  on  the  river  water  rates,  or  a  material  reduction  over  rates 
to  all-rail  points,  but  the  exact  amount  of  reduction  can  not  be  stated. 

For  reference  to  report  of  examination  of  this  river,  see  Annual 
Report  of  the  Chief  of  Engineers  for  1906,  page  341. 

July  1,  1908,  balance  unexpended $81, 196. 50 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 115,000.00 


196.196.50 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $45, 000. 00 

For  maintenance  of  improvement 36, 909. 06 

81,909.05 


July  1,  1909,  balance  unexpended 114,287.45 

July  1,  1909,  outstanding  liabilities 13,634.62 

July  1,  1909,  balance  available 100,652.83 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1,  1909 oll5, 000. 00 

Submitted  in  comi)liance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  6.) 

6,  Choctawhatchee  River,  Florida  and  Alabama, — The  Choctaw- 
hatchee  River  is  162  miles  long  from  Newton^  Ala.,  to  its  mouth,  in 
Choctawhatchee  Bay,  an  arm  of  the  Gulf  of  Mexico. 

Oriffinally  the  river  was  impassable  during  low  water  for  about  10 
miles  T>elow  Newton,  due  to  marl  reefs  and  fish-trap  dams,  and  for 
the  remaining  152  miles  to  the  mouth  it  was  much  obstructed  by 
sn^,  logs,  overhanging  trees,  and  sand  and  gravel  bars. 

Tne  project  for  the  improvement,  as  amended  in  1890,  contemplates 
the  creation  of  a  low-water  navigable  channel  throughout  by  remov- 
ing logs,  snags,  and  overhanging  trees,  by  excavating  rock  and  marl 
shoals,  and  by  contraction  works  and  shore  protection,  at  an  esti- 
mated cost  of  $112,832. 

The  amount  expended  on  this  river  under  the  existing  project 
(i.  e.,  since  1874)  up  to  the  close  of  the  fiscal  year  ending  June  30, 
1909,  was  $187,455.97,  of  which  the  greater  part  has  been  expended 
in  maintenance.  The  expenditures  prior  to  1874  amounted  to 
$12^876.62 

The  project  has  been  completed  and  the  additional  work  required 
is  for  maintenance. 

A  Item  of  940,000  for  dredge  may  be  omitted,  thus  reducing  this  estimate  to  175,000. 
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The  following  results  have  been  accomplished: 

A  channel  40  feet  wide  and  3  feet  deep  has  been  blasted  through 
the  marl  shoals  below  Newton  to  the  lower  end  of  these  shoals  above 
Pates  Landing.  The  river  has  been  partially  cleared  of  snags  and 
other  obstructions  from  Pates  Landing  to  Geneva,  but  above  Pates 
Landing  to  the  foot  of  the  shoals  it  is  impassable  at  lower  stages 
of  water.  A  fairly  navigable  channel  3  J  feet  deep  at  low  water 
was  secured  bj  ^a^ging  and  works  of  regulation  from  Greneva  to 
Caryville,  but  is  again  much  obstructed.  The  remainder  of  the  lower 
river  has  repeatedly  been  cleared  of  obstructions,  but  is  at  present 
much  obstructed,  except  the  section  below  the  mouth  of  the  Holmes 
River,  which  is  in  fair  condition.  A  channel  75  feet  wide  and  6  feet 
deep  at  mean  low  water  was  dredged  through  the  bar  at  the  mouth 
of  the  river  (Cypress  Top). 

The  actual  head  of  navigation  at  low  water  on  June  30,  1909,  was 
the  mouth  of  the  Holmes  River,  33  miles  above  the  mouth  of  the 
river.  The  minimum  draft  that  could  be  carried  to  this  point  was 
about  3  feet,  but  the  draft  is  at  least  1  foot  greater,  except  at  Sandy 
reach,  where  trouble  has  recently  developed. 

The  effect  of  the  improvement  on  freight  rates,  if  any,  can  not  be 
stated. 

The  additional  appropriation  recommended  will  be  applied  to 
removal  of  obstructions  for  maintenance  of  improvement  below 
Gteneva. 

There  is  no  commerce  on  the  river  above  Geneva,  with  the  possible 
exception  of  a  small  movement  of  logs.  Below  Geneva  there  is  a 
large  commerce  in  logs  and  hewn  timber,  and  five  steamers  ply 
between  Pensacola  and  Vernon  on  the  Holmes  River. 

The  commerce  on  this  stream  is  mainly  saw  logs,  timber,  naval 
stores,  and  general  merchandise,  reported  at  a  valuation  of  $2,211,651 
for  the  calendar  year  1908. 

For  reference  to  reports  on  examination  of  this  river,  see  Annual 
Report  of  the  Chief  of  Engineers  for  1906,  page  343. 

July  1,  1908,  balance  unexpended $5, 869. 43 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 ^ 5,000.00 

10, 869. 43 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement     5,  025. 40 

July  1,  1909,  balance  unexpended 5, 844. 03 

July  1,  1909,  outstanding  liabilities 522. 33 

July  1,  1909,  balance  available 5, 321. 70 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  6.) 

7.  Holmes  River,  Florida,  from  Vernon  to  its  mouth, — Holmes 
River  empties  into  the  Choctawhatchee  River  about  40  miles  above 
the  mouth  of  the  latter.  It  is  a  wide  and  deep  stream  to  the  town  of 
Vernon,  25  miles  above  its  mouth,  but  was  originally  obstructed  by 
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sunken  logs,  fallen  timber,  and  overhanging  trees,  and  was  only 
ayailable  for  navigation  by  small  sailing  craft  and  barges,  whicn 
occasionally  made  trips  up  to  Vernon. 

The  present  project  for  the  improvement  of  the  stream  provides 
for  making  a  navigable  channel  oy  remoying  logs  and  sn^s  from 
the  river  and  overhanging  trees  from  its  bai^  ^om  the  mouth  up 
to  the  town  of  Vernon. 

The  total  amoimt  expended  on  this  improvement  up  to  the  close  of 
the  fiscal  year  ending  June  13,  1909,  was  $16,085.38,  of  which 
$13,160.95  was  upon  j&olmes  River  and  $2,160.80  upon  Lagrange 
B^ou. 

The  project  has  been  completed  and  additional  work  required  is  for 
maintenance. 

The  operations  during  the  year  consisted  in  snagging  for  mainte- 
nance of  the  channel  to  Vernon,  the  head  of  navigation. 

The  importance  of  this  improvement  has  greatly  increased  in  the 
last  few  years,  and  five  steamers  are  now  engaged  in  the  large  and 
growing  trade  between  Vernon  and  Pensacola. 

The  commerce  of  the  stream  consists  of  cotton,  turpentine,  rosin, 
molasses,  honey,  and  miscellaneous  articles,  the  value  of  which  in 
1908  was  $640,000. 

For  reference  to  report  of  examination  of  this  stream,  see  Report 
of  the  Chief  of  Engmeers  for  1882,  page  1308. 

As  this  river  is  the  only  means  of  transportation  in  that  section, 
there  is  no  basis  for  comparison  and  the  eflFect  of  the  improvement  on 
freight  rates  can  not  be  stated. 

July  1,  1908,  balance  unexpended $678. 25 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 

2, 678. 25 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement        763. 63 

July  1,  1909,  balance  unexpended 1, 914.  62 

July  1,  1909,  outstanding  liabilities 438.  24 

July  1,  1909,  balance  available 1, 476. 38 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1911. 
for  maintenance  oi  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 2,000.00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  7.) 

8,  Blachvater  River,  Florida. — ^The  original  project  for  this  im- 
provement was  adopted  March  3,  1899,  and  provided  for  securing  a 
channel  9  feet  deep  from  Milton,  Fla.,  to  Pensacola,  Fla.,  at  an  esti- 
mated cost  of  $20,000.  Under  this  project  $5,000  was  expended, 
and  a  channel  of  the  required  depth  secured  in  the  river  proper. 

The  river  and  harbor  act  of  March  3,  1905,  fixed  the  width  of  the 
channel  at  100  feet  and  the  estimated  cost  of  completion  at  $15,000. 

With  funds  appropriated  by  this  act  an  8-inch  suction  dredge  and 
other  plant  necessary  for  doing  the  work  were  repaired  and  dredging 
was  commenced  in  East  Bay  near  the  beacon,  about  2  miles  below 
Robinsons  Pointy  and  a  channel  about  80  feet  wide  and  not  less  thau 
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9  feet  deep  was  dredged  for  a  distance  of  4,470  feet  toward  Robin- 
sons Point.  This  cuthas  improved  the  worst  part  of  the  channel  and 
increased  the  available  depth  over  the  improvement  about  1  foot, 
and  it  is  estimated  that  the  approved  project  is  about  40  per  cent 
completed.  In  the  execution  of  this  work  it  has  been  found  that  the 
area  to  be  dredged  over  is  much  larger  than  indicated  by  the  avail- 
able charts  of  the  improvement,  possibly  due  in  part  to  fill  which  has 
taken  place  since  the  surveys  for  the  charts  were  made.  To  secure  a 
channel  9  feet  deep  and  100  feet  wide  over  the  remaining  shoals 
within  the  wide  limits  covered  by  the  improvement  is  estimated  to 
require  $20,000  in  addition  to  funds  availaole.  It  is  to  be  noted  that 
in  the  report  upon  which  the  present  project  is  based  the  doubtful 
character  of  the  original  estimate  was  recognized  and  the  possibiUty 
of  a  considerable  increase  was  clearly  foreseen. 

The  total  amoimt  expended  on  tnis  improvement  up  to  the  close 
of  the  fiscal  year  ending  June  30,  1909,  was  $19,733.32,  of  which 
about  $5,000  was  for  maintenance.  The  expenoiture  during  the 
year  was  in  payment  of  outstanding  liabilities  of  the  preceding  year 
and  incidental  expenses. 

The  maximiun  draft  that  could  be  carried  over  the  improvement  at 
mean  low  water  on  Jime  30,  1909,  was  8  feet.  The  usual  variation 
of  water  surface  is  2  feet.  The  head  of  navigation  is  at  Milton, 
about  4  miles  above  the  mouth  of  the  river  proper. 

The  effect  of  the  improvement  on  freight  rates,  if  any,  can  not  be 
stated. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
to  completion  of  the  project  and  its  maintenance  thereafter. 

The  commerce  of  this  stream  consists  of  timber,  lumber,  naval 
stores,  and  general  merchandise,  having  an  estimated  value  of  $2,076,- 
000  per  annum.  The  dry  dock  at  Bagdad  and  marine  railway  at 
Milton  both  do  a  large  business,  which  would  be  materially  increased 
by  the  completion  or  the  project.  Lumber  brought  by  rail  is  stored 
in  the  bayou  near  Milton  and  taken  to  Pensacola  via  tnis  river. 

For  reference  to  report  of  examination  of  this  improvement,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1906,  page  345. 

July  1,  1908,  balance  unexpended $270.03 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 3. 35 

July  1,  1909,  balance  unexpended 266.68 

Julyl,  1909,  outstanding  liabilities 31.82 

July  1,  1909,  balance  available 234.86 

Amount  (estimated)  required  for  completion  of  existing  project. .  .^ 20, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Juljr  1,  1909 25, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  8.) 

9,  Harbor  at  Pensacola,  Fla, — ^The  available  depth  across  the  inner 
bar  at  the  entrance  to  this  harbor  in  1879,  previous  to  any  work  of 
improvement,  was  19.5  feet,  the  width  of  the  channel  being  contracted 
by  the  encroachment  of  the  Middle  Oroimd  shoal  to  the  soutiiward. 
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The  harbor  entrance  and  channel  wajr  were  also  obstructed  by  wrecks, 
and  the  western  shore  line  in  the  vicinity  of  Fort  McRee  was  cutting 
away  rapidly,  almost  the  whole  of  the  old  Fort  McRee  washing  away 
before  tne  erosion  was  stopped. 

The  project  of  1877  considered  onlv  the  removal  of  the  wrecks; 
that  of  1878  called  for  the  removal  of  these  wrecks  and  for  making 
a  survey  to  determine  further  recommendations  for  improvement. 
The  project  of  1881  provided  for  dredging  a  channel  300  feet  wide 
and  24  feet  deep  at  mean  low  water  for  the  temporary  relief  of  navi- 
gation, and  also  for  protecting  the  shore  line  near  Fort  McRee,  with 
a  view  to  preventing  further  injurious  changes.  Dredging  under  this 
project  was  carried  on  at  various  times  between  1881  and  1893^  and 
at  the  close  of  the  dredjging  operations  in  August,  1893,  the  available 
channel  was  225  feet  wide  ana  24  feet  deep  at  mean  low  water.  Two 
groins,  one  360  feet  and  the  other  220  feet  long,  were  completed  in 
1890  and  still  serve  to  hold  the  shore  line  near  Fort  McRee. 

In  1891  a  special  Board  of  Engineers  presented  a  project  for  open- 
ing a  new  channel  across  the  Caucus  shoal,  following  the  direction  of 
the  ebb  current,  by  means  of  two  jetties,  assistea  by  dredging,  if 
necessary.  In  1895  a  second  special  Board  of  engineers  recommended 
that  no  change  be  made  in  the  project  of  1891,  but  that  dredging  be 
tried,  using  one  of  the  hydraulic  dredges  belonging  to  the  United 
States  to  open  up  a  channel  26  feet  deep  at  mean  low  water  and  as 
wide  as  practicaole  on  the  line  of  deepest  water  across  the  Caucus 
shoal  ana  approximately  on  the  line  of  the  axis  of  the  jettied  channel 
proposed  by  the  Board  of  Engineers  in  1891.  In  December^  1895, 
this  channel  was  opened  by  the  U.  S.  dredge  Gedney  to  a  width  of 
120  feet  and  depth  of  24  feet  at  mean  low  water.  It  has  a  length  of 
about  10,000  feet  across  Caucus  shoal  and  is  now  known  as  the  Caucus 
channel. 

In  1896  the  same  Board  that  recommended  the  first  amendment  to 
the  project  of  1891  submitted  a  second  amendment  providing  for  the 
expenditure  of  all  funds  available  in  continuing  the  work  of  dredging 
across  the  Caucus  shoal  and  for  building  a  dredge  and  opening  the 
channel  across  the  Caucus  shoal  30  feet  deep  at  mean  low  water  to  a 
width  of  at  least  300  feet,  with  such  side  slopes  as  the  material  would 
assume,  if  sufficient  funds  were  made  available  by  Congress.  Until 
a  channel  should  be  opened  by  dredging  across  the  Caucus  shoal,  as 
above  proposed  the  Board  recommended  that  the  construction  of  the 
jetties  for  its  maintenance  be  not  considered. 

The  river  and  harbor  act  of  March  3,  1899,  extended  this  project 
to  ''securing  a  channel  depth  of  30  feet  at  mean  low  water,  from  the 
Gulf  of  Mexico  to  the  dock  line  at  the  east  end  of  the  city  of  Pensa- 
cola." 

The  amount  expended  on  these  projects  to  June  30,  1905,  was 
$725,956.94.  The  work  done  comprises  the  removal  of  the  wrecks 
obstructing  the  channel,  dredging  a  large  amount  of  material  from 
the  inner  bar,  opening  and  redredging  a  30-foot  channel  across  the 
Caucus  shoal,  and  the  protection  of  the  shore  line  from  erosion  by  the 
construction  of  two  groins  near  old  Fort  McRee. 

The  river  and  harbor  act  approved  June  13,  1902,  appropriated 
$220,000,  of  which  $150,000  miffnt  be  used  in  constructing  a  seagoing 
suction  dredge.  This  dredge,  the  Caucus,  was  buDt  and  turned  over 
to  the  district  in  August.  1905.  The  same  act  modified  the  project, 
which  now  provides  for  dredging  a  channel  30  feet  deep  and  600  feet 
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wide  from  the  Gulf  of  Mexico  to  the  dock  line  at  the  east  end  of  the 
city  of  Pensacola.    There  is  no  approved  estimate  of  the  cost  of  this 

Sroject.  Under  this  amended  project  there  has  been  expended  for 
redge  construction  $172,221.27  and  for  the  improvement  $259,- 
995.39,  of  which  about  $175,000  has  been  apphed  to  maintenance. 

The  project  is  about  33  per  cent  completed. 

The  dredge  Ccmcus  conunenced  dredging  September  18,  1905,  and 
at  the  close  of  the  present  fiscal  year  had  removed  a  total  of  2,039,138 
cubic  yards  of  material.  This  work  has  restored  the  channel  to  its 
original  dimensions  and  widened  it,  and  removed  the  shoaling  due  to 
the  storm  of  September,  1906,  so  that  on  June  30,  1909,  the  mmimum 
width  of  channel  having  a  depth  not  less  than  30  feet  at  mean  low 
water  was  approximately  300  feet. 

From  Julv  1,  1908,  to  October  11,  1908,  the  Caucus  continued 
dredging.  On  October  11  she  was  docked  at  the  Pensacola  Navy- 
Yara  for  annual  repairs.  Owing  to  lack  of  funds  she  was  sent  to 
Carrabelle,  Fla.,  after  repairs  were  completed,  returning  to  Pensacola 
June  1,  1909,  since  whicn  time  she  has  oeen  at  work  with  one  pump, 
on  accoimt  of  pump  shaft  being  broken. 

The  maximum  draft  that  could  be  carried  over  the  improvement 
at  mean  low  water  on  June  30,  1909,  was  30  feet,  and  the  ordinary 
range  of  the  tide  is  about  1.1  feet. 

The  commerce  of  this  port  is  very  large.  For  the  fiscal  year  ending 
June  30,  1903,  the  foreign  exports  were  reported  as  $13,741,540,  no 
record  of  the  coastwise  exports  being  available;  in  1904,  as  $15,- 
893,456;  in  1905,  exports  as  $15,295,067,  and  import^  as  $985,840; 
in  1906,  exports  as  $18,432,931,  and  imports  as  $386,377;  in  1907, 
exports  as  $20,229,414,  and  imports  as  $618,363;  in  1908,  exports  as 
$20,322,649,  and  imports  as  $675,503;  in  1909,  exports  as  $16,306,056, 
and  imports  as  $1,188,925. 

The  completion  of  the  project  will  give  greatly  increased  facilities 
to  the  large  commerce  or  Pensacola,  but  will  not  materially  affect 
freight  rates. 

It  is  proposed  to  apply  the  appropriation  recommended  in  dredging 
operations  toward  completion  of  the  project  and  maintenance  of 
tne  project  depth. 

July  1,  1908,  balance  unexpended $38, 333. 11 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 110, 000. 00 

148,333.11 
June  30,  1909,  amount  expended  diuing  fiscal  year: 

For  works  of  improvement $10,  ObO.  00 

For  maintenance  of  improvement 25, 971. 24 

35,971.24 


July  1,  1909,  balance  unexpnded 112, 361. 87 

July  1,  1909,  outstanding  liabilities 3, 121. 54 

July  1,  1909,  balance  available 110, 240. 33 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1,  1909 90,000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  9.) 
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10,  Escambia  and  Conecuh  rivers,  Florida  and  Alabama. — These 
two  names  apply  to  one  and  the  same  stream,  which  flows  through  a 
heavUy  timbered  country  in  southern  Alabama  and  western  Florida 
into  Escambia  Bay,  an  arm  of  Pensacola  Bav.  The  change  of  name 
occurs  at  the  boundary  line  between  the  two  States.  The  timber  from 
this  district  is  brought  down  the  river  and  forms  a  large  part  of  all 
that  is  exported  from  Pensacola.  Originally  the  river  was  much 
obstructed  by  snags,  marl  reefs,  and  sand  bars,  and  a  bar  at  its  mouth, 
where  the  raJts  are  made  ready  to  be  towed  to  Pensacola,  prevented 
the  entrance  of  tugs  and  seriously  interfered  with  navigation. 

The  first  appropriation  for  the  improvement  of  this  river  was 
made  in  1833,  and  prior  to  the  adoption  of  the  present  project  $5,000 
was  expended  in  removing  obstructions.  A  subsequent  appropriation 
of  $5,500,  made  in  1836,  was  returned  to  the  surplus  fund  m  1838. 
No  further  appropriations  were  made  until  1880. 

(a)  General  improvement, — The  present  project,  as  originally 
adopted  June  14,  1880,  provided  for  the  improvement  of  the  river 
from  its  mouth  to  Indian  Creek,  Alabama,  an  estimated  distance  of 
293  miles,  by  the  removal  of  snags,  logs,  and  overhanging  trees,  by 
excavating  rock  shoals,  by  works  of  contraction  and  shore  protection, 
and  by  dredging  a  channel  150  feet  wide  and  5^  feet  deep  at  mean  low 
water  through  the  bar  at  the  mouth,  all  at  an  estimated  cost  of 
$87,430,  but  the  recent  adoption  of  a  separate  project  for  the  Conecuh 
River  has,  in  eflFect,  fixed  tne  upper  limit  of  the  improvement  as  the 
mouth  of  Patsaliga  Creek.  The  project  has  been  completed  and  addi- 
tional work  required  is  for  maintenance. 

The  amount  expended  on  this  project  to  June  30,  1909,  was 
$153,101.94,  largely  for  maintenance.  These  expenditures  have  kept 
the  river  fairly  Free  from  snags,  opened  the  channel  across  the  bar  at 
the  mouth  from  time  to  time,  and  greatly  facilitated  the  rafting  and 
towing  of  timber;  but,  due  to  lack  of  funds  in  recent  years,  the  river, 
which  in  1900  was  practically  free  from  obstructions  from  its  mouth 
to  near  the  mouth  of  Patsaliga  Creek,  again  became  so  much  ob- 
structed as  to  seriously  interfere  with  the  rafting  at  low-water  stages. 
During  the  year  the  stream  was  cleared  of  obstructions  for  a  distance 
of  162  miles. 

It  is  proposed  to  apply  the  appropriation  recommended  in  snag- 
ging ana  dredging  toward  maintenance  of  the  improvement. 

Reference  to  reports  of  examination  of  this  improvement  will  be 
found  on  pages  348  and  349  of  the  Report  of  the  Chief  of  Engineers 
for  1906. 

(b)  Conscuh  River. — By  act  of  Congress,  approved  March  2,  1907, 
a  project  was  adopted  for  completing  the  improvement  of  the  Cone- 
cuh River  from  the  mouth  of  ratsaliga  Creek  to  the  State  line  be- 
tween Florida  and  Alabama  by  removal  of  bowlders,  snags,  and  rock 
shoals,  in  accordance  with  report  submitted  in  House  Document  No. 
159,  Fifty-ninth  Congress,  first  session,  at  an  estimated  cost  of 
$31,000. 

For  work  under  this  project  a  plant  consisting  of  a  Quarter  boat 
and  two  working  barges  has  been  constructed.  The  field  work  com- 
menced July  22,  1907.  During  the  fiscal  year  ending  June  30,  1909, 
92  miles  of  river  was  worked  over,  34  miles  being  new  work.  Funds 
now  available  will  be  sufficient  to  complete  the  project  for  this 
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section  of  river.  Subsequent  maintenance  can  be  more  conveniently 
and  logically  provided  for  under  the  general  project. 

The  actual  bead  of  navigation  dunng  ordinaiy  stages  of  the  river 
is  at  the  mouth  of  PatsaUga  Creek,  about  195  nules  above  the  mouth 
of  the  Escambia  River. 

Commerce  consists  of  timber  floated  in  rafts,  the  value  of  which 
in  1908  is  estunated  at  $3,863,000. 

Work  now  completed  influences  the  transportation  of  timber  on 
170  miles  of  river,  which  has  been  greatly  faciUtated,  admitting  of 
rafting  on  stages  of  water  some  3  feet  less  than  formerly.  The 
freight  per  thousand  by  rail  from  River  FaUs,  a  point  3  miles  below 
PatsaUga  Creek,  to  water  is  $1.50;   by  river,  it  is  75  cents. 

QENBRAL  IMPBOYBMBNT. 

July  1, 1908,  balance  unexpended $7, 913. 86 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 5,000.00 

12, 913. 86 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 6, 656. 37 

July  1, 1909,  balance  unexpended 6, 257. 49 

July  1, 1909,  outstanding  liabilities 1,735.17 

July  1, 1909,  balance  available 4, 522. 32 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5, 000. 00 

Submitted  in  compliance  with  re<iuirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONXOUH  RTVBB. 

July  1, 1908,  balance  unexpended $21, 518. 33 

Received  from  refundment  of  overpayment. .10 

21, 518. 43 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      10,877.76 


July  1,  1909,  balance  unexpended 10, 640.  67 

July  1, 1909,  outstanding  liabilities 863.89 

July  1,  1909,  balance  available 9, 776. 78 

(See  Appendix  Q  10.) 

11,  Alabama  Rivera  Alabama. — This  river  is  formed  by  the  junc- 
tion of  the  Coosa  and  the  Tallapoosa,  11  miles  below  Wetumpka,  on 
the  Coosa  River,  and  from  this  junction  to  its  junction  with  the  Tom- 
bigbee  to  form  the  Mobile  it  constitutes  a  312-mile  link  in  a  water- 
way 815  miles  long,  from  the  Oostenaula  and  Coosawattee  rivers, 
Greorgia,  to  the  Guff  of  Mexico. 

The  river  was  originally  so  obstructed  by  logs,  snags,  and  over- 
hanging trees,  and  shoals,  many  with  deptns  of  but  2.5  feet,  that 
durmg  the  low-water  season  navigation  was  practicable  by  day  only. 
Long  detentions  were  frequent  at  many  of  the  shoals  below  Selma, 
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and  when  the  water  was  unusually  low  trafiSc  was  suspended  between 
Selma  and  Montgomery  for  three  or  four  months  in  the  year. 

The  original  project,  adopted  in  1878,  for  the  improvement  of 
this  stream  provided  for  securing  a  low- water  channel  4  feet  deep  and 
200  feet  wide  by  removing  snags,  logs,  and  overhanging  trees;  by 
constructing  works  of  regulation,  and  by  dredging,  all  at  an  estimated 
cost  of  $229,741.  On  this  project  $185,000  was  expended,  principaUy 
in  snagging  operations  and  the  construction  of  works  of  contraction. 
These  expenditures  greatly  improved  the  condition  of  the  channel, 
freeing  it  from  obstructions,  and  secured  a  low-water  depth  of  4^ 
to  5  feet. 

In  1891  the  original  project  was  amended  to  provide  for  a  low- 
water  channel  6  feet  deep,  which  was  to  be  secured  in  the  same  gen- 
eral way  as  contemplated  in  the  original  project,  and  the  estimated 
cost  was  placed  at  $386,251,  provided  that  at  least  $100,000  should  be 
appropriated  annually  and  $10,000  a  year  thereafter  for  maintenance. 
Tne  project  is  about  30  per  cent  completed. 

Under  this  project  there  has  been  expended  to  June  30,  1909, 
$488,009.09,  largely  for  maintenance,  but  until  recentlv  appropria- 
tions have  been  verjr  small  and  the  channel  has  been  deteriorating, 
work  on  the  river  being  confined  to  the  operations  of  the  snag  boat. 
During  the  last  three  years  the  plant  has  been  thoroughly  overhauled 
and  materially  increased. 

The  river  and  harbor  act  of  March  3,  1905,  contemplated  securing 
a  continuous  channel  not  less  than  4  feet  deep  in  the  Alabama  River 
by  open-channel  work,  and  as  the  benefits  to  be  derived  from  the 
improvement  are  very  great,  funds  should  be  provided  for  the  vigor- 
ous prosecution  of  work. 

Operations  during  the  year  consisted  in  snagging,  dredging,  and 
construction  of  contraction  works  at  various  points. 

During  the  year  the  maximum  draft  that  could  be  carried  to  Mont- 
gomery at  low  water  was  about  3  feet,  but  as  the  boats  operating  on 
this  river  draw  from  4  to  6  feet,  the  boats  came  only  to  Selma  till 
high  water. 

It  is  proposed  to  apply  the  appropriation  recommended  in  snag- 
ging, dredging,  and  construction  of  contraction  works  in  furtherance 
of  the  project  and  in  maintenance  of  the  improvement. 

The  actual  head  of  navigation  at  ordinary  low  water  is  Wetumpka, 
on  the  Coosa  River,  and  tne  variation  of  the  water  level  is  from  0  to 
69  feet  at  Montgomery. 

The  commerce  of  this  stream  is  important,  consisting  principally 
of  cotton,  cotton  seed,  fertilizers,  grain,  lumber,  shingles,  naval 
stores,  staves,  and  a  large  Quantity  of  miscellaneous  freight  of  all 
descriptions,  the  value  of  wnich  for  the  year  1908  is  estimated  at 
$9,000,000.  This,  however,  is  but  a  part  of  the  freight  movement 
that  is  aflFected  by  the  improvement,  for  the  actual  shipments  by 
water  have  been  relatively  small,  and,  with  a  river  improved  for  con- 
tinuous navigation,  it  is  estimated  that  at  least  100,000  tons  of  the 
present  all-rail  freight  movement  would  either  go  by  river  or  at  river 
rates,  and  the  resulting  saving  would  be  very  large.  In  addition, 
improved  facilities  would  render  possible  an  actual  reduction  in  rates 
on  freight  now  carried  by  river. 

For  reference  to  reports  of  examinations  made  of  this  river,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1906,  pages  349  and  350. 
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July],  1908,  balance  unexpended $170,389.22 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 110,000.00 

280,389.22 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $60, 000. 00 

For  maintenance  of  improvement 64, 348. 31 

124,348.31 


July  1, 1909,  balance  imexpended 156, 040. 91 

July  1,  1909,  outstanding  habilitiea 14, 975. 00 

July  1, 1909,  balance  available 141, 065. 91 

Amount  that  can  be  i>rofitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  imexpended  July  1, 1909 90, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  11.) 

1£,  Coosa  River y  Georgia  and  Alabama. — ^The  Coosa  is  formed  at 
Rome,  Gra.,  by  the  junction  of  the  Oostenaula  and  Etowah  rivers, 
which  have  their  sources  in  northern  Greorgia.  The  Oostenaula  is 
formed  by  the  junction  of  the  Coosawattee  and  Connesauga  rivers,  56 
miles  northwest  of  Rome.  The  Oostenaula  above  Rome,  Ga.,  and  its 
tributary,  the  Coosawattee,  are  navigable  for  light-draft  boats  during 
nine  months  of  the  year  for  a  distance  of  about  105  miles,  but  the 
Etowah  and  the  Connesauga  are  not  navigable. 

The  Coosa  River  has  always  been  navigable  for  light-draft  boats 
from  Rome,  Ga.,  to  Greenport,  Ala.,  an  estimated  distance  of  162 
miles,  and  this  part  of  the  river  is  of  such  a  character  as  to  make 
its  improvement  by  works  of  contraction  and  channel  excavation 
entirely  practicable,  except  at  Horseleg  shoals,  near  Rome,  Ga.,  where 
a  lock  of  low  lift  will  be  ultimately  required. 

From  Greenport,  Ala.,  to  Wetumpka,  Ala.,  a  distance  of  142  miles, 
locks  and  dams  are  required  in  conjunction  with  works  of  contraction 
and  channel  excavation  to  provide  for  na violation. 

From  Wetumpka  to  the  junction  of  the  Tallapoosa  River  the  river 
is  navigable  at  all  seasons. 

The  ordinary  variations  of  the  water  surface  are,  at  Rome,  Ga., 
0  to  30  feet;  at  Greenport,  Ala.,  0  to  15  feet;  at  Wetumpka,  Ala.,  0  to 
50  feet. 

The  improvement  of  these  rivers  is  provided  for  under  the  two 
following  projects  (for  reference  to  report  upon  proposed  modifica- 
tions of  projects  for  improving  the  Coosa  River,  see  Annual  Report 
of  the  Chief  of  Engineers  for  1905,  d.  326): 

(a)  Coosa  River  between  Rome,  Ga.,  arid  East  Tennessee,  Virginia 
and  Georgia  Railroad  bridge. — The  original  project  for  the  improve- 
ment of  the  Coosa  River  contemplated  the  opening  of  a  continuous 
water  route  of  transportation  from  the  Mississippi  River  to  the 
Altantic  Ocean  by  way  of  the  Ohio,  Tennessee,  Coosa,  Etowah, 
Ocmulgee,  and  Altamaha  rivers,  with  canals  from  the  Tennessee  to 
the  Coosa  and  from  the  Etowah  to  the  Ocmulgee,  This  was  desig- 
nated as  the  ''southern  route." 
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Various  examinations  and  estimates  for  the  improvement  of  parts 
of  this  section  of  river  have  been  made  from  time  to  time  up  to  the 
adoption  of  the  existii^  project,  September  19,  1890.  This  project, 
as  modified  by  act  of  Congress  of  July  13,  1892,  formed  a  part  of  a 
plan  submitted  in  1875  for  a  proposed  waterway  from  the  Afississippi 
to  the  Atlantic  via  the  Tennessee  River,  and  provides  for  a  crib  and 
timber  lock  200  by  32  feet  and  a  3-foot  lift,  with  excavation  for  a 
4-foot  channel  between  Rome,  Ga.,  and  Wills  Creek  in  Alabama,  at  a 
total  estimated  cost  of  $180,000;  for  three  locks  between  Greenport 
and  Dam  4  (Whisenant  and  Ten  Island  shoals),  210  feet  long,  40  feet 
wide,  and  an  extreme  low-water  depth  of  4  feet  on  miter  sills, 
together  with  a  3-foot  channel  between  Locks  1  and  3,  at  a  total  esti- 
mated cost,  including  accessory  dams  and  dikes,  of  $155,616.23;  for 
five  locks  and  dams  from  and  including  Dam  4  to  the  East  Ten- 
nessee, Virginia  and  Greorgia  Railroad  bridge,  the  locks  to  have  an 
available  length  of  280  feet,  width  of  52  feet,  and  an  extreme  low- 
water  depth  of  6  feet  over  the  miter  sills,  together  with  a  connecting 
channel  100  feet  wide  and  4  feet  deep  at  extreme  low  water,  at  a 
total  estimated  cost  of  $1,160,491,  or  at  a  total  cost  for  the  entire 
improvement  of  $1,496,107.23.  About  21  per  cent  of  the  project  has 
been  completed. 

To  June  30,  1909,  there  has  been  expended  on  this  section  of  the 
Coosa  $1,101,016.88,  of  which  $577,316.88  has  been  expended  upon 
the  existing  project  and  $523,700  prior  to  its  adoption.  The  work 
accomplished  is  as  follows,  of  which  expenditures  about  10  per  cent 
has  been  for  maintenance : 

Locks  1,  2,  and  3,  Coosa  River,  commenced  prior  to  1890,  have 
been  completed.  They  are  situated,  respectively,  0.68  mile,  3.86  miles, 
and  5.24  miles  below  Greenport,  Ala.,  and  have  available  lengths  of 
175  feet  and  widths  of  40  feet. 

Lock  and  Dam  4  (25.89  miles  below  Greenport),  commenced  since 
the  adoption  of  larger  dimensions  above  mentioned,  has,  together 
with  its  appurtenances,  been  under  construction,  with  desultory 
appropriations,  since  1886,  but  still  incomplete. 

Channel  improvement  has  been  extendecl  as  far  down  as  Dam  4,  and 
navigation  is  now  possible  to  this  point,  except  at  extreme  low  water, 
when  interruptions  occur  a  short  distance  above  Dam  4. 

During  the  past  fiscal  year  work  was  confined  to  the  improvement 
and  maintenance  of  the  channel  between  Rome,  Ga.,  and  Dam  4, 
Alabama,  and  to  care  of  the  large  amount  of  plant  on  hand.  Provi- 
sion should  be  made  for  further  improvement  and  maintenance  of 
this  channel. 

On  June  30,  1909,  the  maximum  draft  that  could  be  carried  at 
ordinary  low  water  between  Rome,  Ga,  and  Dam  4  was  3  feet,  except, 
at  Horseleg  shoal,  IJ  miles  below  Rome,  over  which  but  2  feet  can  oe 
carried  until  a  lock  is  constructed  at  this  point.  Survey  and  esti- 
mate for  this  lock  have  been  submitted. 

It  is  proposed  to  apply  the  additional  appropriation  recommended 
toward  rurther  improvement  and  maintenance  of  the  channel  between 
Rome,  Ga.,  and  Dam  4,  Alabama. 

The  improvement  has  resulted  in  a  reduction  in  railroad  rates 
between  points  on  the  river  and  either  Rome  or  Gadson  of  not  less 
than  50  per  cent,  water  rates  controlling  all  shipments  to  and  from 
the  country  contiguous  to  the  river. 
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The  commerce  of  this  portion  of  the  Coosa  consists  principally  in 
cotton,  cotton  seed,  fertilizers,  timber,  lumber,  staves,  gram,  and 
miscellaneous  articles,  amoimting,  for  tne  year  1908,  to  24,189  tons, 
valued  at  $2,500,000.  Limiber  and  logs  valued  at  $73,000  were  also 
reported  as  moved. 

(6)  Coosa  Rvoer  between  Wetumplca  and  East  Tennessee,  Virginia 
and  Georgia  Railroad  bridge. — On  account  of  the  nimierous  rapids 
this  part  of  the  river  has  never  been  navigable. 

The  original  project  for  the  improvement  of  this  section  of  the 
river  adopted  September  19,  1890,  as  the  result  of  a  survey  made  in 
1889  and  modified  bv  Congress  July  13,  1892,  contemplates  slack- 
water  navigation  ana  provides  for  the  construction  of  23  locks  and 
dams  of  varying  lifts,  of  an  available  length  of  280  feet  and  width 
of  52  feet,  with  6  feet  over  the  miter  sills,  no  lift  of  lock  to  exceed  16 
feet.  In  addition,  the  channel  is  to  be  cleared  of  various  rock  reefs  and 
points  so  as  to  give  a  least  depth  of  4  feet,  all  at  an  estimated  cost 
of  $5,106,422.     About  4  per  cent  of  the  project  has  been  completed. 

There  has  been  expended  on  this  project  to  June  30,  1909, 
$401,372.22,  of  which  about  2J  per  cent  has  been  for  maintenance, 
whicn  has  resulted  in  the  construction  of  the  lowest  lock  of  the  series, 
known  as  '*No.  31,''  excepting  the  dam  and  grates,  the  excavation  of 
the  channel  between  this  lock  and  the  one  next  above,  and  the  prepa- 
ration of  data  and  plans  for  additional  locks  and  dams,  but  these 
data  are  still  incomplete.  As  yet  no  benefit  has  been  derived  from 
this  improvement,  and  its  value  is  entirely  dependent  on  the  com- 
pletion of  the  entire  system. 

Provision  should  be  made  for  the  care  of  the  property  belonging  to 
the  improvement. 

GONSOUDATED. 

July  1, 1908,  balance  unexpended $30,630.68 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 40,000.00 

70, 530. 68 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $21, 906. 79 

For  maintenance  of  improvement 5, 000. 00 

26, 906. 79 

July  1, 1909,  balance  unexpended 43, 623. 89 

July  1, 1909,  outstanding  Labilities 3,204.91 

July  1, 1909,  balance  available 40, 418. 98 

Amount  (estimated)  required  for  completion  of  existing  project 6, 059, 913. 00 

Amount  that  can  be  i)rofitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  Julv  1,  1909 60,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  12.) 

IS.  Operating  and  care  of  caruils  and  other  works  of  navigation  on 
Coosa  River,  Georgia  and  Alabama. — Ijocks  1,2,  and  3  were  open  to 
navigation  on  June  30,  1890,  and  have  been  operated  continuously 
since,  except  during  such  periods  as  it  was  necessary  to  close  them 
for  repairs  and  for  a  period  of  ten  days  in  February,  1895,  when  the 
canal  Det ween  Locks  2  and  3  was  frozen  over. 
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The  amount  expended  to  the  end  of  the  fiscal  vear  ending  June  30, 
1909,  was  $185,015.43. 

The  expenses  of  operatmg  and  care  of  Locks  1,  2,  and  3,  and  Dafti 
4  during  the  fiscal  jrear  have  been  paid  from  the  permanent  indefinite 
appropriation  provided  for  by  section  4  of  the  act  of  Juiv  5,  1884, 
as  amended  and  reenacted  by  section  6  of  the  river  and  harbor  act 
approved  March  3,  1909. 

Tnese  expenses  amouuted  to  $5,218.84,  exclusive  of  liabilities  out- 
standing on  June  30,  1909,  of  $167.09. 

(See  Appendix  Q  13.) 

BXAMrNATIONS  AND   SURVEYS  MADE   IN   CX)MPLIANCE  WFTH  BIVEB  AND 
HARBOB  ACT  APPBOVED  MABCH   2,    1907. 

Reports  on  preliminary  examinations  and  survevs  required  by 
the  nver  and  harbor  act  of  March  2,  1907,  of  the  following  localities 
within  this  district  were  duly  submitted  by  the  district  officer. 
They  were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Har- 
bors, piLrsuant  to  law,  and  were  transmitted  to  Congress  and  printed 
in  documents  as  indicated: 

1.  Preliminary  examination  and  survey  of  Alaba/nui  and  Coosa 
rivers,  Alabama,  between  Montgomery  and  Wetumpka. — Reports  dated 
November  15,  1907,  and  October  8,  1908,  respectively,  are  printed 
in  House  Dociunent  No.  1089,  Sixtieth  Congress,  second  session.  A 
plan  for  improvement  at  an  estimated  cost  of  $36,000  is  presented. 

S.  Preliminary  examination  and  surveij  of  Coosa  Ri/oer  at  Horsdeg 
skoals,  near  Rome,  Ga.,  mith  a  view  to  t%e  construction  of  a  lock  and 
dam. — Reports  dated  September  4,  1907,  and  October  8,  1908,  re- 
spectively, are  printed  in  House  Document  No.  1115,  Sixtieth  Con- 
gress, second  session.  A  plan  for  improvement  at  an  estimated  cost 
of  $241,039  is  presented. 

S.  Preliminary  examination  and  survey  of  Coosa  River,  Georgia  and 
Alabama,  with  a  view  to  locating  and  constructing  Dam  No.  6,  in  the 
State  of  Alabama. — Reports  dated  September  4, 1907,  and  October  8, 
1908,  respectivelv,  are  printed  in  House  Document  No.  1421,  Sixtieth 
Congress,  second  session.  A  plan  of  improvement  at  an  estimated 
cost  of  $134^000  is  presented. 

4'  Preliminary  exa/mination  and  survey  of  St.  Andrews  Bay,  Flor- 
ida.— Reports  dated  November  15,  1907,  October  10,  1908,  Novem- 
ber 5,  1908,  and  March  1,  1909,  respectively,  are  printed  in  House 
Document  No.  12,  Sixty-first  Congress,  first  session.  A  plan  for 
improvement  at  an  estimated  cost  of  $203,560  is  presented. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  MOBILE,  ALABAMA, 

DISTRICT. 

This  district  was  in  the  charge  of  Mai.  Henry  Jervey,  Corps  of  Engi- 
neers, having  under  his  immediate  orders  First  Lieut.  W.  G.  Caples, 
Corps  of  Engineers,  to  August  5,  1908.  Division  engineers.  Col. 
E.  H.  RuflFner,  Corps  of  Engineers,  to  August  31,  1908,  and  Lieut. 
Col.  Lansing  H.  Beach,  Corps  of  Engineers,  since  that  date. 

1 .  Mobile  Harbor,  Alabama. — This  channel  originally  had  minimum 
depths  of  5i  feet  through  Choctaw  Pass  and  8  feet  through  Dog  River 
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bar,  at  mean  low  water,  the  available  draft  to  Mobile,  via  Spanish 
River,  being  limited  to  the  latter  depth. 

The  improvement  of  the  channel  of  Mobile  Harbor  has  been  pro- 
gressive. Between  1826,  the  date  of  the  first  appropriation  for  this 
work,  and  1857  a  channel  10  feet  deep  was  dredged  through  the  shoals 
in  Mobile  Bay  up  to  the  citv  of  Mobile.  Between  1870  and  1876  this 
depth  was  increased  to  13  feet,  the  channel  being  dredged  to  a  width 
of  300  feet  through  Choctaw  Pass  and  200  feet  through  Dog  River 
bar. 

In  1880  a  project  for  a  channel  17  feet  deep  and  200  feet  wide  was 
adopted,  ana  appropriations  between  1878  and  1886  were  applied  to 
the  formation  of  a  cnannel  of  these  dimensions. 

In  the  river  and  harbor  act  of  August  11,  1888,  a  project  for  secur- 
ing a  channel  23  feet  deep  was  adopted  this  project  being  modified 
by  the  river  and  harbor  act  of  September  19,  1890,  so  as  to  provide 
for  the  formation  of  a  channel  23  feet  deep  and  with  a  top  width  of 
280  feet  from  the  Gulf  of  Mexico  to  the  mouth  of  Chickasaw  Creek, 
above  the  city  of  Mobile.  Work  upon  this  channel  was  completed  in 
1896,  subsequent  appropriations,  up  to  and  including  that  made  by  the 
sundry  civil  act  of  July  1 ,  1898,  havmg  been  appUed  to  its  maintenance. 

The  total  amount  expended  on  these  projects  was  S3,648,630.60,  of 
which  about  $1 15,000  is  estimated  to  have  been  applied  to  maintenance. 

The  existing  project  for  the  improvement  of  Mobile  Harbor  pro- 
vides for  the  formation  of  a  channel  23  feet  deep  and  100  feet  wide 
at  bottom,  with  appropriate  slopes,  from  the  entrance  of  the  bay  to 
the  mouth  of  Chickasaw  Creek,  at  an  estimated  cost  of  SI, 640,000, 
and  the  removal  of  sunken  obstructions  from  Mobile  Harbor  at  siich 
times  as  the  latter  work  may  be  authorized.  This  project  was  adopted 
by  the  river  and  harbor  act  approved  March  3, 1899,  and  was  modified 
by  the  acts  of  June  13,  1902,  and  March  3,  1905. 

The  work  of  forming  a  23-foot  channel  in  Mobile  River  and  Bay 
under  this  project  was  conmienced  in  1899,  and  under  two  continuing 
contracts,  during  the  progress  of  which  12,402,956  cubic  yards  of 
material,  scow  measurement,  was  removed  up  to  November  11,  1903, 
an  uninterrupted  channel  of  the  projected  depth  and  from  56  to  150 
feet  width  was  formed  within  the  limits  of  the  project. 

After  the  storm  of  September  27,  1906,  the  channel  shoaled  in 
places  to  as  Uttle  as  17  feet.  Under  a  contract  the  worst  of  the  shoal- 
mg  was  remedied  at  a  cost  of  approximately  $100,000,  1,109,410 
cuoic  yards  of  material  being  removed. 

The  work  of  removing  sunken  trees,  logs,  timbers,  and  other  dan- 
gerous obstiuctions  from  the  channel  or  Mobile  Harbor  has  been 
prosecuted  when  necessary  with  funds  allotted  for  that  purpose. 

The  existing  project  was  modified  by  the  river  and  harbor  act  of 
March  2,  1907,  so  as  to  include  the  completion  of  the  work  proposed 
by  the  existing  project  at  an  estimated  cost  of  $560,000,  and  tne  prose- 
cution of  operations  to  provide  increased  depth  progressively  as  may 
be  possible  with  appropriations  of  $100,000  annualfy  for  a  period  of 
five  years. 

The  construction  of  a  dredge  was  authorized.  All  of  the  $560,000 
has  been  appropriated.  Of  this  amount  $10,000  was  applied  to 
the  removal  of  sunken  obstructions  from  Mobile  Harbor,  $545,000 
was  allotted  to  work  of  dredging  and  nearly  all  so  applied,  and 
$5,000  to  the  preparation  of  plans  for  a  diedge.     It  wtis  proposed 
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to  apply  $200,000  of  this  money  to  the  construction  of  a  dredge, 
but  the  administrative  act  approved  May  28,  1908,  contained  the 
following  provision: 

Seo.  7.  That  the  whole  or  any  part  of  the  amount  heretofore  authorized  to  be 
appropriated  for  the  construction  of  a  dredge  for  Mobile  Harbor,  Alabama,  with 
tne  exception  of  five  thousand  dollars  for  the  preparation  of  plans  for  said  dredge, 
may  be  used  for  dredging  said  harbor,  and  the  Secretary  of  War,  in  his  dbcretion, 
may  enter  into  a  contract  or  contiacts  for  the  performance  of  the  work. 

The  funds  are  therefore  being  applied  to  dredging,  except  the 
$5,t)00  for  dredge  plans. 

The  modification  of  project  is  printed  in  House  Document  No.  647, 
Fifty-ninth  Congress,  first  session. 

To  June  30,  1909,  there  was  expended  on  the  existing  project  as 
modified  $1,777,528.49,  of  which  $551,166.03  was  apphed  to  work 
of  maintenance. 

The  work  of  dredging  under  contract  dated  July  10, 1907,  approach- 
ine  completion  at  the  end  of  the  last  fiscal  year,  was  completed  in 
Jiuy,  1908,  leaving  depths  of  from  23i  to  25  feet  throughout  the  chan- 
nel, except  where  shoaling  had  occurred  in  the  lower  end. 

Plans  for  a  dredge  were  completed. 

At  the  beginning  of  the  fiscal  year  there  was  a  small  amount  of 
dredging  to  be  done  to  complete  the  contract  then  in  force,  and  the 
work  was  finished  by  the  removal  of  23,533.4  cubic  yards  of  material 
over  a  distance  of  3,100  feet  between  Chickasaw  Creek  and  Bea- 
con 22,  in  July,  1908. 

Under  date  of  February  1,  1909,  another  contract  was  made 
for  dredging  in  Mobile  Harbor  in  the  appUcation  of  the  funds  men- 
tioned in  the  administrative  act  above  quoted  from,  which  funds 
were  appropriated  by  the  act  of  March  4,  1909,  and  up  to  June  30, 
1909,  74,321  feet  of  channel  was  worked  over  under  this  contract, 
removing  about  2,145,000  cubic  vards  of  material,  the  width  of  cut 
bein^  from  about  85  to  about  125  feet,  the  purpose  of  the  work  being 
to  widen  the  channel  sufficiently  to  affora  23  feet  depth  for  a  width 
of  100  feet  at  bottom,  and  to  form  appropriate  siae  slopes.  The 
location  of  this  work  was  from  Beacon  10-A  to  Beacon  8,  from 
Beacon  6-A  to  1,635  feet  south,  and  from  150  feet  south  of  Bea- 
con 6  to  Beacon  2.  There  is  about  8,000  feet  of  channel  yet  to 
be  dredged. 

At  the  beginning  of  the  fiscal  year  there  was  a  small  balance 
available  for  removing  obstructions  from  the  harbor,  and  with  this 
a  little  work  was  done  in  July,  1908.  Work  was  resumed  in  April 
of  this  year,  with  an  allotment  of  $10,000  from  the  river  and  haroor 
act  of  March  3,  1909.  The  total  work  during  th^  fiscal  year  con- 
sisted in  removing  355  logs,  snags,  and  stumps  from  that  part  of 
the  channel  needing  this  work  most.     Operations  are  still  in  progress. 

From  the  river  and  harbor  act  of  March  3,  1909,  there  was  allotted 
$100,000  for  dredging  work  in  Mobile  Harbor. 

The  funds  available  will  be  applied  to  work  of  dredging  in  Mobile 
Harbor  and  to  the  removal  of  sunken  obstructions  in  maintenance 
of  the  improvement.  With  future  appropriations  work  will  be 
continued  under  the  approved  project. 

On  June  30,  1909,  the  maximum  low-water  draft  that  could  be 
carried  over  the  shoalest  part  of  the  dredged  channel  was  between 
23  and  24  feet  at  mean  low  water.  The  average  range  of  tide  is 
li  feet. 
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Mobile  River  is  navigable  for  vessels  of  about  14  feet  draft  up  as 
far  as  its  head,  45  miles  above  Mobile. 

Detailed  information  with  reference  to  the  work  accomplished 
under  the  existing  project  is  contained  in  the  Annual  Reports  of  the 
Chief  of  Engineers  for  1901,  page  1810,  and  1904,  page  1803.  A 
reference  to  the  report  of  the  survey  upon  which  the  project  is  based 
is  printed  in  the  Annual  Report  or  the  Chief  of  Engmeers  for  1904, 
page  324. 

The  combined  commerce,  foreign  and  domestic,  using  Mobile  Har- 
bor during  1908  aggregated  1,838,101  tons,  valued  at  $58,507,433. 
Cotton,  lumber,  timber,  breadstuffs,  and  hog  products  are  the  princi- 
pal articles  of  export,  and  bananas  and  sisal  grass  the  most  important 
of  imports. 

The  effect  of  the  project  has  been  to  give  Mobile  an  average  reduc- 
tion of  about  20  per  cent  on  rail  freight  rates  from  Atlantic  sea- 
port cities  and  to  afford  direct  water  freight  rates  from  Mobile  to 
foreign  ports. 

OBNBRAL  nfPROVEMENT. 

July  1,  1908,  balance  unexpended |160, 238.  54 

June  30,  1909,  receipts  from  sales 408.  00 

Amount  appropriated  by  sundry'  civil  act  approved  March  4,  1909 200, 000. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 100,000.00 


460, 646.  54 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $100, 000. 00 

For  maintenance  of  improvement 175, 424. 50 

«  275, 424. 50 


July  1, 1909,  balance  unexpended 185, 222. 04 

July  1, 1909,  outstanding  liabilities 74, 545. 00 

July  1,  1909,  balance  available 110, 677. 04 

July  1, 1909,  amount  covered  by  uncompleted  contracts 4, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project 77, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (b) 

Submitted  in  compliance  with  rei^uirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

REMOVING   OBSTBUCnONS. 

July  1, 1908,  balance  unexpended $1, 413. 59 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909. .  .♦ 10, 000.  00 


11,413.59 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 2, 655.  25 

July  1,  1909,  balance  unexpended 8, 758.  34 

July  1,  1909,  outstanding  habilitiee 455. 00 

July  1, 1909,  balance  available 8, 303. 34 

<>  Not  including  $55.56  spent  for  the  Isthmian  Canal  Commission  and  subsequently  re- 
turned to  the  appropriation;  also  not  including  $17.35,  refundment  of  an  overpayment. 
b  See  consolidatea  money  statement  on  page  413. 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATBD. 

July  1, 1908,  balance  unexpended $161, 662. 13 

June  30, 1909,  receipts  from  sales 408. 00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 200, 000. 00 

Amount  allotted  from  appropnation  by  river  and  harbor  act  approved 
March  3, 1909 110,00a00 

472,060.13 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $100, 000. 00 

For  maintenance  of  improvement 178, 079. 75 

278,079.76 


July  1, 1909,  balance  unexpended 193, 980.  38 

July  1, 1909,  outstanding  liabilities 75, 000. 00 

July  1,  1909,  balance  available 118, 980. 38 

July  1, 1909,  amount  covered  by  uncompleted  contracts 4, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project 77, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 210, 000. 00 

Submitted  in  compliance  with  req^uirements  of  sundry  civil  act  of  Jime 

4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  R  1.) 

5,  Mobile  har,  Alabama, — ^Mobile  bar  is  located  in  the  Gulf  of 
Mexico  off  the  entrance  to  Mobile  Bay.  This  bar  had  a  depth  of  23 
feet  at  low  water  over  ample  width  before  any  work  of  improvement 
was  commenced  upon  it.  This  depth  accommodated  all  the  traffic 
of  the  Mobile  Bav  ship  channel,  but  was  not  sufficient  to  permit  of 
the  utilization  or  the  deep  anchorage  in  lower  Mobile  Bay  beyond 
the  southern  limit  of  the  dredged  cut  leading  to  the  city  of  Mobile. 

The  original  and  existing  project  for  this  improvement  was  adopted 
in  the  river  and  harbor  act  of  June  13,  1902,  and  provides  for  the  for- 
mation of  a  channel  30  feet  deep  at  low  water  and  300  feet  wide 
across  Mobile  bar,  at  an  estimated  cost  of  $91,250.  This  work  of 
improvement  formed  a  part  of  the  Mobile  Harbor  project  until 
Mfurch  3,  1905,  when,  by  tne  river  and  harbor  act  of  that  date,  it  was 
made  a  separate  project,  and  the  limit  of  cost  was  increased  to 
$100,000. 

Uj)  to  Jime  30,  1909,  the  sum  of  $156,443.49  had  been  expended  on 
this  improvement,  of  which  about  $66,443.49  was  appUecl  to  main- 
tenance. 

During  the  fiscal  year  the  U.  S.  dredge  Charleston  was  engaged 
about  afi  of  her  working  time  removing  shoals  and  increasing  the 
depth  and  width  of  this  channel.  The  depth  now  ranges  from  30  to 
35  feet  at  mean  low  water,  except  on  two  shoals  near  the  eastern 
side  of  the  channel,  where  the  least  depth  runs  as  low  as  22  feet. 
The  project  is  about  90  per  cent  completed. 

a  See  consolidated  money  statement  on  this  page. 
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The  maximum  draft  that  can  be  carried  through  the  chamiel  at 
mean  low  water  is  about  30  feet,  and  the  average  range  of  tide  is  1.1 
feet. 

Available  funds  and  future  appropriations  will  be  appUed  to  com- 
pleting the  project  and  its  mamtenance  and  to  keepmg  the  dredge 
CJuirlesUm  in  repair. 

For  commercial  statistics  and  effect  of  improvement  on  freight 
rates,  see  report  on  Mobile  Harbor. 

A  reference  to  the  report  of  the  survey  on  which  the  existing  project 
is  based  can  be  foimd  m  the  Annual  Report  of  the  Chief  of  Engineers 
for  1904,  page  324. 

July  1, 1908,  balance  unexpended 125,061.63 

June  30, 1909,  receipts  from  salee 4.65 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 23,000.00 

48,086.18 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |7, 000. 00 

For  maintenance  of  improvement 24, 525. 12 

31,525.12 

July  1, 1909,  balance  unexpended 16,561.06 

July  1, 1909,  outstanding  liabilities 8, 500. 00 

July  1, 1909,  balance  available 8, 06L  06 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 18, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  2.) 

5.  Black  Warrior y  Warrior,  and  Tombigbee  rivera^  Alabama — (a) 
Black  Warrior  River. — This  name  refers  to  that  portion  of  the  War- 
rior River  above  Tuscaloosa.  Originally  this  part  of  the  river  was 
practically  closed  to  navigation  on  account  of  shoals  at  and  above 
Tuscaloosa. 

The  original  project  for  the  improvement  was  adopted  in  1887, 
the  object  being  to  obtain  a  channel  for  barges  of  6  feet  draft  at  low 
water  all  the  vear  roimd  between  Tuscaloosa  and  Daniels  Creek,  14§ 
miles  above,  by  means  of  five  locks  and  dams,  at  an  estimated  cost 
of  $741,670. 

Locks  10,  11,  and  12  were  built  by  hired  labor  and  have  been  com- 
pleted and  opened  for  traffic  since  November,  1895. 

Lock  No.  13  was  completed  in  May,  1905.  The  river  and  harbor  act 
of  March  3,  1899,  provided  for  the  construction  of  this  lock,  and 
extended  the  upper  hmit  of  the  improvement  to  the  jimction  of  the 
Mulberry  and  Locust  forks  of  the  nver,  46i  miles  above  Tuscaloosa. 

The  nver  and  harbor  act  of  March  2,  1907,  authorized  the  con- 
struction of  Locks  14,  15,  16,  and  17,  leaving  Locks  18,  19,  and  20 
to  be  provided  for.  It  was  subsequently  decided  to  build  two  21-foot 
hft  locks  (Nos.  16  and  17)  instead  of  three  14-foot  Uft  locks,  on 
Squaw  shoals,  thus  reducing  the  number  of  locks  in  the  slack-water 
system  necessary  to  carry  the  improvement  up  to  the  Mulberry  and 
Locust  forks  from  20  to  19. 
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The  completion  of  four  locks  on  this  river  has  resisted  in  affording 
6-foot  navigation  to  the  site  of  Lock  14,  from  Tuscaloosa,  12  miles. 
Locks  14  and  15  are  being  built  imder  contract  dated  December  23, 
1907.  These  two  locks  and  dams  are  about  55  per  cent  completed, 
and  lock-tenders'  houses  have  been  built  at  both  locks. 

Under  date  of  November  28,  1908,  a  contract  was  made  for  the 
construction  of  Lock  and  Dam  No.  16  and  lock-tender's  house. 
Camp  houses  have  been  erected,  and  a  railroad  is  being  built  to  the 
site  of  the  lock,  but  actual  work  on  the  lock  has  not  yet  been  com- 
menced. 

Gates  for  Locks  14  and  15  were  built  during  past  fiscal  year,  and 
are  stored  at  Tuscaloosa  shops;  valves  and  special  irons  completed 
and  deUvered  at  sites:  contract  work  continued  through  the  year, 
about  50  per  cent  of  the  work  being  accomplished  since  Juljr  1, 1908; 
sites  for  Locks  16  and  17  purchased;  plans  and  specifications  pre- 
pared for  Lock  17,  also  plans  for  Locks  18  and  19. 

The  total  amoimt  expended  on  the  Black  Warrior  River  to  Jime  30, 
1909.  including  cost  of  surveys,  etc.,  was  $1,226,383.53,  none  of 
whicn  was  applied  to  maintenance. 

Recent  appropriations  have  been  made  for  locks  and  dams  on  the 
Black  Wamor,  Warrior,  and  Tombigbee  rivers  as  one  slack-water 
system,  and  for  statement  of  total  figures  for  project  see  report  (c) 
TomMgbee  River. 

The  improvement  of  the  Black  Warrior  River  between  Tuscaloosa 
and  Daniels  Creek  is  based  upon  the  report  of  a  board  of  engineers, 
dated  April  2,  1887,  and  published  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1887,  page  1302. 

For  commercial  statistics,  see  report  on  operating  and  care  of  locks 
and  dams,  page  423  of  this  report. 

(6)  Wamor  River, — This  name  refers  to  that  portion  of  the  War- 
rior River  below  Tuscaloosa.  Originally  logs,  snags,  and  overhanging 
trees  rendered  navigation  impossible  at  low  water  and  dangerous  at 
boating  stages.  The  minimum  depth  of  channel  was  about  1  foot  and 
the  miniihum  width  about  60  feet. 

The  original  project  for  the  improvement,  adopted  by  the  river 
and  harbor  act  approved  March  3,  1875,  contemplated  deepening  the 
channel  by  jetty  construction  and  the  removal  of  snags  and  overhang- 
ing trees.  The  amount  expended  on  this  project  from  1880  until  the 
adoption  of  the  present  project  was  $319,388.30.  Prior  to  1880  appro- 
priations aggregating  $88,000  were  expended  on  the  Warrior  and 
Tombigbee  nvers  jointly,  and  an  account  of  this  work  may  be  found 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1897,  page  1679. 

The  present  project,  adopted  by  the  river  and  harbor  act  of  March 
3,  1899,  for  the  construction  of  six  locks  and  dams  (Nos.  4-9,  inclu- 
sive, of  the  Black  Warrior,  Warrior,  and  Tombigbee  system),  with  a 
total  Uft  of  60  feet,  and  to  afford  a  channel  for  barges  of  6  feet  draft 
at  mean  low  water  all  the  year  round  between  Demopolis  and  Tusca- 
loosa, has  been  completed.  The  last  three  locks  built  (Nos.  4,  5,  and 
6)  were  commenced  under  contract  in  May,  1903,  but  after  abandon- 
ment of  work  by  the  contractors  on  December  31,  1904,  they  were 
completed  with  hired  labor  and  were  opened  for  traflSc  during  the 
past  fiscal  year. 
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The  total  amount  expended  on  improvement  of  Warrior  River 
mider  the  existing  project  to  June  30,  1909,  was  $2,086,445.12,  of 
which  $13,691.24  was  applied  to  maintenance. 

For  commercial  statistics,  see  report  on  operating  and  .care  of  locks 
and  dams. 

The  report  of  the  survey  upon  which  the  present  project  is  based 
is  printed  in  the  Annual  Report  of  the  Chief  of  Enmieers  for  1890. 

(c)  Tombigbee  River  from  the  mouth  to  Demopmis  (construction  of 
locks  and  dams). — The  original  condition  of  the  navigable  channel 
of  this  section  of  the  river  was  such  as  to  permit  of  steamboat  navi- 
gation during  high  stages  of  water  only,  lasting  about  six  or  eight 
months  of  the  year.  The  minimum  width  of  the  channel  was  about 
100  feet  and  the  minimum  depth  about  2  feet. 

For  project,  amount  expended,  etc.,  see  report  on  maintenance  of 
channel,  Tombigbee  River  from  the  mouth  to  Demopolis. 

The  amount  expended  on  work  of  lock  and  dam  construction  under 
the  existing  project  to  June  30,  1909,  was  $722,033.76;  for  construc- 
tion of  dreoge,  $40,030;  and  for  construction  of  lock  houses,  $10,315.16. 

The  river  and  harbor  act  approved  March  3,  1906,  made  an  appro- 
priation of  $100,000,  and  provided  for  the  further  appropriation  of 
$781,466,  to  be  applied  to  the  completion  of  Locks  and  Dams  Nos.  1, 
2,  and  3,  Warrior  and  Tombigbee  rivers,  Alabama,  and  of  Lock  No. 
1,  Tombigbee  River,  and  the  construction  of  Lock  No.  2,  Tombigbee 
River.  It  was  also  provided  that  of  these  sums  $40,000  might  be 
expended  for  the  construction  of  a  dredge  and  $30,000  for  the  con- 
struction of  lock  houses  necessary  for  the  operation  of  locks  and  dams 
in  the  Black  Warrior,  Warrior,  and  Tombigbee  rivers. 

The  fuU  amount  authorized  by  this  river  and  harbor  act  was  subse- 
quently appropriated.  Provision  was  made  in  the  river  and  harbor 
act  of  March  2,  1907,  for  the  construction  of  Lock  and  Dam  No.  3. 

During  the  past  fiscal  vear  Lock  and  Dam  No.  1  were  completed 
and  opened  to  traffic,  with  hired  labor.  At  Locks  Nos.  2  and  3  work 
was  continued  under  contract  dated  December  4,  1907,  consisting 
principally  of  clearing  and  grubbing,  building  cofferdams,  excavation, 
and  deUveriM  materials  and  plant.  Valves  and  special  irons  were 
built  at  the  Tuscaloosa  shops  and  delivered  to  the  contractor  at  the 
lock  sites.  Steel  gates  for  these  locks  were  also  built  at  the  same 
shops  and  are  stored  there  ready  for  delivery. 

About  16  per  cent  of  the  work  has  been  done  at  Lock  No.  2  and 
about  8  per  cent  at  Lock  No.  3. 

During  the  year  the  12-inch  hydraulic  dredge  Humphreys  was  com- 
pleted and  is  in  operation.  Contract  was  made  for  an  additional  lock 
nouse  at  Lock  No.  2,  and  it  is  about  90  per  cent  completed. 

For  commerce  during  the  calendar  year  1908,  see  report  on  Tom- 
bigbee River,  mouth  to  Demopolis,  and  reference  is  alsonad  to  report 
on  operating  and  care  of  locks,  which  furnishes  statistics  for  the  fiscal 
year. 

General. — Recent  appropriations  for  slack  watering  the  Black 
Warrior,  Warrior,  ana  Tombigbee  rivers  have  been  made  for  one 
system  of  locks  and  dams,  so  that  this  is  now  considered  one  project, 
and  work  is  in  progress  on  the  same  under  continuing  contract  authori- 
zation in  river  and  harbor  act  of  March  2,  1907,  of  which  $312,000 
remains  to  be  appropriated.  The  estimated  total  cost  of  this  work, 
exclusive  of  mamtenance,  is  now  $7,393,219.31.     The  increase  in  this 
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estimated  total  cost  over  that  contained  in  the  Annual  Report  for 
1908  is  due  to  the  fact  that  the  amounts  required  for  the  completion 
of  Locks  Nos.  1,  4,  5,  and  6,  finished  during  the  past  fiscal  year  with 
hired  labor,  proved  to  be  considerably  larger  than  nad  been  estimated, 
especially  in  the  case  of  the  first-named  lock,  where  it  was  necessary 
to  maintain  a  heavy  force  to  insure  completion  of  the  dam  before 
high  water.  The  closure  of  the  dam  was  made  November  18,  1908. 
Also,  experience  has  shown  that  the  present  type  of  guard  cribs  is  too 
light.  It  is  proposed  to  substitute  a  crib  of  wider  base  at  Locks  Nos.  1 , 
2,  and  3,  Tombigbee  River,  in  place  of  those  originally  planned,  and 
to  reduce  the  intervals  between  successive  cribs  guarding  the  upper 
approaches  to  these  locks,  in  order  to  facilitate  the  handling  and 
entrance  of  boats. 

The  following  statement  shows  the  total  figures  for  this  project: 

Total  estimated  cost  of  project,  including  $13,691.24  applied  to  main- 
tenance of  work $7,406,910.56 

Total  amount  appropriated,  received  from  sales,  etc.,  to  June  30,  1909.    5, 294, 910. 55 

Amount  authorized  but  not  yet  appropriated $312, 000 

Amount  required,  but  not  yet  authorized  or  appro- 
priated   1,800,000    

2,112,000.00 

The  following  division  shows  the  proposed  application  of  the  required  $2,112,000: 

For  completing  aU  locks  and  dams $1, 947, 000. 00 

For  dredging  between  locks,  necessary  to  obtain  6-foot  depth 100, 000. 00 

For  construction  of  additional  lock  houses 25, 000. 00 

For  removing  snags  and  overhanging  trees  (original  work) 30, 000. 00 

For  building  fishways  in  dams  at  Locks  Nos.  7,  8,  9, 10, 11, 12,  and  13.  10, 000. 00 

Total  amount  required  that  has  not  yet  been  appropriated 2, 112, 000. 00 

The  following  shows  the  disposition  of  the  amount  appropriated,  re- 
ceived from  sales,  etc..  to  June  30,  1909,  in  all 5,294,910.55 

Applied  to  work  oi  lock  and  dam  construction, 

mcluding  surveys $4,021,171. 17 

Cost  of  dredge 40, 030. 00 

Cost  of  lock  houses  to  June  30,  1909 10, 315. 16 

Snagging  work  (maintenance) 13, 691. 24 

Total 4,085,207.57 


Balance  unexpended  June  30,  1909 1,209,702.98 

It  is  therefore  proposed  to  apply  available  funds  and  future  appro- 
priations to  the  completion  of  locks  and  dams  on  the  Black  Warrior 
and  Tombigbee  rivers,  the  performance  of  dredging,  removed  of 
snags  and  overhanging  trees,  etc.,  as  indicated  in  the  foregoing  state- 
ment, the  work  immediately  proposed,  however,  being  the  completion 
of  Locks  and  Dams  Nos.  2  and  3,  Tombigbee  River,  and  Nos.  14,  15, 
and  16,  Black  Warrior  River,  and  the  commencement  of  Lock  No. 
IT^lack  Warrior  River,  all  under  contract. 

The  work  of  lock  and  dam  construction  thus  far  accomplished  has 
had  a  marked  effect  on  traffic.  Through  packet  service  from  Mobile 
to  Tuscaloosa,  which  had  been  abandoned  for  many  years,  was 
resumed  dxu:ing  the  past  fiscal  year,  and  four  towboats,  with  a  num- 
ber of  barges,  have  been  in  use  on  the  upper  river  during  the  past  win- 
ter. Just  what  effect  the  alWear-roima  6-foot  navigation  will  have 
when  obtained  can  not  be  defmitelv  stated  as  yet,  but  it  is  expected 
to  cause  a  great  reduction  in  freight  rates  between  the  mining  sec- 
tion of  Alabama  and  the  Gulf  of  Mexico. 
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LOOKS   AND   DAMS. 

Julyl,  1908,  balance  unexpended $807,031.47 

June  30,  1909,  receipts  from  sales.. 575. 42 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 1, 000, 000. 00 

1, 807, 606.  89 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement   ^617,588.76 

July  1,  1909,  balance  unexpended 1, 190, 018. 14 

July  1,  1909,  outstanding  Labilities 61, 300. 00 

July  1,  1909,  balance  available 1, 128, 718. 14 

July  1,  1909,  amount  covered  by  uncompleted  contracts 1, 398, 408. 00 

Amount  (estimated)  required  for  completion  of  existing  project 2, 112, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 61,100,000.00 

SuDmitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

LOCK  HOUSES. 

July  1, 1908,  balance  unexpended $19, 684. 84 

July  1,  1909,  balance  unexpended 19, 684. 84 

July  1,  1909,  amount  covered  by  uncompleted  contracts 1, 792. 00 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended 1826, 716. 31 

June  30,  1909,  receipts  from  sales 575. 42 

Amount  appropriated  by  sundry  ci\dl  act  approved  March  4,  1909 1, 000, 000. 00 

1, 827, 291.  73 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement   617, 588.  75 

July  1,  1909,  balance  unexpended 1, 209, 702. 98 

July  1,  1909,  outstanding  liabilities 61,300.00 

July  1,  1909,  balance  available 1, 148, 402. 98 


July  1,  1909,  amount  covered  by  uncompleted  contracts 1, 400, 200. 00 

Amount  (estimated)  required  for  completion  of  existing  project 2, 112, 000. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 ci,  100,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(d)  Tombiahee  River  from  the  mouth  to  Demopolis  {maintenance  of 
channel). — The  original  condition  of  the  channel  of  this  portion  of 
the  river  was  such  as  to  permit  of  steamboat  navigation  during  high- 
water  stages  only,  lasting  about  six  or  eight  monthS  of  the  year.     The 

o  Not  including  $12.50  expended  for  United  States  Weather  Bureau  and  subse- 
quentlv  returned  to  appropriation;  also  not  including  $65.47  expended  for  Isthmian 
Canal  Commission,  to  be  returned  to  appropriation. 

&  Of  this  amount  $312,000  is  for  continumg  contract  work  authorized  by  the  river 
and  harbor  act  of  March  2,  1907. 

c  Of  this  amount  $312,000  is  for  continuing  contract  work  authorized  by  the  river  and 
harbor  act  of  March  2,  1907. 
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minimum  width  of  the  channel  was  about  100  feet  and  the  minimum 
depth  2  feet,  at  mean  low  water. 

The  original  project  for  the  improvement  of  this  stream,  as  adopted 
in  1871,  contemplated  the  removal  of  snags  and  other  obstructions 
in  the  channel  of  the  river  and  the  widenmg  and  deepening  of  the 
existing  channel  through  various  shoals,  at  an  estimated  cost  of 
$21,500.  The  project  adopted  in  1879  was  to  afford  a  channel  of 
navigable  widtn  and  4  feet  deep  at  ordinary  low  water  from  the 
mouth  to  Demopolis,  a  distance  of  185  miles,  by  the  removal  of  snags, 
logs,  and  overhanging  trees,  and  the  improvement  of  the  worst  bars 
by  dredging. 

Prior  to  commencement  of  work  imder  the  existing  project  there 
was  applied  to  channel  work  on  this  section  of  river  $249,542.48. 

The  earlier  projects  for  the  improvement  of  this  section  of  Tom- 
bigbee  River  were  superseded  by  the  project  adopted  in  the  river  and 
harbor  act  of  Septemoer  19,  1890.  The  project  adopted  at  that  time 
provided  for  securing  a  channel  6  feet  deep  at  low  water  between  the 
mouth  and  Demopolis  by  the  construction  of  locks  and  dams  and  bank 
revetments,  and  by  the  removal  of  logs,  snags,  and  other  obstructions. 
The  cost  of  this  project  was  originally  estimated  at  $508,808.98,  but 
in  1897  after  $330,000  had  been  appropriated  for  the  work,  the  esti- 
mate was  increased,  the  additional  cost  of  completion  being  then 
placed  at  $600,000. 

By  the  river  and  harbor  act  of  June  13,  1902,  the  formation  of  a 
6-fpot  channel  below  Demopolis  by  constructing  locks  and  dams  was 
made  a  part  of  the  project  for  securing  6-foot  navigation  in  tlie  Black 
Warrior,  Warrior,  and  Tombigbee  rivers,  Alabama.  Information  in 
regard  to  work  accomplished  on  the  Tombigbee  River  under  this 

{>roject  and  the  expenditures  made  in  connection  therewith  will  be 
ound  in  the  section  of  this  report  inimediately  preceding. 

Under  previous  projects  this  section  of  the  Tombigbee  River  has 
been  repeatedly  cleared  of  snags,  dikes  have  been  constructed,  dredg- 
ing has  been  done  at  the  worst  bars,  and  the  channel  made  navigable 
for  steamboats  at  low  stages  of  the  river.  The  existing  project  for 
maintenance  of  the  improvement  of  the  Tombigbee  River  from  the 
mouth  to  Demopolis  was  adopted  by  the  river  and  harbor  act  of  June 
13,  1902,  and  contemplates  the  maintenance  of  the  existing  channel 
by  the  removal  of  logs,  snags,  and  other  obstructions  from  the  stream, 
and  by  the  repair  of  dikes. 

The  amount  expended  on  work  under  the  existing  project  up  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  was  $51,332.17,  all  of 
which  was  applied  to  maintenance.  All  work  under  this  project  has 
been  performed  w  ith  the  United  States  plant  and  hired  labor,  and  the 
channel  of  the  stream  has  been  maintained  in  a  navigable  condition. 

During  the  past  fiscal  year  the  snag  boat  Demopolis  worked  over 
about  16i  miles  of  this  section,  below  Lock  No.  1,  removing  1,028 
obstructions  from  the  channel  and  doing  a  small  amount  of  bank 
work.  In  addition,  the  wreck  of  an  old  sunken  snag  boat  was  re- 
moved. 

The  new  snag  boat  Tombigbee  was  received  and  fitted  up,  and  will 
commence  work  as  soon  as  the  water  falls  low  enough.  Part  pay- 
ment for  this  boat  was  made  from  this  appropriation,  and  part  cost 
of  completing  dredge  for  use  on  tliis  and  otiier  rivers  was  also  paid. 
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It  is  proposed  to  apply  available  funds  and  future  appropriations 
to  maintenance  of  the  unprovement  by  snagring,  dredgmg,  and  con- 
struction of  jetties.     Two  snag  boats  will  bekept  at  work  here. 

The  Tombigbee  River  is  navigable  for  steamboats  as  far  up  as 
Columbus,  Miss.,  a  distance  of  341  miles  above  its  mouth,  ana  for 
rafts  as  far  up  as  Walkers  Bridge,  Miss.,  a  farther  distance  of  169 
mUes.  This  stream  is  nontidal  except  in  its  lower  reaches.  Floods 
at  Demopolis  rise  at  times  to  a  stage  of  60  feet  above  low  water. 

Detailed  accounts  of  this  improvement  are  contained  in  the  Annual 
Reports  of  the  Chief  of  Engineers  for  1896,  page  1437;  1897,  page 
1685;  and  1900,  page  2202. 

Commerce  on  this  section  of  river  in  1908  amoimted  to  300,081 
tons,  vdued  at  about  $4,529,739.  The  project  results  in  affording 
cheap  water  rates  between  Mobile  and  points  dong  the  lower  Tom- 
bigbee River. 

July  1, 1908,  balance  unexpended $21, 933. 13 

June  30, 1909,  receipts  from  sales 137. 80 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 10,000.00 


32,070.93 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 22, 416. 30 

July  1, 1909,  balance  unexpended 9, 654. 63 

July  1, 1909,  outstanding  liabilities 1, 304. 00 

July  1, 1909,  balance  available 8, 350. 63 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 26, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

{e)  Tamhighee  River  from  Demopolis,  Ala.,  to  Columbus,  Miss, — 
The  original  condition  of  this  section  of  the  river  was  such  as  to  admit 
of  navigation  only  during  high-water  stages.  The  channel  was 
obstructed  by  shoals,  logs,  and  overhanging  trees,  the  minimum 
depth  being  1  foot  at  mean  low  water,  and  the  minimum  width  of  chan- 
nel 70  feet.  The  improvement  of  the  Tombigbee  River  between 
DemopoUs  and  Columous  was  commenced  under  the  project  of  1871. 
which  contemplated  the  improvement  of  this  stream  oy  the  removal 
of  sna^  and  other  obstructions  in  the  river  and  the  widening  and 
deepemng  of  existing  channels  through  various  bars.  In  1879  this 
project  was  modified  so  as  to  provide  for  the  formation  of  a  channel  of 
navigable  width  and  3  feet  deep  at  low  water  from  Demopolis  to 
Columbus,  this  section  forming  a  part  of  two  different  improvements. 

Prior  to  adoption  of  the  present  project,  $63,382.98  was  expended 
on  this  section  of  the  river. 

The  present  project  for  improvement  of  this  section  of  Tombigbee 
River,  adopted  in  1890,  provider  for  securing  a  channel  6  feet  deep 
at  low  water  from  Demopolis  to  Columbus,  a  distance  of  156  miles, 
by  sna^ng,  tree  cutting,  bank  revetment,  bar  improvement,  and  the 
construction  of  locks  and  dams,  at  a  cost  orimnally  estimated  at 
$779,400.  In  1897  the  construction  of  locks  and  dams  was  estimated 
to  cost  $2,000,000.    This  project  was  adopted  by  the  river  and  har- 
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bor  act  of  September  19,  1890,  but  no  provision  has  yet  been  made  by- 
Congress  for  commencing  the  work  of  lock  and  aam  construction. 
The  fall  of  the  river  from  Columbus  to  DemopoUs  is  about  108  feet. 

The  total  amount  expended  on  the  work  under  the  existing  project 
up  to  the  close  of  the  fiscal  year  ending  June  30, 1909,  was  $178,295.38, 
of  which  about  $77,838.49  was  apphed  to  maintenance.  These  ex- 
penditures have  resulted  in  the  formation  of  a  clear  channel  within 
the  limits  of  the  project  available  for  light-draft  boats  on  a  2-foot 
rise  above  low  water  and  in  the  partial  maintenance  of  this  improve- 
ment. Work  has  been  prosecuted  by  means  of  United  States  plant 
and  hired  labor^ 

During  the  fiscal  year  about  68  miles  of  river  were  worked  over 
with  the  snaff  boat  Vienna^  upstream  from  Demopolis,  when  inter- 
rupted by  hi^  water.  Overhanging  trees  were  cut  and  pulled  back, 
and  1,588  logs,  snags,  and  stumps  were  removed  from  the  channel. 
This  part  of  the  river  can  be  navigated  by  steamboats  most  of  the 
year. 

For  efficient  work  on  this  section,  a  self-propelling  snag  boat  is  con- 
sidered necessary,  and  the  cost  of  such  a  boat  has  been  included  in 
estimate  of  amount  required. 

It  is  proposed  to  apply  available  funds  and  future  appropriations 
to  the  work  of  maintaming  the  improvement  by  the  removal  of  snags, 
trees,  and  other  obstructions  brought  into  the  channel  by  freshets. 
The  maximum  height  of  these  freshets  at  Columbus  is  40  feet. 

The  commerce  on  this  section  of  the  river  for  the  calendar  year 
1908  amounted  to  about  15,202  tons,  valued  at  $531,1^8. 

This  project  results  in  affording  water  rates  from  Mobile  to  points 
on  the  Tombigbee  River  above  Demopolis  for  several  months  each 
year. 

July  1,  1908,  balance  unexpended $9, 687. 94 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 5, 983. 32 

July  1, 1909,  balance  unexpended 3, 704. 62 

July  1, 1909,  outstanding  liabilities 670. 00 

July  1, 1909,  balance  available 3, 134. 62 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 26, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundiy  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899 . 

(f)  Tombigbee  River  from  Columbus  to  Walkers  Bridgey  Miss, — 
Prior  to  1902  this  improvement  was  divided  into  two  sections,  one 
from  Columbus  to  Fulton,  144  miles^  and  the  other  from  Fulton  to 
Walkers  Bridge,  25  miles,  for  which  appropriations  were  made 
separately. 

The  onginal  condition  of  the  river  was  such  that  navigation  was 
impossible  except  at  high  water,  and  difficult  even  at  tnat  stace, 
owmg  to  the  logs,  snags,  and  overhanging  trees  which  obstructed  the 
channel.  The  minimum  depth  in  the  cnannel  was  about  1  foot  at 
mean  low  water  and  the  minimum  width  was  50  feet. 

The  project  for  the  improvement  of  the  river  above  Columbus 
was  adopted  in  1873,  and  provided  for  obtaining  a  good  high-water 
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channel  by  the  removal  of  obstructions,  at  an  estimated  cost  of 
$36,000.  This  project  was  completed  in  1882,  at  a  cost  of  $27,293.65, 
since  which  time  operations  have  been  directed  toward  maintaining 
the  improvement.  The  first  specific  appropriation  for  the  portion 
of  the  river  between  Fulton  and  Columbus  was  made  in  1892,  this 
money,  together  with  subsequent  appropriations,  being  applied  to  the 
maintenance  of  a  high-water  channel. 

The  project  for  improvement  of  the  river  from  Fulton  to  Walkers 
Bridge  was  adopted  m  1888,  and  provides  for  securing  a  high-water 
channel  by  the  removal  of  logs,  snags,  and  overhanging  trees,  at  an 
estimated  cost  of  $11,000,  and  for  the  maintenance  of  the  same  at 
an  annual  cost  of  $1,500.  This  project  was  adopted  by  the  river 
and  harbor  act  of  August  11,  1888,  and  was  completed  in  1891,  at  a 
cost  of  $6,517.19. 

The  total  amount  expended  on  these  projects  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  was  $77,725.20,  of  which  amount 
$43,914.36  had  been  apphed  to  maintenance.  United  States  plant 
and  hired  labor  have  been  employed  on  this  work. 

The  limited  amount  available  tor  work  on  this  section  of  the  river 
for  a  number  of  years  has  Umited  operations  to  short  stretches  of 
river  in  worst  condition,  but  it  is  desired  to  make  the  operations  more 
extensive,  maintaining  two  working  parties  in  the  field  instead  of  one, 
with  a  view  to  getting  over  the  entire  section  in  one  working  season. 

During  the  past  fScal  year  no  work  could  be  done  until  June 
17,  1909,  owing  to  lack  of  money.  On  this  date  work  was  com- 
menced just  below  Fulton,  Miss.,  working  downstream.  About  18 
miles  of  river  was  worked  over  during  the  balance  of  the  month, 
though  the  river  was  a  little  too  high  for  thorough  work  and  parts  of 
this  stretch  may  have  to  be  worked  over  agam  at  a  lower  st^age; 
102  obstructions  were  removed  from  the  river,  in  addition  to  bemk 
work.  These  operations  are  being  carried  on  with  funds  allotted 
from  the  appropriation  of  March  3,  1909. 

As  a  result  ot  the  work  done  on  this  section  of  Tombigbee  River  it 
has  been  possible  to  bring  large  rafts  of  logs  and  timber  down  on  a 
rise  of  a  few  feet  above  low  water,  but  the  freshets  here  range  from 
20  to  40  feet  during  the  high-water  season  and  many  obstructions  are 
brought  into  the  stream  by  these  floods,  rendering  it  necessary  to 
remove  such  obstructions  each  season  in  order  to  Keep  the  channel 
open.    This  part  of  the  river  is  nontidal. 

It  is  proposed  to  apply  available  funds  and  future  appropriations 
to  the  work  of  maintaining  a  high-water  channel  within  the  limits  of 
the  improvement. 

A  reference  to  reports  on  surveys  upon  which  a  portion  of  this 
project  is  based  is  printed  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1905,  page  340. 

The  commerce  on  this  section  of  the  river  during  the  calendar  year 
ending  December  31, 1908,  amounted  to  22,834  tons  of  logs,  valued  at 
$120,181. 

Fimds  for  work  on  this  part  of  the  river  are  allotted  from  the  appro- 
priation for  Tombigbee  River,  Demopolis  to  Columbus. 

This  project  has  no  effect  on  freight  rates. 
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July  1,  1908,  balance  unexpended $71.14 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 3,000.00 

3, 071. 14 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 129. 29 

July  1,  1909,  balance  unexpended 2,941.85 

July  1,  1909,  outetanding  liabilities 330. 00 

July  1,  1909,  balance  available 2, 611. 85 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10, 000. 00 
Submitted  in  compliance  with  requirements  of  sundry  ci\'il  act  of  Jxme 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  3.) 

4.  Operaiing  and  care  of  locks  and  dams  on  Blaclc  Warrior  and  Tom- 
Jnghee  rivers,  Alabama, — (a)  Lock  1, — This  lock  is  about  110  miles 
above  Mobile,  and  was  opened  for  traffic  on  September  6,  1908, 
though  all  construction  work  was  not  completed  on  that  date.  On 
December  1,  1908,  its  operation  and  care  became  a  charge  under  the 
general  law  of  July  5,  1884. 

During  the  past  year  a  movable  boom  has  been  constructed  above 
the  lock  to  prevent  lodgment  of  drift  during  high  water;  tanks  for 
supplying  drinking  water  were  installed ;  some  dredging  was  done  in 
lock  chamber  and  approaches ;  system  of  lighting  lock  was  installed ; 
and  some  stone  delivered  for  extending  riprap  bank  protection. 

(6)  Lock  4' — This  lock  is  near  Demopolis,  Ala.,  about  231  miles 
above  Mobile.  Construction  work  was  completed  and  the  lock 
opened  for  traflBc  on  December  1,  1908.  At  that  time  its  operation 
and  care  became  a  charge  under  the  general  law  of  July  5,  1884.  The 
lock  has  been  used  regularly  for  traflBc  whenever  the  water  was  too 
low  for  boats  to  pass  over  ihe  dam.  Lock-tender's  house  has  been 
painted,  fence  built  around  reservation,  riprap  bank  protection  ex- 
tended, and  some  stone  delivered  for  further  work  on  bank  protection. 

(c)  Lock  6. — This  lock  is  about  246  miles  above  Mobile.  Construc- 
tion work  was  completed  and  this  lock  opened  to  traffic  September  1, 
1908.  At  that  time  its  operation  and  care  became  a  charge  under 
the  general  law  of  July  5,  1884.  Lock-tender's  house  has  been 
painted,  fence  built  around  reservation,  riprap  bank  protection  ex- 
tended, and  considerable  filling  placed  below  dam. 

(d)  Lock  6, — This  lock  is  about  267  miles  above  Mobile.  Construc- 
tion work  was  completed  and  the  lock  opened  for  trafllc  on  October  1 , 
1908.  At  that  time  its  operation  and  care  became  a  charge  under 
the  general  law  of  July  5, 1884.  Fence  has  been  built  around  reserva- 
tion, riprap  bank  protection  extended,  stone  filling  placed  below  dam, 
and  derricK  stone  delivered  to  be  placed  on  dam  apron  during  the 
next  low-water  season.  Flood  deposit  has  been  dredged  from  lock 
approaches. 

(e)  Lock  7. — This  lock  is  about  282  miles  above  Mobile.  Contract 
work  was  completed  and  the  lock  turned  over  to  the  United  States 
November  7,  1903.  At  that  time  its  operation  and  care  became  a 
charge  under  the  general  law  of  July  5,  1884. 
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The  lock  was  opened  for  traffic  November  27,  1903,  and  has  been 
used  regularly  since.  During  the  past  year  one  of  the  guide  cribs  on 
upper  approach  was  undermined  and  turned  over.  AD  of  the  stone 
and  part  of  the  timber  for  replacing  this  crib  with  a  larger  one  have 
been  delivered.  Flood  deposit  has  been  dredged  from  lock  and 
approaches. 

if)  Lock  8, — This  lock  is  about  298  miles  above  Mobile.  Contract 
work  was  completed  and  this  lock  turned  over  to  the  United  States  in 
December,  1902.  On  January  1, 1903,  its  operation  and  care  became 
a  charge  under  the  general  law  of  July  6,  1884.  On  account  of  delay 
in  erecting  the  gates,  damage  to  timber  floor  by  upthrust,  and  a  large 
leak  which  developed  under  abutment,  this  lock  was  not  opened  for 
traffic  until  October  13,  1903.  Since  that  time  it  has  been  used 
regularly,  except  twenty-six  days  during  1904,  when  it  was  closed  for 
repairs,  and  four  days  in  1906,  when  upper  approach  was  filled  with 
drift  and  saw  logs.  No  work  except  operating  and  care  has  been 
done  during  the  pa^t  year. 

(g)  Lock  9, — Tnis  lock  is  about  316  miles  above  Mobile.  Contract 
work  was  completed  and  the  lock  turned  over  to  the  United  States  in 
December,  1902.  On  January  1,  1903,  its  operation  and  care  became 
a  charaB  under  the  general  law  of  July  5, 1884.  This  lock  was  opened 
for  traffic  in  October,  1902,  and  has  been  used  regularly  since.  During 
the  past  year  some  stone  has  been  filled  below  dam  to  check  erosion, 
flood  deposit  dredged  from  locks  and  approaches;  bridge  on  wagon 
road  to  lock  has  been  rebuilt,  and  some  repairs  have  t^en  made  to 
riprap  bank  protection. 

(h)  Locks  10,  11  y  and  IS. — These  locks  and  dams  are  near  Tusca- 
loosa^  Ala.,  about  362  miles  above  Mobile,  and  overcome  the  Tusca- 
loosa Falls  with  their  combined  lift  of  29  leet. 

They  were  finished  and  opened  for  traffic  in  November,  1896,  and 
on  July  1,  1896,  their  operation  and  care  became  a  charge  under  the 
general  law  of  July  6,  1884.  During  the  past  year  1,949  tons  of 
quarry  waste  have  been  filled  above  these  three  dams  to  prevent 
leakage,  and  flood  deposit  has  been  dredged  from  the  Ioolb  and 
approaches. 

(i)  Lock  IS. — This  lock  is  about  9  miles  above  Tuscaloosa,  and 
about  370  miles  above  Mobile.  Contract  work  was  completed  and 
the  lock  turned  over  to  the  United  States  in  May,  1905.  Erecting 
the  gates  was  completed  and  the  lock  opened  for  traffic  on  July  4. 
1905,  when  its  operation  and  care  became  a  charge  under  the  general 
law  of  July  5,  1884.  During  the  past  year  some  dredging  was  done 
in  lower  approach  to  lock,  and  wreck  of  an  old  coal  barge  was  blasted 
and  removed  from  channel  below  lock. 

(j). — During  the  past  year,  in  addition  to  work  on  locks,  the  worst 
snags  were  removed  from  aoout  52  miles  of  river.  Channels  were 
dreaged  through  three  of  the  worst  bars  on  the  river.  One  new 
work  barge  has  been  built.  Gasoline  towboat  Sylph  has  been  rebuilt. 
Snag  boat  R.  0.  McCaUa,  which  was  built  under  contract  and  partly 
paid  for  from  this  allotment,  was  completed  and  deUvered  at  Mobile. 
This  boat  was  put  in  commission  on  the  Black  Warrior  River  on 
May  20,  and  is  now  at  work  removing  numerous  snags  and  trees  that 
caved  from  the  banks  during  the  recent  high-water  season.  Pipe 
line  and  pontoons  ior  new  12-inch  hydraulic  dredge  have  been  fitted 
up  and  this  dredge  used  in  clearing  flood  deposit  from  lock  ap- 
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proaches.  New  gasoline  engine  installed  on  launch  Mamie  K, 
Four  barges  hauled  out  on  ways  and  thoroughly  repaired.  Dredging 
machinery  moved  off  wooden  hull  and  fitted  up  on  steel  barge. 
Building  cabin  on  this  hull  is  now  in  progress.  Wooden  hull  that  had 
been  used  for  dredge  pulled  out  on  ways  and  repaired  and  fitted  up 
as  a  quarterboat.  Derrick  boat  hauled  out  on  ways  and  repairs  to 
same  are  now  in  progress. 

To  June  30,  1909,  the  amount  expended  on  this  work  was 
$433,917.29. 

The  total  expense  during  the  year,  for  operating,  repairs,  etc.,  for 
the  11  locks,  was  $90,776.78. 

The  commerce  passing  through  the  locks  during  the  fiscal  year 
ending  June  30,  1909,  amounted  to  1,102  tons  cement,  6,177  tons 
coal,  4,771  tons  com,  0,291  tons  cotton,  2,530  tons  cotton  seed,  2,414 
tons  fertilizer,  72,128  tons  logs,  3,632  tons  lumber,  10,148  tons  staves, 
28,393  tons  stone,  13,360  tons  sand  and  gravel,  and  15,178  tons 
miscellaneous  freight. 

In  addition  to  tne  traffic  through  the  locks  there  was  considerable 
traffic  in  coal,  cement,  and  contractors  supplies  on  the  pool  above 
Lock  13,  and  some  coal  traffic  in  the  pool  between  Locks  12  and  13. 
There  is  also  a  very  large  traffic  in  logs,  timber,  general  merchandise, 
cotton,  sand,  and  gravel  on  the  river  below  Lock  1. 

(See  Appendix  R  4.) 

6,  Pascaaoula  River,  Mississippi, — ^Before  this  improvement  was 
conmienced  the  channel  through  the  bar  at  the  mouth  of  the  river 
had  a  least  depth  of  3  feet  at  mean  low  water,  while  inside  the  mouth 
for  a  distance  of  10  miles  upstream  the  river  was  navigable  for 
vessels  of  6i  feet  draft.  Appropriations  for  this  work  of  unprove- 
ment  were  made  in  1827,  1828,  and  1862,  but  there  is  no  record  of 
the  work  accomplished  with  those  funds. 

The  first  extended  project  for  the  improvement  of  this  stream  was 
adopted  in  1880  and  contemplated  securing  a  channel  7  feet  deep  and 
200  feet  wide  across  the  bar  at  the  mouth  of  the  river.  This  project 
also  included  some  snagging  work  on  the  river  above  Moss  Point, 
which  is  described  in  the  report  on  the  improvement  of  the  Pasca- 
goula.  Leaf,  and  Chickasahav  rivers,  Mississippi.  The  project  for  a 
7-foot  channel  was  practically  completed  in  1884,  the  total  amount 
expended  in  securing  such  a  channel,  including  the  appropriations 
made  between  1827  and  1852^  amounting  to  $74,500. 

In  1886  a  new  project  was  adopted,  which  provided  for  securing  a 
channel  12  feet  deep  at  low  water,  with  a  navigable  width  between 
Mississippi  Sound  and  Moss  Point.  Under  this  project  a  depth  of  9 
feet  across  the  entrance  bar  was  first  obtained,  while  subsequentljr  a 
channel  12  feet  deep  and  80  feet  wide  was  dredged  from  Moss  Point" 
to  the  mouth  of  the  river,  and  a  12-foot  channel  across  the  bar  at 
the  mouth  was  partially  completed.  These  operations  required  the 
expenditure  of  $95,000,  including  the  expenmture  of  about  $8,000 
applied  to  dredging  work  in  Horn  Island  rass  in  1897,  or  a  total  of 
$169,600  imder  boui  projects. 

The  present  project  for  the  improvement  of  Pascagoula  River  was 
adopted  in  the  river  and  harbor  act  of  March  3,  1899,  and  provided 
for  the  formation  <^  a  12-foot  channel  from  a  point  in  Dog  River 
3  miles  above  its  mouth  down  the  Pascagoula  River  to  the  12-foot 
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contour  in  Mississippi  Sound,  150  feet  wide  above  and  300  feet  wide 
below  the  railroad  oridge  at  Scran  ton,  Miss.,  at  an  estimated  cost  of 
$317,600,  including  the  formation  of  a  20-foot  channel  through  cer- 
tain shoal  spots  in  the  Horn  Island  anchorage. 

Work  under  this  project  was  in  progress  between  September,  1899, 
and  February,  1902,  during  which  time  an  uninterrupted  12-foot 
channel  was  obtained  within  the  limits  of  the  project  in  Pascagoula 
River,  while  a  20-foot  channel  was  formed  through  the  shoal  areas  in 
Horn  Island  anchorage. 

The  river  and  harbor  act  of  June  13,  1902,  modified  and  extended 
the  existing  project  so  as  to  provide  for  a  channel  17  feet  deep  instead 
of  12  feet  from  3  miles  above  the  mouth  of  Dog  River  to  Mississippi 
Sound,  at  a  total  cost  of  $1,050,222,  exclusive  of  the  Horn  Island 
improvement. 

The  total  amount  expended  on  the  existing  project  up  to  the  close 
of  the  fiscal  year  ending  June  30,  1909,  was  $674,651.13,  excluding  the 
expenditure  of  about  $88,000  on  the  work  performed  at  Horn  Island. 
Of  this  amount  $155,081.14  was  applied  to  maintenance.  Work 
under  the  project  is  about  60  per  cent  completed. 

During  the  past  fiscal  year  contract  work  was  carried  on  here, 
removing  442,556  cubic  yards  of  material  from  about  22,579  feet  of 
channel,  and  dredging  operations  were  also  carried  on  with  the  U.  S. 
dredge  Barnard,  this  dreage  removing  586,353  cubic  yards  of  material 
from  12,647  feet  of  channel,  all  dredging  being  to  more  than  17  feet 
depth  at  mean  low  water.  About  one-fourth  of  this  work  was  original 
dredging  and  the  balance  for  the  purpose  of  maintenance. 

The  available  draft  is  now  18  feet  at  mean  low  water.  The  average 
range  of  tide  is  If  feet. 

It  is  proposed  to  apply  the  available  balance  and  future  appropria- 
tions toward  the  completion  of  the  project  and  maintenance  or  the 
improvement. 

A  reference  to  the  report  of  the  survey  upon  which  the  existing 
project  is  based  is  printed  in  the  Annual  Report  of  the  Chief  of  En- 
gineers for  1904,  page  334.  An  account  of  this  improvement  is  con- 
tained in  the  Annual  Reports  for  1902,  page  221 1 ,  and  1904,  page  1828. 

The  commerce  of  the  harbor  for  the  calendar  year  1908  amounted 
to  1,184,569  tons,  principally  logs,  lumber,  and  naval  stores,  valued 
at  $7,216,460. 

This  project  results  in  effecting  a  reduction  in  rail  freight  rates 
between  Scranton,  Miss.,  and  seaboard  cities  of  the  Atlantic  coast,  and 
also  in  affording  direct  water  freight  rates  on  lumber  from  Moss  Point 
and  Scranton  to  foreign  ports. 

July  1,  1908,  balance  unexpended $125, 607. 33 

Amount  idlotted  from  appropriation  by  river  and  harbor  act  approved 

•   March  3,  1909 75, 000. 00 

200,607.33 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $30, 622. 00 

For  maintenance  of  improvement 90, 036. 46 

120,658.46 

July  1,  1909,  balance  unexpended 79, 948. 87 

Amount  (estimated)  required  for  completion  of  existing  project 330, 000. 00 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1,  1909 $100, 000. 00 

Submitted  in  compliance  with  req^uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  R  5.) 

6,  Pascagoulaj  Leaf,  and  Ghickasahay  rivers,  Mississippi. — (a) 
Pa^cagoula  River  {above  the  mouth  of  Dog  River). — Before  this  im- 
provement was  commenced  navigation  was  impossible  on  this  sec- 
tion of  Pascagoula  River  except  during  periods  of  high  water.  The 
minimum  width  of  the  channel  was  60  feet  and  the  minimum  depth 
was  1  foot  at  mean  low  water,  the  stream  being  very  much  obstructed 
by  snags  and  logs.  The  first  project  for  this  improvement,  wliich  was 
adopted  in  1880,  in  addition  to  providing  for  dredging  work  at  the 
mouth  of  the  stream,  described  in  the  report  on  the  improvement  of 
Pascagoula  River,  Mississippi,  contemplated  the  improvement  of  the 
•river  by  the  removal  of  snags  and  overhanging  trees.  Under  this 
project  the  river  was  cleared  of  obstructions  between  1882  and  1884, 
at  a  cost  of  $15,000.  In  1886  the  existing  project  for  this  improve- 
ment was  adopted.  This  project  provided  for  the  maintenance  of  the 
channel  above  the  mouth  of  the  river  by  removal  of  obstructions  from 
the  stream  from  time  to  time,  but  was  modified  in  1899,  the  extent  of 
the  improvement  being  limited  at  that  time  to  the  section  of  the  river 
above  Dog  River,  about  100  mile^.  The  total  amount  expended  on 
the  existing  project  to  June  30,  1909,  was  $29,380.97,  all  of  which  was 
applied  to  maintenance. 

No  wprk  was  done  on  the  river  during  the  past  fiscal  year,  the  ex- 
penditures being  in  payment  of  part  of  the  cost  of  a  new  stemwheel 
snag  boat  and  of  a  small  amount  of  office  expenses.  The  new  snag 
boat  built  will  be  occupied  most  of  its  time  on  the  Tombigbee  River, 
where  she  is  operating  now,  and  while  she  can  be  operated  on  Pasca- 
goula River,  she  is  not  suitable  for  the  work  on  Leaf  and  Chickasahay 
rivers.  So  it  is  proposed  to  apply  available  funds  and  those  estimated 
for  fiscal  year  1911  for  the  Pascagoula,  Leaf,  and  Chickasahay  rivers 
(see  consoUdated  money  statement)  to  the  construction  of  a  small 
self-propelling  snag  boat  especially  suited  to  the  work  on  these  three 
rivers,  and  to  the  operation  of  this  boat  in  maintenance  of  the  im- 
provement. This,  it  is  considered,  will  be  much  the  most  economical 
and  efficient  plan  for  maintaining  the  three  channels. 

On  June  30,  1909,  the  Pascagoula  River  was  navigable  at  low  water 
for  boats  of  5  feet  draft  as  far  up  as  Cedar  Creek,  55  miles,  while 
above  this  point  to  the  head  of  the  river  light-draft  navigation  was 
possible  on  a  slight  rise  above  low  water. 

The  Pascagoula  River  is  nontidal,  except  in  its  lower  reaches. 

The  report  of  the  examination  upon  which  the  improvement  was 
originally  based  is  printed  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1879,  page  835. 

The  commerce  originating  on  Pascagoula  River  above  the  mouth  of 
Dog  River  during  the  calendar  year  1908  amounted  to  290,327  tons, 
principally  logs,  naval  stores,  and  general  merchandise,  valued  at 
$1,807,500.  In  addition  to  this,  the  combined  commerce  of  Chicka- 
sahay and  Leaf  rivers  passed  over  this  stream. 

This  project  has  no  effect  on  freight  rates. 

Available  funds  and  future  appropriations  will  be  applied  to  part 
payment  on  snag  boat  and  in  continuation  of  snagging  operations. 
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July  1, 1908,  balance  unexpended |9, 446. 68 

June  SOit  1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement     6, 077. 60 

July  1, 1909,  balance  unexpended 3,369.03 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Leaf  River. — Originally  it  was  impracticable  to  navigate  this 
river  on  account  of  snags,  logs,  aiid  overhanging  trees  obstructing  the 
channel.  The  minimum  width  of  the  stream  was  100  feet  and  the 
minimum  depth  was  2^  feet  at  mean  low  water.  The  ori^al  project 
for  this  improvement  was  adopted  in  1890,  its  purpose  being  to  afirord 
a  channel  for  high-water  navigation  from  Bowie  Creek  to  tne  mouth 
of  the  river,  a  distance  of  75  miles,  by  the  removal  of  obstructions  and  • 
overhanging  trees.  This  project  was  completed  in  1897  at  a  cost  of 
$11,019.04,  since  which  time  expenditures  nave  been  in  the  direction 
of  maintaining  the  improvement. 

No  work  was  done  during  the  fiscal  jear,  the  expenditures  being 
applied  to  part  payment  for  construction  of  a  self-propelling  snag 
boat,  now  employed  on  Tombigbee  River.  With  the  functe  now 
available  and  tnose  estimated  for  1911,  it  is  proposed  to  p^  part  of 
the  cost  of  a  small  snag  boat  to  be  built  for  Pascagoula,  Leaf,  and 
Chickasahay  rivers,  and  to  maintain  the  improvement. 

The  total  amoimt  expended  on  this  improvement  up  to  June  30, 
1909,  was  $23,146.01 ,  of  which  $12,126.97  was  applied  to  maintenance. 

On  June  30,  1909,  the  river  was  available  for  rafting  on  a  fair  rise 
above  low  water,  being  used  to  a  very  limited  extent  for  any  other 
form  of  navigation. 

For  reference  to  the  report  upon  which  this  project  is  based  and 
to  descriptions  of  the  improvement,  see  the  Annual  Report  of  the 
Chief  of  Engineers  for  1904,  page  337. 

The  commerce  of  Leaf  River  during  the  calendar  year  1908 
amounted  to  213,300  tons,  principally  logs  and  timber,  valued  at 
$636,000. 

This  project  has  no  effect  on  freight  rates. 

July  1,  1908,  balance  unexpended $3,416.49 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement       1, 062. 50 

July  1,  1909,  balance  imexpended 2, 353. 99 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  baluice  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Chickasahay  River, — ^The  original  condition  of  this  river  was 
such  that  it  was  navigable  for  small  rafts  only  during  high  water, 
and  even  navigation  of  this  character  was  troublesome  and  dangerous. 
The  minimum  width  of  the  channel  was  50  feet  and  the  minimum 
depth  6  inches  at  mean  low  water,  the  river  being  badly  obstructed 
by  logs  and  snags. 

a  See  consolidated  money  statement  on  page  429. 
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The  original  project  for  the  improvement  was  adopted  by  the  river 
and  harbor  act  of  September  19,  1890,  and  provided  for  ootaining  a 
hi^h-water  channel  from  the  mouth  of  the  river  up  to  Shubuta,  Misis., 
a  distance  of  130  miles,  by  the  removal  of  obstructions  from  the  chan- 
nel and  overhanging  trees  from  the  banks.  The  river  and  harbor  act 
of  June  3, 1896,  modified  this  project  bv  Umiting  the  improvement  to 
that  part  of  the  river  between  the  mouth  and  Bucatunna,  Miss.,  about 
75  miles.  The  project  further  provided  for  the  maintenance  of  the 
improved  channel.  The  project,  as  modified,  was  completed  in  the 
latter  part  of  1896,  at  a  cost  of  $12,399.73. 

The  existing  project  was  adopted  in  the  river  and  harbor  act  of 
March  3,  1905,  and  provides  for  maintaining  the  channel  in  Chicka- 
sahay  River  from  the  mouth  to  Bucatunna.  Miss.,  by  the  removal  of 
logs,  snags,  and  other  obstructions  from  tne  waterway,  in  order  to 
keep  the  river  in  navigable  condition  for  rafting  at  high-water  stages, 
at  an  annual  cost  of  $2,500.  A  reference  to  the  report  of  the  exami- 
nation upon  which  this  project  is  based  is  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1905,  page  346. 

No  expenditures  were  made  during  the  past  fiscal  year. 

With  available  funds  and  the  amount  estimated  for  1911  it  is  pro- 
posed to  maintain  the  improvement,  including  the  payment  of  part 
cost  of  a  small  snag  boat  suitable  for  the  work  on  these  streams. 

The  total  amount  expended  on  the  improvement  up  to  June  30, 
1909,  was  $24,877.46,  of  wliich  $12,477.73  was  appUed  to  maintenance. 

This  stream  is  nontidal,  and  its  condition  on  June  30,  1909,  was 
such  that  it  could  be  used  b^  fiatboats  and  rafts  on  a  rise  of  6  or  8 
feet  up  as  far  as  Shubuta^  Miss.,  though  considerably  obstructed. 

The  improvement  has  had  no  effect  on  freight  rates. 

The  commerce  of  this  river  during  1908  amounted  to  180,125  tons 
of  logs  and  timber,  valued  at  $923,000. 

July  1,  1908,  balance  unexpended $372. 54 

July  1, 1909,  balance  unexpended 372. 64 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOUDATBD. 

July  1, 1908,  balance  unexpended $13, 235. 56 

June  30, 1909,  amoimt  expended  during  fiscal  year  for  maintenance  of  im- 
provement       7, 140. 00 

July  1,  1909,  balance  unexpended 6, 095. 56 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 27, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  6.) 


o  See  consolidated  money  statement  on  this  page. 
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7.  Earn  Island  PasSj  Mississippi, — ^The  channel  through  the  bar 
had  before  improvement  a  depth  which  increased  through  natural 
causes  from  14  or  15  feet  in  1853  to  about  18  feet  in  1886,  and  has 
been  available  at  low  water  since  the  latter  date  for  vessels  up  to  a 
draft  of  slightly  less  than  18  feet  at  mean  low  water. 

Under  the  appropriations  for  improving  Pascagoula  River,  Missis- 
sippi, carried  by  the  river  and  harbor  acts  of  August  18,  1894,  and 
June  3,  1896,  provision  was  made  for  the  removal  of  the  bar  in  Horn 
Island  Pass,  and  in  conformity  with  this  provision  a  channel  with  a 
least  depth  of  20.5  feet  (19.5  feet  referred  to  the  existing  datum),  and 
with  a  width  of  200  feet,  was  dredged  through  the  Horn  Island  bar. 
The  total  cost  of  this  work  was  $7,682.40,  but  the  benefit  of  the  im- 
provement was  soon  lost  through  shoahng. 

Under  the  appropriations  for  Pascagoula  River  and  Horn  Island 
Harbor  carried  by  tne  river  and  harbor  act  of  March  3,  1899,  and  the 
sundry  civil  act  of  June  6, 1900,  an  amount  estimated  at  about  $88,000 
was  applied  to  dredging  a  20-foot  (19  feet  present  datum)  channel  at 
certain  shoal  areas  in  the  Horn  Island  anchorage  basin,  the  work 
being  in  progress  between  1899  and  1901. 

The  existing  project  for  the  improvement  of  Horn  Island  Pass  pro- 
vides for  the  Tormation  of  a  channel  21  feet  deep  at  low  water,  300  feet 
wide  through  the  outer  bar,  and  200  feet  wide  elsewhere  in  the  pass, 
at  an  estimated  cost  of  $40,480,  and  $9,000  annually  to  preserve  the 
improvement.  The  project  was  adopted  by  the  river  and  harbor  act 
of  March  3,  1905,  which  carried  an  appropriation  of  $40,480  for  the 
work,  subject  to  the  condition  **that  a  contract  or  contracts  can  be 
made  at  a  sum  not  to  exceed  the  unit  price  of  11  cents  per  cubic 
yard,  or  such  work  can  be  performed  by  a  government  dredsieJ^ 

The  proposed  dredging  work  was  advertised  under  date  of  May  16, 
1905,  but  no  bids  for  its  execution  were  received  in  response  to  this 
advertisement.  Since  that  date  the  work  has  been  performed  by  the 
U.  S.  dredge  Charleston,  completing  the  project  ami  maintaining  the 
same. 

No  work  has  been  done  at  Horn  Island  Pass  during  the  past  fiscal 
year,  the  last  work  being  in  April,  1908.  The  expenditures  have 
been  appUed  in  part  payment  for  extensive  repairs  to  the  Charleston, 
which  dredge  will  be  used  during  part  of  the  ensuing  fiscal  year  in 
removing  shoals  that  have  formea  in  Horn  Island  Pass  sinc^  the 
last  worK  done  here,  in  maintenance  of  the  improvement.  A  small 
amount  of  office  and  engineering  expenses  have  also  been  paid  from 
this  appropriation. 

Available  funds  and  future  appropriations  will  be  applied  to  main- 
tenance of  the  present  channel  tnrough  the  pass,  including  part  cost 
of  keeping  in  repair  United  States  dredge  for  use  on  this  and  other 
outer  bars  in  the  district. 

The  report  upon  which  this  project  is  based  is  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1904,  page  1863. 

The  available  low-water  depth  through  the  pass  is  about  21  feet, 
and  the  average  ranoje  of  tide  is  about  1.1  feet. 

Commerce  using  the  Horn  Island  Pass  channel  during  the  calendar 
year  1908  amounted  to  about  500,836  tons  of  lumber  and  timber, 
valued  at  about  $4,526,960. 

This  improvement  in  connection  with  the  improvement  of  Pasca- 
goula River  results  in  effecting  a  reduction  in  rail  freight  rates  be- 


Digitized  by  VjOOQ IC 


BIVER  AND  HARBOB  IMPROVEMENTS.  431 

tween  Scranton,  Miss.,  and  seaboard  cities  of  the  Atlantic  coast,  and 
in  affording  direct  water  f reiojht  rates  on  lumber  from  Moss  Point  and 
Scranton  to  foreign  ports. 

The  total  amount  expended  under  the  existing  project  up  to  June 
30,  1909,  was  $50,249.71,  of  which  about  $9,768.71  has  been  applied 
to  maintenance. 

July  1,  1908,  balance  unexpended $3, 493.  43 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 12,000.00 


16, 493.  43 
June  30,  1909.  amount  expended  during  fiscal  year  for  maintenance  of 

improvement * 4, 263. 14 

July  1,  1909,  balance  unexpended 11, 230.  29 

July  1,  1909,  outstanding  habiiities 2,000.00 

July  1,  1909,  balance  available 9,  230.  29 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 9, 000.  00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  7.) 

8,  Harbor  at  Biloxiy  Miss, — This  channel  originally  had  a  mini- 
mum depth  of  4  feet.  The  original  project  for  its  improvement  was 
adopted  m  1882  and  contemplated  the  formation  of  a  cnannel  through 
Deer  Island  flats  to  connect  Biloxi  Bay  with  the  Back  Bay  of  Biloxi, 
at  an  estimated  cost  of  $35,000.  The  channel  thus  proposed  was  to 
have  a  depth  of  8  feet  at  low  water  with  a  width  sumcient  for  navi- 
gation. 

In  1884  this  project  was  changed  so  as  to  provide  for  deepening  the 
channel  from  Mississippi  Sound  to  the  wharves  at  Biloxi  from  the 
existing  depth  of  4  or  4 i  feet  to  8  feet  over  a  width  of  150  feet,  the 
estimated  cost  of  this  work  heing  $55,000.  The  work  of  dredging 
was  commenced  in  September,  1887,  and  the  project  was  finally  com- 
pleted in  August,  1893,  at  a  cost  of  $44,382.27. 

Since  that  time  funds  have  been  applied  to  the  maintenance  of  the 
improvement. 

No  work  was  done  here  during  the  past  fiscal  year,  the  expendi- 
tures being  in  payment  of  part  cost  of  building  new  hull  for  IL  S.  S. 
ChickasaWy  and  some  travel  expenses  incurred  while  inspecting  the 
improvement.  The  last  dredging  at  this  locality  was  completed  in 
May,  1908,  and  considerable  shoaling,  especially  near  the  edges  of 
channel,  has  taken  place  since. 

Available  funds  and  future  appropriations  will  be  applied  to 
maintaining  a  channel  8  feet  deep  ana  as  great  a  width  as  possible, 
not  exceed fng  150  feet. 

The  commerce  of  the  harbor  during  the  calendar  year  1908  con- 
sisted principally  of  lumber,  rosin  and  turpentine,  fish  and  oysters, 
and  general  merchandise,  amounting  to  217,550  tons,  valued  at 
$2^61,150. 

The  total  amount  expended  on  this  improvement  up  to  June  30, 
1909,  was  $71,586.44,  of  which  $27,204.17  was  applied  to  work  of 
maintenance. 


Digitized  by  VjOOQ IC 


432  REPORT  OP  THE  CHIEF  OP  ENGINEERS,  U.  S.  ARMY. 

The  maximum  low-water  draft  that  can  be  carried  through  the 
chaimel  is  now  about  8  feet;  and  the  range  of  tide  is  about  1}  leet. 

A  reference  to  the  report  upon  which  the  present  proiect  for  this 
work  of  inrprovement  is  based  is  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1904,  page  337. 

The  project  has  little  or  no  effect  on  freight  rates. 

July  1,  1908,  balance  unexpended |1, 298. 61 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement         502. 78 

July  1,  1909,  balance  unexpended 795.83 

Amount  that  can  be  profitably  expended  ,in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  8.) 

9.  Harbor  ai  Gvifport  and  Ship  Island  Pass,  Mississippi. — Origi- 
nally no  channel  existed  between  Ship  Island  Harbor  and  Gulfport, 
Miss.  The  depths  on  the  site  of  the  channel  ranged  from  19  to  8} 
feet,  and  over  the  site  of  the  anchorage  basin  they  varied  from  8i  to 
2J  feet,  at  mean  low  water. 

The  existing  project  was  adopted  by  the  river  and  harbor  act  of 
March  3,  1899,  which  authorized  the  Secretary  of  War  to  enter  into 
contract  for  dredging  a  channel  300  feet  wide  and  19  feet  deep  at 
mean  low  water  from  the  anchorage  basin  at  Ship  Island  Harbor,  on 
the  Gulf  of  Mexico,  to  Gulfport,  Miss.,  and  to  construct  at  the  end 
of  this  channel  next  to  the  snore*  an  anchorage  basin  of  similar  depth 
and  not  less  than  2,640  feet  by  1,320  feet  in  area.  This  act  also 
authorized  the  Secretary  of  War  to  contract  for  the  maintenance  of 
this  channel  and  anchorage  basin  for  a  term  of  five  years  after  their 
completion  for  the  sum  of  $10^000  annually. 

Contract  was  entered  into  m  1901  for  dredging  the  channel  and 
anchorage  basin,  the  work  to  be  completed  withm  two  years  from 
April  21^  1901,  for  $150,000,  and  for  the  maintenance  of  the  channel 
and  basm  for  a  term  or  five  years  after  completion  for  the  sum  of 
$10,000  per  annum.  Work  was  commenced  on  April  16,  1901.  By 
joint  resolution  of  Congress  approved  Jime  14,  1906,  it  was  provided 
that  the  channel  and  basin  should  be  accepted  as  dredged,  and  that 
$150,000  should  be  paid  the  contractor  for  the  work,  the  channel  and 
basin  having  been  oredged  to  the  approximate  depth  and  width  re- 
quired in  the  contract.  The  payment  was  made.  The  period  of 
maintenance  commenced  June  14,  1906. 

The  river  and  harbor  act  approved  March  2,  1907,  appropriated 
$100,000  for  continuing  the  improvement  and  maintenance  of  the 
anchorage  basin  at  Gul^^ort  and  channel  therefrom  to  the  anchorage 
or  roadstead  at  Ship  Island,  also  Ship  Island  Pass  between  Ship  and 
Cat  islands,  Miasissippi,  and  authorized  the  Secretary  of  War  to  annul 
that  portion  of  the  contract  entered  into  February  20,  1901,  with 
Spencer  S.  Bulhs,  relating  to  the  maintenance  of  a  channel  and  anchor- 
age basin  between  Ship  Laland  and  Gulfport.  The  annulment  of  this 
contract  was  effected  by  a  supplemental  agreement  approved  by  the 
Secretary  of  War  Jxme  11,  1907. 
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The  report  of  the  survey  upon  which  the  improvement  of  Gulfport 
Harbor  and  Ship  Island  Pass,  Mississippi,  was  originally  based  is 
printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1899,  page 
1787.  Reports  of  another  examination  and  survey  of  this  locality 
are  printed  in  House  Docimient  No.  184,  Fifty-ninth  Congress,  second 
session. 

Prior  to  the  act  of  March  2,  1907,  appropriations  were  made  sepa- 
rately for  Gulfport  Harbor,  Mississippi,  and  Ship  Island  Pass^  Missis- 
sippi. Under  an  appropriation  of  $40,000,  carried  by  the  river  and 
harbor  act  of  Marcn  3,  1899,  the  channel  through  Ship  Island  Pass 
was  dredged  from  its  original  depth  of  21  feet  to  the  projected  depth 
of  26  feet  and  300  feet  width.  These  depths  were  20  feet  and  25  feet, 
respectively,  referring  to  present  datum. 

The  channel  through  Ship  Island  Pass  has  shoaled  to  as  Httle  as 
22  feet  in  some  spots.  None  of  the  fimds  appropriated  March  2, 
1907,  were  applied  to  this  part  of  the  work. 

Of  the  $170,000  provided  by  the  river  and  harbor  act  of  March  3, 
1909,  for  Gul^ort  Harbor  and  Ship  Island  Pass,  it  is  proposed  to 
apply  $160,000  to  maintenance  work  in  the  Gulfport  channel  and 
basin,  and  $10,000  to  similar  work  at  Ship  Island  Pass,  using  the 
dredge  Barnard  for  the  former  work  and  tne  dredge  Charlestm  for 
the  latter.     Future  appropriations  will  be  similarly  applied. 

During  the  past  fiscal  year  the  Barnard  was  employed  most  of  her 
time  on  the  work  at  Gulfport,  removing  1,589,620  cubic  yards  of 
material,  place  measurement,  from  the  channel.  This  dredge  and 
attendant  plant  was  maintained  in  good  repair.  The  gross  cost  of 
the  work  or  the  Barnard ,  including  repairs  to  plant,  inspection,  etc., 
was  $59,128.79,  or  3.72  cents  per  cubic  yard. 

Part  of  cost  of  repairing  the  Charleston  was  paid  from  Ship  Island 
Pass  funds. 

The  channel  and  basin  at  Gulfport  have  been  maintained  at  pro- 
jected dimensions,  except  in  some  spots  where  the  depth  is  less  tnan 
19  feet,  but  the  matenal  composing  the  bottom  is  soft  and  vessels 
drawing  20  feet  navigate  the  channel  at  mean  low  water,  and  those 
drawing  as  much  as  22  feet  use  it  at  high  tide.  The  range  of  the 
tide  is  about  IJ  feet. 

During  the  time  dredging  work  was  in  progress  under  contract 
with  Spencer  S.  Bullis,  allotments  amoimting  to  $24,199.85  were  made 
from  the  permanent  indefinite  appropriation,  act  July  5,  1884,  to 
cover  the  expenses  of  inspection,  superintendence,  and  surveys. 
Of  the  amount  allotted,  $22,449.76  was  appUed  to  the  purpose  lor 
which  intended  and  the  balance  turned  bacK  into  the  Treasury. 

The  commerce  of  Gulfport  Harbor  and  Ship  Island  Pass  during 
the  calendar  year  1908  amounted  to  473,327  tons,  principally  lum- 
ber, naval  stores,  and  cotton,  valued  at  $5,684,500. 

This  project  results  in  effecting  a  reduction  in  rail  freight  rates 
between  Gulfport  and  seaboard  cities  of  the  Atlantic  coast  and  in 
affording  water  freight  rates  from  Gulfport  to  foreign  ports. 

The  total  amount  expended  on  this  improvement  to  Jxme  30,  1909, 
was  $338,541.42,  of  which  $132,645.69  was  applied  to  maintenance. 
Of  the  above  amount,  $297,711.69  was  applied  to  Gulfport  harbor  and 
channel  and  $40,829.73  was  used  on  Ship  Island  Pass. 
9001— BNO  1909 28 


Digitized  by  VjOOQ IC 


434  EEPOBT  OP  THE  OHIEP  OE  ENGIKEEBS,  XJ.  S.  ABMY. 

July  1, 1908,  balance  unexpended $28,866.86 

June  30, 1909,  receipts  from  sales 101. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 170,000.00 

November  9, 1908,  allotted  from  emergency  appropriation,  act  of  March 

2,1907 10,000.00 

208,967.86 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement     60,262.64 

Julyl,  1909,  balance  unexpended 148,705.22 

July  1, 1909,  outstanding  liabilities 10,500.00 

July  1, 1909,  balance  available 138, 205. 22 

=  ■ 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 

balance  unexpended  July  1,  1909 129, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
Jime  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  9.) 

10,  Wolf  and  Jordan  riverSy  Mississippi. — The  least  depth  on  the 
bar  at  the  mouth  of  Wolf  River  is  something  under  3  feet,  and  on  the 
bar  at  the  mouth  of  the  Jordan  River  it  is  not  quite  4  feet. 

The  present  and  only  project  was  adopted  by  the  river  and  harbor 
act  of  March  2,  1907,  and  provides  for  the  formation  of  a  channel  7 
feet  deep  and  100  feet  wiae  at  bottom,  with  side  slopes  of  1  on  6, 
across  the  bar  at  the  mouth  of  each  of  the  streams  named,  from  the 
7-foot  curve  of  depth  in  the  river  to  the  6-foot  contour  in  Bay  St. 
Louis,  at  a  cost  of  $30,000  for  completing  the  work  and  $5,000  per 
annum  thereafter  for  maintenance.  After  reaching  the  6-foot  con- 
tour in  the  bay  the  material  becomes  so  soft  that  a  draft  of  7  feet 
can  easily  be  carried  through  it. 

During  the  fiscal  year  ending  June  30,  1908,  a  channel  8  feet  deep 
and  100  feet  wide  was  dredgea  from  the  6.7-foot  curve  through  the 
bar  to  the  5.3-foot  curve  at  the  mouth  of  Wolf  River,  and  at  the 
mouth  of  Jordan  River  from  the  6.7-foot  curve  through  the  bar  to 
the  5.5-foot  curve,  completing  about  95  per  cent  of  the  project. 

During  the  past  fiscal  year  no  work  was  done  here,  but  there  was  an 
expenditure  of  $500  as  part  payment  for  the  new  U.  S.  S.  ChicJcasaw, 

The  channels  have  maintamed  themselves  very  well.  Some  shoal- 
ing has  taken  place  in  Wolf  River,  but  as  the  shoals  do  not  run 
entirely  across  the  channel  dredged  the  available  depth  remains 
about  the  same. 

A  mean  low-water  draft  of  7  feet  can  be  carried  through  either 
channel  and  the  average  range  of  the  tide  is  1 J  feet. 

Additional  appropriations,  when  made,  will  be  applied  to  main- 
tenance. 

The  report  of  the  examination  and  survey  upon  which  the  project 
is  based  is  printed  in  House  Document  No.  917,  Fifty-ninth  Congre^ss, 
first  session.  For  previous  reports  of  examinations,  reference  is  made 
to  the  Annual  Report  of  the  Chief  of  Engineers  for  1893,  pages  1787 
and  1789. 

The  conmierce  on  these  rivers  during  the  calendar  year  1907 
amounted  to  55,387  tons  of  limiber,  rosin,  turpentine,  and  general 
merciiandise,  valued  at  $931,412. 
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The  improyement  has  been  of  immediate  and  considerable  local 
benefit.  The  work  is  too  recent  to  determine  its  effect  on  freight 
rates,  but  it  is  believed  to  have  little,  if  any,  such  effect. 

The  total  amoimt  expended  on  this  improvement  up  to  the  close 
of  the  past  fiscal  year  was  $29,195.19,  none  of  which  was  applied  to 
maintenance. 

July  1, 1908,  balance  unexpended 11,304.81 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment         500.00 


July  1, 1909,  balance  unexpended 804.81 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balimce  unex- 
pended July  1,  1909 : 10,000.00 

Submitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  10.) 

11.  Pearl  River  hehw  RocJcpori.  Miss, — The  limits  of  this  improve- 
ment originally  extended  from  the  mouth  of  the  river  to  Jacl^on,  a 
distance  of  313  miles.  By  act  of  Congress  of  April  21,  1900,  the  con- 
struction of  a  fixed  highway  bridge  across  Pearl  River  at  Rockport 
was  legalized.  This  point  thereby  became  the  head  of  navigation 
on  the  lower  river  for  boats  of  any  considerable  size  and  the  upper 
limit  of  the  project.  However,  the  bridge  at  Rockport  is  reported  to 
have  been  washed  away  in  February,  1906.  The  distance  from  Jack- 
son to  Rockport  is  67  miles. 

Prior  to  improvement  the  condition  of  the  river  was  such  that  it 
was  not  navigable  except  during  high-water  stages,  and  even  then 
navigation  was  difficult  and  dangerous. 

The  original  project  for  this  unprovement  was  adopted  in  1880, 
and  provided  for  a  channel  of  navigable  width  and  5  feet  deep  at  low 
water,  by  the  removal  of  snags  and  simken  trees  from  the  nver  bed 
and  overhanging  trees  from  the  banks,  at  an  estimated  cost  of 
$95,940.  This  project  having  been  found  to  be  impracticable,  it  was 
modified  in  1885  so  as  to  provide  for  a  2-foot  channel  at  low  water 
throughout  this  section  of  uie  river^  at  an  estimated  cost  of  $145,940. 

With  past  appropriations  the  nver  has  been  improved  until  it 
became  navigable  ror  Ught-draft  boats  on  a  sUght  nse  up  as  far  as 
Monticello,  about  211  miles  above  the  mouth.  Above  Monticello  the 
river  has  never  been  navigable  except  on  a  rise  of  7  feet  or  more. 

Appropriations  between  1899  and  1907  were  applied  to  the  main- 
tenance of  the  lower  100  miles  of  river.  The  project  has  been  about 
33  per  cent  completed. 

The  work  of  equipping  the  snag  boat  Pearl  with  propelling  ma- 
chinery was  completed.  During  the  year  the  snag  boat  Black  Warrior 
was  hauled  out  and  her  hull  extensively  repaired,  without  which  work 
she  could  not  have  lasted  another  season.  During  the  time  when 
water  was  low  enough  for  work  these  two  boats  removed  2.355  logs, 
stumps,  and  snags  from  the  river,  besides  cuttingand  pulling  back 
overhanging  trees  and  doing  other  bank  work.  The  total  distance 
worked  over  was  188^  miles  of  river.  This  work  has  resulted  in 
opening  the  channel  for  navigation  by  light-draft  boats  up  as  far  as- 
Columbia,  155  miles  above  the  mouth. 
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The  total  amount  expended  on  this  improvement  to  June  30,  1909, 
was  $193,824.29,  of  which  $79,900.55  was  applied  to  maintenance. 

The  redredging  of  the  9-foot  channel  at  the  mouth  of  East  Pearl 
River,  as  recommended  in  House  Document  No.  328,  Sixtieth  Con- 
gress, first  session,  should,  it  is  believed,  be  considered  a  separate 
miprovement,  and  none  of  the  money  for  Pearl  River  below  Kock- 
port  should  be  applied  to  it. 

It  is  proposed  to  apply  available  funds  and  future  appropriations 
to  the  prosecution  of  snagging  work  in  completion  of  the  project  and 
maintenance  of  the  improvement. 

This  river  is  nontidal  except  in  its  lower  reaches. 

The  report  upon  which  the  project  was  originally  based  can  be 
found  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1879,  page 
879.  Extended  information  can  be  found  in  Sie  Annual  Report  of 
the  Chief  of  Engineers  for  1896,  page  1454. 

The  commerce  of  this  part  of  rearl  River  during  the  calendar 
year  1908  amoxmted  to  21,744  'tons  of  logs  and  timber,  valued  at 
$239,696. 

The  project  has  little  effect  on  freight  rates,  but  when  completed 
it  is  believed  will  cause  a  material  reduction  in  these  charges. 

July  1, 1908,  balance  unexpended $24, 201.  26 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 


39, 20L  26 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $8, 798.  74 

For  maintenance  of  improvement 8, 815. 42 

17,614.16 

July  1, 1909,  balance  unexpended 21, 587. 10 

July  1, 1909,  outstanding  liabilities 3, 500. 00 

July  1, 1909,  balance  available 18, 087. 10 

Amoimt  (estimated)  required  for  completion  of  existing  project 67, 000.  00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Jul^r  1,  1909 30, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  11.) 

IS.  Pearl  River  between  Edinburg  and  Ja^Jcson,  Miss. — The  orig- 
inal condition  of  this  section  of  Pearl  River  was  such  that  navigation 
was  impossible^  except  during  high  water,  and  even  at  high  stages 
it  was  difficult  and  dangerous.  The  minimum  width  and  depth  of 
the  channel  was  40  feet  and  1  foot,  respectively,  between  Carthage 
and  Jackson,  while  above  Carthage  the  channel  had  a  minimum 
width  of  30  feet  and  a  minimum  depth  of  3  inches,  at  mean  low  water. 
This  improvement  was  formerly  divided  into  two  sections,  for  which 
appropriations  were  made  separately.  The  original  project  for  the 
section  from  Jackson  up  to  Carthage,  101  miles,  as  adopted  in  1879, 
contemplated  obtaining  a  clear  channel  of  navigable  wicfth  and  5  feet 
depth  at  low  water,  at  an  estimated  cost  of  S21^000.    In  1886  this 
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Sroject  was  modified  so  as  to  provide  for  a  channel  2  feet  deep,  this 
epth  being  considered  sufficient  for  the  needs  of  navigation,  and  at 
the  same  tmie  the  estimate  of  cost  was  increased  to  $50,000.  Work 
under  this  project  was  completed  in  1893,  at  a  total  cost  of  $26,014.98, 
since  which  time  funds  have  been  applied  to  maintenance. 

The  original  project  for  the  part  of  the  river  from  Carthage  up  to 
Edinburg,  a  distance  of  25  miles,  was  adopted  in  1884  and  provided 
for  the  formation  of  a  high-water  channel  for  use  during  six  or  eight 
months  of  the  year,  at  an  estimated  cost  of  $13,464,  and  for  the 
maintenance  of  same  at  an  annual  cost  of  $500.  The  work  of  im- 
provement under  this  project  was  completed  in  1890  at  a  cost  of 
$5,857.08,  subsequent  appropriations  being  applied  to  the  work  of 
maintenance. 

The  river  and  harbor  act  approved  June  13,  1902,  made  one  ap- 
propriation for  this  section,  since  which  it  has  been  considered  as  a 
single  improvement  and  appropriations  made  accordingly. 

During  the  past  fiscal  year  snagging  operations  were  carried  on  in 
this  section  of  Pearl  River  from  July  17  to  December  10,  1908,  when 
high  water  interrupted,  and  from  June  1  to  30,  1909.  During  this 
time  40  miles  of  the  river  were  worked  over,  and  in  addition  to  the 
bank  work,  such  as  cutting  some  overhanging  trees,  pulling  back 
others,  trimming  bushes  and  leveling  stumps,  there  were  removed 
from  the  river  channel  1,845  logs,  snags,  and  stumps.  The  improve- 
ment has  been  maintained  and  is  available  for  light-draft  navigation 
during  high-water  season.  For  eflBcient  work  a  small  nonpropelling 
snag  boat  is  needed  here,  and  the  cost  of  such  a  boat  has  been  included 
in  amount  estimated  as  needed  for  this  improvement. 

Up  to  June  30,  1909,  the  total  amount  expended  on  this  improve- 
ment was  $65,986.53,  of  which  about  $34,114.47  had  been  applied 
to  maintenance. 

The  report  of  the  survey  of  Pearl  River  from  Carthage  to  Jackson, 
upon  which  the  present  project  was  based,  is  published  m  the  Annual 
Report  of  the  Chief  of  Engineers  for  1879,  page  880,  and  the  report 
of  the  survey  of  the  river  between  Edinburg  and  Carthage,  upon 
which  the  present  project  was  based,  is  printed  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1884,  page  1287. 

During  the  calendar  year  1908  the  commerce  on  this  section  of 
Pearl  River  was  418  tons  of  general  merchandise,  valued  at  $18,000. 

The  improvement  has  had  no  effect  on  freight  rates. 

July  1, 1908,  balance  unexpended $2, 449. 69 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 3,000.00 

5,449.69 
June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 2, 136. 22 

July  1, 1909,  balance  unexpended 3, 313, 47 

July  1, 1909,  outstanding  liabilities 450. 00 

July  1, 1909,  balance  available 2, 863. 47 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 

Cded,  July  1, 1909 5,000.00 
itted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  12.) 
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IS.  Dredge  for  Jiarhors  an  codst  of  Mississippi, — ^The  river  and  har- 
bor act  of  March  2, 1907,  authorized  the  Secretary  of  War,  in  his  dis- 
cretion, to  construct  a  dredge  for  use  in  said  harbors  and  the  channels 
adjacent  thereto,  at  a  cost  not  exceeding  $200,000,  of  which  amount, 
in  case  such  dredge  were  consti:ucted,  $25,000  should  be  taken  from 
the  appropriation  for  Gulfport  Harbor  and  $50,000  from  the  appro- 
priation for  Pascagoula  River.  These  amounts  were  transferred 
to  the  credit  of  the  dredge,  and  the  balance  of  its  proposed  cost, 
$125,000,  was  appropriated  by  the  sundry  civil  act  of  May  27,  1908. 

The  Secretary  of  War  on  April  24,  1908,  authorized  the  construc- 
tion of  this  dredge. 

At  the  beginning  of  the  fiscal  vear  the  design  of  the  dredge  was 
about  90  per  cent  completed  ana  that  of  attendant  plant  about  66 
per  cent.  During  the  past  fiscal  jear  these  plans  were  completed 
and  approved  and,  after  advertismg  for  proposals,  contracts  were 
made  for  the  dredge,  which  will  be  called  the  ^^PascdgouUij^  at  a 
cost  of  $144,000,  and  for  pontons  for  the  pipe  line  for  $9,120.22, 
both  to  be  delivered  at  Scranton,  Miss.  The  tug  Tuscaloosa  was 
also  purchased  at  a  cost  of  $21,500.  Other  items  of  plant  have  been 
ordered,  such  as  pipe  for  the  pipe  line,  and  attendant  launch  and 
coal  barge.  The  dredge  is  over  80  per  cent  completed  and  the  pon- 
tons over  70  per  cent.  It  is  expected  that  tne  Pascagoula  will 
start  from  Baltimore,  where  she  is'  being  built,  for  Scranton,  Miss., 
about  the  20th  of  July,  1909. 

The  total  amount  expended  on  this  work  to  June  30,  1909,  was 
$116,115.13. 

July  1,  1908,  balance  unexpended $200,000.00 

June  30, 1909,  receipts  frwn  sales 2.10 

200,002.10 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement     116,115.13 

July  1, 1909,  balance  unexpended 83, 886. 97 

July  1,  1909,  outstanding  liabilities •.      32,000.00 

July  1, 1909,  balance  available 51,886.97 

July  1, 1909,  amount  covered  by  uncompleted  contracts 38,020. 22 

(See  Appendix  R  13.) 

14,  Removing  sunJcen  vessels  or  craft  obstructing  or  endangering 
navigation, — On  May  25,  1906,  an  allotment  of  $3,800  was  made 
from  the  indefinite  wreck  appropriation  for  the  purpose  of  removing 
an  old  simken  dry  dock  from  Mobile  River  at  the  foot  of  Selma 
street.  Mobile,  Ala.  A  former  allotment  was  made  for  the  removflJ 
of  this  old  dock  in  1893,  but  funds  became  exhausted  before  any 
great  part  of  the  work  had  been  accomplished. 

Witn  the  allotment  of  May  25,  1906,  the  wreck  was  completely 
removed,  exhausting  the  allotment.  The  work  was  finished  in 
December,  1908. 

(See  Appendix  R  14.) 
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EXAMINATION   AND   8UBVEY   MADB    IN   COMPLIANCE   WITH   BIVEB   AND 
HABBOB  ACT  APPBOVED  MABCH   2,  1907. 

Reports  dated  October  21,  1907,  and  October  1,  1908,  on  prelimi- 
nary examination  and  survey,  respectively,  of  BUoxi  Harbor.  Missis- 
sippi,  with  a  view  to  extending  and  deepening  tke  channel  into  me  harbor 
ana  around  the  eastern  end  of  the  peninsula  into  the  sheltered  waiers  of 
Ba^ik  Bay,  were  duly  submitted  by  the  district  oflScer.  They  were 
reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursu- 
ant to  law,  and  were  transmitted  to  CJongress  and  printed  in  House 
Document  No.  1088,  Sixtieth  Congress,  second  session.  The  locality 
i3  not  considered  worthy  of  further  improvement  by  the  General 
Government  at  the  present  time  in  the  manner  proposed. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS   IN  THE  NEW  ORLEANS, 

LOUISIANA.  DISTRICT. 

This  district  was  in  the  chai]ge  of  Col.  E.  H.  Ruflfner,  Corps  of  Engi- 
neers, division  engineer,  Gulf  division,  to  August  20, 1908,  and  of  Lieut. 
Col.  Lansing  H.  Beach,  Corps  of  Engineers,  division  engineer,  Gulf 
division,  since  that  date,  having  under  his  immediate  orders,  from 
August  29,  1908,  to  February  26,  1909,  First  Lieut.  Wildurr  Willing, 
Corps  of  Engineers,  and  First  Lieut.  R.  R.  Ralston,  Corps  of  Engi- 
neers, since  January  6,  1909. 

1.  Southwest  Pass,  Mississippi  River , — On  February  17,  1898,  Con- 
gress allotted  $10,000  from  the  appropriation  for  closing  crevasse  in 
Pass  a  Loutre,  Mississippi  River,  for  the  purpose  of  a  survey  and 
report  by  a  Board  of  Engineer  officers  upon  the  practicabihty  of 
securing  a  channel  of  adequate  width  and  35  feet  depth  at  mean  low 
water  of  the  Gulf  of  Mexico  throughout  Southwest  Pass,  Mississippi 
River.  The  survey  was  completed  in  1898  and  report  submitted  on 
January  7,  1899.  This  report  is  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1899,  page  1863. 

The  item  in  the  river  and  harbor  act  approved  March  3, 1899,  mak- 
ing appropriation  for  improving  outlet  or  the  Mississippi  River  pro- 
vided for  the  appointment  of  a  Board  of  Engineers  to  prepare  a 
project  for  a  channel  35  feet  in  depth  throughout  Southwest  Pass  and 
appropriated  $20,000  for  expenses  of  the  Board.  The  Board  of  Engi- 
neers appointed  under  provisions  of  this  act  submitted  a  report  and 
project  on  January  11,  1900.  The  report  is  printed  on  pages  2287- 
2302  of  the  Annual  Report  of  the  Chief  of  Engineers  for  1900. 

The  project  of  the  Board  contemplated  securing  a  channel  1,000 
feet  wiae  and  35  feet  deep  at  mean  low  water  throughout  the  South- 
west Pass  by  dredging;  the  construction  of  two  jetties  to  main- 
tain the  channel;  the  construction  of  sills  across  Cubits  Gap,  The 
Jump,  and  Baptiste  Collets  Canal;  the  closing  of  all  minor  out- 
lets below  the  rorts;  the  construction  of  a  dredge  in  addition  to  the 
one  provided  for  by  the  river  and  harbor  act  of  March  3,  1899,  and 
the  sundry  civil  act  of  June  6, 1900,  under  appropriation  for  improve- 
ing  outlet  of  the  Mississippi  River;  other  necessary  plant,  such  as 
tugboats,  barges,  tracks,  buildings,  etc.,  and  the  purchase  of  land  at 
the  shore  ends  of  the  jetties;  the  whole  estimated  to  cost  $6,000,000, 
and  $150,000  additional  per  annum  for  maintenance. 
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This  project  was  adopted  by  the  river  and  harbor  act  of  June  13, 
1902,  which  authorized  material  modifications  in  the  plans  of  the 
jetties,  and  they  are  now  located  as  shown  on  the  map  printed  with 
Appendix  S  1  of  this  report. 

The  original  project  for  the  expenditure  of  the  funds  appropriated 
for  this  work  contemplated  the  construction  of  a  dredge,  dredging, 
purchase  of  land,  and  construction  of  two  jetties  to  be  built  of  mat- 
tresses and  stone  with  concrete  superstructure. 

All  of  the  land  below  or  south  or  Pilottown,  on  the  east  bank,  and 
all  that  below  the  United  States  reservation  on  the  w^t  bank  of 
Southwest  Pass,  containing  about  1,275  acres,  were  acquired  on  July 
10,  1903,  for  use  in  connection  with  the  work. 

Contract  was  entered  into  July  16,  approved  July  31,  1903,  for 
construction  of  the  two  jetties.  The  laymg  of  foundation  mats  in 
the  east  jetty  was  commenced  on  December  31,  1903,  and  in  the  west 
jetty  on  August  30,  1904.  The  work  under  tnis  contract  was  com- 
pleted on  January  5,  1908. 

On  account  of  the  advance  of  the  crest  of  the  bar  at  Southwest 
Pass  since  the  date  of  the  survey  of  1898,  on  which  the  estimates  for 
this  improvement  were  based,  it  became  necessary  to  make  provision 
for  increasing  the  length  of  the  jetties  to  correspond  with  this  advance. 
This  was  done  bv  supplemental  contract  dated  July  18,  1905,  the 
increased  cost  or  the  jetties  on  this  account  being  estimated  at 
$465,000.  June  30,  1909,  the  jetties  were  completed;  sills  across 
Cubits  Gap,  The  Jump,  and  additions  to  siJl  across  the  head  of  Pass  a 
Loutre  completed;  coaling  station  and  wharf  at  Burrwood  completed; 
steel  frame  ouilding  30  feet  by  240  feet  completed,  and  machines  and 
ice  plant  installed  therein  now  in  operation. 

Nine  of  eleven  principal  outlets  from  Southwest  Pass  into  adjacent 
bays  were  closed  oy  sheet-piling  dams  and  five  minor  outlets  closed. 

The  construction  of  16  awellmgs  and  one  office  building  was  com- 
menced May  5,  and  is  still  in  progress. 

Dredging  by  contract  was  completed  December  24,  1908,  and  that 
by  government  dredges  continued. 

By  act  of  May  28,  1908,  Congress  authorized  the  use  of  funds  from 
this  appropriation  in  dredging  shoals  in  the  river  between  Cubits  Gap 
and  Head  of  Passes,  when  necessary  to  secure  a  depth  of  35  feet  witn 
a  practical  width.  The  sum  of  $3,500,000  had  been  appropriated, 
and  the  river  and  harbor  act  of  March  2, 1907,  appropriated  $1,000,000 
additional,  and  authorized  contracts  to  the  further  amount  of 
$1,500,000,  which  was  appropriated  by  sundry  civil  acts  of  May  27, 
1908,  and  March  4,  1909.  The  river  and  harbor  act  of  March  3, 1909, 
appropriated  $275,000  and  authorized  that  the  sum  of  $600,000, 
or  as  much  as  majr  be  necessary  of  the  funds  appropriated  and  author- 
ized, be  appUed,  in  the  discretion  of  the  Secertary  of  War,  to  the 
construction  of  a  suitable  dred^g  plant. 

In  September,  1904,  the  available  depth  at  mean  low  water  was 
8  feet. 

In  June,  1909,  there  was  an  available  depth  of  35  feet  throughout 
the  Pass  except  as  follows:  On  the  bar,  a  distance  of  2,500  feet 
between  the  35-foot  contours,  with  least  depth  of  22  feet;  at  mile  18, 
a  distance  of  300  feet,  with  least  depth  of  34  feet;  at  mile  13,  a  dis- 
tance of  2,500  feet,  with  least  depth  of  26  feet. 

Usual  variations  of  water  surface,  1.5  feet. 
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The  length  of  Southwest  Pass  from  its  head  to  the  present  sea 
ends  of  the  jetties  is  19  miles. 

The  amount  expended  on  this  work  to  June  30,  1909,  was 
$4^90,604.99. 

The  amount  of  money  available  and  pledged  and  not  covered  by 
contracts  at  the  end  of  the  fiscal  year  is  about  sufficient  to  cover  the 
cost  of  dredging  with  two  dredges,  expenses  of  administration  and 
inspection,  and  reasonable  contingencies.  As  recognized  by  the  Board 
on  Southwest  Pass  in  its  report  of  January  11,  1900,  and  as  since 
borne  out  by  experience,  this  work  is  "one  more  than  ordinarily  liable 
to  special  difficulties  which  do  not  admit  of  calculation,  such  as  the 
effect  of  storms,  unfavorable  foundations,  and  uncertain  action  of 
the  river  current,''  and  the  amount  of  funds  available  for  contingen- 
cies should  be  unusually  large. 

It  is  proposed  to  apply  the  additional  appropriation  asked  for  to  the 
prosecution  of  dredgmg  operations,  by  contract  and  otherwise,  as 
may  be  found  most  economical  and  advantageous  to  the  United  States, 
with  a  view  of  obtaining  a  minimum  dej)th  of  35  feet  at  mean  low 
tide,  as  contemplated  by  the  original  project;  to  the  removal  of  the 
Eads  sill  at  the  head  of  the  pass;  to  the  construction  of  the  plant  that 
will  be  necessary  in  the  mamtenance  of  the  improvement,  and  to  the 
payment  of  other  expenses  pertaining  to  the  general  work  of  im- 
provement under  the  approved  project. 

Rules  and  regulations  tor  the  navigation  of  Southwest  Pass,  Mis- 
sissippi River,  were  prescribed  May  29,  1909,  by  the  Secretary  of 
War,  in  pursuance  of  the  provisions  of  section  5  of  the  river  and 
harbor  act  approved  March  3,  1909,  to  take  effect  and  be  in  force  on 
and  after  July  1,  1909. 

July  1, 1908,  balance  unexpended $1, 672, 845. 32 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 275,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4 ,  1909 330, 000. 00 

Miscellaneous  receipts  deposited  to  the  credit  of  the  appropriation 

during  fiscal  year 2, 745. 03 

Transferred  by  Treasury  Department  from  appropriation  for  repairs 
and  incidental  expenses  of  light-houses,  1909,  on  account  of  coal  fur- 
nished to  the  Light-House  Department  by  the  Engineer  Corps 245. 10 

2, 280, 835. 45 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement         615,682.16 

July  1,  1909,  balance  unexpended 1,665,153.29 

July  1, 1909,  outstanding  liabilities 34,056.75 

July  1, 1909,  balance  available 1, 631 ,  096.  54 

July  1, 1909,  amount  covered  by  uncompleted  contracts 56, 751.  03 

Amount  (estimated)  required  for  completion  of  existing  project «  600, 000.  00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement  and  for  maintenance,  exclusive 
of  the  balance  unexpended  July  1, 1909 6  950,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Si.) 

a  This  amount  is  estimated  to  construct  a  dredge  to  be  used  in  completing  the 
existing  project,  also  to  be  used  in  maintenance  of  the  improvement. 

b  Of  this  amount  1600,000  is  for  continuing  contract  work  authorized  by  the  river 
and  harbor  act  of  March  3, 1909. 
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£.  Maintenance  amd  improvement  of  South  Pass  cJiannel,  Missis^ 
sipvi  River. — The  act  of  Congress  of  March  3,  1875,  amended  by  acts 
or  June  19,  1878,  and  March  3, 1879,  made  provision  for  the  construc- 
tion by  James  B.  Eads,  or  his  representatives,  of  jetties  and  other 
works  m  South  Pass  to  secure  and  maintain  a  channel  26  feet  in  depth 
through  the  pass,  and  through  the  jetties  at  the  mouth  of  the  pass  a 
channel  ^'twenty-six  feet  in  depth,  not  less  than  two  himdred  leet  in 
width  at  the  bottom,  and  having  through  it  a  central  depth  of  thirty 
feet  without  regard  to  width.''  A  contract  was  made  for  the  mainte- 
nance of  such  cnannel  for  a  period  of  twenty  years. 

On  January  28, 1901,  this  contract  expired,  and  the  work  of  main- 
tenance is  being  continued  imder  the  provisions  of  the  emergency 
river  aild  harbor  act  of  June  6,  1900,  which  provides  that  at  the  ter- 
mination of  the  contract  with  the  representatives  of  the  estate  of 
James  B.  Eads,  deceased,  the  Secretary  of  War  shall  take  charge  of 
and  maintain  the  channel,  jetties,  and  auxiliary  works  at  South  Pass, 
for  which  a  sum  not  to  exceed  $100,000  per  year  is  appropriated  imtil 
otherwise  provided  hj  law. 

Additional  appropriations  amounting  to  $315,000  have  since  been 
made  for  the  purchase  of  land  at  Soum  Pass,  for  dredging,  and  for 
other  necessaiy  expenses  to  maintain  the  channel  with  the  utmost 
eflBciency.  Bv  act  of  May  28,  1908,  Congress  authorized  the  use  of 
funds  from  this  appropriation  in  dredging  shoals  in  the  river  be- 
tween Cubits  Gap  and  Head  of  Passes,  when  necessary  to  secure  a 
depth  of  35  feet,  with  a  practical  width. 

Dredging  operations  have  been  carried  on  with  United  States  plant 
and  the  jetties  and  auxiliary  works  have  been  maintained  in  good 
condition  by  the  addition  from  time  to  time,  as  required,  of  willows, 
stone,  piles,  and  walinc  timber. 

The  lands  along  bo&  sides  of  South  Pass  from  Head  of  Passes  to 
the  Gulf,  containing  about  6,994  acres,  together  with  the  buildings 
thereon,  were  acquired  by  purchase  July  8,  1903,  the  price  paid  being 
$35,000. 

Experience  has  shown  that  in  order  to  maintain  the  channel  with 
the  utmost  efficiency  and  to  meet  the  demands  of  the  conunerce  of  the 
port  of  New  Orleans  the  amount  of  the  annual  appropriation  au- 
thorized by  the  act  of  Jime  6,  1900,  should  be  increased.  If  other 
fimds  than  the  $100,000  provided  by  the  act  of  June  6,  1900,  had  not 
been  available  during  the  past  fiscal  year  it  would  have  been  neces- 
sary to  suspend  dredging  operations  and  the  work  of  maintaining  the 
channel  would  have  Been  considerably  curtailed.  During  the  period 
that  it  is  necessary  to  keep  South  Pass  open  to  navigation,  or  imtil 
the  commerce  is  diverted  through  Southwest  Pass  by  the  opening  of 
that  channel  to  navigation,  the  annual  appropriation  should  be  at 
least  $180,000.  It  is  believed  that  after  the  Southwest  Pass  is  opened 
to  navigation  the  work  of  maintaining  the  channel  through  oouth 
Pass  may  be  discontinued. 

The  sum  of  $1,028,412.26  was  expended  on  this  work  from  January 
29,  1901,  to  Jime  30, 1909, 
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Comparative  $tatemerU  of  reeeipU  and  sMpmmti/or  eight  yean  for  the  port  of  New 

OrleanSf  La, 


Calendar  year. 

Tona. 

Changs  tn  tonnage  from 
previous  year. 

Increase. 

Decrease. 

1901 

4,213,869 
3,385,686 
3,062,506 
2,853,926 
3,478,976 
4,023,156 
3,627,097 
3,088,472 

1,440,224 

1902 

828,183 

1903..- 

323.180 

1904 

'"'625, 060* 
544,180 

208,580 

1905 

1906 

1907 

496,060 

1906 

438,026 

Since  the  United  States  took  charge  of  the  maintenance  of  the  chan- 
nel; January  29,  1901,  there  has  been  a  general  increase  in  the  availa- 
ble navigame  depth  of  3  feet;  the  maxunum  draft  that  could  be  carried 
on  June  30;  1909,  being  29  feet. 

The  usual  variation  of  level  of  water  surface  is  from  zero  at  the 
mouth  to  2i  feet  at  the  head  of  the  pasS;  due  to  the  stage  of  the  river, 
and  from  1.1  feet  at  the  mouth  to  0.7  foot  at  the  head,  due  to  tide. 

No  detailed  data  or  statistics  are  at  hand  showing  the  effect  on 
freight  rates  of  the  increased  depth  of  channel.  The  number  of  deep- 
draft  steamers  has  increased,  and,  being  able  to  cany  full  cargoes,  the 
earning  and  business  of  the  port  of  New  Orleans  have  increased  and 
the  freight  rates  decreased.  The  magnitude  of  the  commerce  of  the 
port  of  New  Orleans  is  best  illustrated  by  the  tabulated  commercial 
statistics  above.  These  figures  are  necessarily  incomplete,  as  it 
is  impracticable  to  secure  statements  coveiing  all  the  receipts  and 
shipments  for  any  given  period.  It  may  be  safely  assumed,  however, 
that  the  total  greatly  exceeds  that  shown  in  the  above  comparative 
statement. 

▲FPKOPRIATION  rOB  nSOAL  TEAR   1908. 

July  1, 1908,  balance  unexpended |14, 189. 18 

June  30, 1909,  amount  expended  during  fiscal  year 3, 789. 18 

June  30, 1909,  amount  reverted  to  the  Treasury  during  fiscal  year 10, 400. 00 

AFPROPBIATION  VOB  FISCAL  TEAR  1909. 

July  1,  1908,  amount  appropriated  by  emergency  river  and  harbor  act  of 
June  6,  1900 1100,000.00 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 89, 300.  60 

July  1,  1909,  balance  unexpende  1 10,699.40 

July  1, 1909,  outstanding  liabilitiej 2, 663. 90 

July  1, 1909,  balance  available 8, 135. 50 

July  1, 1909,  amount  covered  by  uncompleted  contracts 8, 135. 50 

APPROPRIATION,  ACT  OP  MARCH  2,  1907. 

July  1, 1908,  balance  unexpended |15, 802. 17 

June  30,  1909,  amount  expended  during  fiscal  year 3, 517. 17 

July  1, 1909,  balance  unexpended 12, 286. 00 
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MAINTENANCB   OP   SOUTH  PASS   CHANNEL,    MISSISSIPPI    RIYBB  (1909)   (SUNDRT    CIVIL 

ACT  OP  MAY  27,  1908). 

July  1,  1908,  balance  avaUable 150,000.00 

Tnmsferred  by  Treasury  Department  from  appropriation  for  repkairs  and 
incidental  expenses  of  lignt-houses,  1909,  on  account  of  services  ren- 
dered by  Engineer  Corps  in  making  repairs  to  light-house  wharf  and 

beacon 97. 45 

Transferred  by  Treasury  Department  from  appropriation  for  collecting  the 
revenue  from  customs,  1909,  on  account  of  services  rendered  by  the 
Engineer  Corps  in  driving  piles  at  customs  wharf.  Port  Eads,  La 44. 10 

50, 141.  55 
June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of 
improvement 22, 983. 03 

July  1,  1909,  balance  imexpended 27, 15a  52 

July  1,  1909,  outstanding  liabilities 9, 908. 52 

July  1,  1909,  balance  available 17, 250. 00 

July  1,  1909,  amount  covered  by  uncompleted  contracts 17, 250. 00 

MAINTENANCE  OP  SOUTH  PASS  CHANNEL,  MISSISSIPPI  RIVER. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  of  March  3, 

1909 a$80,000.00 

July  1,  1909,  balance  available 80, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  miprovement,  exclusive  of  the  balance 
unexpended  July  1,  1909 a  80, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  2.) 

S.  ExamvruUions  and  surveys  at  South  Pass,  Mississippi  River. — 
The  act  of  Congress  approved  March  3,  1875,  recjuired  examinations 
and  siurveys  to  oe  maae  at  South  Pass,  Mississippi  River,  and  rei)orts 
upon  the  depth  of  water  and  width  of  channel  secured  and  maintained 
from  time  to  time  in  said  channel,  together  with  such  other  informa- 
tion as  the  Secretary  of  War  might  direct.  Under  the  terms  of  the 
acts  of  August  11,  1888,  and  Jime  13,  1902,  an  annual  appropriation 
of  $10,000  IS  made  available  for  this  work.  By  act  of  M!ay  28,  1908, 
Congress  authorized  the  use  of  funds  from  this  appropriation  in 
dredging  shoals  in  the  river  between  Cubits  Gap  and  Head  of  Passes 
when  necessary  to  secure  a  depth  of  35  feet,  with  a  practical  width. 

Up  to  Januarv  29,  1901,  the  work  of  making  examinations  and 
smnreys  at  South  Pass  was  carried  on  xmder  the  provisions  of  the 
acts  of  March  3,  1875,  and  August  11,  1888.  From  January  29, 
1901,  to  J\me  30,  1902,  examinations  and  siu'vejrs  were  made  with 
funds  appropriated  by  act  of  June  6,  1900,  for  maintenance  of  South 
Pass  channel. 

Since  J\me  30,  1902,  imder  the  act  of  June  13,  1902,  repeated  sur- 
veys have  been  made  of  the  shoaler  localities  in  Soutn  Pass.  Com- 
plete surveys  of  the  jetty  channel  and  of  the  channel  beyond  the  ends 
of  the  jetties  to  deeper  water  in  the  Gulf  were  made  each  month 
during  the  fiscal  year.  A  detailed  annual  survey  was  made  of  the 
14  mHes  of  channel  from  the  main  river  to  deep  water  in  the  Gulf. 

a  This  amount  exclusive  of  regular  annual  appropriation  of  |100,000. 
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Discharge  measurements  were  made  of  each  of  three  passes  during 
hiA  water. 

The  expenditures  during  the  year  amounted  to  $9,050,  for  services. 

The  total  amoimt  expended  upon  this  work  to  June  30,  1909,  was 
$331,272.97.  These  figures  can  not  be  taken  as  being  absolutely 
acciu'ate,  because  the  records  prior  to  the  act  of  June  13,  1902,  are 
somewhat  confused  and  do  not  seem  to  have  been  kept  in  sufficient 
separate  detail  to  show  the  exact  expenditure  for  surveys  in  the 
early  years  of  this  improvement.  The  amoimt  ^ven  may  be 
accepted  as  within  a  few  dollars  of  the  actual  expenditure. 

StatemeTit  of  expenditures  on  account  of  appropriation  for  examinations  and  surveys  at 
South  PasSy  Mississippi  River,  from  July  1,  1908 ,  to  June  SO,  1909 ,  inclusive,  made 
in  compliance  with  the  river  and  harbor  act  of  June  IS,  190t. 

Services 19, 050. 00 

APPROPBIATION  FOE  PI8CAL  YEAR  1908. 

July  1, 1908,  balance  unexpended 11,050.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 050. 00 

APPEOPEIATION  FOR  FISCAL  TEAR  1909. 

July  1, 1908,  amount  appropriated  by  river  and  harbor  act,  June  13, 1902, 

for  fiscal  year  1909 $10,000.00 

June  30, 1909,  amount  expended  during  fiscal  year 8,000.00 

July  1, 1909,  balance  unexpended 2,000.00 

July  1, 1909,  outstanding  liabilities 2,000.00 

July  1, 1909,  total  cost  of  operations  during  fiscal  year 10,000.00 

Amount  available  for  expenditure  in  fiscal  year  ending  June  30,  1911,  in 
addition  to  the  balance  unexpended  July  1,  1909 a  10, 000. 00 

(See  Appendix  S3.) 

4.  Bayou  Plaqueminej  Chrand  Rwer,  and  Pioeon  layous,  Louisi- 
ana,— Prior  to  1867  the  largest  steamboats  could  pass  tlirough  Bayou 
Plaquemine  into  Grand  Lake  and  other  connecting  water  routes, 
but  at  that  time  the  police  jury  of  Iberville  Parish  closed  the  bayou 
b7  means  of  a  dam,  shutting  out  the  waters  of  the  Mississippi. 
Grrand  River  and  Pigeon  bayous  were  obstructed  by  snags,  logs, 
overhanging  trees,  and  sand  bars. 

The  present  project  is  based  upon  legislation  by  Congress,  accord- 
ing to  project  and  estimate  submitted  February  11,  1887,  and  pro- 
vides for  dredging  a  channel  in  Bayou  Plaquemine  60  feet  wide  and 
6  feet  deep  from  deep  water  up  to  the  Plaquemine  dike,  construct- 
ing a  lock  to  connect  the  bayou  with  the  Mississippi  River,  securing 
the  mouth  of  the  baj^ou  from  further  caving,  and  removing  obstruc- 
tions from  Grand  River  and  Pigeon  bayous;  total  estimated  cost, 
$1,708,250,  subsequently  increased  to  $1,740,000. 

The  project  of  1887  was  modified  on  April  10,  1899,  to  allow  for 
dredging  Bayou  Plaquemine  to  a  depth  of  10  feet  and  a  width  of 
125  feet. 

The  protection  of  the  bank  of  the  Mississippi  River  at  the  head 
of  the  bayou  was  added  to  the  improvement  in  1888,  and  in  act  of 

a  This  amount  is  the  r^lar  annual  appropriation  authorized  by  the  river  and 
harb<ir  acts  of  August  11, 1888,  and  June  13,  1902. 
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July  13,  1892,  the  improvement  of  Grand  River  and  Pigeon  bayous 
was  also  incorporated  therein. 

The  act  of  Jxme  3,  1896,  authorized  continuing  contracts  to  be 
made  to  complete  the  project  of  improvement  not  to  exceed 
$1^173,250,  exclusive  of  the  amoimts  therein  and  previously  appro- 
pnated.  Of  this  amoimt  $1,160,000  was  subsequently  appropnated. 
Bv  act  of  March  3,  1905,  $35,000  was  appropriated  for  maintenance 
of  improvements,  and  contracts  not  to  exceed  $100,000,  exclusive  of 
the  amoimts  theretofore  appropriated,  were  authorized  for  complet- 
ing improvement.  The  latter  amount  was  appropriated  by  sundry 
civil  act  of  June  30,  1906. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $100,000 
"for  construction  of  a  dredge  and  maintenance. 

The  river  and  harbor  act  of  March  3,  1909,  appropriated  $50,000 
for  maintenance. 

Contract  for  the  rectification  of  Bayou  Plaquemine  under  the  modi- 
fied project  of  April  10,  1899,  was  made  July  15,  1899.  To  June  30, 
1909,  520,460  cubic  vards  of  material  were  removed  in  accordance 
with  the  terms  of  the  contract.  In  addition,  16,500  cubic  yards 
was  removed  under  supplemental  contract  from  a  portion  of  the 
channel  which  had  shoaled.     A  partial  channel  was  dredged  through 

f)ortions  of  the  bayou  up  to  the  dike  at  the  bayou  approach  to  the 
ock,  and  work  was  suspended  on  June  27,  1905,  until  the  lock  should 
be  opened  to  navigation.  Work  of  dredging  was  resumed  at  the 
river  end  of  the  lock  April  30,  1909. 

An  allotment  of  $75,000  was  made  from  the  appropriation  of  1888 
for  securing  the  bank  of  the  Mississippi  River  at  tne  head  of  the 
bayou.  Five  submerged  spur  dikes,  placed  at  intervals  of  about  900 
feet,  with  intervals  protected  by  revetment,  were  completed  in  1894. 
These  dikes  and  revetments  form  a  continuous  protection  1,400  feet 
long  below  the  site  of  the  lock  and  1,200  feet  above,  with  an  interval 
of  500  feet  opposite  the  lock  site  left  for  excavating  the  necessary 
channel  to  the  lock.  On  November  30,  1901,  and  January  29,  1902, 
two  mattresses,  400  by  600  feet  and  400  bv  450  feet,  respectively,  were 
sunk  in  the  river  and  heavily  loaded  witn  stone  for  protection  of  the 
banks  near  the  proposed  approach  to  the  lock. 

In  1891  a  project  for  the  construction  of  a  lock  was  submitted,  but 
the  funds  available  were  insufficient  to  warrant  its  commencement  at 
that  time.  The  Board  of  Engineer  officers  appointed  to  prepare  plans 
and  specifications  estimated  the  cost  of  the  lock  at  $700,000.  Revised 
plans  and  specifications  for  the  construction  of  the  lock  and  ap- 
proaches were  approved  October  27,  1897,  and  December  2,  1897,  re- 
spectivelv,  and  a  continuing  contract  for  the  work  was  made  May  28, 
1898.  The  work  was  commenced  in  August,  1898.  Under  this 
contract  the  floor  and  walls  of  the  lock  were  completed,  and  miter 
sills,  inlet  pipes,  and  snubbing  hooks  placed.  By  direction  of  the 
Chief  of  Engineers  the  contract  was  annulled  upon  payment  of  the 
retained  percentages  and  other  items,  aggregating  $24,236.41.  Re- 
vised plans  for  construction  of  lock  gates  and  of  the  approaches  to 
the  lock,  including  excavation  and  ml,  were  approved  on  June  11, 
1903. 

For  the  approach  to  the  lock  1.25  acres  of  land  on  the  north  side 
and  0.31  acre  on  the  south  side  were  purchased  August  24, 1900,  for 
$7,600. 
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A  protection  levee  was  built,  under  contract,  from  the  northeast 
comer  of  the  lock  to  connect  with  the  main  levee  system  in  front  of 
the  lock.     The  work  was  completed  August  8.  1902. 

The  contract  for  the  lock  gates  was  completed  May  5,  1906,  the 
gates  being  accepted  on  that  date. 

The  contract  with  the  Otis  Elevator  Company,  dated  November  18, 
1899,  for  furnishing  and  erecting  operating  machinery  and  power 
house  was  completed  August  31,  1906.  The  total  cost  of  the  work 
under  this  contract  was  $114,000. 

A  contract  was  made  February  13,  1905,  for  constructing  pro- 
tection levee  and  making  a  portion  of  the  fill  behind  the  lock  walls. 
The  work  was  commenc^  in  March,  1905,  and  was  completed  Janu- 
ary 28,  1907.  The  total  quantity  of  material  placed  imder  this  con- 
tract was  39,940  cubic  yards,  costing  $23,564.60. 

A  contract  was  made  Jime  6. 1905,  for  construction  of  the  approach 
at  the  bayou  end  and  part  or  the  approach  at  the  river  end  of  the 
lock.  Work  imder  this  contract  was  commenced  on  October  10, 1905, 
and  was  completed  in  Februaij,  1908.  Under  this  contract  there 
were  excavated  and  placed  behmd  the  lock  walls  65,729  cubic  yards 
of  material;  2,131  35-foot  piles  and  1,690  50-foot  piles  were  driven; 
9,855  cubic  yards  of  concrete  were  placed  in  approach  walls;  1 1  snub- 
bing posts  were  placed;  the  total  contract  cost  was  $120,485.35. 

A  contract  was  made  August  7,  1906,  for  excavation  and  con- 
struction of  river  approach  and  back  fill  of  lock.  Work  imder  this 
contract  was  commenced  in  September,  1906,  and  at  the  end  of  the 
fiscal  year  a  total  of  14,600  cubic  yards  of  earth  had  been  moved 
from  the  old  levee  and  placed  in  the  protection  levee  at  river  end; 
33,688  cubic  yards  of  earth  had  been  excavated  and  placed  behind  the 
lock  walls,  and  11,744  cubic  yards  had  been  excavated  from  the  river 
approach  and  spoiled;  1,311  50-foot  piles  had  been  furnished  and 
1,100  driven;  2,643  cubic  yards  of  concrete  had  been  placed  in 
approach  walls,  and  4,100  cubic  yards  of  sand  and  gravel  had  been 
furnished.  The  total  amoimt  earned  by  the  contractor  was  $72,382.88, 
of  which  $13,428.48  was  expended  during  the  fiscal  year  1909. 

By  supplemental  agreement  dated  September  28,  1908^  the  work 
of  building  river  approach  walls,  and  the  work  of  driving  piles,  except 
two  pile  (Husters,  was  stopped. 

For  maintaining  the  dredged  channel  through  Bavou  Plaouemine 
and  Grand  River  and  for  removing  sediment  from  the  lock  cnamber 
the  construction  of  a  dredge  was  authorized  by  river  and  harbor  act 
of  March  2,  1907.  In  the  estimate  for  this  work  it  was  proposed  to 
expend  $60,000  for  the  dredge  and  to  operate  same  for  two  years  at 
$15,000  per  year;  contingencies,  $10,000. 

A  board  appointed  in  May,  1907,  to  examine  and  report  concerning 
this  improvement  recommended  that  the  back  filling  behind  lock  and 
wing  walls  should  be  completed  as  soon  as  possible;  that  while  it  was 
being  placed  the  lock  walls  should  be  tied  together  with  steel  rods 
and  tumbuckles,  and  that  as  soon  as  the  back  filling  was  completed 
the  lower  lock  gate  should  be  calked  and  the  lock  filled  with  water 
and  left  so  for  at  least  a  month,  after  which  the  lock  should  be  emptied 
and  the  gates  readjusted. 

No  proposals  were  received  when  bids  for  back  filling  were  first 
opened,  September  16,  1907.  Placing  of  tie-rods  was  completed  in 
October. 
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The  Board  was  reconvened  and  renewed  its  recommendations  that 
the  back  filling  be  completed  as  soon  as  possible,  and  recommended 
that  additional  tie-rods  be  placed  in  the  vicinity  of  the  quoins  and 
gate  recesses;  also  that  a  further  appropriation  of  $50,000  be  secured, 
if  possible,  for  the  completion  of  the  lock  and  appurtenances. 

On  March  8,  1908,  a  supplemental  contract  was  made  with  W.  O. 
Burton  &  Co.  for  the  back  filling,  which  was  conmaenced  March  17 
and  completed  April  28.  A  total  of  24,203  cubic  yards  was  placed, 
at  a  cost  of  $22,992.85. 

On  February  24,  1908,  a  contract  was  made  with  A.  Baldwin  &  Co. 
for  the  extra  tie-rods  and  tumbuckles,  deUvery  to  be  completed 
March  17.  The  tumbuckles  were  not  deUvered  until  April  25,  when 
the  back  fiUing  was  practically  completed,  and  therefore  the  extra 
rods  were  not  placed. 

The  calking  of  the  lower  gate  was  completed  May  11,  and  pumping 
water  into  the  lock  commenced  next  day.  It  soon  became  apparent 
that  the  leakage  imder,  around,  and  through  the  gate  was  so  excessive 
that  the  dredge  could  not  alone  fill  the  lock,  and  two  18-inch  siphons 
were  installed.  Later  a  cut  was  made  in  the  levee  and  two  15-inch 
and  one  18-inch  ri,;c  placed  therein  in  order  to  allow  direct  flow  of 
water  from  the  Mississippi  River  into  the  forebay  of  the  lock.  On 
June  9  the  depth  of  water  in  the  lock  was  43  feet,  and  this  depth  was 
maintained  during  the  month  for  the  water  test  recommendea  by  the 
Board  of  Engineer  officers. 

This  test  was  completed  July  10,  1908,  and  the  lock  was  xmwatered, 
cleaned,  and  the  gates  readjusted.  Water  was  let  into  the  lock  from 
the  bayou  on  March  5,  1909,  and  from  the  river  on  March  12. 

The  sum  of  $1,704,224.45  had  been  expended  on  this  improvement 
to  June  30,  1909,  including  $1,000  withdrawn  by  the  Chief  of  Engi- 
neers June  20,  1901,  for  office  expenses,  and  $43.06,  Treasury  settle- 
ments April  13j  1908,  and  February  23,  1909,  for  transportation, 
and  also  includmg  $32,318.15  expended  in  back  filling  and  testing 
the  lock  in  accordance  with  the  recommendations  of  the  Board  of 
Engineers.  Of  the  total  amount  it  is  estimated  $17,371.66  was 
applied  to  the  maintenance  of  the  improvement. 

The  amoimt  estimated  for  expenditure  in  the  fiscal  year  ending 
June  30,  1911.  is  intended  for  maintenance  of  channel  depths  in  the 
bayou  by  dredging  and  snagging. 

Comparative  statement  of  receipts  and  shipments  for  ten  years. 


Calendar  year. 

Tons. 

Change  In  tonnage  from 
previous  year. 

Increase. 

Decrease. 

1899 

ni,7S0 

88.543 
283,000 
292,000 
302.500 
318,000 
706.000 
572,000 
534,744 
663,910 

22,449 

1900 

23,207 

1901  

194,457 
9,000 
10,500 
15,500 

388,000 

1902 

1903 

1904  

1905 

1906 

134,000 
37,266 

1907 

1906 

19,172 
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On  page  441,  Annual  Report  of  the  Chief  of  Engineers  for  1908, 
reference  is  made  to  reports  on  examinations  and  surveys  of  this 
stream. 

July  1 ,  1 908,  balance  unexpended o  $275, 775. 83 

Amount,  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 50,000.00 

325,775.83 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement &  $70, 000. 28 

June  30  1909,  amount  reverting  to  Treasury  and  de- 
posited to  the  credit  of  the  appropriation  for  operating 

and  care  of  canals,  etc 169. 13 

70,169.41 

July  1, 1909,  balance  unexpended 255, 606. 42 

July  1,  1909,  outstanding babilitiee 15,453.34 

July  1, 1909,  balance  available 240, 153. 08 

July  1 ,  1909,  amount  covered  by  uncompleted  contracts 140, 431. 05 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance 
unexpended  July  1,  1909 10,000.00 

Submitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 
4, 1907,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  S  4.) 

6,  Bayou  Teche,  Louisiana, — Bayou  Teche  is  an  important  com- 
mercial stream  of  southern  I^ouisiana.  and  finds  its  outlet  into  the 
Gulf  of  Mexico  through  Atchafalaya  River.  Prior  to  improvement 
it  had  a  depth  of  8  feet  to  St.  Martinville,  La.,  but  navigation  was 
rendered  dangerous  by  numerous  obstructions.  Above  St.  Martin- 
ville the  bayou  was  navigable  by  steamboats  during  high  water.  The 
project  of  1870  provided  for  removal  of  obstructions  from  the  head 
to  the  mouth  or  the  bayou.  Work  under  this  project  was  carried 
on  from  1870  to  1886,  the  stream  being  cleared  of  logs,  snags,  wrecks, 
overhanging  trees,  and  a  number  of  bars.  The  improvement  was  not 
permanent  and  otner  obstructions  formed. 

The  project  of  1891  provided  for  the  removal  of  obstructions  be- 
tween St.  Martinville,  La.,  and  the  mouth  of  the  bayou,  a  distance  of 
about  80  miles.  Work  under  this  project  has  been  carried  on  since 
1891,  obstructions  being  removed  as  appropriations  were  made. 

The  project  was  modified  by  the  nver  and  harbor  act  approved 
March  2,  1907,  with  a  view  to  obtaining  a  6-foot  navigation  to 

o  Balance  unexpended  from  appropriations  for  improving  Bayou 
Plaquemine 1273,093.98 

Balance  unexpended  from  appropriations  for  operating  and  care  of 
canals,  etc 2,681.8* 


Total  balance 275, 775. 83 

^Amount  expended  from  appropriations  for  improving  Bayou  Plaque- 
mine: 

Asper  vouchers $67, 483. 20 

Trw^ury  settlement 4. 36 

67,487.56 

Amount  expended  from  appropriation  for  operating  and  care  of  canals, 
etc 2,512.72 

70,000.28 
9001— BNG  1909 ^29 
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Amaudville,  in  accordance  with  the  report  submitted  in  House  Docu- 
ment No.  527,  Fifty-ninth  Congress,  first  session,  at  an  estimated 
cost  of  $111,000,  by  dredging,  removal  of  snags^  etc.,  and  construction 
of  a  lock.  The  expenditure  for  a  6-foot  navigation  to  Amaudville 
is  contingent  upon  all  lands  necessary  for  lock  and  dam  purposes  and 
canal  feeders  being  deeded  to  the  United  States  free  of  cost  and  upon 
the  United  States  being  secured  against  possible  claims  for  damages 
resulting  from  the  overflow  of  lands  by  reason  of  the  lock  and  dam 
improvement  or  from  the  draining  of  Spanish  Lake. 

To  guarantee  the  United  States  against  anv  claims  for  overflow, 
bonds  were  issued  by  municipalities  in  St.  Martins  Parish  to  the 
amount  of  1$10,000,  but  it  was  decided  by  the  Acting  Judge-Advocate- 
General  that  such  bonds  w^re  invalid.  An  effort  was  made  to  secure 
bonds  from  responsible  bonding  companies,  but  bonds  in  perpetuity 
could  not  be  obtained.  The  conditions  of  the  act  are  now  under 
consideration  by  the  Judge- Advocate-General  and  Engineer  Depart- 
ment, and  it  is  probable  that  some  way  of  fulfilling  the  requirement 
will  be  decided  upon  to  permit  the  work  to  be  started. 

Proportion  of  tne  project  completed:  To  June  30,  1909,  no  work  of 
construction  had  begun.  The  maximum  draft  that  can  be  carried  is 
4  feet.  The  variations  of  water  level  between  high  and  low  water  is 
12  feet  (exceptional  floods  not  included). 

A  deed  of  the  land  required  for  lock  and  canal  feeders  was  forwarded 
to  theAttomey -General  for  opinion  as  to  the  validity  of  title.  It  was 
returned  approved  April  23,  1909,  and  was  recorded  May  1,  1909,  in 
Book  No.  70,  pages  559-563,  at  St.  Martinville,  in  the  parish  of  St. 
Martin,  La. 

To  June  30,  1909,  $97,567.76  had  been  expended  upon  this  work, 
of  which  $10,733.46  was  for  maintenance  and  $4,293.53  for  expenses 
of  resurvey  of  the  bayou  and  $82,540.77  for  works  of  improvement. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  was  about 
4  feet.  The  usual  variation  ot  level  of  water  surface  is  not  defi- 
nitely known. 

The  bayou  is  navigable  to  St.  Martinville,  75  miles  from  its  mouth. 
The  effect  of  the  project  on  freight  rates  is  not  positively  known. 

It  is  proposed  to  apply  the  appropriation  recommended  to  dredging 
shoals  and  removing  obstructions  in  the  channel  as  far  up  as  the 
proposed  site  of  the  lock,  3^  miles  below  St.  Martinville,  Lia.,  and 
to  removal  of  snags,  overhanging  trees,  and  other  obstructions  above 
that  point  and  the  construction  of  the  lock  and  dam. 

Comparative  statement  of  receipts  and  shipments  for  ten  years. 


Calendar  year. 

Tons. 

Change  In  tonnage  from 
previous  year. 

Increase. 

Decrease. 

1809 

272,975 

212, 109 

335.583 

404,454 

450.542 

362,706. 

701,243 

706,091 

580,216 

515,679 

13,116 

1900 

60,866 

1901 

123,474 
68,871 
46,088 

1902 

1903 

1904        .               

87  836 

1906 

338,537 
4,848 

1906 

1907 

125,875^ 
64,537 

1908 
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July  1, 1908,  balance  unexpended «|130,510.72 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 5,000.00 

135, 510. 72 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement          « 1,578. 48 

July  1,  1909,  balance  unexpended a  133, 932. 24 

July  1,  1909,  outstanding  liabilities 150.00 

July  1,  1909,  balance  available 133, 782. 24 

Amount  (estimated)  required  for  completion  of  existing  project 40, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclufdve  of 
the  balance  unexpended  July  1. 1909 60, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  ana  of  section  7  of  Uie  river  and  harbor  act  of  1899. 

(See  Appendix  S  5.) 

6,  Inland  vxUerway  from  Franklin  to  Mermentau,  La, — The  proj- 
ect for  this  waterway  was  adopted  by  Congress  March  2,  1907, 
and  provides  for  a  channel  5  feet  cieep  and  40  feet  bottom  width,  with 
appropriate  side  slopes.  The  channel  proposed  was  to  run  from 
Bayou  Teche  near  Frankhn,  La.,  to  Cote  Blanche  and  Vermilion  bays 
by  a  dredged  canal  and  existing  drainage  canals  or  bayous,  thence 
up  Schooner  Bayou,  thence  bv  a  dredged  canal  to  White  Lake;  across 
White  Lake,  thence  by  a  dredged  canal  to  Grand  Lake  and  across  this 
lake  to  Lake  Misere,  west  of  the  Mermentau  River,  at  an  estimated 
cost  of  $289,292,  with  an  estimated  cost  for  maintenance  of  $20,000 
per  year.  The  construction  of  a  lock  at  a  suitable  point  between 
Vermihon  Bay  and  White  Lake  has  been  found  necessary  for  the 
purpose  of  regulating  the  flow  through  the  canal  with  a  view  to 
preventing  damage  to  rice  lands  by  reason  of  contamination  of  the 
waters  of  White  Lake  by  salt  water. 

The  act  of  March  2,  1907,  appropriated  $89,292,  and  contracts  were 
authorized  to  complete  the  project  not  to  exceed  $200,000,  all  of 
which  has  since  been  appropriated. 

Under  the  general  project  the  right  of  way  must  be  furnished  with- 
out cost  to  the  United  States. 

The  proposed  waterway  must  cross  the  ri^ht  of  way  of  the  Southern 
Pacific  Railroad,  and  a  bridge  for  the  service  of  the  railroad  will  be 
necessary.  The  War  Department  has  decided  that  the  cost  of  this 
bridge  must  be  borne  by  the  United  States. 

The  amount  expended  to  June  30,  1909,  is  -$14,183.02,  for  inspec- 
tions of  the  various  routes  and  for  surveys  and  dredging. 

The  available  balance  and  the  appropriation  recommended  for  the 
fiscal  year  1911  will  be  applied  to  completion  of  dredging  and  main- 
tenance of  improvement,  in  accordance  with  the  adopten  project. 

The  report  on  the  examination  of  the  inland-waterway  channel  is 
printed  in  House  Document  No.  640,  Fifty-ninth  Congress,  second 
session. 

o These  amounts  include  expenditures  trom  and  balance  unexpended  of  allotment 
of  $500  made  January  11,  1908,  from  emergency  appropriation  of  March  2,  1907: 

Improving  Bayou  Teche |1, 540. 77 

Emergency 37.71 
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A  change  of  the  route  between  Yennilion  Bay  and  the  Teche  was 
authorized  by  the  river  and  harbor  act  of  March  3,  1909. 

The  field  work  on  preUminary  examinations  and  surveys  for  deter- 
mining the  best  route  for  this  section  of  the  canal  were  completed  on 
June  11,  but  the  selection  of  the  route  for  this  portion  of  the  canal 
is  so  intimately  connected  with  that  for  the  deeper  canal,  for  which 
Congress  authorized  a  survey  by  the  river  and  harbor  act  of  March  3, 
1909,  that  it  must  necessarily  be  practically  determined  by  the  latter. 
It  would  be  poor  policy  to  locate  the  5-foot  canal  on  a  line  which  would 
not  permit  its  subsequent  enlargement  to  the  9-foot  canal  proposed. 

July  1,  1908,  balance  unexpended $182,377.08 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 100, 000. 00 

Receipts  from  sales  of  blueprints  during  fiscal  year 5. 50 

282,382.58 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $7, 262. 44 

Amount  withdrawn  through  Treasury  settlement 5. 66 

7, 268. 10 

July  1,  1909,  balance  unexpended 275, 114. 48 

July  1,  1909,  outstanding  liabilities 796.32 

July  1,  1909,  balance  available 274, 318. 16 

July  1,  1909,  amount  covered  by  xmcompleted  contracts 66, 976. 88 

Amotmt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 25, 000. 00 

Suomitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  S  6.) 

7.  Mouth  and  passes  of  Calcasieu  River,  Louisiana. — ^Prior  to  im- 
provement there  existed  a  depth  of  6^  feet  over  the  outer  bar  at  the 
entrance  to  Calcasieu  Lake.  The  lake  was  15  miles  in  length,  with 
a  depth  of  6  feet.  The  depth  of  water  over  the  inner  bars  was  3J 
feet,  and  from  the  upper  bar  to  Lake  Charles,  La.,  the  river  was  not 
less  than  8  feet  deep. 

Under  the  origjinal  project  of  1872,  with  the  modification  of  1881, 
a  channel  8  feet  in  depth,  70  feet  wide,  and  7,500  feet  in  length  was 
cut  through  the  inner  bars  during  1874,  1882,  and  1883;  but  this 
channel  having  shoaled  to  3^  feet,  it  was  redredged  in  1886,  imder 
the  project  of  that  year,  and  a  plank  revetment  to  provide  against 
refilling  was  commenced.  The  noncompletion  of  this  revetment 
caused  the  refilling  of  the  channel.  There  was  expended  on  this 
project  $54,158.86. 

The  project  adopted  by  the  act  of  September  19,  1890,  provides 
for  the  redredging  of  a  channel  8  feet  in  depth  through  the  inner  bars 
and  revetting  this  channel,  to  construct  parallel  jetties  of  brush  and 
stone  at  the  entrance  to  the  outer  pass,  and  to  dredge  a  channel 
between  these  jetties  to  a  depth  of  12  feet,  if  necessary.  The  total 
estimated  cost  of  the  jetties  was  $600,000. 

Under  this  project  the  revetment  was  completed  in  August,  1893. 
A  channel  8  reet  deep  and  50  feet  wide,  connecting  deep  water  in 
Calcasieu  Pass  and  Lake,  was  dredged  in  1894,  1895,  and  1898.  Con- 
struction of  the  east  jetty  was  carried  on  in  1894,  1895,  and  1896, 
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and  of  the  west  jetty  in  1897.  In  1900  the  foundation  of  the  west 
jetty  was  extended  1,000  feet,  making  its  total  length  3,200  feet. 

By  May,  1905,  the  channel,  dredged  to  a  depth  of  8  feet  in  1903 
through  the  inner  pass,  had  shoaled  to  less  than  4  feet,  and  the 
revetment  placed  for  protection  of  this  channel  had  almost  entirely 
disappeared. 

The  channel  through  the  outer  pass  between  the  jetties  had  a 
depth  at  low  tide  of  about  10  feet,  which  is  ample  for  the  present 
needs  of  navigation,  considering  the  condition  of  cnannel  through  the 
inner  pass. 

Under  the  project  for  expenditure  of  amount  appropriated  by  act 
of  March  3,  1905,  a  survey  was  made  from  the  mouth  of  the  river  to 
the  outer  pass;  the  channel  at  the  inner  pass  was  redredged  to  a 
depth  of  7  feet  and  width  of  100  feet  for  a  length  of  24,000  feet;  the 
channel  at  the  mouth  of  the  river  was  redredged  to  a  depth  of  7  feet 
and  width  of  100  feet  for  a  length  of  10,000  reet;  the  entire  channel 
through  the  lake  was  marked  by  creosoted  pile  clusters,  54  in  number, 
at  intervals  of  1,500  feet:  and  the  revetment  at  lower  end  of  lake 
(inner  pass)  was  rebuilt  tor  a  length  of  8,230  feet.  Dredging  and 
marking  channel  were  completed,  under  contract,  August  25,  1906, 
and  repairs  to  revetment  April  6,  1907. 

Project  for  maintenance  of  the  improvement  was  adopted  in  act  of 
March  2,  1907. 

It  is  proposed  to  apply  available  funds  toward  the  construction  of 
a  combmea  dredge  and  snag  boat  and  to  the  operation  of  the  dredge 
for  the  maintenance  of  the  authorized  depths  m  the  channels  at  the 
mouth  and  passes  of  the  river.  On  Jime  30,  1909,  this  boat  was 
three-fourths  completed. 

The  amount  expended  to  June  30,  1909,  is  $636,477.99.  Of  this 
amount  $582,319.13  has  been  expended  under  the  present  project, 
of  which  it  is  estimated  that  $120,577.81  was  applied  to  maintenance; 
$0.45  was  derived  from  refundment  of  overpayment,  and  $2.50  from 
sales  of  blueprints.  The  expenditures  during  the  past  fiscal  year  were 
for  collection  of  commercial  statistics,  construction  and  inspection  of 
boat. 

The  approved  project  provides  for  a  channel  depth  of  8  feet  through 
the  bars  at  the  head  and  foot  of  the  lake,  but  the  maximum  depth  in 
the  lake  is  only  about  7  feet.  On  June  30,  1909,  the  maximum  draft 
that  could  be  carried  at  mean  low  water  through  the  shoalest  part  of 
the  channel  in  Lake  Calcasieu  was  6  feet,  and  the  usual  variation  of 
the  water  surface  is  about  1  foot. 

The  head  of  navigation  in  the  Calcasieu  River  is  at  Jones  Bluff, 
about  58  miles  above  its  mouth,  or  28  miles  above  Lake  Charles,  La., 
the  depth  in  the  channel  being  not  less  than  12  feet.  The  river 
empties  into  Calcasieu  Lake,  the  length  of  the  navigable  channel 
through  which  is  about  17  miles.  Calcasieu  Pass  is  about  6  miles 
long  and  connects  Calcasieu  Lake  with  the  Gulf  of  Mexico,  the  least 
depth  in  the  channel  being  about  10  feet. 

The  only  information  obtained  as  to  the  effect  of  the  project  on 
freight  rates  is  statements  from  the  secretary  of  the  state  railroad 
commission  and  from  the  general  freight  agent  of  the  Southern 
Pacific  Railroad,  that  Lake  Charles  and  other  points  on  this  river 
enjoy  benefits  in  the  way  of  reduced  freight  rates,  due  to  the  fact  that 
they  are  situated  on  navigable  water. 
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The  amount  estimated  for  expenditure  in  the  fiscal  year  ending 
Jime  30,  1911,  is  intended  for  maintaining  the  authorized  depths  by 
dredging,  and  necessary  repairs  to  accessory  structures. 

Comparative  itatemetU  of  receipU  and  MpmmUfor  ten  yean. 


Y6tf  ending  May  31, 1899. 
Calendar  year— 

1900 

1901 

1902 

1903 

1904 

1905 

1906 

1907 

1908 


Tons. 

previoos  year. 

Inorease. 

Decrease. 

174,651 
139,580 

15,366 

139,045 

535 

148,483 

9,438 
46,672 
32,061 
68,851 

194,155 

226,216 

295,067 

314.235 

19,168 
41,5U) 
4,457 

355,795 

360,252 

On  page  402,  Annual  Report  of  Chief  of  Engineers  for  1906,  refer- 
ence is  made  to  previous  reports  on  examinations  and  surveys  of  this 
river. 

July  1, 1908,  balance  unexpended $24,928.78 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 8,000.00 

32,928.78 
Jime  30, 1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement       4,903.82 

July  1, 1909,  balance  unexpended 28,024.96 

July  1, 1909,  outstanding  liabilities 486.93 

July  1, 1909,  balance  available 27, 538. 03 

July  1, 1909,  amount  covered  by  uncompleted  contracts 3,413.34 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 8,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897.  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  7.) 

8.  Bogue  CJiiMo,  ChefuncU  River,  Bogue  Folia,  TicJcfaw  River  ani 
tributaries,  Amite  River,  and  Bayou  Manchac,  Louisiana, — (a)  Bogue 
Chitto. — Originally  navigation  on  this  stream  was  impeded  by- snags, 
logs,  and  overhanging  trees  throughout  its  entire  length,  except  dur- 
ing very  high  stages  of  water.  Tne  minimum  width  of  channel  was 
80  feet  and  the  least  depth  of  water  3  feet. 

The  present  project,  adopted  in  1890,  provided  for  securing  and 
maintamin^  a  channel  3  feet  deep  from  the  mouth  of  the  river  to 
Alford's  bndge,  near  Summit,  Miss.,  a  distance  of  about  100  miles, 
by  closing  the  west  mouth  and  several  small  run-out  bayous,  and 
by  the  removal  of  obstructions  and  overhanging  trees,  at  an  estimated 
cost  of  $56,000. 
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Owing  to  the  inadequacy  of  appropriations  it  has  been  possible  to 
cany  the  above  project  only  as  far  as  Cross  River,  about  80  miles, 
which  distance  had  to  be  cleared  periodically  to  maintain  the  improve- 
ment. On  June  30, 1900,  the  condition  of  the  river  permitted  or  navi- 
§ation  by  light-draft  boats  from  the  mouth  of  the  river  to  Cross  River, 
ubsequent  operations  have  been  for  maintenance. 

The  amount  expended  to  June  30,  1909,  is  $27,842.54,  of  which 
amount  it  is  estimated  $12,929.94  was  applied  to  maintenance. 

Bogue  Chitto  is  navigable  in  fact  for  a  distance  of  about  84  miles 
from  its  mouth.  The  only  advantage  derived  from  the  expenditures 
for  improvement  of  the  stream  was  the  facilitating  of  the  raftii^  of 
logs  and  timber.  The  maximum  draft  that  could  Be  carried  on  June 
30,  1906,  was  about  2i  feet.  The  usual  variation  in  level  of  the  water 
surface  between  high  and  low  water  is  about  11  feet.  The  secretary 
of  the  railroad  commission  of  Louisiana  has  stated  that  points  on  this 
stream  have  no  reduction  in  freight  rates  on  account  of  water  com- 
petition. 

The  commerce  consists  mainly  of  the  rafting  of  logs  and  timber  for 
the  surroundhig  sawmills.     No  boats  ply  regularly  on  this  stream. 

Bogue  Chitto  is  not  considered  wortny  of  further  improvement,  the 
results  accomplished  by  previous  expenditures  being  sufficient  for  the 
needs  of  the  commercxi  on  the  stream,  and  in  compliance  with  section 
7,  river  and  harbor  act  of  March  3, 1899,  discontinuance  of  appropria- 
tions is  recommended.     There  were  no  operations  during  the  year. 

On  page  394,  Annual  Report  of  the  Chief  of  Engineers  for  1906,  ref- 
erence is  made  to  reports  on  examinations  and  surveys  of  this  stream. 

Amount  (estimated)  required  for  completion  of  existing  project $30, 000. 00 

(6)  (Jhefuncte  River  and  Bogue  Folia, — Prior  to  improvement  of 
Chefuncte  River,  a  bar,  with  a  depth  of  only  4^  feet  of  water,  ob- 
structed the  entrance  to  the  mouth  of  the  river.  From  this  point  to 
its  junction  with  the  Bogue  Falia,  a  distance  of  10  miles,  tne  river 
was  from  300  to  800  feet  m  width,  with  a  channel  of  15  feet  in  depth, 
navigable  for  steamers  and  sailing  vessels,  but  obstructed  by  sna^ 
and  overhanging  trees.  Above  this  point  the  stream  is  not  navi- 
gable. 

Bogue  Falia  was  navigable  for  small  steamers  from  point  of  jxmc- 
tion  with  the  Chefuncte  to  Grants  Landing,  4  miles  above;  for  sail- 
ing vessels  drawing  5  feet  or  less,  to  Covington,  2  miles  farther: 
obstructed  by  snags  and  overhanging  trees.  Not  navigable  beyond 
Covington. 

The  original  project  of  1880  provided  for  dreddng  through  the 
bar  at  the  moutn  of  the  Chefuncte  River,  and  for  the  removal  of  all 
obstructions  between  its  mouth  and  Covington  on  the  Bogue  Falia, 
at  an  estimated  cost  of  $5,460.  It  was  modified  in  1884  to  permit 
of  the  construction  of  a  breakwater  to  protect  the  channel  dredged 
across  the  bar  at  the  mouth  of  the  Cnefuncte  River.  Estimated 
cost,  $1,500. 

For  an  account  of  the  improvements  imder  original  project  and 
modification,  see  Annual  Report  of  the  Chief  of  Engineers  for  1896, 
page  1485.     Subsequent  operations  have  been  for  maintenance. 

It  is  proposed  to  apply  tne  available  funds  toward  the  construction 
of  a  combmed  dredge  and  snag  boat  and  to  the  operation  of  said 
boat  for  the  removal  of  bars  and  such  snags,  logs,  and  overhanging 
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trees  as  interfere  with  navigation  between  Covington  and  the  mouth 
of  the  river.  On  June  30,  1909,  this  boat  was  three-fourths  com- 
pleted. 

The  amount  expended  to  Jime  30,  1909,  is  $16,970.06,  of  which 
$10,470.06  was  applied  to  maintenance.  The  expenditures  during 
the  past  fiscal  year  were  for  commercial  statistics,  construction  ana 
insjpection  of  boat. 

6n  June  30,  1909,  the  maximum  draft  that  could  be  carried  over 
the  bar  at  the  mouth  of  the  Chefuncte  River  was  7  feet,  the  expendi- 
tures for  improvement  having  resulted  in  an  increase  of  2J  feet  in 
depth  and  60  feet  in  width.  The  head  of  navigation  is  Covington  on 
the  Bogue  Falia,  about  16  miles  by  river  from  Lake  Pontchartrain. 
The  upper  part  of  the  stream  is  so  crooked  that  boats  200  feet  long 
can  run  only  12^  miles  up  the  river  and  boats  110  feet  long  only  15 
miles.  The  variation  in  level  of  water  surface  between  high  and"  low 
tide  is  usually  about  1  foot,  although  winds  may  make  a  variation 
of  as  much  as  3  feet. 

The  only  information  obtained  as  to  the  effect  of  the  project  on 
freight  rates  is  a  statement  from  the  secretary  of  the  state  railroad 
commission  that  Covington  has  reduced  rates  on  account  of  the 
navigation  on  that  river.  The  amoimt  estimated  for  expenditure  in 
the  fiscal  year  ending  Jime  30,  1911,  is  intended  for  dredging  and 
snagging  operations  and  maintenance  of  improvement. 

On  page  395,  Annual  Report  of  Chief  of  Engineers  for  1906,  refer- 
ence is  made  to  previous  reports  on  examinations  and  surveys  of 
these  streams. 


Comparative  staUment  of  receipts  and  shipments  for  ten  years. 

Tom. 

Change     in     tonnaf^ 
from  previous  year. 

Increase. 

Decrease. 

Ymt  endine  Mav  31. 1800 

07,780 

156,500 
86,856 
92,874 
100,7fi8 
184.099 
222,494 
235,727 
221,177 
247,887 

1,716 

Calendar  year— 

1809 

1900       

60,644 

1901 

6,018 
7,894 
83,331 
38,395 
13,233 

1902     

1904 

190S 

1906 

1907 

14,550 

1908 

26,7i6 

July  1,  1908,  balance  unexpended $8, 264. 02 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 

10,264.02 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 428. 09 

July  1, 1909,  balance  unexpended 5,835.93 

July  1, 1909,  outstanding  liabilities 505.54 

July  1,  1909,  balance  available 6, 330.  39 

July  1, 1909,  amount  covered  by  uncompleted  contracts 846.  67 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (») 

Suomitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Tickfaw  River  and  tributaries,  Louisiana. — ^These  streams — the 
Tickfaw,  Blood,  Natalbany,  and  Ponchatoula  rivers — had  a  9-foot 
channel,  navigable  for  steamers  and  schooners  for  an  aggregate  dis- 
tance of  38  miles,  but  obstructed  by  snags,  logs,  and  overnanging 
trees. 

The  original  project,  adopted  in  1881,  provided  for  the  removal  of 
obstructions  as  far  as  appropriations  would  permit;  estimated  cost, 
$10,230.  The  existing  project  is  for  maintenance  of  improvement, 
and  under  these  two  projects  the  work  has  been  carried  on  since  1881. 

All  obstructing  deadheads  were  removed  from  the  channel  from  the 
mouth  of  the  Tickfaw  River  to  Sprin^eld  on  the  Natalbany,  and  a 
channel  was  dredged  across  a  point,  which  had  been  a  serious  obstruc- 
tion to  navigation,  just  above  Springfield. 

It  is  proposed  to  apply  available  funds  toward  the  construction  of  a 
combined  dredge  and  snag  boat  and  to  the  operation  of  this  boat  for 
the  removal  of  bars  and  such  snags,  logs,  and  overhanging  trees  as 
interfere  with  navigation.  On  June  30,  1909,  the  boat  was  three- 
fourths  completed. 

The  amount  expended  to  June  30,  1909,  is  $18,583.61,  of  which 
it  is  estimated  $10,468.12  was  applied  to  maintenance.  The  expendi- 
tures during  the  past  fiscal  year  were  for  collection  of  commercial 
statistics,  construction,  and  inspection  of  boat. 

On  June  30,  1909,  tne  maximum  draft  that  could  be  carried  over 
the  bar  at  the  mouth  of  the  Tickfaw  River  at  mean  low  water  was  6 
feet.  There  is  at  all  times  water  enough  in  the  river  to  accommodate 
a  draft  of  10  feet.  The  usual  tidal  variation  of  level  of  water  surface 
is  about  6  inches,  but  winds  effect  a  variation  of  from  1  to  2  feet. 

Tickfaw  River  is  navigable  in  fact  to  Kemps  Landing,  about  18 
miles  from  its  mouth  in  Lake  Maurepas;  Blood  River  to  S.  Tuckers 
Landing,  about  4  miles;  Natalbany  Kiver  to  the  parish  bridge  just 
above  Springfield,  La.,  about  12  miles;  Ponchatoula  River  to  Wades- 
boro,  La^  about  5  miles.  The  expenditures  for  improvement  have 
been  confined  to  the  removal  of  snags,  logs,  and  other  obstructions. 

No  railroad  reaches  these  streams  at  any  point  where  navigable 
and  there  is  no  competition  in  freight  rates. 

The  amount  estimated  for  expenditure  in  the  fiscal  year  ending 
June  30,  1911,  is  intended  for  dredging  and  snagging  operations  and 
maintenance  of  improvement. 

On  page  397,  Annual  Report  of  Chief  of  Engineers  for  1906,  refer- 
ence is  made  to  previous  reports  on  examinations  and  surveys  of 
these  streams. 

<^  See  conisolidated  money  statement  on  page  460. 
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Comparative  statement  of  receipts  and  shipments  for  ten  years. 


Tons. 

Change  In  tonnage 
from  previous  year. 

Increase. 

Decrease. 

Year  ending  May  31, 189D 

62,961 

79,300 
65,540 
56,464 
46,632 
86,302 
45,429 
34,690 
44,350 
41,101 

22,681 

Calendar  year— 

1899 

igoo.  .             

33,700 

1901 

924 
46,676' 

1902 

10,832 

1904 

1905 

40,873 

1906 

10,739 

1907 

9,660 

1908 

3,249 

July  1, 1908,  balance  unexpended $6,000.00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 

8,000.00 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 426. 15 

July  1,  1909,  balance  unexpended 3,573.85 

July  1, 1909,  outstanding  liabilities 505.54 

July  1, 1909,  balance  available 3, 068. 31 


July  1,  1909,  amount  covered  by  uncompleted  contracts. 


846.66 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(d)  Amite  River  and  Bayou  Mancha^Cy  Louisiana. — Prior  to  im- 
provement the  Amite  River  was  navigable  for  small  steamers  for  a 
distance  of  45  miles  from  its  mouth  and  Bayou  Manchac  for  a  dis- 
tance of  10  miles,  but  both  streams  were  obstructed  by  snags,  logs, 
and  overhanging  trees. 

The  original  project,  as  adopted  in  1880  and  modified  in  1883  and 
1888,  provided  for  the  removal  of  obstructions  in  Bayou  Manchac 
from  Hope  Villa  to  the  Amite  River  and  in  the  latter  stream  to 
Lake  Maurepas  (its  mouth),  at  an  estimated  cost  of  $31,760. 

Amite  River  was  improved  for  a  distance  of  42  miles  from  its 
mouth  and  Bayou  Manchac  for  a  distance  of  10  miles  from  its  junc- 
tion with  the  former  stream.  A  turning  basin  was  made  at  the  upper 
limit  of  improvement  in  Bayou  Manchac. 

The  work  of  maintenance  has  been  carried  out  under  the  project  of 
1892  and  subsequent  projects. 

The  improvement  is  not  considered  permanent,  as  snags  and  logs 
will  continue  to  accumulate  and  bars  will  continue  to  form  at  the 
mouths  of  the  streams,  thus  obstructing  navigation. 

It  is  proposed  to  apply  the  available  funds  toward  the  construction 
of  a  combined  dredge  and  snag  boat  and  to  the  operation  of  the  boat 

o  See  consolidated  money  statement  on  page  460. 
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for  the  removal  of  bars  and  such  snags,  logs,  and  overhanging  trees 
as  interfere  with  navigation.  On  June  30,  1909,  this  boat  was  three- 
fourths  completed. 

The  amount  expended  to  June  30,  1909,  is  $46,924.22,  of  which  it  is 
estimated  $22,023.50  was  applied  to  maintenance.  The  expendi- 
tures during  the  past  fiscal  year  were  for  collection  of  conmiercial 
statistics,  construction,  and  inspection  of  boat. 

On  June  30,  1909,  the  maxunum  draft  that  could  be  carried  at 
mean  low  water  over  the  bar  in  Lake  Maurepas  at  the  mouth  of  the 
river  was  6  feet.  The  usual  tidal  variation  at  mouth  of  river  is  6 
inches;  the  level  of  water  surface  in  Bayou  Manchac  varies  as  much 
as  6  feet.  Amite  River  is  navigable  in  fact  to  the  mouth  of  Bayou 
Manchac,  a  distance  of  42  miles,  and  Bayou  Manchac  is  navigable  to 
Hope  Villa,  a  distance  of  10  miles. 

The  only  information  obtained  as  to  the  effect  of  the  project  on 
freight  rates  is  a  statement  from  the  secretary  of  the  state  railroad 
commission  that  Hope  Villa,  on  Bayou  Manchac,  has  been  granted  a 
special  tariff,  with  rates  lower  than  normal  ones. 

The  amount  estimated  for  expenditure  in  the  fiscal  year  ending 
June  30,  1911,  is  intended  for  dredging  and  snagging  operations  and 
maintenance  of  improvement. 

On  page  398,  Annual  Report  of  Chief  of  Engineers  for  1906,  refer- 
ence is  made  to  previous  reports  on  examinations  and  surveys  of 
these  streams. 


Comparative  statement  of  receipts  and  shipments  for  ten  years. 

Tons. 

Change  in  tonnage 
from  previous  year. 

Increase. 

Decrease. 

Year  ending  May  31, 1809 

60,305 

59.850 
25,400 
60,918 
44,694 
120,851 
•     43,371 
50,669 
45,552 
43,558 

5,566 

Calendar  year— 

1809 

1900  

34,450 

1901 

44,518 

igOB 

25,224 

1904     

76,157 

1906 

77,480 

1906  

7,298 

1907 

6,117 
1,994 

1908  

July  1,  1908,  balance  unexpended 120,211.33 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 1,000.00 

21, 211. 33 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 641. 64 


July  1,  1909,  balance  unexpended 16, 569. 79 

July  1,  1909,  outstanding  liabilitieB 506.54 

July  1, 1909,  balance  available 16, 064. 26 
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July  1, 1909,  amount  covered  by  uncompleted  contractfl $3. 430. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Suomltted  in  comj)liance  with  requirements  of  sundrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONBOLIDATBD. 

July  1, 1908,  balance  unexpended 34,476.35 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 6,000.00 

39,476.36 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 13, 496. 78 

July  1,  1909,  balance  unexpended 26,979.67 

July  1, 1909,  outstanding  liabilities 1,516.02 

July  1,  1909,  balance  available 24,462.96 

July  1, 1909,  amount  covered  by  imcompleted  contracts 6, 123. 33 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  8.) 

9,  Channdj  lay^  and  passes  of  Bayou  Vermilion,  amd  Mermentau 
River  and  tributaries,  Louisiana — (a)  Channel,  hay,  and  passes  oj 
Bayou  Vermilion, — rrior  to  improvement  the  upper  12  miles  of 
Bayou  Vermilion  was  only  2  feet  deep,  and  its  lower  portion,  throiigh 
the  bay  and  passes,  not  less  than  5^  feet  deep,  and  had  a  width  varying 
from  100  to  400  feet.  The  channel,  however,  was  obstructed  by  snags, 
logs,  and  overhanging  trees. 

The  original  proiect,  adopted  in  1880,  provided  for  the  removal  of 
sna^s  and  for  aredging  at  an  estimated  cost  of  $9,900.  A  modified 
project,  adopted  in  1892,  provided  for  securing  a  navigable  depth  of 
6 J  feet  up  to  the  railroaa  bridge  near  Lafayette,  La.,  and  for  the 
erection  of  guide  piling  to  mark  the  channel  from  the  mouth  of  the 
bayou  to  Vermilion  Bay,  a  distance  of  about  5  miles,  at  an  estimated 
cost  of  $25,000.     Project  for  maintenance  was  adopted  in  1905. 

The  improvement  is  not  considered  permanent,  as  obstructions  will 
continue  to  form  and  must  be  periodically  removed. 

It  is  proposed  to  apply  the  available  funds  toward  the  construction 
of  a  combined  dredge  and  snag  boat  and  to  the  operation  of  said  boat 
for  the  removal  of  oars  and  such  snags,  logs,  and  overhanging  trees 
as  interfere  with  navigation.  On  Jime  30,  1909,  the  boat  was  three- 
fourths  completed. 

Operations  were  carried  on  by  the  steamer  Hyadnih  between  June 
11  and  18, 1908,  for  the  removal  of  snags  and  other  obstructions  below 
Abbeville,  La. 

The  amount  expended  to  June  30,  1909,  is  $40,784.16,  of  which 
amoimt  $30,884.16  has  been  expended  for  maintenance.  The  ex- 
penditures during  the  past  fiscal  year  were  for  collection  of  commer- 
cial statistics  ancl  construction  and  inspection  of  boat. 

^See  consolidated  money  statement  on  this  page. 
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On  June  30,  1909,  the  maximum  draft  that  could  be  carried  over 
the  bar  at  mouth  of  Bayou  Vermilion  was  about  3  feet  and  in  the 
upper  part  of  the  stream  2i  feet.  The  usual  tidal  variations  at  mouth 
or  bayou  is  about  1  foot  and  in  uppec.  part  about  18  inches.  The 
bayou  is  navigable  to  D.  O.  Broussarcl's  landing,  about  20  miles  above 
Abbeville,  La.,  or  46  miles  from  mouth,  although  it  is  obstructed  by 
sn^s  and  lo^. 

The  only  mformation  obtained  as  to  the  effect  of  the  project  on 
freight  rates  is  a  statement  from  the  secretary  of  the  state  railroad 
commission  that  at  Abbeville  there  are  lower  rates  than  to  inter- 
mediate points,  on  account  of  its  being  located  on  navigable  water. 

The  amount  estimated  for  expenditure  in  the  fical  year  ending 
Jime  30,  1911,  is  intended  for  dredging  and  snagging  operations. 

Comparative  statement  of  receipts  and  shipments  for  ten  years. 


Tons. 

Change  In  tonnage  from 
previous  year. 

Increase. 

Decrease. 

Year  ending  May  31, 1899 

14,969 

21,150 
31,385 
37,000 
16,157 
29,326 
28,092 
32,025 
37,516 
26,689 

6,107 

6,181 
10,235 
5,615 

Calendar  year — 

1900 

1901 

1902 

1903 

21,843 

1904 

14,169 

1906 

1,234 

1906 

3,933 
6,490 

1907 

1908 

10,926 

On  page  399,  Annual  Report  of  Chief  of  Engineers  for  1906,  refer- 
ence is  made  to  previous  reports  on  examinations  and  surveys  of  this 
stream. 

Reports  on  preliminary  examination  and  survey  to  Lafayette  with 
a  view  to  obtaining  6  feet  of  water,  required  by  act  of  March  2,  1907. 
were  submitted  on  January  21  and  August  10,  1908,  and  are  printea 
in  House  Document  No.  1218,  Sixtieth  Congress,  second  session. 

July  1,  1908,  balance  unexpended |7, 029. 56 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 2,500.00 


9, 529. 56 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 713.  72 

July  1,  1909,  balance  unexpended 4, 815. 84 

July  1,  1909,  outstanding  liabilities 486.93 

July  1,  1909,  balance  available 4, 328. 91 

July  1, 1909,  amount  covered  by  uncompleted  contracts 817. 50 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  imex- 
pended  July  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

a  See  consolidated  money  statement  on  page  463. 
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(6)  MermerUau  River  and  tribviarieSf  Louisiana. — Prior  to  im- 
provement these  streamis  had  depths  varying  from  7  to  30  feet.  The 
channel  through  Grand  Lake  was  6  feet  deep,  and  the  depth  at  the 
mouth  of  the  nver  was  about  13  feet.  The  width  varies  from  70  feet, 
near  Viterboville,  to  350  feet  at  Lake  Arthur.  The  channel  was 
crooked  and  obstructed  by  snags  and  logs. 

The  original  project  of  1892  provided  for  the  removal  of  obstruc- 
tions in  the  upper  river  and  the  construction  of  brush  dams  in  the 
lower  river  to  remove  existing  mud  flats.  The  estimated  cost  was 
$23,615.25. 

With  the  appropriations  of  1892,  1894,  and  1896  operations  were 
carried  on  from  December,  1892,  to  December,  1899,  and  38  miles  of 
the  channel,  from  the  lower  end  of  Lake  Arthur  downstream,  was 
cleared  of  obstructions;  two  brush  dams,  2,500  and  3,000  feet  in 
length,  respectively,  were  built  in  Mud  Lake,  and  a  channel  8  feet  in 
depth  and  50  feet  in  width  was  cut  across  the  flats  in  Mud  Lake  and 
maintained  as  the  exigencies  of  navigation  required. 

An  examination  made  in  July,  1906,  showed  that  Bayou  Nezpique, 
the  principal  tributary,  was  obstructed  with  snags  and  logs  and  tnat 
dredging  would  probably  be  required  for  maintenance  of  the  channel 
through  Grand  Lake  and  Lower  Mud  Lake.  Operations  were  com- 
menced in  Bayou  Nezpiaue  with  a  hired  plant  on  August  21,  1906. 
and  were  completed  on  October  6,  1906.  All  obstructing  snam  and 
logs  were  removed  from  the  channel  for  a  distance  of  21  miles  oelow 
Viterboville,  La. 

It  is  proposed  to  apply  the  available  funds  toward  the  construction 
of  a  combined  dredge  and  snag  boat  and  to  the  operation  of  this  boat 
for  the  removal  of  such  bars,  snags,  logs,  and  overhanging  trees  as 
interfere  with  navigation.  On  Jime  30,  1909,  this  boat  was  three- 
fourths  completed. 

The  amount  expended  to  Jime  30^  1909,  is  $32,504.13,  of  which  it 
isestimated  that  $15,787.65  was  apphed  to  maintenance.  The  expend- 
itures during  the  past  fiscal  year  were  for  collection  of  commercial 
statistics,  construction  and  inspection  of  boat. 

On  Jime  30,  1909,  the  maximum  draft  that  could  be  carried  over 
the  flats  in  Lower  Mud  Lake,  the  shoalest  place  in  the  channel,  was 
4  feet  at  mean  low  water.  The  usual  variation  of  the  level  of  water 
surface  in  the  lower  reaches  of  the  river  is  about  IJ  feet,  and  the 
extreme  variation  is  about  2J  feet.  Mermentau  River  is  navigable 
throughout  its  whole  length  to  about  2  miles  above  Mermentau,  a  dis- 
tance of  about  70  miles;  Bayou  Nezpique,  the  principal  tributary,  is 
navigable  to  Viterboville,  La.,  a  distance  of  about  25  miles  above  the 
head  of  the  Mermentau  River;  Bayou  Plaquemine  Brule  and  Bayou 
des  Cannes  are  each  navigable  for  distances  of  about  10  miles,  and 
Bayou  Queue  de  Tortue  for  about  12  miles. 

The  only  information  obtained  as  to  the  effect  of  the  project  on 
freight  rates  is  a  statement  from  the  secretary  of  the  state  railroad 
commission  that  at  Mermentau  there  are  lower  rates  than  at  inter- 
mediate points,  on  accoimt  of  its  being  located  on  navigable  water. 

The  amoimt  estimated  for  expenditure  in  the  fiscd  year  ending 
Jime  30,  1911,  is  intended  for  dredging  and  snagging  operations. 
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Tom. 

Cbange  in  tonnage 
fh>m  previous  year. 

Increase. 

Decrease. 

YearendlngMay  31, 1889 

22,236 

27,034 
29,291 
50,326 
63,690 
45.866 
42,413 
61,634 
49,756 
44,382 

3,586 

Calendsr  year—' 

1900 

1901 

2,267 
21,035 
13,364 

190B 

1903 

1904 

17,824 

1905 

3,453 

1906 

19,221 

1907 

11,878 

1908 

6,374 

On  page  401,  Annual  Report  of  Chief  of  Engineers  for  1906,  refer- 
ence is  made  to  previous  reports  on  examinations  and  surveys  of  this 
stream. 

Reports  of  examination  with  plan  and  estimate  of  cost  of  improve- 
ment of  Bayou  Plaquemine  Brule,  required  by  act  of  March  2, 1907, 
were  submitted  December  19,  1907,  and  February  8,  1908,  and  are 
printed  in  House  Document  No.  789,  Sixtieth  Congress,  first  session. 

The  act  of  March  3,  1909,  calls  for  a  i>reliminary  examination  of 
Bayou  Queue  de  Tortue,  report  on  which  will  be  submitted  for 
transmission  to  Congress  at  its  next  session. 

July  1,  1908,  balance  unexpended 118,068.53 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 1,500.00 

19, 568. 53 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 657. 41 

July  1,  1909,  balance  unexpended , v . . .     14, 911. 12 

July  1,  1909,  outstanding  liabilities 486. 93 

July  1,  1909,  balance  available 14, 424. 19 

July  1, 1909,  amount  covered  by  imcompleted  contracts 3, 500. 84 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 


pei 

UDE 


n^ed  July  1,  1909 


(a) 


Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

C0N80UDATED. 

July  1,  1908,  balance  unexpendM $25, 098. 09 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 4,000.00 

29,098.09 
June  30, 1909,  amount  expended  diuing  fiscal  year,  for  maintenance  of 
improvement 9, 371. 13 

July  1,  1909,  balance  unexpended 19, 726. 96 

July  1,  1909,  outstanding  liabilities 973. 86 

July  1,  1909,  balance  available 18, 753. 10 


a  See  consolidated  money  statement  on  this  page. 
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July  1, 1909,  amount  covered  by  uncompleted  contracts $4,318.34 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  cd  the  balance  unex- 
pended July  1,  1909 6, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  S  9.) 

10.  Homochitto  River,  Mississippi. — ^The  Homochitto  enters  the 
Miasissippi  River  from  the  east  about  25  miles  below  Natchez.  For 
the  first  3  miles  from  that  point  it  is  designated  as  the  ** Narrows" 
and  for  a  distance  of  12  miles  farther  as  ''Old  River."  A  prelim- 
inary examination,  made  in  1896,  showed  that  the  Narrows  had  a 
depth  of  5  feet  at  low  water  and  a  width  of  150  feet,  except  for  a 
distance  of  about  1  mile,  where  the  stream  is  very  narrow  and  shoal. 
This  narrow  and  shoaJ  portion  was  obstructed  by  snags  and  logs. 
Old  River  was  about  1,000  feet  wide  and  about  2  feet  in  depth  over 
the  shoalest  places  at  low  water.  It  was  clear  of  obstructions. 
Above  Old  River  the  Homochitto  River  had  a  navigable  depth  of 
about  8  feet  and  a  width  of  about  150  feet  for  a  distance  of  about  45 
miles,  but  it  was  thickly  obstructed  by  snags,  logs,  and  overhanging 
trees. 

The  act  of  March  3,  1899,  appropriated  $16,000  for  the  removal 
of  obstructions  between  the  mouth  of  the  river  and  the  Yazoo  and 
Mississippi  Valley  Railway  bridge,  a  distance  of  about  60  miles,  and 
a  project  for  the  work  was  approved  April  18,  1899. 

Work  under  this  project  was  commenced  November  27,  1899,  and 
continued  imtil  August  13,  1900,  resulting  in  the  improvement  of 
the  channel  for  a  distance  of  about  18  miles  and  a  width  varying 
from  60  to  200  feet.  Subsequent  operations  have  been  for  main- 
tenance. It  is  proposed  to  apply  tne  available  funds  toward  the 
construction  of  a  combined  dredge  and  snag  boat.  On  June  30, 
1909,  this  boat  was  three-fourths  completed. 

The  amount  expended  to  June  30,  1909,  is  $18,291.53,  of  which 
$2,809.86  was  applied  to  the  maintenance  of  the  improvement.  The 
expenditures  during  the  past  fiscal  year  were  for  construction  and 
inspection  of  boat. 

The  Homochitto  River  is  navigable,  in  fact,  during  periods  of  high 
water  in  the  Mississippi  River  for  a  distance  of  about  18  miles,  above 
which  point  it  woula  be  navigable  for  a  farther  distance  of  about  42 
miles  except  that  it  is  thickly  obstructed  with  snags,  logs,  and  over- 
hanging trees.  The  maximum  draft  that  could  be  carried  Jime  30, 
1909,  over  the  bar  at  lower  end  of  Old  River,  the  shoalest  part  of 
the  locality  under  improvement,  was  about  2 J  feet  at  mean  low  water. 
The  5  miles  of  channel  above  Old  River,  which  was  cleared  of  ob- 
structions in  1903,  has  a^ain  become  badly  obstructed  by  snags. 

The  usual  variation  in  level  of  the  water  surface  between  high  and 
low  water  is  about  30  feet,  the  high-water  period  usually  lasting  about 
three  and  one-half  months.  No  point  on  the  river  where  the  channel 
has  been  improved  is  reached  by  a  railroad,  and  the  project  has  there- 
fore no  effect  on  freight  rates. 

No  detailed  commercial  statistics  for  the  calendar  jear  1908  were 
available.    Circular  letters  and  blank  forms  for  furnishing  statistics 
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were  sent  out,  but  no  replies  were  received.  The  commerce  consists 
mainly  in  the  rafting  of  timber. 

On  page  393,  Annual  Report  of  the  Chief  of  Engineers  for  1906, 
reference  is  made  to  previous  reports  on  examinations  and  surveys. 

Reference  is  invited  to  report  on  preliminary  examination  made  in 
accordance  with  river  and  narbor  act  of  March  2,  1907,  printed  in 
House  Document  No.  692,  Sixtieth  Congress,  first  session.  For  the 
reasons  given  therein,  this  river  is  considered  not  worthy  of  further 
improvement  by  the  United  States  at  the  present  time,  and  in  com- 
pliance with  section  7,  river  and  harbor  act  of  March  3,  1899,  discon- 
tinuance of  appropriations  is  recommended. 

July  1,  1908,  balance  unexpended $6,313.10 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improYement 604.  63 

July  1, 1909,  balance  unexpended 5, 708. 47 

July  1, 1909,  outstanding  liabilities 126.00 

July  1, 1909,  balance  available 6, 582. 47 

July  1,  1909,  amount  covered  by  uncompleted  contracts 1, 500. 00 

(See  Appendix  S  10.) 

11,  Bayou  Lafourchey  Louisiana. — Bayou  Lafourche  is  an  outlet  of 
the  Mississipjpi  Kiver,  forming  a  junction  with  that  stream  70  miles 
above  New  Orleans.  It  is  about  105  miles  long  and  flows  into  the 
Gulf  of  Mexico.  In  its  original  condition  it  was  obstructed  bv  logs, 
snags,  and  overhanging  trees.  The  proiect  of  1879  provided  for  tne 
removal  of  such  obstructions  to  improve  low-water  navigation.  Work 
under  this  project  was  carried  on  imtil  1885,  with  appropriations  ag- 
gregating $30,000. 

The  project  of  June  11^  1886,  provided  for  the  construction  of  a  lock 
to  connect  the  bajou  with  the  Mississippi  River  and  for  dredging  a 
channel  75  feet  wide  and  5  feet  deep  at  mean  low  water  of  the  Gulf, 
at  an  estimated  cost  of  $450,000  and  $8,000  annually  thereafter  for 
maintenance.  Work  under  this  project  was  confined  to  dredging  to 
maintain  low-water  navigation,  the  appropriations  at  any  one  time 
being  insufficient  to  warrant  the  commencement  of  the  lock  and  the 
exigencies  of  commerce  not  permitting  a  suspension  of  the  dredmnp. 

The  project  of  1886  was  modified  on  September  23,  1896,  and  lieid 
in  abeyance  the  construction  of  the  lock,  restricting  operations  to 
dredging  to  maintain  low-water  navigation,  at  an  estimated  cost  of 
$25,000  per  annum. 

Ehredging  operations  have  been  in  progress  since  1896,  but  the  im- 
provement is  not  permanent^  as  sand  bars  form  each  year  after  the 
subsidence  of  floods  in  the  Mississippi  River. 

The  amount  expended  on  this  work  up  to  June  30,  1909.  was 
$258,085.17. 

The  navigation  of  Bayou  Lafourche  is  at  present  obstructed  by  a 
dam  placecf  across  the  nead  of  the  bavou  at  its  junction  with  the 
Mississippi  River  by  levee  boards  of  the  State  of  Louisiana,  under 
authority  of  the  act  of  Congress  approved  June  13,  1902.  Tne  time 
for  the  removal  of  this  dam  was  extended  to  January  1,  1910,  by  the 
river  and  harbor  act  of  March  2,  1907. 

9001— BNu  1909 30 
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The  depth  of  water  in  the  bayou  is  practically  the  same  as  last  year, 
which  was  at  mean  low  tide  3i  feet  at  the  mouth,  the  usual  variation 
of  the  water  surface  being  between  one-half  and  1  foot.  The  bayou 
is  navigable  its  entire  length  by  flatboats  and  log  rafts,  but,  as  stated 
above,  connection  between  the  bayou  and  the  Mississippi  River  is  at 
present  cut  off  by  a  dam. 

The  commerce  of  this  bayou  is  carried  principally  by  small  gasoline 
boats  that  ply  between  New  Orleans  and  points  along  the  bayou  by 
way  of  Barataria  Canal. 

The  effect  of  the  project  on  freight  rates  is  not  definitely  known. 

It  is  proposed  to  expend  the  amount  requested  either  in  dredging, 
should  the  dam  be  removed,  or  in  expenses  of  superintendence,  in- 
spection, etc.,  should  the  lock  be  built  oy  the  state  levee  boards,  and 
in  dredging. 

Comparative  statement  of  receipts  and  shipments  for  ten  years. 


Cftlendar  year. 

Tonf. 

Change  in  tonoage  from 
previous  year. 

Increase. 

Decrease. 

1809    

167,268 
210,316 
137,367 
132,746 
94,361 
66,839 
94,320 
69,092 
46,413 
64,914 

49,268 

1900 

63,067 

1901 

72,968 

1902 

4,612 

1903 

38,394 

1904 

27,612 

1906 

27,481 

1906 

35,228 

1907 

12,679 

1908 

18,501 

July  1,  1908,  balance  unexpended |1, 914.  83 

June  ao,  1909,  amount  earned  to  the  surplus  fund 1, 914. 83 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  baltmce  unex- 
pended July  1,  1909 15,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  11.) 

1£.  Removing  the  water  hyacinth  from  vxitera  in  Louisiana  and 
Texas, — Under  the  provisions  of  the  sundry  civil  act  of  June  4,  1897, 
a  Board  of  Engineer  oflScers,  appointed  to  investigate  the  extent  of 
obstruction  to  navigation  in  the  streams  of  Florida  and  Louisiana 
and  to  determine  a  method  of  checking  the  growth  of  or  removing 
the.  water  hyacinth,  recommended  the  construction  of  boats  fitted 
with  crushing  machinery  and  the  use  of  log  booms  as  adjuncts  to  the 
boats.     (See  Annual  Reportof  theChief  of  Engineersfor  1899,p.  1615.) 

Under  the  act  of  March  3,  1899,  $25,000  was  appropriatea  for  the 
purchase  of  a  boat,  $1,000  for  the  construction  of  log  booms,  and 
$10,000  for  operating  expenses. 

A  boat  purchasea  and  fitted  with  machinerv  for  crushing  the 
hyacinths  was  operated  in  Bayou  Plaquemine  ana  contiguous  streams 
from  July,  1900,  to  June,  1901,  when  funds  were  exhausted.  Ap- 
proximately 188,800  square  yards  of  plants  was  removed. 

A  boom,  with  a  suitable  gate  to  permit  of  the  plants  floating  out 
with  the  tides  and  to  prevent  their  return,  was  constructed  and  placed 
at  the  mouth  of  Bayou  Teche,  Louisiana. 
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Act  of  June  13,  1902,  permitted  the  destruction  of  the  plants  by 
chemical  means  or  otherwise,  and  the  boat  was  fitted  with  special 
machinery  designed  for  spra^rins  the  plants  with  a  chemical  compound. 

Operations  were  carried  on  m  tnis  manner  from  September,  1902,  to 
ay,  1903,  and  from  August  to  October,  1903.  Approximately 
522,750  gallons  of  the  compoimd  was  sprayed  over  an  area  estimated 
at  3,509,024  square  yards  of  hjracinths. 

Bayou  Plaquemine  and  contiguous  streams  were,  at  date  of  cessa- 
tion of  operations  (October  26, 1903),  practicaUy  free  from  hyacinths. 

The  steamboat  Ramos  began  spraying  operations  July  8,  1904. 
When  the  season's  operations  were  terminated,  the  following  streams 
were  effectively  cleared  of  all  obstructing  hyacinths:  Bajrou  Plaque- 
mine,  Grand  River,  Bay  Natchez,  Bayou  Gknidell,  Belle  River,  Bayou 
Long,  Bayou  Grossetete,  and  Bayou  Choctaw.  Booms  for  controlling 
the  hyacmths  were  placed  in  Bayou  Plaquemine,  at  mouth  of  Bay 
Grossetete,  at  the  head  of  navigation  in  Bayou  Grossetete,  and 
across  Bayou  Choctaw.  During  the  siunmer  months  a  watchman  is 
maintained  at  the  Bayou  Plaquemine  boom,  whose  duty  it  is  to  require 
all  rafts  and  boats  to  clear  themselves  of  hyacinths  before  passing 
through. 

The  act  of  March  3,  1905,  appropriated  $40,000  for  the  removal  of 
the  water  hyacinths  from  the  navigable  waters  of  the  State  of  Texas 
and  Louisiana,  and  projects,  approved  April  28  and  May  15,  1905, 

Krovided  for  continuance  of  spraying  operations  in  the  rlaquemine- 
[organ  City  water  route  and  for  the  outfitting  of  a  second  boat  for 
operations  m  the  Calcasieu  River,  Louisiana,  and  in  the  Sabine  and 
Neches  rivers,  Texas. 

Operations  were  resumed  in  Bayou  Plaquemine  April  8,  1905,  and 
were  continued  until  October  31  in  this  and  connecting  streams  named 
above,  at  which  date  the  condition  of  the  streams  between  Plaquemine 
and  Morgan  City  was  sufficiently  satisfactory  to  warrant  the  suspen- 
sion of  further  spraying  operations  for  the  season.  During  the  entire 
season  a  new  chemicd  compound  was  used,  which  gave  excellent 
results  at  greatly  diminished  cost.  In  the  season's  work  a  total  of 
227,292  gallons  of  chemical  compound  was  used,  at  a  cost  for  chem- 
icals of  $1 ,098.66.  At  the  price  paid  in  previous  seasons  for  chemical 
compound  this  quantity  would  have  cost  $6,818.76.  There  was  there- 
fore a  saving  of  over  $5,700,  which  will  pay  the  operating  expenses  of 
the  Ramos  and  of  the  hyacinth  booms  tor  a  season.  It  is  estimated 
that  each  gallon  of  chemical  destroyed  approximately  10  to  12  square 
yards  of  hyacinths. 

The  steamboat  HyadrUh  (except  the  hull,  which  was  purchased) 
was  built  and  equipped  by  hired  labor  at  the  engineer  depot  at  New 
Orleans  at  a  total  cost  of  $8,900. 

During  the  fiscal  year  1907  spraying  operations  were  carried  on  in 
the  streams  of  the  rlaquemine-Morgan  City  route,  restdting  in  clear- 
ing the  streams  of  all  obstructinghyacinths.  Cow  Bayou,  a  tributary 
of  the  Sabine  River,  Texas,  and  Bayou  des  Allemands  ana  contiguous 
streams,  which  were  completely  blocked  by  hyacinths,  were  cleared. 

In  October,  November,  and  December,  1906,  the  Ramos  sprayed  in 
Calcasieu  River,  in  English  Bayou,  a  tributary  of  the  Calcasieu,  and  in 
Bayou  Vermilion,  but  the  season  was  too  far  advanced  for  good  results. 

During  the  working  season  of  1906  265,409  gallons  of  chemical 
compoimd  was  sprayed,  at  a  cost  of  $0.0051  per  gallon  raw.    During 
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the  fiscal  year  ending  June  30,  1908,  operations  were  carried  on  in 
Bayou  des  Alleman(&,  Bayou  Barataria^  Bayou  Vermilion,  and  in 
the  streams  of  the  Plaquemine-Morgan  City  route. 

Dtuing  the  working  season  of  1907  507,622  gallons  of  chemical 
compound  were  sprayed,  at  a  cost  of  $0.0055  per  gallon  raw.  and  in 
1908,  to  Jime  30, 124,236  gallons,  at  a  cost  of  $0.0041  per  gallon  raw. 

During  the  fiscal  year  ending  June  30,  1909,  the  Hy<icinth  worked 
in  Bayou  Vermilion,  Little  Bayou,  Bayous  felue,  Des  Allemands, 
Boeuf,  Grand,  Barataria  and  Teche,  destroying  and  removing  hya- 
cinths from  these  streams. 

In  addition  to  the  usual  watchman  at  the  Plaquemine  Bayou,  one 
was  also  hired  to  operate  a  temporary  boom  in  Bayou  des  Allemands. 

During  the  workmg  season  of  1908, 281,956  gallons  of  chemical  com- 
pound were  used  at  a  cost,  raw,  of  $0.0040  per  gallon. 

During  the  season  of  1909,  17,291  gallons  nave  been  used  at  a  cost, 
raw.  of  $0.0034  per  gallon. 

Tne  steamboat  ayacintk  imderwent  extensive  alteration  and  re- 
pairs from  November  19, 1908,  to  May  24, 1909. 

The  amount  expended  to  June  30,  1909,  was  $122,746.34. 

The  amoimt  estimated  for  expenditm-es  in  the  nscal  year  ending 
Jtme  30,  1911,  is  intended  for  operating  boats  for  sprayii^  plants 
and  the  installation  of  booms  ana  hire  of  watchmen  for  their  opera- 
tion and  maintenance. 

July  1,  1908,  balance  unexpended tt|9, 627.21 

February  24.  1909,  amount  allotted  from  appropriation  for  emeigencies  in 

river  and  narbor  works,  act  of  March  2,  1907 5,000.00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 20,000.00 

Miscellaneous  receipts  from  sales  of  property,  etc.,  deposited  to  the  credit 

of  appropriation 138. 00 

34, 766.  21 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement  &  11, 782. 66 

July  1, 1909,  balance  unexpended c22,982.  65 

July  1, 1909,  outstanding  liabilities — : 692.06 

July  1, 1909,  balance  available 22,290.59 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  exclusive  of  the  balance  unexpended  July  1,  1909 40, 000. 00 

Submitted  in  compliance  with  requirements  of  sundr^  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  12.) 

«  Balance  unexpended  as  shown  by  Annual  Report  for  1908  was  $10,127.21.  This 
was  an  error  due  to  the  fact  that  no  deduction  was  made  in  said  report  to  cover  the  sum 
iA  1500,  which  was  allotted  on  November  4,  1907,  by  the  Chief  of  Engineers  to  the 
Galveston,  Tex.,  district  for  Buffalo  Bayou.  The  corrected  balance  on  July  1,  1908, 
was  19,627.21. 

&  Amount  expended  from  appropriation  for  removinjg  water  hyacinths,  etc.  $9, 765. 21 
Amount  expended  from  appropriation  for  emeigencies,  etc 2, 017. 35 

11,782.56 


e  Balance  unexpended,  appropriation  for  emergencies,  etc 2, 982.  65 

Balance  unexpended,  appropriation  for  removing  the  water  hyacinths  in 
Louisiana  and  Texas 20,000.00 

22,982.65 
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EXAMINATIONS  AND  SUBYETS  MADE  IN  OOMPLIANOE  WITH  EIVEB  AND 
HABBOE  ACT  AFPBOVED  MABOH  2,  1907. 

Reports  on  preliminary  examinations  and  survevs  required  by 
the  nver  and  harbor  act  of  March  2,  1907,  of  the  following  locaUties 
within  this  district  were  duly  submitted  by  the  distnct  oflBcer. 
They  were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Har- 
bors, pursuant  to  law,  and  were  transmitted  to  Congress  and  printed 
in  documents  as  indicated : 

1.  Preliminary  examination,  wUh  plan  and  estimate  of  cost  of 
improvement,  of  Bayou  Terrebonne,  Louisiana,  with  a  view  to  obtaining 
6  feet  of  water. —Reports  dated  July  13,  1907,  and  November  29^  1907, 
respectively,  are  printed  in  House  Document  No.  1163,  Sixtieth 
Congress,  second  session.  A  plan  for  improvement  at  an  estimated 
cost  of  $50,000  is  presented,  provided  any  land  needed  for  extra 
width  of  channel  or  depositing  dredged  material  shall  be  first  deeded 
to  the  United  States  froe  of  cost. 

g.  Preliminary  examination  and  survey  of  Bayou  Vermilion, 
Louisiana,  to  Lafayette,  with  a  view  to  obtaining  6  feet  of  water. — Re- 
ports dated  January  21,  1908,  and  August  10,  1908,  respectively,  are 
printed  in  House  Document  No.  1218,  Sixtieth  Congress,  second 
session.  A  plan  for  improvement  at  an  estimated  cost  of  $22,660 
is  presented. 

IMPROVEMENT    OF    RIVERS   AND    HARBORS    IN    THE   GALVESTON, 

TEXAS,  DISTRICT. 

This  district  was  in  the  charge  of  Capt.  John  C.  Oakes,  Corps  of 
Engineers.  Division  engineers,  C^l.  E.  H.  Kuffner,  Corps  of  Engineers, 
to  August  31, 1908,  and  Lieut.  Col.  Lansing  H.  Beach,  Corps  of  Engi- 
neers, since  that  date. 

1.  Galveston  Harbor,  Texas. — Galveston  Harbor  originally  em- 
braced an  anchorage  area  of  over  1,960  acres,  of  which  1.500  acres 
had  a  depth  of  more  than  20  feet,  1,300  acres  had  a  deptn  of  more 
than  24  feet,  and  460  acres  had  a  depth  of  more  than  30  feet. 

The  entrance  was  obstructed  by  two  bars,  known  as  the  inner  and 
outer.  The  natural  depth  on  the  inner  bar  was  about  9  feet  and  on 
the  outer  bar  about  12  feet.  These  shallow  depths  prevented  all 
but  the  lightest-draft  vessels  from  using  the  harbor  and  necessitated 
the  lighterage  of  cargoes  to  the  larger  vessels  anchored  in  the  deep 
water  beyond  the  outer  bar. 

Prior  to  1874  the  projects  for  improving  the  harbor  related  to 
dredging  operations  on  a  small  scale. 

The  project  for  the  permanent  improvement  by  jetties  was  adopted 
in  1874  and  modified  m  1880  and  1886.  Previous  to  1886,  $1,478,000 
was  expended,  with  an  additional  sum  of  $100,000  subscribed  by 
the  city  of  Galveston  in  1883. 

The  1886  project  provided  for  a  certain  depth  of  25  feet  and  a 
possible  deptn  of  30  feet  by  constructing  jetties  to  a  height  of  5  feet 
above  mean  low  tide  and  extending  them  to  the  30-foot  contour  in 
the  Gulf  and  supplementing  the  action  of  the  tidal  scour  by  dredg- 
ing. The  estimated  cost  of  this  revised  project  was  $7,000,000. 
^The  expenditures  under  the  above  projects  resulted  in  1900  in  a 
depth  of  26  feet  at  mean  low  tide  on  tne  outer  bar,  an  increase  of  14 
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feet  since  work  began,  and  a  depth  of  26  feet  at  mean  low  tide  on  the 
inner  bar,  an  increase  of  16  feet  during  the  same  period. 

The  south  jetty  extended  35,603  feet  and  the  north  jetty  extended 
25,907  feet.  The  amount  expended  on  this  project  was  $7,041 ,684.42, 
of  which  $97,687.85  was  for  maintenance  of  the  improvement. 

The  hurricane  of  September  8,  1900,  damaged  the  jetties  to  a 
considerable  extent,  and  a  Board  of  Engineer  officers  estimated  the 
cost  of  repairing  the  same  at  $1,500,000.  (Annual  Report  Chief  of 
Engineers,  1901,  p.  2018.)  Appropriations  under  this  estimate  com- 
menced June  13,  1902. 

The  act  of  March  2,  1907,  appropriated  $300,000  and  authorized 
continuing  contracts  ifor  prosecuting  the  work  to  the  amount  of 
$700,000  additional,  all  or  which  has  since  been  appropriated.  In 
pursuance  of  the  discretion  vested  in  him  by  this  act,  the  Secretary 
of  War  approved  a  project  for  expenditure  of  the  funds  appropriated 
and  pledged  in  obtaining  a  depth  of  30  feet  by  repairing  the  jetties, 
by  jetty  extension,  and  by  dredging,  including  construction  of  a  new 
dredge. 

For  more  extended  information  see  House  Docmnent  No.  340, 
Fifty-ninth  Congress,  second  session,  and  River  and  Harbor  Com- 
mittee Document  No.  11,  Fifty-ninth  Congress,  second  session. 

Tlie  new  dredge  GcdveaUm  commenced  work  November  24,  1908, 
and  the  jetty  extension  and  repairs  of  the  jetties  have  continued 
during  the  year  and  are  about  92  per  cent  completed.  Maintenance 
by  dredmig  has  been  carried  on  by  the  U.  S.  dredges  Oalveston  and 
Uomsiock. 

From  June  13,  1902,  to  June  30,  1909,  $2,102,512.12  have  been 
expended  in  accordance  with  modified  project,  including  $507,901.26 
for  dredging,  $372,256.10  for  construction  of  new  dredge  OcUvestan, 
and  $3,443.72  for  survey  authorized  by  act  of  May  27,  1908. 

The  old  wharf  of  the  state  quarantine  department  of  Texas,  located 
in  Galveston  Bav,  which  haa  been  abandoned  and  was  in  a  wrecked 
condition,  also  the  load  of  stone  of  an  old  jetty  barge  near  the  chan- 
nel south  of  Fort  Point,  were  removed. 

The  project  depth  of  30  feet  has  been  completed. 

The  sundry  civil  act  of  May  27,  1908,  provided  for  a  survey  of 
Galveston  Harbor  as  a  whole  for  a  comprehensive  plan  for  further 
improvement.     Report  was  made  in  December,  1908. 

It  is  proposed  to  apply  the  amoimt  estimated  as  a  profitable 
expenditure  in  the  fiscal  vear  ending  June  30,  1911,  for  mamtenance 
by  the  operation  of  the  dredges. 

The  outer-bar  channel,  where  dredging  is  done,  weather  permitting, 
had  at  the  beginning  or  the  fiscal  year  27^  feet  at  mean  low  tide. 
The  last  survey  in  Jime,  1909,  shows  a  channel  depth  of  30  J  feet,  an 
increase  of  2i  feet  during  the  past  year.  With  the  exception  of  one 
stretch  of  less  than  1,000  feet,  there  is  a  fine  navigable  channel  of 
32^  feet  from  within  the  inner  bar  across  the  outer  bar  to  deep  water. 

The  inner  bar  has  disappeared,  leaving  a  ruling  depth  of  36  feet 
at  mean  low  tide.  This  result  has  been  accompushM  by  the  Gal- 
veston channel  current,  aided  by  the  Comstock,  which  worked  on  the 
inner  bar  when  it  was  too  rough  for  it  to  work  outside. 

Mean  tide  fluctuations  on  outer  bar^  2  feet;  inner  bar,  1.64  feet; 
GhJveston  channel,  1.12  feet.  Includmg  Galveston  channel,  1,738 
acres  now  have  a  depth  of  24  feet  and  over,  and  888  acres  have  a 
depth  of  30  feet  and  over. 
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All  the  commerce  for  Galveston  chamiel,  Texas  City  chamiel,  Port 
Bolivar  channel,  Galveston  ship  channel,  and  Buffalo  Bayou,  which 
comes  in  from  the  Gulf  or  passes  out  to  the  Gulf,  whether  coastwise 
or  foreign,  passes  through  tne  jetty  channel. 

A  board  of  engineer  officers  in  its  report  of  December  19,  1902, 
stated  that  a  conservative  estimate  of  the  value  to  the  country  of 
the  present  improvement  at   Galveston  is  more   than  $10,000,000 

Ser  annum.     This  benefit  is  probably,  at  the  present  time,  more  than 
ouble  that  amount  annually. 
A  map  of  the  last  survey  of  the  outer  bar  is  submitted  herewith. 

July  1,  1908,  balance  unexpended o  $720, 345. 16 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 200,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 70, 000. 00 

Proceeds  of  sales  of  charts  of  Galveston  Bay 28. 00 

Proceeds  of  sales  of  contact  prints .' &  1. 04 

Proceeds  of  sales  of  old  boilers  of  dredge  Comstock 1, 200. 00 

Proceeds  of  sales  of  condemned  property 156. 58 

991, 730. 78 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $314, 065. 24 

For  construction  of  dredge c306, 033. 51 

For  maintenance  of  improvements 101, 675. 77 

721, 774.  52 


July  1,  1909,  balance  unexpended <J  269,  956.  26 

July  1,  1909,  outstanding  liabilities «  59, 321. 33 

July  1, 1909,  balance  available 210, 634. 93 

July  1,  1909,  amount  covered  by  uncompleted  contracts /  52, 003. 32 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  maintenance  of  improvements,  in  adciition  to  the  balance 
unexpended  July  1,  1909 P  250, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 

4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  T  1.) 

5,  Oalveston  channel^  Texas. — This  is  the  channel  passing  along  the 
wharf  front  of  the  city  and  connecting  the  same  with  the  jettied  en- 
trance channel. 

Galveston  channel  inside  the  inner  bar  had  originallj  a  depth  vary- 
ing from  20  feet  at  Fort  Point  to  30  feet  oflF  Twentieth  street,  and 
again  to  20  feet  off  Thirty-second  street.  The  width  of  the  channel 
between  the  18-foot  contours  was  about  600  feet.  The  inner  bar  had 
originally  a  9-foot  depth,  but  conditions  gradually  became  better  until 
the  outer  bar,  with  about  12-foot  depth,  became  the  controlling  factor. 

a  The  unexpended  balance,  as  eiven  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1908,  shoiud  have  included  167,750  in  hands  of  Major  Deakyne  for  dredge  con- 
struction. 

6  Includes  54  cents  received  by  Major  Deakyne  for  blueprint  of  dredge. 

€  Amount  expended  by  Major  Deal^e  for  construction  of  dredge. 

^  Includes  $5,453.90  in  hands  of  Maior  Deakyne. 

«  Includes  $4,750  for  construction  of  dredge. 

/Includes  $4,516  for  construction  of  dredge. 

0  Since  the  preparation  of  this  report  and  estimate  the  Galveston  jetties  have  been 
damaged  by  the  storm  of  July  21, 1909.  The  local  officer  estimates  that  the  additional 
sum  of  $100,000  will  be  required  to  make  the  necessary  repairs. 
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All  vessels  drawing  over  12  feet  had  to  complete  their  cargoes  by 
lightering  after  crossing  the  bar. 

Appropriations  by  the  United  States  Government  for  the  channel 
began  in  1902,  when  $100,000  was  appropriated  for  improving  the 
channel  in  accordance  with  the  report  submitted  in  House  Document 
No.  264,  Fifty-sixth  Congress,  second  session.  The  act  of  Mflrch  3, 
1905,  authorized  the  construction  of  a  dredge,  Col,  A,  M.  Miller j  at  a 
cost  not  to  exceed  $125,000. 

The  act  of  March  2,  1907,  modified  the  project  byprovidin^  for  the 
extension  of  the  channel  from  Fifty-first  street  to  Fifty-sixth  street, 
at  an  estimated  cost  of  $129,310.  (See  H.  Doc.  No.  768,  59th  Cong., 
2d  sess.)  The  adopted  project  therefore  contemplates  the  excavation 
of  a  channel  30  feet  deep  and  1 ,200  feet  wide  from  the  inner  bar  to 
Fifty-first  street  and  the  extension  of  said  channel  700  feet  wide  from 
Fiftv-first  street  to  Fifty-sixth  street. 

The  estimated  cost  of  the  project  as  modified  is  $1,714,310. 

The  U.  S.  dredge  Col.  A,  M.  Miller  moved  during  the  fiscal  year 
858,587  cubic  yards  of  material  in  widening  and  maintaining  the 
channel,  of  which  700,330  cubic  yards  was  new  work  and  158,257 
cubic  yards  was  maintenance. 

The  project  is  58  per  cent  completed,  giving  a  channel  approxi- 
mately 1,325  feet  wicle  opposite  the  proposed  immigrant  landing  sta- 
tion just  within  the  inner  bar,  900  feet  wide  and  25  to  33  feet  deep  to 
a  point  opposite  Twenty-ninth  street,  and  750  feet  wide  and  25  to  35 
feet  deep  to  the  end  of  the  present  wnarf  frontage. 

The  total  amount  expended  on  the  work  of  existing  project  up  to 
the  close  of  the  fiscal  year  ending  June  30, 1909,  for  dredging  and  dike 
construction  was  $719,576.19,  of  which  $55,827.84  was  for  mainte- 
nance of  the  improvement. 

Vessels  drawing  28  i  feet  can  now  come  to  the  wharves  at  mean  low 
tide. 

The  Monomoy  left  this  port  August  31,  1908,  drawing  28  feet  and  2 
inches,  the  Ircujla  on  October  9,  1908,  drawing  28  feet,  and  the  Rowavr 
more  on  November  21,  1908,  drawing  28  feet  and  6  inches. 

Variation  of  level  of  water  surface  is  about  1  foot. 

The  foreign  trade,  as  given  by  the  customs  office,  for  the  port  of 
Galveston  for  the  calendar  year  1908  amounted  as  follows:  Foreign 
exports,  valued  at  $202,152,984;  foreign  imports,  valued  at 
$5,516,822;  total,  $207,669,806. 

Partial  statistics  for  coastwise  trade  were  furnished  by  the  secretary 
of  the  Galveston  Chamber  of  Commerce  and  other  interested  parties 
2^  900,497  tons,  valued  at  $218,388,000. 

The  following  is  a  comparison  of  foreign  export  values  credited  to 
ports  in  the  United  States  on  the  Gulf  of  Mexico  in  the  government 
records  for  a  period  of  six  years:* 


Fiscal  year. 

Oahretton. 

NewOriMDS. 

MobUo. 

Pansaoolft. 

1902-3 

$108,145,023 
144,920,127 
126,085,500 
166,240,813 
236,277,727 
161,020,933 

$147,056,230 
148,006,606 
149,866,358 
149,901,013 
169,807,311 
150,357,584 

$12,618,443 
16,826,671 
18,071,982 
21,712,544 
24,463,606 
27,979,831 

$13,744,544 

190^-4 

15,' 801 1 884 

1004-5 

15,340,265 

1906-6 

18,440,122 

1906-7 

19,218,483 

1907-8 

20,332,649 

a  Data  furnished  by  Judge  A.  J.  Rosenthal,  special  deputy  ooUeotor,  United  States  cuatoma  servioa. 
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The  value  of  foreign  exports  credited  to  the  port  of  Galveston  for 
the  fiscal  year  1896-97  amounted  to  $59,334,343,  and  for  the  fiscal 
year  1906-7  to  $236,277,727,  or  about  four  times  the  amount  for 
1896-97.  The  gain  from  1902-3  to  the  end  of  1906-7  amounted  to 
129  per  cent.  During  the  year  1907-8  there  was  a  decrease  in  value 
of  commerce  handled  through  this  port,  amounting  to  $34,124,743. 

A  sufficient  depth  and  width  of  channel  is  a  necessary  supplement 
to  the  deep  water  between  the  jetties  to  enable  the  vessels  to  reach 
the  wharves.  The  work  of  the  past  year  has  put  the  channel  in 
better  condition  for  service  than  ever  before,  but  with  the  increasing 
len^h  of  the  vessels  now  entering  the  harbor  the  necessitv  for  the 
full  width  of  channel  between  harbor  lines  (1,400  feet)  is  becoming 
very  marked. 

It  is  proposed  to  apply  the  balance  available  on  June  30,  1909,  to 
the  extension  of  channel  and  dike  to  opposite  Fifty-sixth  street,  and 
the  additional  appropriation  recommended  in  operation  of  the  United 
States  dredge  for  wiaening  the  present  channel  and  for  maintenance. 

July  1, 1908,  balance  unexpended 160, 543. 89 

Aniount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 200,000.00 

Proceeds  of  sales  of  contact  prints .60 

Proceeds  of  sales  of  condemned  property 179. 17 

260, 723. 66 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $27, 743. 42 

For  maintenance  of  improvement 7,202.09 

34,945.51 


July  1, 1909,  balance  imexpended 225, 778. 15 

July  1, 1909,  outstanding  liabilities 5,009.75 

July  1, 1909,  balance  avaikble 220, 768. 40 

Amount  (estimated)  required  for  completion  of  existing  project 825, 137. 84 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  in  addition  to 
the  balance  unexpended  July  1, 1909 200,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  T  2.) 

5.  Channel  from  Galveston  Harbor  to  Texas  OUy,  Tex, — ^The  natural 
depth  over  the  line  of  this  channel  was  from  4  to  8  feet.  During  1895 
and  1896  a  channel  16  feet  deep  was  dredged  by  the  Texas  City  Ter- 
minal Company  at  an  expense  of  $146,000.  At  the  time  of  the 
adoption  of  the  present  project  this  channel  had  shoaled  to  its  natural 
depth. 

The  river  and  harbor  act  of  March  3,  1899,  provided  for  deepening 
the  channel  north  of  Pelican  Island  from  Galveston  Harbor  to  Texas 
City,  Tex.,  to  a  depth  of  25  feet  and  a  width  of  100  feet  at  the  bottom 
at  a  cost  not  to  exceed  $250,000. 

The  full  amount  had  been  expended  on  the  work  under  this  ap- 
propriation up  to  the  close  of  the  fiscal  year  ending  June  30,  1905, 
the  Texas  City  Company  paying  the  expenses  of  superintendence, 
inspection,  etc.  The  channel  was  dredged  100  feet  wide  on  the  bot- 
tom and  25  feet  deep  from  Texas  City  wharves  to  25  feet  of  water  in 
Galveston  Harbor,  a  distance  of  34,000  feet. 
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In  addition  to  the  amounts  mentioned  above,  the  Texas  City  Com- 
pany, according  to  figures  furnished  by  them,  expended  $148,906.98 
m  completing  cnannel,  $172,734.58  in  digging  turning  basin  and  sUp, 
and  in  1906  removed  698,222  cubic  yards  at  a  cost  of  $16,028.61  m 
maintaining  channel. 

This  channel  was  redredged  by  contract  completed  September  19, 

1907,  for  a  distance  of  17,590  feet  from  the  wharf  at  Texas  City, 
1,001,147  cubic  yards  being  removed. 

During  the  past  fiscal  year  273,284  cubic  yards  of  material  have 
been  removed  oy  United  States  dredges  in  maintaining  the  channel. 

The  total  amount  expended  by  the  United  States  to  June  30,  1909, 
is  $285,960.34,  of  whicn  $35,960.34  was  expended  in  maintaining  the 
channel. 

The  amount  of  fill  since  project  was  completed  to  end  of  last  fiscal 
year  was  1,337,700  cubic  yards,  and  the  fill  from  June  18,  1907,  to 
May  17,  1909,  amounted  to  1,371,500  cubic  yards,  making  total  fill 
to  date  of  2,709,200  cubic  yards. 

Variation  of  water  surface  is  about  1 J  feet. 

The  ruling  depth  on  May  17,  1909,  was  12  feet,  but  owing  to  the 
softness  of  the  silt,  ships  drawing  17  feet  can  pass  through  the  channel. 

The  eflFect  of  the  project  on  freight  rates  has  been  very  beneficial 
during  the  past  year  owing  to  the  establishment  of  a  new  line  of 
steamers  from  New  York  to  Texas  City,  thereby  breaking  up  the  rate 
agreement  that  had  existed  between  the  old  lines  between  New  York 
and  Galveston. 

The  tonnage  for  the  port  of  Texas  City,  Tex.,  for  the  calendar  year 

1908,  as  furnished  by  the  Texas  City  Terminal  Company,  of  Texas 
City,  is  as  follows:  Foreign  exports  and  imports,  59,072  tons,  valued 
at  $3,403,960 ;  coastwise  domestic,  96,927  tons,  valued  at  $18,201,566 ; 
total  155,999  tons,  valued  at  $21,605,526. 

It  is  proposed  to  expend  the  available  balance  and  the  additional 
appropriation  recommended  in  maintaining  the  present  channel. 

July  1, 1908,  balance  unexpended $34, 480. 51 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 50,000.00 

Proceeds  of  sales  of  contact  prints .40 

84,480.91 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 10,440.65 

July  1,  1909,  balance  unexpended 74,040.26 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  in  addition  to  the  balaiice  unex- 
pended July  1,  1909 50, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  T  3.) 

4-  Oliannel  to  Port  Bolivar,  Tex. — ^The  river  and  harbor  act  of 
March  2,  1907,  appropriated  $50,000  for  obtaining  a  channel  150 
feet  wide  and  25  feet  deep,  with  increased  width  at  wharf,  from  Gal- 
veston Harbor  to  Port  Bouvar. 

This  channel  extends  from  the  Gulf  and  Interstate  Railway  trans- 
fer wharf  southerly  to  Bolivar  Boads,  a  distance  of  4,275  feet. 


Digitized  by  VjOOQ IC 


BIVBE  AND  HABBOB  IMPROVEMENTS.  475 

During  the  fiscal  year  269,929  cubic  yards  of  material  was  removed 
by  contract,  making  a  total  of  617,927  cubic  yards  of  material  removed 
from  this  channel.  The  remains  of  a  simken  dredge  boat  near  Bolivar 
Point  was  removed.  A  slip  and  wharf  were  constructed  by  the  Gulf 
and  Interstate  Railway  Company  of  Texas,  and  the  port  was  opened 
for  commerce  June  14,  1909. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean 
low  tide  over  the  shoalest  part  of  this  channel  is  19  feet. 

Variation  of  water  surface  is  about  IJ  feet. 

The  channel  is  used  for  tugs  and  barges  in  the  transfer  of  freight 
cars  to  and  from  Galveston,  and  facilities  are  now  available  for  ships 
to  load  and  discharge  at  the  Bolivar  wharf. 

Amount  expended  on  existing  project  to  close  of  fiscal  year  ending 
June  30,  1909,  $48,710.75. 

The  project  is  completed. 

Commercial  statistics  received  from  the  Gulf  and  Interstate  Rail- 
way Company  of  Texas  show  the  commerce  passing  through  Bolivar 
channel  to  be  more  than  50,000  tons,  valued  at  $5,578,705. 

No  marked  effect  on  rates  have  been  noted  due  to  this  work. 

The  available  balance  and  the  appropriation  recommended  will 
be  expended  for  maintaining  the  channel  and  widening  the  turning 
basin  in  front  of  the  wharves. 

July  1, 1908,  balance  unexpended 131,126.49 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 50,000.00 

81, 126. 49 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      29,837.24 


July  1,  1909,  balance  unexpended 51,289.25 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  in  addition  to  the  balance  unex- 
pended July  1,  1909 60, 000. 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  T  4.) 

6.  Odlvegton  ship  channel  and  Buffalo  Bayou,  Texa^. — The  ship 
channel  in  Galveston  Bay  and  BuflFalo  Bayou  are  two  links  in  the 
waterway  connecting  Houston  with  deep  water  in  Galveston  Bay, 
the  other  links  being  the  San  Jacinto  River  and  the  Morgan  Canal. 

In  their  natural  state  these  two  waterways  had  a  depth  of  from 
4  to  8i  feet,  of  various  widths.  The  earlier  projects  for  their  im- 
provement, adopted  in  1871,  1877,  1881,  and  1892,  provided  for  a 
channel  100  feet  wide  and  12  feet  deep.  Dred^ng  was  carried  on 
for  a  number  of  years,  furnishing  a  channel  sufficient  for  the  charac- 
ter of  vessels  then  navigating  these  channels. 

In  1892  the  Government  purchased  the  Morgan  Cut  and  Canal, 
5.43  miles  long,  for  $92,316.85. 

The  amount  expended  on  ori^nal  projects  prior  to  operations 
under  existing  projects  was  as  follows: 

Ship  channel  in  Galveeton  Bay  (including  the  purchase  of  Morgan  Cut 

and  Canal,  $92,316.85) $800,328.16 

Buffalo  Bayou,  Texas 210, 137. 64 

Total 1,010,466.80 
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The  existmg  project,  adopted  in  1899  (p.  1615,  Annual  Report 
Chief  of  Engineers,  1898),  as  modified  in  1905  (p.  1495  et  seq.,  Annual 
Report  Chief  of  Engineers,  1905),  is  as  follows: 

For  completing  channel  to  head  of  Long  reach,  includinjEj  turning  baein 
600  feet  in  diameter,  26  feet  deep,  side  slopes  1  on  2,  division  1  (bay), 
1  on  3  in  divisions  2  and  3  (river),  least  radius  2,500  foet,  150  feet  on 
bottom  in  division  1  (bay),  100  feet  on  bottom  in  divisions  2  and  3 

(river) $3,170,000 

26,000  feet  of  dike  revetment 40,000 

One  hydraulic  dredge 150,000 

Engineering  and  contingencies  (about  10  per  cent) 340, 000 

Total 3,700,000 

Amount  available  D  ecember  1, 1904 150, 000 

Balance  required 3,550,000 

The  act  of  March  2,  1907,  appropriated  $200,000  and  authorized 
continuing  contracts  for  prosecuting  the  improvement  in  the  sum  of 
$200,000,  all  of  which  has  been  appropriated. 

Of  the  $200,000  appropriated  March  2,  1907,  $50,000  was  expended 
for  the  restoration  of  the  channel  from  foot  of  Main  street,  Houston, 
to  head  of  Long  reach. 

By  contract  and  United  States  dredges  3,717,209  cubic  yards  of 
material  have  been  removed  from  the  diflFerent  divisions  during  the 
past  fiscal  year,  of  which  2,725,496  cubic  yards  was  for  maintenance 
and  991,713  cubic  yards  for  improvement.  Snagging  operations 
have  been  carried  on  in  the  upper  stretches  of  the  bayou. 

During  the  fiscal  year  the  channel  in  the  open  bay  has  filled  in 
generally  throughout  its  entire  length  to  an  amount  of  1,812,000 
cubic  yards.  TTae  channel  in  the  bayou  has  not  filled  appreciably 
during  the  fiscal  year,  due  to  absence  of  freshets.  Since  the  beginning 
of  1905  a  fill  of  8,178,000  cubic  yards  has  taken  place. 

The  amount  expended  on  the  existing  project  up  to  the  close  of 
the  fiscal  year  ending  June  30,  1909,  was  $2,082,668.63,  of  which 
$228,852.10  was  for  maintenance. 

The  project  is  about  50  per  cent  completed. 

The  usual  variation  of  level  of  water  surface  is,  division  1  0>ay 
division),  lower  bay,  1.3  feet;  upper  bay,  0.5  foot;  and  divisions  2 
and  3  (river  divisions),  less  than  one-hall  foot.  In  times  of  flood 
rises  of  12  or  more  feet  occasionally  occur  in  Buffalo  Bayou. 

The  maximum  draft  that  can  be  carried  on  June  30,  1909,  at  mean 
low  tide  is,  from  Bolivar  channel  to  Red  Fish,  10  feet;  thence  to  Mor- 
gan Point,  14  feet;  thence  to  head  of  Long  reach,  16  feet;  thence  8 
Feet  to  foot  of  Main  street,  Houston.  The  channel  has  been  dredged 
throughout  to  a  depth  of  18^  feet,  including  the  turning  basin. 

The  effect  of  this  project  on  freight  rates  is  unknown  and  is  inde- 
terminate because  of  a  railroad  rate  differential  in  favor  of  Houston, 
authorized  hjr  the  railroad  commission  of  the  State  of  Texas. 

The  wharnnaster  at  Houston  reports  the  tonnage  carried  on  the 
bayou  during  the  calendar  year  1908  as  602,734,  valued  at  $28,318,621 . 
It  IS  given  in  detail  in  Appendix  T  5  of  this  report. 

For  number  of  vessels  passing  through  Morgan  Canal,  see  report 
on  operating  and  care  of  MLorgan  Canal,  Appendix  T  7  of  this  report. 

It  is  proposed  to  expend  tne  available  funds  and  the  amount  esti- 
mated as  a  profitable  expenditure  in  fiscal  year  ending  June  30, 1910, 
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toward  completing  work  now  under  way,  including  easing  bends  to 
2,500  feet  radius,  maintenance  toward  a  more  uniform  depth,  repair 
of  pile  and  brush  dike  in  upper  bay,  and  snagging  operations  through- 
out the  bayou. 

1i  progress  is  to  be  made  toward  the  completion  of  the  project 
depth,  25  feet,  throughout  this  channel,  more  Uberal  appropriations 
must  be  made  for  the  work,  as  the  cost  of  maintenance  is  increasing 
yearly  as  increased  depth  is  obtained. 

July  1,  1908,  balance  unexpended 1260,398.15 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909                    100,000.00 

Amount  appropriated  by  exmdry  civil  act  approved  March  4, 1909 55, 000. 00 

Proceeds  of  sales  ot  contact  prints 8. 50 

Proceeds  of  sales  of  condeomed  property 289. 98 

415, 696. 63 
June  30, 1909,  amoimt  expended  during  fiscal  year: 

For  works  of  improvement 1154, 185. 52 

For  maintenance  of  improvement 76, 567. 45 

230, 752. 97 

July  1, 1909,  balance  unexpended 184, 943. 66 

July  1,  1909,  outstanding  liabilities 23, 434. 04 

July  1, 1909,  balance  available 161, 509. 62 

July  1, 1909,  amoimt  covered  by  uncompleted  contracts 17, 707.  61 

Amount  (estimated)  required  for  completion  of  existing  project 2, 800, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  in  addition 
to  the  balance  unexpended  July  1, 1909 300, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  river  and  harbor  act  of  1899. 

(See  Appendix  T  5.) 

6.  Removing  the  tixtter  hyadnths  from  Texas  waters, — On  August  9, 
1907,  water  hyacinths  were  discovered  in  Buffalo  Bayou,  Texas,  and 
vicinity,  and  an  allotment  of  $500  was  made  on  November  4,  1907, 
to  destroy  them  to  prevent  them  from  becoming  an  obstruction  to 
navigation. 

Under  United  States  supervision,  the  city  of  Houston,  Tex.,  re- 
moved practically  all  hyacinths  from  Buffalo  Bayou  by  hired  labor. 

Total  amount  expended  on  this  work  up  to  the  close  of  the  fiscal 
year  ending  June  30, 1909,  was  $35.26. 

July  1,  1908,  balance  unexpended $474. 73 

June  30, 1909,  amoimt  expended  during  fiscal  year,  for  works  of  improvement.        9.  99 

July  1,  1909,  balance  unexpended 464.74 

(See  Appendix  T  6.) 

7.  Operating  and  care  of  Morgan  Canal j  Texas. — ^A  custodian  was 
stationed  at  tne  canal  during  the  past  fiscal  year. 

A  statement  contained  in  the  report  of  the  local  engineer  officer 
shows  the  items  of  expenditure,  which  amounted  to  $360,  exclusive 
of  liabilities  outstanding,  amounting  to  $30* 
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July  1,  1908,  balance  unexpended |390. 00 

Amount  allotted  June  23, 1909 360.00 

750.00 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improvement.    360. 00 

July  1,  1909,  balance  unexpended 390. 00 

July  1,  1909,  outstanding  habilitiee 30.00 

July  1,  1909,  balance  available 360.00 

(See  Appendix  T  7.) 

8,  West  Galveston  Bay  channel,  Texas,  and  mouths  of  adja^ni 
streams,  including  Trinity  River,  Anahuac  channel.  Cedar  Bayou, 
Chocolate  Bayou,  and  Bastrop  Bayou, — ^This  project  embraced  the 
improvement  of  the  following  localities:  West  Galveston  Bay,  the 
Galveston  and  Brazos  Canal,  Double  Bayou,  mouth  of  Trinity  Kiver, 
Anahuac  channel,  East  Bay  Bayou,  Turtle  Bayou,  Clear  Creek, 
Dickinson  Bayou,  Chocolate  Bayou,  Bastrop  Bayou,  Oyster  Creek, 
and  the  mouths  of  adjacent  streams.  (Ajmual  Report  Chief  of 
Engineers,  1900,  p.  2438,  et  seg.) 

rrior  to  March  3,  1899,  the  improvement  of  West  Galveston  Bay 
channel,  mouth  of  Trinity  River,  and  Cedar  Bayou  had  been  inde- 
pendent.  At  that  date  they  were  consoUdated  with  the  other  works, 
except  Anahauc  channel,  which  was  added  by  act  of  March  3,  1906, 
and  Chocolate  and  Bastrop  bayous,  which  were  added  by  the  act  of 
March  2,  1907.  The  Brazos  River,  between  Velasco  and  Richmond, 
which  was  included  in  the  improvement  for  a  time,  is  now  covered 
by  a  separate  appropriation  and  has  been  transferred  to  the  Dallas 
district.    The  estimated  cost  of  the  modified  project  is  $248,646.34. 

The  object  of  this  improvement,  in  part,  is  to  obtain  and  maintain 
a  navigable  channel  depth  of  from  4  to  6  feet  across  the  bars  at  the 
mouths  of  the  streams  and  bayous  from  deep  water  in  the  bay  to 
deep  water  in  the  bayous. 

The  improvement  is  intended  to  develop  a  light-draft  inland  navi- 
gation which  will  afford  cheap  transportation  by  light-draft  steamers 
and  barges  to  the  coast  country  of  Texas. 

As  the  West  Galveston  Bay  channel  and  Galveston  and  Brazos 
River  Canal  have  been  incluaed  in  the  "Inland  waterway  on  the 
coast  of  Texas,''  and  appropriated  for  under  that  heading,  allotments 
for  these  works  under  this  appropriation  have  ceased. 

About  five-sixths  of  the  project  has  been  completed. 

The  effect  of  these  improvements  has  been  generally  to  decrease 
freight  rates  to  all  points  reached  by  the  channeb  improved. 

It  is  proposed  to  apply  the  balance  available  and  the  appropriation 
recommended  in  dreoging  and  snagging,  for  maintenance,  and  in 
opening  up  bayous  emptying  into  the  Galveston  bays,  in  accordance 
with  approved  project. 

More  and  larger  boats,  especially  power  boats  with  schooner  huUs, 
have  been  built  to  utilize  the  improvement.  Most  of  the  points 
reached  are  settlements  not  on  railroads,  and  t^e  improvements  are 
of  great  importance  to  their  commercial  life. 
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The  amount  expended  on  these  improvements  under  present  project 
to  June  30,  1909,  has  been  as  follows: 

Channel  across  Hanna  reef 1697. 08 

Double  Bayou 13, 193. 99 

Anahuac  channel 12,100.00 

Mouth  of  Trinity  River 8,636.18 

Cedar  Bayou 11,946.23 

Gear  Creek 10,497.16 

Dickinson  Bayou 12, 105. 45 

Bastrop  Bayou 9,920.22 

Chocolate  Bayou 6, 542. 04 

Dredge  Gen.  H.  M.  Robert 67,992.51 

Dredge  Capi.  C.  W.  Howell 15, 000. 00 

Total 168,630.86 

(a)  Channel  across  Hanna  reef  (East  Bay  Bayou), — This  is  a  chan- 
nel across  Hanna  reef,  connecting  lower  Galveston  Bay,  East  Bay,  and 
East  Bay  Bayou,  and  is  on  the  direct  line  of  the  inland  waterway  project. 
The  natural  depth  was  2  feet  at  mean  low  tide. 

Amount  expended  on  work  of  existing  project  up  to  the  close  of 
the  fiscal  year  ending  June  30,  1909,  $679.08. 

During  the  year  5,773  cubic  yards  of  material  was  removed,  making 
a  channel  6  feet  deep,  40  feet  wide  on  the  bottom,  and  955  feet  long. 
Maximum  draft  that  can  be  carried  June  30,  1909,  is  about  4  feet  at 
mean  low  tide. 

Variation  of  water  surface,  about  1  foot. 

It  is  estimated  that  500  tons  of  vegetables  comes  out  of  East  Bay 
Bayou  via  Moodys  and  Ladys  passes,  and  that  about  250  tons  of 
general  merchandise  returns.  There  is  also  some  fish  and  oysters 
carried  through  these  passes,  but  the  present  shallow  channel  pre- 
vents any  extensive  business  being  earned  on. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 $2,000.00 

Jime  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   15. 17 


Jidy  1,  1909,  balance  unexpended 1,984.83 

July  1,  1909,  outstanding  liabilities 1,144.89 

July  1,  1909,  balance  available 839. 94 

Amoimt  (estimated)  required  for  completion  of  existing  project (o) 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1,  1909 (o) 

Submitted  in  comi)liance  with  requirements  of  sundnr  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  oi  1899. 

(6)  Double  Bayou, — ^Tlie  navigation  of  this  bayou  was  obstructed  by 
a  bar  which  prevented  boats  drawing  over  2  leet  of  water  entering 
the  bayou. 

The  amount  expended  on  work  of  existing  project  up  to  the  close 
of  the  fiscal  year  ending  June  30, 1909^  $13,193.99,  of  which  $6,240.79 
was  appUed  to  maintenance,  exclusive  of  $2,711.40  deposited  by 
private  parties. 

a  See  consolidated  money  statement  on  page  489. 
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This  expenditure  resulted  in  the  excavation  and  maintenance  of  a 
channel  6,450  feet  long,  60  to  80  feet  wide,  and  from  5  to  7  feet  deep 
across  the  bar  and  into  the  bayou. 

The  ma^timmn  draft  that  can  be  carried  June  30,  1909,  at  mean 
low  water  is  7  feet. 

The  yariation  of  water  surface  is  about  one-half  foot. 

This  bayou  within  a  half  mile  of  its  mouth  divides  into  east  and 
west  branches,  the  east  branch  being  navigable  for  12  miles  and  west 
branch  for  8  iniles  from  mouth,  making  a  total  of  19^  miles. 

The  commerce  through  this  channel,  as  given  bv  Burt  H.  ColUns, 
for  the  calendar  year  1908,  amounted  to  more  than  5,000  tons  of 
produce,  mainly  nee  and  merchandise,  valued  at  $269,000. 

Amount  allotted  from  appropriation  by  river  and  harb(x-  act  approved 

March  3,  1909 $6,000.00 

Proceeds  of  sales  of  condemned  property 89. 46 

5,089.46 
Transferred  to  Dickinson  Bayou,  Texas 89. 46 


5,000.00 


June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 2, 644. 84 

July  1, 1909,  balance  unexpended 2, 355. 16 

July  1, 1909,  outstanding  liabilities 2,088.22 

July  1, 1909,  balance  available 266. 94 

Amount  (estimated)  required  for  completion  of  existing  project (a) 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  fen*  maintenance,  in  addition  to 
the  balance  unexpended  July  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  AnaJtuae  channel. — ^The  original  depth  of  this  channel  was 
about  3  feet. 

Amount  expended  on  work  of  existing  project  up  to  the  close  of 
the  fiscal  year  ending  June  30,  1909,  $12,100,  of  which  $6,124.99  was 
for  maintenance  of  channel. 

The  expenditure  resulted  in  the  excavation  and  maintenance  of  a 
channel  16,013  feet  long,  80  feet  wide,  and  7  feet  deep  from  6  feet  of 
water  in  Trinity  Bay  to  8  feet  of  water  in  Browns  Pass. 

Maximum  draft  that  can  be  carried  June  30,  1909,  at  mean  low 
tide  is  4^  feet. 

Variation  of  water  surface  is  about  one-half  foot. 

This  channel  is  used  by  United  States  mail  boat,  and  as  there  is 
no  railroad  communication  with  the  adjacent  country,  aU  produce 
and  supplies  pass  through  this  channel.  Rice  is  the  principal  agri- 
cultural product. 

This  cnannel  is  navigable  for  3^  miles  from  the  6-foot  contour  in 
Galveston  Bav  to  Anahuac. 

Commercial  statistics  received  show  the  commerce  to  be  more  than 
15,000  tons,  valued  at  $780,000. 

o  See  consolidated  money  statement  on  page  486. 
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Amount  alloted  from  appropriation  by  river  and  harbor  act  approved  March 

3,1909 $4,000.00 

July  1,  1909,  balance  unexpended 4,000.00 


Amoimt  (eetimated)  required  for  completion  of  existing  project (o) 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  Hie 
balance  unexpended  July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(d)  Mouth  of  Trinity  River, — This  river  empties  into  Galveston 
Bay  through  several  mouths  or  passes,  opposite  each  of  which  a  bar 
existed  on  which  the  depth  of  water  did  not  exceed  3i  feet  at  mean 
low  tide. 

Under  earUer  projects,  adopted  June  18,  1876,  and  amended 
May  4,  1899,  dredging  and  snagging  were  done,  the  west  jetty  at 
Middle  Pass  completed  to  a  length  of  7,359  feet,  and  a  channel  100 
feet  wide  by  5  feet  deep  secured  at  a  cost  of  $76,900.  The  channel  sub- 
sequently shoaled  to  a  ruUng  depth  of  3 J  feet,  and  at  present  Browns 
Pass  leading  to  the  Anahuac  channel  is  the  one  used  and  under 
improvement. 

Amount  expended  on  the  work  of  existing  project  up  to  the  close 
of  the  fiscal  year  ending  June  30,  1909,  $8,636.18,  of  which  $4,995.74 
was  applied  to  maintenance. 

Under  present  project  a  channel  80  feet  wide  and  6  feet  deep  was 
dredged  a  distance  of  6,700  feet  and  a  log  jam  removed  from  the  pass. 

Maximum  draft  that  can  be  carried  Jime  30,  1909,  at  mean  low 
water,  4J  feet. 

Variation  of  water  surface  is  about  one-half  foot. 

During  the  calendar  year  1908,  lumber,  rice,  etc.,  valued  at 
$699,430,  passed  througn  this  channel  in  addition  to  miscellaneous 
supplies. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 11,000.00 

July  1, 1909,  balance  unexpended 1, 000.  00 

Amount  (eetimated)  required  for  completion  of  existing  project (a) 


Amount  that  can  be  profitably  expended  in  fiscal  year  endinf^  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(e)  Cedar  Bayou, — Cedar  Bayou  discharges  into  the  northwest 
comer  of  Galveston  upper  bay  at  a  point  aoout  1 J  miles  below  the 
mouth  of  the  San  Jacinto  River,  and  distant  28  J  miles  from  Galveston. 

The  original  project  for  this  improvement  was  adopted  September 
19,  1890,  and  consisted  in  deepening  the  channel  over  the  bar  by 
dredging,  so  as  to  afford  a  depth  of  6  feet  at  mean  low  tide,  and 

Protecting  the  dredged  channel  by  brush  and  stone  walls  or  jetties, 
he  amount  previously  expended  on  this  project  was  $32,150. 
After  crossing  the  bar  a  least  depth  of  9  feet  can  be  carried  up  the 
bayou  for  a  distance  of  17  miles. 

<^  See  consolidated  money  statement  on  page  486. 
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Under  present  project  the  jetties  were  repaired  by  filling  the  lowest 
places  and  gaps  with  riprap,  and  a  channel  8  feet  deep,  80  feet  wide, 
8,690  feet  long  was  dredged  from  the  8-foot  depth  inside  the  bayou 
across  Cloppers  bar  and  connecting  with  the  8-foot  depth  in  San 
Jacinto  Bay. 

During  the  fiscal  year  9,375  cubic  yards  of  material  was  removed 
in  maintaining  the  channel. 

Amount  expended  on  existing  project  to  close  of  fiscal  year  ending 
June  30,  1909,  $11,946.23,  of  which  $5,009.08  was  applied  to  main- 
tenance. 

Maximum  draft  that  can  be  carried  June  30,  1909^  6  feet.  This 
stream  is  navigable  to  Needle  Point,  head  of  navigation,  a  distance 
of  20  miles  from  the  mouth. 

The  rise  and  fall  of  tide  is  about  one-half  foot,  except  during 
freshets. 

It  has  been  impossible  to  obtain  the  commercial  statistics  of  the 
eflFect  of  this  improvement.  One  boatman  reports  taking  out  24,000 
tons  brick,  valued  at  $120,000,  and  18,000  tons  sand,  valued  at 
$18,000,  during  the  calendar  year  1908.  Rice  and  other  agricultural 
products,  together  with  supplies  for  the  adjacent  community,  are 
carried  through  this  channel,  there  being  no  railroad  facilities  within 
convenient  distance. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 60.  71 


July  1 ,  1909,  balance  unexpended 4, 939.  29 

July  1, 1909,  outstanding  liabilities 1, 063. 62 

July  1,  1909,  balance  available 3, 875. 67 

Amount  (estimated)  required  for  completion  of  existing  project («) 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  imexpended  July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

if)  Clear  Creek. — Clear  Creek  empties  into  Galveston  upper  bay 
from  the  west.  It  was  obstructed  at  its  mouth  by  a  narrow  sand  bar, 
on  which  the  depth  did  not  exceed  2  feet.  For  a  distance  of  2  miles 
above  the  mouth  the  ruling  depth  is  8  feet.  It  then  broadens  into  a 
lake  3  miles  long  and  1  i  miles  wide,  having,  before  improvement,  an 
average  depth  of  IJ  feet.  Above  the  lake  the  prevailing  deptn  is 
from  8  to  12  feet. 

Private  parties  have  at  various  times  dredged  through  the  bar  at 
the  mouth  into  Galveston  Bay,  and  during  1907-8  the  U.  S.  dredge 
Captain  C,  W.  Howell  dredged  a  channel  22,847  feet  long,  40  feet 
wide,  and  from  4  to  6  feet  deep.  At  present  there  is  across  this  bar 
a  channel  about  40  feet  wide  with  a  least  depth  of  4  feet  at  mean  low 
tide. 

Amount  expended  on  existing  project  to  close  of  fiscal  year  ending 
June  30,  1909,  $10,497.16,  of  which  $7  was  applied  to  maintenance. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean 
low  tide  over  the  shoalest  part  of  the  locality  is  4  feet. 

^  See  consolidated  money  statement  on  page  486. 
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This  stream  is  navigable  to  Friendswood,  at  the  head  of  navigation, 
a  distance  of  20  miles,  except  that  same  is  obstructed  10  miles  from 
its  mouth  by  Galveston  Countv  road  bridge  and  Galveston,  Houston 
and  Henderson  Railway  bridge  and  14  miles  from  its  mouth  by 
Davis  bridge.  During  the  past  year  the  bridges  have  been  modified 
so  as  to  provide  a  24-root  opening. 

Variation  of  water  surface  is  t&ee-fourths  foot. 

No  commercial  statistics  have  been  obtained. 

July  1, 1908,  balance  unexpended $61. 87 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 4,000.00 

4,061.87 
Transferred  to  Dickineon  Bayou 61. 87 

4,000.00 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   7. 00 

July  1,  1909,  balance  unexpended 3, 993. 00 

July  1,  1909,  outstanding  liabilities 671. 06 

July  1 ,  1909,  balance  available 3, 321 .  96 

Amoimt  (estimated)  required  for  completion  of  existing  project (o) 


Amount  that  can  be  profitably  expended  in  fiscal  >rear  ending  June  30, 1911, 
for  works  of  improvement  and  for  maintenance,  in  addition  to  the  balance 
unexpended  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(g)  Dickinson  Bayou. — Dickinson  Bayou  empties  into  Galveston 
lower  bay  about  20  miles  northwest  of  tne  city  of  Galveston.  Navi- 
gation was  obstructed  b}^  a  bar  at  its  mouth  with  2^  feet  of  water 
on  its  crest.  After  crossing  the  bar  a  depth  of  10  feet  can  be  car- 
ried up  the  bayou  for  20  nnles  or  more,  and  a  depth  of  6  feet  for  a 
distance  of  25  miles  from  its  mouth. 

During  the  past  year  the  U.  S.  dredge  Captain  C.  W.  HoweU  exca- 
vated a  channel  from  6  to  6^  feet  deep  and  about  60  feet  wide  over  a 
distance  of  19,100  feet  through  the  shoal  water  of  the  bay  and  to 
deep  water  in  the  bayou. 

Amount  expended  on  existing  project  to  close  of  fiscal  year  end- 
ing June  30,  1909,  $12,106.45,  of  which  $5,823.12  was  applied  to 
maintenance. 

The  maximum  draft  that  can  be  carried  Jime  30,  1909,  at  mean 
low  tide  over  the  bar  is  5  feet. 

This  stream  is  navigable  10  miles  from  mouth  to  Galveston, 
Houston  and  Henderson  Railway  bridge  for  tu^  and  schooners. 
The  same  class  of  vessels  could  navigate  to  a  pomt  25  miles  from 
the  mouth  on  removal  of  coimty  and  railway  bridges. 

Variation  of  water  surface  is  1  foot. 

Partial  information  received  shows  the  commerce  passing  through 
this  channel  to  be  more  than  1,400  tons,  valued  at  $28,600. 

«  See  consolidated  money  statement  on  page  486. 
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July  1, 1908,  balance  unexpended $717.67 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 4,000.00 

Transferred  from  Double  Bayou 89. 46 

Transferred  from  Chocolate  Bayou 987. 78 

Transferred  from  Clear  Creek 51. 87 


5, 846. 78 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   5,823. 12 

July  1,  1909,  balance  unexpended '. 23.66 

July  1,  1909,  outstanding  liabilities 4.95 

July  1, 1909,  balance  available 18. 71 

Amount  (estimated)  required  for  completion  of  existing  project (a) 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  in  addition  to  the 
balance  unexpended  July  1,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(A)  Bastrop  Bcuyou. — ^Bastrop  Bayou  empties  into  Bastrop  Bay, 
which  is  part  of  west  Galveston  Bay.  The  mouth  of  the  bayou  is 
5  miles  northwest  of  San  Luis  Pass  and  had  a  long  shallow  approach 
with  only  10  inches  of  water  on  the  bar.  For  2  miles  above  the 
bar  the  water  is  shallow^  averaging  about  2  feet.  Above  that  point 
there  is,  in  general,  a  depth  of  10  feet,  but  this  depth  was  reduced  by 
three  shoals  of  a  total  length  of  about  3  miles  with  a  depth  of  2  feet. 
The  stream  can  be  navigated  for  a  distance  of  20  nules  from  its 
mouth. 

A  channel  400  feet  long,  35  to  40  feet  wide,  and  4  feet  deep  was 
cut  through  the  shell  reef  at  the  entrance  to  Bastrop  Bay  by  the 
U.  S.  dredge  and  snag  boat  Oen,  S.  M.  Marufield  in  1906  at  a  cost 
of  $269.42,  this  amount  being  subscribed  by  interested  parties. 

During  1907  the  U.  S.  dredge  Captain  C.  W,  HoweU  cut  a  channel 
18,765  feet  long,  40  feet  wide,  ana  4  to  5  feet  deep  up  the  bayou 
beyond  three  small  shoals  obstructing  navigation. 

Amount  expended  on  work  of  existing  project  to  close  of  fiscal 
year  ending  June  30,  1909,  $9,920.22. 

The  maximum  draft  that  can  be  carried  Jime  30,  1909,  at  mean 
low  tide  over  the  shoalest  part  of  the  locaUty  is  3  feet. 

Variation  of  water  surface,  1  foot. 

No  commercial  statistics  have  been  obtained. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March3,1909 $4,000.00 

July  1, 1909,  balance  unexpended 4, 000. 00 

Julyl,  1909,  outstanding  fiabilities 604.13 

July  1, 1909,  balance  available 3, 395. 87 

Amount  (estimated)  required  for  completion  of  existing  project (a) 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 (») 

Submitted  in  compliance  with  requirements  of  simdiv  civil  act  of  June  4, 
1S97,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

a  See  consolidated  money  statement  on  page  486. 
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(i)  Chocolate  Ba/uou, — Chocolate  Bayou  empties  into  Chocolate  Bay, 
an  arm  of  West  Galveston  Bay,  about  12  miles  north  of  San  Luis  Pass. 
At  its  mouth  there  is  a  bar  with  3  feet  of  water  on  its  crest.  Above 
this  bar  the  depth  varies  from  7  to  15  feet  for  50  miles  from  its  mouth. 

During  the  nscal  year  the  U.  S.  dredge  Captain  C  TF.  HoweU  re- 
moved 98,904  cubic  yards  of  material,  making  a  channel  5 J  feet  deep, 
40  feet  wide,  and  21,000  feet  long  from  5  feet  of  water  in  West  Galves- 
ton Bay  through  Chocolate  Bay  to  5  feet  of  water  in  Chocolate  Bayou. 

Amount  expended  on  work  of  existing  project  to  close  of  fiscal  year 
ending  June  30,  1909,  $6,542.04,  of  which  $29.82  was  applied  to 
maintenance. 

The  maximum  draft  that  can  be  carried  June  30, 1909,  at  mean  low 
tide  over  the  shoalest  part  of  the  locality  is  5  feet. 

Variation  of  water  surface,  1  foot. 

This  channel  is  used  regularly  by  light  draft  vessels  a  distance  of  24 
miles  from  its  mouth  to  Liverpool.  It  is  also  navigable  for  15  miles 
beyond  Liverpool  and  navigation  could  be  extended  farther  were  it 
not  for  the  overhanging  timber  along  the  banks. 

No  commercial  statistics  have  been  obtained. 

July  1,  1908,  balance  unexpended $7, 168. 95 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 4,000.00 

11,168.95 
Transferred  to  Dickineon  Bayou,  Texas 987. 78 

10, 181. 17 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement 16, 181. 17 

For  maintenance  of  improvement 29. 82 

6,210.99 


July  1, 1909,  balance  unexpended 3,970.18 

July  1,  1909,  outstanding  liabilities 422. 43 

July  1, 1909,  balance  available 3, 547. 75 

Amoimt  (estimated)  required  for  completion  of  existing  project (o) 


Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  in  addition  to  the 
balance  unexpended  Jul)^  1,  1909 (<») 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 


DRBDOB  CAPTAIN  C.   W.    HOWELL. 


Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3.  1909 $15,000.00 

Jime  30,  1909,  amount  expended  during,  fiscal  year,  for  maintenance  of 
improvement 15, 000. 00 


UNALLOTTED. 


Amount  unallotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 $2,000.00 

July  1,  1909,  balance  unexpended 2,000.00 

o  See  consolidated  money  statement  on  page  486. 
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0ON8OLIDATBD. 

July  1, 1909,  balance  unexpended $7,950.28 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 50,000.00 

Proceeds  of  sales  of  condemned  property 89. 46 

58,050.74 
Jime  80, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $6, 196. 34 

For  maintenance  of  improvement 23,565.49 

29,761.83 


July  1,  1909,  balance  unexpended ;     28, 277. 91 

July  1,  1909,  outstanding  liabilities 5,999.29 

July  1, 1909,  balance  available 22, 278. 62 


Amount  (estimated)  required  for  completion  of  existing  project 59, 646. 34 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  in  addition  to 
the  balance  imexpended  July  1,  1909 110,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 

.    1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(])  CTiannel  in  West  Oaiveston  Bay. — See  Inland  waterway  on  the 
coast  of  Texas. 

(Jr)  OdhesUm  and  Brazos  River  Canal. — See  Inland  waterway  on 
the  coast  of  Texas. 

(See  Appendix  T  8.) 

9,  Inland  watenvay  an  tTie  coast  of  Texas, — ^The  river  and  harbor 
act  of  March  2,  1907,  appropriated  $133,829,  and  authorized  the 
Secretary  of  War  to  enter  into  contract  for  materials  and  work  to 
the  extent  of  $300,000,  all  of  which  has  since  been  appropriated. 

This  project  embraces  the  improvement  of  the  following  localities: 
West  Galveston  Bav  and  Brazos  River  Canal;  channel  from  Aransas 
Pass  to  Pass  Cavallo,  including  the  Guadalupe  River  to  Victoria; 
Turtle  Cove  channel  from  Aransas  Pass  to  Corpus  Christi,  Tex. 

The  object  of  the  improvement  is  to  obtain  and  maintain  a  navi- 
gable channel  depth  or  5  feet  in  a  canal  alon^  the  coast  of  Texas, 
utilizing  the  lagoons  lying  between  the  islancfc  and  the  mainland. 
The  improvement  will  develop  a  light-draft  inland  navigation  which 
will  afford  cheap  transportation  by  light-draft  steamers  and  barges 
to  the  coast  coimtry  of  Texas. 

More  and  larger  ooats  with  auxiliary  gas  engines  have  been  built 
to  utilize  the  improvement.  Most  of  the  points  to  be  reached  are 
settlements  which  railways  can  not  afford  to  develop,  but  tiie  im- 
provements are  of  great  importance  to  their  commercial  life. 

The  project  is  about  70  per  cent  completed. 

No  reduction  of  freight  rates  due  to  this  improvement  has  been 
noticed. 

Amount  expended  under  this  appropriation  to  Jime  30,  1909,  has 
been  as  follows: 

West  Galveeton  Bay  and  Brazos  River  Canal $124, 383. 29 

Aranaas  PasB  to  Paae  Cavallo 45,362.81 

Guadalupe  River 68,258.60 

Turtle  Cove  channel 122, 107. 64 

Total 360,112.34 
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It  is  proposed  to  apply  the  balance  available  and  amount  estimated 
as  a  profitable  expenoiture  in  dredging,  snagging,  etc.,  in  accordance 
with  approved  project. 

(a)  West  Oalveston  Bay  and  Brazos  River  Canal, — ^Previous  to  1908 
these  channels  were  earned  under  another  appropriation — ^viz,  "West 
Galveston  Bay  channel,  Texas^  and  mouths  or  adjacent  streams,  etc." 

West  Oalveston  Bay. — ^This  is  a  body  of  water  covering  about  39 
square  miles  and  Ues  between  Galveston  Island  and  the  mainland. 
It  extends  from  Galveston  Bay  to  the  west  end  of  Oyster  Bay  and 
is  connected  with  the  Gulf  of  Mexico  by  San  Luis  Pass  at  the  west- 
em  extremity  of  Galveston  Island  and  with  the  Brazos  River  by  the 
Galveston  and  Brazos  Canal.  The  minimum  depth  of  the  bay  was 
from  2i  to  3  feet. 

The  project  adopted  July  13,  1892,  and  modified  in  1896,  contem- 
plated a  least  deptn  of  5  feet,  at  an  estimated  cost  of  $28,998.80. 

The  work  done  resulted  in  a  channel  100  feet  wide  and  3  to  3^  feet 
deep  from  Galveston  Bay  to  the  Galveston  and  Brazos  River  Canal. 
Beacons  were  also  erected  to  define  the  channel.  The  channel  sub- 
sequently shoaled  to  18  inches  in  places. 

Amount  expended,  including  maintenance,  to  close  of  the  fiscal 
year  ending  June  30,  1907,  $35,059.69. 

The  maximum  draft  that  can  be  carried  at  mean  low  tide  June  30, 
1909,  is  3  feet. 

For  report  of  examination  upon  which  new  project  is  based  see 
House  Document  No.  640,  Fifty-ninth  Congress,  second  session. 

From  records  kept  by  the  Gulf,  Colorado  and  Santa  Fe  Railway 
Company  of  vessels  passing  through  the  draw  of  its  bridge  across 
West  Galveston  Bay  during  the  calendar  year  1908,  5,054  vessels 
used  the  waters  of  West  Galveston  Bay. 

The  U.  S.  dredge  Oen,  H.  M.  Robert  was  engaged  during  the  year 
in  deepening  ana  straightening  channel.  Up  to  April  17,  1909,  a 
channel  8  feet  deep,  80  feet  wide  on  bottom,  was  dredged  for  a  dis- 
tance of  8,800  feet,  at  which  time  the  dredge  was  destroyed  by  fire. 
A  channel  was  also  cut  under  drawbridge  and  old  piling  removed. 

Galveston  and  Brazos  River  Canal, — ^This  canal  was  originally 
dredged  by  the  Galveston  and  Brazos  Navigation  Company.  The 
original  cut  was  10  miles  long  (made  in  1851-1853),  100  reet  wide  at 
bottom  and  6  feet  deep.  Steamboats  from  145  to  175  feet  long 
and  from  28  to  30  feet  wide  used  the  canal,  carrying  from  550  to 
1,200  bales  of  cotton. 

The  United  States  purchased  the  canal  in  December,  1902,  at  a 
cost  of  $30,000.  The  canal  when  acquired  by  the  United  States 
was  badly  obstructed  with  snags,  drift,  and  silt. 

Previous  to  June  30,  1907,  the  canal  had  been  dredged  for  practi- 
cally its  entire  length  to  a  depth  of  3  feet  at  mean  low  tide  ana  width 
of  from  35  to  40  feet.  The  bank  had  been  reinforced  at  various  points 
by  brush. 

The  length  of  the  canal  from  west  end  of  Oyster  Bay  to  Brazos 
River  is  8f  miles;  ruUng  depth,  3  feet.  The  canal  connects  with 
West  Galveston  Bay  by  a  dredged  channel  across  Oyster  and  Bas- 
trop bays  and  a  new  cut  across  Mud  Island,  shortening  the  old  route 
3}  miles. 

Amount  expended,  including  maintenance,  on  the  canal  up  to  the 
close  of  the  fiscal  year  ending  «mne  30, 1907,  was  $67,307.66,  of  which 

Digitized  by  VjOOQ IC 


488  REPORT  OF  THE  CHIEF  OF  ENGINEERS,  U.   S.   ARMY. 

$30,000  was  for  purchase  of  canal  and  $3,203.97  applied  to  mainte- 
nance. 

The  existing  project,  combining  this  channel  and  West  Galveston 
Bay  channel  under  one  appropriation,  was  adopted  by  the  river  Mid 
harbor  act  of  March  2,  1907,  and  provides  for  a  channel  40  feet  wide 
and  5  feet  deep,  at  an  estimated  cost  of  $151,529  and  $20,000  annually 
for  maintenance. 

The  U.  S.  dredge  Captain  C,  W.  HoweU  has  been  engaged  durinj;  the 
year  in  deepening  the  channel  to  5  feet,  with  1  foot  over  depth,  60 
feet  wide,  for  a  distance  of  36,910  feet. 

A  pile-and-brush  dike  was  built  across  Oyster  Creek,  where  it  had 
cut  tnrough  south  bank  of  canal.  A  new  Doom  was  constructed  at 
the  entrance  to  the  canal  into  the  Brazos  River. 

The  canal  is  practically  completed. 

The  combinea  project  is  about  70  per  cent  completed. 

Amount  expended  on  existing  project  to  close  or  fiscal  year  ending 
June  30,  1909,  $124,383.29,  of  which  $20,000  was  for  maintenance 
of  the  improvement. 

The  total  amount  expended  on  the  West  Galveston  Bay  and 
Brazos  River  Canal  project  to  June  30,  1909.  is  $226,750.64,  of 
which  $30,000  was  for  the  purchase  of  the  canal  and  $24,589.31  for 
maintenance. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean 
low  tide  over  the  shoalest  part  of  the  channel,  which  is  in  West 
Galveston  Bay,  is  3  feet. 

Variation  or  water  surface  is  about  1  foot,  except  at  time  of  Brazos 
River  overflow  and  northers. 

No  commercial  statistics  have  been  obtained. 

July  1,  1908,  balance  unexpended 193,193.00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 32,000.00 

Proceeds  of  sales  of  condemned  property .26 

Proceeds  of  sales  of  contact  prints 1. 00 

Collected  from  Postal  Tel^raph  Cable  Company  for  digging  trench  for 

cable 500.00 


125, 694. 26 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      66,045.81 


July  1,  1909,  balance  unexpended 59, 648. 45 

July  1,  1909,  outstanding  liabilities 676.45 

July  1,  1909,  balance  available 58, 972. 00 

Amount  (estimated)  required  for  completion  of  existing  project 20, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  in  addition  to 
the  balance  unexpenaed  July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Channel  from  Aransas  Pass  to  Pass  CavaUo. — This  channel 
was  originally  developed  by  the  State  of  Texas  and  private  parties 
and  was  the  old  Umted  States  mail  route  between  Indianola  and 
Corpus  Christi.  In  1875  vessels  drawing  not  over  3  feet  could  navi- 
gate the  channel. 

a  See  consolidated  money  statement  on  page  491. 
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The  project,  as  adopted  by  act  of  March  2,  1907,  contemplates  a 
depth  of  5  feet,  40  feet  wide,  from  the  entrance  at  Aransas  Pass  to 
Matagorda  Bay,  a  distance  oi  about  63  miles,  at  a  cost  of  $68^850. 

The  contract  for  dredging  this  channel  was  continued  dunng  the 
year  and  is  now  about  90  per  cent  completed. 

Amount  expended  on  existing  project  to  close  of  fiscal  year  ending 
June  30,  1909,  $45,362.81. 

The  maximum  draft  that  can  be  carried  at  mean  low  tide  over  the 
shoalest  part  of  the  proposed  route  is  4  feet. 

Variation  of  water  surface,  about  three-fourths  of  a  foot. 

No  commercial  statistics  have  been  received. 

Report  of  examination  is  printed  in  House  Document  No.  640, 
Fifty-ninth  Congress,  second  session. 

July  1,  1908,  balance  unexpended 157,538.58 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 40,000.00 

97,538.58 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      37,050.44 

July  1,  1909,  balance  unexpended 60,488.14 

July  1, 1909,  outstanding  liabilities 4,513.41 

July  1, 1909,  balance  available 55, 974. 73 

July  1,  1909,  amount  covered  by  uncompleted  contracts 12, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  excliisive  of  the  balance  unex- 
pended July  1,  1909 (o) 

Suomitted  in  compliance  with  recjuirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(c)  Guadalupe  River j  hay  section, — This  channel  connects  the  mouth 
of  the  Guadalupe  River  with  the  channel  from  Aranses  Pass  to  Pass 
Cavallo.  For  the  first  8  miles  there  was  6  feet  of  water,  shoaUng 
to  4  feet  at  the  twelfth  mile,  then  through  a  flat  with  about  2  feet  to 
the  mouth  of  the  river  at  the  sixteenth  mile. 

Variation  of  water  siu^ace,  about  three-fourths  of  a  foot. 

The  project  contemplates  a  navigable  waterway  5  feet  deep  and 
40  feet  wide  at  a  cost  of  $30,000. 

During  the  year  145,983  cuoic  yards  of  material  have  been  removed, 
giving  a  channel  5  feet  deep  and  40  feet  wide  for  a  distance  of  15 
miles.     The  project  is  about  85  per  cent  completed. 

River  section  to  Victoria^  Tex, — ^The  Guadalupe  River  empties  into 
San  Antonio  Bay,  16  miles  from  the  inland  waterway  on  the  coast 
of  Texas.  Its  width  varies  from  90  feet  at  main  entrance  at  mouth, 
increasing  to  140  fe«t  52  miles  above  its  mouth.  The  depth  varies 
from  less  than  3  feet  over  shoals  to  20  feet  at  bends.  Tnick  over- 
hanging trees,  numerous  snags,  and  sunken  logs,  together  with  rafts 
of  recent  formation,  are  found  in  the  lower  river.  The  river  was 
formerly  navigated  to  Victoria,  52  miles  from  its  mouth,  but  owing 
to  rafts  navigation  has  been  abandoned  in  recent  years. 

The  project  contemplates  the  removal  of  rafts,  snags,  etc.,  and  the 
dredging  of  shoals  to  5  feet,  at  a  cost  of  $62,700. 

<K  8ee  consolidated  money  statement  on  page  491. 
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During  the  year  the  U.  S.  combmation  snag  boat  and  dredge 
Guadcdupe  removed  53,065  cubic  yards  of  material  and  several  miles 
of  snags  and  rafts,  clearing  the  river  from  Victoria  at  mile  52  to 
mile  14.  There  has  been  no  uniform  depth  obtained  by  this  work, 
as  the  dredge  has  excavated  only  sufficient  depth  to  enable  it  to 
proceed  down  the  river,  as  the  first  work  to  be  done  was  the  removing 
of  rafts,  snags,  etc. 

Amount  expended  on  existing  project  to  close  of  fiscal  year  ending 
June  30,  1909,  $68,258.60. 

From  report  received  from  P.  R.  Austin,  1,150  bales  of  cotton  and 
250,000  feet  of  lumber,  together  with  a  considerable  quantity  of 
other  supplies  and  products,  have  been  transported  over  the  part 
of  the  river  at  present  navigable. 

Report  of  examination  is  printed  in  House  Document  No.  336, 
Fifty-ninth  Congress,  second  session. 

July  1, 1908,  balance  unexpended $33,799.97 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 50,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 32, 000. 00 

115,799.97 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     41,358.02 

July  1,  1909,  balance  unexpended 74, 441. 95 

July  1,  1909,  outstanding  liabilities .^ 14, 672. 13 

July  1, 1909,  balance  available • 59,769.82 


July  1,  1909,  amount  covered  by  uncompleted  contracts 5, 500. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending^  June  30, 
1911,  for  maintenance  of  improvement,  in  addition  to  the  balance  un- 
expended July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(d)  Turtle  Cove  channel  between  Aransas  Pass  and  Corpus  Christi. — 
This  is  a  natural  depression  between  Harbor  and  Mustang  Islands 
connecting  at  high  tiae  the  waters  of  Aransas  and  Corpus  Christi  bays. 
It  is  about  13,500  feet  long  and  2,000  feet  wide,  with  approximate 
depth  of  1 J  feet  below  mean  low  tide. 

Variation  of  water  surface  is  about  1  foot. 

The  project  contemplates  a  channel  8i  feet  deep  at  mean  low  tide 
and  75  feet  wide  at  the  bottom,  at  a  cost  of  $123,750. 

During  the  year  923,068  cubic  yards  of  material  was  excavated, 
making  a  channel  8J  to  9  feet  deep  and  75  feet  wide  on  the  bottom, 
from  9  feet  of  water  in  Aransas  Pass  Gorge  near  the  town  of  Tarpon 
to  Corpus  Christi  Bay,  a  distance  of  31,400  feet. 

The  project  has  been  completed. 

Apaount  expended  on  existing  project  to  close  of  fiscal  year  ending 
June  30,  1909,  $122,107.64. 

The  maximum  draft  that  can  be  carried  at  mean  low  tide  over  the 
shoalest  part  of  tliis  locality  is  8^  feet. 

For  report  of  survey,  see  House  Document  No.  338,  Fifty-ninth 
Congress,  second  session. 

A  See  consolidated  money  statement  on  page  491. 
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One  small  steamboat  and  several  schooners  use  this  channel  in 
transporting  freight  between  Galveston  and  Corpus  Christi. 

This  channel  not  having  been  opened  to  navigation  until  April, 
1909,  practically  no  freight  has  been  carried  through  same  as  yet. 

July  1, 1908,  balance  unexpended $100,411.28 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 10,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 23, 000. 00 

Proceeds  of  sales  of  contact  prints 12. 75 

133,424.03 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      121,768.52 


July  1,  1909,  balance  unexpended 11,655.51 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  in  addition  to  the  balance 
unexpended  July  1,  1909 (a) 

Submitted  in  compliance  with  rec^uirements  of  simdry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

OONSOUDATED. 

July  1,  1908,  balance  imexpended 1284,942.83 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 132,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 55, 000. 00 

Proceeds  of  sales  of  conaemned  property .26 

Proceeds  of  sales  of  contact  prints 13. 75 

GoUected  from  Postal  Telegraph  Cable  Company  for  dredging  trench  for 

cable 600.00 


472,456.84 
June  30, 1909,  amoimt  expended  during  fiscal  year,  for  works  of  improve- 
ment      266,222.79 


July  1, 1909,  balance  unexpended 206, 234. 05 

July  1,  1909,  outstanding  liabilities 19,861.99 

July  1, 1909,  balance  available 186,372.06 

July  1, 1909,  amount  covered  by  uncompleted  contracts 18, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project 20, 000. 00 

r  June  30, 
Edition  to 

I  July  1,  1909 100,000.00 

I  Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  T  9.) 

10,  Operating  and  care  of  West  Galveston  Bay  and  Brazos  River 
Canal,  Texas. — A  boom  tender  was  stationed  during  the  year  to 
tend  the  boom  at  the  entrance  to  the  canal  into  the  Brazos  Kiver. 

<^  See  consolidated  money  statement  on  this  page. 
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July  1, 1908,  balance  unexpended $211.56 

Amount  allotted  June  24,  1909 3a  44 

250.00 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improY^- 
ment 120.00 

July  1,  1909,  balance  unexpended 130.  00 

July  1,  1909,  outstanding  babilitiee 10.00 

Julyl,  1909,  balance  available 120.00 

(See  Appendix  T  10.) 

IL  Mouth  of  Brazos  River,  Texas, — ^The  mouth  of  the  river  was 
oririnally  obstructed  by  a  bar,  the  crest  of  which  was  about  three- 
eighths  of  a  mile  from  the  shore  line,  and  the  channel  across  afforded 
a  variable  depth  of  water  for  navigation  of  not  over  8  feet  at  times 
(in  October,  1874,  only  2^  to  3  feet),  being  subject  to  changes  due 
to  winds,  tides,  and  stages  of  water. 

The  orginal  project  was  adopted  in  1880  for  the  improvement  of 
the  channel  over  the  bar  by  the  use  of  jetties.  The  work  was  sus- 
pended in  1889.  The  amount  expended  on  original  project  prior  to 
operations  under  existing  project  was  $142,098.43,  and  an  additional 
sum  of  $5,000  for  a  board  of  enfi:ineers  to  ascertain  character  and 
value  of  improvements  made  by  the  Brazos  River  Channel  and  Dock 
Company. 

After  suspension  of  work  by  the  United  States  the  improvement 
of  the  mouth  of  this  river  was  undertaken  bv  the  Brazos  River 
Channel  and  Dock  Company,  which  constructed  two  parallel  jetties 
560  feet  apart.  The  northeast  jetty  was  extended  4,708  feet  long 
and  the  southwest  5,018  feet.  In  1899  this  company  complied  with 
the  conditions  of  an  act  of  Congress  requiring  a  transfer  to  tne  United 
States  of  the  jetties  and  auxiliary  works;  also  a  release  of  all  rights 
and  privileges  conferred  upon  said  company  by  its  charter  or  by  the 
act  of  Congress  approved  August  9,  1888,  to  charge  or  collect  tolls 
for  the  use  and  navigation  of  said  river.  From  the  transfer  of  the 
works  until  the  adoption  of  the  present  project  the  United  States 
spent  $88,524.13. 

The  Brazos  River  Channel  and  Dock  Companv's  map  shows  that 
in  March,  1889,  there  was  a  channel  depth  or  6  feet  before  the  work 
began,  and  later,  in  March,  1896,  there  was  20  feet.  The  company 
measured  their  depth  from  a  plane  of  "average  flood  tide,"  or  mean 
high  water,  1.3  feet  above  the  United  States  standard  of  mean  low 
tide.  The  channel  width  is  about  440  feet.  The  depth  of  channel 
varies  with  storm  conditions  and  frequency  of  river  floods  from  12 
to  20  feet. 

The  existing  project  (act  June  13, 1902)  is  to  repair  and  strengthen 
the  jetties,  construct  spur  dikes  and  bank  protection,  and  to  (Sedge 
a  channel  18  feet  deep  and  150  feet  wide.  The  estimated  cost, 
$250,000,  was  increasea  by  $175,000  after  the  hurricane  of  Septem- 
ber 8,  1900.  The  project  is  completed  except  for  dredging  necessary 
to  obtain  and  maintain  the  channel. 

As  the  result  of  an  examination  authorized  by  the  river  and  harbor 
act  approved  March  2,  1907,  the  Board  of  Engineers  for  Rivers  and 
Harbors  arrived  at  the  conclusion  that  for  the  present  no  further 
improvements  should  be  made  at  the  mouth  of  the  Brazos  River  and 
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that  work  under  the  existing  project  should  be  confined  to  the  main- 
tenance of  the  jetties,  and  this  opinion  is  concurred  in  by  the  Chief 
of  Engineers.     (See  H.  Doc.  No.  1087,  60th  Cong.,  2d  sess.) 

It  is  proposed,  therefore,  to  apply  the  balance  available  to  main- 
tenance of  the  jetties. 

The  amount  expended  on  the  work  of  existing  project  up  to  close 
of  fiscal  year  ending  June  30,  1909,  is  $218,205.58. 

The  latest  information  shows  a  minimum  depth  on  the  bar  of  16 
feet  at  mean  low  tide. 

Mean  range  of  tide  1.77  feet. 

So  far  as  known  no  vessels  carrying  freight  have  used  this  channel 
during  the  year. 

So  tar  this  improvement  has  had  little  or  no  effect  on  freight  rates. 

July  1, 1908,  balance  unexpended |17, 435.  52 

I^rocecKii  of  salee  of  condemned  property .16 

17,435.68 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   5. 00 

July  1,  1909,  balance  unexpended 17,430.68 

(See  Appendix  T  11.) 

li.  Aransas  Pass,  Texas, — ^Aransas  Pass  is  on  the  south  coast  of 
Texas,  175  miles  southwest  of  Galveston  and  125  miles  north  of  the 
Rio  Grande,  and  is  the  outlet  of  Aransas  Bay  into  the  Gulf  of  Mexico. 
The  area  of  the  bay  is  about  80  square  miles.  It  is  connected  with 
Corpus  Christi  Bay  on  one  side  and  with  the  Mesquite,  St.  Charles, 
and  Copano  bays  on  the  other. 

The  depth  over  Aransas  bar  has  varied  greatly — from  9  feet  in 
1852,  9i  feet  m  1871,  7  feet  m  1875,  to  8^  feet  in  1887. 

For  projects  and  work  done  by  the  United  States  Government 
and  private  corporations  at  Aransas  Pass,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1898,  page  1527  et  seq. 

Amount  expended  on  the  original  and  the  modified  government 
project  prior  to  operations  under  the  Aransas  Pass  Harbor  Company's 
project  was  $540,477.65,  exclusive  of  $9,938.93  subscribed  by  the 
citizens  of  Rockport  and  Corpus  Christi,  Tex.,  and  $5,000  appro- 
priated for  Board  of  Engineers  to  ascertain  character  and  value  of 
improvements  of  Aransas  Pass  Harbor  Company. 

The  last  appropriation  had  been  expended  in  accordance  with  the 
project  prepared  by  Maj.  O.  H.  Ernst,  Corps  of  Engineers,  in  1887 
(printed  on  pp.  1313  to  1315  of  the  Annual  Report  of  the  Cliief  of 
Engineers  for  1888).  This  project  called  for  two  parallel  jetties  and 
the  revetment  of  Mustang  Island. 

Under  the  provisions  of  the  river  and  harbor  act  of  March  3,  1899, 
the  Aransas  Pass  Harbor  Company,  under  date  of  March  27,  1899, 
released  and  surrendered  all  rignts  and  privileges  theretofore  granted 
to  it  by  Congress,  including  the  jetty  constructed  at  the  entrance  of 
the  pass. 

Tne  river  and  harbor  act  of  June  13,  1902  appropriated  $250,000, 
and  provided — 

that  the  work  at  this  harbor  ehall  be  confined  to  the  completion  of  the  north  jetty 
in  accordance  with  the  design  and  specifications  of  the  Aransas  Pass  Harbor  Company, 
and  in  continuation  of  the  work  theretofore  carried  out  on  said  jetty  by  said  company, 
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and  to  such  additional  work  as  may  be  necessary  for  strengthening  such  jetty,  and  for 
the  removal  of  such  part  of  the  old  ^vemment  jetty  and  any  other  hard  material 
which  may  interfere  with  the  formation  of  a  channel  by  the  natural  action  of  the 
currents. 

And  the  act  of  March  3, 1905,  provided  for  contmuing  the  unprove- 
ment,  with  the  proviso — 

that  the  amounts  herein  appropriated  and  authorized  shall  be  applied  to  the  comple- 
tion of  the  project  in  accoraance  with  the  design  and  specifications  of  the  Aransas  Pass 
Harbor  Company,  and  in  continuation  of  the  work  heretofore  done,  and  to  such  addi- 
tional work  as  may  be  necessary  for  strengthening  the  jetty. 

Work  was  completed  in  accordance  with  the  above-mentioned  spec- 
ifications June  11,  1906,  at  a  cost  to  the  Government  of  $546,703.10. 

After  the  completion  of  the  north  jetty,  in  accordance  with  the 
above-mentioned  specifications,  the  channel  became  steadilv  worse, 
approaching  dangerously  near  the  jetty  and  showed  a  marked  ten- 
dency to  break  through  the  interval  between  the  inner  end  of  the 
jetty  and  the  shore.  The  minimum  depth  in  the  thalweg  was  16^ 
feet  at  the  time  of  the  last  survey  before  beginning  work  on  the  new 
project,  but  the  thalweg  was  in  places  directly  over  the  foot  of  the 
jetty  and  there  was  a  navigable  channel  6  feet  deep  of  only  100  feet 
wide,  the  6-foot  contour  having  approached  to  100  feet  from  the 
foot  of  the  jetty.  The  12-foot  contour  approached  to  within  75  feet 
of  the  foot  of  the  jetty^  and  therefore  the  12-foot  channel  was  too 
close  to  jetty  to  be  navigable  for  any  vessel  of  that  depth. 

A  secondary  channel,  600  feet  wide  and  6  feet  deep,  broke  through 
the  gap  between  jetty  and  shore  with  the  result  that  for  all  practi^ 
purposes  the  channel  was  on  the  north  side  of  the  jetty  instead  of 
the  south  side,  as  intended  by  the  plan  adopted  by  the  Aransas  Pass 
Harbor  Company. 

The  existing  project,  adopted  by  the  river  and  harbor  act  of  March 
2,  1907,  provides  for  improvement  in  accordance  with  plans  sub- 
mitted by  the  Board  of  Engineers  for  Rivers  and  Harbors  in  its 
report  of  December  22, 1906,  printed  in  River  and  Harbor  Committee 
Document  No.  5,  Fifty-ninth  Congress,  second  session.  This  project 
provides,  in  the  main,  for  a  south  jetty  parallel  to  the  general  direc- 
tion of  the  existing  jetty  and  the  extension  shoreward  of  the  north 
*etty  to  connect  with  St.  Josephs  Island,  and  later  the  extension  of 
oth  jetties.  The  estimated  cost  of  the  work,  including  $100,000  for 
a  dredge,  is  $1,288,699.50. 

The  act  of  March  2,  1907,  authorized  the  expenditure  of  $490,000, 
and  contract  was  entered  into  December  24,  1907.  and  was  com- 
pleted Jime  23,  1909.  Under  this  contract  the  nortn  jetty  was  con- 
nected with  the  shore  and  extended  across  St.  Josephs  Island,  and  a 
south  jetty  was  started  and  extended  3,000  feet. 

The  act  of  March  3,  1909,  authorized  the  Secretary  of  War  to  enter 
into  contract  to  the  extent  of  $350,000  for  new  work,  and  appro- 
priated $100,000  for  maintenance  for  repairs  to  the  old  north  jetty. 
A  new  contract  for  work  to  be  paid  for  by  the  amount  above  men- 
tioned has  been  entered  into,  but  work  has  not  yet  begun. 

As  soon  as  the  gap  between  the  north  jetty  and  snore  was  closed 
conditions  began  to  improve,  and  at  the  end  of  the  fiscal  year  the 
channel  had  widened  and  deepened  so  that  there  now  exists  a  6-foot 
channel  430  feet  wide,  a  12-foot  channel  275  feet  wide,  and  the 
18-foot  contours  have  approached  to  within  376  feet  of  each  other. 
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The  conditions  are  changing  rapidly,  the  improvement  noted  having 
taken  place  during  the  last  nve  months. 

The  amount  expended  on  the  work  of  revised  project  up  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  was  $484,122.62. 

The  usual  range  of  tide  is  1.1  feet  across  the  bar. 

The  work  done  is  not  believed  to  have  had  any  effect  on  freight 
rates  as  yet. 

During  the  calendar  year  1908  there  was  carried  from  and  to  the 
wharves  of  Corpus  Christi.  Tex.,  through  Aransas  Pass,  Tex.,  5,802,000 
poimds  of  miscellaneous  rreight  and  3,570  bales  of  cotton. 

The  balance  available  and  the  appropriation  recommended  will 
be  applied  toward  extending  and  mamtaming  the  jetties  in  accord- 
ance with  the  approved  project. 

July  1,  1908,  balance  unexpended $373, 348. 45 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 100,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 90, 000. 00 

Proceeds  of  sales  of  conaemned  property L  00 

Plroceeds  of  sales  of  contact  prints 2. 40 

563, 351.  85 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      453,396.77 


July  1,  1909,  balance  unexpended 109, 955. 08 

July  1,  1909,  outstanding  liabilities , 402. 85 

July  1, 1909,  balance  available 109, 552. 23 

Amount  (estimated)  required  for  completion  of  existing  project a  350, 000. 00 

Amount  that  can  be  purofitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  works  of  improvement,  in  addition  to  the  balance  unex- 
pended July  1,  1909 fl  350, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  T  12.) 

IS,  Harbor  at  Brazos  Santiago,  Tex. — ^The  navigable  depth  over  the 
bar  before  the  improvement  started  was  usually  from  6  to  8  feet  at 
mean  low  water. 

The  project  for  the  improvement  of  this  harbor,  adopted  in  1881, 
contemplated  the  construction  of  two  jetties  extending  out  into  the 
Gulf  of  Mexico  about  1,500  feet  apart,  one,  the  south  or  Brazos 
Island  jetty,  to  be  3,630  feet  long,  and  the  other,  the  north  or  Padre 
Island  jetty,  to  be  2,940  feet  lone.  Work  was  suspended  on  this 
improvement  in  October,  1884,  ana  the  subject  of  the  new  improve- 
ment was  reported  on  by  The  Board  of  Engineers.  The  cost  of  an 
improvement  to  consist  of  two  parallel  jetties  placed  about  1,100 
feet  apart  was  estimated  at  $1,130,000.  Adding  previous  expendi- 
tures of  $188,590.23  to  this  estimate  makes  the  revised  cost  of  the 
improvement  $1,318,590.23.  Appropriations  ceased  in  1888  and  no 
work  has  been  performed  on  the  entrance  channel  since  that  time. 
No  ]>ermanent  increased  depth  was  obtained  over  the  bar. 

Ihiring  the  fiscal  year  1905  a  channel  70  feet  wide  on  the  bottom, 
with  a  least  depth  of  10  feet,  was  excavated  from  deep  water  inside 

o  This  amount  applies  to  only  such  work  as  Congress  has  specifically  authorized  to  be 
completed  under  continuing  contract. 
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the  bar  in  a  straight  line  across  the  Laguna  Madre  to  the  railroad 
wharf  at  Isabel,  T^x.,  a  distance  of  12,0^  feet;  also  a  turning  basin 
400  feet  lon^  by  300  leet  wide  and  10  feet  deep. 

Prior  to  dredging  this  channel  and  turning  oasin  there  was  a  nat- 
ural channel  permitting  boats  drawing  5^  to  6  feet  to  navigate  across 
the  Laguna  Madre  from  the  bar  to  the  railroad  wharf  at  Isabel,  Tex., 
at  high  tide.  With  the  channel  and  turning  basin  completed,  Ught- 
draft  steamers  and  sailing  vessels  that  could  get  over  tne  bar  could 
proceed  direct  to  the  railroad  wharf  at  Isabel,  Tex.,  and  imload,  in 
place  of  being  lightered  off  Brazos  Island. 

This  channel  has  shoaled  in  places  to  less  than  6  feet  at  mean  low 
tide.    The  tidal  range  is  from  1^  to  2  feet. 

The  amount  expended  on  this  improvement  to  June  30,  1909,  was 
$247,913.81. 

The  latest  information  gives  7i  feet  as  the  minimum  depth  on  the 
bar. 

No  commercial  statistics  have  been  obtained. 

July  1, 1908,  balance  unexpended 15,586.22 

June  30, 1909,  amount  covered  into  surplus  fund  of  the  Treasury 5, 586. 22 

(See  Appendix  T  13.) 

14-  Construction  of  sea  waU.  embanhnentj  and  fill  along  the  front  of 
Fort  Crockett  Reservaiion,  Galveston ^  Tex,,  and  constructing  sea  waU 
from  Thirty-^inth  street  to  the  west  line  of  Fortu-fifth  street,  in  the  city 
of  Galveston, — ^The  sundry  civil  act  approved  April  28,  1904,  con- 
tained an  item  for  the  protection  of  the  sea  front  of  the  Fort  Crockett 
Reservation,  and  appropriated  $591,046.25  for  the  purpose. 

By  sundry  civil  act  approved  Jime  30,  1906^  an  additional  amount 
of  $158,953.75  was  appropriated  for  completmg  the  work. 

Construction  of  the  sea  wall  and  riprap  embankment  along  the 
western  boundary  of  the  reservation  was  completed  October  18, 
1905. 

This  work  was  carried  out  in  accordance  with  report  of  Board  of 
Engineers,  dated  December  19,  1902.  See  Appendix  W  13,  Report 
of  Chief  of  Enrineers,  1903. 

The  work  of  filling  and  sodding  the  reservation  and  behind  the 
sea  wall  between  Thirty-ninth  and  Forty-fifth  streets  was  completed. 

A  retaining  wall  along  the  north  and  east  sides  of  the  reservation 
was  completed.  The  reservation  is  now  surrounded  by  retaining 
walls. 

The  amoimt  expended  on  existing  project  to  June  30,  1909,  was 
$702,338.69. 

July  1, 1908,  balance  unexpended $143, 596. 17 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement       95,934.86 

July  1,  1909,  balance  unexpended 47,661.31 

July  1, 1909,  outstanding  liabilitieB 101.42 

July  1, 1909,  balance  available 47,559.89 

(See  Appendix  T  14.) 
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EXAMINATIONS  AND  SURVEYS  MADE  IN  COMPLIANCE  WITH  RIVER  AND 
HARBOR   ACT   APPROVED  MARCH  2,    1907. 

Reports  on  preliminary  examinations  and  surveys  rec^uired  by  the 
river  and  harbor  act  of  March  2,  1907,  of  the  following  localities 
within  this  district  were  duly  submitted  bj  the  district  officer. 
They  were  reviewed  by  the  Board  of  Engineers  for  Rivers  and 
Harbors^  pursuant  to  law,  and  were  transmitted  to  Congress  and 
printed  m  documents  as  indicated: 

1,  Preliminary  examination  and  survey  of  Pass  CavaUo-Port  Lavaca 
channdj  Texas. — Reports  dated  March  20,  1908,  and  May  28.  1908, 
respectively,  are  printed  in  House  Document  No.  1082,  Sixtietn  Con- 
gress, second  session.  A  plan  for  improvement  at  an  estimated  cost 
of  $10,000  is  presented. 

2.  Preliminary  examination  of  the  mouth  of  Brazos  River,  TeoMS. 
with  a  view  to  determining  whai  further  improvements,  if  any,  should 
he  made  thereon, — Report  dated  February  6,  1908,  is  printed  m  House 
Document  No.  1087,  Sixtieth  Congress,  second  session.  No  further 
improvements  are  considered  necessary  at  the  mouth  of  the  Brazos 
River  at  the  present  time. 

S,  Prdiminary  examination  and  survey  of  Colorado  River,  Texa^, 
with  a  view  of  obtaining  a  navigable  channel  from  its  movih  as  far  up 
as  practicable.— Reports  dated  October  21,  1907,  October  28,  1908, 
and  November  9,  1908,  respectively,  are  printed  in  House  Document 
No.  1211,  Sixtieth  Congress,  second  session.  The  locality  is  not  con- 
sidered worthy  of  improvement  by  the  United  States  at  the  present 
time. 

4'  Preliminary  examination  of  Arroyo  Colorado,  Texas,  with  a  view 
to  obtaining  a  channel  8  feet  or  less  in  depth  from  Harlingen  to  deep 
water  at  Point  Isabel. — Report  dated  May  11, 1908,  is  printed  in  House 
Document  No.  1216,  Sixtieth  Congress,  second  session.  The  locality 
is  not  considered  worthy  of  improvement  by  the  United  States  at 
this  time. 

J.  Prdiminary  examination  of  Pass  CavaUo-Port  O'Connor  channd, 
Texas,  with  a  view  to  establishing  a  harbor. — Report  dated  April  7, 
1908,  is  printed  in  House  Document  No.  1217,  Sixtieth  Congress, 
second  session.  The  locality  is  not  considered  worthy  of  improve- 
ment by  the  General  Government  at  the  present  time  m  the  manner 
proposed. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  DALLAS,  TEXAS, 

DISTRICT. 

This  district  was  in  the  charge  of  Capt.  W.  P.  Wooten,  Corps  of 
Engineers,  to  August  14,  1908,  and  of  Capt.  A.  E.  Waldron,  Corps  of 
Engineers,  since  that  date.  Division  engineers^  Col.  E.  H.  Runner, 
Corps  of  Engineers,  to  August  31,  1908,  and  Lieut.  Col.  Lansing  H. 
Beach,  Corps  of  Engineers,  since  that  date. 

/.  Johnsons  Bayou,  Louisiana, — This  stream  empties  into  Sabine 
Lake,  Texas,  and  was  the  water  outlet,  in  fact  the  only  outlet,  for 
the  product  of  a  rather  thickly  settled  and  fertile  countrv.  Prelimi- 
nary survey  made  in  1897  showed  a  minimum  depth  of  cnannel  of  12 
feet,  and  only  2^  feet  over  the  bar  at  the  mouth  of  the  bayou  at  mean 
low  water. 
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The  project  of  April,  1899,  provided  for  dredging  a  6-foot  channel 
through  the  bar  at  the  moutn  of  the  bayou  of  such  width  as  the 
appropriation  ($2,500)  would  permit. 

This  work  was  -completed  during  December,  1899,  and  a  channel  6 
feet  deep  and  60  feet  wide  secured. 

No  work  has  been  carried  on  since  1899,  none  being  considered 
necessary,  and  the  unexpended  balance  of  the  appropriation,  $238.65, 
was  carried  to  the  surplus  fund  in  the  Treasury  on  Jime  30,  1904. 

The  totfid  amoimt  expended  on  the  original  project  was  $2,261.35. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $2,500  for 
this  improvement  and  an  examination  of  the  bar  at  the  mouth  of  the 
bayou  was  made,  but  the  district  officer  reported  this  stream  to  be 
unworthy  of  furtner  expenditure  for  either  improvement  or  mainte- 
nance by  the  United  States. 

The  amoimt  expended  on  this  examination  was  $46,  leaving  an 
unexpended  balance  of  $2,454.  In  November,  1908,  an  additional 
examination  was  ordered,  and  made  at  a  cost  of  $86.50,  which  re- 
sulted in  a  recommendation  by  the  district  officer  that  the  available 
balance,  $2,367.50,  be  expended  in  dredgng  a  channel  across  the 
bar,  using  tne  U.  o.  dredge  Port  Arthur,  This  recommendation  has 
been  approved,  and  the  cfredging  will  be  done  as  soon  as  the  dredge, 
which  IS  now  imdergoing  repairs,  is  available.  Report  on  examinar- 
tion  of  this  stream  will  be  found  on  page  1790,  Annual  Report  of  the 
Chief  of  Engineers  for  1897, 

July  1,  1908,  balance  unexpended $2,454.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 86. 50 

July  1, 1909,  balance  unexpended 2,367.50 

(See  Appendix  U  1.) 

S.  Mouths  of  Sabine  and  Neches  rivers^  Texas. — ^Prior  to  improve- 
ment there  was  3^  feet  of  water  over  the  bar  at  the  mouth  of  the 
Sabine  River,  and  3  feet  over  the  bar  at  the  mouth  of  the  Neches 
River.  Dredging  was  carried  on  at  the  mouth  of  the  Sabine  River 
in  1880  and  1895,  and  a  channel  60  feet  wide  and  7  feet  deep  secured. 
At  the  mouth  of  the  Neches  River  dredging  was  carried  on  in  1880, 
1889,  and  1895,  and  a  channel  50  feet  wide  and  5  feet  in  depth  for  a 
length  of  8^000  feet  was  obtained.  Fimds  were  exhausted  before 
deep  water  m  Sabine  Lake  was  reached.  In  1897  the  channel  at  the 
mouth  of  the  Sabine  River  still  afforded  a  depth  of  7  feet,  while  the 
channel  at  the  mouth  of  the  Neches  River  had  shoaled  to  4  feet. 

The  act  of  March  3,  1899,  appropriated  $10,000  for  improving  the 
mouths  of  these  streams,  the  appropriation  to  include  the  expense  of 
reexamination  of  the  proposed  channel  through  Sabine  Lake  by  a 
Board  of  Engineer  officers. 

The  Boara  constituted  in  compUance  with  this  act  submitted,  on 
August  11,  1899,  a  report  on  the  proposed  channel  through  Sabine 
LaKe. 

The  project  approved  July  14.  1899,  provided  for  dredging  from 
deep  water  in  Neches  River  to  aeep  water  in  Sabine  Lake.  Under 
this  project  an  8-foot  channel  7.829  feet  in  length  was  dredged  from 
the  7-foot  contour  in  Sabine  Lake.  A  part  of  the  appropriation  was 
expended  in  deepening  the  chanpel  across  the  bar  at  the  mouth  of  the 
Sabine  River. 
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The  river  and  harbor  act  of  March  3,  1905,  adopted  a  project  for 
dredging  a  channel  100  feet  wide  and  9  feet  deep  from  the  mouths  of 
Sabine  and  Neches  rivers  to  the  mouth  of  Taylors  Bavou,  through 
Sabine  Lake  at  or  near  its  western  shore,  as  outUnea  in  a  report 
printed  in  House  Document  No.  634,  Fifty-eighth  Congress,  second 
session,  at  an  estimated  cost  not  to  exceed  $536,500,  with  the  follow- 
ing provisions:  '^That  the  channel  mav,  in  the  discretion  of  the 
Secretary  of  War,  be  constructed  through  the  land  near  the  lake  for 
any  part  of  said  route''  and  'Hhat  the  right  of  way  is  furnished  with- 
out expense  to  the  United  States." 

Work  imder  this  project  was  begim  March  1,  1906,  and  completed 
February  20,  1908,  having  been  bfwily  delayed  on  account  of  difficul- 
ties in  securing  the  right  of  way. 

The  river  and  harbor  act  of  March  2,  1907^  authorized  the  exten- 
sion of  the  channel  at  its  southern  end  to  a  junction  with  the  Port 
Arthur  Canal  and  the  widening  of  the  canal  in  front  of  Port  Arthur. 
Work  on  the  extension  was  begun  April  8,  1908,  and  was  completed 
May  23,  1908. 

Total  length  of  completed  canal  from  Port  Arthur  Shij)  Canal  to 
mouth  of  Sabine  River  is  84,660  feet,  or  practically  16  miles.  (See 
p.  1546,  Appendix,  report  of  1908.) 

The  amount  expended  to  June  30,  1909,  was  $463,783.62,  of  which 
$9,925.29  was  expended  on  original  and  modified  projects  prior  to 
the  operations  xmder  the  existing  project. 

During  the  fiscal  year  trespass  notices  were  placed  along  the  line 
of  the  canal;  a  number  of  floating  obstructions  were  removed  from 
the  channel :  an  office  building  constructed  at  Port  Arthur  bordering 
on  the  canal;  and  61  mooring  piles  driven  in  vicinity  of  office. 

Comparative  $tattment  ofikipments  and  receipts. 

NECHES  RIVER. 


Tons. 

Change  in  tonnage  from 
prevloufl  year. 

Inoieaae. 

Decrease. 

Calendar  year— 

1902 

145,740 
161, 072 
161,616 
173,504 
178,686 
150,040 
156,204 

ig03 

5,032 
9,844 
UW8 
5,152 

liXM 

1906      .           

1906 

1907        

28,616 

1908 

6,164 

SABINE  RIVER. 


Year  ending  May  31- 

1807 

1898 

1899 

Calendar  year— 

1809 

1900 

1901 

1902 

1903 

1904 

1906 

1906 

1907 

1908 


245,364 
276,606 
270,642 

407,872 
•82,148 
460,909 
413,174 
825,761 
292,184 
198,210 
409,870 
406,172 
806,825 


80,142 


137,730 


427,761 


211,660 


25,893 


4,864 


375,224 


46,735 
87,413 
88,577 
93,974 


4,968 
96,347 


8ABINE-NECHE8  CANAL. 


Calendar  year  1908.. 


110,992 


•Inoompltt*;  ftall itttlitloi oovld  not  bt ^btdiMd. 
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For  reference  to  reports  of  examinations  and  surveys  see  Annual 
Reports  of  the  Chief  of  Engineers  for  1906,  page  406,  and  1908,  page 
486. 

July  1,  1908,  balance  unexpended ^7,72L60 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 5, 001. 62 

July  1,  1909,  balance  unexpended 82,719.98 

July  1,  1909,  outstanding  liabilities 218.40 

July  1,  1909,  balance  available 92, 50L  58 

(See  Appendix  U  2.) 

S.  Operative  and  care  of  Port  Arthur  Canal,  Texas. — This  service  is 
provided  for  by  the  permanent  indefinite  appropriation  for  operating 
and  care  of  canals  and  other  works  oif  navigation,  under  the  provisions 
of  section  4  of  the  river  and  harbor  act  of  July  5,  1884,  as  amended 
and  reenacted  by  section  6  of  the  river  and  harbor  act  of  March  3, 1909. 

Under  the  provisions  of  an  act  of  Congress  approved  June  29, 
1906,  there  was  conveyed  to  the  United  States,  free  of  cost,  the  Port 
Arthur  Canal,  the  lumber  basin,  and  the  turning  basin,  together  with 
a  strip  of  land  along  the  canal.  The  deed  of  conveyance  from  the 
Port  Arthur  Channel  and  Dock  Company  was  accepted  by  the  Secre- 
tary of  War  on  December  13,  1906,  from  which  date  the  canal  became 
a  public  water  of  the  United  States.  Cession  of  jurisdiction  over 
the  property  was  executed  by  the  governor  of  the  State  of  Texas  on 
February  27.  1907. 

The  Port  Arthur  Canal  was  built  by  a  coinpany  interested  in  estab- 
lishing a  port  somewhat  removed  from  the  Gulf,  and  was  dredged  to 
a  depth  of  25  feet.  A  dredge  which  was  operated  in  maintaining  the 
canal  for  over  three  years  has  been  purchased  by  the  United  States. 

A  survey  of  the  canal  was  completed  May  10,  1907,  and  the  fol- 
lowing table  gives  a  summary  of  the  condition  of  the  canal  upon  its 
acceptance  by  the  United  States: 


Length. 

Average 
wld5i. 

width  be- 
tween 

20-foot  con- 
tours. 

Mftximum 
depth. 

Minimum 
depth. 

Canal 

Feet. 

37,000 
1,800 
1,200 

Feet. 
200 
629 
160 

Feet. 
80 
630 
100 

FeU. 
25.1 
27.1 
26.2 

Feet. 
23.5 

Turning  basin 

23.7 

Lumber  basin  

23.1 

The  depths  above  given  are  referred  to  mean  low  Gulf  level,  and 
the  usual  variation  of  the  tide  is  li  feet. 

Operations  during  the  year  have  consisted  in  dredging  shoal  places 
in  the  canal  to  a  depth  oi  26  feet  for  a  distance  of  13,900  linear  feci, 
and  making  extraordinary  repairs  to  the  U.  S.  dredge  Port  Arthur. 
The  turning  and  lumber  basins  having  shoaled  considerably,  authority 
was  granted  to  hire  outside  dredging  plant  to  do  necessary  dredging 
in  these  two  basins.  Contract  was  entered  into  on  June  29,  1909,  for 
dredging  about  220,000  cubic  yards  therein  at  a  cost  of  10  J  cents  per 
cubic  yard,  work  to  commence  not  later  than  August  1,  1909. 

The  maximum  usable  depth  in  the  canal  on  June  30,  1909,  was 
2^  feet. 
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The  amount  expended  to  June  30,  1909,  was  $66,009.18  exclusive 
of  outstanding  liaoilities,  of  which  $21,097.36  was  expended  during 
the  past  year. 

There  were  moved  on  this  canal  during  the  calendar  year  of  1908 
1,174.415  tons  of  miscellaneous  freight,  consisting  principally  of  crude 
petroleum  and  its  refined  products,  cotton,  lumber,  and  general  mer- 
chandise, valued  at  $21,405,118. 

(See  Appendix  U  3.) 

4.  Harbor  at  Saline  PasSy  Tex. — Prior  to  improvement  there  were 
depths  of  18  and  17  feet,  respectively,  over  the  two  bars  in  Sabine 
Pass,  opposite  the  town  of  Sabine  and  opposite  Fort  Point.  These 
bars  were  about  200  feet  long.  Throughout  the  other  portions  of  the 
pass  the  least  mean  depth  was  25  feet. 

Beyond  the  shore  line  at  the  entrance  to  the  pass  there  existed  a 
bar  about  3i  miles  wide  between  the  interior  and  exterior  18-foot 
bottom  curves,  over  which  there  was  not  more  than  6  feet  of  water 
at  mean  low  tide.  Channels  12  and  15  feet  deep  were  dredged 
through  this  outer  bar  during  1878  and  1880.  under  the  project  of 
1873,  at  a  cost  of  $325,000,  but  they  soon  refilled. 

The  project  of  1882  provided  for  the  construction  of  parallel  jetties 
at  the  entrance  of  the  pass,  1,800  feet  apart  and  about  4  miles  in 
length  from  shore  line  to  deep  water  in  the  Gulf,  and  for  dredging  the 
channel  between  these  jetties  if  necessary.  This  work  was  designed 
to  provide  a  channel  of  practicable  width  and  a  depth  of  25  feet  at 
an  estimated  cost  of  $3,177,606.50. 

Construction  of  the  jetties  began  in  1883,  and  under  successive 
appropriations  has  been  carried  on  since  that  date. 

The  river  and  harbor  act  of  1896  authorized  contracts  for  the  com- 
pletion of  the  project,  limiting  the  cost  to  $1,050,000,  all  of  which  has 
been  appropriated. 

Under  contract  approved  June  22,  1897,  the  east  jetty  was  com- 

{)leted  for  a  length  of  21,818  feet,  riprap  work  only  was  completed 
or  a  length  of  682  feet,  and  foundation  only  for  2,600  feet.  The  west 
jetty  had  a  length  of  15,560  feet,  of  which  1,490  feet  was  only  riprap 
work  and  4,950  feet  was  foundation  only.  About  3,000  feet  of  previ- 
ous work  was  capped. 

Dredgiag  in  the  channel  was  carried  on,  under  contract,  in  1897, 
1898,  and  1899,  the  depth  being  increased  to  25  feet  and  the  width 
to  100  feet.  The  channel  was  again  dredged  in  1900  and  1901,  with 
an  allotment  of  $8,000  from  the  emergency  appropriation  of  June  6, 
1900. 

Under  the  act  of  March  3,  1899,  $150,000  was  appropriated  for 
straightening,  widening,  and  otherwise  improving  the  naroor  by  the 
removal  of  oyster  reefs  and  flats  between  the  United  States  life- 
saving  station  and  a  point  opposite  the  United  States  light-house. 
The  work  was  completed  April  18,  1903. 

Act  of  June  13,  1902,  appropriated  $25,000  for  widening  and 
straightening  the  main  ship  cnannel  and  increasing  its  depth  ^om  a 

Joint  1,000  feet  north  of  the  life-saving  station  to  the  entrance  of  the 
ort  Arthur  Canal  in  accordance  with  report  pubUshed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1901,  page  1915.  This  work 
was  completed  February  27,   1903,   and  the  channel  depth  was 
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increased  to  25  feet  at  mean  low  water  for  an  average  width  of 
400  feet. 

The  act  of  June  4, 1897,  appropriated  $100,000  for  the  construction 
of  a  dredge  (the  Sabine),  which  was  completed  January  14,  1901. 

Since  this  date  the  dredge  has  worked  in  the  channel  between  the 
jetties  seventy-five  months  and  eight  days  and  removed  a  total  of 
3,233,335  cubic  yards.  The  remainder  of  the  time  she  was  either 
absent  undergoing  repairs  or  was  engaged  in  emergency  work  at 
South  Pass,  Mississippi  River. 

The  creation  of  the  channel  contemplated  by  the  project  has  been 
completed.  The  existing  project  is  for  maintenance  of  a  channel 
deptn  of  25  feet  to  be  accomplished  by  dredging  and  the  restoration 
of  the  jetties  to  a  height  of  about  4  feet  above  mean  low  tide  at  an 
estimated  cost  of  $1,016,573. 

The  act  of  March  2,  1907,  appropriated  $160,000  for  continuing 
improvement  and  for  maintenance  and  authorized  contracts  for 
materials  or  work  to  the  amount  of  $200,000,  which  has  been  appro- 
priated and  expended  in  repairing  the  east  jetty  for  a  distance  of 
13,800  feet,  113,893.31  tons  of  riprap  stone  being  used  for  this  lepair 
work,  the  contract  being  completed  December  19,  1908. 

Allotment  of  $200,000  was  made  from  the  appropriation  act  of 
March  3,  1909,  to  continue  this  improvement,  and  for  maintenance. 

Operations  during  the  year  have  consisted  in  repairing  east  jetty 
and  dredging  channel  between  the  jetties. 

At  favoraole  stapes  of  the  tide  vessels  have  gone  out  during  the 

Sear  drawing  25 J  feet.  The  usual  variation  of  the  tide  is  IJ  feet. 
►y  continued  work  the  dredge  Sabine  is  able  to  maintain  only  a  very 
narrow  channel  of  about  24  feet  depth,  and  additional  work  is  badly 
needed  toward  building  up  the  low  portions  of  the  jetties  to  a  height 
of  about  4  feet  above  mean  low  tide. 

The  amount  expended  to  June  30,  1909,  was  $4,129,896.83,  of 
which  $325,000  was  expended  on  previous  proiects.  Of  the  amount 
expended  on  the  present  project  it  is  estimated  that  $290,497.03  has 
been  appUed  to  maintenance  of  improvement. 

The  amount  estimated  as  a  profitable  expenditure  in  the  fiscal  year 
ending  June  30,  1911,  namely  $300,000,  will  be  appUed  to  continuing 
the  work  of  raising  and  repairing  jetties  and  dredging  in  the  channel. 

Comparative  statement  of  shipments  and  receipts. 


Tons. 

Change  in  tonnage 
from  previous  year. 

Increase. 

Decrease. 

Year  ending  May  31- 

1897 

87,632 
238,400 
326,962 

326,404 

217,489 

150,087 

689,688 

1,315,248 

1,792,371 

1,779,954 

1,904,389 

1,848,159 

1,802,307 

88,746 
160,768 
88,682 

1896 

1899 

Calendar  year— 

1899.. 

488 

1900 

109,005 

1901          

67,402 

1902 

539,601 
625,560 
477,123 

1903 

1904 

1906 

12,417 

1906 

124,435 

1907 

56,230 

1906 

45,852 
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Of  the  tonnage  moved  during  the  calendar  year  1908,  65  per  cent 
passed  through  Sabine  Pass  on  its  way  to  or  from  the  Port  Arthur 
Canal. 

It  would  appear  that  the  result  of  the  improvement  at  Sabine  Pass 
had  had  a  marked  effect  in  decreasing  the  freight  rate  on  shipments 
to  the  seaboard,  as  the  State  railway  conunission  has  given  Sabine 
and  Port  Arthur  a  low  rate,  called  a  differential,  of  7  cents  per  hun- 
dred on  first-class  freight  from  Beaumont  to  Sabine  or  Port  Arthur, 
applying  on  all  freight  from  interior  points  in  Texas  to  Sabine  or 
rort  Arthur.  This  was  done  merely  to  equalize  the  rate,  or  differ- 
ential, from  Houston  to  Galveston,  and  was  done  only  when  it  was 
shown  to  the  commission  that  Sabine  and  Port  Arthur  were  deep- 
water  exporting  points.  It  amounts  to  this:  That  all  freight  from 
interior  Texas  pomts  for  export  through  Sabine  or  Port  Arthur  pays 
the  regular  tariff  rates  to  Beaumont,  plus  but  7  cents  first-class 
freight,  to  be  then  hauled  to  Sabine,  though  the  regular  tariff  from 
Beaumont  to  Sabine  is  20  cents. 

On  page  407,  Annual  Report  of  Chief  of  Engineers  for  1906,  ref- 
erence is  made  to  previous  reports  on  examinations  and  surveys  of 
Sabine  Pass. 

July  1, 1908,  balance  unexpended $194,622.28 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 10, 000. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3.  1909 200,000.00 

Collected  in  suit  United  States  v.  Charles  Clarke  <fe  Co 302.  93 

Received  from  aaXe  of  blueprints 3. 50 

404,928.71 
Reverted  to  Treasury 1,194.56 

403,734.15 
205,082.09 


June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $177, 424. 62 

For  maihtenance  of  improvement 27, 657. 47 


July  1,  1909,  balance  unexpended 198,652.06 

July  1,  1909,  outstanding  Imbilities 1,334.08 

July  1, 1909,  balance  available 197,317.98 

Amount  (estimated)  required  for  completion  of  existing  project <»  456, 573. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 300,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
Jime  4,  1897,  ana  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  U  4.) 

5.  Brazos  River,  Texas,  from  Old  WasMngton  to  Waco, — ^The  profile 
of  this  section  of  river  shows  an  alternating  series  of  steep  and  gentle 
slopes,  not  navigable,  above  Hidalgo  Falls. 

a  This  amount  is  the  difference  between  the  original  estimate  and  the  sum  of  the 
subsequent  appropriations  which  have  been  applied  to  the  work  contemplated  by  it. 
Owing  to  the  fact  that  as  favorable  prices  have  not  been  obtained  as  were  expected,  the 
figures  now  given  are  probably  not  a  correct  estimate  of  the  further  amount  that  will  be 
required  to  complete  the  project.  This  matter  will  receive  consideration,  with  a  view 
to  reporting  a  revised  estunate  to  Congress,  in  connection  with  an  examination  now 
being  made  of  this  locality  or  in  the  next  annual  report. 
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In  the  river  and  harbor  act  of  March  3,  1905,  an  examination  of 
this  section  was  ordered  and  a  provisional  appropriation  for  its 
improvement  was  made.  In  the  act  of  March  2,  1907,  a  further 
appropriation  was  made,  in  accordance  with  a  project  submitted  in  a 
report  published  in  House  Document  No,  705,  Fifty-ninth  Congress, 
first  session.  This  project  contemplates  securing  a  navigable  depth 
of  4  feet  for  four  months  and  3i  feet  for  six  months  of  the  year  by 
constructing  eight  locks  and  dams  and  103  miles  of  open-chaimel 
work,  at  a  total  cost  of  $2,915,000.  It  is  not  clear  to  what  extent  the 
project  outlined  therein  may  be  regarded  as  adopted  by  Congress  in 
appropriating  for  the  work,  and  thus  far  it  has  been  assumed  tnat  the 
Giovernment  is  committed  to  the  construction  of  only  one  lock  and 
dam  at  an  estimated  cost  of  $300,000. 

The  river  and  harbor  act  of  March  2,  1907,  authorized  continuing 
contracts  in  the  sum  of  $150,000,  in  addition  to  amounts  already 
appropriated  for  the  completion  of  the  lock  and  dam  at  Hidalgo  Falls, 
which  amount  has  been  appropriated. 

From  the  amount  of  money  appropriated  by  river  and  harbor  act  of 
March  3,  1909,  the  sum  of  $75,000  was  allotted.  This  allotment  was 
required  in  addition  to  the  $300,000  to  repair  flood  damages  and  to 
construct  bank  protection  to  prevent  further  erosion  at  site  of  the 
lock. 

On  June  30,  1909,  $233,830.04  had  been  expended  on  the  con- 
struction of  lock  and  dam  at  Hidalgo  Falls. 

During  the  fiscal  year  $85,244.40  has  been  expended  in  completing 
the  construction,  by  hired  labor,  of  the  lock,  with  the  exception  of  lock 
gates,  controlling  valves,  maneuvering  devices,  and  also  in  the 
placing  of  bank  protection  and  repairing  flood  damages. 

No  work  on  the  project  has  been  done  except  the  building  of  the 
lock  and  dam  at  the  foot  of  Hidalgo  Falls,  which  work  is  about  55 
per  cent  completed,  so  that  no  change  has  been  made  in  this  stretch 
of  the  river. 

Should  this  portion  of  the  river,  as  well  as  that  below  Old  Wash- 
ington, be  properly  improved,  there  is  no  doubt  that  the  improve- 
ment would  cause  a  great  reduction  in  freight  rates  throughout  the 
contiguous  country. 

If  it  is  the  intention  of  Congress  to  continue  the  improvement  by 
the  construction  of  additional  locks  and  dams,  money  should  be  pro- 
vided in  sufficient  amount  to  enable  the  improvement  to  be  carried  on 
more  rapidly  than  it  has  been  in  the  past. 

For  reference  to  reports  of  examinations  and  surveys  see  Annual 
Report  of  Chief  of  Engineers  for  1907,  page  452. 

July  1,  1908,  balance  unexpended $101,414.36 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 50, 000. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 75,000.00 

Received  from  sale  cd  blueprints 7. 75 

226, 422. 11 
Jime  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       85,244.40 

July  1,  1909,  balance  une^fpended 141,177.71 

July  1,  1909,  outstanding  liabilities 6,255.81 

July  1,  1909,  balance  available : 134,921.90 

(See  Appendix  U  5.) 
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6.  Brazos  River,  TexaSj  from  Velasco  to  Old  Washington, — This 
section  of  the  river  has  a  width  of  from  200  to  400  feet.  It  has  good 
depth  from  the  mouth  to  near  the  head  of  tide  water  above  Cohmibia 
(mile  36).  Tt  is  na viewable  for  light-draft  boats  throughout  its  length 
for  about  eight  months  in  the  jear. 

The  original  project  for  this  improvement  was  adopted  June  3, 
1896,  and  contemplated  the  removal  of  snags  and  overhanging  trees 
and  dredging  troublesome  shoals  between  Velasco  and  Richmond  only. 
The  sum  of  $5,000  was  expended  on  this  project. 

In  the  river  and  harbor  act  of  June  13,  1902,  the  improvement  from 
Richmond  to  Old  Washington  was  undertaken.  In  the  act  of  March 
3,  1905,  this  improvement  was  continued  from  Velasco  to  Old  Wash- 
ington. The  project  on  which  these  appropriations  were  based  (see 
Report  of  the  Chief  of  Engineers,  1901,  p.  1974)  contemplated  the 
improvement  of  the  river  by  open-channel  work  between  the  mouth 
and  Old  Washington,  at  a  cost  of  $225,000. 

Amoimt  expended  on  work  of  existing  project  up  to  June  30,  1909, 
was  $216,864.51. 

The  operations  during  the  year  consisted  in  constructing  and 
repairing  jetties,  removing  obstructions  by  snagging,  and  repairing 
plant.  Below  mile  110  (or  10  miles  above  Richmond)  a  depth  of 
4  feet  for  approximately  eight  months  in  the  year  has  been  obtained 
between  Velasco  and  Kicmnond.  The  project  in  this  part  of  the 
river  is  about  00  per  cent  completed.  From  Richmond  to  Old  Wash- 
ington no  work  of  any  consequence  has  been  done  during  the  year, 
the  project  being  about  50  per  cent  completed.  Over  this  section  a 
deptn  of  4  feet  is  available  for  navigation  bv  boats  having  consider- 
able power  during  rises  of  from  1  to  2  feet,  ^o  commerce  of  any  note 
has  aeveloped,  nor  can  any  be  expected  imtil  the  Brazos  River  is 
improved  from  its  mouth  up  to  Waco,  or  until  the  territx^ry  about 
the  lower  portion  is  given  over  more  to  agriculture  than  it  is  now. 

The  distances  of  the  various  places  mentioned  in  the  above  report 
from  the  mouth  of  the  river  are  as  follows:  Velasco,  5  miles;  Colum- 
bia, 35  miles;  Richmond,  99  miles;  Rosenberg,  108  miles;  Old  Wash- 
ington, 254  miles;  Navasota  Lock,  259  miles;  Waco,  42^  miles. 

The  improvement  has  so  far  caused  no  effect  on  freight  rates. 

The  available  balance,  as  well  as  the  $55,000  requested  for  the 
fiscal  year  ending  June  30,  1911,  will  be  used  to  build  the  new  snag 
boat  Waco  and  in  keeping  plant  in  operation  on  open-channel  work. 

For  reference  to  reports  of  examinations  and  surveys,  see  Annual 
Report  of  the  Chief  of  Engineers  for  1907,  page  453. 

July  1,  1908,  balance  unexpended 164,326.78 

Amount  transferred  from  Galveston  district  account  of  repairs  to  dredge. .     15, 000. 00 
Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 25,000.00 

Received  from  sales 18.00 

94, 344. 78 
June  30,  1909,  amount  expended  diuing  fiscal  year: 

For  works  of  improvement $16, 328.  96 

For  maintenance  of  improvement 4, 862.  33 

21,191.29 

July  1, 1909,  balance  unexpended 73, 153.  49 

July  1,  1909,  outstanding  liabilities 3, 079. 43 

July  1, 1909,  balance  available 70,074.06 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  90» 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  Uie 
balance  unexpended  Jul jr  1,  1909 155,000.00 

Submitted  in  comi)liance  with  requirements  of  sundry  civil  act  of  June  4, 
1907,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  U  6.) 

7.  Trinity  River,  Texas, — The  river  in  its  upper  reaches  is  a  narrow 
stream  with  a  low-water  depth  insufficient  for  even  light-draft  navi- 
gation. Its  banks  are  generally  high  and  quite  stable,  making  it 
particularly  susceptible  to  improvement  by  canalization. 

The  river  and  harbor  act  of  June  13,  1902,  adopted  a  project  for 
the  improvement  of  this  stream  in  accordance  with  a  report  submitted 
in  House  Document  No.  409.  Fifty-sixth  Congress,  first  session.  (See 
Annual  Report  of  the  Chief  of  Engineers  for  1900,  p.  2348.)     This 

Eroject  contemplated  improvement  to  provide  a  6-root  navigation 
•om  Dallas  to  the  mouth,  a  distance  of  511  miles,  by  open-channel 
work  and  a  system  of  locks  and  dams. 

The  original  estimate  of  cost  of  this  improvement  was  $4,550,000. 
The  portion  of  this  appHcable  to  section  1  ($350,000)  was  afterwards 
raised  to  $918,000  in  a  report  from  a  board  of  engineers  appointed  to 
examine  into  the  cost.  (See  Annual  Report  of  the  Chief  of  Engineers 
for  1904,  p.  2021.) 

The  amoimt  expended  on  this  improvement  up  to  June  30,  1909, 
was  $430,541.40. 

Four  locks  and  dams  in  section  1  have  already  been  provided  for  by 
Congress.  The  money  for  Nos.  1,  2,  and  6  has  already  been  appro- 
priated, and  funds  have  been  appropriated  and  authorized  for  No.  4 
and  for  a  lock  and  dam  at  Hurricane  shoals,  which  is  in  section  2,  and 
of  the  authorization,  $85,000  is  yet  to  be  appropriated. 

During  the  year,  Lock  and  Dam  No.  1  was  practically  completed, 
and  during  March,  1909,  the  contractor  moved  nis  force  to  the  mouth 
of  Parsons  Slough  and  commenced  work  on  the  dam  at  this  place. 
The  construction  of  these  two  dams  is  covered  by  one  contract. 
About  65  per  cent  of  work  on  dam  at  Parsons  l^ough  has  been 
completed.  . 

The  contractor  who  has  the  contracts  for  the  construction  of  Locks 
and  Dams  Nos.  2  and  4  has  done  very  httle  work  during  the  year, 
except  remodeling  plant,  excavating,  and  placing  coflFerdam. 

Work  on  Lock  and  Dam  No.  6  has  progressed  more  favorably  this 
year,  and  about  60  per  cent  of  the  contract  has  been  completed.. 

For  the  reasons  given  in  the  local  officer's  report  it  has  been  found 
necessary  to  increase  the  estimate  for  Locks  and  Dams  No.  4,  in 
section  1,  and  at  Hurricane  shoals,  in  section  2.  He  states  that 
approximately  $85,000  will  be  needed  in  addition  to  the  $85,000  now 
covered  by  continuing-contract  authorization  and  not  yet  appro- 
priated, making  the  total  further  amount  that  will  be  required  to  be 
appropriated  to  complete  these  works  $170,000  and  that  this  addi- 
tional $86,000  should  be  provided  for  by  cash  appropriation  or  con- 
tract authorization. 

Lock  No.  1  is  at  McComas  Bluflf,  13  miles  below  Dallas;  the  dam 
at  Parsons  Slouch  is  22  miles  below  Dallas;  and  Locks  Nos.  2,  4,  and 
6  are  23,  30,  and  42  miles,  respectively,  below  Dallas. 

Snagging  operations  were  continuea  on  the  lower  river. 

The  expenditures  made  in  cleaning  the  river  have  resulted  in  no 
increased  depth,  but  the  removal  of  snags  and  drifts  has  made  the 
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stream  safer  to  navigate  at  medium  and  high  stages.  There  is  no 
navigation  of  account  above  Liberty  other  than  the  rafting  of  logs. 

Owing  to  the  fact  that  the  river  is  not  yet  navigable  to  Dallas,  the 
only  place  at  which  it  can  come  into  active  competition  with  the  rail- 
roads, no  effect  on  freight  rates  has  been  produced.  Inasmuch  as  the 
leading  trunk  lines  of  this  section  are  crossed  by  the  river  at  Dallas, 
there  can  be  no  doubt  that  when  the  river  is  made  navigable  to  this 
point  it  will  result  in  a  considerable  reduction  and  an  immense  saving, 
not  only  in  local,  but  also  in  interstate  freight  rates  in  this  section. 

For  references  to  reports  of  examinations  and  surveys  see  Annual 
Report  of  the  Chief  of  Engineers  for  1906,  page  431. 

If  it  be  decided  to  prosecute  this  project  further,  provision  should 
be  made  in  the  shape  of  increased  appropriations. 

July  1, 1908,  balance  unexpended $488, 877.  64 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  19C9 125, 000. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 75,000.00 

Received  from  sale  of  blueprints 11. 00 

688,  888.  64 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $107, 026. 86 

For  maintenance  of  improvement 12, 996. 14 

120,023.00 

July  1,  1909,  balance  unexpended 668, 865. 64 

July  1,  1909,  outstanding  liabilities 2, 921. 76 

July  1,  1909,  balance  available 565, 943. 88 

July  1,  1909,  amount  covered  by  uncompleted  contracts 367, 712. 31 

Amount  (estimated)  required  for  completion  of  existing  project <»  170, 000. 00 

Amount  that  can  be  i>rofitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 

the  balance  unexpended  July  1,  1909 6 183, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
^    June  4,  1897,  ana  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  U  7.) 

5.  Operating  and  care  of  Lock  and  Dam  No.  1 ,  Trinity  River,  Texas. — 
On  March  1,  1909,  Lock  and  Dam  No.  1  was  placed  under  the  appro- 
priation for  operation  and  care.  After  the  first  few  operations  of 
the  lock  a  defect  was  discovered  under  the  lower  gates.  Upon  exami- 
nation it  developed  that  this  was  not  due  to  any  fault  of  the  con- 
tractor, and  authority  for  its  repair  was  approved.  Considerable 
work  has  been  done  on  these  repairs,  but  final  completion  has  been 
prevented  by  small  rises  in  the  nver. 

A  telephone  has  been  installed  at  Lock  and  Dam  No.  1. 

There  has  been  expended  up  to  June  30,  1909,  $3,518. 71. 

(See  Appendix  U  8.) 

9.  Cypress  Bayou,  Texas  and  Louisiana. — During  the  period  of  the 
great  raft  in  Red  iliver  the  bottom  lands  of  C^^ress  Bayou  were 

a  This  estimate  pertains  only  to  the  locks  and  dams,  the  construction  of  which  has 
been  specifically  authorized  by  Congress. 

&  Of  this  amount  $85,000  is  for  continuing  contract  work  authorized  by  the  river 
and  harbor  act  of  March  2,.  1907,  and  198,000  for  open-channel  work. 
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flooded — became  lakes — and  aflForded  a  na^able  route  from  Red 
River,  near  Shreveport,  La.,  to  Jefferson,  Tex.,  66  miles.  Work 
by  the  United  States  for  the  improvement  of  this  route  conunenced 
in  1872,  and  from  1872  to  1879  $94,000  was  appropriated  for  the  pur- 
pose. The  funds  were  expended  for  dredging  and  straightening 
the  channel,  removing  stumps,  snags,  and  logs,  and  cutting  leaning 
timber.  This  work  was  completed  in  1880,  but  on  account  of  its 
temporary  nature  appropriations  and  allotments  aggregating 
$39,701.33  were  made  tor  maintenance. 

The  removal  of  the  raft  and  the  subsequent  closure  of  outlets  and 
construction  of  levees  doym  the  right  bank  of  Red  River  from  the 
hills  in  Arkansas  to  near  Shreveport,  La.,  cut  off  the  water  supply 
of  the  lakes,  which,  in  conjunction  with  the  quicker  drainage  result- 
ing from  the  lowering  of  the  bed  of  Red  River,  gradually  caused 
them  to  dry  up.  In  consequence  the  period  of  navigation  shortened 
from  year  to  year  until  1897,  when  boats  from  Red  River  ceased 
plying  altogether. 

The  existing  project  is  practically  for  maintenance  by  cleaning  and 
clearing  the  bayou  and  lakes  between  Jefferson,  Tex.,  and  Moorings- 
port,  La.,  of  snags  and  other  recurring  obstructions. 

The  amount  expended  to  June  30,  1909,  was  $142,824.28  for  im- 
provement and  maintenance  and  $12,613.05  for  surveys.  The  work 
of  maintenance  so  merges  into  the  work  of  improvement  that  it  is 
difficult  to  state  just  what  portion  of  the  expenditures  was  for  main- 
tenance and  what  for  improvement. 

The  water  supply  of  tne  drainage  basin  of  the  lakes  has  been  re- 
duced so  greatly  and  the  channel  of  Red  River  above  Shreveport 
has  lowered  so  much  that  steamboats  now  can  cross  Albany  flats,  at 
foot  of  the  lake,  only  at  rare  intervals  during  exceptionally  high 
stages  of  Red  River  or  after  heavy  rains  in  the  drainage  basin  of  the 
lakes. 

The  work  of  removing  obstructions  now  in  progress  has  rendered 
nayigation  safer  between  JeflFereon  and  Mooringsport  and  has  con- 
sequently caused  some  increase  in  the  quantity  of  such  local  naviga- 
tion. This  navig:'ation  by  giving  access  to  a  competing  railroad  has 
resulted  in  keeping  freight  rates  somewhat  below  those  existing  in 
neighboring  sections. 

From  August,  1908,  to  February,  1909^  the  quarter  boat  was  en- 
gaged in  removing  obstructions  to  navigation  between  Jefferson, 
Tex.,  and  Mooringsport,  La.  The  remainder  of  the  time  the  boat 
was  out  of  commission  on  account  of  high  water  and  lack  of  funds. 

The  amount  estimated  for  maintenance  of  improvement  during 
the  fiscal  year  ending  June  30,  1911,  is  for  continuing  the  work  or 
cleaning  the  channel  of  obstructions  to  navigation. 

For  references  to  reports  of  examinations  and  surveys  see  Annual 
Report  of  the  Chief  of  Engineers  for  1906,  page  432,  and  House  Docu- 
ment No.  220,  Sixtieth  Congress,  first  session,  which  gives  report 
of  examination  made  of  **  Caddo  Lake  with  a  view  to  determining 
advisabiUty  of  constructing  a  dam  at  the  foot  of  said  lake  on  the 
waterway  connecting  Jefferson^  Tex.,  with  Shreveport,  lia." 
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Julyl,  1908,  balance  unexpended $3,638.02 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 : 6,000.00 

9,638.02 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      3,374.02 


Julyl,  1909,  balance  unexpended 6,264.00 

Julyl,  1909,  outstanding  liabilities 82.19 

July  1, 1909,  balance  available 6, 181. 81 


Amoimt  that  can  be  profitably  expended  in  fincal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5, 000. 00 

Suomitted  in  compliance  with  rec}uirementa  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  U  9.) 

10.  Red  River  hetwem  FuUon,  ArJc.,  and  Denison,  Tex. — This  part 
of  the  river  was  originally  navigable  for  small  boats  during  high 
stages  only.  The  river  at  low  water  is  a  stream  from  100  to  200  feet 
wide  in  the  bends,  winding  in  a  shifting  channel  between  banks  which 
are  frequently  several  hundred  yards  apart.  The  low-water  depth 
varies  from  1.5  to  about  4  feet.  The  banks  are  covered  with  trees 
constantly  caving  into  the  river  and  forming  snags  and  drifts. 

The  original  appropriation  for  work  above  Fulton  was  made 
August  5,  1886.  Tne  project  contemplated  improving  onW"  high  and 
medium  stage  navigation  by  removing  snags  and  drift,  rrevious  to 
the  existing  project  no  work  was  provided  for  above  the  mouth  of 
the  Kiamichi  River.  The  amount  expended  under  previous  projects 
is  $33,500. 

The  river  and  harbor  act  of  March  3,  1905,  entered  upon  a  project 
for  the  improvement  of  the  river  between  Fulton,  Ark.,  and  Denison, 
Tex.  The  project  contemplates  the  removal  of  drift  and  snags, 
clearing  the  banks  of  timber  in  danger  of  caving  into  the  river,  and 
closing  chutes  and  cut-oflFs  where  necessary.  No  estimate  of  cost  has 
been  made. 

At  the  close  of  the  fiscal  year  June  30,  1909,  $182,737.06  had  been 
expended  on  this  project,  of  which  amount  $10,189.66  was  expended 
on  survey  of  river  between  Fulton,  Ark.,  and  mouth  of  Washita 
River,  Oklahoma. 

During  the  year  the  snag  boat  C.  A.  Ovlberson  and  3  quarter  boats 
have  been  engaged  in  snagging  operations.  The  62  miles  above 
Fulton  over  which  the  O.  A.  Culberson  has  worked  shows  an  increas- 
ing depth.  With  the  snags  removed,  the  river  seems  to  be  cutting 
itself  a  deeper  and  more  stable  channel. 

The  survey  of  the  river  between  Fulton,  Ark.,  and  the  mouth  of 
the  Washita  Kiver,  Oklahoma,  which  was  commenced  in  March,  1908, 
was  completed  during  the  year,  and  report  made  to  the  Chief  of 
Engineers. 

Beyond  the  rafting  of  logs  and  timber  there  has  been  no  conmierce 
of  any  value  on  this  section  of  the  river. 

When  this  section  of  Red  River  is  opened  to  regular  navigation  a 
very  material  reduction  in  both  local  and  throu^  freight  rates  to 
points  in  north  Texas  and  Oklahoma  must  necessarily  result. 
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To  secure  a  stable  improvement  will  require  a  continuance  of  work 
for  a  number  of  years.  The  available  funds  and  additional  appropri- 
ation recommended  will  be  applied  to  continuing  the  work  now  under 
way  of  removing  obstructions  and  bank  clearing. 

For  references  to  reports  of  examinations  and  surveys  see  Annual 
Report  of  the  Chief  of  Engineers  for  1906,  page  433. 

July  1, 1908,  balance  unexpended $70, 848. 30 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 40,000.00 

110,848.30 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $48, 797. 71 

For  survey 4,787.65 

53,685.36 

July  1,  1909,  balance  unexpended 57,262.94 

July  1,  1909,  outstanding  liabilities 2, 282. 76 

July  1,  1909,  balance  available 54,980.18 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 100,000.00 

Submitted  in  compliance  with  requirements  of  stmdry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  U  10.) 

11.  Sulphur  River,  Texas  and  ArJcansas. — Sulphur  River  for  about 
150  miles  rrom  its  mouth  is  from  150  to  200  feet  wide,  with  navigable 
depths,  except  for  a  few  shoals.  The  banks  are  as  a  rule  firm  and 
stable.  The  stream  is,  however,  badly  obstructed  by  snags  and 
simken  logs. 

In  1896  and  1897  the  sum  of  $2,488.99  was  expended  on  snagging 
operations. 

The  existing  project  was  adopted  by  the  river  and  harbor  act  of 
March  2,  1907,  and  contemplates  improvement  of  150  miles  of  the 
river  above  the  Red  River  by  dredging  and  operation  of  a  snag  boat, 
at  an  estimated  cost  of  $36,000,  assuming  that  a  United  States  boat 
is  available.  Operations  during  the  year  consisted  in  removal  of 
snags  and  other  obstructions  by  means  of  a  quarter  boat. 

At  the  close  of  the  fiscal  year  $16,968.81  had  been  expended  on  this 
project. 

Owing  to  the  poor  navigable  condition  of  the  stream  at  present  no 
conmierce  of  any  account  has  developed.  As  the  stream  drains  a 
very  rich  section  of  the  country  it  is  expected  that  it  will  be  €>xten- 
siyely  used  when  improved,  and  that  some  reduction  in  freight  rates 
will  result. 

It  is  proposed  to  expend  the  available  funds  and  the  additional 
appropriation  reconMnended  in  clearing  the  river  of  obstructions  and 
dredging  where  necessary. 

For  reference  to  reports  of  examinations  and  surveys  see  Annual 
Report  of  the  Chief  or  Engineers  for  1907,  page  457, 
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Julyl,  1908,  balance  unexpended $27,860.84 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        8, 829. 65 

July  1,  1909,  balance  unexpended 19, 031. 19 

July  1,  1909,  outstanding  liabilitiee 430. 30 

July  1, 1909,  balance  available 18, 600. 89 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended Julyl,  1909 15,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  U  11.) 

IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  THE  VICKSBURG,  MIS- 
SISSIPPI, DISTRICT. 

This  district  was  in  the  cha^e  of  Capt.  Clarke  S.  Smith,  Corps  of 
Engineers.     Division  engineer,  Col.  Wm.  H.  Bixby ,  Corps  of  Engineers. 

1.  Red  River,  hdow  Fulton,  Ark. — This  improvement  was  imder- 
taken  by  the  United  States  in  1828,  and  between  1828  and  1841  more 
than  $425,000  was  appropriated  for  removal  of  the  great  Red  River 
raft.  When  work  commenced  the  raft  was  92  miles  long,  extending 
from  Loggy  Bayou,  65  miles  below  Shreveport,  La.,  to  Hurricane 
BluflFs,  27  miles  above.  A  channel  was  opened  through  this  obstruc- 
tion, but,  owing  to  failure  of  appropriations  between  1841  and  1852, 
additional  raft  formed.  In  1852  $100,000  was  appropriated,  and  in 
1857  the  agent  in  charge  reported  the  route  openea  but  not  completed, 
with  recommendation  for  appropriations  of  $50,000  a  year  for  com- 
pletion and  maintenance.  Tne  total  amoimt  expended  from  1828  to 
1857  was  $529,831.90.     The  sum  of  $3,545.60  was  carried  to  the  sur- 

1)lus  fund.  Nothing  further  was  done  for  fifteen  years,  and  in  that 
ong  interval  the  results  of  much  of  the  former  work  were  lost. 

When  work  was  resumed,  in  1872,  the  river  above  Shreveport,  La., 
was  closed  by  a  raft  32  nules  long,  which  was  growing  constantly . 
Below  Shreveport  the  enlargement  of  an  outlet  tmough  Tones  Bayou 
was  depleting  the  main  channel  and  threatening  its  closure  to  naviga- 
tion. At  Alexandria,  La.,  the  falls  were  impassable  at  low  stages. 
Navigation  was  difficult  and  dangerous  at  all  places  and  at  all  times. 
The  channel  shifted  frequently,  and  at  flood  tne  river  overflowed  the 
entire  raft  region.  Both  above  and  below  Sherveport  the  bed  of  the 
river  was  a  mass  of  simken  logs  and  stimips.  The  oanks  were  heavily 
timbered  and  each  flood  caused  them  to  cave  or  slide. 

The  project  entered  upon  in  1872  contemplated  opening  navigation 
through  the  raft  and  closing  Tones  Bayou  outlet.  Under  the  river 
and  harbor  act  of  1878  the  removal  of  wrecks,  snags,  and  other 
obstructions  below  Shreveport  was  commenced,  and  the  act  of  1879 
authorized  the  same  kind  of  work  above  the  raft  to  Fulton,  Ark. 
Work  was  carried  on  imder  three  distinct  appropriations  imtil  1882, 
when  it  was  combined  in  a  eeneral  appropriation  for  continuing  the 
improvement  from  Fulton,  Ark.,  to  the  Atchafalaya  River,  Louisi- 
ana, with  a  provision  for  work  at  Alexandria,  La.  The  river  and 
harbor  acts  or  1884  and  1890  contained  provisions  for  closing  Sale  and 
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Murphy  outlet,  Louisiana;  the  acts  of  1888,  1892,  and  1894  author- 
ized expenditures  for  improvement  of  Cypress  Bayou,  Bayou  Dor- 
cheat,  and  Sulphur  River,  tributaries  of  Ked  River;  the  act  of  1902 
provided  for  improvement  of  the  channel  at  Shreveport,  La.,  and  the 
act  of  1905  contained  a  provision  for  further  improvement  of  the 
channel  at  Alexandria,  La. 

The  project  was  amplified  in  the  river  and  harbor  act  of  July  13, 
1892,  to  include  the  systematic  clearing  of  the  banks  to  remove  the 
source  of  drift  and  snags;  continuing  snagging  operations  and  the 
removal  of  jams  and  raft;  dredging  tow-heads  and  shoals;  construct- 
ing a  substantial  system  of  levees  to  fix  the  course  of  the  river,  either 
alone  or  by  cooperating  with  riparian  States;  the  closure  of  all  out- 
lets that  deplete  the  river;  the  nxing  of  caving  banks  to  confine  the 
river  to  the  selected  channel,  and  the  prevention  of  injuries  to  regi- 
men by  new  cut-offs  or  outlets.  The  nature  of  the  improvement 
requires  that  it  be  continued  for  many  years,  and  no  estimate  for 
completion  is  given  on  this  accoimt. 

Tne  amount  expended  from  1872  to  the  close  of  the  fiscal  year  end- 
ing Jime  30,  1909,  including  $5,560.37  derived  from  sales,  was 
$1,833,983.33,  with  the  foUowmg  chief  results: 

The  channel  cleared  through  the  great  raft  in  1872-73  opened  to 
navigation  188  miles  of  river  above  Shreveport  to  Fulton.  Subse- 
quent work  secured  the  complete  removal  of  the  raft,  prevented 
formations  of  the  same  nature,  increased  the  width  of  the  river  100 
feet  or  more,  and  there  now  flows  in  the  course  laid  out  for  it  in  the 
old  raft  region  a  broad  and  deep  river,  safe  for  navigation  at  all  but 
the  lowest  stages.  The  survey  of  1908  showed  that  the  bed  of  the 
river  in  the  old  raft  region  above  Shreveport  had  lowered  in  places  as 
much  as  25  feet.  Incidentally  the  removal  of  the  raft  dramed  the 
fertile  valley  and  reclaimed  thousands  of  acres  of  productive  lands. 
Tones  Bayou  outlet  is  closed  by  a  heavy  earthen  dam,  connected  with 
the  line  of  levee  above  and  below  it,  and  the  main  channel,  for  a  time 
called  '*  Little  River,"  has  widened  and  scoured  until  navigation  of 
the  stretch  is  uninterrupted  at  low  stages.  All  of  the  chirf  outlets 
along  the  right  bank  above  Tones  Bayou  to  the  Arkansas-Louisiana 
line,  89  miles,  have  been  closed  with  dams  by  cooperation  with  the 
State  of  Louisiana  and  local  levee  districts.  Work  at  Alexandria 
FaUs  rendered  them  naviagble  at  all  stages.  The  channel  was  deep- 
ened from  2i  to  5i  feet  at  the  lower  falls  and  to  6  feet  at  the  upper 
falls,  lengthening  the  period  of  navigation  about  two  months.  Jrer- 
sistent  snagging  operations,  repeated  from  vear  to  year,  have  kept 
the  river  open  and  enabled  steamboats  to  make  regular  trips,  the  river 
from  the  Atchafalaya  to  Fulton  ordinarily  being  open  for  boats  of 
3-foot  draft  at  stages  about  a  foot  above  zero  of  the  Snreveport  gauge. 
The  maximimi  draft  that  can  be  carried  at  mean  low  water  is  3  Feet  to 
Montogmery,  La.,  162.5  miles  above  the  Atchafalaya;  2^  feet  to 
Shreveport,  320.5  miles,  and  2  feet  to  Fulton,  Ark.,  508.6  miles.  The 
range  between  low  and  high  water  at  the  several  gauge  stations  is  as 
follows:  Fulton,  Ark.,  35.65  feet;  Shreveport,  La.,  41.2  feet;  Alex- 
andria. La.,  45.5  feet,  and  Barbre  Landing,  Louisiana  (head  of 
Atchafalaya  River),  52.72  feet.  Much  of  the  work  performed  neces- 
sarily has  been  in  repetition  from  time  to  time,  and  the  items  of 
improvement  and  mamtenance  are  so  closely  allied  that  the  cost  of 
each  can  not  be  given  separately. 
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At  present  steamboats  seldom  run  above  Fulton,  Ark.,  but  at  high 
stages  the  river  is  navigable  in  fact  to  Denison,  Tex.,  292  miles  above 
Fulton  and  800  miles  above  the  Atchaf alaya  River. 

During  the  fiscal  year  ending  June  30,  1909,  work  for  maintenance 
of  the  improvement  was  continued  as  follows:  Operations  of  snag 
boats,  supplemented  by  those  of  shore  parties  during  the  period  of  low 
water,  extended  over  the  river  between  the  head  of  Atchafalaya 
River,  Louisiana,  and  Fulton,  Ark.,  and  unusually  heavy  work  was  re- 
quired on  accoimt  of  the  extraordinary  flood  of  1908,  which  disturbed 
tne  regimen  and  deposited  many  snags  in  the  river.  In  Bossier  Parish, 
La.,  9,051  linear  leet  of  levee,  containing  124,126  cubic  yards  of 
emDai]kment,  was  built  to  prevent  further  breaches  in  the  levee  line 
at  that  locality,  and  50,700  cubic  yards  of  levee  embankment  were 
built  in  Lafayette  County,  Ark.,  to  aid  in  closing  the  Spirit  Lake  Out- 
let. A  resurvey  of  the  nver  was  made  from  mouth  of  Sulphur  River, 
Arkansas,  to  head  of  Cane  River,  Louisiana,  190.5  miles.  Plans  were 
under  preparation  for  the  construction  of  a  hydraulic  dredge,  required 
for  the  relief  of  navigation  at  shoal  places  during  low  water. 

To  maintain  what  nas  been  accomplished  and  to  gradually  secure  a 
more  stable  improvement  will  require  a  continuance  of  work  for  many 
years.  The  estimated  cost  is  $75,000  a  year,  or  biennial  appropria- 
tions of  $150,000,  exclusive  of  extraordinary  demands  for  new  plant 
that  will  arise  from  time  to  time. 

Notwithstanding  the  facilities  for  quick  transportation  afforded  by 
railways,  the  commerce  of  Red  River  until  recent  years  has  consisted 
of  large  shipments  of  cotton,  cotton  seed  and  its  products,  lumber, 
staves,  timber,  etc.,  with  heavy  return  freights  of  general  merchandise 
and  plantation  supplies. 

The  commerce  and  navigation  reported  for  eighteen  years  showed 
great  variations,  due  to  the  changing  crop  conditions,  occasional 
periods  of  extraordianry  low  water  durmg  the  busy  season,  and  other 
causes,  ranging  in  quantity  from  66,376  to  279,946  tons  per  annum, 
with  estimated  values  of  from  $1,506,500  to  $9,185,000.  The  average 
for  the  eighteen  years  was  123,244  tons,  valued  at  $4,359,900.  To  this 
should  be  added  the  commerce  from  Ouachita  River,  entering  Red 
River  at  the  mouth  of  Black  River,  the  average  of  which  was  178,070 
tons,  valued  at  $6,229,560,  making  a  total  of  301,314  tons,  valued  at 
$10,589,460. 

In  1908,  however,  there  was  a  marked  decline  of  navigation  above 
the  mouth  of  Black  River  and  the  commerce  reported  in  that  stretch 
only  amounted  to  36,288  tons,  valued  at  $198,240. 

The  project  has  effected  a  reduction  of  freight  rates  on  all  com- 
modities. 

For  more  extended  information  respecting  the  work  performed, 
reference  is  invited  to  the  re{)ort  and  illustrations  at  page  1909  of  the 
Report  of  the  Chief  of  Engineers  for  1893,  and  to  the  subsequent 
reports  of  the  district  oflBcers.  Maps  x>f  Tones  Bayou,  Bayou  Pierre, 
etc.,  were  published  in  the  reports  of  1882,  page  1542,  and  1885,  page 
1490.  An  index  sketch  of  the  basin  of  Red  Kiver  and  diagrams  show- 
ing the  limits  of  high  and  low  water  were  published  in  the  report  of 
1891,  page  1956,  and  the  report  of  1892,  page  1587.  Maps  of  the  river 
at  Shreveport  were  published  in  the  reports  of  1887,  page  2682,  and 
1893,  page  1921.  Map  of  the  river  at  Alexandria  was  printed  in 
House  Document  No.  462,  Fifty-sixth  Congress,  first  session, 
9001— BNO  1909 33 
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References  were  given  in  the  Annual  Report  of  1904  to  reports  of 
examinations  and  surveys,  with  page  numoers  at  which  they  may  be 
found.  (See  Report  of  the  Chief  of  Engineers,  1904,  pp.  385  and  386.) 
Report  of  an  examination  of  Boyce  Landing,  Red  River,  Louisiana, 
made  in  1907,  was  printed  in  House  Document  No.  219,  Sixtieth  Con; 
gress,  first  session. 

The  available  funds  will  be  applied  to  continuing  the  improvement 
and  to  maintenance. 

The  estimated  amount  that  can  be  profitably  expended  in  the  fiscal 
year  ending  June  30, 1911,  in  addition  to  the  balance  unexpended  Julv 
1, 1909,  win  be  applied  to  the  operation  of  snag  boats  and  further  work 
on  the  existing  approved  project.  This  additional  work  is  for  main- 
tenance and  the  extension  of  benefits. 

July  1, 1908,  balance  unexpended $197, 193L  60 

Amount  idlotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 65,000.00 

Amount  received  from  sales  of  property 143. 46 

Amount  transferred  trom  appropriation  for  relief  of  sufferers  from  cyclone 

in  certain  southern  States «2, 443. 87 

264, 780. 87 
June  30, 1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement        78, 203. 83 

July  1, 1909,  balance  unexpended 186, 577. 04 

July  1,  1909,  outstanding  liabilities 3, 819. 30 

July  1, 1909,  balance  available 182,757.74 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 76, 000. 00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  VI.) 

S.  (Jane  River ^  Louisiana, — Cane  River  is  one  of  the  abandoned 
channels  of  Red  River,  left  out  on  the  westward  by  cut-offs  about 
1825  and  1849,  and  is  aoout  76  miles  long  from  Red  River  near  Grand 
Ecore  to  Red  River  near  Colfax.  It  is  made  up  of  pools,  bayous,  and 
swamps,  and  interrupted  by  deposits  considerably  higher  than  the 
average  stage  of  the  main  river. 

Under  the  river  and  harbor  act  of  July  5, 1884,  $2,600  was  expended 
for  the  removal  of  snass,  stumps,  caved-in  and  leaning  trees,  and 
some  rock,  obstructing  nigh-water  navigation.  This  work  freed  the 
channel  oi  obstructions  to  a  great  extent,  increased  the  navigable 
depth,  and  enabled  steamboats  to  make  quicker  trips  at  high  stages. 
Operations  were  then  discontinued.  Section  6  of  the  river  and  haroor 
act  of  March  3,  1905,  declared  Cane  River  to  be  not  a  navigable  water 
of  the  United  States,  but  this  section  was  repealed  by  act  of  Congress 
approved  June  29,  1906. 

February  27,  1909,  the  Secretary  of  War  authorized  an  allotment 
of  $2,000  from  the  emergency  appropriation  provided  by  the  river 

a  This  18  a  refundment  of  actual  expenditures  made  by  two  snag  boats  in  June  and 
July,  1908,  while  temporarilv  employed  by  the  Quartermaster's  Department,  and  the 
amount,  ^erefore,  is  not  included  in  the  total  amount  expended  for  the  improvement 
of  Red  RiveTf 
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and  harbor  act  of  March  2,  1907,  to  be  applied  to  restoration  of  the 
channel ;  the  shipping  interest  having  reported  that  the  last  flood  of 
Red  River  caused  the  banks  to  cave,  and  in  places  so  filled  the  stream 
with  trees  as  to  prevent  navigation. 

The  total  expenditure  to  June  30,  1909,  was  $2,922.13,  of  which 
$422.13  was  applied  to  maintenance  and  restoration  of  the  channel 
under  the  recent  allotment.  At  high  stages  small  steamboats  from 
Red  River  ascend  Cane  River  from  Colfax  to  Natchitoches,  transport- 
ing the  products  of  the  country,  the  principal  shipments  being  cotton 
seed  for  mills  along  Red  River. 

In  June,  1909,  work  was  performed  for  the  removal  of  obstructions 
m  the  lower  40  miles  of  Cane  River,  restoring  the  stream  to  fairly- 
good  navigable  condition  during  the  periods  of  nigh  water.  Nothing 
further  is  recommended  at  the  present  time. 

For  information  respecting  the  work  performed  under  the  act  of 
1884  reference  is  invited  to  the  reports  of  1885,  page  1495;  1886,  page 
1349;  and  1887,  page  1452. 

Reports  of  exammations  were  published  in  the  reports  for  1884, 
^e  1366,  and  1891,  page  2022,  the  latter  also  having  been  printed  in 

ouse  Executive  Document  No.  184,  Fifty-first  Congress,  second  ses- 
sion. 

February  27,  1909,  amount  allotted  from  the  emergency  appropriation  pro- 
vided by  river  and  harbor  act  approved  March  2,  1907 $2, 000. 00 

June  30,  1909,  amount  expended  auring  fiscal  year,  for  maintenance  of  im- 
provement          422. 13 

July  1,  1909,  balance  unexpended 1,577.87 

July  1,  1909,  outstanding  liabilities ! 1,433.78 

July  1,  1909,  balance  available 144. 09 

(See  Appendix  V  2.) 

S,  Oudchita  and  Black  rivers,  Arkansas  and  Louisiana, — The  im- 
provement of  Ouachita  River  by  the  United  States  commenced  in 
1871.  At  that  time  navigation  was  much  obstructed  at  all  stages  by 
snags,  sunken  logs,  wrecks,  leaning  and  caving  trees,  etc.,  and  the 
greater  part  of  the  river  was  unnavigable  at  low  water  on  account  of 
numerous  rock,  gravel,  and  sand  bars. 

The  project  of  1871  contemplated  temporary  improvement  from 
Trinity.  La.,  to  Arkadelphia,  Ark.,  by  removal  of  snags,  etc.,  and 
by  dredging  the  worst  bars.  In  1872  a  project  was  adopted  for  locks 
and  dams  to  give  4  feet  depth  from  Tnnity,  La.,  to  Cfamden,  Ark., 
but  was  abandoned  two  years  later.  The  project  under  which  work 
continued  after  1874  contemplated  the  removal  of  snags,  logs,  wrecks, 
leaning  timber,  etc.,  obstructing  navigation  below  Camden,  Ark. 
The  56  miles  known  as  Black  River,  below  Trinity  to  Red  River. 
Louisiana^  was  added  to  the  project  in  1884.  The  amount  expended 
on  the  onginal  and  modified  projects  prior  to  operations  imder  the 
existing  project  was  $614,802.19. 

The  existmg  project,  besides  a  continuation  of  snagging  work,  con- 
templates the  construction  of  eight  locks  and  movable  dams  to  afford 
a  navigable  depth  of  6i  feet  from  the  mouth  of  Black  River,  Louisi- 
ana, upstream  to  a  point  10  miles  above  Camden,  Ark.  (360  miles), 
as  set  forth  in  House  Dociunent  No.  448,  Fifty-seventh  Congress, 
first    session  (Report    Chief   of  Engineers,    1902,   p.    1435).     The 
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change  of  site  of  Lock  and  Dam  No.  2,  referred  to  in  last  year's  report 
(Report  Chief  of  Engineers,  1908,  p.  490),  will  eliminate  Lock  and 
Dam  No.  1  from  the  project.  The  latter  was  adopted  in  part  by 
provisions  of  the  river  and  harbor  acts  of  June  13.  1902,  and  March  3, 

1905,  authorizing  continuing  contracts  for  builoing  Lock  and  Dam 
No.  4,  near  Monroe,  La.,  and  Lock  and  Dam  No.  6,  near  Roland  Raft. 
Ark.,  completing  the  survey  for  locks  and  dams,  and  maintenance  of 
prior  work.  The  river  and  harbor  act  of  March  2,  1907,  authorized 
continuing  contracts  for  the  construction  of  Lock  and  Dam  No.  2, 
near  Catanoula  shoals,  Louisiana,  and  Lock  and  Dam  No.  8,  near 
Franklin  shoals,  Arkansas. 

The  amount  expended  under  the  existing  project  to  June  30,  1909, 
was  $516,802.10  (including  $1,750.26  denved  from  sales).  Of  this 
amount  $11,786.73  has  been  applied  to  completion  of  survey  and 
$122,471.29  to  maintenance. 

A  contract  for  building  Locks  and  Dams  Nos.  4  and  6,  let  Septem- 
ber 7,  1904,  provided  for  their  completion  by  December  31,  1906,  but 
this  time  limit  was  waived.  Work  conmienced  October  28,  1904, 
but  abnormally  high-river  stages  limited  the  time  of  actual  construc- 
tion to  two  hundred  and  ten  working  days  during  the  fiscal  years  1905, 

1906,  1907,  and  1908.  Previous  gauge  records  for  fourteen  years, 
from  July,  1890,  to  July,  1904,  showed  the  yearly  average  working 
stage  (below  10  feet  on  the  Monroe  gauge)  to  be  one  hundred  and 
fortv-one  working  davs.  On  June  30,  1908,  the  condition  of  the 
work  was  as  follows:  On  the  basis  of  work  done.  Lock  and  Dam  No. 
4  about  20  per  cent  completed.  Lock  and  Dam  No.  6  about  8  per  cent 
completed.  On  the  basis  of  work  done  and  material  delivered,  Lock 
and  Dam  No.  4  is  about  31  per  cent  completed,  and  Lock  and  Dam 
No.  6  about  11  per  cent  completed.  Nothing  further  was  done  by 
the  contractors,  and  their  contract  was  terminated  by  an  agreement 
dated  October  22,  1908,  under  which  the  contractor's  plant,  material, 
and  buildings  were  transferred  to  the  United  States.  Construction 
work  at  Lock  No.  4  was  undertaken  at  once  by  hired  labor,  but  the 
date  on  which  the  contract  was  terminated,  the  condition  of  the  plant 
and  cofferdam  left  by  the  contractor  precluded  the  hope  of  accom- 
plishing any  important  amount  of  permanent  construction  during 
the  low-water  season  of  1908.  Barges,  machinery,  camp  buildings, 
etc.,  were  repaired,  and  as  soon  as  the  necessary  plant  could  be  pre- 
pared, the  work  of  reenforcing  the  cofferdam  made  necessary  by 
scour  in  the  river  was  commenced  and  continued  during  the  remainder 
of  the  season.  Since  the  termination  of  the  low  water  in  February. 
1909,  further  work  was  continued  in  preparing  plant,  buildings,  and 
material  for  active  operations  during  the  coming  low-water  period. 

Proposals  for  building  Lock  6  were  advertised  for  two  months,  but 
only  one  bid  was  received,  aggregating  $213,190.50,  upon  the  esti- 
mates of  quantities  used  for  canvassing  bids.  The  price  bid  for  con- 
crete work,  which  is  the  controlling  factor,  was  considerably  in  excess 
of  the  corresponding  unit  price  in  the  contract  of  1908  for  Lock  2  and 
after  reserving  from  the  aopropriation  the  amount  necessary  for  com- 
pleting Lock  4  without  tne  dum,  the  balance  available  was  insuffi- 
cient to  cover  the  cost  of  the  construction  contemplated  at  Lock  6 
and  the  bidder  declined  to  perform  a  less  amount  of  work  at  his  unit 
prices.  Paragraph  10  of  the  sundry  civil  act  approved  March  4, 1909, 
rendered  funds  which  it  was  expected  to  employ  for  work  at  Lock  6 
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not  available,  but  this  difficulty  was  removed  by  Congress  and  infor- 
mation relative  thereto  furnished  the  district  officer  June  28,  1909. 

On  account  of  the  longer  time  required  for  construction  of  Locks 
and  Dams  4  and  6  than  originally  estimated,  due  to  the  failure  of  the 
contractors  to  complete  their  contract,  together  with  the  scour  which 
has  taken  place  in  the  river  at  Lock  and  Dam  No.  4  coincident  with 
this  delay,  and  on  account  of  additions  to  the  original  designs  thought 
necessarv  to  secure  the  work,  etc.,  the  amount  estimated  as  required 
to  complete  the  existing  project  as  far  as  it  refers  to  these  two  locks 
and  dams  has  been  increased  $439,000. 

Proposals  for  building  Lock  and  Dam  No.  2  at  Harrisonburg,  La., 
were  advertised  for  two  months,  and  two  bids  for  the  work  were 
received;  but  they  exceeded  the  sum  authorized  for  construction  of 
both  lock  and  dam,  and  a  contract  was  made  August  7, 1908,  with  the 
lowest  bidder,  to  build  the  lock  alone  at  an  estimated  cost  of 
$296,694.50,  exclusive  of  engineering  and  contingencies.  This  con- 
tract provides  for  completion  of  the  lock  within  two  hundred  and 
fifty  working  days  durmg  which  natural  conditions  are  such  as  to 
permit  work  inside  of  the  coflFerdam.  The  contractor  commenced 
work  promptlv  and  erected  camp  buildings,  assembled  plant,  and 
commenced  the  construction  of  the  cofferdam.  The  latter  work 
was  continued  as  the  river  stage  permitted  until  February  6,  when  the 
round  piling  therefor  had  been  driven  and  the  upper  line  of  waling 

E laced  with  the  exception  of  a  60-foot  gap  left  for  the  passage  of 
arges.  During  the  remainder  of  the  year  the  contractor  continued 
preparations  for  further  work  during  the  coming  low-water  season. 

At  Lock  No.  8  work  by  hired  labor,  which  was  commenced  in  Decem- 
ber, 1907  (see  Keport  for  1908,  p.  1570),  was  continued  and  the 
mound,  the  machine  shop,  and  all  camp  buildings  except  an  auxiliarv 
cement  storehouse  at  the  concrete-mixer  platform  were  completed. 
On  June  30,  1909,  the  cofferdam,  except  a  gap  of  40  feet  at  the  lower 
outer  comer,  and  excavation  for  the  lock  foundation  were  practically 
completed.  A  considerable  amount  of  material  for  permanent  con- 
struction, including  round  and  she6t  piling,  sand  and  gravel,  cement 
and  embedded  metal  had  been  procured  and  further  preparations 
made  for  proceeding  with  permanent  construction. 

During  the  fiscal  year  ending  June  30,  1909,  snagging  work  for 
maintenance  extended  from  the  mouth  of  Black  River,  Louisiana,  to 
Camden,  Ark.,  350  miles  upstream,  with  greatly  beneficial  results, 
and  about  5,141  cubic  yards  of  mud  and  gravel  were  excavated  from 
the  channel  at  Catahoula  shoals,  Louisiana,  in  making  a  cut  60  feet 
wide  and  450  feet  long.  This  work  increased  the  depth  from  about 
40  inches  to  near  9  feet. 

Besides  the  slack-water  improvement  the  work  heretofore  done  has 
consisted  chiefly  of  the  removal  of  snags,  logs,  wrecks,  leaning  tim- 
ber, tree  slides,  etc..  for  the  purpose  of  maintaining  navigation  and 
the  improvement  or  Catahoula  snoals,  a  rock  and  gravel  bar  about 
20  miles  above  Trinity,  La.,  where  the  available  depth  at  low  water 
was  increased  from  15  to  40  inches.  At  moderately  high  stages,  or 
for  six  to  seven  months  of  the  year.  New  Orleans  steamboats  ascend 
the  river  to  Camden,  Ark.;  at  medium  stages  they  run  to  Monroe, 
La.,  but  during  the  periods  of  low  water  Harrisonburg,  La.,  72  miles 
above  Red  River,  is  considered  the  head  of  navigation,  though  small 
local  packets  make  trips  between  points  on  the  river  above.    The 
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maximum  draft  that  can  be  carried  at  mean  low  water  is  3  J  feet  to 
Harrisonburg,  La.;  1\  feet  to  Monroe,  La.,  and  8  inches  to  Camden, 
Ark.  The  range  between  high  and  low  water  at  the  several  gauge 
stations  on  Ouachita  River  is  as  follows:  Camden,  Ark.,  44.2  feet; 
Monroe,  La^  48.6  feet;  Riverton,  La.,  51.3  feet,  and  Jonesville,  La., 
54.1  feet.  Camden^  Ark.,  is  considered  the  head  of  navigation,  but 
at  high  stages  the  river  is  navigable  in  fact  to  Arkadelphia,  Ark. 

The  commerce  of  Ouachita  River  and  its  tributaries  is  considerable 
and  consists  of  shipments  of  cotton,  cotton  seed,  lumber,  staves,  saw 
logs,  and  miscellaneous  articles,  with  return  freights  of  general  mer- 
chandise and  plantation  suppUes.  Most  of  the  cotton  is  shipped  to 
New  Orleans,  and  large  quantities  of  staves  for  export  are  sent  to 
that  city.  The  volume  of  commerce,  as  reported  for  nineteen  years, 
ranges  between  73,679  and  313,863  tons  per  annum,  with  values 
estimated  at  $3,243,200  to  $10,234,250.  The  average  is  176,968  tons, 
valued  at  $6,220,150.  The  variations  are  due  to  crop  yields,  the 
uncertainty  of  navigation,  droughts,  and  other  causes,  and  the  im- 
provement by  locks  and  dams  is  for  an  extension  of  benefits  by  afford- 
mg  navigation  to  Camden  the  year  round. 

The  project  has  effected  a  reduction  of  railroad  rates  from  New 
Orleans  to  Monroe,  La.,  and  points  below  to  meet  the  steamboat 
rates.  The  territory  above  Monroe  was  opened  to  railroad  traffic  a 
few  years  ago,  but  the  lines  as  yet  have  not  met  the  water  rates. 
During  periods  of  navigation  the  rate  on  cotton  from  Monroe  to  New 
Orleans  is  $1.25  per  bale,  but  when  navigation  is  suspended  this 
rate  is  advanced  to  $1.75  per  bale.  Railroad  rates  from  Monroe,  La., 
to  inland  towns,  as  a  rule,  are  greatly  in  excess  of  those  to  points 
where  there  is  water  competition. 

For  more  extended  information  respecting  this  improvement,  refer- 
ence is  invited  to  the  Report  of  1895  (p.  1887)  and  to  subsequent 
reports  of  the  district  officers. 

An  index  to  reports  of  examinations  and  surveys  was  published  in 
the  Report  of  the  Chief  of  Engineers,  1904,  pa^e  389. 

The  estimated  amount  of  $513,000  that  can  be  profitably  expended 
in  the  fiscal  year  ending  June  30,  1911,  in  addition  to  the  balance 
unexpended  July  1,  1909,  will  be  appUed  to  continuing  construction 
of  locks  and  dams;  to  removing  obstructions,  including  snags,  over- 
hanging trees,  drift,  etc. ;  and  to  maintaining  and  operating  snag  and 
dredge  boats.  This  additional  work  is  necessary  to  make  the  improve- 
ment available  and  for  maintenance  and  the  extension  of  benefits. 

The  short  working  season  on  Ouachita  River,  the  alluvial  nature  of 
the  river  bottom,  which  requires  the  use  of  piling  for  foundations  in 
lock  and  dam  structures,  the  necessity  of  obtaining  detailed  informa- 
tion as  to  the  character  of  the  underlying  material,  and  the  desira- 
bility of  making  tests,  plans,  and  local  ^rveys  render  it  advisable  to 
have  funds  avaSable  lor  expenditure  in  preliminary  work  at  lock  and 
dam  sites  proposed  in  the  general  project  for  improvement  other  than 
those  for  which  funds  have  been  provided.  Such  a  provision  would 
expedite  the  work  when  funds  for  construction  are  provided  and 
would  permit  of  an  economical  arrangement  for  labor  and  plant.  It 
is  recommended  that  $8,000  be  provided  for  these  purposes. 
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July  1, 1908,  balance  unexpended 1664,245.11 

Amount  received  from  sales  of  property 177. 65 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 176, 135. 00 

Amounts  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 160,000.00 

1,000,557.76 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |166, 286. 55 

For  constructing  sna^  boat 13, 592. 18 

For  maintenance  of  improvement 21,664.06 

201, 542. 79 

Julyl,  1909,  balance  unexpended 799,014  97 

Julyl,  1909,  outstanding  liabilities 18,812.52 

July  1, 1909,  balance  available 780, 202. 46 

July  1, 1909,  amount  covered  by  uncompleted  contracts 302, 904.  32 

Amount  (estimated)  required  for  completion  of  existing  project  << 603, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1, 1909 513,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  3.) 

4.  Bayou  Bartholomew^  Boeuf  River,  Tensas  River  and  Bayou 
Mafonj  and  Bayous  D^Arhonne  and  Comey,  Louisiana  and  Arkan- 
sas.— ^These  streams  are  tributaries  of  Ouachita  River  and  are  not 
navigable  at  low  stages.  The  works  were  consolidated  by  the  river 
and  narbor  act  of  June  13,  1902.  The  improvements  are  all  of  the 
same  character,  i.  e..  the  removal  of  snags,  wrecks,  leaning  timber, 
etc..  to  lessen  the  danger  and  lengthen  tne  period  of  navigation. 
Drift,  sliding  and  caving  banks,  and  the  rapid  growth  of  vegetation 
constantly  add  obstructions. 

(a)  Bayou  BartTiolomew,  Louisiana  and  Arkansas. — Before  im- 
provement this  stream  was  navigable  for  light  boats  about  three 
months  of  the  year.  In  1880  an  examination  showed  that  passage- 
way for  steamboats  was  much  obstructed. 

The  project  adopted  March  3,  1881,  contemplated  removing 
obstructions  between  the  mouth  and  Baxter,  Ark.,  182  miles. 

The  amount  expended  to  June  30,  1909,  was  $66,866.97.  The 
project  practically  was  completed  in  1897  to  McComb  Landing,  Ark., 
the  present  head  of  navigation,  141  miles,  at  a  cost  of  $45,873.53. 
This  work  resulted  in  safer  navigation,  increased  the  period  to  about 
six  months  of  the  year,  enabled  Doats  to  make  trips  m  half  the  time 
formerly  required,  and  reduced  freight  rates  about  50  per  cent.  There 
being  no  demand  for  navigation  above  McComb  Landing,  subsequent 
expenditures  were  for  mamtenance,  and  $20,993.44  has  been  applied 
to  that  purpose. 

Operations  for  maintenance  dining  the  fiscal  year  ending  Jime  30, 
1909,  extended  from  the  mouth  to  Point  Pleasant,  La.,  28.7  miles, 
and  put  that  part  of  the  stream  in  fair  navigable  condition. 

a  Estimated  cost  of  completing  Locks  and  Dams  Noe.  4  and  6,  $439,000,  and  Locki 
and  Dams  Noe.  2  and  8,  |164,000. 
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The  commerce  consists  of  shipments  of  cotton,  cotton  seed,  staves, 
saw  logs,  etc.,  with  retmn  freights  of  general  merchandise  and  plan- 
tation supplies.  Much  of  the  trade  has  been  diverted  to  railroads,  as 
the  stages  of  the  bayou  frequently  are  not  coincident  with  the  needs 
of  transportation.  The  commerce  for  nineteen  years  ranges  between 
a  maximum  of  49,299  tons  in  1891  and  a  minimum  of  1,502  tons  in 
1907,  the  average  being  12,000  tons,  valued  at  $307,640. 

The  available  funds  and  the  estimated  amount  that  can  be  profit- 
ably expended  in  the  fiscal  year  ending  June  30,  1911,  will  be  applied 
to  removal  of  snags,  overhanging  trees,  drift,  etc.,  for  maintenance. 

July  1, 1908,  balance  unexpended $2,020.49 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 4,000.00 


6, 020.  49 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 887. 46 

July  1, 1909,  balance  unexpended 4,133.03 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  Boeuf  Biver,  Louisiana. — ^Before  improvement  this  river  was 
navigable  to  Point  Jefferson,  151  miles,  but  passage  was  difficult  and 
dangerous  on  account  of  overhanging  timber  and  snags  and  logs  in 
the  channel. 

.The  project  adopted  March  3,  1881,  contemplated  removing  these 
obstructions  to  afford  safe  navigation  at  high  stages  to  Wallace 
Landing,  La.,  about  170  miles  above  the  mouth.  Under  the  river 
and  harbor  act  of  1886  a  supplemental  project  was  entered  upon  for 
the  closure  of  three  outlets  near  Point  Jenerson  to  confine  the  flow 
to  the  main  channel. 

The  total  expenditure  to  June  30,  1909,  was  $68,243.53.  The 
original  project  was  completed  in  1896  at  a  cost  of  $40,992.84.  Since 
then  $21,808.91  (including  $27.75  received  from  sales)  has  been 
expended  for  maintenance.  In  1887-88,  by  imiting  with  planters 
whose  lands  would  be  protected  from  overflow,  the  outlets  near  Point 
Jefferson  were  closed  oy  earthen  dams,  the  proportion  of  the  cost 
borne  by  the  United  States  having  been  $5,441.78. 

The  work  put  the  stream  in  safe  navigable  condition  at  stages  high 
enough  to  permit  steamboats  to  cross  the  bars  and,  when  complete, 
enabled  them  to  save  thirty-six  hours'  time  on  a  trip. 

The  closure  of  the  outlets  gave  immediate  benefit  to  navigation  by 
concentrating  the  flow  to  the  main  stream,  lengthening  the  period  of 
navigation^  and  causing  the  bars  to  scour.  The  dams,  however,  were 
destroyed  m  1890,  during  an  overflow  from  Mississippi  River,  caused 
by  crevasses  in  the  levees  near  the  headwaters  of  feoeuf  River,  and 
funds  for  their  restoration  have  not  been  provided. 

During  the  fiscal  year  ending  June  30,  1909,  snagging  work  and  the 
removal  of  leaning  trees,  etc.,  extended  from  the  mouth  upstream  to 

o  See  consolidated  money  statement  on  page  523. 
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Point  Jefferson,  La.,  150.8  miles,  and  the  chief  obstructions  of  this 
character  were  destroyed  for  the  time. 

The  commerce  consists  of  shipments  of  cotton,  cotton  seed,  staves, 
etc.,  and  return  freights  of  general  merchandise  and  plantation  sup- 
plies, and  for  nineteen  jears  ranges  between  a  maximum  of  11,261 
tons  in  1897  and  a  mimmum  of  545  tons  in  1903,  the.  average  being 
5,459  tons,  valued  at  $232,400. 

The  available  funds  and  the  additional  amount  estimated  for  the 
fiscal  year  1911  will  be  applied  to  maintenance  by  the  removal  of 
obstructions,  including  snags,  overhanging  trees,  drift,  etc.  This 
additional  work  is  for  extension  of  benefits. 

Navigation  is  rendered  more  diflBcult  on  account  of  the  outlets  at 
Point  Jefferson,  and  additional  interest  in  the  project  for  again  closing 
them  is  maintained  through  the  necessity  of  draining  Bayou  Lafourche 
Basin,  into  which  the  outlets  flow,  to  permit  development  of  a  rich 
tract  of  land  containing  220,800  acres,  much  of  whicn  has  been  con- 
verted into  a  swamp  and  all  of  which  is  seriously  affected  by  flood 
water  from  Boeuf  River. 

July  1, 1908,  balance  unexpended $5,518.59 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 4,000.00 

Amount  received'  from  sales  of  property 27. 75 

9, 546.  34 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 3, 362. 12 

July  1,  1909,  balance  unexpended 6,184.22 

July  1,  1909,  outstanding  liabilities 145. 90 

July  1,  1909,  balance  available 6,038.32 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Su omitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Tensas  River  and  Bayou  Mafon. — ^Before  improvement  these 
streams  were  navigable  at  high  stages,  but  the  passage  of  steamboats 
was  difficult  and  dangerous  on  account  of  leaning  timber  and  numer- 
ous snags,  logs,  stumps,  etc.,  in  the  channel. 

The  project  adopted  March  3^  1881,  contemplated  removing  obstruc- 
tions m  Tensas  River  from  its  mouth  to  Dallas,  La.,  138  miles. 
Bayou  Ma^on.  the  chief  commercial  branch  of  Tensas  River,  was 
added  under  tne  same  head  of  appropriation  by  river  and  harbor  act 
of  1884,  and  the  project  contemplated  the  same  kind  of  work  from  its 
mouth  to  Floyd,  Lia.,  112  miles. 

The  total  expenditures  to  June  30,  1909,  were  $58,527.76.  The 
project  for  Tensas  River  was  completed  in  1898  to  West  wood  Place, 
81  miles  above  the  mouth,  the  present  head  of  navigation,  at  a  cost  of 
$11,947.02,  and  the  project  for  Bayou  Mapon  to  Floyd  was  completed 
in  1899  at  a  cost  of  $23,915.42.  Lane  Ferry,  about  20  miles  above 
Floyd,  is  the  head  of  navigation  in  Bayou  Ma^on.  The  sum  of 
$22,665.31,  including  $27.75  derived  from  sales,  has  been  expended 
for  maintenance.     The  work  put  the  two  streams  in  fairly  good 

o  See  consolidated  money  statement  on  page  523. 
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navigable  condition  at  medium  and  hijgh  stages.  Upper  Tensas 
River  above  Westwood  Place  practically  is  unnavigable  oy  reason  of 
leaning  timber  and  obstructions  in  the  channel,  and  there  has  been 
no  recent  effort  to  induce  a  resettlement  of  the  abandoned  plantations 
along  its  banks  or  to  secure  a  continuance  of  the  improvement  to 
Dallas. 

During  the  fiscal  year  ending  June  30,  1909,  work  for  maintenance 
was  continued  and  consisted  of  the  removal  of  snags,  leaning  trees, 
etc.,  obstructing  navigation  of  Tensas  River  between  Westwood 
Place  and  its  mouth.     No  work  was  performed  in  Bayou  Ma^on. 

The  commerce  consists  chiefly  of  srdpments  of  cotton,  cotton  seed, 
staves^  etc.,  and  return  freights  of  plantation  supplies.  In  nineteen 
years  it  has  ranged  between  a  maximum  of  29,957  tons  in  1905  and  a 
minimum  of  2,649  tons  in  1893,  the  average  being  15,187  tons,  valued 
at  $612,340. 

It  is  proposed  to  apply  the  available  funds  to  maintenance,  and  the 
additional  estimate  for  the  fiscal  year  1911  to  the  removal  of  obstruc- 
tions, including  snags,  overhanging  trees,  drift,  etc.  This  additional 
work  is  for  mamtenance  and  extension  of  benefits. 

July  1,  1908,  balance  unexpended $3,912.99 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 5,000.00 

Amount  received  from  ealee  of  property 27. 75 


8, 940. 74 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 3, 940. 74 

July  1, 1909,  balance  unexpended 5, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

SuDmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(d)  Bayous  D'Arhonne  and  Comey,  Louisiana. — ^Before  improve- 
ment navigation  of  these  streams  was  difficult  and  dangerous  on  ac- 
count of  the  leaning  trees  and  the  number  of  snags,  stumps,  etc.,  in 
the  channel. 

The  project  adopted  July  5,  1884,  contemplated  removing  the 
obstructions  between  the  mouth  of  Bayou  D'Arbonne  and  Stein  Bluff 
on  Bayou  Corney,  40J  miles  upstream.  The  river  and  harbor  act  of 
1892  authorized  an  extension  of  work  up  Bayou  Corney  16 J  miles  to 
Cobb  Landinjg,  and  the  act  of  1894  provided  $1,000  for  removing 
obstructions  in  the  Ldttle  D'Arbonne  IBranch. 

The  amount  expended  to  June  30, 1909,  was  $23,974.95,  and  resulted 
in  greater  safety  to  navigation.  The  work  practically  was  completed 
in  1896  at  a  cost  of  $18,000.  Subsequent  expenditures  for  mainte- 
nance have  amounted  to  $4,974.95,  and  $1,000  was  expended  for 
improving  Ldttle  D'Arbonne  Branch. 

No  work  was  done  during  the  fiscal  year  ending  June  30,  1909,  as 
the  stages  were  not  favorable  since  the  allotment  was  made  for  its 
continuance. 

The  commerce  consists  of  shipments  of  cotton,  cotton  seed,  etc., 
and  return  freights  of  plantation  supplies.     It  varies  considerably, 

o  See  coDBolidated  money  statement  on  page  523. 
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and  during  thirteen  years  ranged  between  a  maximum  of  36,272  tons 
in  1907  and  a  minimum  of  682  tons  in  1903,  the  average  being  11,369 
tons,  valued  at  $317,420. 

The  estimated  amount  that  can  be  profitably  expended  in  the  fiscal 
year  ending  June  30,  1911,  and  the  btdance  unexpended  July  1,  1909, 
will  be  applied  to  removal  of  obstructions,  including  snags,  over- 
hanging trees,  drift,  etc.  This  additional  work  is  for  maintenance 
and  extension  of  benefits. 

July.l,  1908,  balance  unexpended $125.05 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 

July  1,  1909,  balance  unexpended 2,125.05 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending:  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (a) 

Su omitted* in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

A  condensed  history  of  the  work  performed  in  Bayou  Bartholo- 
mew, Boeuf  River,  and  Tensas  River  and  Bayou  Ma^on  will  be  found 
in  the  Report  of  the  Chief  of  En^neers  for  1896,  pages  1601-1613, 
and  of  that  performed  in  Bayous  D'Arbonne  and  Comey  in  the  Re- 
port of  1895,  page  1914.  Subsequent  reports  of  the  district  officers 
refer  only  to  tne  yearly  operations. 

An  inaex  to  reports  of  examinations  and  surveys  was  published  in 
the  Report  of  the  Chief  of  Engineers  for  1904,  page  391. 

There  is  no  record  of  freignt  rates  on  Bayou  Bartholomew  and 
works  consolidated  with  it  available  for  making  a  comparison  of  the 
effect  of  the  improvement.  In  a  general  way  it  may  be  stated  that 
the  rates  have  been  greatly  reduced;  in  fact,  the  traffic  is  no  longer 
sufficiently  lucrative  to  support  the  class  of  boats  formerlj  plying 
on  this  stream,  but  it  is  now  carried  by  smaller  boats.  This  is  largely 
due,  however,  to  the  competition  hy  the  railroads,  and  now  boats  ply 
only  where  the  river  is  the  only  shipping  route. 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $11,577.12 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 15,000.00 

Amount  received  from  sales  of  property 55. 50 

26, 632.  62 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 9, 190. 32 

July  1,  1909,  balance  unexpended 17,442.30 

July  1,  1909,  outstanding  liabilities 145.90 

July  1,  1909,  balance  available 17,296.40 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 16, 000. 00 

Submitted  in  compliuice  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  4.) 

o  See  consolidated  money  statement  on  this  page. 
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5.  Mouth  of  Yazoo  River  and  harbor  at  Vicksburg,  Miss. — The 
shifting  bar  at  the  former  mouth  of  the  Yazoo  was  the  most  serious 
obstruction  to  navigation  of  that  river  and  its  tributaries,  a  system 
comprising  about  800  miles  of  navigable  waterways.  At  low  stages 
steamboats  were  prevented  from  entering  or  leavmg  the  river  with- 
out lightering  then:  cargoes  across  the  bar,  and  it  frequently  happened 
that  ttie  outlet  was  entirely  closed  to  navigation  throughout  the  busi- 
est season  of  the  year. 

Prior  to  1876  the  city  of  Vicksburg  possessed  the  most  conunanding 
site  and  the  finest  harbor  on  the  Mississippi  River.  There  was  deep 
water  along  the  city  front,  and  the  entire  width  of  the  river  was 
available  for  steamboats  at  all  stages,  with  not  less  than  25  feet  depth 
in  any  part  of  the  harbor.  The  cut-off  of  April  27,  1876,  and  subse- 
quent snofding  of  the  old  channel  from  the  river  to  the  front  of  the 
city,  practically  destroyed  the  harbor,  which  became  unnavigable 
except  at  high  stages. 

The  original  project  for  improving  Vicksburg  Harbor  was  entered 
upon  under  the  river  and  harbor  act  of  Jime  18, 1878.  The  m-st  work 
consisted  of  revetting  the  rapidly  caving  bank  at  Delta  Point,  La.^ 
opposite  Vicksburg,  the  continued  recession  of  which  was  increasing 
the  distance  from  the  harbor  to  the  river  channel.  The  river  ana 
harbor  act  of  August  2,  1882,  placed  the  work  imder  the  Mississippi 
River  Commission,  and  the  revetment  at  Delta  Point  was  continued 
until  1900.  No  work  has  been  done  since.  Some  caving  has  occurred 
above  the  upper  end  of  the  revetment,  which  is  protected  by  a  hard 
point,  but  there  appears  to  be  no  immediate  danger  of  flanking.  The 
amount  expended  at  Delta  Point  was  $389,486.08. 

When  Vicksburg  Harbor  was  placed  xmder  the  Mississippi  River 
Commission  in  1882,  a  project  was  adopted  for  dredging  a  basin  1,700 
feet  long  by  300  feet  wide  in  front  of  the  city,  with  a  canal  150  feet 
wide  to  connect  it  with  the  river.  Dredging  under  tliis  project 
amounted  to  250,035  cubic  yards  in  1883,  when  discontinued.  It  was 
resumed  in  1888,  under  a  slightly  modified  project,  and  continued 
imtil  1893.  Durinff  the  latter  period  the  oredging  amounted  to 
1,729,994  cubic  yar^,  inaking  a  total  of  2,080,029  cubic  yards  of  exca- 
vation. In  1888  pile  dikes  were  built  at  the  north  end  of  the  basin 
and  along  the  west  side  of  the  canal,  aggregating  6,800  feet  in  len^h. 
The  expenditures  for  Vicksburg  Harbor  were  $442,724.77,  which, 
added  to  the  amount  expended  at  Delta  Point,  makes  a  total  of 
$832,210.85.  The  improvement  of  Vicksburg  Harbor  was  transferred 
to  the  Engineer  Department  under  a  provision  of  the  river  and  harbor 
act  of  August  18,  1894. 

The  existing  project,  adopted  by  Congress  in  the  river  and  harbor 
act  of  July  13,  1892,  contemplated  opening  a  new  mouth  or  outlet  for 
Yazoo  River  from  its  original  moutn  on  Old  River  (9.8  miles  above 
the  former  outlet  to  the  Mississippi)  through  deep  water  down  the 
wrong  end  of  Old  River,  thence  across  a  neck  of  low  land  between  Old 
River  and  Lake  Centennial  and  around  the  head  of  De  Soto  Inland 
and  down  the  east  arm  of  Lake  Centennial  to  the  Mississippi  River, 
entering  it  upon  the  channel  side  at  Eieinston  Landing. 

Lake  Centennial  is  the  old  bend  of  the  Mississippi  River  cut-off  in 
1876,  and  De  Soto  Island^  prior  to  the  cut-off,  was  the  Louisiana 
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peninsula,  around  which  the  river  flowed.  The  estimate  of  cost — 
$1^00,000 — was  revised  in  1893  and  reduced  to  $1,200,000. 

The  work  was  completed  in  1905  at  a  cost  of  $1,179,210.87.  Subse- 
quent expenditures  for  maintenance  amount  to  $34,788.58.  The  new 
outlet  was  opened  in  the  spring  of  1903;  iminterrupted  navigation  of 
Vicksburg  Harbor  has  been  maintained  for  six  years,  and  the  new 
mouth  or  Yazoo  River  has  been  open  to  boats  of  6  feet  draft  at  mean 
low  water.  The  extreme  range  between  high  and  low  water  at  Vicks- 
b\ug  is  59  feet,  but  the  usual  variation  is  about  45.3  feet. 

The  chief  features  of  this  work  were  the  purchase  of  1,155.54  acres 
of  land  for  right  of  way  of  the  main  cut  from  Old  River  to  Lake  Cen- 
tennial ;  the  clearing  and  grubbing  of  the  entire  route;  the  excavation 
by  dredging  of  6,229,281  cubic  yards  of  earth  in  opening  the  new 
outlet,  of  which  about  934,000  cubic  yards  was  usea  for  building  a 
dam,  above  ordinary  low  water,  across  the  west  arm  of  Lake  Centen- 
nial from  mouth  of  the  main  cut  to  head  of  De  Soto  Island,  and  con- 
structing a  levee  containing  429,677  cubic  yards  from  mouth  of  the 
canal  at  Kleinston  westward  along  West  Pass  bar  (which  separates 
the  west  arm  of  Lake  Centennial  from  Mississippi  River)  to  within 
about  4,500  feet  of  King  Point. 

The  work  performed  during  the  fiscal  year  ending  June  30,  1909, 
was  for  maintenance,  principally  for  repairs  and  protection  of  the 
West  Pass  levee.  Expenditures  of  $40,000  for  revetment  of  West 
Pass  levee  on  the  lake  side,  to  protect  it  from  wave  wash,  and  to 
replace  decaying  wooden  bulkheads,  and  $4,000  for  surveys,  were 
authorized  and  allotments  for  the  purposes  were  made  under  section  1 
of  the  river  and  harbor  act  of  March  3,  1909.  The  revetment  was 
partially  built  in  April  and  May,  1909.  1,194  squares  having  been 
paved.  It  will  be  completed  during  the  fiscal  year  1910,  and  the 
surveys  will  be  made  during  the  period  of  low  water. 

The  annual  commerce  of  Yazoo  River,  its  tributaries,  and  Vicks- 
burg Harbor,  as  reported  for  seven  years,  varied  between  222,792  and 
441,765  tons,  the  estimated  values  of  which  ranged  from  $6,801,000 
to  $13,272,000  per  annum.  The  average  of  the  commerce  was  321,594 
tons  per  annum,  and  the  average  value  $8,753,650. 

Maps  of  the  work  at  Delta  Point  have  been  published  in  Annual 
Reports  of  the  Chief  of  Engmeers  for  1883,  1884,  1888,  1889,  1893. 
and  1900.  Maps  of  Vicksburg  Harbor  accompany  the  reports  or 
1878  (p.  644),  1883,  1884,  1888,  1890,  and  1893.  Maps  showmgwork 
under  the  existing  project  for  diverting  the  mouth  of  Yazoo  Kiver, 
etc.,  accompany  the  reports  of  1893,  1894,  1901,  and  1902.  Fifteen 
photographs  were  printed  in  the  report  for  1900. 

The  estimated  amount  that  can  be  profitably  expended  in  the  fiscal 
year  ending  June  30, 191 1,  will  be  applied  to  maintenance  by  dredging 
m  Old  River. 
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July  1, 1908,  balance  unexpended $7, 844. 71 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 44,000.0(1 

51,844.71 
June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement   21, 844. 16 

July  1, 1909,  balance  unexpended 30, 000. 55 

July  1,  1909,  outstanding  liabilities 402. 31 

July  1, 1909,  balance  available 29,598.24 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 8,000.00 

Siibmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  6.) 

6.  Yazoo,  TdUdhatchie,  CoJdwaier,  and  Big  Sunflower  rivers,  and 
TchuUi  Lake,  Mississippi. — ^These  improvements  were  consolidated  hj 
river  and  harbor  act  of  June  13,  1902.  The  same  kind  of  work  is 
required  in  all,  i.  e.,  the  removal  of  wrecks,  snags,  stumps,  tree  slides, 
sunken  logs,  leaning  timber,  etc.,  for  maintenance  of  navigation. 

(a)  Yazoo  River. — ^Before  improvement  the  period  of  navigation 
was  limited  to  high  stages  on  which  steamboats  could  pass  the  wrecks 
of  gunboats,  steamers,  and  raft  sunk  during  the  civil  war.  The  chan- 
nel was  much  obstructed  also  by  snags,  stumps,  tree  slides,  leaning 
timber,  etc. 

The  project  entered  upon  March  3,  1873,  contemplated  removing 
obstructions  to  give  ease  and  safety  to  navigation.  Subsequent  acts 
of  Congress  provided  for  continmng  the  improvement  and  for  main- 
tenance. There  is  no  practical  distmction  between  improvement  and 
maintenance*  as  flooas,  sliding  and  caving  banks,  and  the  rapid 
growth  of  vegetation  alon^  alluvial  streams  of  this  kind  constantly 
add  obstructions  and  render  a  continuance  of  snagging  operations 
necessary  in  the  interest  of  safe  and  uninterrupted  navigation. 

The  total  expenditure  to  June  30,  1909  (including  $203.26  derived 
from  sales),  was  $404,508.94,  which  has  resulted  in  safe  and  uninter- 
rupted navigation  from  mouth  to  head  of  the  river  the  year  round 
for  more  than  twenty-five  years.  Steamboats  of  3^  feet  draft  navi- 
gate the  river  at  mean  low  water  without  serious  difficulty. 

During  the  fiscal  year  ending  June  30,  1909,  snagging  operations, 
etc.,  for  maintenance,  extended  over  the  entire  river. 

The  range  between  high  and  low  water  at  Yazoo  City  is  40.8  feet. 
It  is  proposed  to  apply  the  available  funds  to  continuing  work  for 
maintenance  of  the  improvement. 

The  estimated  amount  that  can  be  profitably  expended  in  the  fiscal 

J  ear  ending  Jime  30,  1911,  in  addition  to  the  balance  imexpended 
uly  1,  1909,  will  be  applied  to  removal  of  obstructions,  including 
snags,  overhanging  trees,  drift,  etc^  and  the  maintenance  and  opera- 
tion of  snag  and  dredge  boats.  Tnis  additional  work  is  for  mainte- 
nance and  extension  of  benefits. 
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July  1, 1908,  balance  unexpended $65,059.18 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 10,000.00 

Amount  received  from  sales  of  property 92. 80 


June  30, 1909,  amount  expended  during  fiscal  year: 

For  constructing  sna^  boat $12, 363. 17 

For  maintenance  of  improvement 20, 094. 49 

Amount  transferred  to  Tallahatchie  and  Cold  water  rivers .      1, 500. 00 


76,151.98 


33, 957. 66 


July  1, 1909,  balance  unexpended 41, 194. 32 

July  1, 1909,  outstanding  liabilities 813. 92 

July  1, 1909,  balance  available 40, 380. 40 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (o) 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  TaJlaJiaicMe  and  CMdwater  rivers. — Before  improvement  Tal- 
lahatchie River  was  navigable  to  Sharkey,  about  65  miles  above  its 
mouth,  for  six  months  of  the  year,  but  passage  was  difficult  and  dan- 
gerous on  account  of  the  number  of  obstructions  in  the  channel  and 
along  the  banks,  and  the  wreck  of  the  ocean  steamship  Star  of  the 
West  J  sunk  February^  1863, 8  miles  above  the  mouth.  Above  Sharkey 
the  growth  of  leanmg  timber  was  so  dense  and  the  channel  so 
obstructed  by  snags,  etc.,  that  that  part  of  the  stream  practically  was 
unnavigable.  The  same  conditions  continued  up  the  Coldwater 
River. 

The  project  entered  upon  March  3,  1879,  contemplated  removing 
obstructions  in  Tallahatchie  River  from  the  head  of  Yazoo  River  to 
the  mouth  of  Coldwater  River  and  up  the  Coldwater  about  80  miles 
to  Yazoo  Pass.  Work  in  the  Coldwater  River  was  abandoned  in 
1881,  but  was  resumed  under  a  provision  of  the  river  and  harbor  act 
of  March  3,  1905. 

The  amount  expended  to  June  30, 1909  (including  $40  derived  from 
sales),  was  $84,031.36,  and  the  work  performed  permits  steamboats 
of  3  feet  draft  to  run  to  Sharkey  the  year  round  and  intotDoldwater 
River  at  moderately  high  stages. 

Marks,  on  Coldwater  River,  is  considered  the  present  head  of  navi- 
gation, and  boats  rarely  run  above  that  place. 

During  the  fiscalyear  ending  June  30,  1909,  work  for  the  removal 
of  obstructions  in  Tallahatchie  River  was  continued  between  Minter 
City  and  Yazoo  River,  68^  miles,  benefitting  navigation  materially. 

Work  in  Coldwater  River  extended  from  its  mouth  upstream  to 
Yazoo  Pass,  but  was  not  thorough  on  account  of  interruptions  and 
unfavorable  conditions  caused  by  high  stages. 

Operations  for  maintenance  will  be  continued  with  the  available 
funds. 

o  See  consolidated  money  statement  on  page  531. 
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The  estimated  amount  that  can  be  profitably  expended  during  the 
fiscal  year  ending  June  30,  1911,  in  addition  to  the  balance  unex- 
pended July  1,  1909,  will  be  applied  to  the  removal  of  obstructions, 
mcluding  snags,  overhanging  trees,  drift,  etc.,  and  the  maintenance 
and  operation  of  snag  and  dredge  boats.  This  additional  work  is  for 
maintenance  and  extension  of  benefits. 

July  1, 1908,  balance  unexpended $2,411.89 

Amount  transferred  from  allotment  for  Yazoo  River 1, 500. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 10,000.00 

Amount  received  from  sales  of  property ^ 40. 00 

13,951.89 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 943. 25 

July  1,  1909,  balance  unexpended 9, 008. 64 

July  1,  1909,  outstanding  liabilities 1, 127. 85 

July  1, 1909,  balance  available , 7, 880. 79 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (a) 

Submitted  in  compliance  with  requirements  of  sundrj'  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Tallahatchie  River  above  mouth  of  Coldwater  River  to  BatesviUe. — 
To  comply  with  requirements  of  river  and  harbor  acts  of  1880,  1881, 
and  1882,  a  total  expenditure  of  $10,000  was  made  to  clear  this 
stretch  of  obstructing  trees,  stumps,  and  snags,  after  which  work  was 
discontinued  by  the  United  States.  Commerce  was  revived  in  1904, 
and,  after  the  worst  obstructions  had  been  removed  by  popular  sub- 
scription, about  2,100  tons  of  stave  and  spoke  billets  and  other 
freight,  valued  at  $100,000,  was  transported  oy  steamboat. 

The  project  entered  upon  March  2,  1907,  contemplated  an  expendi- 
ture of  $2,000  a  year  for  a  series  of  years  to  put  the  river  in  such 
condition  that  boats  plying  the  lower  Tallahatchie  can  safely  run  to 
BatesviUe  for  five  to  seven  months  of  the  year,  eventually  the  cost 
of  maintenance  to  be  reduced  to  $1,000  per  year. 

The  total  amount  expended  to  June  30,  1909,  was  $13,824.89. 
The  work  was  resumed  in  May,  1907,  after  a  lapse  of  twenty-five 
years,  and  was  continued  downstream  to  the  mouth  of  Coldwater 
Kiver.  The  chief  obstructions  to  navigation  were  removed  and  the 
stretch  placed  in  fairly  good  navigable  condition.  The  cost  of  this 
maintenance  was  $3,824.89;  and  the  work  proved  heavier  and  more 
difficult  than  was  anticipated. 

No  work  was  performed  during  the  fiscal  year  1909  for  lack  of 
funds  during  the  period  of  low  water. 

The  recent  allotment  and  the  estimated  amount  that  can  be 
profitably  expended  during  the  fiscal  year  ending  June  30,  1911, 
will  be  applied  to  the  removal  of  obstructions,  including  snags, 
overhanging  trees,  drift,  etc.,  and  the  maintenance  and  operation  or 
snag  and  dredge  boats.  This  additional  work  is  for  maintenance 
and  extension  of  benefits. 

a  See  consolidated  money  statement  on  page  531. 
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July  1, 1908,  balance  unexpended $175. 11 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 5,000.00 

July  1,  1909,  balance  unexpended 5, 175. 11 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bakuice  unex- 
pended July  1, 1909 (o) 

Submitted  in  compliance  with  requirementB  of  pundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  of  1899. 

(d)  Big  Sunflower  River, — Before  improvement  this  stream  was 
navigable  about  six  months  of  the  year,  but  was  obstructed  bv  snags, 
sunken  logs,  sand  bars,  and  shoals;  navigation  was  impeded  oy  lean- 
ing timber,  and  at  many  places  the  channel  was  so  choked  with  ob- 
structions and  so  narrow  that  it  afforded  passage  for  the  smallest 
craft  only. 

The  project  entered  upon  March  3, 1879,  contemplated  the  removal 
of  obstructions  between  the  mouth  and  Clarksdale,  about  180  miles, 
and  the  building  of  inexpensive  pile  and  brush  wing  dams  to  scour 
depths  of  about  40  inches  at  the  bars.  Prior  to  the  building  of  the 
Mississippi  River  levees,  and  since,  when  crevasses  in  the  levees 
occurrea,  this  stream  carried  large  quantities  of  overflow  water  and 
its  section  was  increased  thereby.  In  this  enlarged  bed  the  normal 
river  at  low  stages  now  flows  between  secondary  banks  and,  as  a  rule, 
the  main  banks  are  not  overtopped  by  floods,  except  near  the  mouth, 
where  the  flood  height  is  affected  bj  oackwater  from  the  Mississippi. 

On  account  of  the  changed  conditions,  the  river  and  harbor  act  of 
March  2,  1907,  placed  the  upper  Umit  or  improvement  at  the  mouth 
of  Hushpuckena  River,  about  30  miles  below  Clarksdale;  authorized 
a  continuation  of  the  work  of  removing  obstructions  below  that  point, 
and  an  improvement  of  the  lower  section,  below  Baird,  about  87 
miles,  with  a  view  to  obtaining  a  navigable  depth  of  3  feet  by  means 
of  the  closure  of  outlets  and  more  extensive  contraction  works.  The 
estimates  of  cost  for  work  below  Baird  were  $75,000  for  the  necessary 
closing  dams,  about  $10,000  per  year  for  five  years  for  continuation 
of  the  open-river  work,  and  $5,000  per  year  thereafter. 

The  amount  expended  to  June  30, 1909,  was  $166,375.20.  The  cut- 
ting of  leaning  timber,  removal  of  channel  obstructions,  and  the 
bunding  and  renewal  of  wing  dams  at  the  bars  maintained  naviga- 
tion in  the  lower  100  miles  of  river,  and  enabled  boats  of  30  inches 
draft  to  run  to  Woodbum,  about  77  miles  above  the  mouth,  at  mean 
low  water.  Faisonia,  about  100  miles  above  the  mouth,  is  considered 
the  head  of  navigation.  A  contract  was  entered  into  November  12, 
1907,  for  closing  the  chutes  in  lower  Big  Sunflower  River,  requiring 
118,755  cubic  vards  of  levee  embankment,  and  the  work  has  now 
been  completea. 

During  the  fiscal  year  ending  June  30,  1909,  operations  for  main- 
tenance continued  during  the  period  of  low  water,  between  the  mouth 
of  Big  Sunflower  River  and  a  point  4  miles  above  Baird,  and  con- 
sisted of  the  removal  of  snags,  leaning  timber,  etc.,  obstructing  nav- 
igation and  the  construction  and  repair  of  wing  dams  at  shoal  places. 

The  contract  for  closing  the  chutes  in  lower  Big  Sunflower  River 
was  completed  February  20,  1909. 

o  See  consolidated  money  statement  on  page  631. 
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It  is  proposed  to  apply  the  twailable  funds  and  the  additional  ap- 
propriation recommended  to  a  continuance  of  snag^ng  operations 
and  the  building  and  repair  of  wing  dams  where  required. 

July  1,  1908,  balance  unexpended $85, 478. 68 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 48, 853. 88 

July  1,  1909,  balance  unexpended 36, 624. 80 

July  1, 1909,  outstanding  liabilities 1, 582. 17 

July  1, 1909,  balance  available 35, 042. 63 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(e)  Tchula  Lake. — This  is  an  arm  of  Yazoo  River,  about  60  miles 
long,  add  east  of  Honey  Island,  in  Holmes  County.  Before  improve- 
ment it  was  obstructed  its  entire  length  by  a  network  of  snags, 
heavy  leaning  timber,  and  a  thick  growth  of  brush  along  both  banks. 

The  project  adopted  March  3,  1881,  contemplated  removal  of  the 
obstructions  to  prolong  the  navigable  period  and  to  permit  light- 
draft  steamboats  to  pass  through  the  lake  earlier  in  the  cotton  season. 

The  amount  expended  to  June  30, 1909,  was  $31,962.09.  The  work 
was  practically  completed  and  the  stream  put  in  safe  navigable  con- 
dition in  1895  at  an  expenditure  of  $21,000.  Since  1902  $10,962.09 
has  been  expended  for  maintenance. 

Durinff  the  fiscal  year  ending  June  30, 1909,  work  for  maintenance 
extended  from  the  bead  of  the  lake  downstream  about  35  miles  to 
near  Black  Bayou,  and  consisted  of  the  removal  of  snags,  leaning 
trees,  etc.,  obstructing  navigation. 

The  available  funds  will  be  applied  to  continuing  work  for  mainte- 
nance. 

The  estimated  amount  that  can  be  profitably  expended  during  the 
fiscal  year  ending  June  30,  1911,  in  addition  to  the  balance  unex- 
pended July  1,  1909,  will  be  applied  to  the  removal  of  obstructions, 
mcluding  snags,  overhanging  trees,  drift,  etc.,  and  the  maintenance 
and  operation  of  snag  and  dredge  boats.  Tliis  additional  work  is  for 
maintenance  and  extension  of  benefits. 

July  1,  1908,  balance  unexpended $4,290.65 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 5,000.00 

9, 290.  65 
June  30, 1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement      3,252.74 


July  1, 1909,  balance  unexpended 6, 037.  91 

July  1,  1909,  outstanding  liabilities 80. 00 

July  1, 1909,  balance  available 5, 957.  91 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

a  See  consolidated  money  statement  on  page  531, 
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ThjB  chief  shipments  of  Yazoo  River  and  tributaries  are  cotton, 
cotton  seed,  staves,  timber,  etc.,  with  return  freights  of  general  mer- 
chandise and  plantation  supplies.  The  commerce  of  eighteen  years 
ranges  between  102,098  and  544,503  tons  annually,  with  values  esti- 
mated at  $2,840,000  to  $9,198,000,  the  average  being  241,573  tons, 
valued  at  $6,590,330.     - 

Freight  rates  on  cotton  by  boat  are  about  50  per  cent  less  than  by 
rail ;  on  cotton  seed  about  33  J  per  cent  less.  Live-stock  shipments  bv 
boat  cost  about  one-third  of  the  railroad  rates,  and  grain,  flour,  meal, 
and  provisions  shipped  by  boat  cost  about  50  per  cent  less  than  by 
rail.  To  inland  points  the  railroad  rates  are  largely  in  excess  of  boat 
rates  for  the  same  distance.  Large  quantities  of  timber  are  rafted 
which  could  not  be  reached  by  rail. 

A  rfeumfi  of  the  work  performed  in  Yazoo,  Tallahatchie,  and  Big 
Sunflower  rivers  is  given  m  the  Report  of  the  Chief  of  Engineers  for 
1896,  pages  1613,  1626,  and  1630.  A  r6sum6  of  work  in  Coldwater 
River  is  given  in  the  Report  of  the  Chief  of  Engineers  for  1885,  page 
1518.  Subsequent  annual  reports  of  the  district  oflicers  give  each 
year's  operations  only. 

An  index  to  reporte  of  examinations  and  surveys  was  published  in 
the  Report  of  the  Chief  of  Engineers  for  1904,  page  397.  Reports  of 
examinations  of  Tallahatchie  River  above  mouth  of  Coldwater  to 
Batesville,  and  of  Big  Sunflower  River,  made  in  1905,  were  printed 
in  House  Documents  Nos.  147  and  667,  Fifty-ninth  Congress,  first 
session.  Reports  of  an  examination  and  survev  of  Big  Sunflower 
River  from  near  Baird  to  mouth  of  Hushpuekena  lliver,  made  in  1907 
and  1908,  were  printed  in  House  Document  No.  1251,  Sixtieth  Con- 
gress, second  session. 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $157, 415. 51 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 30,000.00 

Amount  received  from  sales  of  property 132.  80 

187, 548.  31 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  constructing  snag  boat $12, 363. 17 

For  maintenance  of  improvement 77, 146.  36 

89, 507.  53 


July  1, 1909,  balance  unexpended 98, 040.  78 

July  1,  1909,  outstanding  liabilities 3,603.94 

July  1, 1909,  balance  available 94, 436.  84 

Amount  that  can  be  |)rofitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 57, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  6.) 

7.  Removiihg  sunken  vessels  or  craft  obstructing  or  endanaering  navi- 
gation.— During  the  fiscal  year  the  wreck  of  the  steamer  J.  A.  Townes 
was  removed  from  Yazoo  River  at  a  cost  of  $118.86.  The  cost  of 
the  work  was  afterwards  paid  by  the  owners  of  the  vessel  and  the 
amount  received,  $118.86,  was  deposited  in  the  Treasury  to  the 
credit  of  miscellaneous  receipts. 
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EXAMINATION   AND   SURVEY   MADE   IN   COMPLIANCE    WITH    RIVER  AND 
HARBOR  ACT   APPROVED   MARCH   2,    1907. 

Reports  dated  October  16, 1907,  and  October  20, 1908,  respectively, 
on  preliminar}^  examination  and  survey  of  Big  Sunflower  River, 
Mississippiy  from  near  Baird  to  the  mouth  of  the  nushpuchena  River, 
etc.,  required  by  the  river  and  harbor  act  of  March  2,^1907,  were  duly 
submitted  by  the  district  officer.  T  hey  were  reviewed  by  the  Board 
of  Engineers  for  Rivers  and  Harbors,  pursuant  to  law,  and  were 
transmitted  to  Congress  and  printed  in  House  Document  No.  1251, 
Sixtieth  Congress,  second  session.  The  locality  is  not  considered 
worthy  of  improvement  at  the  present  time  in  tfie  manner  proposed. 

IMPROVEMENT   OF   RIVERS   AND   HARBORS   IN   THE   LITTLE   ROCK, 
ARKANSAS,  DISTRICT. 

This  district  was  in  the  charge  of  Capt.  W.  D.  Connor,  Corps  of  Engi- 
neers, to  October  31, 1908;  of  Capt.  G.  R.  Lukesh,  Corps  of  Engineers, 
from  October  31,  to  December  7,  1908;  and  of  Maj.  M.  L.  Walker, 
Corps  of  Engineers,  since  the  latter  date.  Division  engineer.  Col. 
W.  H.  Bixby,  Corps  of  Engineers. 

1.  ArJcansas  River,  Arkansas, — In  its  original  condition  the  channel 
of  the  river  was  greatly  obstructed  by  shifting  sand  bars  and  numer- 
ous snags  in  its  lower  reaches,  and  by  gravel  and  rock  shoals  and 
some  snags  in  its  upper  reaches.  Navigation  was  difficult  and  uncer- 
tain at  medium  and  low  stages,  and  during  periods  of  extreme  low 
water  was  impossible. 

Prior  to  act  of  Congress  approved  June  13,  1902,  the  work  on 
this  river  was  carried  on  under  two  general  projects — one  entitled 
'*  Removing  obstructions  in  Arkansas  Kiver,  Arkansas  and  Kansas," 
the  other  'Improving  Arkansas  River,  Arkansas." 

The  original  project  for  '*  Removing  obstructions  in  Arkansas 
River,  Arkansas  and  Kansas"  (act  July  3,  1832),  wasio  remove  snags 
and  wrecks.  Subsequently  this  project  was  enlarged  to  include  re- 
moving bars  by  wing  dams,  and  many  of  the  appropriations  were 
made  for  this  work  in  combination  with  other  nvers.  By  act  of 
March  3,  1879,  Congress  adopted  an  additional  project — that  of 
improving  the  river  between  Fort  Smith,  Ark.,  and  V/ichita,  Kans., 
by  removing  the  snags  and  rocks  and  constructing  dams  at  some  of 
the  worst  shoals.  Later  these  projects  were  merged  into  one,  making 
the  project  extend  from  the  mouth  of  the  river  to  Wichita.  Under 
these  projects  there  was  expended  to  June  30,  1902,  $968,256.81. 

The  onginal  projects  for  '*  Improving  Arkansas  River,  Arkansas," 
were  local  and  had  in  view  the  permanent  improvement  of  the  river 
at  Fort  Smith,  Van  Buren,  Dardanelle,  and  Pine  Bluff.  By  act  of 
August  11,  1888,  Congress  adopted  a  general  project,  namely: 

That  the  Secretary  of  War  shall  expend  the  appropriation  under  this  head  with 
reference  to  the  final  improvement  of  this  river  as  contemplated  in  the  Report  of 
the  Chief  of  Engineers  for  the  year  ending  July  first,  eighteen  hundred  and  eighty- 
five,  and  as  authorized  in  the  act  for  the  improvement  of  rivers  and  harbors  approved 
Axigust  fifth,  eighteen  hundred  and  eighty-six,  and  in  House  Executive  Document 
Numbered  Ninety,  Forty-ninth  Congress,  first  session;  said  methods  to  be  applied 
as  the  Secretary  of  War  may  direct  at  such  points  between  Wichita,  Kansas,  and 
the  navigable  mouth  of  the  Arkansas  River  at  its  junction  with  the  Mississippi  River, 
as  he  may  deem  for  the  best  interest  of  commerce. 
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The  "said  methods''  referred  to  in  the  act  were  "to  remove  rock 
and  travel  reefs  by  blasting  and  dredging,  to  contract  the  channel 
by  dikes  and  dams,  permeaole  or  solid,  or  such  construction  as  the 
local  conditions  require,  and  to  hold  the  channel  so  obtained  by 
revetment  where  necessary."  The  improvement  authorized  by  the 
act  covers  771  miles,  wmle  estimates  have  been  rendered  for  708 
miles,  thus  making  the  (estimated  cost  of  the  improvement  under 
this  project  indefSiite.  Act  of  August  18,  1894,  authorized  the 
operation  of  snag  boats  under  this  head  in  addition  to  similar  opera- 
tions under  the  project  "Removing  obstructions  in  Arkansas  River, 
Arkansas  and  Kansas."  To  the  close  of  the  fiscal  year  ending  June 
30,  1902,  there  had  been  expended  under  the  general  project  tor  im- 
proving Arkansas  River,  Arkansas,  $903,311.93  for  original  construc- 
tion, $314,119.14  for  maintenance,  and  $63,397.32  for  operating  snag 
boats,  making  the  total  amount  $1,280,828.39. 

Act  of  Congress  approved  June  13,  1902,  merged  these  two  general 
projects  into  one,  which  makes  the  existing  project  in  substance: 
"The  improvement  of  the  river  from  its  mouth  to  the  head  of  naviga- 
tion by  snagging  operations,  by  dredging  operations,  and  by  contrac- 
tion works,  nolding  the  improved  channel  by  revetment  where  neces- 
san^."     No  definite  estimate  of  cost  can  be  given. 

The  river  and  harbor  act  of  March  2, 1907,  made  available  for  main- 
tenance of  this  improvement  amounts  previously  appropriated  for 
work  in  vicinitv  of  Kedfork  levee  or  set  apart  for  dredging.     The  act 

Erovided  also  for  an  examination  of  the  river  to  Muskogee,  Ind.  T., 
y  a  Board  of  Engineers,  with  a  view  to  devising  a  plan  for  further 
improvement,  and  made  a  conditional  appropriation  for  work  at  Pine 
Bluff,  if  deemed  by  the  Board  to  be  necessary  in  the  interest  of 
navigation.  Funds  from  this  appropriation  were  applied  to  work  in 
pursuance  of  the  Board's  recommendation,  and  report  on  the  subject 
will  be  found  on  pages  538  and  539  of  this  report  under  the  heading 
"Arkansas  River  at  Pine  Bluff  and  White  River  at  Augusta  Narrows, 
Arkansas." 

To  June  30,  1909,  there  had  been  expended  imder  the  consolidated 
project  for  Arkansas  River  $227,795.57,  of  which  $169,204.29  was 
for  operating  snag  boats,  $38,121.28  for  operating  a  hydraulic  dredge, 
and  $20,470  for  maintaining  works  or  permanent  improvement. 
The  total  expenditures  imder  all  projects  to  June  30,  1909,  is 
$2,476,880.77,  of  which  $1,200,858.42  is  for  operating  snag  boats, 
$38,121.28  is  for  operating  a  hydraulic  dredge,  $903,311.93  for 
original  construction  of  works  of  permanent  improvement,  and 
$334,589.14  for  maintenance  of  those  works.  Other  expenditures 
on  this  river  are  shown  in  this  report  under  the  headings  Arkansas 
River  at  Pine  Bluff  and  White  Kiver  at  Augusta  Narrows,"  page 
538  of  this  report,  and  "Arkansas  River  at  Pine  Bluff,"  page  539  of 
this  report.  After  expending  $1,237,901.07  in  the  construction  and 
maintenance  of  works,  the  permanent  improvement  of  the  stream 
was  abandoned  before  completing  the  project.  Snagging  operations 
have  improved  the  channel  in  the  permanent  reaches;  in  other 
localities  the  improvement  has  been  temporary  and  must  be  repeated 
from  time  to  time. 

Fort  Gibson,  on  Grand  River,  2  miles  above  its  mouth  and  463 
miles  from  the  mouth  of  the  Arkansas  River,  is  the  head  of  steam- 
boat navigation.  The  duration  of  the  navigable  periods  of  the  river 
varies  greatly  in  different  years.     Occasionally  there  are  periods  of 
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very  low  water,  when  navigation  will  be  suspended  throughout  the 
len^h  of  river,  and  then  there  will  be  times  when  it  is  possible  to 
maintain  3-foot  navigation  through  to  Fort  Gibson  all  the  year. 
Generally  the  maximum  draft  that  can  be  carried  at  ordinary  low 
water  is  3  feet  from  the  mouth  of  the  river  to  Pendleton  (42) ;  2  feet 
from  Pendleton  (42)  to  Swan  Lake  (80);  H  ^^t  from  Swan  Lake 
(80)  to  Webbers  Falls  (430) ;  and  1  foot  from  Webbers  Falls  (430)  to 
mouth  of  Grand  River  (461).  The  periods  of  navigation  by  steam- 
boats are  of  about  the  following  averages: 


Months  a 
year  for  4- 
loot  draft 


Months  a 
year  for  2- 
loot  draft. 


Mouth  to  Swan  Lake  (80  miles) 

Mouth  to  Little  Rock  (174  miles)... 
Mouth  to  Grand  River  (461  miles).. 


10 


The  range  between  extreme  high  water  and  extreme  low  water  at 
Fort  Smith,  Ark.,  is  35.5  feet;  at  Little  Rock,  Ark.,  28.5  feet;  and 
at  the  mouth  of  tne  river  where  the  stages  are  controlled  by  those  of 
the  Mississippi  the  extreme  range  is  53.7  feet. 

The  operations  of  this  fiscal  year  consisted  in  snagging  operations, 
and  in  dredging  operations  with  a  hydrauUc  dredge  borrowed  from 
the  Mississippi  River  Commission.  The  snag  boats  Arkansas  and 
C.  B,  Reese  operated  below  Spadra  (290)  j  removing  2,217  snags  from 
the  channel,  cutting  22,038  trees  on  caving  banks,  and  breaking  up 
9  drifts.  A  chopping  party  working  between  Fort  Smith  (369)  and 
mouth  of  Grand  River  (461)  removed  912  snags,  cut  320  trees,  and 
destroyed  35  drift  piles.  The  hydraulic  dredge  Gamma  was  operated 
at  three  localities,  but  the  principal  work  was  done  at  Rob  Roy  (99). 
Here  the  main  channel  of  the  nver  had  left  the  draw  spans  of  the 
railway  bridge  and  only  a  secondary  channel  behind  a  middle  bar 
aflforded  a  passage  for  boats  through  the  draw  openings  of  the 
bridge.  The  dredge  opened  this  secondarv  channel,  ana  notwith- 
standing this  unfavorable  condition  the  dredged  channel  has  re- 
mained open  to  the  close  of  this  fiscal  year,  out  for  fifteen  day^ 
(October  10-24)  during  the  lowest  water  period  of  this  fiscal  year 
the  dredged  cut  did  not  afford  a  navigable  channel.  The  dredged  cuts 
made  at  the  other  two  locaUties  were  obliterated  in  the  freshet  of 
October  25-November  3,  1908.  Because  of  having  to  return  the 
borrowed  dredge  to  the  Mississippi  River  Conunission  about  the  1st 
of  August  each  year  there  has  been  no  opportunity  in  the  two 
seasons  it  has  been  operated  in  this  river  to  fuUv  try  out  its  work 
during  low-water  penods;  but  judging  from  sucn  dredging  as  has 
been  done  it  appears  that  by  such  operations  much  material  aid  can 
be  given  to  navigation  by  lengthening  the  navigable  periods  of  the 
river.  The  district  oflScer  recommends  that  two  dredges  be  pro- 
vided for  the  river  below  Little  Rock.  174  miles. 

The  Muskogee-Oklahoma  Packet  Company,  which  was  organized 
for  the  purpose  of  operating  a  boat  line  between  Fort  Smith  and 
Muskogee,  built  a  boat  but  did  no  business  during  the  year.  The 
Little  Kock  Packet  Company  has  been  organized  for  the  purpose  of 
operating  a  boat  line  out  of  Little  Rock.  It  has  purchased  two  boats. 
The  Arkansas  River  Packet  Company  became  bankrupt  during  the 
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year  and  the  Memphis  and  Pine  Bluff  Packet  Company  has  taken  its 
place. 

Commercial  statistics ^  year  ending  May  SI, 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1894 

63,563 
60,498 
54,261 
66,077 
58,578 
68,067 
75,654 
71,998 

12,846,395 
2,380,420 
2,408,720 
1,657,218 
1,626,756 
2,470,131 
2,078,940 
2,623,797 

1902 

40,557 
86,068 
92,041 
86,458 
103,214 
104.593 
103.919 
92,455 

SI,  630, 297 

1895 

i9o;i 

2,389,020 

1806 

1904 

2,078,893 

1897 

1905 

1,636,930 

1898 

1906 

1,513,719 

1899         

1907 

2,192,531 

1900 

1908 

3,150,260 

1901 

1909 

2, 122, 105 

Rafted  saw  logs  floated  with  the  current  made  up  60  per  cent  of 
the  commerce  reported  and  represent  6  per  cent  of  the  estimated 
value.  Plantation  products  and  supplies  and  timber  products  made 
up  the  steamboat  commerce.  It  does  not  appear  that  the  improve- 
ment of  the  river  in  late  years  has  had  any  marked  effect  on  intra- 
state freight  rates,  either  oy  water  or  hj  rail.  In  1900  and  1901  the 
improvement  of  the  river  reached  its  highest  state  of  development. 
Since  that  time  the  permanent  works  have  been  permitted  to  deterio- 
rate, and  the  snag  boats  working  alone  have  not  been  able  to  extend 
the  development  any.  The  intrastate  rail  rates  are  controlled  by  a 
state  railway  commission  and  are  based  on  a  *' standard  distance 
tariff,"  and  the  river  is  not  taken  into  consideration  in  making  this 
tariff.  This  statement  appUes  to  all  the  rivers  in  the  State  of 
Arkansas. 

The  balance  available  July  1,  1909,  will  be  expended  in  snagging 
operations.  The  amount  estimated  for  the  fiscal  year  June  30,  1911, 
is  for  snagging  operations,  procuring  additional  plant,  and  maintain- 
ing permanent  works  at  Pine  Bluff.  The  **  additional  plant*'  referred 
to  is  a  smalL  snag  boat  to  cost  $30,000  for  use  in  the  upper  Arkansas, 
but  for  reasons  stated  by  the  district  officer  this  expenditure  can  be 
postponed  until  a  further  need  of  the  boat  is  shown.  The  district 
oflBcer  states  that  there  is  a  permanent  need  for  a  revetment  plant  on 
this  river  for  use  in  maintaining  works  already  built  as  well  as  for  use 
in  preventing  cut-offs.  He  makes  no  estimate  of  the  cost  of  a  suit- 
able plant,  presumably  withholding  such  estimate  until  Congress 
takes  some  action  upon  the  reports  of  the  several  preliminary  exami- 
nations that  have  been  ordered  for  this  river. 

References  to  the  principal  examinations  and  surveys  of  this  river 
are  given  on  page  401  of  tne  Annual  Report  for  1904. 

July  1,  1908,  balance  unexpended $53, 397.  85 

Receipts  from  sales 9. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 35,000.00 

88,406.85 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement o  48, 970.  05 

July  1, 1909,  balance  unexpended 39, 436.  80 

July  1, 1909,  outstanding  liabilities 8, 620. 43 

July  1,  1909,  balance  available 30,816.37 


a  Snagging  $33,805.34;  dredgmg,  $15,164.71. 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 o|81,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  1.) 

£,  White  River,  Arkansas. — In  its  original  condition  this  river  was 
much  choked  by  logs,  snags,  and  drift  in  its  lower  reaches,  and  in  its 
upper  reaches — i.  e.,  above  Jacksonport — by  gravel  shoals,  bowlders, 
and  some  snaffs. 

The  original  project  (act  of  March  3,  1871)  was  to  remove  snags 
and  similar  obstructions,  the  work  being  combined  with  similar  work 
on  Black  and  Little  Red  rivers.  Act  of  June  23,  1874,  extended  the 
improvement  to  Forsyth,  Mo.,  the  project  being  to  remove  snags  and 
bowlders  and  to  contract  the  water  width  at  shoals.  During  the 
period  1873-1884  the  snagging  operations  on  the  lower  river  were  in 
connection  with  similar  work  on  St.  Francis  River,  while  the  improve- 
ment above  Jacksonport  was  under  appropriations  confined  to  that 
portion  of  the  stream.  The  act  of  July  5,  1884,  was  the  first  inde- 
pendent appropriation  for  the  river  as  a  whole.  It  readopted  and 
consoHdatea  into  one  the  separate  projects  and  provided  for  a  survey 
with  a  view  to  the  permanent  improvement  of  the  river  from  Forsyth. 
Mo.,  to  the  mouth.  The  project  of  1888  (Annual  Report  of  the  Chier 
of  Engineers  for  1888,  p.  1406)  was  to  deepen  the  water  on  shoals  by 
contracting  the  channel,  and  to  remove  rocks,  bowlders,  and  snags 
from  the  channel,  the  object  being  to  obtain  a  channel  5  reet  deep  at 
low  water  from  the  mouth  to  Newport  and  2  feet  deep  thence  to 
Buffalo  shoals,  at  an  estimated  cost  of  $105,815,  with  an  additional 
amount  of  $8,000  a  year  for  two  or  three  years  for  snagging.  For 
reasons  given  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1891,  page  2049,  the  estimates  were  inadequate  to  accomplish  the 
object.  The  act  of  July  13,  1892,  appropriated  $53,815  to  complete 
the  project,  and  an  additional  sum  or  $21,185  to  be  expended  "in  the 
discretion  of  the  Secretary  of  War."  These  fimds  and  those  appro- 
priated since  have  been  expended  on  the  lines  of  the  project  of  1888, 
with  the  addition  of  dredging  on  the  shoals.  The  act  of  March  3, 
1899,  adopted  a  lock-and-dam  project  for  the  improvement  of  this 
river  above  Batesville,  thus  reducing  the  scope  of  the  former  project 
to  improving  the  river  from  the  mouth  to  Batesville  bv  contracting 
the  channel,  oy  removing  rocks,  bowlders,  and  snags,  and  by  dredging. 

It  is  not  practicable  to  state  the  expenditures  on  tnis  river  when  the 
work  was  carried  on  in  connection  with  other  rivers.  From  the 
separate  appropriations  for  the  whole  river,  or  for  reaches  of  it,  to 
the  close  or  the  fiscal  year  ending  Jime  30,  1909,  there  had  been 
expended  $448,003.13.  Of  this  amount  $362,801.57  had  been 
expended  on  projects  prior  to  March  3,  1899,  and  $85,201.56  had 
been  expended  on  maintenance  of  channel  below  Batesville. 

In  a  few  instances  the  contraction  works  above  Jacksonport  gave  a 
sUght  increase  in  channel  depth,  but  on  the  whole  there  was  not 
enough  improvement  in  the  channel  to  be  of  any  material  benefit  to 
navigation;  the  dredging  between  Jacksonport  and  Batesville  in  fisciJ 

a  This  amount  may  be  reduced  by  $30,000  lor  reasons  given  in  text  above  and  in 
Appendix  W  !• 


Digitized  by  VjOOQ IC 


EIVEB  AND  HARBOB  IMPE0VEMENT8. 


537 


year  1898  made  a  channel  3  feet  deep  during  one  low-water  season, 
but  the  dredging  has  not  been  continued,  no  plant  being  available; 
the  snagging  operations  make  the  natural  deptns  of  the  stream  avail- 
able during  the  low-water  season  in  which  the  snagging  is  done.  The 
winter  and  the  spring  floods  following  bring  other  obstructions  into 
the  stream;  hence  snagging  operations  are  needed  every  year. 

Forsyth,  Mo.  (505  nmes  aoove  the  mouth),  is  the  head  of  steam- 
boat navigation.  From  its  mouth  to  Jacksonport,  264  miles,  the 
river  is  generally  spoken  of  as  being  navigable  at  any  time  for  boats 
of  not  over  3-foot  draft.  Between  Jacksonport  and  Batesville,  where 
Lock  No.  1  of  the  upper  White  River  improvement  is  located,  the 
low-water  channel  depths  are  approximately  16  inches. 

The  range  between  extreme  high  water  and  extreme  low  water 
below  Dam  No.  1  at  Batesville  is  35.5  feet;  at  Jacksonport,  34.4  feet; 
at  Clarendon,  32.5  feet;  and  at  the  mouth  of  the  river  53.7  feet. 

On  page  1668  of  the  Annual  Report  of  the  Chief  of  Engineers  for 
1896  tnere  is  given  the  location  of  all  the  principal  works  built  for  the 
improvement  of  this  river.  Report  of  survey  from  Forsyth,  Mo., 
to  the  mouth,  with  plans  for  improvement,  is  given  in  the  Annual 
Report  of  the  Chief  or  Engineers  for  1888,  page  1406. 

The  snagging  operations  this  fiscal  year  consisted  in  operating  the 
snag  boat  Qtiapaw  three  and  one-half  months  and  the  snag  ooat 
C.  S.  Reese  one  and  a  half  months  between  the  mouth  of  the  river 
and  Lock  No.  1,  near  Batesville,  Ark.  By  these  operations  771  snags 
were  removed,  30  drifts  broken,  and  2,826  trees  cut. 

The  balance  available  July  1,  1909,  and  the  amount  estimated  as 
being  needed  during  the  fiscal  year  ending  June  30,  1911,  will  be  ap- 
plied to  maintenance  and  operation  of  snag  boats. 

Commercial  statistics ,  year  ending  May  SI, 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1895 

73,759 
74,882 
73,962 
102,337 
117.891 
134,696 
148,574 
184,066 

$2,494,377 
2.056,991 
2,435,814 
1,415,013 
1,619,361 
2,244,222 
1,700,356 
1.242,438 

1903 

140,013 
193.498 
134,588 
100,083 
127,812 
161,246 
134,200 

1882,225 

1896 

1904 

1,021,778 

1897 

1905 

770,689 

1896 

1906 ^ 

766,138 

18»9 

1907 

830,659 

1900 

1908 

962,508 

1901 

1909 

671,230 

1903 

Forest  products  made  up  the  bulk  of  the  commerce.  Twenty- 
eight  per  cent  of  the  commerce  reported  was  rafted  saw  logs  floated 
with  tne  current. 

July  1,  1908,  balance  unexpended |18,03L87 

Receipts  from  sales 17. 60 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 16,000.00 

34,049.47 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement ' 11, 107.  90 

July  1,  1909,  balance  unexpended 22,941.67 

July  1, 1909,  outstanding  liabilities 618.22 

July  1,  1909,  balance  available 22,323.36 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex* 
pended  July  1,  1909 $17,500.00 

SuDmitted  in  compliance  with  recjuirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  2.) 

5.  Arkansas  River  at  Pine  Bluff  and  White  River  at  Augusta  Nar- 
rows, Arkansas, — Statement  of  original  condition  of  river,  range 
and  floods,  commercial  statistics,  etc.,  will  be  found  in  reports  for 
improving  Arkansas  River,  Arkansas,  and  for  improving  White 
River,  ArKansas. 

The  Board  of  Engineers  appointed  pursuant  to  requirement  of  the 
river  and  harbor  act  of  Marcli  2,  1907,  recommended  the  construction 
of  a  levee  and  revetment  at  Augusta  Narrows,  on  White  River,  and 
the  construction  of  a  levee  along  Vaugine  Necfc,  opposite  Pine  Bluff, 
on  the  Arkansas  River,  and  that  such  amount  or  the  $100,000  ap- 
propriated by  that  act  as  was  not  needed  for  those  works  be  reserved 
for  repairs  or  for  further  work  that  might  be  found  necessary.  The 
works  recommended  by  the  Board  have  been  completed,  and  the 
balance  of  the  appropriation  not  used  on  those  works  has  been  made 
available  for  use  in  repairing  and  restoring  the  revetment  works 
along  the  town  front  of  Pine  Bluff,  the  major  portion  of  those  works 
having  been  destroyed  by  two  freshets  that  occurred  in  October  and 
November,  1908.  Por  use  in  connection  with  that  balance,  $20,000 
was  allotted  from  the  emergency  funds  provided  hj  river  and  harbor 
acts  of  1905  and  1907.  The  work  done  under  this  balance  and  the 
allotments  was  that  of  building  3,100  linear  feet  of  subaqueous  mat- 
tress, 120  feet  wide,  from  State  street  to  Kentucky  street,  and  pav- 
ing 1,800  linear  feet  from  Tennessee  street  to  Kentucky  street. 
Citizens  of  Pine  Bluff,  through  a  local  organization,  and  the  county 
court  of  Jefferson  County  built  1,283  linear  feet  of  subacjueous  mat- 
tress from  State  street  up  to  Dike  No.  3.  These  organizations  also 
did  some  temporary  high-water  protection  work  during  the  duration 
of  the  two  freshets  in  an  effort  to  arrest  the  caving  and  prevent  the 
destruction  of  buildings  along  the  caving  bank. 

The  river  and  harbor  act  of  March  3,  1909,  made  a  direct  appro- 
priation for  work  at  Pine  Bluff,  and  further  report  of  work  done  at 
that  place  during  the  fiscal  year  will  be  found  under  the  heading 
''Arkansas  River  at  Pine  Bluff,"  (p.  539  of  this  report). 

To  June  30,  1909,  the  expenditures  under  this  heading  have  been 
$114,405.74,  of  which  $15,586.66  was  for  Augusta  revetment, 
$10,186.05  for  Augusta  levee,  $55,175.22  for  levee  alorijp^  Vaugine 
Neck,  and  $33,457.81  for  maintenance  and  restoration  of  works  at 
Pine  Bluff.  Two  thousand  and  forty-three  dollars  of  the  $20,000 
allotted  from  emergency  river  and  harbor  acts  were  returned  to  the 
Treasury. 

The  balance  on  hand  July  1,  1909,  will  be  expended  in  payment  of 
outstanding  liabilities. 
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July  1,  1908,  balance  unexpended 180,590.32 

Amount  allotted  from  emergency  river  and  harbor  acts  of  1905  and  1907. . .    20, 000. 00 

100, 590. 32 
Jime  30,  1909,  amount  expended  during  fiscal  year*. 

For  maintenance  of  improvement $6,000.00 

For  works  of  improvement 88, 996. 06 

Returned  to  Treasury  to  credit  of  emergency  appropria- 
tion act,  1907 2,043.00 

97,039.06 

July  1,  1909,  balance  unexpended 3,551.26 

July  1,  1909,  outstanding  liabilities 3,551.26 

(See  Appendix  W  3.) 

4.  Arkansas  River  at  Pine  Bluif,  Ark, — This  work  is  that  of  com- 
pleting the  restoration  of  9,200  linear  feet  of  revetment  work 
that  was  built  along  the  town  front  of  Pine  Bluff  in  fiscal  years 
1892-1896  and  which  was  destroyed  during  freshets  in  October  and 
November,  1908.  The  rebuilding  of  this  revetment  was  begun  under 
the  appropriation  title  "Arkansas  River  at  Pine  Bluff  and  White 
River  at  Augusta  Narrows,  Arkansas."  The  work  done  under  this 
title — "Arkansas  River  at  Pine  Bluff" — this  fiscal  year  was  that  of 
building  1,000  linear  feet  of  channel  mattress,  120  feet  wide,  and 
grading  and  paving  250  linear  feet  of  bank,  and  taken  in  connection 
with  that  done  under  the  combined  appropriation  just  mentioned 
and  that  done  by  the^  citizens  of  Pine  Bluff  makes  at  the  close  of 
the  fiscal  year  5,383  Unear  feet  of  channel  mattress  built  and  2,050 
linear  feet  of  bank  completely  paved. 

The  expenditures  under  this  nead  to  June  30,  1909  were  $4,522.16. 

The  balance  available  July  1, 1909,  will  be  expended  in  completing 
the  restoration  of  the  revetment  along  the  town  front  of  Pine  Bluff. 

For  commercial  statistics,  physical  characteristics  of  the  river,  and 
estimate  for  fiscal  year  1911  see  ''Arkansas  River,  Arkansas." 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 $97,200.00 

June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment       4,622.16 

July  1,  1909,  balance  unexpended 92,677.84 

July  1,  1909,  outstanding  liabilities 13,236.84 

July  1,  1909,  balance  available 79, 441. 00 

July  1,  1909,  amount  covered  by  uncompleted  contracts 7, 360. 00 

(See  Appendix  W  4.) 

5.  TJ^pfer  White  River,  Arkansas. — ^Earlier  works  on  this  portion 
of  White  River  were  maae  imder  appropriations  for  improving  White 
River,  Arkansas,  and  have  been  fully  reported  upon  under  that  head. 

The  original  condition  of  the  river  and  previous  projects  for  its 
improvement  are  also  reported  there. 

The  existing  project,  adopted  March  3.  1899.  is  based  on  a  report 
printed  in  the  Annual  Report  of  the  Cnief  or  Engineers  for  1897, 
page  1992.  and  is  to  provide  slack- water  navigation  from  Batesville, 
Ark.,  to  Buffalo  shoals,  89  miles,  by  10  fixed  dams  with  concrete 
locks.     The  locks  are  to  be  1 75  feet  between  hollow  quoins  and  36  feet 
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wide,  with  a  depth  of  about  4  feet  on  the  lower  miter  sills.  The  esti- 
mated cost  is  there  given  as  $1,600,000  for  the  10  locks  and  dams. 

To  the  close  of  the  fiscal  year  endino;  June  30,  1909,  there  have  been 
expended  on  this  work  $813,195.  Three  locks  and  dams  have  been 
built  and  are  operated  under  the  indefinite  appropriation  for  *' Oper- 
ating and  Care  of  Canals  and  other  Works  of  rsavigation." 

A  board  of  engineers  appointed  pursuant  to  requirement  of  the 
river  and  harbor  act  of  Marcn  3, 1905,  to  consider  this  project  reported 
the  construction  of  further  locks  and  dams  not  desirable.  This  report 
is  printed  in  House  Document  No.  150,  Fifty-ninth  Congress,  first 
session. 

Forsyth,  Mo.,  204  miles  above  Batesville,  is  the  head  of  steam- 
boat navigation.  The  channel  depths  over  the  shoals  in  the  unim- 
1)roved  part  of  the  river  are  small,  being  only  8  to  10  inches  during 
owest  waters.  The  range  between  high  and  low  water  at  Buffalo 
City,  the  head  of  this  project,  is  about  45  feet.  Below  Dam  No.  1,  at 
Batesville,  this  range  is  35.5  feet. 

For  commercial  statistics,  see  report  on  *' Operating  and  care  of 
locks  and  dams.  Upper  White  River,  Arkansas." 

July  1,  1908,  balance  unexpended $4, 641.  W 

Receipts  from  sales 6.  69 

4, 648. 33 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment  04,134.80 

July  1, 1909,  balance  unexpended 6  513. 53 

July  1, 1909,  outstanding  liabilities 513. 53 

(See  Appendix  W  6.) 

6.  Operating  and  care  of  Locks  and  Dams  Nos.  1;  £,  and  5,  upper 
White  nwer,  ArJcansas. — ^These  locks  and  dams  were  built  witn  funds 
derived  from  appropriations  for  improving  upper  White  River, 
Arkansas.  The  available  length  of  tne  locte  is  147  feet,  available 
width  is  35  feet,  and  depth  over  the  miter  sills  at  normal  pool  levels 
is  5  feet.  Lock  and  Dam  No.  1  was  placed  under  this  appropriation 
on  January  16,  1904;  Lock  and  Dam  No.  2,  on  February  16,  1905, 
and  Lock  and  Dam  No.  3,  on  February  1.  1908. 

The  high- water  mark  of  May,  1898  (berore  the  dams  were  built)  is 
22  feet  aoove  the  crest  of  Dam  No.  1,  18.4  feet  above  the  crest  of 
Dam  No.  2,  and  25.2  feet  above  the  crest  of  Dam  No.  3.  The  high- 
est stages  reached  by  the  river  since  the  dams  have  been  completed 
were  20  feet  above  the  crest  of  Dam  No.  1  and  18.2  feet  above  the  crest 
of  Dam  No.  2,  on  May  8,  1907.  Since  the  completion  of  Dam  No.  3 
there  has  been  no  extreme  high  water.  The  lowest  stages  this  fiscal 
year  were  0.1  foot  above  the  crest  of  Dam  No.  1  and  0.3  foot  above 
the  crests  of  Dams  Nos.  2  and  3,  on  November  20,  1908. 

The  expenditures  during  this  fiscal  year  were  for  ordinary  oper- 
ating expenses  of  the  locks  and  for  some  minor  repairs  to  structures 
and  plant. 

The  total  amount  expended  under  this  head  to  June  30,  1909,  is 
$132,109.17,  of  which  $17,448.03  was  expended  this  fiscal  year. 

a  Lock  and  Dam  No.  3. 

6  Lock  No.  1,  $214.50;  Lock  No.  2, 183.75;  Lock  No.  3.  $215.28. 
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Lock  No.  1. 

Lock  No.  2. 

Lock  No.  3. 

Freights 
that  did 

Year. 

Lock- 
ages. 

Freights. 

Lock- 
ages. 

Freights, 

Lock- 
ages. 

Freight*. 

not  pass 
through 
a  lock. 

1904 

Number. 
a  115 
244 
246 
191 
249 
190 

TOTW. 

8,320 
8,771 
7,306 
6,798 
13,746 
4,427 

Number. 

Tons. 

Number. 

Terns. 

Toru. 
7,335 

1905 

183 
263 
661 
549 

4,163 
8,692 
9,431 
22,077 
14,143 

6,000 

1906                                   .   . 

2  496 

1907 

1,283 

1908 

*126 
310 

4,337 
7,162 

7,533 

1909 

6,143 

a  Four  months. 


t  Three  and  one-half  months. 


c  Five  months. 


(See  Appendix  W  6.) 


7.  Cache  River ^  Arkansas. — In  its  original  condition  this  river  was 
much  obstructed  by  snags,  drift,  and  overhanging  timber.  The  low- 
water  depth  on  the  controlling  shoals  was  6  to  8  inches. 

The  original  project,  adopted  hj  the  act  of  August  11,  1888,  was  to 
remove  logs,  snags,  and  overhangmg  timber  from  the  mouth  to  River- 
side (102  miles).    The  amount  expended  on  this  project  was  $9,000. 

The  river  and  harbor  acts  of  August  18,  1894,  and  June  3,  1896, 
each  authorized  the  Secretary  of  War  to  expend  $2,000  of  the  White 
River  appropriations  on  this  stream.  The  funds  obtained  from  those 
acts  ana  from  subsequent  ones  have  been  expended  in  maintenance  of 
channel  below  James  Ferry,  79  miles  above  the  mouth  of  the  river, 
by  snagging  operations. 

'  To  June  30, 1909,  there  had  been  expended  on  this  work  $19,984.36, 
of  which  $9,000  was  for  work  under  the  original  project  and  $10,984.36 
was  for  maintenance  of  channel. 

The  operations  have  been  of  material  benefit  to  commerce  in  length- 
ening the  navigable  periods  by  rendering  the  natural  depths  of  the 
stream  available  for  navigation  purposes. 

Gray's  bridge,  95  miles  above  the  mouth  of  the  river,  is  considered 
the  head  of  steamboat  navigation,  but  the  river  is  not  navigable  to 
that  point  all  the  year,  the  ruling  depth  in  the  channels  over  the 
shoals  throughout  the  river  being  only  8  to  10  inches  during  lowest 
water.  During  high- water  seasons  rafts  are  run.  from  100  or  more 
miles  above  Gray's  bridge.  In  the  vicinity  of  James  Ferry  (79  miles 
above  the  mouth  of  the  river  and  the  upper  limit  of  snagging  opera- 
tions now)  the  range  between  high  and  low  water  is  about  15  feet. 
Because  of  backwater  from  White  River  this  range  is  increased  to  24 
feet  at  Rock  Island  Railway  bridge  and  to  32  feet  at  the  mouth  of  the 
river. 

Reports  of  the  more  recent  preliminary  examinations  of  this  river 
are  given  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1887, 
page  1547,  and  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1895,  page  2037. 
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Commercial  statisticSy  year  ending  May  SI. 


Year. 

Tons. 

Value. 

1                    Year. 

Tons. 

Value. 

1895 

12.603 
20.748 
34,990 
10.193 
7,667 
11.215 
10,374 
15,676 

$35,494 
62,483 

108,460 
36.635 
52.936 
29,961 
30,100 
40,301 

1903 

16,843 
15,865 
11,660 
10,942 
13,050 
21,173 
9,420 

$100,681 

1896         .       .            

1904 

49.601 

1897 

1905 

29.860 

1898 

1906 

31.777 

1899 

'  1907. 

39.225 

1900 

i  1908 

59.254 

1901.       .              

,  1909 

36,150 

1902 

1 

The  tonnage  reported  this  year  was  made  up  of  rafted  saw  logs  and 
barged  railway  ties. 

The  balance  available  July  1,  1909,  and  the  additional  appropria- 
tion recommended  will  be  expended  in  snagging  operations  for  main- 
tenance of  channel. 

July  1, 1908,  balance  unexpended $2,000.00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 3,000.00 


5,000.00 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 984. 36 

July  1,  1909,  balance  unexpended 3,015.64 

July  1,  1909,  outstanding  liabilities 15. 64 

July  1,  1909,  balance  available 3, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 3, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  7.) 

8.  Black  and  Current  rivers ,  Arkansas  and  Missouri. — Prior  to  fiscal 
year  1905  the  work  on  these  rivers  was  provided  for  under  separate 
appropriation  titles.  The  works  were  consolidated  by  river  and 
harbor  act  of  March  3,  1905. 

(a)  Bluck  River,— In  its  original  condition  this  river  below  the 
mouth  of  Cu  rent  River  had,  at  ordinary  low  water,  a  controlling 
depth  of  2  to  2  J  feet  on  the  shoals,  but  this  was  not  available  on 
account  of  snags  and  similar  obstructions.  Above  the  mouth  of 
Current  River  navigation  was  practically  impossible  at  ordinary  low 
stages,  and  no  rafting  was  possible  above  the  Arkansas  and  Missouri 
state  line. 

The  original  project,  adopted  by  act  of  June  14, 1880,  contemplated 
removing  logs,  etc.,  cutting  down  shoals  by  means  of  wing  dams,  and 
closing  some  of  the  most  troublesome  sloughs.  The  estimated  cost 
was  $80,800.  The  only  modification  of  the  project  has  been  that  of 
changing  the  estimate  to  $8,000  a  year  for  mamtenance.  The  district 
officer  recommends  that  this  be  increased  to  $18,000  for  the  two 
streams. 

To  June  30, 1909,  there  had  been  expended  on  this  work  $165,859.24. 

Poplar  Bluff,  Mo.,  239  miles  above  the  mouth  of  the  river,  is  the 
head  of  navigation.    All-the-year  navigation  has  been  made  possible 
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to  this  place  for  boats  of  not  over  18  inches  draft.  Boats  of  not  over 
2  J  feet  draft  can  navigate  this  river  below  the  mouth  of  Current 
River,  116  miles,  during  the  lowest  waters,  and  this  portion  oif  the 
river  is  generally  spoken  of  as  being  navigable  for  3-foot  boats  at  any 
time. 

The  range  between  high  and  low  water  at  Poplar  Bluff  is  19  feet. 
This  difference  decreases  below  Poplar  Bluff,  and  in  the  flat  lands  to 
the  southward  it  averages  about  half  of  this,  being  8.5  feet  at  Coming 
bridge,  70  miles  below  Poplar  Bluff.  After  passing  to  below  head  or 
Little  River  the  difference  between  high  and  low  water  increases,  and 
at  Pocahontas,  129  miles  below  Poplar  Bluff,  the  difference  is  26.5 
feet,  and  at  the  mouth  of  the  river  it  is  34.4  feet. 

The  operations  during  this  fiscal  year  consisted  in  snagging  opera- 
tions carried  on  bv  the  hand-propelled  snag  boat  Riversme  working 
between  Poplar  Bluff  and  the  mouth  of  Current  River  and  the  snag 
boat  Quapaw  working  below  the  mouth  of  Current  River.  By  these 
operations  1,344  snags  were  removed  from  the  channel,  1,816  trees 
cut,  and  15  drifts  broken  up. 

The  report  of  the  examination  upon  which  the  present  project  for 
the  improvement  of  Black  River  is  based  is  given  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1880,  page  1326. 

(b)  Current  River, — The  original  condition  of  this  stream  was  such 
that  no  steamboat  navigation  above  the  mouth  of  Little  Black  River 
was  attempted  except  when  the  river  was  at  high  stages.  Below  Lit- 
tle Black  Kiver  navigation  was  suspended  when  the  river  was  below 
medium  stage.  The  natural  depths  were  not  available  on  account  of 
snags  and  leaning  trees. 

^though  the  United  States  made  some  improvements  to  this 
stream  in  1873,  and  again  in  1882  and  1883,  the  regular  improvement 
of  it  was  not  undertaken  until  act  of  Congress  or  August  18,  1894, 
adopted  a  project  for  its  improvement  from  Van  Buren,  Mo.,  to  the 
mouth  by  snagging  operations  and  by  contracting  the  channel  at  the 
worst  shoals  by  wing  dams,  at  an  estimated  cost  of  $10,000.  The 
appropriation  of  June  3,  1896,  completed  the  amount  originally  esti- 
mated for  the  completion  of  the  project,  and  all  operations  since  then 
have  been  under  estimates  for  mamtenance.  No  wing  dams  have 
been  built,  all  operations  having  been  confined  to  snagging. 

To  June  30,  1909,  there  has  been  expended  on  this  river  $41,463.71, 
$7,000  of  which  was  in  the  early  work  mentioned  above,  leaving 
$34,463.71  as  the  amount  expended  on  the  existing  project.  Of  this 
latter  amount,  $24,463.71  was  for  maintenance. 

Reference  to  the  preliminarjr  examination  of  this  stream  and  to  a 
subsequent  examination  of  it  is  given  on  page  408  of  Annual  Report 
for  1904. 

Van  Bmren,  Mo.,  94.5  miles  above  the  mouth  of  the  river,  was  taken 
as  the  head  of  navigation  when  the  earlier  projects  for  this  river  were 
adopted.  Small  gasoline  boats  occasionally  ply  the  river  that  far  up, 
and  rafts  are  run  over  the  entire  river,  but  titmans  Landing,  near  the 
state  Une  between  Arkansas  and  Missouri  and  41  miles  above  the 
mouth  of  the  river,  is  generally  spoken  of  as  the  head  of  steamboat 
navigation.  Boats  can  not  reach  that  point,  however,  during  low- 
water  seasons,  the  low-water  depths  of  the  river  being  as  follows: 
Three  feet  from  the  mouth  to  Blunts  (Johnsons  Landing),  25  miles; 
2  feet  from  Blimts  to  mouth  of  Little  Black  River,  7  miles;  and  16 
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inches  from  mouth  of  Little  Black  River  to  Pitmans  Landing,  9 
miles.  From  Pitmans  Landing  to  Doniphan,  12  miles,  the  head  of 
the  work  done  by  snag  boats  now,  the  low-water  depths  are  about 
12  inches. 

The  range  between  high  and  low  water  at  Van  Buren  is  about  16 
feet,  and  this  range  does  not  vary  much  until  below  the  mouth  of  Lit- 
tle Black  River,  when  the  range  increases  to  19  feet. 

During  this  fiscal  year  the  snag  boat  Riverside  (hand  propelled) 
worked  over  the  river  below  state  line,  42  miles.  Six  hundred  and 
sixty-six  snags  were  removed  from  the  channel  and  1,463  overhanging 
trees  were  cut. 

Commercial  statistics. 


Year  ending  May  31- 

Black  River. 

Current  River. 

Value. 

Tons. 

Value. 

Tons. 

1895 

SI,  085, 415 

891,437 

1,704,799 

788,640 

629,336 

966.961 

989,635 

919,767 

695,649 

1,092,648 

1,004,299 

625,985 

692,968 

517,905 

439,356 

133,433 
111,278 
111,611 
115,612 

83,404 
129,698 
185,714 
166,213 
138,181 
191,285 
144,065 
139,384 
107,914 
140,826 

86,070 

$362,447 
227,291 
581,528 
306,216 
239,860 
678,834 
234.555 
165,766 
142,899 
139. 119 
409,297 
152,216 
226,655 
115.398 
36,802 

31,206 
29,867 

1896 

1897 

17,078 
62,417 
43,050 
65,043 
64,102 
37,185 
46.309 
55.578 
74  048 

1898 

1899 

1900 

1901 

1902 

1903 

1904 

1906 

1906 

47,704 
48  486 

1907 

1908 

37,686 
10,735 

1909 

Logging  and  kindred  industries  furnished  the  bulk  of  the  commerce. 
Of  the  commerce  reported  this  year  54  per  cent  of  that  on  Black  River 
and  6  per  cent  of  that  on  Current  River  was  rafted  saw  logs  and  rail- 
way ties. 

The  balance  available  July  1,  1909,  will  be  expended  in  snagging 
operations.  The  amount  estimated  as  being  needed  during  the  fec3 
year  ending  June  30,  1911,  is  for  maintenance  of  channel  by  snagging 
operations. 


BLACK   RIVER. 


July  1,  1908,  balance  unexpended $6,020.42 

Receipts  from  sales 3. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909..... 12,000.00 


18, 023. 42 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement     5,142.16 

July  1,  1909,  balance  unexpended 12, 881. 26 

July  1,  1909,  outstanding  liabilities 486.11 

July  1, 1909,  balance  available 12, 395. 15 

Amount  that  can  -he  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

o  See  consolidated  money  statement  on  page  545, 
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CURBENT  BIYEB. 

July  1, 1908,  balance  unexpended $1,966.16 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

7, 966. 16 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement     1,594.87 

July!,  1909,  balance  unexpended 6,371.29 

July  1, 1909,  outstanding habilitiee 4.00 

Julyl,  1909,  balance  available 6,367.29 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balaiice  unex- 
pended Julyl,  1909 («) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOLIDATED. 

Julyl,  1908,  balance  unexpended 17,986.58 

Receipts  from  sales 3. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 18,000.00 


25,989.58 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement     6,737.03 

Julyl,  1909,  balance  unexpended 19,252.55 

Julyl,  1909,  outstanding  liabilities 490.11 

July  1, 1909,  balance  available 18, 762. 44 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 19,500.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  8.) 

S.  St.  Francis  and  VArvguiUe  rivers,  ArJcansas, — (a)  St  Francis 
River. — ^In  its  original  condition  this  stream  was  not  navigable  above 
Lesters  Landing  at  any  stage;  between  Lesters  Landing  and  Marked 
Tree  navigation  was  possible  at  high  stages  only,  and  below  Marked 
Tree  it  was  difficult  at  medium  and  lower  stages  and  impossible  at 
extreme  low  water. 

The  original  project,  adopted  by  act  of  March  3, 1871^  contemplated 
improvement  from  the  mouth  to  Wittsburg  by  snaggmg  operations. 
For  the  period  1873-1882  the  appropriations  were  made  for  this  work 
in  connection  with  White  River,  Arkansas.  By  act  of  Jime  14,  1880, 
appropriation  was  made  for  improving  the  river  from  Wittsburg  to 
Lesters  Landing,  the  project  for  the  expenditure  of  this  appropria- 
tion being  to  cut  a  channel  through  '*Tne  Lake"  and  clear  tne  river 
of  obstructions  by  snagging  operations.  Appropriation  made  by  act 
of  July  5,  1884,  was  the  first  separate  appropriation  for  the  entire 

a  See  consolidated  money  statement  on  this  page. 
9001— BNQ  1909 35 
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river.  The  act  did  not  state  the  limits  within  which  it  was  to  be 
applied.  Under  it  sna^^ing  operations  were  carried  on  to  the  town 
or  St.  Francis,  Ark.,  and  several  of  the  sloughs  or  side  channels  were 
closed.  When  the  improvement  of  St.  Francis  River,  Missouri,  was 
begun  (act  of  August  11,  1888),  Kennett,  Mo.,  was  taken  for  the 
upper  limit  of  this  work,  making  the  existing  project — 

removal  of  logs,  drifts,  and  sna^  from  the  chamiel,  and  overhanging  timber  from 
the  banks  from  the  mouth  to  Kennett,  Mo.,  and  closing  the  chutes  and  slouffhs  in 
the  Simk  Lands,  so  as  to  make  the  riv^  navigable  at  hi^  stages  to  Kennett,  Mo., 
at  medium  stages  to  Marked  Tree,  and  at  low  stages  to  a  pomt  30  miles  below  Madison, 
Axk.,  the  estimated  cost  being  $8,000  annually. 

(6)  VAnguxOe  River.— By  acts  of  June  18,  1878,  March  3,  1879, 
and  June  14,  1880,  a  total  of  $17,000  was  appropriated  for  snagging 
operations  on  L'Anguille  River  to  Marianna.  This  was  finally  ex- 
pended in  fiscal  year  ending  June  30.  1887.  Act  of  Jime  13,  1902, 
revived  this  work  and  included  it  witn  St.  Francis  River. 

There  has  been  expended  on  these  rivers  to  June  30,  1909,  $121,- 
562.03.  This  amount,  however,  does  not  include  the  expenditures 
on  St.  Francis  River  while  it  was  combined  with  White  River,  as 
those  expenditures  can  not  be  determined. 

By  the  early  operations  the  St.  Francis  River  between  Wittsburg 
andLesters  Landing  was  improved  to  such  an  extent  that  boats  could 
reach  the  latter-named  place  on  the  same  stage  as  they  could  the 
former.  By  subsequent  operations  the  period  of  navigation  below 
Wittsburg  was  lengthened  about  two  months,  and  above  Lesters 
Landing  a  fair  lugh-water  channel  was  made.  The  improvements 
thus  made  below  Wittsburg  have  been  maintained.  No  enort  is  being 
made  to  maintain  those  above  Marked  Tree,  the  commerce  on  that 

Eortion  of  the  river  not  warranting  any  expenditures  at  this  time, 
during  periods  of  low  water  neither  stream  is  navigable,  there  not 
being  sufficient  depth  of  water  over  the  shoals.  Marianna  is  the  head 
of  navigation  on  L'Anguille  River.  The  head  of  navigation  on  St. 
Francis  River  is  near  Wappapello,  Mo.,  about  100  miles  above  Ken- 
nett, Mo.,  the  upper  limit  of  the  portion  of  the  river  covered  by  this 
Eroject.  Lying  between  Kennett,  Mo.,  and  Foot  of  Lake,  80  miles 
elow,  are  the  Sunken  Lands  of  the  St.  Francis,  one  vast  swamp, 
through  which  the  river  flows  in  several  channels,  none  of  which  is 
well  defined  and  all  of  which  are  more  or  less  obstructed  and  fre- 
quently blocked.  Lesters  Landing  is  34  miles  above  Foot  of  Lake 
and  is  the  practicable  head  of  navigation  on  the  St.  Francis  River  in 
Arkansas.  Boats  can  pass  between  it  and  Kennett,  Mo.,  only  during 
hirfi  stages,  and  then  only  with  great  difficulty. 
^The  ran^  between  high  and  low  water  of  St.  Francis  River  at  Les- 
ters Landing  is  about  3  feet.  This  increases  to  16  feet  at  Marked 
Tree,  and  this  range  is  probably  the  maximum  that  would  exist  at 
any  point  below  there  were  it  not  for  the  backwater  from  the  Missis- 
sippi River.  At  Madison  the  extreme  range  is  about  33  feet,  and  at 
the  mouth  of  the  river  it  is  about  55  feet. 

Reference  to  examination  and  survey  of  these  rivers  with  a  view  to 
improvement  by  means  of  locks  and  dams  is  given  on  pa^  410  of 
Annual  Report  for  1904.  Reference  to  report  of  examination  of  St. 
Francis  River  from  its  mouth  to  St.  Francis,  Ark.,  will  be  found  on 
page  460  of  Annual  Report  for  1906, 
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During  this  fiscal  year  the  hand-propelled  snag  boat  A,  B.  John- 
son worked  over  St.  Francis  River  between  its  mouth  and  Marked 
Tree,  171  miles.  Nine  hundred  and  ninety-nine  snags  were  removed 
from  the  channel,  5,055  trees  cut,  and  10  drifts  broken  up. 

Commercial  sUUisticSj  year  ending  May  SI, 


Year. 

Tons. 

Value. 

Year. 

Tons. 

Value. 

1894                   

19,763 
38,107 
67,740 
97,348 
23,819 
27.892 
45,065 
57,102 

196.375 
321,430 
401,457 
1,117,891 
237,481 
315,459 
194,237 
272,609 

1902 

85,831 
88.035 
119,172 
142,098 
137,319 
151,015 
286,820 
160,067 

1269,190 

1885 

1903 

294,406 

1896                     

1904 

423,469 

1897 

1905 

590,560 

1898            

1906 

472.257 

1899  

1907 

833,397 

1900        

1906 

1,376,757 

1901 

1900 

1,148,855 

Fif tv-four  per  cent  of  the  conmierce  reported  was  rafted  saw  logs 
floated  with  the  current.  . 

The  balance  available  July  1,  1909,  will  be  expended  in  snaking 
operations.  The  amount  estimated  as  being  needed  during  the^cal 
year  ending  June  30,  1911,  is  for  maintenance  of  channel  by  snag- 
ging operations. 

July  1,  1908,  balance  unexpended $6,777.97 

Receipts  from  sales 3. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 9,000.00 

15,780.97 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 6, 102. 47 

July  1,  1909,  balance  imexpended 10,678.50 

July  1,  1909,  outstanding  liabilities 517.12 

July  1, 1909,  balance  available 10,161.38 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 -^ 9, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  9.) 


EXAMINATION   AND   SURVEY  MADE   IN   COMPLIANCE   WITH   BIVEB  AND 
HABBOB  ACT   APPBOVED   MABCH   2,  1907. 

Reports  dated  September  13,  1907,  and  September  30,  1908, 
respectively,  on  preliminanr  examination,  with  plan  and  estimate  of 
cost  of  improvement,  of  Saline  River,  Arkansds,  from  the  mouth  of 
the  same  north  to  Turtle  bar,  on  said  river,  with  a  view  to  dredging 
and  other  work,  required  by  the  river  and  harbor  act  of  March  2, 
1907,  were  duly  submitted  bv  the  district  officer.  They  were  reviewed 
by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant  to  law, 
and  were  transinitted  to  Congress  and  printed  in  House  Document 
No.  1212,  Sixtieth  Congress,  second  session.  An  estimate  of  cost 
of  improvement,  amounting  to  S5;400|  is  presented. 
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examination  of  abkansas  biteb  up  to  muskogee  and  at  pine 
bluff;  bed    biyeb   between    pulton,    abk.,    and   mouth    op 

WASHITA  BITEB;  AND  WHITE  BIVEB  AT  AUGUSTA  NABBOWS,  ABKAN- 
SAS, MADE  IN  COMPLIANCE  WITH  BIYEB  AND  HABBOB  ACT  APPBOVED 
MABCH   2,  1907. 

Reports  dated  May  27,  1907,  December  30,  1907,  and  March  27, 
1909,  by  a  Board  oi  Engineers,  of  examinations  of  Arkansas  River 
up  to  Muskoqee  and  at  Pine  Bluff;  Red  River  between  Fulton,  Aric,, 
and  mouth  oj  Wasliita  River;  ana  White  River  at  Auqusta  Narrows, 
Arkansas,  required  by  the  river  and  harbor  act  of  March  2, 1907,  were 
duly  submitted  and  were  reviewed  by  the  Board  of  Engineers  for 
Rivers  and  Harbors,  pursuant  to  law.  The  reports  were  trans- 
mitted to  Congress  ana  printed  in  House  Document  No.  71,  Sixty- 
first  Congress,  first  session.  Plans  for  improvement  are  presented 
asfollows;^ 

(a)  Arkansas  River  from  the  mouth  to  Little  Rock  at  an  estimated 
first  cost  for  plant  of  $300,000,  and  $1 00,000  annually  for  maintenance ; 

(ft)  Red  River  between  Fulton,  Ark.,  and  the  mouth  of  the  Washita 
River,  estimated  to  cost  $160,000  for  the  first  two  years  and  $50,000 
annually  thereafter  for  maintenance;  and 

(c)  Arkansas  River  at  Pine  Bluff  and  White  River  at  Augusta 
Narrows.  The  work  proposed  by  the  Board  being  considered  as 
required  in  the  interests  or  navigation,  the  sum  of  $100,000  condition- 
ally appropriated  by  the  act  or  March  2,  1907,  became  available  for 
the  work  and  was  applied  to  the  improvement  of  these  localities. 

EXAMINATIONS  MADE  IN  COMPLIANCE  WFTH  RIVEB  AND  HABBOB  ACT 
APPROVED  MABCH  3,  1909. 

Reports  on  preliminary  examinations  required  by  the  river  and 
harbor  act  of  March  3,  1909,  of  the  following  localities  within  this 
district  were  duly  submitted  by  the  district  officer.  They  were  re- 
viewed by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  were  transmitted  to  Congress  and  printed  in  documents 
as  indicated:  , 

1,  Preliminary  examination  of  Arkansas  River  at  Douglas,  Ark., 
with  a  view  to  determining  what  improvements  are  necessary  in  (he 
interest  o/*  navigation, — Report  dated  April  2,  1909,  is  prmted  in 
House  Document  No.  69^  Sixty-first  Cfongress,  first  session.  No 
improvement  at  Douglas  is  considered  necessary  in  the  interest  of 
navigation  beyond  that  contemplated  by  existing  project. 

8,  Preliminary  examination,  with  plan  and  estimate  of  cost  of  im- 
provement y  of  Biackfish  Bayou,  Arkansas,  from  its  mouth  to  FifteenmHe 
Bayou. — Reports  dated  April  3,  1909,  and  May  17,  1909,  respectively, 
are  printed  in  House  Document  No.  73,  Sixty-first  Congress,  first 
session.     An  estimate  of  cost  amounting  to  $9,500  is  presented. 

S.  Preliminary  examination  of  Little  Blnck  River,  Arkansas  and 
Missouri. — Report  dated  April  20,  1909,  is  printed  in  House  Docu- 
ment No.  74,  Sixty-first  Congress,  first  session.  This  stream  is  not 
considered  worthy  of  improvement  by  the  General  Government. 
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IMPROVEMENT  OF  RIVERS  AND  HAJIBORS  IN  THE  ST.  LOUIS,  MISSOURI, 

DISTRICT. 

This  district  was  in  the  temporary  charge  of  Capt.  G.  R.  Lukesh, 
Corps  of  Engineers,  to  September  30,  1908,  and  in  the  charge  of  Col. 
W.  H.  Bixby,  Corps  of  Engineers,  division  engineer,  western  divi- 
sion, since  that  date. 

L  ReTnoving  snags  and  wrecks  from  the  Mississippi  River  below  the 
mouth  of  the  Missouri  River, — ^When  this  work  was  originally  begun 
the  navigation  of  the  river  was  seriously  obstructed  oy  numerous 
sna^^  logs,  etc.,  which  had  lodged  in  the  channel,  and  to  which 
additions  were  made  with  each  rise  of  the  river.  A  lai^e  number  of 
wrecked  flatboats,  barges,  steamboats,  and  other  river  craft  also 
obstructed  the  navigable  channels,  and  menaced  life  and  propertv. 

For  the  removal  of  these  obstructions  appropriations  were  made  as 
early  as  1824.  The  project  adopted  consisted  of  building  boats  suit- 
able for  removing  snags,  logs,  drift  heaps,  wrecks,  etc.,  and  operating 
them  whenever  the  stage  of  river  was  favorable  and  funds  were  avail- 
able, and  in  cutting  trees  from  caving  banks  to  prevent  their  falling 
into  the  river  and  becoming  obstructions  to  navigation. 

The  existing  project  is  a  continuation  of  the  plan  adopted  in  1879, 
when  the  first  specific  appropriation  for  removing  snags,  wrecks,  etc. 
from  the  Mississippi  River  was  made  hj  the  river  and  harbor  act 
approved  March  3  of  that  year.  Specific  appropriations  or  allot- 
ments were  made  for  this  work  each  year  thereafter,  except  1883, 
1885,  and  1887,  but  by  section  7  of  the  river  and  harbor  act  or  August 
11,  1888,  a  continuous  annual  expenditure  of  $100,000,  or  as  much 
thereof  as  might  be  necessary,  was  authorized  for  the  maintenance 
of  this  service,  and  this  amount  has  been  available  each  year  since 
to  the  present  time.  The  river  and  harbor  act  of  March  3,  1909, 
makes  so  much  of  this  appropriation,  as  the  Secretarv  of  War  may 
deem  necessary,  available  tor  the  removal  of  snags  and  other  floating 
and  sunken  obstructions  in  the  Atchafalava  and  Old  rivers  from 
their  jimction  with  the  Mississippi  and  Red  rivers  down  the  Atcha- 
falaya  River  as  far  as  Melville,  La. 

No  modification  of  the  project  has  been  made  since  its  adoption, 
the  plan  being  continuous,  and  new  obstructions  being  brought  down 
by  each  flood  in  the  river.  So  much  of  the  continuous  appropriation 
as  may  be  required  each  year  will  be  applied  to  their  removal. 

The  amount  expended  upon  this  work  prior  to  June  30 j  1872,  can 
not  now  be  ascertained,  for  the  reason  that  during  that  time  and  to 
March  3,  1879,  appropriations  were  made  in  lump  sums,  principally 
under  the  title  '*  Improvement  of  Mississippi,  Missouri,  ana  Arkansas 
rivers,"  to  be  apphed  to  the  several  streams  as  their  needs  or  the 
terms  of  the  law  required.  The  available  records  do  not  show  the 
amount  appUed  to  each  stream. 

The  approximate  amoimt  expended  from  July  1,  1872,  to  June  30. 
1880,  was  $493,437.23,  and  the  definitely  known  amoimt  expended 
from  July  1,  1880,  to  June  30,  1909,  was  $2,203,977.85,  making  the 
total  of  approximate  and  known  expenditures  to  date  $2,697,415.08. 

From  March  28, 1868  (the  earUest  date  of  available  record  of  work 
done),  to  June  30,  1909,  96,364  snags  were  pulled,  81  wrecks  and  636 
drift  piles  were  removed,  and  444,070  trees  were  cut,  greatly  improv- 
ing the  river  and  lessening  the  dangers  of  navigation. 
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During  the  fiscal  year  in  review  two  steel-hull  snag  boats  were 
engaged  in  removing  such  obstructions  between  the  mouth  of  the 
Missouri  River  and  New  Orieans,  La.,  a  distance  of  about  1,270 
miles,  and  4,526  snags  were  destroyed,  27  drift  piles  and  23  wrecks 
were  removed,  2,406  trees  were  cut.  and  13,068  miles  patrolled. 

In  addition  to  this  work  part  or  the  funds  appropriated  for  the 
removal  of  obstructions  was  expended  in  the  partial  removal  of  Bea- 
ver Dam  rock,  an  obstructive  and  dangerous  rock  Ijing  in  mid- 
channel  about  1  mile  below  Commerce,  Mo.  A  beginning  was  made 
upon  this  work  (which  can  only  be  done  econoimcally  at  low  and 
favorable  river  stages)  during  the  preceding  fiscal  year  (1908),  when 
about  one-sixth  of  the  drilling  and  blasting  were  completed.  During 
the  past  fiscal  year  as  much  more  was  done,  so  that  about  one-third 
of  the  whole  is  now  accomplished.  Work  will  be  continued  at  each 
low-water  season  as  opportunity  offers  and  funds  are  available,  until 
the  entire  rock  is  removed  to  the  plane  desired. 

For  information  as  to  the  commerce  benefited  by  work  imder 
this  appropriation,  reference  should  be  made  to  the  commercial  sta- 
tistics m  tne  report  upon  improving  the  Mississippi  River  between 
the  Ohio  and  Missouri  nvers  and  in  the  reports  of  the  Mississippi  River 
Conunission  and  the  district  officers  thereunder.  The  amount  ex- 
pended during  the  year  was  $100,021.03. 

(See  Appendix  XI.) 

j?.  Mississippi  River  between  07do  and  Missouri  rivers. — In  its  orig- 
inal condition,  prior  to  any  improvement,  the  navigable  channel  of 
this  section  of  the  Mississippi  River  had  a  natural  depth  in  many 
places  of  only  3^  to  4  feet  at  low  water.  The  main  channels  were 
divided  by  islands  and  bars,  which  formed  chutes,  sloughs,  and  sec- 
ondary channels,  through  wnich  a  considerable  part  of  the  volume  of 
the  flow  was  diverted  to  the  detriment  of  navigation. 

The  first  systematic  effort  to  improve  this  condition  was  begun  by 
the  Federal  Government  in  1872,  and  was  continued  for  a  number  of 
years  as  appropriations  were  made,  the  works  of  improvement  con- 
sisting of  aifees  and  dams  of  brush  and  stone,  to  confine  the  low-water 
volume  in  the  vicinity  to  a  single  channel,  and  of  revetments  to  hold 
and  preserve  the  banks  where  it  was  thought  necessary  or  advisable. 

The  project  followed  in  later  years  and  up  to  the  present  time  has 
been  practically  that  adopted  in  1881,  approved  by  letter  of  the 
Chief  of  Engineers  dated  March  31,  1881,  contemplatmg  the  confine- 
ment of  the  flow  of  the  river  below  St.  Louis  to  a  single  channel  hav- 
ing an  approximate  width  of  2,500  feet  at  bank-full  stage,  the  natural 
width  in  many  cases  being  a  mile  or  more  at  mean  high  water,  this 
result  to  be  secured  by  closing  sloughs  and  secondary  channels  and 
by  building  out  new  oanks  where  the  natural  widtn  is  excessive, 
using  for  the  purpose  permeable  dikes  or  hurdles  of  piling  to  coUect 
and  nold  the  solid  matter  carried  in  suspension  or  rolled  on  the  bot- 
tom by  the  river,  the  banks,  both  new  and  old,  to  be  revetted  or 
otherwise  protected  where  necessary  to  secure  permanency.  Modi- 
fications or  the  project  in  the  river  and  harbor  acts  of  1896  and  1902 
provided  that,  pending  the  completion  of  the  permanent  improve- 
ment, the  low-water  channel  should  be  improved  each  season  by  the 
use  of  dredges  and  other  temporary  expedients. 
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Under  the  provisions  of  the  river  and  harbor  act  of  June  13,  1902, 
and  special  resolutions  of  the  Committee  on  Rivers  and  Harbors  of 
April  25, 1903,  the  special  engineer  board  considered  and  submitted  a 
report  upon  the  conditions,  best  methods  of  work,  and  cost  of  a  suit- 
able channel  in  this  part  of  the  Mississippi  River.  This  report,  under 
date  of  November  12,  1903,  recommended  a  channel  wnich  would 
have  at  low  water  at  least  200  feet  width  with  8  feet  depth  from 
Cairo  to  St.  Louis,  and  with  6  feet  depth  from  St.  Louis  to  the  mouth 
of  the  Missouri,  to  be  secured  by  side  contraction  works  and  shore 
protection,  assisted  by  dredging,  the  permanent  construction  work 
to  cost  about  $202000,000,  in  addition  to  all  expenditures  already 
made,  and  its  mamtenance  to  cost  about  $400,000  per  year;  and, 
with  a  view  to  the  prompt  execution  of  such  project,  this  report  fur- 
ther reconmiended  an  inmiediate  appropriation  of  $450,000  for  addi- 
tional dredging  plant  and  $250,000  per  year  for  three  years'  operation 
of  the  same,  together  with  $300,000  per  year  for  permanent  construc- 
tion works  and  temporary  expedients  until  the  results  of  such 
dredging  should  be  known  and  should  allow  a  revision  of  the  project. 
The  river  and  harbor  acts  of  March  3,  1905,  and  of  March  2,  1907, 
appropriated  or  authorized  contracts  and  work  to  the  amount  of 
$1,450,D00  for  the  new  plant  and  for  its  operation  for  five  years 
(1906,  1908  to  1911),  and  the  latter  act  provides  that  the  sums  now 
available  shall  be  expended  in  the  operation  and  maintenance  of 
dredging  plants  alreaay  constructed  and  in  temporary  expedients  of 
channel  regulation  connected  with  such  operauon,  and  m  mainte- 
nance and  repair  of  the  permanent  works  already  constructed,  and 
that  such  portion  of  the  $250,000  per  year  as  is  not  necessary  for 
the  above  work  may  be  expended  in  construction  of  permanent  works 
of  channel  regulation.  The  dredging  has  required  annually  so  much 
of  this  appropriation  that  only  about  $30,000  to  $50,000  per  year 
has  been  available  for  the  less  urgent  work.  The  action  of  Congress 
up  to  the  present  time  has  therefore  followed  the  recommendations 
or  the  Board's  report  of  November  12, 1903,  except  that  it  has  allowed 
only  a  small  portion  (about  $150,000  total  during  four  years)  of  the 
appropriations  to  be  used  upon  the  repair  and  maintenance  and 
new  construction  of  permanent  works  instead  of  $300,000  per  year 
recommended  therefor  by  the  1903  Board  for  the  years  of  experi- 
mental dredging.  The  results  of  the  dredging  work  above  author- 
ized and  done  now  show  that  the  1881  project,  as  revised  by  the  1903 
Board,  needs  no  further  revision  other  tnan  to  add  urgent  recom- 
mendations for  annual  appropriations  large  enough  to  allow  of  the 
completion  of  the  $20,000,000  project  within  a  reasonable  term  of 
years.  This  view  is  also  confirmedf  by  the  recent  report  of  the  spe- 
cial Board  on  Examination  and  Survey  of  the  Mississippi  River 
from  the  Lakes  to  the  Gulf,  dated  March  20,  1909,  which  virtuaUy 
recommends  the  early  completion  of  the  1881  project  as  indorsed 
and  modified  by  the  1903  Board,  and  which  puts  its  cost  at  about 
$21,000,000  ($1,000,000  being  added  to  compensate  for  the  deterio- 
ration of  permanent  works  during  recent  years  while  their  repair  has 
been  prevented  by  lack  of  recommended  appropriations). 

Continuing  contracts  for  $250,000  for  tne  year  commencing  July 
1,  1910,  are  already  authorized  oy  the  act  of  March  2,  1907,  to  l>e 
provided  for  in  the  next  simdiy  civil  act;  but  in  addition  thereto 
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the  $300;000  per  year  for  repair,  maintenance,  and  new  construction 
of  permanent  works  recommended  by  the  1903  Board,  after  increase 
to  $400,000  to  partially  compensate  for  deficiencies  since  1903,  should 
also  be  authonzed  for  the  coming  year  to  provide  for  checking  fur- 
ther serious  destruction  and  depreciation  of  existing  works. 

The  object  of  the  previous  and  present  plans  or  improvement  is 
to  obtain  and  maintain  a  minimum  depth  at  standard  low  water 
of  6  feet  from  the  mouth  of  the  Missouri  to  St.  Louis  and  of  8 
feet  from  St.  Louis  to  the  mouth  of  the  Ohio. 

The  amount  expended  to  June  30,  1909^  was  $12,718,126.03, 
exclusive  of  $180,000  allotted  bjr  acts  to  projects  for  improvement 
between  the  HUnois  and  Missouri  rivers,  including  Alton  Harbor. 

The  result  of  the  expenditure  of  this  amount  has  been  the  partial 
permanent  improvement  of  the  entire  extent  of  the  river  from  St. 
Louis  to  Cairo,  and  during  recent  years  practically  the  maintenance 
of  the  depths  required. 

The  new  appropriation  asked  for  is  the  estimated  expenditure 
for  one  year  only,  and  should  be  increased  by  authorization  under 
continuing  contracts  for  other  years  by  at  least  the  same  sum  annu- 
aUy  imtil  a  new  plan  is  authorized  by  Congress. 

It  is  proposed  to  expend  the  new  appropriation  asked  for  in  dredging 
and  in  such  temporary  and  permanent  improvements  as  may  be 
necessary  and  authorized  by  law. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1909. 
was  $341,824.44,  and  includes  $213,932.76  expended  for  dredges  and 
dredging,  the  remainder  going  to  the  care  of  plant  and  to  the  main- 
tenance and  repair  of  existing  works  of  revetment,  which  had  been 
much  damaged  bv  the  action  of  the  river  and  were  urgently  in  need 
of  such  work.  The  total  amount  thus  far  expended  tor  temporary 
channel  improvement  is  $1,422,541.32,  much  of  which  has  been  for 
dredging  plant  that  is  now  on  hand  and  available  for  future  work. 
The  approximate  value  of  this  dredring  plant  is  $509,890.42,  havinfi[ 
been  considerably  augmented  by  the  completion  and  adoition  of 
the  two  new  dredges  referred  to. 

This  improvement  has  probably  had  a  beneficial  influence  on 
freight  rates,  as  the  rates  to  localities  reached  by  water  are  well 
known  to  be  lower  than  those  remote  from  this  advantage,  but  an 
accurate  estimation  of  such  effect  is  impracticable. 

During  the  past  year  there  was  maintained  a  channel  depth  of  8 
feet  during  the  entire  season  when  the  river  was  imobstructed  by  ice, 
except  for  short  periods  at  several  places  the  depths  were  7  feet 
until  dredges  could  be  brought  into  action  upon  these  shoals,  when 
the  required  depth  was  quickly  obtained;  and  at  two  places.  Chain 
of  Rocks  and  Grand  Tower,  where  7  feet  was  the  maximum  obtained, 
due,  at  the  former  to  the  location  of  the  channel  across  the  soUa 
rocK,  and  at  the  latter  to  the  natural  silting  up  and  closing  of  the 
chute  east  of  Grand  Tower  Island,  forcing  the  boat  channel  to  the 
west  of  that  island  over  a  bar  of  gravel  and  small  bowlders  which 
could  not  be  moved  by  the  suction  type  of  dredges  in  use. 

The  river  at  St.  Louis  reached  a  high-water  stage  of  26.9  feet 
above  standard  low  water  (4  feet  St.  Louis  gauge)  on  July  1,  1908, 
and  a  low-water  stage  of  5.4  feet  below  standard  low  water  on  Janu- 
ary 12,  1909. 
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With  the  present  appliances  and  such  others  as  are  authorized 
for  the  temporary  improvement  of  low-water  channels  and  for  works 
of  permanent  improvement,  it  is  expected  that  a  navigable  depth 
of  about  8  feet  can  be  maintained  between  St.  Louis  and  Cairo  durmg 
all  stages  of  river  open  to  navigation. 

Recapitulation  of  commercial  statistics. 


1906. 

1906. 

1907. 

1908. 

Rfcpfpts  and  shipments  ftt  8t.  lioufs 

Tam. 
370,425 
6,684.949 
69.729 

Tom. 
416,855 
7,374,978 
62,238 

Tom. 
368,075 
8,905,542 
65,467 

ran*. 
365,920 

Transferred  by  fenies  at  St.  Louis 

5,600,765 

Shipped  (rom'landings  between  St  Louis  and  Cairo. . . . 

8;i73 

TotaL 

7,125,103 

7,854,071 

9,339,064 

5,974,858 

July  1,  1908,  balance  unexpended 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909. . 
June  30,  1909,  miscellaneous  receipts 


June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance 
of  improvement 


July  1,  1909,  balance  unexpended.. 
July  1,  1909,  outstanding  liabilities. 


July  1,  1909,  balance  available 

Amount  (estimated)  required  for  completion  of  existing  project. 


1376, 703. 86 

250,000.00 

23, 232. 22 

649,936.08 

a  341, 843. 07 

6  308,093.01 
16, 519. 03 

ft  291, 573.  98 

c  17, 501, 654. 55 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement  and  for  maintenance,  exclu- 
sive of  the  balance  unexpended  July  1,  1909 tf  250,000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  X  2.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  ROCK  ISLAND, 

ILLINOIS,  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  C.  S.  Rich6,  Corps  of  Engi- 
neers.   Division  engineer,  Col.  W.  H.  Bixby,  Corps  of  Engineers. 

1.  Operating  mag  boats  and  dredge  boats  on  upper  Mississippi 
River  and  tributaries, — By  the  river  and  harbor  act  or  August  11, 1888, 

Erovision  was  made  for  securing  the  uninterrupted  work  of  snag 
oats  and  dredge  boats  on  the  upper  Mississippi  Kiver  under  a  per- 
manent appropriation,  the  sum  so  expended  not  to  exceed  $25,000 
annually. 

a  Deduct  $18.63  expended  in  June,  1909,  on  account  of  inspections  for  the  Isthmian 
Canal  Commission,  wnich  had  not  been  refunded  at  the  end  of  the  fiscal  year,  leaving 
net  amount  of  $341,824.44  expended  upon  the  improvement. 

b  From  this  amount  deduct  $10,000,  allotment  carried  to  the  surplus  fimd  June 
80  1909. 

c  Project  of  1881  as  modified  in  1905. 

^This  estimate  refers  only  to  the  work  which  Concreas  has  specificall>r  provided 
for  under  the  continuing-con tract  authorization  of  March  2,  1907,  and  is  the  full 
amount  allowed  by  said  authorization.  For  the  reasons  ^ven  in  the  text  of  thin 
report  the  appropriation  of  the  additional  earn  of  $400,000  is  recommended 
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By  river  and  harbor  act  of  March  2,  1907,  the  annual  appropriation 
for  operating  snag  boats  on  the  upper  Mississippi  River  was  made 
available  for  similar  purposes  on  tne  Illinois  River  from  its  mouth 
to  Copperas  Creek. 

By  nver  and  harbor  act  of  March  3,  1909,  the  annual  appropriation 
for  operating  snag  boats  was  also  made  available  for  smiimr  pur- 
poses on  the  Minnesota  River  and  other  tributaries  of  the  upper 
Mississippi  River,  now  or  heretofore  improved  by  the  United  States. 
This  act  extends  the  snag-boat  jurisdiction  on  the  Illinois  River  from 
Copperas  Creek  to  La  Salle,  and  on  the  Minnesota,  the  St.  Croix, 
Chippewa,  Wisconsin,  Black,  Galena,  and  Rock  rivers. 

During  the  past  fiscal  year  the  snag  boat  David. Tipton  (formerly 
Colonel  A,  Mackenzie)  was  employed  from  July  1  to  November  12, 
1908,  and  from  April  3  to  June  30,  1909,  in  removing  snags  and  other 
obstructions,  and  otherwise  assisting  the  interests  of  navigation  in 
the  Mississippi  River  between  Minneapolis  and  the  mouth  orMissouri 
River,  in  tne  Illinois  River  from  its  mouth  to  La  Salle,  and  in  the 
Minnesota  River. 

The  U.  S.  dipper  dredge  Vulcan  was  employed  from  July  9  to  the 
middle  of  August  in  removing  obstructions  in  front  of  St.  Paul,  and 
at  several  other  localities  between  St.  Pai^l  and  Fountain  City. 

The  total  amount  expended  for  snag-boat  service  to  June  30,  1909, 
was  $1,049,584. 

The  total  quantity  of  freight  transported  on  the  upper  Mississippi 
River  during  the  calendar  year  1908  was  about  2,581,857  tons  and 
the  ton-miles  227,761,355;  m  1907,  3,919,440  tons,  and  532,899,223 
ton-miles. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1909, 
was  $25,000. 

(See  Appendix  Y  1.) 

2.  Mississippi  River  between  Missouri  River  and  Minneapolis, 
Minn. — Between  Missoui-i  River  and  St.  Paul,  Minn. — ^Under  this 
head  is  carried  on  the  improvement  of  through  navigation  and  also 
such  special  harbor  or  levee  work  as  is  provided  for  by  Congress. 
Systematic  work  was  begun  in  1878,  and  such  good  results  have  oeen 
secured  as  to  demonstrate  that  with  a  continuance  of  operations  under 
liberal  appropriations  the  low-water  channel  of  the  Mississippi  River 
between  St.  raul  and  the  Missouri  River  can  be  made  sufficiently 
deep,  available,  and  permanent  to  satisfy  the  demands  of  commerce. 

The  original  condition  of  the  channel  between  the  Missouri  River 
and  St.  Paul  was  such  that  in  low  stages  the  larger  boats  were  imable 
to  proceed  farther  upstream  than  La  Crosse  or  Winona,  and  in  many 
seasons  at  points  much  lower  down  their  progress  was  checked  or 
seriously  hindered. 

The  original  project  for  the  improvement,  adopted  in  1879,  pro- 
posed the  contraction  of  the  channel  or  waterway  by  means  of  wing 
and  closing  dams  to  such  an  extent  as,  by  means  of  the  scour  caused, 
to  afford  a  channel  of  sufficient  width  and  of  a  depth  of  4^  feet  at  low 
water.  There  was  expended  under  the  original  project  and  the  pro- 
visional modified  project  of  1897  to  June  30,  1909,  $12,104,097.72, 
of  which  about  $750,000  was  applied  to  maintenance.  At  that  date, 
and  for  many  years  previous,  the  condition  of  the  channel  was  such 
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as  to  permit  the  passage  of  the  largest  river  boats*  at  very  low  stages 
to  St.  Paul.  It  should  be  noted  that  of  the  amount  above  stated, 
$1,058,000  has  been  expended  for  harbors  and  levees  not  connected 
with  through  channel  improvement,  and  that  there  is  still  available 
for  these  purposes  $5,105.01. 

The  existing  project,  for  the  purpose  of  ultimately  securing  and 
maintaining  a  depth  of  6  feet,  was  adopted  by  Congress  March  2, 
1907,  and  is  given  in  full  with  detailed  estimate  in  House  Document 
No.  341,  Fifty-ninth  Congress,  second  session.  It  provides  for  fur- 
ther contraction  of  the  channel,  for  auxiUary  dredgmg,  for  a  lateral 
canal  at  Rock  Island  Rapids  and  deepening  Des  Moines  Rapids 
Canal,  for  repairs  to  existing  work  and  for  maintenance  during  con- 
struction. The  estimate  or  cost,  which  does  not  include  work  be- 
tween St.  Paul  and  Minneapolis,  is  $20,000,000,  provided  it  be  com- 
pleted within  twenty  years,  and  for  care  and  maintenance  after  com- 
pletion, $300,000  per  annum.  The  said  act  appropriated  $500,000, 
and  authorized  contracts  for  prosecuting  this  work  to  the  amount  of 
$1,500,000  additional,  of  which  $500,000  is  yet  to  be  appropriated, 
and  limited  the  cost  of  work  for  each  year  to  $500,000  for  three 
years.  To  June  30,  1909,  the  amount  expended  on  this  project  was 
$911,420.62. 

During  the  past  year  work  has  been  carried  on  by  hired  labor  and 
use  of  government  plant  in  vicinity  of  Alma  and  Pine  Island,  between 
Minneopa  and  La  MoiUe,  at  Richmond  Island,  in  vicinity  of  North 
Buena  Vista,  Guttenberg,  and  Eagle  Point,  at  Rock  Island  Rapids, 
in  vicinity  of  Gilberts  Island,  at  Atlas  Island  and  Hickory  Chute,  and 
under  formal  contract  in  Cassville  Chute  and  Guttenberg  channel, 
above  New  Boston,  at  Benton  Island,  and  in  vicinity  of  Buzzard, 
Hadley,  Fabius,  and  Armstrong  islands.  At  all  locaUties  where 
work  was  performed  good  results  were  obtained. 

With  the  expenditure  during  the  past  year  an  increased  depth  was 
obtained  at  several  locahties.  Needed  repairs  were  made  to  dams 
and  shore  protections  that  were  broken,  settled,  or  otherwise  damaged. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  from  the 
Missouri  River  to  St.  Paul,  658  miles,  at  mean  low  water  (stage  1.5 
above  extreme  low  water)  was,  as  nearly  as  could  be  ascertained,  4.5 
feet.  During  the  past  year,  on  account  of  prevailing  high  stages  of 
the  river,  there  has  been  at  no  point  less  than  7  feet  (except  for  about 
four  weeks  in  September)  except  at  the  Des  Moines  Rapids  Canal. 

The  navigation  interests  are  important,  although  mush  less  than 
in  former  years,  owing  to  the  gradual  decrease  of  the  handhng  of  logs 
and  manufacture  of  lumber.  The  amount  of  freight  carried  during 
the  season  of  1908  was  about  2,581,857  tons,  having  an  approximate 
valuation  of  $33,295,531,  the  tonnage  being  about  34  per  cent  and 
the  valuation  9  per  cent  less  than  in  1907.  The  number  of  ton- 
miles  was  227,761,355. 

The  amount  estimated  as  a  profitable  expenditure  is  to  be  used  in 
the  continuation  of  improvement  work  in  accordance  with  the  6-foot 
project  adopted  by  Congress,  March  2,  1907,  for  the  purpose  of  exten- 
sion of  benefits  or  navigation.  It  is  the  estimated  expenditure  for 
one  year  only. 

An  instance  of  the  effect  of  river  improvement  and  water  competi- 
tion on  freight  applying  to  that  portion  of  the  Mississippi  River  in 
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question,  taken  from  a  report  of  the  Upper  Mississippi  River  Improve- 
ment Association,  is  here  given: 

A  comparison  of  freight  rates  between  points  having  water  competition  arid  an  inland 

point. 


From— 

To- 

Miles. 

Route. 

Classes. 

1. 

2. 

3. 

4. 

6. 

St.  Loois 

st  Paul 

573 
729 
543 

RaU 

Boat.... 
Rail 

10.63 
.40 
1.30 

I0.52J 
.34 
1.09 

10.42 
.27 
.97 

10.26 
.17 

.84 

10.21 

Do 

do 

.14 

Do 

Oklahoma 

.67 

While  it  is  not  claimed  that  river  improvements  are  solely  respon- 
sible for  the  great  difference  in  freight  rates  above  shown,  it  is  well 
known  that  wherever  water  competition  exists,  whether  bv  river, 
canal,  or  lake,  its  effect  on  freight  rates  is  always  beneficial  to  the 
pubUc,  and  that  so  long  as  the  navigation  of  the  Mississippi  River  is 
feasible,  and  largely  in  proportion  to  its  feasibiUty,  such  oenefits  will 
accrue,  even  if  but  little  river  commerce  is  actual^  carried  on. 

It  is  noted  that  the  rate  charged  by  the  railroads  on  both  banks  of 
the  river  on  freight  from  St.  Louis  to  St.  Paul  is  about  50  per  cent 
greater  than  that  charged  by  steamboats,  and  that  the  railroad  rate 
to  an  inland  point  having  no  water  competition,  but  at  about  the 
same  distance,  is  more  than  200  per  cent  greater.  The  same  ratio 
prevails  for  less  distances. 

General  Freight  Agent  Lusk,  of  the  principal  line  of  steamers  on 
the  upper  Mississippi,  the  Diamond  Jo,  says: 

With  the  improvement  of  the  river  there  would  be  a  large  increase  in  the  freight 
traffic,  for  frequently  during  the  past  season  by  refusing  heavy  freight  shipments  we 
could  run  our  steamboats  to  St.  Paul  and  take  care  of  the  passenger  traffic,  but  on 
account  of  the  low  water  our  earnings  from  freight  were  materially  decreased. 

From  information  furnished  by  lumbermen  and  raft-boat  owners 
it  is  learned  that  the  rate  per  ton-mile  on  logs  and  lumber  floated 
down  the  river  to  various  points  ran  from  one-half  mill  to  1}  mills, 
the  average  rate  being  about  1  mill  ($0,001). 

The  lowest  rate  by  rail  for  lumber  in  carload  lots  between  upper 
Mississippi  River  points,  ascertained  from  actual  shipments  by  tnis 
oflSce  from  St.  Paul  to  Fountain  City,  Rock  Island,  and  Keokuk  is 
6  mills  per  ton-mile.  This  indicates  a  saving  in  freight  by  river  of 
5  mills  per  ton-mile,  or  $982,215  on  the  logs  and  lumber  moved  dur- 
ing 1908. 

A  classification  of  the  freight  carried  by  steamboats  in  1908  was 
found  impracticable,  but  on  the  least  favorable  showing  in  above 
table  the  savins  was  $0.07  per  100  pounds  for  600  miles,  or  $0.00233 

Eer  ton-mile,  which  amounts  in  round  numbers  to  $66,770.  It  is  to 
e  remembered  that  benefit  also  accrues  to  the  pubUc  in  the  reduc- 
tion, due  to  the  river,  of  rates  on  freight  carried  by  rail,  the  amount 
of  which  freight,  although  not  defimtely  known,  is  thought  to  be 
much  greater  than  that  carried  by  boats.  Were  the  improvement 
of  the  river  to  be  abandoned  and  no  further  navigation  practicable, 
the  loss  to  the  pubUc  during  each  year,  on  the  basis  of  the  rates  to 
inland  points,  would  be  several  millions. 
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The  continued  prosecution  of  the  improvement  to  a  greater  extent 
than  m  recent  years  seems  advisable,  in  order  that  the  condition  of 
the  river  for  through  navigation  may  be  maintained  and  more  rapidly 
improved.  It  is  not  anticipated  that  any  further  material  reduction 
in  freight  rates  on  the  adjacent  railways  will  thus  be  had,  but  there 
would  otherwise  be  danger  that  any  lessened  eflBciency  of  the  river 
for  navigation  would  soon  result  in  an  increase  in  freight  rates,  and 
the  volume  of  freight  that  might  thus  be  aflfected  is  so  great  that  a 
very  small  increase  on  these  rail  rates  would  annually  exceed  in  total 
amount  the  recent  annual  appropriations  for  the  portion  of  the 
Mississippi  River  in  question. 

For  constructing,  repairing,  and  revetting  the  Flint  Creek  to  Iowa 
River  levee  and  for  protecting  adjacent  river  bank  there  has  been 
expended  to  June  30,  1909,  $310,000.  During  the  past  year  an 
additional  allotment  of  $10,000  having  been  made  in  the  sundry 
civil  act  of  May  27,  1908,  the  shore  protection  at  Crutchfield  Prairie 
was  repaired  and  extended  1,692  feet  and  1,500  Unear  feet  of  shore 

f)rotection  was  constructed  in  section  6  on  the  Iowa  River.  This 
evee  runs  from  a  point  about  7  miles  up  the  Iowa  River  down  the 
west  bank  of  that  river  and  of  the  Mississippi  River  to  FUnt  Creek 
near  BurUngton,  Iowa. 

For  dredging  Quincy  Bay  there  has  been  expended  to  June  30, 
1909,  $129,481.36,  and  for  Quincy  Bay  and  bar  at  Quincy  $26,178.21 
additional.  No  work  was  done  under  this  allotment  durmg  the  year, 
and  the  unexpended  balance  is  $640.81. 

For  the  construction  of  a  harbor  of  refuge  below  Davenport,  Iowa, 
there  has  been  expended  to  June  30,  1909,  $13,068.05,  for  raising  and 
repairing  the  dam  at  the  head  of  Rockingham  Slough  and  for  dredging, 
sinking  cribs,  and  driving  piles.     No  work  was  done  during  the  year. 

For  the  channel  and  harbor  at  Hannibal,  Mo.,  there  has  been  ex- 
pended to  June  30,  1909,  $59,762.67.  No  work  was  done  during  the 
past  year. 

For  the  harbor  at  Muscatine,  Iowa,  there  has  been  expended  to 
June  30,  1909,  $43,148.60.     No  work  was  done  during  the  past  year. 

For  the  harbor  of  refuge  at  Pepin,  Wis.,  on  Lake  Pepin,  there  has 
been  expended  to  June  30,  1909,  $25,500.  During  the  year  the  pier, 
the  construction  of  which  had  been  delayed  for  several  years  by  nigh 
water,  was  completed. 

For  dredging  at  harbors  and  landing  places,  under  allotments 
amounting  to  $100,000,  there  has  been  expended  to  June  30,  1909, 
$78,000.  Satisfactory  work  was  done  durmg  the  past  year  at  Red- 
wing, La  Crosse,  Eagle  Point,  Cassville,  Prairie  du  Chien,  Moline, 
Quincy,  and  Hamburg. 

July  1,  1908,  balance  unexpended $640,693.37 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 500,000.00 

Miscellaneous  receipts 511.  75 

1, 141, 205. 12 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement         645,920.52 

July  1,  1909,  balance  unexpended 495, 284. 60 

July  1,  1909,  outstanding  liabilities 40,017. 80 

July  1, 1909,  balance  available 455, 266. 80 
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July  1,  1909,  amount  covered  by  uncompleted  contracts $80, 935. 92 

Amount  (estimated)  required  for  completion  of  existing  project 18,500,000.00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  o£  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 a  500,000. 00 

Suomitted  in  compliance  with,  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  Y  2.) 

S.  Operating  and  care  of  Des  Moines  Rapids  Canal  and  dry  dock. — 
During  the  past  fiscal  year  the  Des  M«ines  Rapids  Canal  was  open 
for  navigation  two  hundred  and  forty-nine  days,  during  which  time 
there  passed  through  it  1,180  steamboats  and  261  barges,  carrying 
34,242  passengers,  7,878  tons  of  merchandise,  and  2,500  bushels  or 
grain.  There  also  passed  through  the  canal  600,000  feet  b.  m.  of 
lumber,  10,903,000  teet  of  logs,  100,000  shingles,  and  100,000  laths. 
This  statement  is  about  the  same  as  that  of  the  previous  year,  but 
is  of  little  value,  as,  on  accoimt  of  high  stages  of  water,  most  of 
the  traffic  passed  over  the  rapids  instead  of  tnrough  the  canal. 

The  draft  afforded  by  the  canal  is  5  feet  at  extreme  low  water, 
which  may  be  increased  to  6  feet  at  high  stages.  There  are  three 
locks  having  an  available  length  of  325  feet  ana  width  of  78.5.  The 
minimum  width  of  the  canal  prism  at  water  surface  is  200  feet. 

The  dry  dock  was  in  constant  use  during  the  entire  year. 

The  cost  of  operating  and  care  of  the  canal  is  provided  for  by 
an  indefinite  appropriation  made  by  act  of  July  5,  1884,  as  amended 
and  reenacted  oy  section  6  of  the  river  and  harbor  act  of  March  3, 
1909. 

The  total  expenditures  to  June  30, 1909,  amounted  to  $1,347,203.88 
of  which  $43,185.70  was  expended  during  the  past  year. 

(See  Appendix  Y  3.) 

4.  Mississippi  River  at  Moline,  lU, — ^The  river  and  harbor  act  of 
March  3,  1905,  adopted  a  definite  project  for  improving  Mississippi 
River  at  Moline  by  excavating  a  channel  250  feet  wide  and  4  feet 
deep  at  low  water  from  the  city  of  Moline  to  the  head  of  the  so-called 
arsenal  dike  above  the  city,  and  a  similar  channel  connecting  with 
the  main  river  by  means  of  a  lock  and  dam  at  the  foot  of  Benhams 
Island  opposite  the  city,  at  an  estimated  cost  of  $386,000  and 
$10,000  annually  for  operation,  care,  and  maintenance. 

The  entire  amoimt  of  the  estimate  has  been  appropriated. 

The  amount  expended  to  Jime  30,  1909,  is  $372,825.42. 

The  lock  was  practically  completed  and  opened  to  navigation 
December  23,  1007. 

Some  work  was  done  in  removing  rock  from  the  upper  approach 
and  in  dredging  mud  and  sand  near  head  of  Arsenal  Island. 

For  reference  to  the  approved  project,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1905,  page  429. 

•oThis  estimate  is  for  the  full  amount  of  the  approximate  annual  expenditures 
for  this  work  fixed  by  Congress  in  the  continuing-contract  authorization  ol  March  2, 
1907.  It  is  noted  that  at  this  rate  from  thirty-five  to  forty  years  will  be  required  to 
complete  the  existing  project.  In  his  report  herewith  (Appendix  Y  2)  the  district 
engineer  ofl&cer  recommends  that  the  next  fiscal  year  appropriation  be  $1,500,000, 
and  his  opinion,  that  prosecution  of  this  improvement  is  advisable  to  a  greater  extent 
than  has  been  authonzed  in  recent  years,  is  concurred  in. 


Digitized  by  VjOOQ IC 


RIVER  AND  HARBOR  IMPROVEMENTS.  559 

July  1,  1908,  balance  unexpended $16,030.30 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       2,855.72 

July  1,  1909,  balance  unexpnded 13, 174. 58 

July  1, 1909,  outstanding  liabilities 217. 80 

July  1,  1909,  balance  available : .     12, 956. 78 

(See  Appendix  Y  4.) 

6.  Operating  and  care  of  Mxssi^sifyi  Rwer  improvement  at  Moline, 
lU. — ^Tnis  lock,  which  admits  boats  to  Moline  and  also  forms  a  link  in 
the  6-foot  channel  improvement  of  Rock  Island  Rapids,  was  for- 
mally opened  to  navigation  December  23,  1907.  During  the  past 
fiscal  year  the  lock  was  in  use  259  days,  during  which  time  tnere 
passed  through  it  2,713  boats  and  1,132  barges,  carrying  46,693  tons 
of  freight  ana  43,112  passengers.  As  the  lock  was  in  operation  only 
a  portion  of  the  previous  year,  no  accurate  comparison  of  traffic  can 
be  made. 

The  draft  afforded  by  the  lock  is  6  feet  at  extreme  low  water.  It 
has  an  available  length  of  325  feet  and  width  of  80  feet. 

The  cost  of  operating  and  care  of  MoUne  lock  is  provided  for  by 
an  indefinite  appropriation  made  hj  act  of  July  5, 1884,  as  amended 
and  reenacted  by  section  6  of  the  river  and  harbor  act  of  March  3, 
1909.  The  expenditures  to  June  30, 1909,  amounted  to  $14,799.03,  of 
which  $10,000  was  expended  during  the  past  year. 

(See  Appendix  Y  5.) 

6.  OperoMrw  and  care  of  Milan  section  of  Illinois  and  Mississippi 
Canal  J  lU. — ^This  portion  of  the  canal  is  4^  miles  in  length,  sur- 
mounting a  fall  of  18  feet,  and  was  formally  opened  to  navigation 
April  17,  1895.  During  the  past  fiscal  year  the  canal  was  in  use  260 
days,  during  which  time  there  passed  through  it  1,756  boats  and  745 
baizes,  carrying  12,512  tons  of  freight  and  9,336  passengers. 

Tne  commercial  traffic  was  about  the  same  as  that  of  the  previous 
year. 

The  draft  afforded  by  the  canal  is  7  feet. 

The  locks,  3  in  number,  have  a  length  of  170  feet  between  miter 
sills  and  a  width  of  35  feet.  The  cost  of  operating  and  care  of  the 
canal  is  provided  for  by  an  indefinite  appropriation  made  bj  act  of 
July  5, 1884,  as  amended  and  reenacted  by  section  6  of  the  nver  and 
harbor  act  of  March  3,  1909. 

The  expenditures  to  June  30,  1909,  amounted  to  $128,730.38,  of 
which  $19,700  was  expended  during  the  past  year. 

(See  Appendix  Y  6.) 

7.  Illinois  and  Mississippi  Canal:  Improvement  of  RocJc  River 
pool, — ^With  funds  provided  from  the  appropriation  for  construction  of 
the  canal  during  1908,  suction  dredge  Geyser  was  employed  for  one 
week  removing  sand  to  the  amoimt  of  4,274  cubic  yardfs  from  the 
lower  approach  to  Lock  29  and  in  Anderson  Chute.  Drill  boat  103 
and  dipper  dredge  Aja^  were  employed  from  September  1  to  Novem- 
ber 20,  1908,  in  blasting  and  removing  rock  between  Lock  29  and 
Anderson  Island  and  at  Hilliers  Island.  In  this  work  about  3,959 
cubic  yards  of  rock  and  3,165  cubic  yards  of  sand  were  removed. 
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Buoys  and  channel  marks  were  placed  and  considerable  snagging 
done. 

In  1909  work  was  resumed  in  April  with  drill  boat  lOS  and  dredge 
Ajax  and  was  carried  on  to  June  30  at  Hilliers  Island  and  below 
Lock  29.  The  project  for  improvement  from  Lock  29  to  Hilliers 
was  changed  to  give  a  width  or  200  feet  and  to  throw  the  channel  to 
the  south  of  Anaersons  Island. 

The  amount  expended  on  this  improvement  is  $42,399.29,  and 
during  the  year  $22,399.29. 

(See  Appendix  Y  7.) 

8.  OperaMng  and  care  of  Galena  River  improvement,  Illinois. — ^This 
improvement,  consisting  of  a  lock  and  dam  in  the  Galena  River,  was 
purchased  by  the  United  States  in  March,  1894,  under  provisions  of 
the  act  of  September  19,  1890,  at  a  cost  of  $100,000. 

During  the  past  fiscal  year  the  lock  was  open  for  navigation  235 
days,  in  whicn  time  there  passed  through  it  4,750  steamboats, 
launches,  and  barges,  carrjring  16,093  passengers  and  15.166  tons  of 
merchandise,  which  trafiic  is  four  times  as  great  in  mercnandise  and 
about  70  per  cent  greater  in  boats  than  the  previous  year. 

The  draft  that  can  be  carried  at  extreme  low  water  is  2  feet,  as 
Umited  by  the  depth  on  the  lower  miter  sill  of  the  lock,  which  has  an 
available  length  of  280  feet  and  width  of  52  feet. 

The  cost  of  operating  and  care  of  the  improvement  is  provided  for 
under  an  indennite  appropriation  made  by  act  of  July  5,  1884,  as 
amended  and  reenacted  by  section  6  of  the  river  and  harbor  act  of 
March  3,  1909,  and  the  amoimt  expended  to  June  30,  1909,  is 
$81,407.44,  of  which  $4,500  was  expended  during  the  year, 

(See  Appendix  Y  8.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  ST.  PAUL, 
MINNESOTA,  DISTRICT. 

This  district  was  in  the  charge  of  Mai.  Francis  R.  Shunk,  Corps  of 
Engineer^.     Division  engineer.  Col.  W.  H.  Bixby,  Corps  of  Engineers. 
L   Mississippi  River  between  St  Paul  and  Minneapolis,  Minn, — 


This  section  of  the  Mississippi  River,  from  the  Chicago.  St.  Paul, 
Minneapolis  and  Omaha  Railway  bridge  in  St.  Paul  to  Washington 
Avenue  Bridge  in  Minneapolis,  is  11.4  miles  long.  Before  improve- 
ment, boats  (&awing  3  feet  could  go  up  at  ordinary  low  water  as  far  as 
the  mouth  of  the  ACnnesota  River,  2.66  miles  above  the  Chicago,  St. 
Paul,  Minneapolis  and  Omaha  Railway  bridge.  From  the  Minne- 
sota River  to  the  present  site  of  Dam  !No.  2,  a  distance  of  6.56  miles, 
there  was  a  channel  about  2  J  feet  deep,  but  on  account  of  the  velocity 
of  the  current  upstream  freighting  was  difficult  and  unprofitable. 
From  this  point  to  the  Washington  Avenue  Bridge,  a  distance  of  2.18 
miles,  the  depth  was  not  more  than  2  feet  at  ordmary  low  stage,  and 
the  velocity  such  as  effectually  to  prevent  navigation.  Before  1894 
work  was  done  in  this  part  of  the  river  under  allotments  from  the 
appropriations  for  *^  Improving  the  Mississippi  River  from  the  land- 
ing on  the  west  bank  below  the  Washington  Avenue  Bridge,  Minne- 
apolis, to  the  Des  Moines  Rapids."  A  total  amount  of  $59,098.70 
was  thus  expended  in  dredging,  bank  protection,  and  construction  of 
wing  dams.  As  a  result  considerable  unprovement  was  made  in  the 
nd-vigable  reaches,  but  the  limits  of  navigation  were  not  extended. 
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In  1894  a  separate  project  was  adopted  for  the  Mississippi  River 
between  St.  Paid  and  Minneapolis.  It  provided  for  two  locks  and 
dams:  One  (No.  1)  just  above  the  moutn  of  Minnehaha  Creek,  and 
3.68  miles  above  the  Minnesota  River,  to  have  a  lift  of  13.3  feet;  an- 
other (No.  2),  2.88  miles  above  No.  1  and  2.18  miles  below  Washing- 
ton Avenue  Bridge,  Minneapolis,  to  have  a  lift  of  13.8  feet.  The  lock 
chambers  were  to  be  80  feet  by  334  feet,  and  the  depth  on  the  lower 
miter  sills  5  feet  at  low  water. 

This  project  was  modified  by  the  act  of  March  2,  1907,  which  re- 
(^uires  a  channel  depth  of  6  feet  instead  of  5  feet.  This  will  make 
it  necessary  to  increase  the  lifts  of  the  two  dams, 'and  to  take  meas- 
ures for  increasing  the  depth  on  the  lower  miter  siU  of  Lock  No.  1 
to  6  feet  at  low  water;  but  funds  for  this  work  have  not  as  yet  been 
provided  by  Congress. 

The  river  and  harbor  act  approved  March  3,  1899,  authorized  the 
completion  of  Lock  and  Dam  No.  2,  together  with  Lock  and  Dam  No. 
1,  under  continuing  contracts  or  otherwise,  at  a  total  cost,  for  both 
locks  and  dams,  of  $1,166,457.  An  increase  in  the  limit  of  cost  to 
$1,466,000  was  authorized  by  the  river  and  harbor  act  approved 
March  3,  1906.  This  act  authorized  continuing  contracts  lor  the 
completion  of  the  work  in  the  sum  of  $299,543,  of  which  $59,543  still 
remains  to  be  appropriated. 

The  amount  expended  under  this  project  to  June  30,  1909,  was 
$1,149,453.47.  of  which  $2,792.43  was  for  maintenance. 

Lock  and  Dam  No.  2  is  now  completed  and  has  been  in  operation 
since  May,  1907.  Lock  Np.  1  is  completed,  except  some  backfflling, 
lock  gates,  and  maneuvering  machinery,  but  no  work  has  yet  been 
done  on  Dam  No.  1 .     The  whole  project  is  about  75  per  cent  completed. 

Until  the  completion  of  Lock  and  Dam  No.  1,  the  work  can  not 
have  much  benencial  eflfect  on  the  navigability  of  the  river. 

The  river  and  harbor  act  approved  Aferch  3,  1909,  provided  for  the 
examination  of  the  river  with  a  view  of  modifying  the  project.  The 
item  is  as  follows: 

MifisiBBippi  River,  from  St.  Paul  to  MinneapoliB,  with  a  view  to  modification  of  proj- 
ect to  provide  for  increased  depth  and  utilizing  the  surplus  water  for  development  of 
power:  Providecf.  That  if  any  modification  of  the  present  project  be  deemed  advisable 
Dy  the  Chief  of  Engineers,  no  work  thereon  shall  oe  performed  inconsistent  with  such 
proposed  modifications.  The  Chief  of  Engineers  shall  submit  various  practical  alter- 
native plans  with  the  advantages  of  each. 

A  Board  of  Engineers,  consisting  of  Maj.  Charles  S.  Rich6,  Maj. 
Francis  R.  Shunk,  and  Maj.  Charles  S.  BromweU,  has  been  appointed 
to  consider  and  report  upon  the  proposed  modification. 

The  usual  variation  or  level  oi  water  surface  is  about  8  feet,  with 
a  maximum  variation  of  about  16  feet. 

The  head  of  navigation  for  large  boats  now  is  the  mouth  of  the 
Minnesota  River,  2.7  miles  above  the  Chicago,  St.  Paul,  Minneapolis 
and  Omaha  Railway  bridge  in  St.  Paul.  The  reach  from  the  mouth 
of  the  Minnesota  River  to  Minnehaha  Creek,  a  distance  of  3.3  miles, 
is  regularly  used  hj  light-draft  excursion  boats. 

At  the  present  time  the  principal  conmierce  is  the  passage  of  logs, 
loose  and  rafted.  During  the  calendar  year  1908,  77,000,000  feet 
b.  m.  of  logs,  approximately  350,000  tons,  with  an  estimated  value  of 
$1,694,000,  was  floated  down  the  river.  The  excursion  business 
amounts  to  about  $15,000  per  annum. 
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The  construction  of  the  two  locks  and  dams  will  develop  a  passen- 
ger traflSc  between  St.  Paul  and  Minneapolis,  and  is  expected  to  re- 
duce the  freight  rate  on  flour  and  grain  shipped  from  Minneapolis. 

It  is  proposed  to  expend  the  amount  estimated  as  a  profitable 
expenditure  during  the  fiscal  year  1911  in  completing  Lock  and 
Dam  No.  1. 

July  1,  1908,  balance  unexpended 1167,423.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 180, 000. 00 

Miscellaneous  receipts 17. 70 

347,440.70 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       88,056.69 

July  1,  1909,  balance  unexpnded 259,354.01 

July  1,  1909,  outstanding  liabi  lities 1, 958. 54 

July  1,  1909,  balance  available 257, 425. 47 

Amount  (estimated)  required  for  completion  of  existing  project 59, 543. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 59,543.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  Z  1.) 

2,  Operatiiig  and  care  of  Lock  No,  2,  Mississippi  River  between  St 
Paul  and  Minneapolis y  Minn, — ^This  lock  and  dam  were  completed 
in  1906,  and  their  maintenance  and  operation  have  been  provided 
for  since  July  1,  1907,  by  allotments  from  the  appropriation  for 
'* Operating  and  care  of  canals  and  other  works  of  navigation.'' 

The  amount  expended  to  June  30,  1909,  is  $7,405.28. 

Lock  and  Dam  No.  2  is  the  first  of  a  series  of  two  between  St. 
.Paul  and  Minneapohs,  Minn.,  the  object  of  which  was  to  provide 
slack-water  navigation  over  the  stretch  of  river  between  Minnehaha 
Creek  and  the  Washington  Avenue  Bridge,  Minneapolis,  Minn. 
No.  2  is  the  upper  one  of  the  series  and  was  constructed  first  because 
navigation  on  the  section  above  was  diflScult  and  hazardous  under 
the  most  favorable  conditions,  and  virtually  impossible  at  low  stages 
of  the  river. 

Since  the  conrpletion  of  this  lock  and  dam  the  river  above  is 
navigable  up  to  Washington  Avenue  Bridge,  Minneapolis,  for  boats 
drawing  5  feet.  Until  Lock  and  Dam  No.  1  are  completed,  how- 
ever, the  full  benefit  of  Lock  and  Dam  No.  2  can  not  oe  felt,  since 
the  river  between  the  two  locks  is  very  difficult  of  navigation  in  its 
present  condition. 

During  the  year  77,000,000  feet  b.  m.  of  logs  passed  the  dam. 
The  weight  of  these  logs  was  about  350,000  tons  and  their  value 
about  $1,694,000. 

(See  Appendix  Z  2.) 

5.  Reservoirs  at  headvxUers  of  Mississippi  River  and  Mississippi 
River  between  Brainerd  and  Grand  Rapias,  Minn, — Under  this  title 
are  included  two  entirely  separate  improvements,  which  are  separately 
considered: 
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(a)  Reservoirs  (U  hecdvxUers  of  Mississippi  River. — These  works 
are  intended  to  improve  nayigable  depths  on  the  Mississippi  River 
above  Lake  Pepin.  Before  improvement  the  river  was  subject  to 
fluctuations  of  level  between  wide  limits  and  was  often  unnavigable 
at  low  stages. 

The  project  adopted  in  1880  called  for  the  construction  of  forty-one 
reservoirs  in  Minnesota  and  Wisconsin  to  collect  surplus  water  from 
the  precipitation  of  winter,  spring,  and  early  summer,  and  release  it 
systematically  during  low  water  so  as  to  l>enefit  navigation  on  the 
Mississippi  River.  Tne  estimated  cost,  exclusive  of  land  and  flowage 
easements,  was  $1,809,083. 

In  compUance  with  act  of  Congress  of  August  5,  1886,  the  Chief  of 
Engineers,  in  1887,  reconimended  that  the  reservoirs  or^ginallv  con- 
templated on  the  St.  Croix,  Chippewa,  and  Wisconsin  rivers  be  not 
constructed.  Subsequent  acts  or  Congress  have  been  in  accord  with 
this  recommendation,  and  the  project  is  considered  as  modified  to  the 
extent  recommended.  (See  Annual  Report  of  the  CMef  of  Engineers 
for  1887,  pp.  1681  et  seq.) 

The  act  of  March  2, 1907,  authorized  the  construction  of  a  reservoir 
at  Gull  Lake,  Minnesota,  at  an  estimated  cost  of  $70,000,  provided 
that  the  necessary  land  and  flowage  easements  be  acquired  without 
cost  to  the  United  States.  About  one-third  of  the  flowage  rights 
required  have  been  deeded  to  the  United  States  and  the  rest  are  in 

?rocess  of  condemnation  by  private  parties  for  the  United  States, 
'he  same  act  authorized  the  reconstruction  of  Sandy  Lake  dam, 
without  a  lock  for  steamboats,  at  an  estimated  cost  of  $75,000. 
This  provision  was  amended  by  section  6  of  an  act  (Public,  No.  153) 
approved  May  28,  1908,  by  striking  out  the  words  '^without  a  lock 
for  steamboats." 

The  total  expenditure  up  to  June  30,  1909,  was  $1,513,160.21,  of 
which  $638,732.56  was  for  original  construction^  $484,298.73  for 
renewal  and  maintenance,  $153,393.11  for  acquisition  of  land  and 
flowage  rights,  including  surveys,  and  the  remainder  for  operating 
expenses,  damages,  and  contingencies. 

The  sum  of  $258.65  has  been  received  on  accoimt  of  refundments 
and  the  sale  of  material. 

Five  timber  dams  were  built,  at  Lake  Winnibigoehish,  Leech  Lake, 
Pokegama  Falls,  Pine  River,  and  Sandy  Lake.  The  first  four  have 
been  rebuilt  in  concrete,  and  the  building  of  a  new  concrete  dam  at 
Sandy  Lake  is  now  in  progress. 

Title  to  6,122  acres  of  land  has  been  acquired,  and  flowage  rights 
on  9,553  acres,  including  283  acres  for  the  proposed  Gkill  Lake 
Reservoir. 

Since  1898  operations  have  been  confined  to  the  completion,  renewal^ 
and  repair  of  existing  works,  surveys,  and  acquisition  of  necessary 
land  and  flowage  easements. 

The  expenditure  as  a  whole  has  resulted  in  benefit  during  the  low- 
water  season  to  the  navigable  portions  of  the  Mississippi  ifiver  from 
Cass  Lake,  Minn.,  to  Lake  Pepin,  and  incidentally  in  the  mitigation 
of  the  floods  in  the  river  above  St.  Paul.  The  chief  benefit  has  prob- 
ably been  to  commerce  on  the  Mississippi  River  from  St.  Paul  down. 

The  effect  on  freight  rates  has  been  considerable,  both  on  the  upper 
river  and  below  St.  Paul.    Without  the  reservoirs  steamboat  trans- 
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portation  would  scarcely  be  possible  during  low  water  between  Brain- 
erd  and  Grand  Rapids,  and  freight  would  have  to  be  carried  by 
wagons  at  great  expense.  It  is  a  fact  that  railroad  freight  from  St. 
Paul  to  St.  Louis,  a  distance  of  600  miles,  is  only  5  per  cent  higher 
than  the  rate  from  St.  Paul  to  Chicago,  400  miles;  and  that  steamboat 
freight  rates  to  river  points  below  St.  Paul  are  in  general  about  one- 
third  lower  than  those  of  the  railroads.  Some  portion  of  this  reduc- 
tion is  doubtless  due  to  the  reservoirs. 

(ft)  Mississippi  River  between  Brcdnerd  and  Grand  Rapids.  Minn. — 
By  act  of  June  1^  1902,  this  improvement  was  added  to  the  project 
for  reservoirs.  Work  of  snagging,  bowlder  removal,  etc.,  had  been 
done  on  this  nart  of  the  river  under  a  project  (now  expired)  for 
''Improving  Mississippi  River  above  the  Falls  of  St.  Anthony."  The 
present  project  contemplates  continuation  of  such  work.  No  esti- 
mate of  cost  has  been  adopted. 

Up  to  June  30,  1909,  $19,000.96  had  been  expended.  As  a  result 
the  channel  between  Brainerd  and  Grand  Rapids  was  greatly  improved 
by  removal  of  snags,  overhanging  trees,  bowlders,  etc.  The  maxi- 
mum draft  that  can  be  carried  at  low  water  on  the  Mississippi  River 
above  Brainerd  depends  upon  the  manipulation  of  the  reservoirs. 
The  amount  of  water  discnarged  varies  with  the  requirements  of 
navigation,  but  a  depth  of  4  feet  could  probably  be  maintained 
throughout  the  low-water  season  if  necessary.  The  usual  variation 
in  level  is  about  10  feet.  Cass  Lake,  283  miles  above  Brainerd,  is  the 
head  of  navigation. 

There  are  three  steamboats  and  several  launches  operating  on  the 
Mississippi  River  between  Brainerd  and  Grand  Rapids.  During  the 
season  oi  1908  these  boats  carried  about  1,500  tons  of  miscellaneous 
freight,  of  an  estimated  value  of  $100,000,  and  about  1,700  passengers. 
In  addition  to  the  above  about  255,000,000  feet  b.  m.  of  loose  lo^ 
and  rafts  of  hard  wood,  poles,  and  pulp  wood  were  floated  over  this 
section  of  the  river.  Tne  combined  weight  of  the  last  two  items  was 
about  1,150,000  tons  and  the  value  about  $5,100,000. 

There  are  no  railroads  paralleling  the  portion  of  the  river  under 
improvement,  and  inhabitants  of  the  adjacent  country  are  dependent 
upon  the  river  as  a  means  of  transportation.  The  work  of  improve- 
ment has  given  a  safer  and  more  commodious  channel,  and  has 
doubtless  kept  down  freight  rates  on  the  river. 

Under  the  whole  project  no  additional  appropriations  are  needed 
for  expenditure  durmg  the  fiscal  year  ending  June  30,  1911.  It  is 
proposed  to  expend  the  available  funds  in  building  a  lock  at  Sandy 
Lake,  building  dikes,  etc. 

GENERAL  IHPBOVEMBNT. 

July  1,  1908,  balance  unexpended $109,884.51 

Amount  derived  from  sales 25.00 

109,909.51 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       46,382.87 

July  1,  1909,  balance  unexpended 63,526.64 

July  1,  1909,  outfltandinc  liabilities 696.15 

July  1, 1909,  balance  available 62,830.49 
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BBCONSTRUCnON  OF  SANDY  LAKE  DAM. 

July  1,  1908,  balance  unexpended $42,672.55 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      36,658.15 

July  1,  1909,  balance  unexpended 6,014.40 

July  1,  1909,  outstanding  liabilities 460.00 

July  1,  1909,  balance  available 5, 554. 40 

OONSTBVCnON   OF  GULL  LAKE  BE8ERVOIR. 

July  1,  1908,  balance  unexpended $69,412.68 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   356.24 

July  1,  1909,  balance  unexpended 69,056.44 

July  1,  1909,  outstanding  liabilities 7.00 

July  1, 1909,  balance  available 69, 049. 44 

CONSOLIDATED. 

July  1, 1908,  balance  imexpended $221, 969. 74 

Amount  derived  from  sales 25.00 

221, 994. 74 
June  30, 1909,  amount  exi)ended  during  fiscal  year,  for  works  of  improve- 
ment       83,397.26 

July  1,  1909,  balance  unexpended 138,597.48 

July  1,1909,  outstanding  liabilities 1,163.15 

July  1,  1909,  balance  available 137, 434. 33 

(See  Appendix  Z  3.) 

J^,  Operating  and  care  of  reservoirs  at  Jieadwaters  of  Mississippi 
River. — Before  1894  the  expenses  of  operation  were  paid  from  the 
appropriations  for  construction.  By  act  of  August  18,  1894,  the 
*^are,  preservation,  and  maintenance"  of  the  reservoirs  were  in- 
cluded under  the  appropriation  for  "Operating  and  care  of  canals 
and  other  works  of  navigation."  Annual  allotments  have  since  been 
made  from  that  appropnation. 

The  care,  preservation,  and  maintenance  of  the  reservoirs  include 
repairs  to  dams,  dikes,  buildings,  roads,  telephone  lines,  etc.,  and  the 
payment  of  salaries  to  dam  tenders  and  gauge  readers. 

The  reservoirs  are  operated  mainly  with  a  view  to  the  improve- 
ment of  navigation  on  the  Mississippi  River,  but  with  due  regard 
to  other  legitimate  interests.  Incidentally  they  are  of  great  benent  in 
mitigating  floods  and  in  regulating  the  flow  of  water  for  power 
purposes.  No  definite  schedule  can  be  determined  beforehand,  but 
the  following  are  the  general  rules  observed  in  operation: 

(a)  The  mscharge  must  not,  by  operation  of  the  reservoirs,  be  re- 
duced below  the  normal  low-water  flow  of  the  streams  affected.  This 
rule  is  necessary  in  the  interest  of  manufacturers. 

(b)  When  logs  arrive  in  the  reservoirs  they  must  be  sluiced  through. 
Transportation  of  logs  by  floating  is  a  form  of  commerce  and  tne 
main  form  of  conunerce  on  the  streams  affected  by  the  reservoirs.  It 
is  dangerous  to  the  dams  to  allow  accumulations  of  logs,  so  that  they 
must  be  sluiced  through  even  in  times  of  flood. 
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(c)  The  winter  flow  is  so  regulated  as  to  make  room  for  39,000,- 
000^000  cubic  feet  of  water  at  the  end  of  winter.  This  is  the  amount 
ordmarily  to  be  expected  in  the  spring  floods. 

(d)  From  the  spring  thaw  until  the  dry  season  of  summer  (ordi- 
narily until  about  July  10)  as  much  water  is  retained  in  the  reser- 
voirs as  possible,  subject  to  rules  (a)  and  (6). 

(e)  Wnen  the  gauge  at  St.  Paul  has  fallen  nearly  to  3  feet  (which 
reading  indicates  a  channel  depth  at  St.  Paul  of  5  feet)  water  is 
released  so  as  to  keep  the  gauge  at  this  reading.  If  there  is  not 
enough  water  for  this  purpose,  then  the  greatest  constant  depth  pos- 
sible IS  maintained. 

(/)  When,  during  the  low-water  sta^,  there  is  not  sufficient  depth 
for  the  steamer  plying  between  Aitkm  and  Grand  Rapids  and  the 
quantity  of  water  m  me  reservoirs  is  suflScient,  enough  water  is  re- 
leased, on  request,  to  make  a  trip  possible.  This  use  of  the  reservoirs 
is  occasional. 

The  total  amount  expended  up  to  June  30,  1909,  was  $279,137.46, 
of  which  $27,932.08  was  expended  during  the  past  year.  As  a  result 
the  river  has  been  maintained  during  the  sunmiers  of  most  years  at  a 
navigable  stage  in  its  upper  portion  and  from  St.  Paul  to  Lake 
Pepin.  Flood  heights  in  tne  Mississippi  have  been  reduced,  often  by 
several  feet,  and  tne  benefit  to  manufacturing  interests,  due  to  the 
more  imiform  flow,  has  been  very  great. 

For  capacities  of  reservoirs,  maps  of  re^on,  and  comparison  of 
rainfall  and  run-off,  see  Annual  Reports  of  the  Chief  of  Engineers 
for  1896,  page  1841,  and  for  1905,  page  1678.  For  break  in  Pine  River 
reservoir,  see  Annual  Reports  or  the  Chief  of  Engineers  for  1896, 
page  1844,  and  for  1897,  page  2144.  For  diagrams  showing  how 
much  water  had  been  stored  each  year  in  each  reservoir,  see  .fimual 
Report  of  the  Chief  of  Engineers  for  1900,  Part  4,  page  2798.  For 
distribution  of  Uabilities  incurred  during  the  fiscal  years  1898  to  1905, 
see  Annual  Report  of  the  Chief  of  Engineers  for  1905,  pages  1676- 
1677.  For  report  of  Board  of  Engineers  upon  matters  connected 
with  the  operation  of  the  reservoirs,  see  Annual  Report  of  the  Chief 
of  Engineers  for  1906,  Part  2,  page  1443. 

(See  Appendix  Z  4.) 

6.  St.  Croix  River,  Wisconsin  and  Minnesota. — ^Before  improvement 
the  ruling  low-water  depth  on  the  bars  above  Lake  St.  Croix  was  2 
feet.  In  JLake  St.  Croix  the  channel  was  in  most  places  8  to  10  feet 
deep,  but  narrow  and  tortuous. 

The  project  was  adopted  in  1875,  and  amended  as  to  estimates  of 
cost  in  1882  and  1889.  By  act  of  June  3,  1896,  the  improvement  of 
the  harbor  and  water  front  of  Stillwater  was  added  to  the  project. 

The  end  sought  was  to  provide  a  conunodious  channel  3  feet  deep 
at  low  water  from  Taylors  Falls  to  the  Mississippi  River,  a  distance 
of  52.3  miles,  and  to  give  adequate  harbor  faciUties  at  Stillwater. 
This  was  to  be  done  by  means  of  dredging  in  Lake  St.  Croix  and  at 
Stillwater  and  by  dredging  and  contraction  works  above  Lake  St. 
CroLx.  The  estimate  of  cost,  as  finally  modified,  was  $136,700.  The 
project  was  completed  in  1900. 

Since  that  time  work  of  maintenance  has  been  done.  The  appro- 
priations have  not  been  sufficient  to  accomplish  all  that  was  desired. 
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and  the  channel  above  Lake  St.  Croix  has  deteriorated  so  as  to  be 
scarcely  navigable  at  low  stages.  This  deterioration  is  mainly  due  to 
the  choking  of  the  river  by  snags  and  sunken  logs. 

The  amount  expended  to  June  30,  1909,  was  $147,694.86,  of  which 
the  amount  spent  since  1900,  $16,285.36,  was  for  maintenance  only. 

Regular  appropriations  of  $3,600  per  annum  are  needed  for  t^e 
maintenance  of  this  improvement. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  low 
water  was  3  feet  at  and  below  Stillwater.  Above  Stillwater  it  was 
not  more  than  2  feet.  Taylors  Falls,  about  62  miles  from  its  mouth, 
is  the  head  of  navigation  on  this  stream.  The  usual  variation  of 
level  of  water  surface  is  about  6  feet. 

The  commerce  of  this  river  is  chieflv  in  logs,  which  are  floated 
loose  to  Stillwater,  Minn.,  and  raftedf  below  that  place.  About 
84,000,000  feet  b.  m.  of  loose  logs  were  floated  during  the  season  of 
1908,  their  weight  being  about  378,000  tons  and  theu*  value  about 
$1,848,000.  About  43,000,000  feet  b.  m.  of  logs  and  manufactured 
lumber,  4,000,000  laths,  and  6,000,000  shingles  were  rafted  below 
Stillwater,  10  steamboats  being  engaged  in  these  operations.  One 
steamboat  made  daily  trips  during  the  season  between  Osceola  and 
Taylors  Falls,  Miim.,  carrjring  passengers  and  a  little  freight,  but  no 
information  could  be  obtained  of  the  amount  of  business  done.  No 
freight  to  speak  of  has  been  carried  on  the  river  in  recent  years.  The 
work  done  nas  had  no  effect  on  freight  rates. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  expendi- 
ture in  fiscal  year  1911  to  dredging  and  the  repair  of  wing  dams,  such 
work  being  necessary  to  make  previous  improvements  available. 

Reports  on  exammations  of  this  river  have  beeiLpublished  as  fol- 
lows: Prdered  by  act  of  June  23,  1874,  Executive  Document  No.  75 
(part  6),  Forty-tnird  Congress,  second  session;  report  dated  January 
26,  1880,  Report  of  the  Chief  of  Engmeers  for  1880,  page  1661: 
ordered  by  nver  and  harbor  act  of  September  19,  1890,  Annual 
Report  of  the  Chief  of  Engineers  for  1891,  page  2218;  ordered  by 
river  and  harbor  act  of  March  3,  1899,  Annual  Report  of  the  Chief  of 
Engineers  for  1900,  page  2837;  ordered  by  river  and  harbor  act  of 
March  3,  1905,  House  Document  No.  686,  Fifty-ninth  Congress,  first 
session. 

July  1, 1908,  balance  unexpended $397.74 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3^  1909 3,600.00 

3,997.74 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 727. 60 

July  1, 1909,  balance  unexpended 3, 270. 14 

July  1,  1909,  outstanding  liabilities 585.29 

July  1,  1909,  balance  available 2, 684. 85 

[Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 4, 000. 00 

ISuDmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 

[    1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899, 

(See  Appendix  Z  6.) 
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6.  Minnesota  River,  Minnesota. — Before  improvement  the  ruling 
low-water  depth  at  the  entrance  to  Minnesota  River  was  not  more 
than  2  feet.  From  the  mouth  to  Shakopee,  a  distance  of  23.7  miles, 
there  was  a  least  low-water  depth  of  7  feet,  and  from  Shakopee  to 
Little  Rapids,  11.8  miles,  a  least  depth  of  3  feet.  From  Little 
Rapids  to  Alankato,  a  distance  of  78.2  miles,  the  river  was  navigable 
only  at  the  higher  stages.  Above  Mankato  navigation  was  possible 
only  at  verv  high  water.  Along  the  entire  course  the  channel  was 
obstructed  by  bowlders,  snags,  and  overhanging  trees. 

Tlie  project,  adopted  in  1867,  provided  for  the  removal  of  snags, 
bowlders,  etc.,  from  Yellow  Medicine  River  to  the  mouth,  a  distance 
of  237  miles.  The  estimate  of  cost  was  $117,000.  In  1893  the  project 
was  modified  to  include  the  construction  of  a  low-water  dam  across 
the  mouth  of  the  river  at  Pike  Island,  and  the  excavation  of  a  new 
channel  through  Fort  Snelling  Chute  at  the  head  of  Pike  Island. 
When  the  Minnesota  River  is  low,  the  Mississippi  River,  at  the  head 
of  Pike  Island,  is  ordinarily  higher  than  the  Minnesota,  and  the 
object  of  the  dam  and  new  cnannel  was  to  raise  the  level  of  the  Min- 
nesota at  and  near  Little  Rapids  during  low  stages  ss  well  as  to  pro- 
vide a  better  entrance.  The  estimated  cost  of  the  new  work  was 
$10,000.  The  project  was  completed  in  1895.  Work  done  since  that 
time  has  been  m  maintenance  of  the  channel  at  the  mouth. 

By  act  of  June  13,  1902,  $2,500  was  appropriated  for  the  removal 
of  the  dam  at  Pike  Island,  should  the  Secretary  of  War  in  his  discre- 
tion so  determine.     The  dam  was  removed  in  1908. 

Amount  expended  to  June  30,  1909,  was  $139,438.02,  of  which 
$7,938.77  was  for  maintenance  of  existing  improvements. 

Appropriations  since  1896  have  been  very  small  and  irregular  and 
have  all  oeen  applied  to  the  maintenance  of  the  improvement  at  the 
mouth  of  the  river,  for  which  purpose  they  have  not  been  suflScient. 

Regular  appropriations  of  $2,000  per  annum  are  needed  for  the 
maintenance  of  this  improvement. 

The  maximum  draft  that  could  be  carried  to  Shakopee  June  30, 
1909,  at  low  water  was  5  feet,  great  improvement  in  tne  navigable 
depth  at  the  entrance  having  resulted  from  the  removal  of  the  dam  at 
Pike  Island. 

Little  Rapids^  36  miles  from  the  mouth,  may  be  considered  the 
head  of  navigation  at  present,  although  at  high  stages  navigation  is 
possible  to  I^  Sueur,  88  miles  from  the  mouth. 

The  stream  is  at  present  used  chieflv  by  excursion  steamers  and 
small  pleasure  launches.  A  small  freignt  boat  ran  between  St.  Peter 
and  Mankato  during  the  season  of  1909,  but  no  statistics  could  be 
obtained. 

The  Minnesota  River  has  as  yet  had  no  effect  on  freight  rates,  as 
imtil  this  season  vessels  of  commercial  size  have  not  been  able  to 
enter  it. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure in  fiscal  year  1911  to  dredging  the  river  from  its  mouth  to 
about  2  miles  above. 

For  historical  sketches  see  Annual  Report  of  the  Chief  of  Engineers 
for  1879  and  1894,  pages  1182  and  1725,  respectively. 

For  description  and  physical  characteristics  see  Report  of  the  Chief 
of  Engineers  for  1875,  page  381.     Reports  of  examinations  have  been 
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published  as  follows:  Executive  Document  No.  76,  Forty-third  Con- 
gress, second  session;  Executive  Documents  Nos.  249  and  1335,  Fifty- 
third  Congress,  second  session;  Report  of  the  Chief  of  Engineers  for 
1895,  pages  2206  and  2208;  Report  of  the  Chief  of  Engineers  for  1897, 
page  1834;  Report  of  the  Chief  of  Engineers  for  1900,  page  2834; 
Report  of  the  Chief  of  Engineers  for  1904,  page  2260;  House  Docu- 
ument  No.  493,  Sixtieth  Congress,  first  session. 

RBMOYING  DAH  NEAR  MOUTH. 


July  1, 1908,  balance  unexpended $2,500.00 

Amoiint  carried  to  the  surplus  fund  of  the  Treasury 21.  32 


2,478.68 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      2,478.18 

July  1, 1909,  balance  unexpended .50 

July  1, 1909,  outstanding  liabilities .50 

REMOYING  BAR  AT  MOUTH. 

July  1,  1908,  balance  unexpended $1,894.93 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 

3, 894. 93 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      1,354.77 

July  1, 1909,  balance  unexpended 2,540. 16 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2, 200. 00 

Sut>mitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOUDATED. 

July  1, 1908,  balance  unexpended $4,394.93 

Amoimt  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 2,000.00 


6, 394. 93 
Amount  carried  to  the  surplus  fund  of  the  Treasury 21. 32 

6,373.61 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $2, 478. 18 

For  maintenance  of  improvement 1, 354. 77 

3,832.95 


July  1, 1909,  balance  unexpended 2, 540.  66 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 2, 200. 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  Z  6.) 

7.  Red  River  of  the  North,  Minnesota  and  North  DaJcota. — ^Undor 
this  project  are  included  the  improvement  of  the  Red  River  of  the 
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North;  Minnesota  and  North  Dakota,  and  of  Red  Lake  River,  Minne- 
sota. 

Before  improvements  the  ruling  depth  at  low  water  in  the  Red 
River  of  the  North  from  the  Canadian  frontier  to  Grand  Forks,  a 
distance  of  143.5  miles,  was  2  feet,  and  from  Grand  Forks  to  Moor- 
head,  155  miles,  1.5  feet.  From  Moorhead  to  Breckenridge,  97  miles, 
navigation  was  possible  only  at  the  higher  stages.  The  river  was 
obstructed  by  snags,  overhanging  trees,  etc. 

Red  Lake  River  from  the  head  of  Red  Lake  to  Thief  River  Falls, 
a  distance  of  135  miles,  had  a  low-water  depth  of  at  least  3  feet  in 
most  places,  but  was  obstructed  by  a  bar  at  the  mouth  of  the  lake  and 
by  bowlders  between  Thief  River  Falls  and  High  Landing,  a  dis- 
tance of  35  miles,  so  that  the  ruUng  depth  was  1.5  feet. 

The  project  for  the  Red  River,  adopted  in  1878^  provided  for 
dredging  and  removal  of  obstructions  from  Breckenridge  to  the  in- 
ternational boundary,  and  the  construction  of  a  lock  and  dam  to  over- 
come the  fall  at  Goose  Rapids,  the  whole  being  with  a  view  to  obtain 
channels  as  follows: 

Breckenrid^  to  Moorhead,  97  miles,  a  channel  capable  of  being  navigated  during 
high  and  medium  stages  of  water. 

Moorhead  to  Grand  Forks,  155  miles,  a  channel  50  feet  wide  and  3  feet  deep  at 
low  water. 

Grand  Forks  to  the  northern  boimdary  line,  143.5  miles,  a  channel  60  feet  wide 
and  4  feet  deep  at  low  water. 

The  estimated  cost  was  $364,598.17.  This  project  was  modified  as 
follows:  In  1883  the  estimated  cost  was  increased  to  $398,598.17.  In 
1887  the  proposed  lock  and  dam  at  Goose  Rapids  was  dropped  from 
the  project  and  the  estimate  reduced  to  $252,598.37.  In  1893  the 
estimate  was  increased  to  $310,320. 

The  improvement  of  Red  Liake  River  was  added  to  the  project  in 
1896.  It  was  proposed  to  provide  a  depth  of  3  feet  by  dredging  and 
removal  of  bowlders  from  Thief  River  Falls  to  the  head  of  Red  Lake. 
The  amount  authorized  by  Congress  to  be  spent  on  this  work  was 
$9,000.  The  total  estimate  for  both  rivers  is  therefore  at  present 
$319,320. 

The  total  amount  expended  to  June  30,  1909,  was  $339,542.81,  of 
which  $37,129.21  was  for  maintenance.  The  sum  of  $159.50  has  been 
returned  to  the  appropriation  by  the  sale  of  condenmed  material. 

As  a  result  of  these  expenditures  some  improvement  was  made  in 
the  few  years  subsequent  to  1878  in  the  upper  section  of  the  river. 
No  work  has  been  done  in  this  section  in  recent  years  because  there 
has  been  no  navigation.  In  the  middle  section  the  project  was  com- 
pleted, except  for  13  miles,  in  1894.  Since  that  time  the  river  above 
jBeUmont,  N.  Dak.,  has  been  obstructed  by  imauthorized  bridges 
which  do  not  permit  navigation.  In  the  lower  section  the  project 
was  completed  in  1902. 

Since  the  shoals  in  this  river  constantly  recur,  annual  work  of 
maintenance  is  necessary.  The  fimds  supplied  not  having  been  suf- 
ficient to  maintain  depths  contemplated  by  the  project,  the  navigable 
depth  of  the  middle  section  is  now  2  feet  and  of  the  lower  section  3.5 
feet.  Nothing  beyond  work  of  maintenance  has  been  done  in  recent 
years;  this  has  been  confined  to  dredging  the  worst  bars  in  the  vicin- 
ity of  Grand  Forks,  N.  Dak.  The  expenditure  of  at  least  $7,500 
annually  would  be  required  to  keep  the  navigated  portions  of  the 
river  in  condition. 
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On  Red  Lake  River  work  has  been  confined  to  the  removal  of  snags, 
bowlders,  and  similar  obstructions  from  the  channel.  No  work  has 
been  done  since  1900,  and  in  1905  the  floating  plant  used  for  this 
work  was  sold  by  authority  of  the  Secretary  of  War. 

The  actual  head  of  navigation  on  the  Red  River  of  the  North  is 
Bellmont,  N.  Dak.,  about  180  miles  by  river  from  the  international 
boundary.  The  usual  variation  of  water  surface  is  25  feet ;  the  maxi- 
mum variation  49  feet. 

Red  Lake  River  is  navigable  from  Thief  River  Falls  to  the  head 
of  Red  Lake,  a  distance  of  135  miles.  Below  Thief  River  Falls  the 
river  is  not  navigable.  The  usual  variation  of  level  is  about  3.5  feet; 
the  maximum  variation  about  6  feet. 

Red  River  is  regularly  used  dm-ing  the  sunmier  season  by  2  steam- 
boats and  12  barges.  I)uring  1908,  12,026  tons  of  wheat  were  carried 
from  river  points  to  Grand  Forks  for  transfer  to  railroads. 

Four  steamers  and  1  launch  make  use  of  the  Red  Lake  River,  car- 
rying passengers  and  small  amoimts  of  freight.  About  60,000,000 
feet  b.  m.  of  logs  were  floated  down  Red  Lake  Kiver  during  the  season 
of  1908,  their  weight  being  270,000  tons  and  their  value  $1,320,000. 

In  addition  to  the  above  about  400  tons  of  miscellaneous  freight 
and  about  1,000  passengers  were  carried. 

Rates  on  the  Red  River  steamers  are  from  70  to  50  per  cent  less  than 
the  railroad  rates  between  common  points. 

This  project  has  no  apparent  effect  on  railroad  freight  rates. 

It  is  proposed  to  apply  the  amoimt  estimated  as  a  profitable  ex- 
penditure for  the  fiscal  year  1911  in  dredging  near  Grand  Forks,  N.  Dak. 

For  physical  characteristics  see  Annual  Reports  of  the  Chief  of 
Engineers  for  1874,  page  295;  1875,  page  370;  1878,  page  730;  1879, 
age  1192.  For  plans  of  improvements  see  Annual  Reports  of  the 
Ihief  of  Engineers  for  1874,  page  297;  1879,  page  1191;  1881,  yiage 
1757.  For  revisions  of  projects  see  Aimual  Reports  of  the  Chief  of 
Engineers  for  1883,  page  1450;  1887,  page  1712.  For  description  of 
large  landslide  caused  hy  Northern  Pacific  Railroad  embankment,  see 
Annual  Report  of  the  Chief  of  Engineers  for  1898,  page  1831.  Ref- 
erences to  reports  on  examinations  ordered  by  the  river  and  harbor 
acts  of  March  3,  1905.  and  March  2,  1907,  will  be  found  in  the  Annual 
Report  of  the  Chief  or  En^neers  for  1906,  Part  1,  page  483,  and  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1908,  rart  1,  page  542. 

July  1,  1908,  balance  unexpended $6, 024. 80 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 7,500.00 

12, 524.  80 
June  30,  1909,  amount  expended  dining  fiscal  year,  for  maintenance  of 
improvement .• 5, 785. 11 

July  1,  1909,  balance  unexpended 6, 739.  69 

July  1,  1909,  outstanding  liabilities 701.18 

July  1,  1909,  balance  available 6,038.51 


g 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 7, 500. 00 

Suomitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Z  7.) 
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8.  Warroad  Harbor  and  Warroad  River,  Minnesota, — ^Before  im- 
provement there  was  a  good  natural  harbor  of  moderate  depth  at  the 
mouth  of  Warroad  River.  Between  the  harbor  and  the  nver  there 
was  a  bar  having  a  least  depth  of  3.5  feet  at  ordinary  lake  stage  (7.2 
feet  on  the  gauge)  and  between  the  harbor  and  the  lake  a  bar  having 
a  least  depth  of  5  feet  at  ordinary  lake  stage.  The  channel  of  the 
Warroad  River  from  the  harbor  to  the  steamboat  landing  (about  1 
mile)  was  deep  but  tortuous. 

The  river  and  harbor  act  of  1899,  as  amended  bv  the  act  approved 
Jime  6,  1900,  appropriated  $3,000,  or  so  much  thereof  as  nught  be 
necessary,  for  improving  the  mouth  of  Warroad  River,  Minnesota. 
Nothing  was  done  under  this  appropriation  beyond  making  an  ex- 
amination and  survey. 

The  present  project  was  adopted  in  1902,  and  provided  for  building 
a  dredge  and  dredging  in  the  harbor  a  channel  sufficient  for  boats 
drawing  7  feet  of  water.  The  estimated  cost  was  $45,000.  This  proj- 
ect was  modified  in  1905  so  as  to  provide  for  a  channel  100  feet  wide 
and  7  feet  deep  from  the  inner  end  of  the  harbor  channel  to  the  boat 
landing  at  Warroad.  with  a  turning  basin  for  boats  at  the  inner  end,  at 
an  estimated  cost  of  $35,000.     The  total  estimate  is  therefore  $80,(K)0. 

The  total  amount  expended  to  June  30,  1909,  was  $84,854.93,  of 
which  $16,532.97  was  for  work  of  maintenance.  As  a  result  the  turn- 
ing basin  was  completed,  the  inner  channel  dredged  for  a  distance  of 
4,000  feet  to  a  width  of  100  feet  and  a  depth  of  9  feet  at  ordinary 
stage,  and  for  a  distance  of  1,800  feet  to  a  width  of  200  feet  and  a 
depth  of  9  feet.  The  outer  channel  had  been  dredged  from  the  harbor 
to  the  lake,  a  distance  of  5,400  feet,  to  a  width  of  200  feet  and  a  depth 
of  12  feet.  The  maximum  draft  that  can  be  carried  is  8  feet  at  a  stage 
of  7.2  feet  on  the  lake  gauge.  This  is  sufficient  for  any  boat  now  using 
the  Lake  of  the  Woods. 

The  head  of  navigation  on  Warroad  River  is  at  the  steamboat  land- 
ing, about  a  mile  above  the  mouth. 

The  bars  in  this  harbor  are  formed  by  wave  action,  and  constantlv 
recur.  Annual  dredging  is  therefore  necessary  for  maintenance.  It 
is  estimated  that  $4,000  should  be  expended  each  year  in  work  of 
maintenance. 

During  the  season  of  1908  the  commerce  amoimted  to  2,600  tons  of 
miscellaneous  freight.  Boats  using  the  harbor  carried  about  7,700 
passengers.     The  value  of  the  business  done  could  not  be  obtained. 

This  improvement  has  no  effect  on  railroad  freight  rates.  There 
are  no  railroads  in  competition  with  steamers  on  the  lake. 

July  1,  1908,  balance  unexpended $1,839.64 

Amoimt  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 4,000.00 

Amount  allotted  from  emergency  appropriation,  river  and   harbor  act 

approved  March  2,  1907 4,000.00 

9,839.64 
Jime  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $1 ,  200. 00 

For  maintenance  of  improvement 1, 904. 00 

3,104.00 

July  1,  1909,  balance  unexpended 6, 735. 64 

July  1,  1909,  outstanding  liabilities 727. 86 

July  1,  1909,  balance  available 6, 007. 78 

(See  Appendix  Z  8.) 
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9,  Survey  of  Otter  Tail  Lake  and  Otter  Tail  River  and  Red  LaJce 
and  Red  Lalce  River,  Minnesota,  and  of  Big  Stone  Lake  and  Lake 
Traverse,  ^'Minnesota  and  South  Dakota. — The  river  and  harbor  act 
approved  June  13,  1902,  provided  for  the  continuation  of  these  sur- 
veys, which  were  ordered  oy  Congress  with  a  view  to  the  construction 
of  reservoirs  for  the  improvement  of  the  navigation  of  Red  River  of 
the  North  and  Minnesota  River. 

PreUminarv  reports  were  submitted  in  April,  1900,  and  are  printed 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1900,  pages  2828- 
2836.  A  final  report  was  submitted  August  11,  1903,  and  printed  in 
the  Annual  Report  of  the  Chief  of  Engineers  for  1904,  page  2260 
et  seq. 

Amount  expended  on  all  projects  to  June  30,  1909,  $17,293.28. 

It  is  proposed  to  reserve  the  available  funds  for  the  purpose  of 
making  hvdrological  observations  during  the  next  flooa  anecting 
these  localities. 

July  1,  1908,  balance  unexpended $8, 206. 72 

July  1,  1909,  balance  unexpended 8, 206. 72 

(See  Appendix  Z  9.) 

10,  Gaugirig  Mississipvi  River  at  or  near  St,  Paul,  Minn. — This 
work  is  provided  for  by  allotment  from  the  permanent  annual  appro- 
priation of  $9,600  made  by  the  river  and  harbor  act  of  August  H, 
1888,  as  amended  by  section  9  of  the  river  and  harbor  act  of  June  13, 
1902,  for  the  purpose  of  securing  the  uninterrupted  gaugings  of  the 
waters  of  the  Mississippi  River  and  its  tributaries.  No  gaugings  were 
made  until  the  fall  or  1899.  Since  then  gaugings  have  been  made  as 
frequently  as  the  funds  available  would  permit  and  the  conditions 
justified  the  expenditure.  For  location  of  gauges  see  map  facing 
page  1832,  Report  of  the  Chief  of  Engineers  for  1898. 

Tables  showing  relation  of  rainfall  to  run-off  in  the  Mississippi 
Valley  above  St.  raul  are  printed  on  page  2169,  Report  of  the  Chief 
of  Engineers  for  1897.  The  slope  of  the  Mississippi  River  between 
Minneapolis  and  St.  Paul  is  shown  in  the  Report  of  the  Chief  of 
Engineers  for  1900,  page  2823. 

The  amount  expended  to  Jime  30,  1909,  is  $7,702.53. 

(See  Appendix  Z  10.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS   IN  THE  KANSAS    CITY, 

MISSOURI,  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  E.  H.  Schulz,  Corps  of 
Engineers.    Division  engineer.  Col.  W.  H.  Bixby,  Corns  of  Engineers. 

1,  Missouri  River. — General  improvement. — The  Missouri  River 
has  been  navigated  by  steamboats  since  1819;  first  boat  to  Council 
Bluffs,  1819;  first  to  mouth  of  the  Yellowstone,  1832;  first  to  head  of 
navigation.  Fort  Benton,  Mont.,  1859.  The  length  of  navigable 
river  from  Fort  Benton  to  mouth  is  2,284.8  miles.  Some  portions  of 
the  river  above  the  Great  Falls  are  also  navigable. 

The  original  condition  of  the  river  was,  and  to  a  great  extent  the 
present  condition  is,  one  of  alternate  pools  and  bars.  The  low-water 
depth  over  bars  is  about  3  feet  and  the  width  of  the  river  at  such 
places  is  from  one-third  to  1  mile.     In  the  deep  reaches  the  width 
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is  800  to  1,500  feet  and  the  low-water  depth  in  such  places  is  often 
over  12  feet.  Generally  speaking,  the  navigable  low-water  depth  of 
unimproved  river  is  3  feet  and  of  high  water  only  9  feet.  The  navi- 
gable depth  does  not  increase  as  rapidly  as  the  water  height,  since  the 
bars  rise  with  the  stage  of  river.  The  river  is  also  encumbered  with 
snags,  which,  however,  are  getting  fewer,  due  to  constant  snagging 
operations. 

No  project  for  the  improvement  of  the  river  as  a  whole  has  been 
adopted. 

Government  work  on  the  river  in  the  matter  of  removal  of  snags 
began  as  early  as  1838  and  continued  thereafter,  under  annual  appro- 
priations (for  the  most  part  made  jointly  for  the  Ohio,  Mississippi, 
Missouri,  and  sometimes  the  Arkansas  rivers),  with  occasional  inter- 
missions, for  the  next  forty  years.  Prior  to  1878  one  or  two  small 
appropriations  had  been  made  for  general  improvement,  but  it  was 
with  tne  act  of  June  18  of  the  latter  year  that  appropriations  began 
on  a  large  scale. 

The  work  prior  to  1884  was  carried  on  under  separate  districts. 

A  project  for  the  river  from  Sioux  City  to  the  mouth  was  adopted 
in  1884,  the  improvement  to  consist  of  rectification,  revetment,  and 
snagging.  In  1890  the  project  was  modified  by  systematic  improve- 
ment of  the  first  reach,  from  Jefferson  City  to  the  mouth. 

From  1884  to  1890  the  work  on  the  entire  river  was  under  the 
Missouri  River  Commission.  After  1890  that  portion  above  and 
including  Sioux  City,  Iowa,  was  under  a  separate  district  until  1902. 
Since  the  discontinuance  of  the  Missouri  River  Commission  the  works 
on  the  entire  river  have  been  consolidated  under  one  district. 

The  greater  part  of  the  work  on  the  portion  of  the  river  below 
Sioux  city  has  oeen  done  by  the  Missouri  River  Commission,  report- 
ing to  the  Chief  of  Engineers.  The  commission  was  constituted  by 
act  of  Congress  of  July  5,  1884,  and  was  abolished  by  the  river  and 
harbor  act  of  June  13,  1902. 

On  the  portion  of  the  river  above  Sioux  City  the  work  has  been 
done  under  the  immediate  charge  of  officers  of  the  Corps  of  Engi- 
neers, except  during  the  period  from  1884  to  1890,  when  it  was  in  the 
charge  of  the  Missouri  Kiver  Commission.  The  effort  of  the  com- 
mission in  its  work  below  Sioux  City  was  to  accomplish  a  continuous, 
progressive  control  of  the  river,  contracting  it  where  necessary,  giv- 
mg  the  channel  proper  direction,  and  securely  holding  it  in  place. 
m)rk  in  this  direction  was  done  in  the  vicinity  of  Kansas  City  and 
on  the  first  reach  of  the  river,  which  extends  from  near  Jefferson  City 
to  the  mouth.  On  45  miles  of  this  reach  a  continuous  channel  of  not 
less  than  6  feet  in  depth  at  low  water  was  obtained  on  what  was 
originally  one  of  the  worst  parts  of  the  river,  in  the  vicinity  of  the 
mouth  of  the  Osage.  In  addition  to  forming  a  channel,  much  new 
land  was  formed  and  much  land  protected  from  destruction  by  the 
river.  The  greater  part  of  the  funds  appropriated  for  expenditure 
under  the  direction  of  the  Commission  was  not  appUcabie  to  the 
comprehensive  plan  of  improvement  adopted,  and  about  one-third  of 
it  was  diverted  to  work  at  separate  localities. 

On  the  upper  portion  of  tne  river  the  work  originally  consisted 
mainly  in  improvmg  the  shoals  and  rapids  on  the  so-called  "Rocky 
River"  from  Fort  Benton  downstream  for  150  miles.  In  recent 
years  it  has  largely  been  limited  to  ohannel  regulation  and  bank 
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?rotection  at  the  following  points:  Williston  and  Bismarck,  N.  Dak.; 
ierre,  Yankton,  and  Elk  Point,  S.  Dak. ;  and  Sioux  City,  Iowa.  Two 
ice  harbors  have  been  established,  one  at  Rockhaven,  N.  Dak.,  the 
other  in  the  mouth  of  the  Big  Sioux  River,  just  above  Sioux  City. 

Works  of  channel  regulation  have  also  been  built  in  the  Long  Pool, 
or  the  reach  of  the  river  from  the  crest  of  the  Great  Falls  to  Cascade, 
and  a  small  amount  of  open-river  work  in  the  steeper  stretch  from 
Cascade  to  Stubbs  Ferry. 

In  addition  to  the  foregoing  work  a  fleet  of  snag  boats  has  been  in 
operation  clearing  the  channel  of  snags  and  other  obstructions  on  the 
portion  of  the  river  where  boats  have  been  running.  This  work  is 
considered  to  be  directly  beneficial  to  navigation. 

The  total  of  appropriations  for  the  river,  and  of  receipts  from 
other  sources,  from  tne  mouth  to  Sioux  City,  including  snagging, 
begnning  with  the  act  of  June  18,  1878,  is  $9,402,833.25. 

The  total  of  the  appropriations  and  of  receipts  from  other  sources 
for  improvements  of  the  upper  river,  including  snagging,  beginning 
with  the  act  of  August  14,  1876,  is  $2,288,807.47. 

The  total  of  appropriations  for  improving  Missouri  River  from 
mouth  to  Fort  Benton,  Mont.,  $555,000. 

Grand  total  of  all  appropriations  and  receipts  from  other  sources, 
$12,246,640.72. 

Total  expenditures  on  account  of  examinations,  surveys,  and  con- 
tingencies, rivers  and  harbors,  $1,031.65. 

The  total  expenditures  for  all  purposes  have  been  $11,604,800.19. 

The  result  of  these  expenditures  has  been  to  demonstrate  the  possi- 
bility of  regulating  the  nver  in  such  manner  as  to  make  it  navigable 
for  a  channel  of  commerce;  that  the  cost  of  such  reflation  would  be 
very  great,  and  that  no  permanent  good  to  navigation  can  be  accom- 
plished by  appropriations  for  specific  localities  not  so  connected  as  to 
form  part  of  the  systematically  improved  reaches.  The  result  of  the 
expenditures  at  separated  localities  has  been  beneficial  locally  by  pro- 
tecting the  banks  and  forming  good  navigable  water  fronts  and  in- 
cidentally preserving  private  property  from  the  ravages  of  the  river, 
but  has  given  little,  if  any,  encouragement  to  through  navigation. 

At  the  localities  imder  improvement  an  effort  has  been  made  to 
maintain  the  existing  and  prevailing  depth  of  channel.  The  least 
depth  at  mean  low  water  over  the  shoalest  part  at  the  locaUties  under 
improvement  is  not  less  than  6  feet.  The  usual  variation  of  level  of 
water  is  about  19  feet  at  Kansas  City,  8  feet  at  Fort  Benton,  and  25 
feet  at  St.  Charles. 

The  maximum  draft  June  30,  1909,  at  mean  low  water  from  Kan- 
sas City  to  mouth  is  4  feet,  from  Kansas  City  to  Sioux  City  3J,  and 
from  Sioux  City  to  Fort  Benton  3  feet.  The  head  of  navigation  is 
Fort  Benton,  2,285  miles  above  the  mouth.  Above  this  point  rapids 
be^,  which  at  Great  Falls  are  a  series  of  falls,  the  aggregate  fall 
bemff  500  feet.  Above  Great  Falls,  there  is  a  navigable  depth  prac- 
tically to  Three  Forks. 

The  effect  of  the  improvement  has  been  to  equalize  and  keep  down 
freight  rates,  the  actual  river  rates  being  about  60  per  cent  of  the 
railroad  rates. 

A  condensed  description  of  the  works  on  the  river  executed  under 
the  supervision  of  the  Missouri  River  Commission  is  given  in  the 
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Commission's  last  aimual  report  (Aimual  Report  of  the  Chief  of 
Engineers  for  1902,  Supplement). 

A  condensed  description  of  the  work  above  the  Great  Falls  will  be 
found  in  the  Aimual  Report  of  the  Chief  of  Engineers  for  1899, 
pages  385-386,  and  in  later  annual  reports;  and  of  the  work  on  the 
river  between  Fort  Benton  and  Sioux  City  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1902,  pages  382-385. 

A  complete  survey  of  the  river  has  also  been  made,  in  part  by  the 
Commission  and  in  part  by  officers  in  charge  of  the  districts  on  the 
upper  portions  of  the  river,  and  has  been  pubUshed  in  83  maps, 
scale  1  mch  to  the  mile. 

The  river  formerly  carried  an  active  commerce,  which  at  one  time 
had  been  entirely  diverted  to  other  channels.  This  commerce  now 
shows  healthy  signs  of  reviving. 

Commerce  has  increased  greatly  on  the  lower  river  from  Kansas 
City  to  the  mouth  during  the  season  of  1908.  Two  boats  regularly 
ran  from  Kansas  City  to  St.  Louis,  each  making  a  round  trip  every 
eight  to  ten  days,  and  averaging  a  round  trip  cargo  of  600  tons. 
There  is  also  a  boat  ruiming  from  Jefferson  City  to  St.  Louis,  and 
several  boats  plying  between  Osage  River  and  St.  Louis.  A  nulUon 
dollar  boat  Une  is  now  being  organized  at  Kansas  City  for  the  pur- 

Eose  of  placing  a  modern  boat  service  upon  the  river  from  Kansas 
ity  to  ot.  Louis,  with  proper  wharfage  and  terminal  facihties. 
Increased  commerce  and  use  of  the  river  is  also  observed  in  the 
upper  river  in  the  vicinity  of  Bismarck,  N.  Dak.,  and  above  to  the 
mouth  of  Yellowstone  River. 

The  character  of  upstream  cargoes  is  merchandise  and  general 
suppUes;  downstream,  grain  and  stock. 

Amount  of  freight  carried  on  the  Missouri  Riverfront  mouth  to  Sioux  CHty,  lorm. 


Calendar  year —  Tons. 

1897 391,029 

1898 319,793 

1899 263,114 

1900 277,306 

1901 569,666 

1902 410,527 


Calendar  year —  Tons. 

1903 750,291 

1904 455,000 

1905 343,435 

1906 ; 573,348 

1907 843,863 

1908 541,144 


Ammmt  of  freight  carried  on  the  Missotari  River  above  Sioux  City,  Iowa. 


Calendar  year —  Tons. 

1887 13,961 

1888 12,895 

1889 16,723 

1890 14,072 

1891 14,211 

1892 17,292 

1893 19,481 

1894 37,936 

1895 21,264 

1896 10,368 

1897 17,105 


Calendar  year—  Tom. 

1898 26,896 

1899 23,041 

1900 27,179 

1901 37,340 

1902 31,070 

1903 37,994 

1904 28,951 

1905 52,956 

1906 43,987 

1907 45,123 

1908 17,517 


Previous  reports, — For  reports  of  examinations  and  surveys  above 
Siou?:  City,  see  page  71,  list  of  preliminary  examinations  and  surveys, 
Document  No.  421,  Fifty-Seventh  Congress,  second  session.  The 
examinations  made  above  Sioux  City  were  generally  for  local  points. 
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For  reports  below  Sioux  City,  see  page  110,  same  document.  For 
list  of  projects,  see  pages  182  and  184,  same  document. 

A  report  covering  the  entire  stretch  from  Sioux  City  to  the  mouth 
was  made  February  2,  1881,  by  Major  Suter,  found  in  Annual  Report 
of  the  Chief  of  En^neers  for  1881,  page  1649. 

There  is  no  existmg  project,  except  the  use  of  such  limited  funds  as 
have  been  appropriated  since  1902  for  purposes  of  snagging  and 
emergency  dike  and  revetment  work.  A  new  project  and  estimate 
of  cost  for  improvement  for  6-foot  and  12-foot  channel  from  Sioux 
City  to  Kansas  City  and  Kansas  Citj  to  mouth,  called  for  by  act  of 
Congress  March  2,  1907,  was  submitted  April  30,  1908,  ana  trans- 
mitted to  Congress.     (See  H.  Doc.  1120,  60th  Cong.,  2d  sess.) 

During  the  past  year  work  has  been  in  the  main  confined  to  repair 
work  and  snagring.     New  work  was  done  as  follows: 

Extensive  oiKe  work  was  completed  at  Elwood,  Kans.,  to  prevent 
the  river  from  leaving  St.  Joseph,  Mo.,  and  to  protect  banks  and  rail- 
road bridge  at  Elwood.  Halt  the  cost  of  this  work  ($50,000)  was 
contributed  by  the  railroads  concerned. 

Dike  construction  was  also  done  at  Mokane,  Mo.,  Atherton,  Mo., 
and  Elwood,  Kans.  At  Williston,  N.  Dak.,  3,075  feet  of  revetment 
was  placed  at  a  cost  of  $11,416.30  to  the  Government,  the  Great 
Northern  Railway  and  the  city  of  Williston  furnishing  tne  rock  and 
brush,  estimated  at  $25,000. 

Extensive  revetment  work  was  also  done  by  the  Wabash  Railway 
and  by  the  Chicago  and  Northwestern  Railwajr  below  Sioux  City,  and 
by  the  Chicago,  Milwaukee  and  St.  Paul  Railroad  Company  above 
Sioux  City. 

A  public  hearing  was  held  at  Omaha,  Nebr.,  on  September  11, 1908, 
on  the  subject  of  harbor  Unes,  approved  by  the  Secretary  of  War 
June  5,  1909. 

The  act  of  March  3,  1909,  for  preservation  and  repair  of  river  and 
harbor  works,  appropriated  the  following: 

Miflsouri  River,  mouth  to  Fort  Benton: 

Plant  and  boat  yards $155,000 

Dikes  and  revetments 400, 000 

Preliminary  examinations  of  certain  localities  are  bein^  made  in 
compliance  with  the  act  of  March  3,  1909,  reports  on  which  will  be 
submitted  to  Congress  at  its  next  session. 

By  act  of  Congress,  February  16,  1909,  the  Secretary  of  War  was 
authorized  to  establish  harbor  lines  on  the  Kansas  River  at  Kansas 
diVf  Kans.,  and  preparations  for  this  work  are  now  being  made. 

The  amounts  estimated  as  profitable  expenditure  for  the  fiscal  year 
ending  Jime  30,  1911,  will  be  applied  to  snagging  and  repair  and  con- 
struction of  dikes  and  revetments,  being  for  maintenance  of  improve- 
ment as  well  as  extension  of  benefits. 

nCFBOVINO  inSSOUKI  lUVBR  FROM  8TUBB8  FBRRT,   MONTANA,  TO  SIOUX  OTTT,  IOWA. 

July  1,  1908,  balance  unexpended $5, 804. 69 

June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |1, 437.  72 

For  maintenance  of  improvement 1, 959. 58 

3,397.30 

July  1, 1909,  balance  unexpended , 2,407.39 
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mpBoyzNO  mssouRi  riybr  from  mouth  to  sioux  ctty,  iowa. 

July  1, 1908,  balance  unexpended $17, 955. 95 

Amount  received  from  sale  of  mape 16. 37 

Amount  received  by  deposit  Isthmian  Canal  Commission 6L  23 

Amount  received  by  overpayment  of  vouchers 24. 63 

18,058.18 
June  30, 1909,  amount  exi)ended  during  fiscal  year,  for  maintenance  of  im- 
provement       15, 352. 73 


July  1,  1909,  balance  unexpended 2, 705. 45 

July  1, 1909,  outstanding  liabilities 690. 95 

July  1,  1909,  balance  available 2,014.60 

DfFROVINO  MISSOURI  RIVER. 

July  1, 1908,  balance  unexpended $231, 859. 20 

Received  from  services  rendered  by  snag  boats 399. 49 

Received  from  overpayment  of  vouchers 23. 40 

232,282.09 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $77, 976. 65 

For  maintenance  of  improvement 83, 406. 44 

161,383.09 


July  1,  1909,  balance  unexpended 65, 293. 04 

July  1,  1909,  outstanding  liabilities 13, 453. 36 

July  1, 1909,  balance  available 41, 839. 68 

BMEROBN0IB8  IN  RIVERS  AND   HARBORS  (MISSOURI   RIVER  AT  BLWOOD,  BANS.). 

July  1, 1908,  balance  unexpended $18, 970*  09 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement       9, 968.  81 


July  1, 1909,  balance  unexpended 9,  OOL  28 

IMPROVINO  MISSOURI  RIVER  AT  ELWOOD  (CONTRIBUTIONS). 

July  1, 1908,  balance  unexpended $13, 320. 31 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      13,290.61 

July  1, 1909,  balance  unexpended 29. 70 

July  1,  1909,  outstanding  liabilities 29. 70 

DfPROVINO  MISSOURI  RIVBB  FBOM   MOUTH  TO  FORT  BENTON,   MONT.,   PRBSEBVATION 
AND  MAINTENANCE  OF  BIVEB  AND  HARBOB  WOBKS. 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 $555,000.00 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment         2, 525. 47 

July  1,  1909,  balance  unexpended 552, 474. 53 

July  1, 1909,  outstanding  liabilities 26, 413. 02 

July  1, 1909,  balance  available 526,061. 51 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bsuance  \m- 
expended  July  1,  1909 350,000.00 

Submitted  in  compliance  with  re<^uirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  AA  1.) 
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g,  Osdffe  RiveTy  Missouri. — ^A  history  of  the  work  of  hnprovement 
on  this  nver,  from  the  adoption  of  the  ori^al  project  in  1871  to  the 
end  of  the  fiscal  year  1900,  was  published  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1900,  page  4944. 

The  original  condition  was  one  of  alternate  pools  and  shoals. 

The  work  has  been  carried  on  under  two  projects — that  of  open- 
channel  improvement,  by  the  construction  of  cross  and  wing  dams,  in 
addition  to  dredging  and  removal  of  obstructions  to  navigation,  such 
as  snags,  etc.,  and  tne  construction  of  a  lock  and  dam  7  miles  above 
the  mouth  of  the  river. 

The  removal  of  obstructions  under  the  first  project  contemplates 
maintenance.  The  obstructions  will  form  anew,  and  while  the  cross 
and  wing  dams  have  a  degree  of  permanency,  they  must  receive  fre- 
quent repair  and  extension  to  keep  up  their  efficiency. 

The  amount  expended  by  the  Greneral  Government  upon  both  proj- 
ects up  to  June  30,  1909,  is  $800,939.82. 

Durmg  the  past  year  work  on  the  general  river  has  consisted  in 
dredging,  snagging,  and  repairs  to  longitudinal  and  cross  dikes. 

By  act  of  March  2,  1907,  the  sum  of  $10,000  was  appropriated  for 
general  improvement,  and  $68,000  was  appropriated  lor  continuing 
construction  of  Lock  and  Dam  No.  1,  witn  authority  for  contracts 
to  the  additional  amount  of  $160,000,  all  of  which  has  been  appro- 
priated for  completion  of  the  lock  and  dam. 

The  sundry  civil  act  of  March  4,  1909,  appropriated  $60,000  for 
the  completion  of  the  lock  and  dam. 

The  nver  and  harbor  act  of  March  3,  1909,  appropriated  $10,000 
for  the  Osage  River,  for  maintenance  of  general  open-river  improve- 
ment. 

During  the  past  year  work  has  consisted  in  additional  protection 
to  the  piers  Nos.  6,  7,  8,  and  9,  and  weirs  7,  8,  9,  and  10.  The  gap 
between  piers  1  and  6  is  to  be  closed  by  a  chanoine  wicket  dam,  36 
feet  of  which  has  been  completed. 

During  the  past  year  work  has  been  completed  on  the  lock  and 
dam  as  lollows: 

Protection  of  the  foundation  of  the  outer  lock  wall.  Protection  of 
the  foundations  of  piers  7,  8,  9,  and  10.  The  foundation  of  the  dam 
throughout  was  reinforced  by  a  deposit  of  3  feet  of  concrete  tamped 
around  piling  and  up  to  floor  for  weirs. 

Twelve  air  tanks  installed  in  each  of  the  four  weirs  in  sections  7,  8, 
9,  and  10  and  a  2-inch  air  pipe  with  flexible  joint  connected  with 
each  weir. 

Thirty-six  linear  feet  of  the  chanoine  dam  foundation  completed. 

Expenditures  during  the  year: 

Labor  and  services $32, 172. 10 

Material 16,527.75 

Freight 3, 301. 01 

52,000.86 

The  work  now  in  progress  contemplates  the  completion  of  the 
chanoine  dam  foundation  and  installation  of  the  wickets  and  even- 
tual replacing  of  the  wooden  lock  gates  with  steel  ones. 

The  lunds  on  hand  and  available  will  be  appUed  to  the  completion 
of  Lock  and  Dam  No.  1,  and  to  maintenance. 
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It  is  proposed  to  use  the  amount  that  can  be  profitably  expended 
in  fiscal  year  ending  June  30,  1911,  in  addition  to  the  balance  unex- 
pended July  1,  1909,  for  works  of  improvement,  and  for  mainte- 
nance of  general  improvement,  includmg  snagging,  dredging,  and 
repairs  to  dikes. 

The  head  of  navigation  is  Warsaw,  Mo.,  172  miles  above  the 
mouth.  Prior  to  improvement  light-draft  boats  had  to  abandon 
their  trips  because  of  shoals ;  the  same  boats  now  ascend  to  the  head 
of  navigation  without  interference. 

The  miprovement  has  only  influenced  freight  rates  by  affording 
shippers  a  regular  means  of  transportation  by  boat. 

Previoua  reports, — ^Preliminary  examinations  August  22,  1884,  and 
December  10,  1886.  Reports  of  surveys  December  28,  1870,  Febru- 
ary 11,  1875,  February  13,  1879,  April  21,  1881,  January  9,  1890, 
November  9,  1900.  Project  adopted  in  1871;  snagging,  dredging, 
and  wing  dams  modified  in  1890  by  one  lock  and  dam  near  mouth. 

Report  on  preliminary  examination  and  survey,  made  in  compliance 
with  act  of  March  2, 1907,  was  made  January  21,  1908  (H.  Doc.  960, 
60th  Cong.,  1st  scss.) 

Amount  of  freight  carried  on  the  Osage  River, 


Calendar  year —  Tons. 

1895 76,706 

1896 7  2, 393 

1897 71,247 

1898 .• .  84, 286 

1899 76,702 

1900 96,144 

1901 72, 339 


Calendar  year —  Toms. 

1902 95,194 

1903 38,501 

1904 35,746 

1905 8,678 

1906 20,506 

1907 31,601 

1908.. 30,606 


July  1, 1908,  balance  unexpended |152, 357. 50 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 10,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 60, 000. 00 


June  30, 1909,  amount  expended  diuing  fiscal  year: 

For  works  of  improvement $3, 362. 05 

For  maintenance  of  improvement 64, 603. 44 


222,357.50 


67,965.49 


Julyl,  1909,  balance  unexpended 154,392.01 

July  1,  1909,  outstanding  liabilities 18, 499.  94 

July  1,  1909,  balance  available 135, 892. 07 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1, 1909 20, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  A  A  2.) 

S,  Gasconade  River,  Missouri. — ^This  river  is  similar  to  the  Osage, 
consisting  of  alternate  shoals  and  pools.  The  project  for  the  miprove- 
ment of  this  stream,  adopted  in  1880,  consisted  in  the  removal  of 
snags  and  logs  from  the  channel  and  of  leaning  timber  from  the 
bai^  of  the  river,  where  necessary,  and  the  construction  of  wing 
dams  and  training  walls  to  concentrate  the  flow  of  water  upon  the 
shoals  to  increase  the  depth  over  them. 
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From  the  nature  of  the  project,  which  contemplates  maintenance 
and  relief  from  year  to  year  and  the  removal  of  obstructions  which 
are  constantly  forming  anew,  no  definite  time  can  be  fixed  for  its  com- 
pletion.    The  improvement  must  therefore  be  continuous. 

During  the  past  season  the  boating  channel  was  cleared  of  snags 
and  wreck  heaps  and  all  overhanging  trees  were  trimmed  or  felled. 

The  river  and  harbor  act  of  March  3,  1909,  appropriated  $15,000 
for  the  Gasconade  River  for  maintenance  of  general  open-river 
improvement. 

The  total  of  the  appropriations  and  of  receipts  from  other  sources 
for  the  improvement  of  Gasconade  River,  beginning  with  the  act  of 
June  14,  1880,  is  $126,624.31. 

The  amount  expended  under  the  project  to  June  30,  1909,  is 
$110,894.19. 

The  only  influence  the  improvement  has  had  upon  freight  rates  is 
to  afford  snippers  a  regular  means  of  transportation  by  boat. 

It  is  proposed  to  use  the  amount  that  can  be  profitably  expended  in 
fiscal  year  ending  June  30,  1911,  in  addition  to  the  balance  unex- 
pended July  1,  1909,  for  works  of  improvement  in  continuing  present 
project,  which  is  indefinite,  including  plant  to  carry  on  work,  and  for 
mamtenance  of  existing  works. 

The  head  of  navigation  is  Arlington,  Mo.,  and  the  niunber  of  navi- 
gable miles  is  107.  Prior  to  improvement  light-draft  boats  were 
compelled  to  abandon  their  trips  because  of  shoals;  the  same  boats 
now  go  to  the  head  of  navigation  without  interference. 

Amount  of  freight  carried  on  the  Gasconade  River. 


Calendar  year —  Tom. 

1895 47,544 

1896 46,294 

1897 30,515 

1898 30,981 

1899 24,259 

1900 51,580 

1901 19,460 


Calendar  year —  Tons. 

1902 44,380 

1903 10,788 

1904 14,791 

1905 29,837 

1906 27,604 

1907 , 50,083 

1908 28,887 


Previous  reports:  Reports  of  previous  surveys,  February  14,  1873, 
Annual  Report  Chief  of  Engineers,  page  479,  1873;  February  11, 
1880,  Annual  Report  Chief  of  Engineers,  page  1462,  1880;  June  30, 
1896,  Annual  Report  Chief  of  Engmeers,  page  3800,  1896.  Notes  on 
river  also  foimd  on  page  3539,  Annual  Report  Chief  of  Engineers, 
1898. 

Report  on  preliminary  examination  and  survey,  made  in  compli- 
ance with  act  of  March  2,  1907,  was  made  February  24,  1908  (H. 
Doc.  829,  60th  Cong.,  1st  sess.). 

July  1,  1908,  balance  unexpended $2, 158. 16 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 

17, 158. 16 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 428. 04 

July  1,  1909,  balance  imexpended 15,730.12 

July  1,  1909,  outstanding  habilitiea 1,156.64 

July  1, 1909,  balance  available 14,573.48 
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I  Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911|  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 $20, 000. 00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  A  A  3.) 

4.  Fort  Riley  Military  Reservation,  Eans. — ^The  sundry  civil  act  of 
March  4^  1909,  appropriated  $25,000  for  bank  preservation  at  Fort 
Riley,  Kans.,  as  follows: 

Fort  Riley  Military  Reservation.  Kansas:  For  the  preservaticm  of  the  bank  line  of 
Republican  River  in  front  of  the  Fort  RUey  Military  Reservation,  by  revetment  and 
such  other  work  as  may  be  necessary  to- protect  the  said  reservation  from  damage  by 
erosion,  twenty-five  thousand  dollars,  to  be  immediately  available. 

Preliminary  examination  has  been  made  and  project  will  be  sub- 
mitted and  work  begun  as  soon  as  the  present  mgh  water  subsides. 

Amount  appropriated  by  the  sundry  civil  act  of  March  4, 1909 $25, 000. 00 

Amount  expended  during  the  fiscal  year 19. 32 

July  1, 1909,  balance  unexpended 24, 980. 68 

July  1, 1909,  outstanding  liabilities 11. 34 

July  1,  1909,  balance  available 24, 969. 34 

(See  Appendix  A  A  4.) 

EXAMINATION     AND     8UBVET     MADE     IN     COMPLIANCE     WITH     RIVER 
AND  HARBOR  ACT  APPROVED  MARCH   2,    1907. 

Reports  dated  June  4,  1907,  and  April  30,  1908,  on  preliminary 
examination  and  survey,  respectively,  of  Missouri  River  from  the 
mouth  to  Siov^  City,  Iowa,  required  by  the  river  and  harbor  act  of 
March  2,  1907,  were  duly  submitted  oy  the  district  oflScer.  They 
were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors, 
pursuant  to  law,  and  were  transmitted  to  Congress  and  printed  in 
House  Document  No.  1120,  Sixtieth  Congress,  second  session.  The 
estimated  cost  of  improvement  with  a  probability  of  providing  more 
than  6  feet,  and  not  less  than  10  feet,  is  $50,000  per  mile,  and  it  is 
believed  that  no  plan  of  improvement  of  less  scope  than  complete 
and  continuous  control  of  the  river,  at  least  as  far  as  Kansas  City, 
should  be  undertaken.  This  will  require  about  ten  years  and  appro- 
priations at  the  rate  of  not  less  than  $2,000,000  annually  shoula  be 
assured.  The  question  of  advisability  of  undertaking  such  a  project 
is  left,  however,  for  determination  by  Congress. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  NASHVILLE, 
TENNESSEE,  DISTRICT. 

This  district  was  in  the  charge  of  Maj .  Wm.  W.  Harts,  Corps  of  Engi- 
neers, having  under  his  immediate  orders  to  April  4, 1909,  Capt.  A.  B. 
Putnam,  Corps  of  Engineers.  Division  engineer,  Col.  Wm.  T. 
Rossell,  Corps  of  Engineers. 

1.  Ohion  and  ForTced  Deer  rivers,  Tennessee, — ^The  river  and  harbor 
act  of  June  13,  1902,  authorized  tne  joint  improvement  of  the  Obion 
and  Forked  Deer  rivers. 

(a)  Ohion  River. — ^This  stream  is  situated  in  northwestern  Ten- 
nessee.   It  is  formed  by  the  junction  of  its  North  and  South  forks 
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about  6  miles  northeast  of  Obion,  which  is  considered  the  head  of 
navigation  for  steamers  and  other  craft,  and  it  flows  in  a  general 
southwesterly  direction  about  75  miles,  entering  the  Mississippi 
River  some  5  miles  below  the  Missouri  and  Arkansas  state  line.  It  la 
probable  that  rafting  and  logging  are  feasible  as  far  up  as  25  miles 
above  Obion. 

In  its  original  condition  the  obstructions  on  this  river  were  almost 
wholly  drift,  snags,  and  overhanging  trees,  which  made  navigation 
diflicult  and  uncertain. 

The  original  project  was  based  on  a  survey  made  in  1891,  and  was 
adopted  by  the  river  and  harbor  act  of  July  13,  1892.  The  scope  of 
the  work  was  to  obtain  3-foot  navigation  at  low  water  by  means  of 
open-channel  work,  at  an  estimated  cost  of  $50,000.  After  an  ex- 
penditure of  $15,795.01  this  project  was  modified  in  June,  1897,  to 
one  for  maintenance,  so  as  to  keep  the  river  free  from  such  obstruc- 
tions as  would  prevent  navigation  at  mediimi  and  high  stages,  at  an 
estimated  annual  cost  of  $2,500. 

In  1903  the  annual  expenditure  recommended  ior  maintenance  of 
the  Obion  and  Forked  Deer  rivers  combined  was  reduced  from  $4,500 
to  $2,250.     (See  Annual  Report  for  1904,  p.  2351.) 

Appropriations  and  allotments  aggregating  $29,400  have  been 
made  for  the  Obion  River,  of  which  $28,395.62  have  been  expended 
under  the  present  project  to  June  3(L  1909. 

No  work  was  done  during  the  past  fiscal  year.  The  funds  expended 
were  applied  to  maintenance  of  the  floating  plant. 

The  expenditures  have  resulted  in  temporary  improvements  to  the 
channel,  lessening  the  dangers  to  navigation  at  medium  and  higher 
stages  from  Obion,  Tenn.,  to  the  mouth  of  the  river.  The  naviga- 
bility of  the  Obion  River  depends  largely  on  the  stage  of  water  in  the 
Mississippi.     Navigation  is  not  practicaole  at  low  stages. 

For  the  calendar  year  ending  December  31,  1908,  the  reported 
commerce  on  this  stream  amounted  to  8,684  tons,  having  an  estmiated 
value  of  about  $51,415,  consisting  almost  wholly  of  timber  products; 
passengers  carried,  100. 

For  additional  details  of  the  Obion  River,  see  the  account  of  its 
survey  in  the  Annual  Report  of  1891,  page  2992.  The  effect  of  the 
improvement  on  freight  rates  is  not  beheved  to  be  important  and  can 
not  readily  be  ascertained. 

The  district  officer  expresses  the  opinion,  for  reasons  stated  in  his 
report,  that  further  appropriations  under  this  project  are  not  war- 
ranted. 

July  1, 1908,  balance  unexpended $1, 213. 21 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement         208. 83 

July  1,  1909,  balance  unexpended 1, 004. 38 

July  1,  1909,  outstanding  liabilities 13. 00 

July  1, 1909,  balance  available 991. 38 

(ft)  Forked  Deer  River. — This  stream  is  formed  by  the  junction  of 
its  North  and  South  forks  about  8  miles  southwest  of  Dyersburg,  and 
flows  thence  in  a  general  southwesterly  direction  about  21  roiles, 
entering  the  Obion  Kiver  about  3i  miles  from  the  Mississippi.  Dyers- 
burg is  considered  the  head  of  navigation  on  the  North  Fork,  tfack- 
son,  Tenn.,  95^  miles  above  the  mouth,  was  formerly  considered  the 
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head  of  navigation  on  the  South  Fork,  but  in  recent  years  navigation 
appears  to  have  been  limited  to  the  lower  portion  of  this  stream.  It 
is  probable  that  rafting  and  logging  can  be  carried  on  to  a  distance 
of  25  miles  above  Dyersbiirg. 

In  their  original  condition  the  main  stream  and  its  branches,  the 
North  Fork  and  South  Fork,  were  greatly  obstructed  by  snaes  and 
drift.  Tlie  original  project  may  be  said  to  have  been  adopted  oy  the 
river  and  harbor  act  of  August  2,  1882,  and  was  based  on  a  report  of 
an  examination  of  South  Fork,  dated  December  16,  1880.  This 
project  was  subsequently  modified  by  extension  to  include  the  North 
Fork  and  main  stream  until  appropriations  aggregating  $25,000  were 
made  and  expended.  The  operations  proposed  were  open-channel 
work,  by  which  it  was  sought  to  maintain  a  satisfactory  channel  all 
the  year  round.  This  project  was  set  aside  in  view  of  the  fact  that 
the  result  aimed  at  could  not  be  accomplished  by  this  method. 

The  present  project  for  maintenance,  oased  on  the  provisions  of  the 
act  of  March  3, 1899,  provided  for  the  removal  of  surface  obstructions 
from  the  Forked  Deer  River  and  its  navigable  branches  (North  and 
South  forks),  at  an  estimated  annual  cost  of  $2,000.  In  1903  the 
annual  expenditure  recommended  for  maintenance  of  both  the  Obion 
and  Forked  Deer  rivers  was  reduced  from  $4,500  to  $2,250.  (See 
Annual  Report  for  1904,  p.  2351.)  Under  this  project  appropria- 
tions and  allotments  aggregating  $12,600  have  been  made,  of  which 
$11,766.37  has  been  expended  to  June  30,  1909.  The  expenditures 
have  resulted  in  temporary  improvements  to  the  channel,  lessening 
the  dangers  to  navigation  at  medium  and  higher  stages.  TTie  navi- 
gability of  the  Forked  Deer  River  depends  largely  upon  the  stage  of 
water  m  the  Mississippi.     Navigation  is  not  practicable  at  low  stages. 

No  work  was  done  during  the  past  fiscal  year.  The  fimds  expended 
were  appUed  to  the  maintenance  of  the  floating  plant. 

For  tne  calendar  year  ending  December  31,  1908,  the  reported 
commerce  on  this  stream  amoimted  to  16,165  tons  having  an  esti- 
mated value  of  about  $35,150,  and  consisting  almost  wholly  of  timber 
products.     Passengers  carried,  300. 

For  references  to  sundry  examinations  and  surveys  of  the  Obion 
and  Forked  Deer  rivers,  see  the  Report  of  the  Chief  of  Engineers  for 
1908,  page  553.  For  the  report  of  the  survey  of  the  South  Fork 
of  the  Forked  Deer  River  dated  January  22,  1908,  see  House  Docu- 
ment No.  945,  Sixtieth  Congress,  first  session. 

The  effect  of  the  improvement  on  freight  rates  is  not  believed  to 
be  important  and  can  not  readilv  be  ascertained. 

This  river  has  been  combinea  with  the  Obion  in  the  work  of  im- 
provement, and  they  have  ordinarily  been  considered  together  in 
making  appropriations  of  funds. 

The  district  officer  expresses  the  opinion,  for  reasons  stated  in  his 
report  on  Obion  River,  that  further  appropriations  under  this  project 
are   not   warranted. 

July  1,  1908,  balance  unexpended 1986. 17 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement       151. 54 

July  1, 1909,  balance  unexpended 833. 63 

July  1,  1909,  outstanding  liabilities 11. 50 

July  1, 1909,  balance  available 822. 13 
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July  1,  1908,  balance  imexpended $2, 198. 38 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 360. 37 

July  1,  1909,  balance  unexpended 1, 838. 01 

July  1,  1909,  outstanding  liabilities 24. 50 

July  1, 1909,  balance  available 1, 813. 51 

(See  Appendix  B  B  1.) 

S.  Cumberland  River,  Tennessee  and  Kentucky. — The  Cumberland 
River  rises  in  eastern  Kentucky,  on  the  western  slope  of  the  Cumber- 
land Mountains,  flows  in  a  tortuous  course  of  about  688  miles  through 
eastern  Kentucky,  middle  Tennessee,  and  western  Kentucky,  and 
discharges  into  the  Ohio  River  near  Smithland,  Ky.  From  Bumside, 
Ky.,  the  head  of  steamboat  navigation,  to  Smithland,  Ky.,  the  dis- 
tance is  518  miles  by  the  river,  203  miles  being  in  the  State  of  Ken- 
tucky and  315  miles  in  the  State  of  Tennessee. 

(a)  Below  NasJiviUe  (19S  miles). — From  1830  to  1840  the  legisla- 
tures of  Tennessee  and  Kentucky  made  several  appropriations  for 
the  improvement  of  the  navigation  of  the  Cumberland  River,  but 
little  benefit  to  the  general  condition  of  the  river  seems  to  have  been 
accomplished.  The  Cumberland  Navigation  Company  was  incor- 
porated by  the  State  of  Tennessee  in  1846  for  improving  the  "navi- 
gation of  the  Cumberland  River  below  the  town  of  Nashvule  by  means 
of  a  system  of  locks  and  dams,"  but  nothing  eflFective  was  done  to 
carry  out  the  proposed  improvement. 

In  its  original  condition  this  section  of  the  river  was  considerably 
obstructed  by  rocky  ledges,  conglomerate,  gravel,  and  sand  bars,  snags, 
and  other  surface  obstructions,  on  account  of  which  navigation  was 
rendered  very  uncertain. 

From  July  17,  1832,  to  July  7,  1838,  Confess  made  five  appropria- 
tions for  improving  the  Cumberland  River,  Tennessee  and  Kentucky, 
aggregating  $155,000,  $20,000  of  which  was  to  be  expended  below 
Nashville  and  $135,000  on  the  river  generally,  but  all  tne  appropria- 
tions for  the  above  period  were  expended  below  Nashville,  to  miprove 
the  worst  locaUties. 

Between  1838  and  1871  no  appropriations  for  this  river  were  made. 
The  original  project  (open-channel  work),  which  provided  specifically 
for  operations  on  this  section,  was  adopted  by  tne  river  and  harbor 
act  of  March  3,  1871,  based  on  project  submitted  January  20,  1871. 
The  work  proposed  was  as  follows:  To  excavate  the  bars  and  rock 
ledges  in  order  to  get  an  additional  depth  of  water;  to  contract  the 
waterways  in  places  in  order  to  get  the  requisite  depth;  to  remove 
snags  and  bowlders  from  the  main  channel;  and  to  restrain  tributary 
streams  in  well-determined  channels  at  their  junction  with  the  river. 

To  increase  the  depth  of  water  at  the  shoals  in  Kentucky  Chute  at 
the  junction  of  the  Cumberland  with  the  Ohio  River,  a  Board  of 
Engmeer  officers  in  1888  recommended  the  construction  of  a  dike  near 
Smithland,  Ky.,  at  an  estimated  cost  of  $129,600.  The  river  and 
harbor  act  of  September  19,  1890,  allotted  $30,000  from  the  appro- 
priation for  improving  Cumberland  River  below  Nashville,  to  be 
expended  in  improving  the  mouth  of  the  river,  as  recommended. 
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AppropriatioDs  aggregatinjg  $305,000  were  made  and  expended,  thus 
completing  the  above  project.  The  expenditures  under  the  old 
project  have  resulted  in  lengthening  the  season  of  navigation  by  giving 
an  mcreased  depth  at  low  water  combined  with  greater  security  in 
the  passage  of  oostructions. 

The  present  project  for  improving  the  Cumberland  Kiver  below 
Nashville  was  adopted  July  13,  1892,  by  the  river  and  harbor  act  of 
that  date.  It  contemplates  the  extension  of  the  lock  and  dam  system 
of  the  upper  river  over  a  considerable  portion  of  the  river  below  Nash- 
ville by  tne  construction  of  7  locks  and  dams,  commencing  at  or  near 
Harpeth  shoal  (Lock  A)  and  ending  at  Big  Eddy  shoal  (Lock  G) ; 
the  locks  to  be  52  feet  wide  and  280  feet  long,  with  Ufts  varying  from 
8i  to  Hi  feet  and  aggregating  some  70  feet.  The  project  also  includes 
the  improvement  or  the  Kentucky  Chute,  at  the  mouth  of  the  river, 
as  recommended  by  the  Board  of  Engineer  officers  in  1888,  the  neces- 
sary channel  work  below  Lock  G,  and  the  removal  of  surface  obstruc- 
tions, snags,  logs,  etc.,  below  Nashville.  The  total  estimated  cost  of 
*  the  entire  improvement  is  $1,964,500.  (Annual  Report  of  the  Chief 
of  Engineers  lor  1894,  p.  1806.) 

Unaer  this  project  appropriations  and  allotments  aggregating 
$450,000,  which,  with  receipts  from  sales  and  other  receipts,  $986.30, 
makes  a  total  of  $450,986.30. 

The  total  expenditures  under  this  project  to  June  30,  1909, 
amount  to  $440,745.61,  of  which  sum  about  $20,897.60  have  been 
applied  to  maintenance. 

These  expenditures  have  resulted  in  the  periodical  removal  of 
snags  and  other  surface  obstructions  from  the  navigable  channel,  the 
protection  of  the  bank  of  a  part  of  Cumberland  Island  in  Kentucky 
Chute  at  the  mouth  of  the  nver,  and  the  completion  and  placing  in 
operation  of  Lock  A,  November  26,  1904,  whereby  6-foot  navigation 
has  been  afforded  all  year  round  for  a  distance  of  38.8  miles  above 
the  lock.  The  season  of  profitable  navigation  from  the  Ohio  River 
to  Nashville  has  been  prolonged  by  forty-five  to  ninety  days,  depend- 
ing on  the  stage  of  water,  making  it  now  average  eight  months  annu- 
alfy.     Lock  A  is  41.4  miles  below  Nashville. 

The  Cumberland  River  below  Nashville  is  usually  navigable  for 
all  steamboats  plying  on  it  for  six  months  in  each  year;  for  boats  not 
drawing  over  3  feet,  from  six  to  eight  months,  and  for  boats  draw- 
injg  16  inches  or  less,  the  whole  year.  General  navigation,  however, 
is  practically  closed  for  several  months  each  year  during  low  water. 
As  a  general  rule,  when  the  stage  is  below  2^  feet,  navigation  is  closed; 
between  2^  feet  and  5  feet,  it  is  uncertain,  and  above  5  feet,  good. 
A  table  is  given  on  page  390  of  the  Annual  Report  of  the  Chief 
of  Engineers  for  1902^  showing  the  stages  at  Bumside,  Carthage, 
Nashville,  and  ClarksviUe  for  the  years  1898-1902. 

No  work  of  improvement  was  carried  on  during  the  past  fiscal 
year. 

The  funds  expended  were  applied  to  the  cost  of  the  survey  for 
locks  and  dams  authorized  by  tne  act  of  March  2,  1907. 

For  references  to  detailed  reports  and  maps  and  to  the  report  of 
the  Board  of  Engineers  for  Rivers  and  Harbors  concerning  tne  fur- 
ther improvement  of  the  Cumberland  River  see  the  Annual  Report 
of  the  Chief  of  Engineers  for  1908,  page  555. 

A  preUminary  report  of  the  survey  ordered  by  the  act  of  March  2, 
1907,  is  printed  in  House  Document  No.  758,  Sixtieth  Congress, 
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first  session.  The  final  report  is  printed  in  House  Document  No. 
1481,  Sixtieth  Congress,  second  session. 

In  these  reports  the  district  officer  recommends  the  further  im- 
provement of  the  Cumberland  River  below  Nashville  by  the  con- 
struction of  the  necessary  locks  and  dams.  This  recommendation 
was  concurred  in  by  the  division  engineer.  Board  of  Engineers  for 
Rivers  and  Harbors,  and  the  Chief  of  Engineers. 

Attention  is  invited  to  the  reconrunenaation  of  the  district  oflScer 
in  the  appendix  to  this  report  that  the  necessary  funds  for  the  com- 
mencement of  the  work  be  appropriated  at  the  earUest  date  prac- 
ticable.    This  recommendation  is  concurred  in. 

The  reported  commerce  for  the  calendar  year  1908  was  259,734 
tons,  having  an  estimated  value  of  about  $4,621,197;  passengers 
carried,  33,000.  The  tonnage  consisted  principally  of  timber  and 
farm  products,  and  general  merchandise. 

It  is  reported  that  the  Tennessee  Central  Railroad,  which  parallels 
the  Cumberland  River  from  Nashville  to  Clarksville,  had  rates  in 
force  before  the  completion  of  Lock  and  Dam  A  of  from  18  to  26 
cents  per  100  pounds,  and  since  this  lock  was  put  in  operation  these 
rates  have  been  reduced  above  the  lock  to  from  6  cents  to  12  cents  per 
100  pounds. 

The  quantity  of  grain  handled  by  the  local  steamboats  has  in- 
creased considerably  since  the  completion  of  Lock  A  and  a  new  line 
of  steamboats,  the  Tyner  Line,  has  been  operating  during  the  boat- 
ing season. 

It  appears  from  reliable  information  that  the  cost  of  transport- 
ing grain  by  river  to  Nashville  is  about  8  cents  per  100  poimds  from 
pomts  below  Evansville  on  the  Ohio  River,  while  it  is  15  cents  per 
100  pounds  by  way  of  river  to  Henderson  or  Uniontown,  Ky.,  and 
thence  by  rail  to  Nashville,  or  a  saving  of  about  7  cents  per  100 
pounds  by  all  river  transportation.  Within  the  past  year  freight 
rates  by  rail  have  advanced  12^  to  20  per  cent  on  every  class  of  mer- 
chandise going  south  out  of  Nashville,  while  into  Nashville  it  appears 
that  the  tariff  has  not  been  advanced.  There  is  little  doubt  that 
the  competition  offered  bv  the  Cumberland  River,  even  in  its  present 
condition,  is  the  cause  of  the  favorable  rates  into  Nashville. 

The  amount  estimated  as  a  profitable  expenditure  in  the  fiscal 
year  ending  June  30,  1911,  will  be  appUed  to  necessary  maintenance. 
The  funds  are  needed  for  maintaining  the  river  in  a  navigable  condi- 
tion. No  estimate  is  submitted  for  further  work  on  the  old  or 
existing  project  for  improvement  by  locks  and  dams  pending  action 
by  Congress  on  the  new  plan  for  slack  water  improvement  referred 
to  above. 

July  1,  1908,  balance  unexpended $8,731.44 

Casn  cdlowance  received  from  Underwood  Typewriter  Company 12. 25 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 10,000.00 

18, 743.  69 
June  30, 1909,  amount  expended  during  fiscal  year,  for  survey 8, 503. 00 

July  1,  1909,  balance  unexpended 10, 240. 69 

July  1,  1909,  outstanding  liabilities 6.95 

July  1, 1909,  balance  available 10, 233. 74 
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Amount  (estimated)  required  for  completion  of  existing  project $1, 549, 818. 81 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1, 1909 10, 000. 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(jb)  Above  NashviUe  {357  miles). — This  section  extends  from  Nash- 
ville to  the  mouth  of  Rockcastle  River.  In  its  original  condition  it 
was  considerablv  obstructed  by  rock  reefs,  ledges,  snags,  etc.,  which 
greatly  impeded  navigation  between  Nashville  and  Bumside  (about 
325  miles),  while  above  Bumside  the  Smith  shoals  formed  a  serious 
obstruction  to  navigation  at  practically  all  stages. 

The  original  scheme  of  improvement  above  Nashville,  as  modified* 
and  extended,  contemplated  open-channel  work  from  Nasnville,  Tenn.. 
to  Cumberland  Ford  (PineviUe,  Ky.),  497  miles,  at  an  estimated 
cost  of  $374,764,  and  was  based  on  projects  submitted  January  20, 
1871,  and  February  8,  1872. 

The  first  appropriation,  specifically  applicable  to  the  Cumberland 
River  above  Nashville,  was  made  by  the  act  of  August  14,  1876. 

This  open-channel  scheme  of  improvement,  or  old  project,  resulted 
in  giving  increased  depths  at  several  of  the  principal  obstructions, 
thus  securing  a  longer  and  safer  period  of  navigation.  Under  this 
project  and  its  modifications  appropriations  aggregating  $346,000 
were  made  and  expended. 

The  project  for  the  canalization  of  the  Cumberland  River  above 
Nash  vine,  based  on  reports  of  an  examination  and  survey  in  1882 
and  1883,  was  adopted  Tby  the  river  and  harbor  act  of  August  5,  1886. 

This  scheme  of  unprovement  provided  for  the  construction  of  22 
locks  and  dams  below  Bumside,  Ky.,  and  6  locks  and  dams  at  Smith 
shoals,  above  Bumside,  the  intention  being  to  provide  a  cofiplete 
system  of  lockage  from  Nashville,  Tenn.,  to  Rockcastle  River,  so  as 
to  afford  a  channel  depth  of  6  feet,  the  locks  to  be  52  feet  wide  and 
280  feet  long,  with  lifts  varying  from  10  to  12  feet,  at  an  estimated 
cost  of  $8,500,000. 

On  February  16.  1905,  the  Board  of  Engineers  for  Rivers  and  Har- 
bors reported  on  tne  project  of  canalization  as  follows: 

The  Board  is  of  the  opinion  that  the  regulation  of  the  river  and  *  ♦  *  the 
completion  of  Locks  and  Dams  3,  4,  5,  6,  and  7  above  Nashville,  so  as  to  carry  the 
improvement  of  the  river  from  its  mouth  to  Cartha^,  Tenn.,  is  worthy  of  being  con- 
tinued by  the  United  States,  but  that  the  construction  of  the  locks  and  dams  proposed 
between  Carthage  and  Bumside,  except  No.  21,  now  under  contract,  is  not  at  present 
justified  by  the  commerce  involved. 

The  river  and  harbor  act  of  March  2,  1907,  adopted  the  modified 
project  for  completing  the  improvement  in  accordance  with  this 
report  by  providing  for  the  completion  of  Locks  and  Dams  Nos.  3, 
4,  5,  6,  and  7  at  an  additional  expenditure  of  $550,000,  thus  reducing 
the  cost  of  the  project  as  modified  to  $2,769^00,  increased  in  the 
report  for  1908,  page  1690,  to  $2,854,000.  The  act  appropriated 
$150,000  and  authorized  continuing  contracts  in  the  further  sum  of 
$400,000  for  completing  the  project.  The  entire  amount  so  author- 
ized has  now  been  appropriated. 

For  the  statement  concerning  the  annulment  of  the  contract  for 
constructing  Lock  and  Dam  No.  21  see  the  Report  of  the  Chief  of 
Engineers  for  1908,  page  1689. 


Digitized  by  VjOOQ IC 


EIVEB  AND  HABBOB  IMPBOVEMENTS.  589 

The  district  officer,  in  the  appendix  to  this  report,  recommends 
that  an  additional  sum  of  $85,000  be  appropriated  to  nnish  the  work 
at  Lock  21,  as  experience  shows  that  it  will  be  impossible  to  build 
the  dam  and  do  tne  necessary  work  of  bank  protection  and  paving 
within  the  present  estimate  of  cost.  His  recommendation  is  con- 
curred in. 

Attention  is  invited  to  the  district  officer's  further  recommendation 
in  this  connection,  however,  that  no  such  appropriation  be  made 
for  the  completion  of  this  work  unless  the  town  of  inumside,  which  is 
in  the  vicinity  of  the  proposed  lock  and  will  derive  the  greatest 
benefit  from  the  improvement,  furnish  adecjuate  terminal  racilities 
by  reserving  for  all  time,  by  appropriate  legislative  action,  a  portion 
01  its  water  front,  and  devote  it  exclusively  to  the  accommodation  of 
river  commerce  upon  such  terms  as  will  be  reasonable  and  just  to  the 
public. 

Under  the  project  of  canalization  appropriations  and  allotments 
aggregating  $2,779,000  have  been  mtfde;  $493.15  have  been  received 
from  recoveries,  sales,  etc.,  making  a  total  of  $2,779,493.15.  Of 
this  amount  about  $42,036.95  is  chargeable  to  maintenance,  leav- 
ing $2,737,456.20  applicable  to  works  of  improvement.  The  total 
expenditures  under  this  project  to  June  30,  1909,  amount  to 
$2,378,110.47,  of  which  sum  about  $31,564.15  was  applied  to 
maintenance. 

These  expenditures  have  resulted  in  an  improved  channel  way  by 
the  periodical  removal  of  snags  and  other  surface  obstructions;  the 
completion  and  operation  of  Lock  and  Dam  No.  1  (2.5  miles  below 
Nashville) :  Lock  and  Dam  No.  2  (9  miles  above  Nashville);  and 
Lock  and  Dam  No.  3  (26  miles  above  Nashville) ;  the  completion  of 
the  masonry  required  for  locks  and  abutments  of  dams  Nos.  4, 5, 6,  and 
7  (44.7,  72,  89,  and  106.6  miles,  respectively)  above  Nashville;  the 
purchase  of  sites  for  abutment  at  Lock  No.  8  (125.2  miles  above 
Nashville) ;  and  for  Lock  and  Abutment  No.  22  (320.2  miles  above 
Nashville) ;  the  selection  of  sites  for  the  locks  of  the  Smith  shoals 
system;  the  letting  and  partial  execution  of  the  contracts  for  the 
construction  and  erection  of  the  gates  for  Locks  3  to  7,  and  for  Lock 
21 ;  the  partial  construction  of  Lock  No.  21 ;  the  purchase  and  delivery 
of  the  lumber  for  Dam  No.  6;  and  contingencies  pertaining  to  the 
entire  improvement. 

The  Cumberland  River  is  navigable  usuall]^  from  Nashville  to 
Burnside,  Ky.,  325  miles,  for  steamboats  drawing  not  more  than  3 
feet  from  four  to  six  months  of  each  year,  and  for  boats  of  greater 
draft  from  two  to  three  months.  The  fall  is  223  feet,  or  aoout  8 
inches  per  mile. 

From  Nashville  to  Caney  Fork  River  (Carthage,  116  miles)  the 
river  is  navigable  for  steamboats  of  2i  feet  draft  from  six  to  eight 
months,  and  for  those  of  greater  draft  four  or  five  months.  Steam- 
boats of  light  draft  can  ascend  to  Burkesville,  236  miles  above  Nash- 
ville, for  From  five  to  seven  months  and  larger  boats  four  or  five 
months. 

The  head  of  navigation  is  Bumside,  Ky.,  for  steamers  and  other 
craft.  This  section  is  considered  navigable  for  rafting  and  logging 
for  about  35  miles  above  Bumside. 
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Lock  No.  1  was  placed  in  operation  November  26,  1904.  The 
completion  of  this  lock  affords  a  good  harbor  at  Nashville,  where  a 
numoer  of  new  boats  and  baizes  were  put  in  commission  as  a  result  of 
this  improvement. 

Lock  If  o.  2  was  put  in  operation  on  October  9, 1907,  and  Lock  No.  3 
was  placed  in  operation  on  October  15,  1908.  The  completion  of 
these  three  locks  gives  a  6-foot  navigation  the  year  round  for  a 
distance  of  about  47  miles  above  Nashville. 

The  early  completion  of  the  work  at  Locks  Nos.  4, 5,  6,  and  7,  where 
the  more  expensive  masonry  parts  have  already  been  built,  is 
regarded  of  great  importance,  as  this  is  necessary  to  make  the 
improvement  available  and  will  provide  a  permanent  channel  for 
navigation  from  Nashville  to  Carthage  and  the  Caney  Fork  River. 
When  these  locks  are  in  operation  the  effect  of  the  project  on  freight 
rates  will  be  more  fullv  apparent. 

The  expenditures  during  the  past  fiscal  year  were  applied  to  the 
completion  of  placing  Lock  No.  3  in  operation;   erecting  the  lock 

fates  under  contract  at  Locks  Nos.  4  and  5;  partial  construction  of 
)am  No.  5;  purchase  and  delivery  of  the  materials  preparatory  to  the 
construction  of  the  guard  walls  at  Locks  Nos.  6  and  7 ;  quarrying  stone 
for  dams;  letting  of  the  contract  for  the  delivery  of  the  timber  for 
Dam  No.  4;  construction  of  two  lock  houses  at  Lock  No.  3;  construc- 
tion of  floating  plant  and  temporary  buildings  for  shops  and  quarters 
at  Locks  Nos.  6  and  7;  construction  of  Lock  No.  21  and  contingencies 
pertaining  to  the  entire  improvement. 

The  amount  expended  for  maintenance  during  the  past  fiscal  year 
was  applied  to  the  purchase  of  material  for  a  snag  boat. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  expen- 
diture m  tne  fiscal  jear  1911  as  follows:  Eighty-five  thousand  dollars 
to  the  work  of  placmg  Lock  No.  21  in  operation,  and  $10,000  to  main- 
tenance of  improvement.  The  funds  are  needed  to  make  the  improve- 
ment available  for  the  needs  of  commerce  and  for  maintaining  the 
channel  of  the  river  in  a  navigable  condition. 

The  commerce  on  the  Cuimberland  River  above  Nashville  for  the 
calendar  year  1908,  as  nearly  as  could  be  ascertained,  aggregated 
246,260  tons,  having  an  estimated  value  of  about  $8,745^289;  pas- 
sengers carried,  8,635.  The  tonnage  consisted  mainly  of  tmiber  and 
farm  products  and  general  merchandise. 

For  references  to  surveys  see  page  495,  Annual  Report  of  Chief  of 
Engineers,  1906. 

July  1, 1908,  balance  unexpended $399,049.59 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 10,000.00 

Amount  appropriated  bv  sundrv  civil  act  approved  March  4, 1909 250, 000. 00 

Caah  allowance  received  from  iJnderwood  Typewriter  Co 17. 26 

659,066.84 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement 1257, 469. 88 

For  maintenance  of  improvement 214.28 

257,684.16 

July  1, 1909,  balance  unexpended 401, 382. 68 

July  1,  1909,  outstanding  liabilities 25,153.34 

Julyl,  1909,  balance  available 376,229.34 
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Jiilyl,  1909,  amount  covered  by  uncompleted  contracts $43,488.70 

Amount  (estimated)  required  for  completion  of  existing  project 85, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  exclusive  of  tne  balance  unexpended  July  1, 1909: 

For  works  of  improvement o  $85, 000. 00 

For  maintenance  of  improvement 10,000.00 

95,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  B  B  2.) 

5.  Operating  and  care  of  locks  and  dams  on  Cumberland  River. — 
Four  locks  are  now  in  operation:  Lock  A,  the  first  of  the  series  below 
Nashville,  and  Locks  1,  2,  and  3  of  the  series  above  Nashville. 

They  have  an  available  length  of  280  feet,  a  clear  width  of  52  feet 
between  walls,  and  a  depth  of  6i  feet  on  miter  sills  at  low  water, 
except  at  lower  miter  sill  of  Lock  A,  where  the  present  low-water 
depth  is  only  1  foot.  This  depth  will  be  increased  to  6i  feet  by  the 
construction  of  the  next  lock  below. 

The  first  allotment  from  the  indefinite  appropriation  of  July  5, 
1884,  for  the  operation  and  care  of  these  locks  was  made  June  26, 1905. 

During  the  calendar  year  1908  the  traffic  past  Lock  A  was  about 
104,743.9  tons;  past  Lock  No.  1  about  102,651  tons;  past  Lock  No. 
2  about  187,553.4  tons;  past  Lock  No.  3  about  3,658.2  tons  since  it 
was  placed  in  operation  in  October,  1908. 

A  special  allotment  of  $9,000  was  made  for  the  purchase  of  a  pump 
boat  for  pumping  out  the  lock  pits  when  they  fill  up  with  material. 
This  vessel  will  be  constructed  at  Muscle  Shoals  Canal,  and  is  expected 
to  be  placed  in  commission  early  next  fall. 

The  funds  expended  were  applied  to  the  repair  of  Dam  A  with 
concrete,  and  to  the  expenses  of  operating  and  care  of  lock  gates, 
buildings,  and  grounds. 

The  amount  expended  to  June  30,  1909,  was  $60,977.41,  of  'vdiich 
$31,801.58  were  expended  during  the  past  fiscal  year. 

(See  Appendix  B  B  3.) 

4-  Caney  Fork  RiveVy  Tennessee. — ^This  stream  lies  in  the  central 
part  of  Tennessee.  After  a  course  of  about  200  miles,  wholly  in  the 
State,  it  empties  into  the  Cumberland  River  at  Carthage,  Tenn., 
about  116  miles  above  Nashville.  It  is  the  largest  tributary  of  the 
Cumberland  River. 

In  its  original  condition  the  principal  difficulties  were  foimd  to  be 
rock  reefs,  gravel  and  sand  bars,  ana  a  crooked  and  shallow  channel 
greatly  impeded  by  surface  obstructions. 

No  work  was  done  by  the  United  States  prior  to  that  begun  under 
the  present  project.  The  present  project,  adopted  June  14,  1880,  is 
based  on  the  report  of  1879,  and  an  extension  of  the  project  is  based 
on  the  report  of  1886.  It  provides  for  improving  the  92  miles  of 
river  from  Franks  Ferry^  the  head  of  navigation,  to  its  mouth, 
Carthage,  Tenn.,  by  removmg  the  surface  obstructions,  building  riprap 

o  An  appropriation  of  this  amount  is  recommended  b^  the  district  officer  and  the 
Chief  of  Engineers,  subject  to  certain  important  conditions  set  forth  on  page  589  of 
this  report. 
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dams  and  training  walls,  so  as  to  obtain  sufficient  water  for  safe 
navigation  during  boating  season  for  steamboats  drawing  not  more 
than  3  feet,  at  an  estimated  cost  of  $45,228.  (Annual  Report  of  the 
Chief  of  Engineers  for  1887,  p.  1767.) 

Rafting  and  logging  does  not  appear  to  be  practicable  above 
Franks  Ferry. 

Under  the  project  referred  to,  appropriations  aggregating  $28,000 
have  been  made  and$12.25  received  from  other  sources,  and  $27,839.83 
expended  to  the  close  of  the  fiscal  year  ending  Jime  30,  1909. 

From  August,  1880,  when  the  first  work  was  done,  to  Aiigust,  1891, 
when  the  last  work  was  done,  $25,000  was  expended.  Ine  results 
were  an  improvement  of  the  channel  at  a  3-foot  stage  from  Franks 
Ferry  to  the  mouth  of  the  river.  The  improvement,  however,  was  not 
permanent  and  can  not  be  made  so  under  the  present  project.  The 
additional  work  required  is  therefore  practically  for  mamtenance. 

No  appropriations  were  made  from  1890  to  1905,  and  no  work  was 
done  for  upward  of  seventeen  years. 

The  fimds  expended  during  the  past  fiiscal  year  were  appUed  to 
clearing  the  channel  of  the  river  of  surface  obstructions  and^care  of 
plant. 

In  view  of  the  meager  benefits  resulting,  it  is  not  beUeved  that 
future  appropriations  are  warranted  under  this  project. 

The  enect  of  the  improvement  on  freight  rates  is  not  believed  to 
be  important  and  can  not  be  readilv  ascertained. 

The  commerce  on  the  Caney  Fort  River  for  the  calendar  year  1908, 
as  nearly  as  could  be  ascertamed,  aggregated  16,480  tons,  having  an 
estimated  value  of  $79,013. 

July  1 ,  1908 ,  balance  unexpended : . . .  $1, 533. 69 

Casn  allowance  received  from  the  Underwood  Typewriter  Company 12. 25 

1,545.94 
June  30,  1909,  amount  expended  during  fiscal  year,  for  mamtenance  of 
improvement 1, 373. 52 

July  1, 1909,  balance  unexpended 172.42 

(See  Appendix  B  B  4.) 

SURVEY  OP  CUMBERLAND  BIVEB,  TENNESSEE  AND  KENTUOKT, 
MADE  IN  COMPLIANCE  WITH  BIVEB  AND  HABBOB  ACT  APPBOVED 
MABCH  2,    1907. 

Report  dated  January  18,  1909,  on  a  survey  of  Cumberland  River, 
Tennessee  and  Kentucky y  hehw  NdshmUe,  with  a  view  to  the  con- 
struction of  locks  and  aams  in  that  portion  of  the  river  heretofore 
surveyed  in  which  no  locks  and  dams  have  been  constructed,  re- 
quired by  the  river  and  harbor  act  of  March  2,  1907,  was  duly  sub- 
mitted by  the  district  officer.  It  was  reviewed  by  the  Board  of 
Engineers  for  Rivers  and  Harbors,  pursuant  to  law,  and  was  trans- 
mitted to  Congress  and  printed  in  House  Document  No.  1481,  Six- 
tieth Congress,  second  session.  A  plan  of  improvement  is  presented 
which  has  in  view  the  construction  of  three  more  locks  and  dams. 
(D,  E,  and  F)  to  complete  the  system  of  six  in  all,  the  estimated 
cost  of  which  is  $1,905,688.80. 
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IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  CHATTANOOGA, 
TENNESSEE.  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  Wm.  W.  Harts,  Coi^ps  of 
Engineers,  having  under  his  immediate  orders  to  April  4,  1909, 
Capt.  A.  B.  Putnam,  Corps  of  Engineers.  Division  engineer.  Col. 
Wm.  T.  Rossell,  Corps  of  Engineers. 

TENNESSEE   BIVEB   SYSTEM. 

The  Tennessee  River  is  652  miles  long.  It  is  formed  bv  the  junc- 
tion of  the  French  Broad  and  Holston  rivers,  4.5  miles  above  Knox- 
ville  and  1S8  miles  above  Chattanooga,  and  flows  into  the  Ohio  at 
Paducah,  464  miles  below  Chattanooga.  Together  with  its  principal 
tributaries  it  forms  a  system  of  internal  waterways  capable  of  being 
navigated  more  than  1 ,300  miles  by  steamboats.  In  aadition  to  this, 
its  tributaries  are  still  further  navigable  bv  rafts  and  flatboats  for  a 
distance  of  more  than  1,000  miles,  thus  making  a  system  of  navigable 
waters  about  2,350  miles  in  length,  with  a  drainage  area  of  about 
44,000  square  miles. 

The  river  is  navigable  the  entire  year  from  the  mouth  to  Riyerton, 
Ala.  Just  above  Riverton  a  lateral  canal  about  8  miles  long  is  now 
imder  construction  past  the  Colbert  and  Bee  Tree  shoals,  and  the 
Muscle  Shoals  Canal  now  surmounts  the  Big  Muscle  and  Elk  River 
shoals. 

Under  the  act  of  April  26,  1904,  as  amended  by  act  of  January  7, 
1905,  a  lock  and  dam  to  be  built  mainly  by  private  parties  are  pro- 
jected at  Hales  bar,  designed  to  form  a  pool  extending  33  miles 
upstream  to  Chattanooga. 

Local  boat  line^  have  headquarters  at  the  principal  towns  along  the 
river.  There  is  no  through  traffic  covering  the  entire  length  of  the 
river,  the  longest  regular  boat  service  being  found  between  Chatta- 
nooga and  Paducah  when  the  stage  of  water  permits. 

The  amount  so  far  appropriated  and  allotted  for  the  Tennessee 
River  and  the  canals  thereon  is  $8,541,337.15;  amount  received 
from  other  sources,  $2,461.95,  making  the  total  received  $8,543,799.10. 
Of  this  the  simi  of  $1,122,882.26  has  been  allotted  for  operating, 
care,  and  repair  of  the  Muscle  Shoals  Canal  from  November,  1890, 
when  it  was  opened  to  navigation,  to  June  30,  1909. 

Freight  rates  are  said  to  oe  already  considerably  lowered  by  this 
project,  but  there  is  no  information  available  indicating  to  what 
extent  they  will  be  affected  hj  its  completion. 

1.  Tennessee  River, — ^The  improvement  has  been  carried  on  in 
three  sections  imder  separate  appropriations. 

(a)  Ahcyve  Chattanooga,  Tenn.  (188  miles). — In  its  original  con- 
dition this  part  of  the  river  was  obstructed  by  rock  reefs,  bowlders, 
gravel  bars,  and  snags.  The  depth  of  water  on  the  bars  varied  from 
10  to  30  inches  at  low  water,  and  in  some  places  the  current  was  as 
great  as  6  miles  an  hour.  The  average  slope  is  0.956  foot  per  mile, 
with  average  low-water  discharge  varying  from  about  3,000  cubic 
feet  per  second  at  KnoxviUe  to  about  6,000  cubic  feet  per  second  at 
Chattanooga. 

The  present  project,  adopted  by  Congress  in  act  of  August  18, 1894, 
is  to  obtain  by  training  walls,  wmg  dams,  and  dredging  a  low-water 
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channel  3  feet  deep  from  Chattanooga  to  the  mouth  of  the  French 
Broad  River,  at  an  estimated  cost  of  $650,000.  Up  to  June  30, 1895, 
the  sum  of  $328,255.83  had  been  expended  under  a  previous  proiect, 
and  there  remained  55  obstructions  having  less  than  3  deet  deptn  at 
low  water.  A  revision  of  the  estimate  in  1907,  on  a  basis  of  present 
unit  prices,  places  the  cost  of  the  existing  project  at  $1,709,000. 

Appropriations  and  allotments  under  the  present  project  amount 
to  $352,014.63,  and  the  receipts  from  sales,  etc.,  have  been  $155.70; 
making  a  total  of  $352,170.33.  The  total  amount  expended  under 
the  present  project  to  June  30,  1909,  is  $307,841.29,  including  $13,- 
915.16  for  maintenance. 

Operations  in  recent  years  have  been  mainly  concentrated  at  the 
formidable  series  of  obstructions  extending  from  Caney  Creek  shoals 
(about  98  miles  above  Chattanooga)  downstream  for  a  distance  of 
about  8  miles.  The  projected  works  in  that  vicinity  are  well  ad- 
vanced toward  completion,  and  a  marked  increase  in  channel  depths 
has  been  obtained. 

The  work  done  in  the  past  fiscal  year  comprised  dredgpg  and  dike 
construction  at  Caney  Creek  shoak  and  dike  construction  at  Ldttle 
River  shoak  (12  mil€»  below  Enoxville).  Operations  were  sus- 
pended in  October,  owing  to  the  exhaustion  of  funds.  In  January, 
1909,  under  an  allotment  made  for  the  purpose,  some  work  was 
undertaken  at  the  latter  place  with  a  view  to  the  reduction  of  objec- 
tionable current  velocities  due  to  the  incomplete  stage  of  the  im- 
provement. The  funds  expended  for  maintenance  during  the  fiscal 
year  were  applied  to  this  emergency  work  at  Little  River  shoak  and 
to  the  construction  and  repair  of  floating  plant  needed  in  the  work 
of  preserving  the  navigable  condition  of  the  channel. 

The  new  wooden-hiul  steam  tender  Chilhowee,  biiilt  under  contract 
at  a  cost  of  $10,000,  was  launched  in  Au^t,  1908. 

The  maximum  draft  that  can  be  earned  at  mean  low  water  over 
the  shoalest  place  in  this  section  is  about  18  inches.  The  extreme 
flood  oscillations  range  from  about  40.5  feet  at  Enoxville  to  about  58 
feet  at  Chattanooga. 

The  commerce  reported  on  this  portion  of  the  river  during  the  cal- 
endar year  1908  amounted  to  about  621,500  tons,  valued  at  about 
$3,187,620;  the  principal  items  in  order  of  value  being  marble,  general 
merchandise,  logs,  and  grain. 

A  map  of  this  section  of  the  river  is  printed  in  the  Annual  Report 
of  the  (;hief  of  Engineers  for  1876,  page  710,  and  an  account  of  its 
survey  in  the  report  of  1893.  page  2333. 

It  IS  proposea  to  apply  tne  amoimt  given  as  a  profitable  expendi- 
ture in  the  fiscal  year  1911  to  maintaining  the  navigable  waterway 
by  the  removal  of  minor  channel  obstructions  and  the  repair  of  exist- 
ing works  of  regulation,  and  to  continuing  improvement  under  the 
existing  project  for  the  purpose  of  extending  the  benefits  already 
secured. 

No  active  operations  were  carried  on  in  the  Little  Tennessee  River 
during  the  fiscal  year.  The  total  expenditures  for  its  improvement 
up  to  Jime  30,  1909,  amoimt  to  $5,510.09.  Owing  to  the  slight  use 
made  of  this  tributary,  it  is  believed  that  further  allotments  from 
appropriations  for  the  upper  Tennessee  River  should  not  be  made 
for  it  for  several  years,  and  no  simi  is  therefore  given  as  a  profitable 
expenditure  in  the  fiscal  year  1911. 
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July  1, 1908,  balance  unexpended $36, 049. 41 

Received  from  sales 2. 85 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 60,000.00 

Allotment  from  emergency  act  of  March  2, 1907 1, 270. 46 

86,322.72 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $35, 049. 41 

For  maintenance  of  improvement 6, 944. 27 

41,993.68 

July  1,  1909,  balance  unexpended 44, 329. 04 

July  1, 1909,  outstanding  liabilities 2, 461. 29 

July  1,  1909,  balance  available 41, 867. 76 

Amount  (estimated)  required  for  completion  of  existing  project 1, 080, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpendea  July  1, 1909 160, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

UTTLB  TBNNB8SBB  RIVBB. 

July  1, 1908,  balance  unexpended $1, 489. 91 

July  1,  1909,  balance  unexpended 1, 489. 91 

(ft)  Chattanooga,  Tenn,,  to  Rivertony  Ala.  {238  miles). — In  its 
original  condition  the  channel  from  Chattanooga  to  Browns  Ferry^ 
was  obstructed  by  bars,  bowlders,  reefe,  and  rocky  projections.  Navi- 
gation was  possible  during  six  to  nine  months  annually.  Between 
Browns  Ferry  and  Florence  were  the  Muscle  shoals  obstructions, 
which  could  be  crossed  only  at  unusually  high  water.  Between  Flor- 
ence and  Riverton  the  Colbert  and  Bee  Tree  shoals  prevented  naviga- 
tion for  six  months  in  the  year. 

The  average  slope  is  1.5  feet  per  mile  from  Chattanooga  to  Scott 
Point  (17.5  miles),  thence  0.4  foot  per  mile  to  head  of  Muscle  Shoals 
Canal  (158  miles),  thence  2.73  feet  per  mile  to  Riverton  (62.^  miles), 
with  average  low-water  discharge  varying  from  about  6,000  cubic 
feet  per  second  at  Chattanooga  to  about  10,000  cubic  feet  per  second 
at  Riverton. 

Under  a  former  project  the  Muscle  shoals  section  was  improved,  at 
a  cost  of  $3,191,726.50,  by  some  channel  work  at  Little  Muscle  shoals 
and  by  the  construction  of  a  lateral  canal  in  two  divisions,  one  on 
the  left  bank  about  3.5  miles  long,  with  2  locks,  around  the  Elk  River 
shoals,  and  the  other  on  the  right  bank,  about  14.6  miles  long,  with  9 
locks,  around  the  Big  Muscle  shoals.  This  work  was  done  mainly 
from  1875  to  1890,  under  a  project  adopted  originally  in  1868. 

Expenditures  aggregating  $595,532.74  have  been  made  in  the 
improvement  of  the  open  nver  at  various  localities  between  Chatta- 
nooga and  Riverton  under  a  former  project,  dating  back  to  1868, 
which  contemplated  securing  a  least  depth  or  3  feet  at  low  water  in 
the  improved  channels. 

The  existing  prcy'ects  for  the  improvement  of  this  section  are  three 
in  number.    The  first  authorizes  the  construction  by  private  parties 
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of  a  lock  and  dam  at  Hales  bar,  about  33  miles  below  Chattanooga, 
which  will  form  a  pool  extending  above  Chattanooga  with  a  depth  or  at 
least  6  feet  at  low  water,  the  parties  doing  the  work  being  granted  the 
use  of  the  water  power  produced  by  the  dam  for  a  period  of  ninety- 
nine  years.  The  Unitea  States  is  to  prepare  the  plans,  supervise  the 
construction,  and  provide  the  gates,  valves,  operating  machinery,  and 
other  appurtenances  of  the  lock,  at  a  total  cost  now  estimated  at 
$214,720.  The  project  was  adopted  by  act  of  April  26, 1904,  amended 
(as  to  location  of  the  work)  by  act  of  January  7,  1905. 

The  second  project,  adopted  by  act  of  March  2,  1907,  provides  for 
open-channel  worfe  to  secure  a  depth  of  5  feet  at  low  water  (in  accord- 
ance with  project  submitted  in  H.  Doc.  No.  50,  57th  Cong.,  1st  sess.) 
from  Scott  Point  to  Lock  A,  covering  the  stretch  of  145  mues  between 
Hales  bar  and  the  Muscle  Shoals  Canal,  the  revised  estimate  placing 
the  cost  of  the  work  at  $1,231,000. 

The  third  project  provides  for  the  improvement  of  Colbert  and  Bee 
Tree  shoals,  near  the  downstream  hmit  of  this  section,  by  the  con- 
struction of  a  lateral  canal  about  8  miles  long,  with  one  lock:  of  about 
26  feet  Uft,  at  an  estimated  cost  of  $2,847,009.70.  The  original  proj- 
ect was  approved  by  the  Secretary  of  War  on  November  28,  1890, 
and  its  last  modification  on  June  12,  1905. 

The  appropriations  and  allotments  under  the  present  projects  for 
the  improvement  of  this  section  aggregate  $2,547,644.24,  and  in  addi- 
tion the  sum  of  $550.97  has  been  received  from  other  sources,  making  a 
total  of  $2,548,195.21,  of  which  the  sum  of  $2,213,759.36  has  been 
expended  to  June  30,  1909. 

These  expenditures  have  resulted  in  the  preparation  of  plans  for 
the  Hales  Bar  lock  and  dam,  the  purchase  of  the  metal  work  to  be 
incorporated  in  the  lock  masonry,  the  letting  of  the  contracts  for  the 
construction  and  erection  of  the  upper  and  lower  lock  gates,  the  con- 
struction of  a  quarter  boat  for  the  United  States  inspecting  force,  and 
the  supervision  of  the  entire  work,  at  a  total  cost  of  $47,283.80;  in 
the  partial  improvement  of  the  open-river  channel  at  various  points 
between  Chattanooga  and  Riverton,  notably  at  Aliens  bar,  and  the 
construction  of  floating  plant  needed  to  carry  on  advantageously  the 
work  of  open-river  regulation,  at  a  cost  of  $108,404.96,  including 
$3,048.70^  for  maintenance;  and  in  the  partial  construction  of  the 
Colbert  Shoals  Canal,  including  the  completion  of  the  masonry  of  the 
lock,  the  construction  of  the  concrete  river  wall,  the  excavation  of 
about  90  per  cent  of  the  canal  prism,  the  letting  of  a  contract  for  the 
upper  ana  lower  lock  gates,  the  erection  of  the  lock  houses,  and  the 
carrying  out  of  minor  mcidental  work  by  hired  labor,  at  a  total  cost 
of  $2,058,070.60. 

The  Muscle  Shoals  Canal  provides  a  permanent  depth  of  5  feet, 
except  in  its  approaches,  where  additional  work  will  be  recjuired  to 
secure  this  depth  at  low  water,  the  improvement  never  havmg  been 
fuUy  completed  at  these  points. 

Tfne  maximimi  draft  ttiat  can  be  carried  at  mean  low  water  over 
the  shoalest  place  between  Chattanooga  and  Riverton  is  about  2 
feet.  The  extreme  flood  oscillations  range  from  about  69  feet  at  the 
Suck,  12  miles  below  Chattanooga,  to  about  10  feet  at  Lock  No.  4  of 
the  Muscle  Shoals  Canal. 

The  improvements  at  Hales  bar  and  Colbert  shoals  will  not  be 
available  for  navigation  imtil  the  works  are  completed. 
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At  Hales  bar  the  expenditures  during  the  past  fiscal  year  were 
applied  to  the  letting  or  a  contract  for  tne  lower  ^ates,  to  the  con- 
struction of  a  quarter  boat  for  the  United  States  inspectors,  and  to 
the  cost  of  supervising  the  contract  work  of  building  the  lock  and 
dam.  The  concrete  work  is  about  20  per  cent  completed,  and  about 
35  per  cent  of  the  rock  excavation  ancl  68  per  cent  of  the  earth  exca- 
vation had  been  accompUshed  up  to  the  close  of  the  fiscal  year.  In 
the  annual  report  for  1908  (p.  564)  the  additional  sum  of  $101,750  was 
estimated  to  oe  required  for  the  completion  of  the  work  with  which 
the  United  States  is  chargeable  in  connection  with  this  improvement. 
The  river  and  harbor  act  of  March  3,  1909,  carried  an  authorization  of 
one-half  of  this  amount,  but  no  part  thereof  has  vet  been  appropriated. 

The  fimds  expended  during  the  fiscal  year  for  open-channel  work 
between  Chattanooga  and  Riverton  were  applied  to  dredging  at 
Aliens  bar,  a  serious  obstruction  between  Hobbs  Island  and  Uunters- 
ville,  to  dike  construction  at  Chunn  bar,  and  to  the  construction  and 
repair  of  floating  plant.  Proposals  were  soUcited  for  furnishing  the 
machinery  and  fittings  for  a  dipper  dredge  to  be  employed  in  this 
section  of  the  river.  Four  bids  were  received,  and  the  contract  was 
awarded  in  the  sum  of  $19,850. 

In  the  appendix  to  this  report  the  district  officer  gives  his  reasons 
for  recommending  an  increased  appropriation  for  open-channel  work. 
His  recommendation  is  concurrea  m. 

The  principal  work  done  at  Colbert  shoals  in  the  past  fiscal  year 
comprised  excavation  in  the  lower  portion  of  the  canal  prism  (three- 
fourths  of  the  Work  that  remained  to  be  done  having  been  accom- 
plished), the  construrtion  of  the  final  portion  of  the  concrete  river 
wall,  and  the  erection  of  the  necessary  lock  buildings.  In  addition 
to  these  contract  operations,  hired-lablor  work  was  continued  during 
the  year,  the  expenditures  therefor  having  been  applied  to  the 
paving  of  four  waste  weirs,  the  placing  of  tne  remaining  portion  of 
the  toe  wall  for  an  embankment  1,650  feet  long  on  the  river  side  of  the 
canal,  the  completion  of  the  additional  masonry  reguired  to  bring 
the  lock  walls  to  the  requisite  height  under  the  modined  project,  the 
construction  of  a  road  from  Riverton  to  the  lock  and  along  tne  south 
bank  of  the  canal,  sodding  portions  of  the  canal  slopes,  and  other 
minor  operations.  A  contract  was  entered  into  for  nirnishing  and 
erecting  the  upper  and  lower  lock  gates. 

The  district  officer  recommends  in  his  report  an  additional  allot- 
ment of  $150,000  for  completing  the  Colbert  Shoals  Canal.  His 
recommendation  is  concurred  in. 

The  sum  given  as  a  profitable  expenditure  in  the  fiscal  year  1911 
at  Hales  bar  will  be  appUed  to  the  procurement  by  contract*  of  the 
electrical  machinery  and  equipment  for  operating  the  gates  and 
valves,  to  providing  lock  houses,  office,  roads,  walks,  etc.,  to  grading 
grounds,  etc.,  and  to  the  expenses  of  supervision  and  inspection. 

It  is  proposed  to  apply  the  amount  recommended  for  open-channel 
work,  $360,000,  to  dredging  and  dike  construction  at  shoal  places 
between  Chattanooga  and  Kiverton,  to  providing  a  suitable  working 
plant  for  this  section  of  the  river,  and  to  maintenance  of  the  existing 
channel,  the  object  of  the  proposed  work  being  to  extend  the  benefits 
already  secured  from  open-river  improvement,  and  in  addition  to 
render  available  the  important  advantages  to  be  derived  from  the 
opening  of  Colbert  Shoals  Canal  to  navigation. 
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The  sum  estimated  as  aprofitable  expenditure  for  the  fiscal  year 
1911  at  Colbert  and  Bee  Tree  shoals,  $150,000,  is  to  be  applied  to 
riprappin^  the  banks  of  the  canal  where  necessary,  to  purchasing 
and  mstcQling  under  contract  the  euard  gates,  filling  valves,  and 
operating  mechanism  of  the  lock,  and  to  contingent  expenses. 

The  commerce  carried  on  the  river  between  Chattanooga  and 
Florence  in  the  calendar  year  1908  amounted  to  about  202,450  tons, 
the  estimated  value  of  which  is  given  as  $8,115,735.  The  most 
important  items  were  general  merchandise,  cotton,  and  timber 
products. 

For  references  to  details  of  the  river  from  Chattanooga  to  Riverton, 
see  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page  456. 

HALES  BAB  LOOK  AND  DAM. 

July  1, 1908,  balance  unexpended $85,539.75 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 

100,539.75 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       19,835.26 


July  1, 1909,  balance  unexpended 80,704.49 

July  1, 1909,  outstanding  liabUitiee 186.38 

July  1, 1909,  balance  available 80,518.11 

July  1, 1909,  amount  covered  by  uncompleted  contracts 51, 828. 00 

Amount  (estimated)  required  for  completion  of  existing  project 101, 750. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 a  101, 750. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

.    4,1897. 

OPBN-OHANNBL  WORK. 

July  1, 1908,  balance  unexpended $176,270.78 

Received  from  sales 18.78 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 5,000.00 

181, 289. 56 
June  SO,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment         77,977.10 


July  1, 1909,  balance  unexpended 103,312.46 

July  1,  1909,  outstanding  liabilities 13,992.75 

July  1, 1909,  balance  available 89, 319. 71 

Amount  (estimated)  required  for  completion  of  existing  project 1, 031, 000. 00 

'Amount  that  can  be  i>rofitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1, 1909 360,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

a  Of  this  amount  $50, 875  is  for  continuing  contract  work  authorized  by  the  river 
and  harbor  act  of  March  3, 1909. 
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COLBERT  AND  BBS  TBBB   SHOALS. 

July  1,  1908,  balance  unexpended $376,160.74 

Received  from  sales 472.80 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 120, 000. 00 


496, 633.  54 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      346,214.64 


July  1, 1909,  balance  unexpended 150,418.90 

July  1, 1909,  outstanding  liabilities 38, 161. 65 

July  1,  1909,  balance  available 112, 257.  25 

July  1, 1909,  amount  covered  by  uncompleted  contracts 88, 385. 08 

Amount  (estimated)  required  for  completion  of  existing  project 639, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 150,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(c)  Bdow  Riverton,  Ala.  {£26  miles), — This  section  of  the  river 
lies  below  most  of  the  large  tributaries,  and  the  slope  being  uniform 
and  moderate  and  the  width  nowhere  excessive  it  affords  unusual 
facilities  for  navigation.  The  ruling  low-water  depths  were  orig- 
inally about  3.5  feet  over  the  lower  196  miles  and  2  feet  in  the  remain- 
ing portion.  The  average  slope  is  0.34  foot  per  mile,  and  the  low- 
water  discharge  is  about  10,000  cubic  feet  per  second.  In  1896 
there  were  49  localities  having  less  than  5  feet  depth  at  low  water, 
and  several  other  shoals  have  smce  developed. 

The  existing  project,  originaUy  adopted  September  19,  1890,  and 
subsequently  extended  in  its  scope  by  the  acts  of  August  18,  1894, 
and  March  3,  1899,  is  to  obtain,  by  dredging,  a  channel  not  less 
than  5  feet  deep  and  160  feet  wide,  and  to  protect  Livingston  Point 
and  Tennessee  Island  from  erosion  with  a  view  to  preserving  the 
port  of  Paducah,  Ky. 

The  appropriations  and  allotments  for  this  section  amoimt  to 
$397,197.74,  and  simis  aggregating  $838.49  have  been  received 
from  other  sources,  making  a  total  of  $398,036.23. 

The  total  amoimt  expended  to  June  30,  1909,  was  $376,326.93, 
including  about  $67,197.06  for  maintenance. 

This  expenditure  has  resulted  in  the  completion  of  the  work  at 
Livingston  Point  and  Tennessee  Island  at  a  cost  of  $77,367.66;  in 
the  removal  of  snags  and  the  dredging  of  about  1,127,660  cubic  yards 
of  gravel  at  about  31  localities,  thus  removing  the  worst  obstruc- 
tions below  Hamburg;  and  in  the  maintenance  of  the  working  plant 
employed  in  this  section.  The  results  of  the  dredging  operations 
appear  to  be  fairly  permanent  at  about  two-thirds  of  the  places 
improved.  The  work  done  in  the  season  of  1907  has  been  of  imusual 
value. 

The  smaUness  of  the  balance  available  during  the  working  season 
of  1908  and  the  high  stages  of  the  river  that  prevailed  after  funds 
became  available  from  the  enactment  of  March  3,  1909,  rendered  it 
impracticable  to  carry  on  any  field  operations  during  the  fiscal  year. 
The  expenditures  for  the  year  (including  the  amoimt  appUed  to 
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maintenance)  were  incident  to  the  construction  and  repair  of  floating 
plant  and  the  purchase  of  supplies,  preparatory  to  commencing  the 
season's  work. 

The  maximum  draft  that  can  be  carried  over  the  shoalest  place 
in  this  section  at  mean  low  water  is  about  3  feet.  The  extreme 
flood  oscillations  range  from  about  48  feet  at  Johnsonville  to  about 
65  feet  at  Paducah. 

The  commerce  carried  on  the  river  between  Florence  and  Paducah 
during  the  calendar  year  1908  amounted  to  about  552,560  tons,  the 
estimated  value  of  which  is  given  as  $10,636,445;  the  principal  items 
in  order  of  value  being  general  merchandise,  railroad  ties,  i)eanuts, 
and  cotton.  Railroad  ties  formed  the  most  considerable  item  in 
point  of  tonnage. 

In  the  appendix  to  this  report  the  district  oflScer  gives  his  reasons 
•for  recommending  an  increased  appropriation  for  this  section,  and 
his  recommendation  is  concurred  in.  It  is  proposed  to  apply  the 
amount  estimated  as  a  profitable  expenditure  in  the  fiscal  year  1911 
to  maintenance  of  the  existing  waterway  and  to  channel  improve- 
ment at  the  shoal  places  offering  the  ^eatest  obstruction  to  naviga- 
tion. The  work  proposed  will  result  m  an  extension  of  the  benefits 
already  secured,  and  will,  moreover,  serve  an  important  purpose  in 
rendermg  more  fully  available  the  improvement  to  be  effected  by 
the  caniQ  at  Colbert  and  Bee  Tree  shoals,  now  nearing  completion. 

July  1, 1908,  balance  unexpended $4, 373. 63 

Received  from  salee 512.70 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 25,000.00 

29,886.23 
June  SO,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $4, 873. 53 

For  maintenance  of  improvement 3, 302. 40 

8, 175. 93 

July  1909,  balance  unexpended 21, 710. 30 

July  1, 1909,  outstanding  liabilities 3, 432. 76 

July  1, 1909,  balance  available 18, 277. 54 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,1909 160,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  C  C 1.) 

i.  Operating  and  care  of  Muscle  Shoals  Canals  Tennessee  River. — 
For  details  of  this  canal  and  of  its  operation  and  care,  also  dimensions 
of  locks,  aqueduct,  and  drift  sluice,  see  pages  2440-2446,  Annual 
Report  of  the  Chiei  of  Engineers  for  1901,  with  corrections  given  on 
page  1729  of  report  for  1902. 

The  canal  was  opened  to  navigation  in  1890.  It  is  in  two  sections, 
aggregating  about  18  miles  in  length,  and  has  11  locks.  A  railroad 
nearly  15  miles  in  length  is  operated  in  connection  with  the  mainte- 
nance of  the  canal. 

Fifteen  streams  empty  into  the  canal,  none  of  them  very  lar^. 
Bars  are  constantly  forming  opposite  their  mouths  and  also  at  the 
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entrances  to  the  canal.  A  bucket  dredge  is  kept  on  the  canal  in  order 
to  remove  these  bars  as  fast  as  they  form. 

The  freight  transported  through  the  canal  in  the  calendar  year  1908 
amounted  to  about  12.537  tons,  the  estimated  value  of  which  was 
$1,097,140.  The  number  of  lockages  made,  exclusive  of  those  of 
government  craft,  was  1 ,227. 

The  amount  expended  to  June  30.  1909,  was  $1,119,803.80,  of 
which  the  sum  of  $53,443.56  was  expenaed  during  the  year. 

(See  Appendix  C  C  2.) 

5.  French  Broad  and  Little  Pigeon  Avers,  Tennessee. — ^The  French 
Broad  River  is  one  of  the  largest  tributaries  of  the  Tennessee.  It 
rises  in  North  Carolina,  flows  in  a  generally  northwesterly  direction, 
and  finally  unites  with  the  Holston  Biver  m  the  State  of  Tennessee, 
about  4.5  miles  above  Knoxville,  to  form  the  Tennessee  River.  It 
has  a  drainage  area  of  about  5,600  square  miles.  Leadvale,  Tenn., 
about  70  miles  above  the  mouth,  has  generally  been  considered  the 
head  of  navigation  in  Tennessee,  and  it  is  not  believed  that  rafting  or 
logging  is  practicable  to  any  great  extent  above  this  point.  An 
isolated  portion  of  the  river  in  North  Carolina,  between  Brevard  and 
Asheville,  was  imder  improvement  for  several  years  from  1877  to 
1882,  and  $43,000  was  expended  in  removing  obstructing  bowlders, 
fish  traps,  and  snags,  and  m  dredging  and  constructing  wmg  dams  at 
Cherokee,  Big  Buck,  and  other  shoak. 

In  its  original  condition  the  river  was  obstructed  by  rock  reefs, 
sand  and  gravel  bars,  and  by  bowlders^  snags,  and  overhanging  trees, 
and  numerous  islands  in  the  river  divided  the  water  and  (Eimnished 
the  depth  in  the  navigable  channels.  There  were  41  shoals  obstruct- 
ing navigation  below  Leadvale.  The  average  slope  below  Leadvale 
is  about  2.3  feet  per  mile,  and  the  low-water  discharge  at  Leadvale 
is  reported  as  about  2X)00  cubic  feet  per  second. 

The  Little  Pigeon  River  is  formed  by  the  junction  of  its  east  and 
south  forks  at  Sevierville,  Tenn.,  and  flows  m  a  northerly  direction 
for  about  5  miles,  emptying  into  the  French  Broad  about  29  miles 
above  its  mouth.  The  Little  Pigeon  is  navigable  at  ordinary  stages 
only  about  2  miles  above  its  mouth  (to  Catlettsburg),  and  thus  prac- 
tically amounts  to  an  additional  landing  on  the  French  Broad.  In 
its  original  condition  this  portion  of  the  river  was  obstructed  by  a 
bar  at  its  mouth. 

The  present  project,  adopted  June  14,  1880,  provides  for  open-river 
work  on  the  French  Broad  to  secure  a  navigable  channel  at  low  water 
from  the  mouth  to  Leadvale  sufficient  to  permit  the  passage  of  boats 
drawiner  about  2.5  feet,  at  an  estimated  cost  of  $150,000,  and  for  the 
removfu  of  the  bar  at  the  mouth  of  the  Little  Pigeon. 

To  June  30,  1909,  $147,000  had  been  appropriated  and  allotted  for 
this  improvement  in  both  North  Carolina  and  Tennessee,  and  $503.01 
had  been  received  from  other  sources,  making  an  aggregate  of 
$147,503.01. 

The  amount  expended  to  June  30,  1909,  for  work  in  the  State  of 
Tennessee  was  $98,637.91,  of  which  $8,085.16  was  for  maintenance. 
This  expenditure  has  been  applied  to  the  improvement  of  15  shoal 
places  in  the  French  Broad,  the  maintenance  of  the  navigable  channel, 
and  the  removal  of  the  bar  at  the  mouth  of  the  Little  Pigeon. 
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No  active  operations  were  carried  on  during  the  fiscal  year,  owin^ 
to  insufficient  funds.  Hie  expenditures  were  in  connection  witn 
preparing  and  equipping  the  plant  required  for  the  coming  season's 
work  of  maintenance. 

The  maximum  draft  that  can  be  carried  over  the  shoalest  place  at 
mean  low  water  is  probably  about  18  inches.  Hie  extreme  flood 
oscillation  is  about  30  feet,  ordinary  floods  having  a  range  of  about 
10  to  15  feet.  Steamboats  rarely  go  above  Dandridge,  46.5  miles 
above  the  mouth,  and  all  the  improvements  are  below  this  place. 

The  commerce  carried  on  this  river  during  the  calendar  year  1908 
amounted  to  about  26,930  tons,  valued  at  about  $397,360. 

For  details  of  the  French  Broad  see  the  report  of  survey  in  the 
Annual  Report  of  the  Chief  of  En^gineers  for  1900,  page  3018.  An 
examination  of  the  Little  Pigeon  is  reported  in  the  Annual  Report 
for  1891^  pa^e  2287. 

The  du^ction  of  traffic  on  these  streams  is  not  parallel  to  rail  lines. 
The  effect  of  the  improvement  on  railroad  rates,  therefore,  would  be 
indeterminate,  though  doubtless  important. 

The  district  officer  reconmiends,  in  view  of  the  commercial  impor- 
tance of  the  French  Broad  River,  that  a  biennial  appropriation  of 
$10,000  be  made  for  maintenance  of  the  improvement.  Mis  recom- 
mendation is  concurred  in.  It  is  also  recommended  that  an  appro- 
priation of  $18,000  for  works  of  improvement  be  made  for  the  fiscal 
year  1911,  the  work  proposed  being  for  the  extension  of  benefits 
already  obtained  imder  the  existing  project. 

July  1, 1908,  balance  unexpended $3,177.62 

Received  from  sales L05 

Amount  allotted  fiom  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

8, 178. 67 
June  SO,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 2, 313. 47 

July  1,  1909,  balance  unexpended 6,866.10 

July  1, 1909,  outstanding  liabilities 176.68 

July  1, 1909,  balance  available 6, 689. 42 

Amount  (estimated)  required  for  completion  of  existing  project 61, 616. 64 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 28, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  C  C  3.) 

4.  Clinch,  Hiwassee,  and  Holston  rivers,  Tennessee. — (a)  Clinch 
River. — ^This  river  rises  in  the  Cumberland  Mountains  in  Virginia, 
and,  after  following  a  southwesterly  course,  empties  into  the  Tennes- 
see Kiver  at  Kingston,  104  miles  above  Chattanooga.  It  drains  an 
area  of  about  5,000  square  miles.  Its  average  slope  below  Clinton 
(60  miles  from  the  mouth)  is  about  1.3  feet  per  mile.  The  ordinary 
low-water  discharge  at  Clinton  is  about  900  cubic  feet  per  second. 
There  are  about  193  miles  of  the  river  in  the  State  of  Tennessee. 

In  its  original  condition  the  channel  was  obstructed  by  rock  reefs, 
sand  and  gravel  barsi  bowlders,  snags,  and  overhanging  trees. 
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The  present  project,  adopted  in  1880,  provides  for  channel  excava- 
tion, removing  siurface  orotructions,  and  the  construction  of  wing 
dams  and  training  walls,  so  as  to  secure  a  navigable  channel  2  feet  in 
depth  at  ordinary  low  water  from  the  mouth  of  the  river  to  Clinton, 
about  60  miles,  and  of  1.5  feet  in  depth  from  Clinton  to  Haynes  (or 
Walkers)  Ferry,  about  66  miles.  From  Haynes  Ferry  to  the  State 
line,  a  distance  of  about  67  miles,  it  is  proposed  simplv  to  remove  the 
loose  rock  and  bowlders,  reduce  the  rock  ledges,  and  remove  snags, 
overhanging  trees,  and  similar  obstructions,  so  as  to  assist  raft  ana 
fiatboat  navigation  at  the  stages  at  which  the  river  is  ordinarily  used. 

The  sums  thus  far  appropriated  and  allotted  for  this  stream  amount 
to  $54,825.43,  and  $1.10  additional  has  been  received  from  sales, 
making  the  total  receipts  $54,826.53. 

The  amount  expended  to  June  30,  1909,  was  $54,401.12.  This 
has  been  applied  to  reducing  reefs,  removing  surface  obstructions, 
and  building  wing  dams  and  training  walls,  whereby  the  use  of  the 
river  has  been  rendered  practicable  at  stages  2  to  3  feet  lower  than 
before  the  improvement  was  begun.  The  expenditures  of  the  past 
fiscal  year  were  in  connection  with  a  public  hearing  and  the  inspec- 
tion of  certain  bridges. 

The  town  of  Ginton  has  been  reached  by  small  steamboats,  and  is 
regarded  as  the  practicable  limit  of  steamboat  navigation.  Rafts 
are  transported  from  points  at  least  as  far  upstream  as  Speers  Ferry,' 
Va.,  201  miles  from  tne  mouth. 

The  commerce  reported  on  the  Clinch  River  for  the  calender  year 
1908  consisted  of  64,410  tons  of  logs  rafted,  valued  at  about  $386,460, 
and  about  900  tons  of  farm  products  carried  between  Harriman,  on 
the  Emorv  River,  and  Tennessee  River  points,  a  distance  of  4.5 
miles  on  the  Clinch.  Statistics  of  the  traffic  arriving  at  and  depart- 
ing from  Kingston,  Tenn.,  were  not  compiled  separately  from  the 
commerce  of  the  Tennessee  RiVer,  as  this  town  is  situated  so  near 
the  mouth  of  the  Clinch  as  to  make  it  virtually^  a  Tennessee  River 
port. 

For  reasons  given  in  his  report  the  district  officer  recommends  the 
suspension  of  appropriations  for  this  stream  for  the  present. 

For  survey  of  this  river  see  Annual  Report  of  the  Chief  of  Engineers 
for  1901,  page  2542. 

There  is  no  information  available  indicating  the  extent  to  whicfi 
freight  rates  are  affected  by  this  improvement.  It  seems  safe  to  say 
that  it  wiU  necessarily  be  slight  until  the  time  arrives  when  changed 
conditions  shall  have  warranted  the  adoption  of  a  plan  for  the  radical 
improvement  of  this  stream. 

July  1, 1908,  balance  unexpended $527.62 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improvement .     102. 21 

July  1, 1909,  balance  unexpended 425.41 

July  1, 1909,  outstanding  liabilities 28.84 

Julyl,  1909,  balance  available 396.67 

(&)  Hvwassee  River, — ^The  Hiwassee  River  rises  in  the  mountains 
of  western  North  CaroUna  and  northern  Georgia,  flows  in  a  north- 
westerly direction,  and  enters  the  Tennessee  Kiver  about  35  miles 
above  Chattanooga.  Its  largest  tributary  is  the  Ocoee  River,  which 
enters  it  from  the  south  about  35  miles  Trom  its  mouth.  The  Hiwassee 
drains  an  area  of  about  2,725  square  miles.    Its  average  slope  below 
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the  Ocoee  is  about  0.93  foot  per  mile.  The  low-water  discharge  at 
the  mouth  of  the  Ocoee  is  ^ven  as  about  950  cubic  feet  per  second. 

On  examination,  made  in  1874,  the  channel  was  foimd  to  be 
obstructed  by  rock  reefs,  gravel  bars,  shags,  and  overhanging  trees. 

The  original  project  of  improvement,  based  on  the  examination 
of  1874,  was  for  a  navigable  channel  40  feet  wide  and  2  feet  deep  at 
ordinary  low  water  to  Savannah  Ford,  about  41.6  miles  from  the 
mouth  of  the  river,  to  be  secured  by  excavation  of  rock  reefs  and 
gravel  bars  and  construction  of  wing  dams.  Expenditures  under  this 
project  amounted  to  $36,427.07. 

The  present  project,  based  on  a  survey  made  in  1899,  contemplates 
the  development  of  a  channel  of  not  less  than  116  feet  width  and  30 
inches  mean  depth  between  the  mouth  of  the  river  and  the  mouth  of 
the  Ocoee  River  by  use  of  spur  dikes,  training  walls  and  submerged 
sills,  bank  protection,  and  dredging,  at  an  estimated  cost  of  $71,125. 
There  were  sixteen  shoals  having  less  than  the  desired  depth  at  low 
water. 

This  project  was  adopted  by  the  river  and  harbor  act  of  June  13, 
1902. 

Under  the  present  project  $74,855.33  has  been  received  from  ap- 
propriations and  allotments  and  $8.23  from  sales,  making  a  total  of 
$74,863.56. 

Tne  amount  expended  on  the  present  project  to  June  30,  1909, 
was  $67,044.18.    This  has  been  applied  to  maintenance  of  the  navi- 

fable  channel  and  to  work  of  improvement  at  Blackbird,  Ackerman, 
[ogwallow,  Rogers,  Mathews,  Agency,  and  Bunker  Hill  shoals,  the 
most  serious  ol^tructions  between  Charleston  and  the  mouth.  In 
the  past  fiscal  year  channel  work  was  carried  on  at  each  of  these 
localities,  niiainly  by  dike  construction  and  dredging.  A  new  steam- 
boat for  this  work,  built  under  contract  at  a  cost  of  $10,000,  was 
launched  in  August,  1908. 

The  maximum  draft  that  can  be  carried  over  the  shoalest  place  at 
mean  low  water  is  about  2  feet.  •  The  extreme  flood  oscillation  at 
Charleston,  19  miles  above  the  mouth,  is  about  32  feet,  but  ordinary 
floods  do  not  exceed  about  15  to  18  feet.  Small  boats  of  about  100 
tons  capacity  can  navigate  the  river  eight  months  in  the  year.  Sa- 
vannah Ford,  7  miles  above  the  mouth  of  the  Ocoee  River,  has  at 
times  been  reached  by  steamboats,  and  is  usually  regarded  as  the 
head  of  navigation:  although  at  present  steamboat  traffic  does  not 
extend  above  Charleston.  Rafting  and  logging  are  not  considered 
practicable  above  Savannah  Ford. 

The  commerce  on  the  Hiwassee  River  reported  for  the  calendar  year 
1908  amounted  to  about  6,330  tons,  valued  at  about  $176,160.  It 
consisted  principally  of  farm  products  and  general  merchandise. 

For  report  o  survey  see  Aimual  Report  of  the  Chief  of  Engineers 
for  1901,  page  2458. 

There  is  no  information  available  indicating  the  extent  to  which 
freight  rates  will  be  affected  by  this  improvement.  It  will  probably 
be  slight. 

All  the  funds  called  for  in  the  estimate  of  the  present  project  have 
been  appropriated.  In  order  to  maintain  the  improvement  in  an 
effective  manner  $10,000  should  be  appropriated  biennially  for  main- 
tenance, and  this  amount  has* been  estimated  for  as  a  profitable  ex- 
penditure in  the  fiscal  year  1911, 
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July  1, 1908,  balance  unexpended $39,263.96 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 5,000.00 


44,263.95 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      36,444.57 


July  1,  1909,  balance  unexpended 7,819.38 

July  1,  1909,  outstanding  liabilities 2,022.51 

July  1,  1909,  balance  available 5, 796. 87 

Amount  that  can  be  profitably  expended  in  fiscal  year,  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Su omitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(c)  HoUton  River. — ^The  Holston  River  is  formed  by  the  junction 
of  its  north  and  south  forks  at  Kingsport,  Tenn.,  and  flows  thence 
about  142  miles  in  a  southwesterly  direction  and  unites  with  the 
French  Broad  4.5  miles  above  Knoxville  to  form  the  Tennessee  River. 
It  drains  an  area  of  about  3,811  square  miles.  It  has  an  average 
slope  of  about  2.5  feet  per  mile  and  a  iJlinimum  discharge  of  about 
650  cubic  feet  per  second. 

In  its  original  condition  the  channel  was  obstructed  by  rock  reefs 
and.  ledges,  bowlders,  snags,  and  overhanging  trees.  The  present 
project,  adopted  in  1902,  provides  for  the  removal  of  channel  oDstruc- 
tions  and  cutting  overhanging  trees  from  the  mouth  to  Kingsport, 
at  an  estimated  cost  of  $5,000. 

Up  to  June  30,  1909,  $6,017.11^  has  been  allotted  for  this  stream 
under  the  existing  project,  and  $5,699.76  expended.  The  expendi- 
tures have  resulted  in  clearing  the  channel  of  some  of  the  most 
troublesome  obstructions  between  the  mouth  and  Ridleys  shoals,  a 
a  distance  of  about  137  miles. 

No  operations  were  carried  on  during  the  fiscal  year,  the  amount 
expended  having  been  applied  to  the  payment  of  telegrams. 

There  is  no  regular  upstream  navigation  of  the  river.  Occasionally 
a  small  steamboat  runs  up  30  to  60  miles  from  the  mouth  at  times  of 
hi^  water. 

The  commerce  reported  for  the  calendar  year  1908  consisted  of 
about  12,210  tons  of  logs  rafted,  the  value  of  which  was  estimated 
at  about  $61,050. 

For  report  of  survey,  see  Annual  Report  of  the  Chief  of  Engineers 
for  1901,  page  2518. 

Railroad  rates  are  not  believed  to  be  at  all  affected  by  work  car- 
ried on  under  the  present  project,  which  is  practically  for  mainte- 
nance only. 

For  reasons  given  in  his  report  the  district  oflScer  states  that  further 
improvement  ot  this  stream  is  not  warranted  at  the  present  time. 

July  1,  1908,  balance  unexpended $318. 05 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement .64 


July  1, 1909,  balance  unexpended 317.41 
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CONSOUDATBD. 

• 

July  1, 1908,  balance  unexpended $40,109.62 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

45, 109. 62 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $36, 444. 57 

For  maintenance  of  improvement 102. 85 

36,547.42 

July  1, 1909,  balance  unexpended 8,562.20 

July  1, 1909,  outstanding  liabilities 2,051.35 

July  1, 1909,  balance  available 6, 510. 85 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1, 1909 a  10, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  C  C  4.) 

IMPROVEMENT  OF  RIVERS  AlfD  HARBORS  IN  THE  FIRST  CINCINNATI, 

OHIO,  DISTRICT. 

This  district  was  in  the  charge  of  Col.  Wm.  T.  Rossell,  Corps  of  Engi- 
neers, division  engineer,  central  division. 

1.  Ohio  River  (aenerai  open-channel  improvement), — ^This  work  was 
commenced  by  the  General  Government  in  1827,  when  low-water 
navigation  over  many  of  the  bars  „and  shoals  was  impossible  for 
commercial  purposes;  but  the  improvements  made  and  maintained 
since  then  have  provided  fairly  convenient  channels  at  such  places 
for  a  profitable  light-draft  local  freight  and  passenger  service  auring 
low-water  periods.  The  difference  m  level  of  water  surface  of  the 
river  varies;  at  Cincinnati,  nearly  midway  between  the  head  and 
mouth  of  the  river,  the  average  annual  range  during  the  past  thirty 
years  is  48.4  feet. 

The  project  under  which  operations  have  been  carried  on  has  been 
a  continuous  and  progressive  one,  the  principal  features  of  the  work 
being  the  removal  of  snags,  rocks,  and  wrecks  from  the  general  chan- 
nel; the  direct  improvement  of  bars  and  shoals,  by  dredging  and  rock 
excavation;  the  construction,  repair,  and  maintenance  of  low  dikes 
and  dams  to  concentrate  and  direct  the  flow  of  water  in  improved 
channels;  bank  protection  and  the  construction  and  repair  of  levees 
where  required  m  the  interest  of  navigation;  the  construction,  repair, 
and  maintenance  of  ice  piers  and  harbors;  miscellaneous  improve- 
ment, including  surveys,  establishment,  care,  and  record  of  water 
gauges,  establishment  of  narbor  lines,  regulation  of  encroachment  and 
deposits  on  the  banks  of  the  river  or  in  its  channel,  and  the  super- 
vision of  construction  of  bridges  across  the  river.  The  lengtnof 
river  through  which  the  work  extends  is  but  little  short  of  1,000  miles, 
and  the  total  expenditure  in  this  district  by  the  Government  during 
the  eightj-two  years  it  has  been  in  progress,  exclusive  of  liabiUties 
outstanding  June  30,  1909,  is  $7,168,726.37. 

a  For  Hiwassee  River. 


Digitized  by  VjOOQ IC 


BIVEB  AND  HABBOB  IMPBOVEMSNTS.  607 

The  principal  operations  of  the  year  were  as  follows:  The  U.  S. 
dredges  Ohio  and  Oswego  excavated  215,953  cubic  yards  of  gravel, 
sand,  etc.;  62.8  tons  of  rock,  and  107.85  tons  of  snags;  and  the  hired 
dredging  plants  excavated  80,626  cubic  yards  of  ^ayel,  sand,  etc.; 
3.75  tons  of  snags,  and  1,100  feet  b.  m.  wreckage.  This  dredring  has 
resulted  in  improvement  of  the  channel,  making  a  depth  of  5  to  6 
feet  below  low  water  at  Wills  Creek,  Jonathan  Run,  Wheeling  Creek, 
Jenny  Lind,  Connoconneque,  and  Falling  Run  bars,  Big  Blue  River 
Islands,  Big  Blue  River,  Fivemile.  Fourmile,  Peckenpaugh  and 
Fulton  bars,  Troy  reach.  The  Cabbage  Patch,  Rockport^  Ind., 
Puppy  Creek  dike,  Yellow  Bank  Towhead,  Head  of  French  Islands, 
French  Islands,  Vannada  reef,  Indian  Hill,  Flint  Island,  Evansville 
Harbor,  Henderson  dike,  Caseyville,  Ky.,  Tradewater  and  Walkers 
bars,  and  Sisters  Island. 

The  installation  of  boilers,  machinery,  etc.,  on  the  combined 
hydraulic  and  grapple  dredge  Indiana,  under  contract  of  June  22, 
1908.  was  completed  with  the  exceptioii  of  the  thirty-day  trial  test, 
whicn  was  prevented  by  high  stage  of  river.  An  electric-light  plant, 
the plimibing,  etc.,  and  an  ice  plant  were  installed,  and  the  necessary 
outnt,  ponton  pipe  Une,  etc.,  purchased. 

A  contract  was  entered  into  on  October  6,  1908,  for  construction 
of  concrete  dam  at  Browns  Island;  no  work  was  done,  but  plant  is 
at  site  ready  to  begin  operation  as  soon  as  stage  of  water  permits. 

On  the  concrete  dam  at  head  of  Marietta  Island,  under  contract 
dated  October  14,  1907,  the  following  work  was  done  and  material 
placed :  9,208.8  cubic  yards  excavation,  80  cubic  yards  earth  filling, 
177  piles.  13,329  pounds  of  iron  tie  rods,  etc.;  3,626.46  cubic  yards 
large  ana  2,827  cubic  yards  small  stone;  2,763.08  cubic  yards  con- 
crete, and  30i  barrels  extra  cement. 

Repair  and  bank  protection  to  dikes  opposite  Evansville,  Ind., 
under  contract  dated  September  22,  1908,  was  carried  on  and  com- 
pleted, consisting  of  the  following:  3,310  cubic  yards  grading,  190 
cubic  yards  riprap  stone  removed  and  replaced,  1,413.97  cubic  yards 
new  riprap  stone  placed. 

Work  or  constructing  loose  stone  dike  at  head  of  Grand  Chain,  Dl., 
\mder  contract  of  October  14,  1907,  was  carried  on  when  stage  of 
river  permitted,  as  follows:  3,175  cubic  yards  of  small  stone  care- 
fully placed  and  6,034  cubic  yards  of  smaU  stone  roughly  placed. 

Work  on  dikes  at  Moxmd  Citv,  Dl.,  imder  contract  of  June  14, 
1905,  was  carried  on  and  completed.  The  total  work  done  imder 
this  contract  is  as  follows:  Small  stone,  12,589.042  cubic  yards;  large 
stone,  628  cubic  yards;  excavation,  585  cubic  yards. 

The  work  on  Great  Miami  embankment,  imaer  contract  of  Decem- 
ber 19,  1907,  was  carried  on  and  completed.  TTie  total  work  done 
imder  this  contract  is  as  follows:  Earth  fill,  20,362  cubic  yards;  con- 
crete, 19,597§  square  yards. 

Supervision  was  had  of  established  harbor  lines  at  SteubenviUe, 
Ohio,  Wheeling,  W.  Va.,  Ironton,  Ohio,  and  Cincinnati,  Ohio.  Maps 
of  tentative  harbor  lines  at  East  Liverpool  were  prepared  and  ap- 

E roved  and  a  public  hearing  ordered;  and  maps  of  the  Cincinnati 
arbor  lines,  showing  the  location  of  marking  posts  and  witnesses  to 
the  same,  were  prepared. 
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Twenty-flye  permits  were  issued  to  cover  the  construction  of  gas, 
water,  and  oil  pipe  lines;  overhead  cables;  tramway;  intakes;  trestle; 
bank  protection;  derrick,  and  pavilion. 

Supervision  was  had  of  permits  for  all  miscellaneous  and  bridge 
constructions  below  the  Pennsylvania  state  line. 

The  nature  of  the  Ohio  River  is  such  that  its  improvement,  whether 
by  canalization  (locks  and  dams)  or  open  channel,  can  not  bring  full 
benefit  to  navigation  interests  until  the  improvement  shall  nave 
become  more  continuous  than  past  appropriations  have  permitted. 
The  unimproved  portions  afforu  less  aepth  of  channel  than  the  im- 
proved sections  and  limit  the  available  draft  for  the  whole  river  to 
that  required  for  passing  its  shoalest  parts.  Dredging  and  snagging 
operations  will  be  required  at  many  places,  even  should  a  more  or 
less  complete  system  of  canalization  be  finally  adopted,  and  for  open- 
channel  improvement  continuous  work  and  simultaneous  operations 
will  be  absolutelv  necessary  to  produce  effective  results.  The  gov- 
ernment plant  should  be  largely  increased  in  order  that  anv  great 
amount  or  work  may  be  accomplished  during  the  comparatively  short 
periods  to  which  effective  operations  must  be  limited  each  year  on 
account  of  unfavorable  river  conditions.  Several  light-dridft  tow- 
boats,  barges,  and  derrick  boats  for  dike  construction  and  removing 
rocks  or  other  obstructions  are  all  urgently  needfed  before  anything 
approximating  satisfactory  progress  can  be  expected. 

The  availawe  depth  in  the  Ohio  River  varies  greatly  with  the  fluc- 
tuation in  river  stages.  Duringthe  fiscal  year  the  available  depth 
has  been  below  the  average.  This  was  due,  however,  to  a  long- 
continued  drought  in  the  fall  of  1908. 

The  fluctuations  in  river  stages  are  indicated  by  the  following 
readings  from  characteristic  river  gauges: 


Highest.  I    Date. 


Lowest. 


Date. 


Range. 


Dam  No.  6 

Wheeling,  W.  Va 

Parkersburg,  W.  Va. . . 

Point  Pleasant.  W.  Va 

Portsmouth,  Ohio 

Clncimiatl,  Ohio 

Loulsvllto,  Ky.  (head). 

E vansville,  Ind 

Paducah,  Ky 

Cairo,  ni 


Fed.  1909. 

32.2  I  Feb.  25 

33.9  May     3 

36.7  Feb.  27 

42.6  !  Feb.  27 

49.8  Mar.  1 
64.6  Feb.  28 
39.2  ;  Feb.  27 
43.2  :  Mar.  2 
44.5  I  Mar. 5,6 
46.8  I  Mar.     6 


Ftei. 

as 

.0 
.0 

•  .2 
1.4 
2.5 
2.2 
1.3 
1.0 
4.3 


1906. 

Sept.  28.30.... 

8ept.30-Oct9. 

Sept.  28,  Oct. 

17-24. 

Oct.  2 

Oct.  4,5 

Oct.  6,7 

Dec  4 

Oct.  11-16 

Oct.  20 

Oct  17-19 


Feel. 
31.4 
33.9 
36.7 

42.4 
48.4 
52.1 
37.0 
41.0 
43.5 
42.5 


The  available  depth  in  channel  may  be  considered  1  foot  greater 
than  gauge  readings  from  Pittsburg  to  Louisville  and  2  feet  greater 
from  Louisville  to  Cairo. 

During  the  fiscal  year  no  work  was  done  to  increase  the  available 
depth,  but  work  was  confined  to  the  removal  of  snags  and  other  ob- 
structions and  increasing  the  width  of  narrow  low-water  channels, 
thus  bettering  navigable  conditions. 

No  estimate  can  be  given  of  the  effect  of  the  improvement  thus  far 
made  on  freight  rates.  In  this  connection  reference  is  made  to  the 
Report  of  Ohio  River  Board  (H.  Doc.  No.  492,  60th  Cong.,  1st  sess.), 
in  which  statements  are  made  of  present  and  prospective  commerce 
and  the  effects  of  improvements  on  freight  rates,  etc. 
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In  order  to  provide  for  navigation  during  comparatively  low-water 
periods  in  winter,  many  of  the  existing  d&es  and  dams  will  require 
to  be  kept  in  a  state  of  repair,  as  the  movable  dams  can  not  safely  be 
operated  during  a  time  of  even  light-running  ice,  although  properly 
protected  steamboats  may  be  able  to  navigate  at  such  time.  The 
severe  losses  to  floatmg  craft  during  recent  years  have  shown  the 
importance  of  maintainmg  certain  of  the  harbors  of  refuge  afforded 
by  existing  ice  piers  and  tne  providing  of  others  at  carefuUy  selected 
localities. 

The  commerce  of  the  river  during  the  past  year,  so  far  as  indicated 
bv  statistics  that  the  engineer  officer  in  charge  or  the  river  has  been 
aole  to  obtain,  was  as  follows:  General  merchandise,  coal,  etc., 
8,498,754  tons,  at  an  estimated  value  of  $59,491,278;  passengers, 
3,960,965. 

July  1, 1908,  balance  unexpended 1582,69^76 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3.1909 150,000.00 

Received  nrom  sales,  etc 224. 92 

732,918.67 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $283, 897. 25 

For  maintenance  of  improvement 21, 760. 00 

305,657.25 


July  1,  1909,  balance  unexpended 427,261.42 

July  1,  1909,  outstanding  liabilities 3,604.74 

July  1, 1909,  balance  available.... 423, 656. 68 


July  1,  1909,  amount  covered  by  uncompleted  contracts 90, 741. 39 

Amount  (estimated)  required  for  completion  of  existing  project Indefinite. 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 500, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  DDL) 

5.  Lock  and  Dam  No,  87,  Ohio  River. — ^The  river  and  harbor  act 
approved  June  13, 1902,  authorized  the  construction  of  this  dam,  at  a 
cost  not  to  exceed  $1,050,000,  and  the  river  and  harbor  act  of  March 
2,  1907,  authorized  the  expenditure  of  $100,000  in  excess  of  amounts 
theretofore  appropriated  or  authorized,  "provided  that  the  said  lock 
and  dam  shall  oe  constructed  with  a  view  to  a  navigable  depth  of  nine 
feet."  The  river  and  harbor  act  of  March  3,  1909,  further  increased 
the  authorizarion  for  this  work  by  $150,000,  making  a  total  of  $1,300,- 
000.  Of  the  continuing-contract  authorizations,  $150,000  is  yet  to  be 
apOTopriated. 

Work  was  carried  on  from  July  1, 1908,  to  December  19, 1908,  under 
very  favorable  conditions,  and  mcluded  the  completion  of  lock  cham- 
ber, lock  walls  (excepting  the  raised  platform  on  lower  pier  head),  lock 
gates,  upper  jguide  wall,  filling  and  paving  of  esplanacle,  construction 
of  sewers  and  catch  basins,  laying  or  air  pipes,  552  linear  feet  of  navi- 

fable  pass  with  its  wickets,  etc.,  and  the  Kentucky  abutment  of  dam. 
Tork  on  the  warehouse  and  power  house,  both  of  brick,  terra  cotta. 
concrete,  and  tile  construction,  was  carried  on  during  the  season  or 
9001— BNQ  1909 89 


Digitized  by  VjOOQ IC 


610  REPORT  OP  THE  OHIBP  OF  ENGINEERS,  U.  8.  ARMY. 

1909,  with  the  result  that  both  are  now  nearin^  completion.  The 
following  work  was  done  and  material  placed  durmg  the  year:  1,280 
linear  feet  of  cofferdam  (20  feet  wide);  108  temporary  piling;  29,757 
cubic  yards  ordinary  excavation;  5,979  cubic  yards  deposit  excava- 
tion; 2,140  cubic  yards  rock  excavation;  6,673  cubic  yards  ordinary 
filling;  547  cubic  yards  stone  filling;  20,463  cubic  yards  concrete 
masonry;  10,430  square  yards  brick  paving;  775  linear  feet  open  gut- 
ter; 22  catch  basins;  2,120.7  linear  feet  sewers;  42,758  feet  b.  m.  oak 
timber;  6.980  feet  b.  m.  white  pine  timber;  8,522  feet  b.  m.  yellow 
pine  timber;  322  feet  b.  m.  cypress  timber;  407,144  pounds  cast  iron; 
947,385  pounds  wrought  iron  and  steel;  87,272  pounds  steel  castings; 
2,277.  pounds  bronzej  316  pounds  Babbitt  metal;  2,228  linear  feet 
3-inch,  4-inch,  and  8-inch  iron  pipe;  three  4-inch  valves;  one  4-inch 
cross;  eight  4-inch  elbows;  193  pounds  brass  pipe;  84  piles. 

Under  provisions  of  contract,  879,094  pounds  of  ironwork  were 
delivered  at  the  site  and  partial  payment  made  thereon.  Twenty-two 
thousand  two  hundred  and  thirty-eight  and  three-quarter  barrels  of 
American  Portland  cement  were  delivered  during  the  year,  and  24,165 
barrels  were  used  on  the  work,  there  being  some  Irft  over  from  last  year. 

Under  supplemental  contract  with  the  contractor,  dated  October  1, 
1908, 1,291  cubic  yards  of  concrete  facing  were  placed  on  various  slope 
walls  in  lieu  of  stone  originally  provided. 

Under  supplemental  agreement  with  the  contractor,  dated  August 
28, 1907,  the  work  of  lowering  the  tracks  of  the  lower  gates  of  lock  and 
slightly  modifying  the  gate  itself  was  completed,  the  following  work 
being  done  and  material  placed:  Lowering  gate  track  and  Poiree  dam 
and  raising  top  of  gate;  removing  and  replacing  gate  tracks,  cover 
plates,  and  I-beams  ($835);  548.91  cubic  yards  concrete  removed; 
476  cubic  yards  rock  excavation;  713  cubic  yards  concrete  masonry 
replaced;  5,296  pounds  ironwork;  1,669  pounds  tug  levers  and  rods; 
38  linear  feet  stopwater  (jam)  pipes;  529  holes  drilled  in  old  ironwork; 
1,526  feet  b.  m.  white  pme  timber;  268  feet  b.  m.  oak  timber. 

The  total  expenditures  on  account  of  work  to  Jime  30,  1909,  exclu- 
sive of  outstanding  liabilities,  is  $766,612.67. 

It  is  proposed  to  apply  the  fimds  asked  for  the  fiscal  year  1911  for 
Lock  and  Dam  No.  37,  Ohio  River,  toward  completion  of  navigable 
pass,  bear  traps,  buildings,  machinery,  and.  other  appurtenances  of 
the  lock  and  dam  necessary  to  its  operation. 

July  1,  1908,  balance  unexpended $469,492. 13 

Amount  appropriated  by  sundry  civU  act  approved  March  4,  1909 230, 000. 00 

699,492.13 
June  30, 1909,  amount  expended  during  fiscal  year,  lor  works  of  improve- 
ment      316, 004. 80 

July  1,  1909,  balance  unexpended 383, 487. 33 

July  1, 1909,  outstanding  liabilities 711. 11 

July  1, 1909,  balance  available 382, 776. 22 

July  1,  1909,  amount  covered  by  uncompleted  contracts 269, 784. 60 

Amount  (estimated)  required  for  completion  of  existing  project 150,  000. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclupive  of  the  balance  unexpended 

Juljr  1,1909 

iibmitted  in  compliance  with 
4,  1897. 

(See  Appendix  D  D  2.) 


Juljr  1,1909 160.000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 
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S.  Ojperatina  snag  hocUs  an  the  Ohio  River  hehw  the  Pennsylvania 
state  hne. — Tm  condition  of  the  channel  way  of  the  Ohio,  the  neces- 
sity for  continuous  snag-boat  work,  and  the  benefits  accruing  there- 
from to  river  commerce  are  plainly  shown  by  the  yearly  reports  of 
obstructions  removed,  which  obstructions,  if  permitted  to  remain, 
would  make  navigation  highly  dangerous  at  ordinary  stages  and 
hazardous  at  any  time. 

The  project  for  removing  obstructions  by  a  properly  equipped  snag 
boat  was  put  in  operation  m  1876,  the  boat  having  been  completed  at 
a  cost  of  $125,125.24,  and  the  expense  of  operating  having  been  borne 
by  appropriations  for  improving  Ohio  River  until  1890.  The  river 
and  narbor  act  of  September  19,  1890,  provided  $25,000  yearly  IFor 
this  purpose,  and  the  act  of  June  3,  1896,  increased  the  yearly  appro- 
priation to  $50,000. 

The  amount  expended  on  this  work  during  the  fiscal  year  ending 
June  30,  1909,  was  $34,090.98,  the  total  expenditures  up  to  the  close 
of  the  present  fiscal  year,  exclusive  of  outstanding  liabilities,  being 
$613,224.04.  For  report  upon  operation  of  snag  Boats  on  the  Ohio 
River  in  the  State  of  Pennsylvama,  see  page  623,  following. 

As  far  as  pr^ticable  the  removal  of  obstructions  is  carried  on 
whenever  permitted  by  the  stage  of  water  and  the  absence  of  danger- 
ous ice;  and  during  the  last  fiscal  year  the  regular  Ohio  River  snag 
boat  E.  A.  Woodruff  was  in  active  service  from  July  1  to  December 
14,  1908,  and  from  May  14  to  Jxme  30,  1909,  traveUng  4,098.25  miles 
and  removing  the  following  obstructions:  1,357  snags,  aggregating 
5,277.78  tons;  6  rocks,  measuring  527.5  cubic  feet;  1  cofferdam;  294.71 
cords  drift;  and  67  wrecks,  comprising  29  coal  barges,  8  coal  boats, 
1  fuel  barge,  1  wharf  boat,  1  moael  bai^,  1  tie  barge,  2  pump  boats, 
1  gravel  barge,  2  flatboats,  1  cinder  barge,  1  sand  barge,  and  the 
remains  of  9  steamboats.  One  steamboat  wreck  was  removed  by  hired 
dredge. 

The  snag  boat  Woodruff  is  a  powerful  and  finely  equipped  vessel 
that  does  admirable  service  during  moderate  stages  of  water,  but  can 
do  Uttle  or  nothing  when  the  river  is  at  a  stage  of  less  than  4  feet, 
though  it  is  at  such  stages  that  snagging  operations  should  be  prose- 
cuted most  advantageously. 

It  is  extremely  unportant  that  snagging  operations  should  be 
extended  to  cover  these  low-water  period!,  and  to  this  end  it  is  recom- 
mended that  the  yearly  appropriation  for  snagging,  as  provided  for 
by  the  act  of  June  3,  1896,  be  increased  to  $100,000  for  the  fiscal 
year  ending  June  30,  1911,  the  additional  $50,000  to  be  used  in  the 
building  and  equipment  of  one  light-draft  combination  snag  and 
derrick  Doat,  adapted  for  use  at  even  extreme  low-water  stages.  This 
boat  would  form  a  part  of  the  regular  snagging  plant,  and  would  be 
operated  from  the  yearly  appropriation  made  for  that  purpose. 

(See  Appendix  D  D  3.) 

IMPROVEMENT  OP  BIVERS  AND  HARBORS  IN  THE  PITTSBURG,  PENN- 
8YLVANIA  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  H.  C.  Newcomer,  Corps  of  En- 
gineers, having  under  his  immediate  orders  the  following-named  offi- 
cers of  the  Corps  of  Engineers:  Capt.  A.  E.  Waldron  to  August  7, 
1908,  Capt.  E.  M.  Adams  to  July  24,  1908,  and  Fu^t  Lieut.  Lewis  M. 
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Adams  the  entire  year.  Division  engineer,  Col.  Wm.  T.  Rossell, 
Corps  of  Engineers. 

1.  Mononaahda  Rivera  West  Virginia, — ^The  Monongahela  River  is 
formed  by  tne  junction  of  the  Tygarts  Valley  and  West  Fork  rivers, 
about  1  mile  south  of  Fairmont,  W.  Va.,  and  flows  in  a  generally 
northerly  direction  about  128  miles  to  its  junction  with  the  Allegheny 
River  at  Pittsburg,  Pa.  The  improvement  of  the  portion  in  West 
Virginia  is  considered  to  extend  down  the  river  as  far  as  Lock  No.  8 
at  the  mouth  of  Dunkards  Creek,  Pennsylvania,  about  4  miles  north 
of  the  Pennsylvania  State  line,  or  a  total  distance  of  about  41  miles. 

Navigation  on  this  portion  of  the  river  in  its  original  condition  was 
impeded  at  high  water  by  swift  currents,  the  fall  per  mile  being  about 
2  leet.  At  low  stages  it  was  obstructed  by  shoals  and  nimierous 
gravel  and  rock  bars.  Steamboat  navigation  was  practicable  at  high 
stages  as  far  upstream  as  Morgantown.  Occasionally  a  boat  could 
go  as  far  upstream  as  Fairmont,  and  downstream  navigation  of  flats 
and  small  rafts  was  pTracticable  at  medium  and  high  stages. 

The  original  project  for  this  portion  of  the  Monongahela  River  was 
adopted  in  1872,  and  contemplated  the  construction  of  Locks  and 
Dams  Nos.  8  and  9.  This  project  was  completed  on  November  8, 
1899,  with  the  result  that  boats  drawing  5.2  feet  of  water  could  navi- 
gate the  river  at  low  water  as  far  upstream  as  Morgantown,  W.  Va., 
5ie  river  having  previously  been  slack  watered  from  its  mouth  to 
Lock  No.  8  by  tne  Monongahela  Navigation  Company.  The  amoimt 
expended  under  this  project  was  $436,900. 

The  existing  project,  adopted  by  Congress  July  13,  1892,  provides 
for  the  construction  or  six  locks  and  dams,  Nos.  10  to  15,  inclusive, 
between  Morgantown  and  Fairmont,  W.  Va.,  at  an  estimated  cost  of 
$1 ,275,000.  Appropriations  aggregating  this  amount  have  been  made, 
and  the  sum  or  $107,463.86  was  recovered  from  surety  company  on 
contract  of  C.  I.  McDonald  for  failure  to  complete  Locks  and  Dams 
Nos.  10  to  15. 

The  amount  expended  under  this  project  up  to  close  of  the  fiscal 
year  ending  June  30,  1909,  was  $1,314,440.38,  including  $21.64  r^ 
ceived  from  sales. 

The  condition  of  this  work  on  June  30,  1909,  was  as  follows: 

No8.  10  to  16 J  inclusive, — ^The  locks  and  dams  proper  were  com- 
pleted and  assigned  to  "Operating  and  care  of  canals,^'  etc.,  in  Jan- 
uary, 1904.  Tne  lock  houses  and  outbuildings  have  been  completed, 
the  lock  ^unds  graded,  and  additional  protection  provided  by 
strengthemng  the  aoutments  and  raising  and  lengthening  the  lower 
guide  walls.  Some  further  work  is  required  on  one  of  the  abutments 
and  the  construction  of  one  upper  guide  wall. 

The  completion  of  these  six  iocl£  and  dams  extended  slack-water 
navigation  about  28  miles,  from  Morgwtown  to  a  point  on  the  West 
Fork  River  4  miles  above  Fairmont,  W.  Va.,  with  a  minimum  navi- 
gable depth  of  7  feet.  The  improvement  should  enable  the  people  of 
the  territory  affected  to  transport  coal,  general  freight,  etc.,  almost 
uninterruptedly  to  market. 

The  greatest  recorded  flood  height  is  40  feet  at  Morgantown.  Oi> 
dinary  flood  heights  average  about  22  feet  on  this  portion  of  the  river. 

Traffic  on  this  portion  of  the  river  is  not  heavy,  but  it  has  mate- 
rially increased  over  that  originally  existing  there.    A  line  of  packets 
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plies  the  river  between  Pittsburg  and  Fairmont,  and  towboats  op- 
erate as  necessity  requires.  Since  the  opening  of  the  locks  there  has 
been  some  development  of  coal  mines  and  the  shipment  of  coal  by 
water  in  small  quantities. 

A  statement  of  commerce  and  of  the  effect  of  the  project  on  freight 
rates,  so  far  as  known,  is  given  in  the  report  for  operating  and  care 
of  locks  and  dams  on  Monongahela  River,  page  616. 

References  to  more  extended  information,  reports  of  surveys^  etc., 
are  given  on  page  467  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1905. 

July  1, 1908,  balance  unexpended $68, 045. 12 

June  30,  1909,  amount  earned  to  smplus  fund 1, 392. 35 

July  1,  1909,  balance  unexpended 66, 652. 77 

July  1,  1909,  outstanding  habilitiee 678. 60 

July  1,  1909,  balance  available ' 65, 974. 17 

(Appendix  E  E  1.) 

2.  Monongahela  River.  Pennsylvania. — ^The  improvement  of  this 
part  of  the  nver  is  considered  to  extend  from  Pittsburg  to  the  mouth 
of  Dunkards  Creek,  a  distance  of  87.5  miles.  In  its  original  condition, 
prior  to  1840,  it  was  navigable  for  steamboats  only  at  high  stages. 
A  downstream  navigation  for  light-draft  flats  and  Vafts  was  practi- 
cable at  hi^rh  and  medium  stages.  The  average  fall  per  mile  is  about 
0.9  foot  and  the  minimum  discharge  about  160  cubic  feet  per  second. 

In  1833  Congress  provided  for  a  survey  of  the  river  from  Pittsburg 
to  Brownsville,  a  distance  of  about  57  miles.  This  survey  was  not 
followed  by  an  appropriation  for  improving  the  river,  and  the  legis- 
lature of  rennsyivania,  by  act  of  March  31,  1836,  incorporated  and 
authorized  the  Monongahela  Navigation  Company  to  improve  the 
river  from  Pittsburg,  ra.,  to  the  Virginia  state  hne,  a  distance  of 
91.5  miles.  This  company  built  seven  locks  and  dams,  producing 
slack  water  from  Pittsburg  to  within  2  miles  of  the  West  Virginia 
state  line. 

The  river  and  harbor  act  of  June  3,  1896,  authorized  and  directed 
the  Secretary  of  War  to  institute  and  carry  to  completion  proceedings 
for  condenmation  of  all  the  property  and  appurtenances  of  the  com- 
pany. The  property  was  acqmred  by  the  United  States  on  July  7, 
1897,  at  a  cost  of  $3,761,615.46. 

The  amount  expended  on  original  and  modified  projects  prior  to 
operations  under  existing  project  was  $3,769,073.88,  mcluding  the 
purchase  money. 


The  existing  project,  adopted  in  1899,  with  subsequent  modifica- 

mual  Report  of  the  Chief  of  Engineers  for  1906,  p.  615). 

provides  for  the  enlargement  and  improvement  of  Lock  No.  6  and 


tiona  (see  Anni; 


some  additional  structures  at  Lock  No.  3,  for  the  rebuilding  of  Locks 
Nos.  2,  3,  and  5,  using  in  each  case  two  parallel  chambers,  each  56  by 
360  feet,  and  fixed  concrete  dams  with  movable  tops,  and  for  the 
acquisition  of  necessary  land  and  construction  of  certain  improve- 
ments at  Locks  Nos.  5  and  6;  all  at  a  total  estimated  cost  of  $2,194,605. 
The  amount  expended  up  to  the  end  of  fiscal  year  ending  June  30, 
1909,  was  $1,906,205.90. 
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Work  is  being  carried  on  under  continuing  contract  appropriations 
at  new  Lock  No.  5,  all  the  funds  authorized  for  this  work  naving  been 
appropriated. 

The  condition  of  work  on  June  30,  1909,  was  as  follows: 

Lock  and  Dam  No.  2, — ^The  lock,  power  house,  guard  and  guide 
walls,  with  the  exception  of  unper  105  feet  of  upper  guide  wall,  were 
built  under  contract.  The  aoutment  and  dam  were  built  by  hired 
labor.  The  river  lock  has  been  in  operation  since  August  15,  1905, 
and  the  land  lock  since  March  5,  1906. 

The  existence  of  cross  currents  at  this  lock  renders  it  necessary  to 
extend  the  upper  guide  wall  upstream  and  the  middle  wall  down- 
stream to  provide  safe  and  convenient  access  to  the  locks,  and  an 
estimate  of  $43,000  is  included  in  this  report  to  cover  the  cost  of  the 
work. 

Lock  and  Dam  No.  S. — ^The  lock,  guard  and  guide  walls,  the  power 
house,  power  plant,  and  two  lock-keepers'  houses  were  built  under 
contract.  The  abutment  and  dam  were  built  by  hired  labor,  the 
whole  work  being  complete  except  for  the  raising  of  the  upper  sill  of 
the  river  lock.  The  river  lock  was  placed  in  operation  May  20,  1907, 
and  the  land  lock  October  23,  1907. 

Lock  and  Dam  No.  5. — ^The  contractors  for  the  lock  have  completed 
the  land  and  middle  waUs  and  the  lower  guide  wall,  and  have  nearly 
completed  the  river  wall  and  uppjer  guide  and  guard  walls,  only  a 
small  portion  of  their  work  remaining  to  be  done.  The  abutment 
was  built  by  hired  labor,  and  work  was  well  under  way  on  the  founda- 
tions for  the  first  section  of  the  dam,  representing  about  220  feet  in  a 
total  length  of  555  feet. 

Locks  rf 08.  S  and  6,  and  floating  plant. — ^All  of  the  necessary  struc- 
tures at  Lock  No.  3,  and  the  improvements  contemplated  at  Lock 
No.  6  have  been  nearly  completed.  All  of  the  floating  plant  provided 
for  in  the  existing  project,  consisting  of  a  dredge  and  two  dump  scows 
and  repair  steamer  with  snagging  appliances,  has  been  cx>mpleted  and 
put  in  service.     The  necessarv  land  has  been  acquired  at  Lock  No.  6. 

The  greatest  recorded  floo(f  height  is  44  feet  at  Brownsville.  Ordi- 
narv  flood  heights  average  about  30  feet  on  this  portion  of  the  river. 

The  traffic  of  the  river  is  hampered  and  restricted  by  insufficient 
capacity  and  inconvenience  at  some  of  the  old  locks.  This  will  not 
be  overcome  until  the  enlargement  of  Locks  Nos.  1,  4,  and  5  has 
been  accomplished. 

A  statement  of  commerce  and  of  the  effect  of  the  project  on  freight 
rates,  so  far  as  known,  is  given  in  the  report  for  operating  and  care 
of  locks  and  dams  on  Monongahela  River,  pa^  616. 

It  is  proposed  to  apply  the  amount  estmiated  as  a  profitable 
expenditure  in  fiscal  year  ending  June  30,  1911,  to  the  extension  of 
upper  guide  wall  upstream  and  of  middle  waU  downstream  at  Lock  2 
($43,000). 

It  is  very  important  that  this  old  Lock  No.  4,  built  many  years 
ago  with  dimensions  that  are  now  inadequate  for  the  growing  com- 
merce of  the  river,  should  be  rebuilt  at  the  earliest  practicable  date, 
and  it  is  therefore  recommended  that  authorization  be  also  given 
for  the  amount  required  to  complete  this  work  ($527,000),  so  that 
it  may  be  carried  on  under  continuing  contract.     This  amount  is 
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lai^er  than  the  estimate  given  in  House  Document  No.  209,  Fifty- 
eighth  Congress,  second  session,  the  increase  being  necessary  because 
of  increased  unit  costs,  etc. 

A  list  of  references  to  reports  of  examinations  and  surveys  and 
other  items  of  interest  concerning  this  river  are  given  on  page  469  of 
Annual  Report  of  the  Chief  of  Engineers  for  1905. 

BEBUILDING  LOCK  2. 

July  1, 1908,  balance  unexpended $3,770.42 

July  1, 1909,  balance  unexpended 3,770.42 

Amount  (estimated)  required  for  completion  of  existing  project 43, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  imexpendea 
Juljr  1,1909 43,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

BSBUILDIlfO  LOOK  3. 

July  1, 1908,  balance  unexpended 119,489.03 

Amount  received  from  sale  of  condemned  property 313. 77 

19,802.80 
June  30, 1909,  amoimt  expended  during  fiscal  year,  for  works  of  improve- 
ment         7,192.06 

July  1,  1909,  balance  unexpended 12,610.74 

July  1,  1909,  outstanding  liabilities 18.67 

July  1,  1909,  balance  available 12,592.07 

BEBUILDING  LOCK  5. 

July  1, 1908,  balance  unexpended 1537, 406. 91 

Amoimt  appropriated  by  sundry  civil  act  approved  March  4, 1909 200, 000. 00 

Amoimt  received  from  sale  of  blueprint  maps 4. 45 


737,411.36 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      472, 261, 51 

July  1,  1909,  balance  unexpended 265,149.85 

July  1,  1909,  outstanding  liabilities 68, 762. 81 

July  1,  1909,  balance  available 196, 387. 04 


July  1,  1909,  amount  covered  by  uncompleted  contracts 62, 267. 45 

LOCKS  3,   6,   ETC. 

July  1, 1908,  balance  unexpended $3, 803. 93 

July  1, 1909,  balance  unexpended 3, 803. 93 

LOCKS  5  AND  6. 

July  1, 1908,  balance  unexpended $3, 700. 00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement   13. 75 

July  1,  1909,  balance  unexpended 3,686.25 
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CONSOLIDATBD. 

Julyl,  1908,  balance  unexpended $568,170.29 

Amount  received  from  sale  of  condemned  property 313. 77 

Amoimt  appropriated  by  simdry  civil  act  approved  March  4,  1909 200, 000. 00 

Amount  received  from  Bale  of  blueprint  maps 4. 46 

768,488.51 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     479,467.32 

July  1, 1909,  balance  unexpended 289, 021. 19 

Julyl,  1909,  outstanding  liabilities 68,781.48 

July  1, 1909,  balance  available 220, 239. 71 

July  1, 1909,  amoimt  covered  by  imcompleted  contracts 62, 267. 45 

Amount  (estimated)  required  for  completion  of  existing  project «  43, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Jul)r  1,1909 a43,00a00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  E  E  2.) 

5.  Operatina  and  care  of  locks  and  dams,  Monongahela  River, — 
Statements  or  the  original  condition  of  the  Monongahela  River  are 
contained  in  the  summaries  for  Monongahela  River,  West  Virginia 
and  Pennsylvania.  The  slack-water  system  of  the  Monongahela 
River  comprises  15  locks  and  dams.  Locks  Nos.  1  to  4,  inclusive, 
are  double  locks;  5  to  15  are  single  locks.  A  table  giving  the  dimen- 
sions of  the  locks,  lengths  of  dams,  and  other  data  is  given  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1907,  page  1691. 

The  dams  extend  slack  water  to  a  point  on  West  Fork  River  4 
miles  above  Fairmont,  W.  Va.,  or  a  total  distance  of  about  131  miles 
above  the  mouth  pf  the  Monongahela  River  at  Pittsbui^.  Control- 
ling depths  at  normal  pool  stages  on  the  sills  at  the  afferent  old 
locks  below  Morgantown  vary  from  4  to  6.7  feet;  on  the  new  locks 
above  that  place  they  are  uniformly  7  feet.  During  low  stages  of 
water  depths  of  7.5  to  8  feet  are  maintained  below  Dam  No.  6  by 
placing  nashboards  on  the  dt^ms. 

Locks  Nos.  1  to  7,  inclusive,  have  been  under  operation  and  care 
since  July  7,  1897,  when  they  were  purchased  from  the  Monongahela 
Navigation  Company;  No.  8  since  November  8,  1889;  No.  9  since 
1879;  and  Nos.  10  to  15,  inclusive,  since  January,  1904. 

The  total  amount  expended  for  operating  and  care  to  June  30, 1909, 
was  $2,675,692.40.  The  amount  expended  during  the  fiscal  year 
ending  June  30,  1909,  was  $231,966.81. 

Under  the  provision  of  section  6  of  the  river  and  harbor  act  of 
March  3,  1909,  a  special  allotment  of  $329,045  was  made  from  the 
permanent  indefinite  appropriation  for  oi)erating  and  care  of  locks 
and  other  works  of  navigation,  for  beginning  the  reconstruction 
of  Lock  and  Dam  1,  and  preparations  for  this  work  are  under  way. 

The  amount  expended  under  this  allotment  in  the  fiscal  year  1909 
was  $9,208.10. 

o  For  Lock  No.  2  only. 
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Necessary  repairs  were  made  to  the  locks  and  dams  and  floating 
plant,  and  the  locks  were  operated  throughout  the  year,  except  when 
closed  for  limited  periods  for  repairs,  or  on  account  of  floods  or  ice. 

The  total  number  of  lockages  at  the  15  locks  for  the  calendar  year 
1907  aggregated  66,105,  giving  a  total  commerce  through  individual 
locks  amounting  to  27,388,211  tons  and  188,248  passengers.  Much 
of  this  commerce,  of  course,  moved  through  several  locks.  Taking 
only  the  aggregate  of  the  greatest  items  of  the  different  kinds  of 
freight  passing  up  and  down  at  any  single  lock,  plus  the  coal  mined 
and  shipped  in  pools  1  and  2,  which  amount  is  manifestly  less  than 
the  real  movement  of  commerce,  the  total  conunerce  of  the  Monon- 
gahela  River  for  the  year  amounted  to  9,667,229  tons  and  28,164 
passengers. 

The  effect  on  freight  rates  of  the  slack-water  system  of  the  Monon- 
gahela  i3  very  great.     This  is  true  for  all  manner  of  products,  and 

Earticularly  so  for  coal.  For  an  average  haul  of  50  miles  on  the 
[onongahela  River  the  price  of  coal  deuvered  by  river  is  $1.25  per 
ton,  as  compared  with  il.40  per  ton  deUvered  by  rail,  making  the 
river  freight  rate  15  cents  per  ton  cheaper.  As  the  haul  increases 
the  advantage  of  the  river  advances  rapidly.  As  an  example,  the 
river  freight  rate  on  coal  to  a  point  12  miles  below  Pittsburg  is  2.5 
mills  per  Dushel,  or  6.25  cents  pjer  ton,  in  barge-load  lots,  while  the 
rail  freight  rate  to  the  same  point  is  40  centsf  per  ton,  a  difference 
in  favor  of  river  of  33.75  cente  per  ton.  The  effect  on  freight  rates 
beyond  the  above,  due  to  the  rebuilding  of  Locks  and  Dams  N  os.  2  and 
3,  will  not  be  felt  until  the  enlargement  of  Locks  Nos.  1,  4,  and  5  i3 
accomplished,  when  larger  cargoes  will  be  towed  by  steamers  and 
the  freight  rate  reduced  accordmgly. 
(See  Appendix  E  E  3.) 

4.  AUegJieny  River,  Pennsylvania,  open-channel  work. — ^The  Alle- 
ghenv  River  rises  in  northern  Pennsvlvania  and  flows  northwestward 
mto  New  York,  and  thence  in  a  southerly  direction  into  Pennsylvania 
to  its  lunction  with  the  Monongahela  River  at  Pittsburg.  The  aver- 
age fail  per  mile  of  the  navigable  portion  is  about  2.2  feet  and  the 
minimum  discharge  at  Pittsburg  is  about  1,440  cubic  feet  per  second. 
In  its  original  condition  the  Allegheny  River  aboimded  in  obstructions, 
such  as  rowlders,  sna^,  islands,  bars,  and  wide-spreading  shoals,  all 
of  which  rendered  navigation  at  best  hazardous  and  practicable  only 
at  such  high  stages  of  water  as  would  enable  craft  to  ciear  the  obstruc- 
tions. 

The  present  project  was  adopted  in  1878  and  1880  and  contemplates 
the  removal  of  the  bowlders  and  snag  obstructions  and  the  construc- 
tion of  low  dams  and  dikes  to  close  secondary  channels  and  concen- 
trate the  low-water  flow  on  shoals. 

The  amoimt  expended  imder  this  project  to  Jime  30,  1909,  was 
$263,624.52,  fully  one-half  of  which  was  applied  to  maintenance. 

The  work  that  has  been  done  enables  navigators  to  operate  safely 
on  stages  from  2  to  3  feet  lower  than  formerly. 

The  present  condition  of  the  channel  is  generally  satisfactory,  hav- 
ing been  largely  cleared  of  the  more  objectionable  ol«tructions,  but 
to  maintain  its  condition  it  is  necessary  to  remove  any  bowlders  or 
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snags  brought  in  by  the  tributaries  or  carried  along  by  ice  and 
fresnets,  and  to  make  occasional  repairs  to  the  dikes  and  dams. 

The  greatest  recorded  flood  height  is  36.6  feet  at  Herr  Island  dam. 
Ordinary  flood  heights  average  about  30  feet. 

Except  on  the  lower  25  miles  of  the  river  the  principal  traffic  is 
the  downstream  transportation  of  timber  and  lumber  rafts,  new 
coal-boat  bottoms,  barges  and  flats,  usually  loaded  with  tan  bark, 
Itunber,  posts,  railroad  ties,  and  other  timber  products,  and  the 
towage  01  gravel,  stone,  sand,  etc.  Steamboating  is  not  now  con- 
ducts to  anv  material  extent  above  Kittanning. 

The  annual  commerce  of  the  river  above  slack-water  improvements 
in  course  of  construction  is  about  200,000  tons,  extending  over  230 
miles  from  Tarentum,  Pa.,  to  Olean,  N.  Y. 

The  effect  of  the  work  on  freight  rates  is  not  very  noticeable,  as 
the  depth  of  water  has  not  been  increased,  but  the  hazard  of  boating 
has  been  greatlv  decreased. 

It  is  proposed  to  apply  the  $5,000  estimated  as  a  profitable  expendi- 
ture for  the  fiscal  year  1911  to  maintenance  of  the  existing  channel 
and  works  of  improvement. 

More  detailed  information,  reports  of  survejs,  etc.,  are  given  in  the 
following  Annual  Reports  of  the  Chief  of  Engmeers:  1899,  page  2411 ; 
1902,  page  1901;  and  1905,  page  1862. 

July  1, 1908,  balance  unexpended $2, 290. 80 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 1,000.00 

3,290.80 
Jime  30,  1909,  amount  expended  for  maintenance  of  improve- 
ment during  fiscal  year 1916. 32 

June  30, 1909,  amount  carried  to  aurplua  fund 1, 375. 48 

2,290.80 

July  1, 1909,  balance  unexpended 1, 000. 00 

Amount  that  can  be  profitably  expended  in  fiacal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  in  addition  to  the  balance 
unexpended  July  1, 1909 5,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  E  E  4.) 

5.  Allegheny  River,  Pennsylvania,  construction  of  locks  and  dams. — 
Prior  to  the  completion,  in  1885,  of  the  Davis  Island  dam  in  the 
Ohio  River,  5  miles  below  its  head,  it  was  impossible  to  navigate 
the  Allegheny  River  with  steam  craft  of  lightest  draft  during  low- 
water  periods,  which  frequently  continued  for  months  at  a  time. 
Since  tnen  a  navigable  depth  of  8  feet  has  been  afforded  by  that  dam, 
when  raised,  to  Garrison  ripple,  2  miles  up  the  stream. 

The  present  proiect  for  lock  and  dam  construction,  originally 
adopted  in  1890  and  subsequently  extended  in  1896,  provides  for  the 
construction  of  three  locks  and  dams,  extending  slack  water  from  the 
mouth  at  Tarentum,  a  distance  of  25  miles.  Dam  No.  1  is  movable, 
of  Chanoine  type,  with  bear-trap  weirs.  Dams  Nos.  2  and  3  are  both 
fixed,  the  former  being  built  of  concrete  on  pile  foundation  and  the 
latter  of  crib  construction.  The  lock  chamber  at  No.  1  is  66  feet  by 
286  feet  2  inches;  at  Nos.  2  and  3,  56  feet  by  289  feet  6  inches.    The 
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estimated  cost  of  the  work  is  $1,658,226.63;  including  $210,000  for 
restoration  of  dam,  etc.,  at  Dam  No.  3.  In  addition  $95,000  will 
be  required  to  cover  the  restoration  of  bank  at  Dam  No.  3,  made 
necessary  by  the  flood  of  1907,  and  the  payment  of  damages  to  private 
property  resulting  from  the  failure  of  tne  abutment. 

The  amount  expended  to  June  30,  1909,  was  $1,658,804.47;  of  this 
amount  $10,000  was  expended  for  maintenance. 

The  condition  of  the  work  on  June  30,  1909,  was  as  follows: 

Lock  and  Dam  No,  1  {Herr  Island),  about  i  J  miles  from  the  mouOi. — 
This  work  was  built  under  contract  and  has  been  m  operation  since 
January  1, 1903. 

The  dam  was  first  raised  June  2,  1903.  One  double  lock-masters' 
house  has  been  built  under  co^tract. 

Lock  and  Dam  No,  2  {AsjnnwaU),  7  miles  from  the  mouth. — ^The  lock 
has  been  built  under  contract  and  has  been  in  operation  since  Novem- 
ber 10,  1906.  The  abutment  and  dam  have  been  built  under  con- 
tract, with  the  exception  of  a  portion  of  the  abutment,  which  was  built 
by  hired  labor. 

Lock  and  Dam  No.  S  (Springdale),  abovi  17  miles  from  ihe  mouth. — 
The  lock  was  built  under  contract  and  has  been  in  operation  since 
September,  1904.  The  abutment  and  dam  were  buut  under  con- 
tract. In  January,  1907,  during  a  moderate  flood  stage,  the  abut- 
ment failed  and  a  portion  of  the  dam  had  to  be  blown  up  to  limit  the 
resulting  damage  to  private  property.  The  abutment  and  dam  have 
been  rebuilt  and  the  bank  partly  restored  by  hired  labor. 

Two  lock  houses  have  been  built  under  contract. 

Some  dredging  will  be  required  in  each  of  the  three  pools  to  secure 
theprojected  mmimum  depth  of  7  feet. 

Tne  greatest  recorded  flood  height  is  36.6  feet  at  Herr  Island  dam. 
Ordinary  flood  heights  average  about  30  feet. 

For  the  calendar  year  1908  the  commerce  reported  on  that  part  of 
the  river  under  the  improvement  for  slack-water  navigation  was 
536,129  tons  of  freight  and  9,636  passengers. 

The  completion  of  these  locks  and  dams  will  be  of  immense  benefit 
to  the  manufacturing  plants  along  the  banks  of  the  Allegheny  River 
within  their  reach,  bv  reason  of  connecting  them  with  the  harbor  of 
Pittsburg  and  with  the  coal  fields  of  the  Monongahela  River. 

The  effect  of  the  project  on  freight  rates  is  given  in  report  on  op- 
erating and  care  of  locks  and  dams  on  Allegheny  River. 

In  addition  to  the  funds  appropriated  by  the  river  and  harbor  act 
of  March  2,  1907,  for  repair  ana  reconstruction  of  Dam  No.  3,  an 
estimate  of  $95,000  is  submitted  by  the  district  officer  as  the  further 
amount  required  for  restoration  of  the  bank  at  the  abutment  of  Dam 
No.  3  and  for  the  payment  of  damages  to  private  property  resulting 
from  the  failure  of  the  abutment  in  January,  1907.  All  of  the  claim- 
ants, except  two  with  whom  satisfactory  agreements  could  not  be 
made  and  whose  claims,  estimated  at  $365.25,  have  not  been  included, 
have  signed  agreements  binding  themselves  to  accept  reasonable  sums 
in  full  payment  of  their  claims.  These  amounts  aggregate  $46,767.21, 
includmg  6  per  cent  interest  for  one  year  to  cover  delay  in  payment 
not  contemplated  in  the  agreements,  and  the  remaining  $48,232.79  is 
needed  to  restore  land  that  was  washed  away.  An  appropriation  of 
the  amoimt  ($95,000)  required  for  this  purpose  is  recommended  for 
the  favorable  consideration  of  Congress. 
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July  1 ,  1908,  balance  unexpended $96, 464. 19 

Amount  received  from  sale  of  condenmed  property .137. 85 

Amount  received  from  sale  of  blueprint  maps .60 

Amount  received  by  transfer 5, 000. 00 

101,602.64 
June  30,  1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment      96, 846. 48 

July  1, 1909,  balance  unexpended 4, 767. 16 

July  1,  1909,  outstanding  liabilitiefl 1, 326. 10 

July  1, 1909,  balance  available 3, 431. 06 

July  1, 1909,  amount  covered  by  uncompleted  contracts 825. 00 

(See  Appendix  E  E  5.) 

6,  Operating  and  care  of  locks  and  dams,  Allegheny  River,  Pennfylr 
vania.— Statement  of  the  original  condition  of  the  Allegheny  River 
is  contained  in  the  preceding  summary  for  Allegheny  Kiver,  Penn- 
sylvania. 

Locks  Nos.  1,2,  and  3  were  under  the  appropriation  for  operat- 
ing and  care  all  the  year.  Dimensions  of  locks  and  other  data 
are  given  in  Annual  Report  of  the  Chief  of  Engineers  for  1907,  page 
1705. 

Dam  No.  1  is  movable  and  was  the  first  to  be  completed  in  the  series 
of  three  authorized  by  Congress  for  the  Allegheny  Kiver;  its  pool  pro- 
vides a  navigable  depth  of  5  to  6  feet  for  a  distance  of  about  5.5  miles. 
Dams  Nos.  2  and  3  are  both  fixed,  the  former  being  built  of  concrete 
on  pile  foundation  and  the  latter  of  crib  construction.  Dam  No.  2 
forms  a  pool  about  10  miles  long,  while  Dam  No.  3  extends  slack 
water  about  8  miles  farther  to  the  projected  site  of  Dam  No.  4  at 
Natrona. 

Lock  No.  1  has  been  under  operating  and  care  since  January  1, 
1903;  No  2  since  November  10,  1906,  and  No.  3  since  November  29, 
1904. 

The  total  amount  expended  for  operating  and  care  to  Jxme  30, 1909, 
was  $257,549.80.  The  amount  expended  during  fiscal  year  1909  was 
$37,839.51. 

The  locks  and  dams  were  operated  throughout  the  year  as  occasion 
reouired. 

The  traffic  through  locks  and  dams,  Allegheny  River,  during  the 
calendar  year  1908  was  as  follows:  Lock  and  Dam  No.  1,  374,310 
tons  and  7,578  passengers;  Lock  and  Dam  No.  2,  138,440  tons  and 
1,507  passengers;  Lock  and  Dam  No.  3,  23,379  tons  and  551  pas- 
servers.     The  tons  represent  short  tons  of  2.000  pounds. 

Tne  operation  of  the  locks  and  dams  on  tne  Allegheny  River,  pro- 
viding a  system  of  slack-water  navigation  in  connection  with  ritts- 
burg  Harbor,  will  tend  to  give  manufacturing  plants  in  this  section 
the  benefit  or  the  cheap  river  rates  on  coal  and  other  suppUes.  This 
benefit,  however,  can  not  be  reaUzed  to  any  considerable  extent  until 
the  low  bridges  on  the  lower  Allegheny  River  are  raised  sufficiently  to 
remove  the  very  serious  obstruction  to  navigation  that  they  now 
present. 

(See  Appendix  E  E  6.) 
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7.  CoTiMrv^ion  of  locks  and  dams  in  Ohio  River,  Pennsylvania 
{40.5  miles). — The  Ohio  River,  Pennsylvania,  in  its  original  condi- 
tion had  a  low- water  channel  depth  varying  from  1  foot  at  Pittsburg 
to  2  feet  at  the  Ohio  State  Une,  the  average  slope  being  about  1.25 
feet  per  mile  and  the  minimum  discharge  at  the  head  about  1,600 
cubic  feet  per  second.  Under  the  original  project  for  open-river 
improvement,  work  was  conducted  on  this  portion  of  the  river  at  a 
number  of  shoals. 

Under  the  original  project  for  lock  and  dam  construction,  adopted 
in  1875,  Dam  No.  1  was  begun  in  1877  and  completed  in  1885,  at  a  cost 
of  $940,000.  The  present  project,  in  its  original  form,  was  adopted 
by  Congress  September  19,  1890,  and,  with  subsequent  modifications, 
provides  for  the  construction  of  Locks  and  movable  Dams  Nos.  2,  3,  4, 
5,  6,  and  7,  so  as  to  secure  a  navigable  depth  of  9  feet  in  the  pools 
formed  thereby,  the  locks  to  have  available  dimensions  of  110  by  600 
feet,  at  a  total  estimated  cost  of  $6,321,376.  Appropriations  ag^e- 
gating  $5,369,376  have  been  made,  and  $15,684.74  has  been  reahzed 
&om  other  sources.  The  sum  of  $75,000  additional  will  be  required 
to  place  the  grounds  at  Locks  Nos.  2-5  in  suitable  condition. 

The  amount  expended  under  present  project  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  was  $5,356^309.79. 

The  work  was  done  partly  under  continuing-contract  system,  and 
the  total  authorization  nas  been  appropriated. 

The  condition  of  work  on  June  30,  1909,  was  as  follows: 

LocJcs  and  Dams  Z,  S,  4, 5.  and  6  were  all  practically  completed.  The 
dams  were  first  raised  on  the  following  dates:  No.  1,  October  7,  1885; 
No.  2,  November  12, 1906;  No.  3,  June  25, 1908;  No.  4,  June  30, 1908; 
No.  5,  November  21,  1907:  No.  6,  August  17.  1904.   ' 

Lock  and  Dam  No,  7. — Tne  site  for  this  work  has  been  secured  and 
plans  are  partly  made.  No  field  work  of  construction  has  been  done 
on  accoimt  of  lack  of  funds. 

The  completed  dams,  Nos.  1-6,  inclusive,  give  continuous  slack 
water,  when  raised,  from  Pittsburg  to  Merrill,  Pa.,  a  distance  of  about 
28.9  miles. 

The  greatest  recorded  flood  height  is  34.2  feet  at  Davis  Island  dam. 
Ordinary  flood  heights  average  about  28  feet  on  this  portion  of  the 
river. 

A  statement  of  commerce  and  of  the  effect  of  the  project  on  freight 
rates,  so  far  as  known,  is  given  in  the  report  for  operating  and  care  of 
locks  and  dams,  Ohio  River,  page  624. 

It  is  proposea  to  apply  the  amount  estimated  as  a  profitable  expen- 
diture for  the  fiscal  year  1911  to  the  completion  of  necessary  wort  on 
the  lock  grounds  at  Locks  Nos.  2,  3,  4,  and  5  ($75,000),  which  includes 
filling  in  the  grounds  now  much  below  grade  and  the  construction  of 
concrete  paving. 

The  work  of  constructing  Lock  and  Dam  7  is  most  urgently  needed 
in  order  to  utilize  more  effectively  the  improvements  already  made 
on  the  upper  Ohio  River^  the  portion  of  the  river  immediately  above 
that  location  being  specially  suited  for  harborage  purposes,  and  it  is 
recommended  that  authority  be  given  to  complete  it  under  the  con- 
tinuing contract  system.  No  estimate  for  the  existing  6-foot  project 
is  included  amongst  those  submitted  for  the  fiscal  year  1911,  pending 
action  by  Congress  on  the  new  -plans  now  before  it  for  providing 
9-foot  navigation  (see  H.  Doc.  No.  492,  60th  Cong.,  1st  sess.,  in  which 
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the  estimated  cost  of  Dam  No.  7  in  the  9-foot  project  is  given  as 
$1J094,800). 

Reference  to  more  detailed  information,  reports  of  surveys,  etc., 
are  given  on  page  522  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1906. 

DAMS  N08.   2,   3,  4,   AND  5. 

July  1, 1908,  balance  unexpended $18,919.77 

Amount  received  from  sale  of  condemned  property 324. 90 

Amount  received  by  transfer  of  public  property 250. 00 

Amount  received  on  account  of  judgment  against  £.  J.  Kingston 5, 062. 60 

24,557.27 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       2,841.92 

July  1, 1909,  balance  unexpended 21,715.35 

July  1,  1909,  outstanding  liabilities 10.10 

July  1,  1909,  balance  available 21, 705. 25 

Amount  (estimated)  required  for  completion  of  existing  project 75, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 75,000.00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897. 

DAM    NO.   6. 

July  1,  1908,  balance  unexpended $8,069.30 

June  30,  1909,  amoimt  expended  during  fiscal  year,  for  works  of  improve- 
ment  : 133. 36 


July  1, 1909,  balance  unexpended 7,935.94 

DAM  NO.  7. 

July  1, 1908,  balance  unexpended $4,755.38 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   18.18 


July  1, 1909,  balance  unexpended 4,737.20 

Amount  (estimated)  required  for  completion  of  existing  project a  952, 000. 00 

CONSOIJDATBD. 

July  1, 1908,  balance  unexpended •. $31, 744. 45 

Amoimt  received  from  sale  of  condemned  property 324. 90 

Amoimt  received  by  transfer  of  public  property 250. 00 

Amount  received  on  account  of  judgment  against  E.  J.  Hingston 5, 062. 60 

37,381.95 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   2,993.46 


July  1,  1909,  balance  unexpended 34, 388. 49 

July  1,  1909,  outstanding  liabilities 10.10 

July  1,  1909,  balance  available 34, 378. 39 

Amount  (estimated)  required  for  completion  of  existing  project 1, 027, 000. 00 

a  For  6-foot  project,  see  page  621  (last  paragraph). 
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'Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpendea 
July  1,1909 175,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  EE  7.) 

8.  Dredging  Ohio  River,  Pennsylvania, — An  allotment  of  $20,800 
was  made  Jime  12,  1905,  from  the  appropriation  of  $300,000  made  by- 
act  of  March  3,  1905,  for  the  general  improvement  of  the  Ohio  River, 
for  the  removal  of  the  bar  in  upper  approach  to  Lock  No.  6.  This 
bar  was  removed  by  the  excavation  of  35,161  cubic  yards  of  material 
at  a  contract  cost  of  19  cents  per  cubic  yard.  On  Au^st  30,  1905,  a 
reallotment  of  $10,350  from  the  allotment  for  dredgmg  pool  No.  6 
was  made  for  dredging  in  pools  Nos.  3  and  4,  Ohio  River.  Under  this 
allotment  the  channel  at  Whites  riffle,  above  Lock  No.  3,  was  straight- 
ened out,  and  the  bar  immediately  below  Lock  3  was  removed.  The 
total  amount  of  material  handled  was  48,917  cubic  yards. 

The  amounts  expended  on  these  works  to  June  30,  1909,  are  as 
follows: 

Dredging  pools  Nos.  3  and  4 16,475.24 

Dredging  pool  No.  6 ,     8,693.16 

Total 15,168.40 

DRSDOINO  POOLS  3  AND  4. 

July  1, 1908,  balance  unexpended $3, 858.  55 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      1,533.79 


July  1, 1909,  balance  unexpended 2,324.76 

DHEDOINO  FOOL  6. 

July  1,  1908,  balance  unexpended $806.84 

July  1, 1909,  balance  imexpended 806. 84 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $4,665.39 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      1,533.79 


July  1, 1909,  balance  imexpended 3,131.60 

See  Appendix  E  E  8.) 

9.  Operating  snug  loais  on  Ohio  River  in  the  State  of  Pennsyl- 
vania.— ^The  project  adopted  July  27,  1905,  provides  for  the  removal 
of  snags,  wrecks,  and  similar  obstructions  in  portion  of  the  Ohio 
River  in  the  State  of  Pennsylvania.  This  work  was  carried  on  imder 
allotments  made  from  the  permanent  appropriation  for  operating 
snag  boats  on  Ohio  River. 

The  amount  expended  on  this  work  to  June  30,  1909,  is  $7,369.91, 
of  which  $2,300.97  was  expended  during  the  past  fiscal  year. 

There  were  removed  during  the  year  one  coal  boat  and  one  barge. 

(See  Appendix  E  E  9.) 
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10.  Operating  and  care  of  locks  and  dams,  Ohio  River,  Pennsyh 
vania, — Statement  of  the  original  condition  of  the  Ohio  River  in 
Pennsylvania  is  found  on  page  621  of  this  report. 

Locks  and  Dams  Nos.  1  to  6,  inclusive,  were  under  the  appropriation 
for  operating  and  care  during  the  whole  fiscal  year.  The  dams  are  all 
movable  and  are  the  first  ones  to  be  completed  in  the  series  that  is 
projected  for  the  improvement  of  the  Ohio  River.  The  dimensions 
of  the  locks,  with  other  data,  are  given  in  Annual  Report  for  1907, 
page  1715  et  seq. 

Dam  No.  1,  at  Davis  Island,  was  designed  to  give  a  depth  of  6  feet 
in  Pittsburg  Harbor,  which  has  since  been  increased  to  10  feet  over 
certain  portions  of  the  harbor  by  dredging.  Dams  Nos.  2  to  6,  inclu- 
sive, are  designed  to  give  navigable  depths  of  9  feet  in  their  respective 
pools.  The  aggregate  length  of  these  pooled  portions  of  the  river  is 
28.9  miles. 

These  locks  and  dams  were  placed  under  operating  and  care,  as 
follows:  No.  1,  October  7,  1885;  No.  2,  October  13,  1906;  No.  3, 
FebruaiT  1,  1908;  No.  4,  February  1,  1908;  No.  5,  November  21, 
1907;  No.  6,  August  3,  1904. 

The  total  amount  expended  for  operating  and  care  to  June  30, 
1909,  was  $785,964.15.  The  amount  expended  during  the  fiscal 
year  ending  June  30,  1909,  was  $119,954.97. 

Dam  No.  1  was  up  during  the  fiscal  year  3  times,  aggregating  219 
days;  Dam  No.  2,  3  times,  222  days;  Dam  No.  3,  3  times,  222  days; 
Dam  No.  4,  4  times,  205  days;  Dam  No.  5,  3  times,  219  days;  and 
Dam  No.  6,  4  times,  219  days. 

The  locks  were  operated  as  occasion  required  and  necessary  repairs 
made  for  maintenance  of  the  works. 

The  traffic  for  the  calendar  year  1908,  as  measured  by  the  com- 
merce through  Lock  and  Dam  1,  amounted  to  3,060,835  tons  of 
2,000  pounds. 

The  eflFect  of  the  project  on  freight  rates  has  been  partly  discussed 
in  the.report  for  operating  and  care  of  locks  and  dams,  Monongahela 
River. 

Davis  Island  dam,  forming  as  it  does  the  pool  of  Pittsburg  Harbor, 
has  lent  its  great  part  to  the  general  effect  on  freight  rates  to  and 
from  Pittsburg.  The  effect  on  rates  of  the  operation  of  Dams  Nos.  2 
to  6,  inclusive,  should  be  felt  locally  for  all  suppUes  coming  from  Pitts- 
burg Harbor,  and  to  some  extent  also  for  through  traffic,  since  they 
will  increase  from  25  to  50  per  cent  the  number  of  days  in  the  year 
on  which  tows  may  be  moved  down  the  river  from  Pittsburg. 

The  great  future  benefit  of  the  above  project  will  be  felt  only  when 
the  slack-water  system  is  extended  far  enough  down  the  Ohio  River 
to  permit  continuous  navigation  during  all  but  the  winter  season. 
This  improvement,  it  has  been  estimated,  will  cause  a  saving  in  freight 
rates  over  the  present  rail  rates  on  such  produce  as  coal,  iron,  steel, 
sugar,  timber,  molasses,  tobacco,  etc.,  of  over  3  mills  per  ton-mile 
to  the  8,000,000  people  living  in  territory  commercially  contiguous 
to  the  Ohio  and  Mississippi  systems. 

(See  Appendix  E  E  10.) 


Digitized  by  VjOOQ IC 


BIVEB  AND  HARBOE  IMPBOVEMENTS.  625 

11.  Harbor  at  Pittsburg,  Pa, — ^This  harbor  comprises  that  portion 
of  the  Ohio  River  lying  above  Davis  Island  dam,  a  length  of  4.7 
miles;  that  portion  of  the  Allegheny  River  lying  between  its  mouth 
and  Aspinwall,  a  length  of  7  miles,  and  that  portion  of  the  Monon- 
gahela  Kiver  lying  between  its  mouth  and  McKeesport,  a  distance  of 
15.5  miles;  total  length  of  harbor,  27.2  miles.  That  portion  of  the 
harbor  most  used  as  such,  and  called  the  lower  harbor,  lies  between 
the  Davis  Island  dam  and  Dam  No.  1  of  the  Allegheny  and  Monon- 
gahela  rivers  and  measures  8  miles  of  river.  In  its  original  con- 
dition the  lower  harbor  depths  were  from  3  to  4  feet  on  natural  mean 
low  river,  and  very  often  still  lower  stages  caused  suspension  of 
navigation. 

Since  the  completion  of  Davis  Island  dam,  in  1885,  the  maximum 
draft  which  could  be  carried  over  the  shoalest  place  was  scant  8  feet 
at  pool  stage.  Parts  of  the  channel  and  harbor  are  from  10  to  12 
and  from  16  to  20  feet  in  depth.  The  average  widths  of  the  harbor 
at  pool-full  surfaces  are:  On  the  Ohio,  about  1,100  feet;  on  the 
Allegheny,  about  930  feet,  and  at  different  parts  of  the  Monongahela, 
from  750  to  950  feet.  The  capacity  of  the  harbor  is  impaired  by 
shoal  places  and  high  dumps  projecting  from  the  banks.  The  use 
for  harbor  purposes  of  that  portion  of  the  harbor  in  the  AUegheny 
River  above  the  Sixth  Street  Bridge  is  practically  nullified  by  the 
low  bridges  on  that  part  of  the  stream.  The  clear  heights  of  these 
bridges  above  their  respective  pool  surfaces  are  from  27^  to  35^ 
feet.  The  least  height,  with  chimneys  down,  of  the  packets  that  ply 
between  Pittsburg  and  points  on  the  Ohio,  Kanawha,  and  Muskingum 
rivers  is  45  feet.  The  average  height  of  the  Ohio  River  towboats, 
with  chimneys  down,  is  44  feet.  The  height  of  a  suitable  packet  for 
the  Allegheny  River  is  about  33  feet,  and  of  a  suitable  towboat,  about 
28  feet.  The  result  is  that  practically  none  of  the  coal  and  iron  or 
steel  products  intended  for  southern  shipments  have  been  loaded  or 
harbored  in  the  Allegheny  River.  The  removal  of  the  Union  Bridge 
at  the  mouth  of  the  river  has  opened  up  this  portion  of  the  harbor 
as  far  as  the  Sixth  Street  Bridge,  a  distance  or  about  one-half  mile. 

In  1858  the  State  of  Pennsylvania,  through  a  board  of  commis- 
sioners, made  a  detailed  survey  of  the  rivers  at  and  near  Pittsburg 
and  laid  down  on  the  maps  nigh  and  low  water  lines  intended  to 
define  the  banks  and  limit  tne  use  of  the  same  by  riparian  proprietors. 
These  lines  were  referred  to  stone  monuments  on  the  ground.  No 
means,  however,  were  provided  for  preserving  the  monuments  nor 
for  preventing  filling  in  the  river  beyond  these  lines. 

In  1894  a  board  of  engineer  oflBcers  recommended  certain  harbor 
lines  for  the  harbor  of  Fittsbui^,  from  the  Davis  Island  dam  to 
Brilliant,  Allegheny  River,  and  to  Homestead,  Monongahela  River. 
The  recommended  lines  generally  followed  the  actual  banks  as  they 
existed  at  that  time.  These  lines  were  approved  by  the  Secretary  of 
War  January  29,  1895.  An  extension  or  these  lines  on  the  Monon- 
gahela River  from  Homestead  to  McKeesport  was  approved  by  the 
Secretary  of  War  April  3,  1902. 

The  original  project  for  improvement  was  adopted  by  the  river 
and  harbor  act  of  March  3, 1899,  and  provided,  with  subsequent  modi- 
9001— BNG  1909 40 
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fications  made  during  the  progress  of  the  work,  for  dredgii^  a  chan- 
nel through  the  lower  haroor  (below  dams  No.  1  on  the  Allegheny 
and  Monongahela  rivers)  where  needed  10  feet  deep  at  pool  and  500 
feet  wide  below  Smithfield  Street  Bridge,  Monongahela  River,  and 
of  less  width  above  this  bridge  and  in  the  Allegheny  River,  limited 
by  lines  from  ends  of  channel  spans  of  the  adjoming  bridges,  except 
at  the  Pan  Handle  railroad  bridge,  where  the  dredged  channel,  under 
modified  project,  was  to  have  a  width  of  570  feet,  including  two 
channel  spans;  for  raising  the  old  riprap  dam  across  Brunot  Island 
back  channel,  Ohio  River;  for  removing  abandoned  structures  and 
unauthorized  and  obstructive  fillings  projecting  from  the  banks 
beyond  the  harbor  lines;  for  marking  of  harbor  lines,  and  for 
inspecting  and  patroUing  the  harbor.  Appropriations  aggregating 
$110,662.90  were  made  and  expended  on  this  work. 

The  existing  project  provides  for  maintenance  of  the  harbor  at  an 
annual  estimated  cost  of  $10,000.  The  amount  expended  under  this 
project  to  June  30,  1909,  was  $39,894.74. 

The  greatest  recorded  flood  height  is  35.5  feet  at  Pittsburg.  Ordi- 
nary flood  heights  average  about  28  feet. 

The  principal  commercial  uses  of  the  harbor  are  the  mooring  of 
coal  fleets  awaiting  a  rise  in  the  Ohio  for  proceeding  to  destination 
on  that  river  or  on  the  lower  Mississippi,  the  mooring  of  timber  rafts 
and  boat  bottoms  coming  down  the  Allegheny  River  on  rises,  the 
delivery  of  coal  and  other  materials  to  mills,  tumaces,  steel  plants 
and  yards,  and  the  accommodation  of  the  several  packet  lines  plying 
on  the  three  rivers  and  whose  routes  terminate  at  the  harbor.  Be- 
sides coal,  considerable  quantities  of  steel  rails,  cotton  ties,  sheet 
iron,  wire,  nails,  etc.,  are  shipped  by  barges  to  the  lower  river 
markets. 

Commercial  statistics. 


Calendar  year. 


Products. 


Passen- 
gers. 


Calendar  year. 


Prodocta. 


gerfc 


igoo. 

1901. 
1902 
1903 
1904. 


TVffW.a 
8,141,451 
10,916,489 
12,252,406 
12,240,360 
9,873,448 


884,415 
817,800 
996,500 
702,260 
604,477 


1906, 
1906, 
1907. 
1906, 


12,260,020 
12,027,976 
14,305,816 
9,090,146 


608,716 
2n,4fi0 
683,280 

a67,oa 


•  2,000  pounds. 

The  improvement  of  this  harbor  is  so  closely  connected  with  the 
slack- water  system  of  the  rivers  emptjdng  into  it  that  it  might  well  be 
said  that,  as  far  as  effect  on  freight  rates  is  concerned,  this  project  is 
one  and  the  same  as  the  projects  for  the  iniprovements  of  said  rivers. 

It  is  proposed  to  apply  the  S  10,000  estimated  as  a  profitable  ex- 
penditure for  the  fiscal  year  1911  to  the  maintenance  of  the  hiEirbor 
m  accordance  with  the  approved  project. 

References  to  reports  of  estabUshement  of  harbor  lines  and  projects 
for  maintaining  this  harbor  are  given  in  Annual  Reports  of  the  Chief 
of  Engineers  for  1905,  page  474,  and  1906,  page  520. 
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July  1, 1908,  balance  unexpended $1,901.69 

Amount  received  from  sale  of  blueprint  map 5. 65 

Amount  allotted  from  appropriation  by  nver  and  harbor  act  approved 
March  3, 1909 4,000.00 

5,907.34 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 2, 749. 39 

July  1,  1909,  balance  unexpended 3,157.95 

July  1,  1909,  outstanding  liabilities 44.99 

July  1, 1909,  balance  available 3, 112. 96 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Submitted  in  comp>liance  with  requirements  of  sundrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  E  E  11.) 

IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  THE  WHEELING,  WEST 

VIRGINIA,  DISTRICT. 

This  district  was  in  the  charge  of  Capt.  F.  W.  Altstaetter,  Corps  of 
Engineers.  Division  engineer,  Col.  Wm.  T.  Rossell,  Corps  of  En- 
gineers. 

1.  Locks  and  dams  in  Ohio  River  between  the  Pennsylvania  staU 
line  and  Oindnnati. — ^A  general  description  of  the  Ohio  Kiver  is  con- 
tained in  the  Annual  Report  of  the  Chief  of  Engineers  for  1896,  page 
2062.  The  system  of  improvement  of  this  river  by  movable  aams 
was  approved,  by  Congress  in  the  act  of  March  3,  1875  (construction 
of  dam  at  Davis  Island — ^first  dam  below  Pittsburg).  The  act  of 
September  19,  1890,  provided  for  the  construction  of  a  dam  at  or 
near  Beaver,  ra.,  known  as  No.  6.  The  above  represent  practically 
the  original  projects  for  the  slack-water  system  of  the  Ohio.  The 
original  project  for  Dams  Nos.  8  to  18,  mclusive,  is  contained  m 
Annual  Keport  of  the  Chief  of  Engineers  for  1899,  page  2361^  and 
that  for  Dams  Nos.  19  and  26  in  Annual  Report  of  the  Chief  of 
Engineers  for  1902,  page  1867. 

Congress,  in  the  nver  and  harbor  act  of  March  3,  1905,  made  pro- 
vision for  9-foot  navigation  in  the  pools  formed  by  Dams  Nos.  2,  o, 
4,  5,  and  6,  and  for  an  examination  of  and  report  on  the  river  by  a 
board  of  engineers  with  regard  to  the  method  and  means  of  im- 
provement which  will  meet  the  demands  of  traffic,  present  and  pro- 
spective. This  report  is  contained  in  House  Document  No.  492,  Six- 
tieth Congress,  first  session. 

The  river  and  harbor  act  of  March  2,  1907,  made  provision  for  a 
navigable  depth  of  9  feet  at  Dams  Nos.  8,  11,  13,  18,  and  26,  and 
for  increased  cost  as  follows:  Dam  No.  8,  $1,211,845;  Dam  No.  11. 
$1,158,343;  Dam  No.  13,  $1,286,778;  Dam  No.  18,  $933,000;  and 
Dam  No.  26^  $1,200,000.  An  increased  depth  at  Dam  No.  19  has  not 
been  authonzed  and  the  estimate  of  cost  remains  at  $950,000. 

When  the  dams  are  completed  they  will  provide  a  navigable  depth 
of  9  feet  at  intervals  between  Pittsburg,  Pa.,  and  Gallipolis,  Ohio. 
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The  amount  expended  on  the  dams  mentioned  below  to  June  30, 
1909,  is  as  follows: 

Dam  No.  8 $743,527.42 

Dam  No.  11 710,108.66 

Dam  No.  13 1,064,234.70 

Dam  No.  18 769, 173. 55 

Dam  No.  19 54, 007. 20 

Dam  No.  26 111,899. 35 

Total 3,452,950. 78 

The  following  is  a  statement  of  the  condition  of  the  works: 

Da/ra  No,  8, — ^The  lock  and  guide  walls  are  completed.  Three 
himdred  and  fifty  linear  feet  of  the  navigable  pass  next  to  the  lock 
was  completed  and  work  on  the  second  section  of  the  pass  is  well 
underway.  A  contract  was  entered  into  for  completing  tne  dam,  but 
no  permanent  work  was  placed. 

Dam  No,  IL — ^With  the  exception  of  paving  the  esplanade  the 
work  provided  for  under  contract  for  building  lock  and  guide  walls 
was  completed.  The  navigable  pass  was  practically  completed 
except  the  removal  of  the  cofferdam.  A  contract  was  entered  into 
for  completing  the  dam  and  preparations  made  for  beginning  work. 

Dam  No,  IS. — ^The  lock  and  dam  were  completed,  lock  gat^es 

{)laced,  and  power  house  built.  Contracts  have  been  entered  into 
or  furnishing  and  installing  the  machinery  required  for  operating 
the  lock  and  dam. 

Dam  No,  18, — ^The  lock  and  dam  were  completed  and  the  lock 
gates  placed.  Owing  to  failure  of  the  contractor  the  dam  was  com- 
pleted by  hired  labor.  A  power  house  is  building  imder  contract. 
Contracts  have  been  entered  into  for  furnishing  and  installing  the 
machinery  required  for  operating  the  lock  and  dam. 

Dam  Jvo.  i9, — ^The  abutment  for  the  dam  was  completed  and  a 
contract  entered  into  for  constructing  500  feet  of  navigable  pass. 
Preparations  were  made  for  beginning  work  on  the  pass. 

Dam  No,  26, — ^Work  at  this  site  is Tbeing  carried  on  by  hired  labor. 
The  abutment  for  the  dam  was  completed  and  preparations  made 
for  constructing  lock  and  dam.  The  coflFerdam  for  tnis  work  is  well 
imderway. 

Conditions  for  construction  work  were  unusually  favorable  during 
the  first  half  of  the  fiscal  year,  although  there  were  times  when  the 
moving  of  floating  plant  was  interfered  with  due  to  extreme  low 
water. 

Continuing  contracts  have  been  authorized  for  carrying  on  the 
work  at  Dams  Nos.  8,  11,  13,  18,  and  26.  The  total  amoimt  of  the 
authorization  for  each  of  Dams  Nos.  8  and  11  has  been  made  avail- 
able. The  balance  of  the  authorization  remaining  to  be  appro- 
priated is  as  follows: 

Dame  Nob.  13  and  18 |175, 000 

Dam  No.  26 ,.     555,000 

The  canalization  of  this  section  of  the  river  is  not  far  enough 
advanced  to  benefit  navigation  and  therefore  has  had  no  eflFect  on 
freight  rates. 

For  commercial  statistics,  see  reports  for  improving  Ohio  River  and 
operating  and  care  of  Davis  Island  Dam. 
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To  cany  on  the  work  without  interruption,  funds  should  be  made 
available  as  follows: 

At  No.  11, — ^For  lock  keepers'  houses,  Poir6e  dams,  dredginc,  etc. 
These  items  can  not  be  provided  for  from  the  funds  now  availaole. 

At  No,  19. — ^For  continuing  work  on  dam  and  constructing  lock 
and  guide  walls. 

At  No.  26. — ^For  continuing  construction  of  lock  and  dam. 

DAM  NO.  8. 

July  1,  1908,  balance  unexpended 1356,832.54 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 364, 000. 00 

720,832.54 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      252,514.96 

July  1,  1909,  balance  imexpended 468, 317. 58 

July  1, 1909,  outstanding  liabilities 895. 58 

July  1, 1909,  balance  available 467,422.00 

July  1, 1909,  amount  covered  by  uncompleted  contracts 67, 381. 17 

Amount  (estimated)  required  for  completion  of  existing  project. «  65, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911.  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 065, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

DAM  NO.  11. 

July  1,  1908,  balance  unexpended $511, 356. 25 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 300, 000. 00 

811,356.25 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement  : 363,121.81 

July  1,  1909,  balance  unexpended 448, 234. 44 

July  1,  1909,  outstanding  liabilitieB 936. 62 

July  1, 1909,  balance  available 447, 297. 82 

July  1,  1909,  amount  covered  by  uncompleted  contracts 86, 956. 64 

Amount  (estimated)  required  for  completion  of  existing  project &  74,'000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  imex- 
pended July  1, 1909 6  74,000.00 

SuDmitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

a  Due  to  the  foct  that,  since  the  date  of  preparing  this  estimate  and  submitting  the 
same  to  the  Secretary  of  War,  &vorable  bids  nave  been  received  for  certain  parts  of 
this  dam,  more  work  can  be  imdertaken  with  the  funds  now  available,  and  it  is  be- 
lieved that  further  appropriation  for  Dam  No.  8  is  no  longer  necessary. 

6  Due  to  the  fact  that,  since  the  date  of  preparing  this  estimate  and  submitting  the 
same  to  the  Secretary  of  War,  &vorable  bids  nave  oeen  received  for  certain  parts  of 
this  dam,  more  work  can  be  imdertaken  with  the  funds  now  available,  and  it  is  be- 
lieved that  the  amount  of  this  estimate  for  further  appropriation  for  Dam  No.  11  may 
be  reduced  to  $48,000. 
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DAM  NO.  IS. 

July  1, 1908,  balance  unexpended 1814, 060.  M 

Amount  transferred  from  allotment  for  Dam  No.  18 6,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1900 160, 000. 00 

480,060.56 
June  30,  1009,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      331,468.64 

July  1, 1909,  balance  unexpended 148,59L92 

July  1,  1909,  outstanding  liabilities 1,987.26 

July  1,  1909,  balance  available 146,604.66 

July  1,  1909,  amoimt  covered  by  uncompleted  contracts 4,666.70 

Amount  (estimated)  required  for  completion  of  existing  project (a) 

DAM  NO.  18. 

July  1,  1908,  balance  unexpended $293,648.33 

Amount  transferred  to  allotment  for  Dam  No.  13 6,000.00 

287,648.33 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1900 60, 000. 00 

Amount  received  from  odes 1, 337. 93 

348,986.26 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement     229,821.88 

July  1,  1909,  balance  unexpended 119,164.38 

July  1,  1909,  outstanding  liabilities 2,998.42 

July  1, 1909,  balance  available 116, 165. 96 

July  1,  1909,  amount  covered  by  unccnnpleted  contracts 26.264. 95 

Amotmt  (estimated)  required  for  completion  of  existing  project (a) 

DAM  NO.  19. 

July  1, 1908,  balance  unexpended 1206, 128. 68 

Amoimt  received  from  sale 262. 90 


206,381.58 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement       35,135.88 

July  1,  1909,  balance  unexpended 171,245.70 

July  1,  1909,  outstanding  liabilities 764.08 

July  1, 1909,  balance  available 170,48L62 


July  1, 1909,  amount  covered  by  unccnnpleted  contracts 111,306.00 

Amount  (estimated)  required  for  completion  of  existing  project 725, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 400,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

a  The  balance  of  the  continuing-contract  authorization  for  Locks  and  Dams  Noa. 
13  and  18  is  1175,000;  but  it  is  now  expected  to  complete  these  works  with  the  funds 
available  without  further  appropriations. 
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DAM  NO.  26. 

Julyl,  1908,  balance  unexpended $326,025.93 

An£^unt  appropriated  by  sundry  civil  act  approved  March  4, 1909 300, 000. 00 

626,025.93 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       92,925.28 

Julyl,  1909,  balance  unexpended 533,100.65 

Julyl,  1909,  outstanding  liabilities 10,956.66 

July  1, 1909,  balance  available 522, 143. 99 

July  1, 1909,  amount  covered  by  imcompleted  contracts 53, 206. 43 

Amount  (estimated)  required  for  completion  of  existing  project 555, 000. 00 

(Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  work  of  improvement,  exclusive  of  the  oalance  unexpended 
Jul)r  1,1909 300,000.00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended 12,008,042.29 

Amount  received  from  sales 1,590.83 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 1, 184, 000. 00 

3,193,633.12 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      1,304,978.45 

Julyl,  1909,  balance  unexpended 1,888,654.67 

Julyl,  1909,  outstanding  liabilities 18,538.62 

July  1, 1909,  balance  available 1,870,116.05 

July  1, 1909,  amount  covered  by  uncompleted  contracts 349, 779. 89 

Amoimt  (estimated)  required  for  completion  of  existing  project 1, 594, 000. 00* 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 :     0839, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

(See  Appendix  FF  1.) 

£.  LiMe  KancmJia  Rvoer^  West  Virginia, — ^A  description  of  the 
original  condition  of  the  nver  and  its  availability  for  purposes  of 
commerce  are  given  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1875,  page  740. 

The  original  project  provided  for  removing  rocks,  snags,  and  over- 
hanging and  fallen  trees  above  Burning  Springs,  W.  Va.,  at  a  cost  of 
$7,300,  as  adopted  by  Congress  on  August  14,  187g.  The  act  of  Con- 
gress of  June  14,  1880,  made  provision  for  the  construction  of  a  lock 
and  dam  about  2  miles  above  Burning  Springs.  This  lock  was 
opnened  to  navigation  on  December  2,  1891,  and  has  since  been  main- 
tained under  the  indefinite  appropriation  for  operating  and  care  of 
canals  and  other  works  of  navigation.    Funds  are  appropriated  from 

a  Due  to  the  t&ct  that,  since  the  date  of  preparing  this  eetimate  and  submitting  the 
same  to  the  Secretary  of  War,  favorable  bids  have  been  received  for  certain  parts 
of  Dams  Nos.  8  and  11,  more  work  can  be  imdertaken  with  the  fimds  now  available, 
and  it  is  believed  that  this  estimate  of  $839,000  may  be  reduced  to  $748,000. 
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time  to  time  for  maintaining  the  present  channel  by  the  removal  of 
obstructions  which  have  re-iormed. 

Congress,  in  the  act  of  March  3,  1906,  provided  $75,000  for  the  pur- 
chase and  $88,000  for  the  repair  of  Locks  and  Dams  Nos.  1-4,  owned 
by  the  Little  Kanawha  Navigation  Company,  the  project  for  which 
is  contained  in  House  Document  No.  309,  Fifty-eignth  Confess, 
second  session,  as  given  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1904,  page  2607. 

Of  the  $81,000  made  available  by  act  of  March  2,  1907,  $79,500  is 
for  the  improvement  of  the  structures  purchased  from  the  Little 
Kanawha  Navigation  Company,  as  set  forth  in  detail  on  page  534  of 
the  Annual  Report  of  the  Cmef  of  Engineers  for  1906;  $1,000  for 
maintenance  of  improvement  above  Burning  Springs;  and  $500  for 
making  a  preliminary  survey  for  a  lock  and  dam  above  Lock  No.  5. 
The  survey  has  been  completed. 

An  allotment  of  $30,000  for  completing  the  repairs  to  Locks  Nos. 
1  and  3  was  made  from  the  amount  appropriated  by  the  river  and 
harbor  act  of  March  3.  1909. 

The  amount  expended  to  June  30,  1909,  is  $405,665.70,  of  which 
$2,554.23  was  appUed  to  maintenance,  $75,000  to  acquisition, 
$114,129.13  to  repair  of  Locks  and  Dams  Nos.  1-4,  and  $500  to  survey 
above  Lock  No.  6  ($186.10  was  received  from  sale  of  unserviceable 
property). 

A  small  force  was  employed  during  October,  1908,  in  removing 
obstructions  from  the  channel  between  Creston  and  Grantsville,  a 
distance  of  76  miles.  Work  done  under  War  Department  permits 
was  inspected. 

Repairs  to  Lock  and  Dam  No.  2  were  completed,  and  the  lock  at 
No.  3  repaired.  New  guide  cribs  were  built  at  Locks  Nos.  3  and  4j 
and  a  spur  dike  built  at  Lock  No.  1.  Obstructions  were  removed 
from  the  pools.  The  land  required  at  Locks  Nos.  1  and  4  was  pur- 
chased, and  steps  taken  to  procure  that  required  at  Locks  Nos.  2 
and  3. 

The  maximum  draft  which  can  be  carried  at  mean  low  water  over 
the  shoalest  place  in  that  section  of  the  river  under  maintenance 
of  improvement  is  6  inches.  During  high  water  steamboats  run  to 
Glenville,  102  miles  from  the  mouth.    The  head  of  gasoline-boat  and 

Eush-boat  navigation  is  Bumsville,  120  miles  from  the  mouth;  rafting, 
owever,  extends  some  miles  above. 

Slack-water  navigation  extends  from  the  mouth  of  the  river  to 
Creston.  W.  Va.,  a  distance  of  48  miles,  and  provides  a  depth  of  4 
feet.  Owi^  to  the  poor  condition  of  the  structures  piurchased  from 
the  Little  Kanawha  Navigation  Company,  this  deptn  has  not  been 
maintained  during  the  low-water  season,  as  the  repairs  provided  for 
have  not  been  completed. 

Between  Creston  and  Biumsville  the  high-water  mark  ranges  from 
28  feet  at  Creston  to  24  feet  at  Bumsville.  Dming  very  dry  seasons 
there  are  only  a  few  inches  of  water  on  the  shoals.  The  highest  stage 
reached  during  the  vear  was  25.45  feet  at  Lock  No.  5. 

A  statement  of  the  commerce  is  contained  in  the  report  for  operat- 
injg  and  care  of  locks  and  dams  on  Little  Kanawha  River,  West 
Virginia.     (See  p.  634  of  this  report.) 

Gasoline  boats  which  formerly  plied  above  Lock  No.  5  are  now 
running  to  Parkersbmrg.    Some  new  gasoline  boats  have  been  built. 
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Until  the  extensive  repairs  contemplated  at  Locks  and  Dams  Nos.  1 
and  3  are  completed,  river  navigation  will  not  have  a  decided  eflFect 
on  freight  rates  by  rail.  The  rat^  by  river  were  reduced  in  an  amount 
equal  to  the  toUs  charged  by  the  navigation  company  since  the  Gov- 
ernment assumed  control  of  Locks  Nos.  1-4. 

It  is  estimated  that  $500  can  be  profitably  expended  during  the 
fiscal  year  ending  June  30,  1911,  for  maintaining  the  channel  above 
Burning  Springs,  W.  Va.,  by  removing  obstructions  which  re-form 
from  time  to  time. 

Reports  on  an  examination  of  the  river  between  Lock  No.  5  and 
Bimisville  and  on  the  locks  and  dams  '*not  owned  by  the  Govern- 
ment'' are  contained  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1904,  pages  2597  to  2617. 

Report  on  survey  for  a  lock  and  dam  above  the  location  of  existing 
Lock  No.  5,  required  by  the  river  and  harbor  act  of  March  2,  1907, 
is  printed  in  House  Document  No.  917,  Sixtieth  Congress,  first  session. 

The  river  and  harbor  act  of  March  3,  1909,  provides  for  an  exami- 
nation of  the  '* Little  Kanawha  River  with  a  view  to  the  modification 
of  the  existing  system  of  locks  and  dams  and  its  further  improve- 
ment,'' and  report  thereon  will  be  submitted  to  Congress  at  its  next 
session. 

ABOVE  LOCK  NO.  5. 

July  1, 1908,  balaBce  unexpended 11,208.66 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 641. 13 

July  1, 1909,  balance  unexpended 667. 58 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 600.00 

SuDmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

PUB0HA8S  AND  REPAIR  OF  LOCKS  NOS.   1-4. 

July  1,  1908,  balance  unexpended $7,951.10 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 30,000.00 


37,951.10 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       7,878.87 

July  1,  1909,  balance  unexpended 30,072.23 

July  1,  1909,  outstanding  liabilities 727.43 

July  1, 1909,  balance  available 29, 344. 80 

July  1, 1909,  amount  covered  by  uncompleted  contracts 4, 643. 02 

BETTERMENTS,   LOCKS  NOS.   1-4. 

July  1, 1908,  balance  unexpended 165,738.28 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      12,439.64 


July  1, 1909,  balance  unexpended 53,298.64 

July  1, 1909,  outstanding  liabilities 160.00 

July  1, 1909,  balance  available 63,138.64 
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July  1,  1908,  balance  unexpended $74,898.04 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 30,000.00 

104,898.04 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  w<Mrk8  of  improvement $20, 318. 51 

For  maintenance  of  improvement 641. 13 

20,959.64 

July  1, 1909,  balance  unexpended 83,938.40 

July  1, 1909,  outetanding  liabiUties 887.43 

Julyl,  1909,  balance  available 83,050.97 

July  1,  1909,  amount  covered  by  uncompleted  contracts 4, 643. 02 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  bahmce  imex- 
nended  July  1,  1909 600.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897,  and  ol  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  F  F  2.) 

5.  Operuting  and  care  of  locks  and  dams  on  LUUe  Kanawha  River, 
West  Virginia. — The  lock  and  dam  known  as  "No.  5"  was  built 

under  the  appropriation  for  improving  the  Little  Kanawha  River, 
West  Virginia,  oeing  a  part  of  the  original  project  as  given  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1875,  page  740. 

Locks  and  Dams  Nos.  1-4  were  purchased  from  tne  Little  Kanawha 
Navigation  Company  and  transferred  to  the  Government  on  Novem- 
ber 1,  1906. 

The  five  locks  and  dams  provide  slack-water  navigation  for  a 
distance  of  48  miles  from  the  mouth. 

The  total  amount  expended  in  operating  and  care  of  these  works 
to  Jime  30,  1909,  is  $72,636.39,  of  which  $10,338.43  was  expended 
during  the  past  fiscal  year. 

A  table  of  the  important  features,  givii^  location,  year  when  fin- 
ished, etc.,  of  the  locks  and  dams,  is  contained  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1903,  page  1720. 

Navigation  was  suspended  through  Lock  No.  3  seventy-five  days 
on  account  of  repairs,  and  sixty  days  on  account  of  low  water.  At 
Lock  No.  5  navigation  was  suspended  ninety-seven  days,  seventy- 
four  days  of  which  were  due  to  low  water. 

The  repairs  to  Locks  Nos.  1  and  3  are  provided  for  under  improv- 
ing Little  Kanawha  River,  West  Virginia.  Those  to  Lock  and  JDam 
No.  2  were  completed,  and  its  operation  and  care  is  therefore  a  charge 
under  the  indemiite  appropriation.  Repairs  were  made  to  the  lower 
step  of  Dam  No.  4  and  to  gate  valves  and  dam  of  Lock  No.  5. 

With  the  exception  of  the  dam  and  guide  cribs  at  Lock  No.  5, 
Locks  and  Dams  Nos.  2,  4,  and  5  are  in  good  condition.  The  dam 
and  guide  cribs  at  No.  5  require  rebuilding.  However,  it  is  not 
thougnt  that  this  work  will  be  necessary  during  the  coming  fiscal 
year. 

During  the  calendar  year  1908  the  commerce  that  passed  Lock 
No.  5  amounted  to  49,707  tons,  of  which  42,172  tons  consisted  of 
timb^  products  (saw  logs,  ties,  etc.)  and  76  tons  of  coal. 

(See  Appendix  F  F  3.) 
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4.  Komawha  River,  West  Virginia. — ^A  description  of  the  condition 
of  the  river,  the  projects,  and  the  general  work  accomplished  (the 
locks  and  dams  being^  in  operation)  are  contained  in  the  Annual 
Renort  of  the  Chief  of  Engineers  for  1900,  pace  490. 

The  amoimt  emended  imder  the  origmaf  project  is  $50,000;  that 
expended  under  the  present  project  to  June  30, 1909,  is  $4,181,501.89 
($2,949.15  was  received  from  sales,  etc.). 

Plans  are  nearly  completed  for  guide  walls  for  upper  approaches 
to  Locks  Nos.  4  to  11,  and  considerable  progress  made  on  plans  for 
snag  boat  and  quarter  boat  for  use  on  this  river.  Work  imder  this 
appropriation  was  suspended,  however,  due  to  the  provisions  con- 
tamed  in  section  10  of  the  sundry  civil  act  approved  march  4,  1909, 
and  no  other  work  was  imdertaken  during  the  year,  although  under 
authority  of  joint  resolution  approved  «mne  25,  1909,  the  balance 
of  this  appropriation  was  again  made  available. 

For  reasons  stated  in  the  appendix  the  district  officer  reconmiends 
the  reconstruction  of  the  ice  pier  at  the  mouth  of  the  river  at  an 
estimated  cost  of  $24,000. 

The  maximimi  draft  that  can  be  carried  at  the  shoalest  part  of 
the  slack-water  system  at  mean  low  water  is  6  feet.  The  nighest 
stage  reached  during  the  year  was  16  feet  at  Charleston;  the  lowest 
0.3  foot  at  the  falls.  Ijoup  Creek  shoal,  about  90  miles  from  the 
mouth  of  the  river,  is  the  head  of  navigation  for  steamboats  and 
other  craft. 

For  commercial  statistics,  see  report  for  operating  and  care  of 
locks  and  dams  on  Kanawha  River,  West  Virgima  (below). 

The  improvement  of  this  river  having  been  gradual,  it  is  difficult 
to  give  the  exact  effect  the  improvement  has  had  upon  freight  rates. 
There  is  no  doubt,  however,  that  freight  rates,  where  transporta- 
tion by  water  is  available,  are  fegulated  therebv.  A  reduction  in 
the  passenger  rate  by  railroads  has  materially  decreased  the  num- 
ber of  passengers  traveUng  on  the  Kanawha  River  packets. 

A  report  of  the  examination  of  the  unimproved  section  of  the  river, 
about  4^  miles  between  Lock  No.  2  and  Kanawha  Falls,  is  contained 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1904,  page  2587. 

July  1, 1908,  balance  unexpended $46,583.98 

Amount  received  from  sale 68.40 

46,642.38 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       3,331.98 

July  1,  1909,  balance  unexpended 43,310.40 

(See  Appendix  F  F  4.) 

6.  Operating  and  care  of  locks  and  dams  on  Kanawha  River .  West 
Virgima, — ^Under  the  projects  for  improving  the  Kanawha  River, 
ten  locks  and  dams  were  built,  two  meed  dains  and  eight  movable 
(Chanoine  tvpe),  extending  slack-water  navigation  for  a  distance 
of  90  miles  from  the  Ohio  Kiver.  The  maintenance  of  these  works 
is  provided  for  by  the  indefinite  appropriation  for  operating  and 
care  of  canals  and  other  works  of  navigation. 

The  location  of  each  lock  and  dam  and  the  ^rear  in  which  com- 
pleted are  given  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1899,  page  428. 
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A  table  of  important  features,  giving  available  lengths  and  widths 
of  locks,  lengths  of  passes,  etc.,  is  contained  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1903,  page  1724. 

The  total  amount  expended  in  operating  and  care  of  these  works 
to  June  30,  1909,  is  $975,698.94,  of  which  $100,916.32  was  expended 
during  the  past  year. 

Navigation  was  practically  continuous  throughout  the  year, 
exc^t  at  Lock  No.  3,  where  it  was  suspended  eight  hoiirs  by  high 
water,  and  at  Locks  Nos.  4  and  5,  where  it  was  suspended  thirteen 
and  fifteen  days,  respectively,  on  accoimt  of  repairs. 

The  repairs  made  during  the  fiscal  year  1909  to  keep  the  struc- 
tiures  in  good  condition  were  more  extensive  than  for  any  previous 
year.  This  is  due  to  the  number  of  years  the  locks  and  dams  have 
been  in  service,  part  of  the  system  having  been  completed  in  1880. 

The  conunerce  for  the  calendar  year  1908  amoimted  to  1,035,401 
tons,  with  a  valuation  of  $4,243,619.  Of  the  foregoing  there  were 
965,000  tons  of  coal  and  38,274  tons  of  timber  producte,  valued  at 
$820,250  and  $165,260,  respectively. 

(See  Appendix  F  F  5.) 

IMPROVEMENT  OP  RIVERS  AND  HARBORS  IN  THE  SECOND  CINCIN- 
NATI, OHIO,  DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  J.  G.  Warren,  Corps 
of  Engineers,  havingunder  his  mmiediate  orders  to  August  28,  1908, 
First  Lieut.  Arthur  Williams,  Corps  of  Engineers.  Division  engineer, 
Col.  Wm.  T.  Rossell,  Corps  of  Engineers. 

1,  Muskingum  River,  Ohio, — ^The  original  condition  of  the  water- 
way and  its  availability  for  purposes  of  commerce  are  given  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1900,  Part  1,  page  488. 
For  more  extended  information  reference  is  also  made  to  the  Annual 
Report  of  the  Chief  of  Engineers  for  1904,  Part  1,  page  477. 

The  original  project,  adopted  August  11.  1888.  provided  for  the 
construction  of  a  lock  at  Dam  No.  9,  Taylorsville,  Ohio,  and  the 
reconstruction  of  Lock  No.  10,  Zanesville,  Ohio.  The  repair  and 
extension  of  the  levee  above  Dam  No.  10,  Zanesville,  Onio,  was 
added  by  the  act  of  July  1,  1898.  Raising  the  crest  of  Dam  No.  9 
and  building  four  lock  houses  was  added  by  the  act  of  June  13, 1902. 

With  the  exception  of  the  reconstruction  of  a  lock  at  Zanesville — 
which  was  indennitelv  postponed  and  the  money  originally  appro- 
priated for  it  diverted  to  other  purposes — all  of  this  work  has  been 
completed.  The  amount  expended  prior  to  operations  under  exist- 
ing project  is  $137,339.45. 

Tne  existing  project,  adopted  March  3,  1905,  provides  for  the  rais- 
ing of  the  crest  of  Dam  No.  3;  buildinga  lock  master's  dwelling  at 
Lock  No.  10,  and  rebuilding  Lock  and  Dam  No.  11.  The  first  two 
items  have  been  completed,  and  Lock  and  Dam  No.  11  was  partially 
constructed  under  contract. 

The  amount  expended  under  existing  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  is  $114,915.65. 

The  miter-sill  depth  at  pool  level  is  the  controlling  mean  low-water 
depth  of  the  system;  this  is  6  feet  at  Locks  Nos.  1  to  10  and  7J  feet 
and  9  feet,  respectively,  for  the  lower  and  upper  sills  at  Lock  No.  11. 
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The  present  head  of  slack-water  navigation  is  84  miles  above  the 
mouth  of  the  river.  The  pool  to  be  formed  by  the  construction  of 
Dam  No.  11  will  extend  the  navigable  head  about  7  miles.  At  ordi- 
nary high  stages  the  stream  is  navigable  for  light  draft  boats  to  its 
head;  at  Coshocton,  Ohio,  107  miles  above  its  mouth  at  Marietta, 
Ohio. 

The  usual  variation  in  the  level  of  water  surface  is  38  feet  at  Lock 
No.  1  and  24  feet  at  Lock  No.  10. 

The  commercial  statistics  are  reported  under  the  head  of  operating 
and  care  of  locks  and  dams  on  Muskingum  River  (see  below). 

It  is  believed  that  this  improvement  has  had  no  material  effect  on 
freight  rates. 

July  1,  1908,  balance  tinexpended |136, 128. 64 

Received  from  sales 64.46 

136, 182. 99 
June  SO,  1909,  amount  expended  during  fiscal  year  for  works  of  improve- 
ment        83,52L41 

July  1,  1909,  balance  unexpended 52, 661. 58 

July  1,  1909,  outstanding  liabilities 161. 96 

July  1,  1909,  balance  available 52, 499. 62 

July  1,  1909,  amount  covered  by  uncompleted  contracts 38, 131. 00 

(See  Appendix  G  G  1.) 

£.  Operating  and  care  of  locks  and  dams  on  Muskingum  River , 
Ohio, — ^The  original  condition  and  scope  of  this  improvement  is  de- 
scribed in  the  Annual  Report  of  the  Chief  of  Engineers  for  1901, 
Part  1,  pages  485  and  486.  For  more  extended  information  refer- 
ence is  also  made  to  the  Annual  Report  of  the  Chief  of  Engineers  for 
1904,  Part  1,  page  478. 

Under  allotments  from  the  indefinite  appropriation  for  operating 
and  care  of  canals  and  other  works  of  navigation  there*  had  been 
expended  up  to  June  30,  1909,  a  total  sum  of  $1,818,650.29,  and  an 
additional  sum  of  $17,190.44  in  building  a  protection  wall  at  Zanes- 
ville  and  altering  certain  bridges  at  Taylorsville  and  Marietta,  Ohio. 
The  amount  expended  during  the  year  ending  June  30,  1909,  was 
$52,858.39. 

The  principal  work  has  been  dredging  bars  and  channels;  making 
repairs  to  locks  and  dams  and  their  appurtenances,  lock  houses  and 
grounds,  and  floating  plant;  rebuilt,  m  timber,  above  pool  level, 
both  leaves  of  the  upper  gates  at  Lock  No.  1 ;  replaced  the  wooden 
guide  crib  below  the  land  wall  of  lock,  30.5  feet  in  length,  with  a 
reenforced  concrete  retaining  wall;  replaced  guard  crib  below  the 
river  wall,  25  feet  in  length,  with  concrete  wall,  and  repaired  lower 
apron  and  crest  of  dam  at  Lock  No.  2;  replaced  guide  piling  below 
tne  land  wall  of  lock;  reconstructed,  with  reenforced  concrete,  timber 
guard  crib  below  the  river  wall  of  lock;  reconstructed,  in  concrete, 
the  wooden  storehouse  and  waiting  room  at  Lock  No.  3;  resheeted 
the  lower  apron  of  dam  over  23  feet  of  its  length;  repaired  and  com- 
pleted the  plumbing  in  lock  master's  dwellinjg,  and  replaced  flood- 
damaged  woodwork  of  the  exterior  and  interior  of  dwelling  at  Lock 
No.  4;  replaced  timber  guide  crib  61  feet  in  length,  below  the  land 
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wall  of  lock,  with  a  reenforced  concrete  retaining  wall;  resheeted  61 
feet  of  the  crest,  5  feet  of  the  slope,  and  20  feet  of  the  lower  apron 
of  dam  at  Lock  No.  5;  repaired  discharge  valve  in  land  wall  of  lock; 
restored  elevation  of  dam  bv  raising  crest  from  2  to  14  inches  over 
100  feet  of  its  length  at  Lock  No.  6;  reconstructed,  in  concrete,  con- 
duit, and  completed  about  85  per  cent  of  the  repairs  to  the  left  ba^ 
of  the  canal  at  Lock  No.  7;  repaired  discharge  valve  in  river  wall  of 
lock;  restored,  with  rubblestone,  the  embankment  at  lower  end  of 
terreplein  of  lock  at  Lock  No.  8;  repaired  and  restored  canal  em- 
banlanent  at  Lock  No.  9;  extended,  with  reenforced  concrete,  the 
revetment  of  canal  bank  above  the  land  wall  of  lock  about  100  feet; 
reconstructed,  with  reenforced  concrete,  the  revetment  of  the  ri^ht 
bank  of  canal  at  Lock  No.  10;  the  tentative  harbor  lines  established 
at  Zanesville,  Ohio,  were  approved  by  the  Secretary  of  War  under 
date  of  June  25,  1909. 

The  total  conmierce  for  the  calendar  year  1908  was  approximately 
54,000  tons,  valued  at  $1,900,000,  and  44,000  passengers. 

(See  Appendix  G  G  2.) 

S.  Big  Sandy  River  and  Levisa  and  Tug  ForkSf  West  Virginia  and 
Kentucky. — For  more  extended  information  concerning  the  early 
history  of  this  improvement,  reference  is  made  to  the  following 
Annual  Reports  of  the  Chief  of  Engineers:  For  the  year  1875,  pages 
756-»769;  for  the  year  1904,  Part  1,  page  479,  and  for  the  year  1905, 
Part  1,  pages  488-489. 

Li  their  original  condition  this  river  and  its  forks  were  much 
obstructed  hj  rocks,  bars,  snags,  and  leiming  trees.  During  the 
low-water  period  of  each  year  navigation  was  practically  suspended. 

The  origmal  project  was  adopted  July  18,  1878,  and  provided  for 
the  removal  or  rocks,  snags,  and  overhan^ng  trees  from  the  Bie 
Sandy  River  and  its  forks.  The  construction  of  a  lock  and  fixed 
dam  below  the  junction  of  the  two  forks  and  near  Louisa,  Ky.,  was 
added  by  fhe  act  of  June  14,  1880,  and  in  1891  was  modified  to  admit 
of  the  construction  of  a  movable  instead  of  a  fixed  dam. 

The  work  of  clearing  the  forks  of  obstructions  is  carried  on  from 
year  to  year  as  funds  are  made  available. 

The  amount  expended  on  original  and  modified  projects  prior  to 
operations  under  existing  project,  exclusive  of  mamtenance  on 
Levisa  and  Tug  Forks,  was  $380,590.66. 

The  existing  project,  adopted  March  3,  1899,  contemplates  carry- 
ing slack  water  from  the  Ohio  River  to  Pike\alle,  on  Levisa  Fork, 
and  to  the  mouth  of  Pond  Creek,  on  Tug  Fork,  by  the  construction 
of  21  locks  and  dams,  at  an  estimated  cost  of  $4,725,000.  Of  these 
locks  and  dams  10  are  proposed  for  the  Levisa  Fork.  8  for  Tug  Fork, 
and  3  for  the  main  river.  The  survey  made  for  this  improvement 
developed  the  fact  that  only  2  locks  and  dams  would  be  required 
for  the  main  river. 

The  raising  of  the  crest  of  Dam  No.  3,  at  Louisa,  Ky.,  was  added 
by  the  act  of  June  13,  1902,  at  an  estimated  cost  of  $35^000. 

The  improvement  at  the  mouth  of  the  Big  Sandy  River  by  the 
construction  of  regulating  works  was  added  by  the  act  of  March  3, 
1905,  at  a  cost  of  $40,000. 

The  construction  of  a  steel  service  bridge  at  Lock  No.  1,  Big  Sandy 
River,  was  added  by  the  act  of  March  2,  1907,  at  a  cost  of  $7,000. 
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The  amount  expended  on  the  work  of  the  existing  project  up  to 
the  close  of  the  fiscal  year  ending  June  30,  1909,  was  as  follows: 

Big  Sandy  River,  general  improvement,  including  maintenance |955, 502. 44 

Levisa  Fork,  maintenance 32, 192. 41 

Tug  Fork,  maintenance 31,284.06 

And  at  that  date  all  work  of  this  project  applicable  to  the  main 
river,  Catlettsbui^  to  Louisa,  was  completed,  with  the  exception  of 
the  steel  service  bridge  at  Lock  No.  1,  which  has  been  deferred  for 
reasons  set  forth  on  page  606  of  the  Annual  Report  of  the  Chief  of 
Ei^ineers  for  1908. 

Lock  No.  1,  Tuff,  and  Lock  No.  1,  Levisa,  fork,  have  been  com- 
pleted, and  Dam  No.  1,  Tug  Fork,  under  contract  dated  July  22, 

1908,  and  Dam  No.  1,  Levisa  Fork,  dated  July  29, 1908,  were  partially 
completed. 

With  the  exception  of  the  service  bridge  at  Lock  No.  1,  which  is 
provided  for  by  a  specific  appropriation,  tne  work  is  being  carried  on 
under  the  contmuing-contract  system,  and  the  balance  of  the  authori- 
zation remaining  to  be  appropriated  is  $25,000.  This  amount,  in 
addition  to  the  unexpendea  balance  on  June  30,  1909,  can  be  profit- 
ably expended  in  the  fiscal  year  ending  June  30,  1911,  in  the  exten- 
sion of  oenefits  by  the  construction,  and  partial  completion  of  the 
accessories,  of  Dam  No.  1,  Tug  Fork,  and  Dam  No.  1,  Levisa  Fork. 

In  connection  with  the  work  under  contract  for  constructing  Dam 
No.  1,  Tug  Fork,  and  that  covered  by  contract  for  constructing 
Dam  No.  1,  Levisa  Fork,  unforeseen  conditions  have  presented  them- 
selves which  will  materially  increase  the  cost  of  completing  these 
works.  Quicksand  has  been  encountered,  which  will  greatly  increase 
the  amount  of  excavation  and  deposit  and,  in  addition  to  the  authori- 
zation of  $25,000  contained  in  the  river  and  harbor  act  of  March  3, 

1909,  an  additional  appropriation  of  $25,000  is  recommended,  that 
amount  being  considered  necessary  to  complete  the  work  as  originally 
contemplated  and  to  provide  a  maneuvering  boat  at  each  lock, 
estimated  to  cost  $5,000  each. 

An  additional  appropriation  of  $3,000  is  recommended  for  the 
construction  of  a  steel  service  bridge  at  Lock  No.  1,  Big  Sandy  River, 
the  appropriation  of  $7,000  contained  in  river  and  harbor  act  of 
March  2,  1907,  being  deemed  insufficient  for  reasons  explained  on 
page  606,  AnnuaJ  Report  of  the  Chief  of  Engineers  for  1908. 

For  reasons  stated  in  the  appendix  to  tnis  report,  the  district 
officer  considers  a  small  dredging  plant  necessary  for  the  operation 
and  maintenance  of  this  improvement,  and  estimates  the  cost  of 
same  at  $20,000.  It  is  recommended  that  funds  be  appropriated 
for  the  construction  of  this  plant. 

Three  locks  and  dams  on  the  Big  Sandy  River  have  been  com- 
pleted and  opened  to  navigation.  They  provide  a  minimum  depth 
of  6  feet  on  their  lower  miter  sills,  except  at  Lock  No.  1,  Catletts- 
burg,  Ky.,  where  the  depth  on  the  lower  miter  sill  depends  upon 
the  stage  in  the  Ohio  River,  and  is  uncertain  and  will  remain  so 
until  a  dam  is  placed  in  the  Ohio  River  immediately  below  Catletts- 

Tke  minimum  draft  that  can  be  carried  over  the  shoalest  portions 
of  the  forks  at  mean  low  water  is  uncertain  and  changeable,  and 
can  not  be  definitely  stated  owing  to  the  constant  movement  of  the 
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bottom  and  the  fact  that  the  obstructions  naturally  renew  them- 
selves. 

It  is  deemed  advisable  that  provision  should  be  made  for  the 
neoessarjr  surveys  to  locate  sites  and  for  acquisition  of  land  required 
for  additional  locks  and  dams,  to  be  constructed  under  the  adopted 
project,  in  order  to  avoid  delays  incident  to  such  work  after  appro- 
priations for  actual  construction  have  been  made. 

Conmiercial  statistics  are  reported  under  the  head  of  operating 
and  care  of  locks  and  dams  on  jBig  Sandy  River,  West  Virgmia  wa 
Kentucky  (see  below). 

The  Big  Sandy  River  is  navigable  by  steamer  from  Catlettsburg, 
the  moutn  of  the  river,  up  to  Louisa,  Ky.,  a  distance  of  27  miles, 
and  from  there  to  Chapman,  Ky.,  on  Levisa  Fork,  a  distance  of  9 
miles,  and  to  Saltpetre,  W.  Va.,  on  Tug  Fork,  a  distance  of  4  miles. 
For  pole  boats,  rafts,  etc.,  tjie  head  of  present  navigation  is  taken  at 
Pona  Creek  on  Tug  Fork  and  at  PikeviUe  on  Levisa  Fork. 

It  is  believed  that  the  work  thus  far  accomplished  on  this  improve- 
ment has  had  no  material  effect  on  freight  rates. 

Reference  to  report  on  examination  made  in  compliance  with  act 
of  March  2,  1907,  will  be  found  on  page  612,  Annual  Report  of  the 
Chief  of  Engineers  for  1908. 

July  1,  1908,  balance  unexpended |271, 683. 26 

Received  from  sales 25. 50 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 50,000.00 

321,008.76 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $172, 096. 64 

For  maintenance  of  improvement 245. 27 

172,341.91 

July  1,  1909,  balance  unexpended 149, 266. 85 

July  1, 1909,  outstanding  liabilities 1,427.75 

July  1, 1909,  balance  available 147, 839. 10 

July  1,  1909,  amount  covered  by  uncompleted  contracts 119, 473. 66 

Amount  (estimated)  required  for  completion  of  existing  project 3, 705, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  imex- 
pendedJulyl,  1909 «28,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

(See  Appendix  G  G  3.) 

4.  Operating  arid  care  of  locks  and  dams  on  (ke  Big  Sandy  River , 
West  Virginia  and  Kentucky. — For  more  extended  information  ref- 
erence is  made  to  the  following  Annual  Reports  of  the  Chief  of  Engi- 
neers: For  the  year  1904,  Part  1,  page  481,  and  for  the  year  1906, 
Part  1,  pace  490. 

Under  the  allotments  from  the  indefinite  appropriation  for  opera- 
ting and  care  of  canals  and  other  works  of  navigation  there  has  oeen 

a  Of  this  amount,  $25,000  is  for  continuing  contract  work  authorized  by  the  river 
and  harbor  act  of  March  3,  1909,  and  $3,000  for  completing  steel  service  bridge  at 
Lock  No.  1,  Big  Sandy  River. 
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expended  up  to  June  30,  1909,  a  total  sum  of  $123,889.94.    The 
amount   expended   during   the   year  ending  June   30,    1909,   was 
$42,152.51. 
The  principal  work  has  been  clearing  the  channels  and  lock  ap- 

f)roaches  of  snags  and  other  obstructions;  making  repairs  to  locks, 
ock  gates,  operating  machinery,  dams,  lock  houses,  and  floating 
Elant;  installed  butterfly  valves  in  upper  lock  gates;  sodded  slope 
ack  of  land  wall  of  lock  at  Lock  No.  1;  constructed  one  new  lock 
house  at  Lock  No.  2;  completed  the  following  works,  which  were 
undertaken  last  year:  Constructed  bank  protection  below  abutment; 
constructed  new  steel  lock  gates  and  new  storehouse  at  Lock  No.  3. 
The  following  new  plant  was  purchased:  One  gasoline  launch;  1 
pump  for  use  in  cleaning  deposits  from  lock  walls,  etc.;  1  push  boat; 
and  machinery  for  equipping  new  machine  shop  at  Lock  No.  3. 

The  total  commerce  for  tne  year  1908  was  approximately  111,168 
tons,  valued  at  $762,714.88,  and  447  passengers. 
(See  Appendix  G  G  4.) 

6.  Kentucky  River,  Kentucky. — For  more  extended  information, 
reference  is  made  to  the  Annual  Report  of  the  Chief  of  Engineers  for 
the  year  1906,  Part  1,  pages  541  and  542.  At  the  time  tne  United 
States  assumed  control  of  the  Kentucky  River  the  improvement  that 
had  been  made  by  the  State  of  Kentucky,  which  included  five  locks 
and  fixed  dams,  was  found  to  be  in  a  dilapidated  and  almost  worth- 
less condition.  Portions  of  Dams  Nos.  1  and  2  on  the  lower  part  of 
the  stream  were  gone  entirely,  so  that  navigation  was  suspended. 

The  original  and  existing  project  was  adopted  in  1879  (Annual 
Report  of  the  Chief  of  Engineers  for  1879,  pp.  1398-1422)  and  pro- 
vidjes  for  repairing  and  rebuilding  the  five  old  locks  and  dams,  remov- 
ing snags,  logs,  and  other  obstructions,  and  extending  6-foot  slack- 
water  navigation  from  the  mouth  of  the  river  to  the  Three  Forks,  a 
distance  of  about  261  miles. 

The  amoimt  expended  to  Jime  30,  1909,  was  $3,094,100.81. 

The  result  of  tnis  expenditure  was  the  repair  and  the  rebuilding 
of  five  old  locks  and  dams  constructed  by  the  State;  the  construction 
of  Locks  and  Dams  Nos.  6,  7,  8,  9,  10,  and  11;  the  purchase  of  sites 
for  these  and  for  Locks  and  Dams  Nos.  12, 13,  and  14,  and  the  partial 
construction  of  Locks  and  Dams  Nos.  12  and  13;  construction  of  dam 
at  Beattyville,  Ky.,  and  survey  to  determine  the  amount  of  damage 
by  flowage  to  private  property  by  reason  of  the  construction  of  these 
works. 

This  work  is  being  carried  on  under  the  continuing-contract  system 
and  the  total  amount  authorized  for  this  improvement  has  been 
appropriated. 

The  present  imexpended  balance  will  become  exhausted  with  the 
completion  of  Lock  No.  13,  with  the  exception  of  a  possible  balance 
of  $50,000;  in  addition  thereto  an  appropriation  of  $165,000  will  be 
necessary  for  the  construction  of  the  dam  and  abutment. 

The  estimated  cost  of  Lock  and  Dam  No.  14  is  $415,650,  not  pro- 
vided for  in  any  existing  legislation. 

The  construction  of  Locks  and  Dams  Nos.  9  and  10  has  caused 
damages  to  the  highways  of  Madison  County  by  backwater  in  Tates 
Creek  and  Otter  OJreek.     Tates  Creek  enters  the  Kentucky  River 
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about  one-half  mile  above  Lock  9.  There  is  a  counter  road  crossing 
this  creek  a  few  hundred  feet  above  the  mouth,  which  is  the  principd 
outlet  for  a  large  number  of  residents  dwelling  on  the  left-hand  side 
going  up  this  creek.  Since  the  construction  of  Dam  No.  9  this  cross- 
mg  has  been  rendered  useless.  In  order  to  restore  the  crossing,  a 
bndge  will  have  to  be  constructed.  From  estimates  already  ob- 
tained it  is  thought  that  a  suitable  bridge  can  be  built  for  approxi- 
mately $3,500,  and  an  appropriation  of  this  amount  is  therefore  rec- 
ommended. Otter  Creek  is  situated  one-half  mile  below  Ford,  Kv., 
and  one-half  mile  above  Dam  No.  10.  Since  the  construction  of  this 
dam  the  county  road  running  along  this  creek  has  been  rendered  im- 
passable. This  road  meets  the  Kichmond  and  Boonesboro  (Ky.) 
turnpike  and  is  the  principal  outlet  for  a  large  number  of  families 
scattered  along  this  creek.  For  the  purpose  or  restoring  this  road  to 
public  traffic  an  appropriation  of  $2,500  is  recommended.  This  work 
constitutes  an  item  of  contingent  expense  that  was  not  foreseen  when 
the  estimate  of  cost  of  constructing  these  locks  and  dams  was  pre- 
pared, and  an  appropriation  of  $6,000  to  cover  the  cost  of  the  addi- 
tional work  indicated  is  a  proper  charge  to  this  improvement  and 
should  be  provided  in  addition  to  sums  heretofore  authorized. 

The  greatest  draft  which  can  be  carried  at  mean  low  water  from 
Lock  No.  1  to  a  point  2  miles  above  Irvine,  Ky.  (a  distance  of  220 
miles),  which  is  at  present  the  head  of  slack- water  navigation,  is 
5.5  feet.    Above  this  point  no  boats  can  run  at  a  low  stage. 

Ordinary  low-water  depth  through  Lock  No.  1  and  to  the  Ohio 
River,  4  miles  below,  is  6  feet  or  more,  but  at  extreme  low  water 
only  about  2J  feet  can  be  carried  over  the  lower  sill  of  Lock  No.  1. 
The  usual  variations  of  level  of  water  surface  are  from  23  to  40  feet 
and  occasionally  much  more. 

The  old  locks,  Nos.  1  to  5,  inclusive,  built  by  the  State,  have  145 
feet  available  length  and  38  feet  width.  The  new  locks,  from  No.  6 
up,  have  available  lengths  of  from  146  to  148  feet  and  are  52  feet  in 
width. 

The  principal  commerce  of  the  river  is  timber,  much  of  it  loose  logs, 
and  the  improvement  is  rather  detrimental  to  this  than  otherwise. 
TTie  logs  are  damaged  in  passing  the  dams,  and  in  their  turn  cause 
much  damage  to  the  works — are  a  prolific  source  of  snags  and  of 
discouragement  to  any  steamboat  traffic  that  might  develop. 

Commercial  statistics  in  detail  are  given  in  the  report  for  operating 
and  care  of  locks  and  dams  on  Kentucky  River  (see  Appendix  G  G  6). 

The  unexpended  balance  and  appropriation  recommended  will  be 
applied  to  construction  of  Locks  and  Dams  Nos.  12  and  13  for  exten- 
sion of  benefits. 

There  are  not  likely  to  be  anjr  decided  changes  in  the  volume  or 
character  of  the  commerce  benented  until  the  improvement  is  carried 
to  the  head  of  the  river,  where  it  is  hoped  that  coal  lands  may  be  de- 
veloped and  the  product  shipped  b^  river.  The  development  of 
coal  lands,  with  the  resulting  traffic,  is  the  specific  purpose  to  which 
the  expenditure  will  be  appfied.  It  is  believed  that  the  project  has 
so  far  nad  no  material  effect  on  freight  rates. 
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July  1,  1908,  balance  unexpended $544,881.44 

Received  from  sales 168. 00 

Amount  appropriated  for  sundry  civil  act  approved  March  4,  1909 210, 000. 00 

755,049.44 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      166,660.97 

July  1,  1909,  balance  unexpended 688, 388. 47 

July  1,  1909,  outstanding  liabilities 910.00 

July  1, 1909,  balance  available 587, 478. 47 

July  1,  1909,  amount  covered  by  uncompleted  contracts 496, 152. 33 

Amount  (estimated)  required  for  completion  of  existing  project 655, 650. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,  1909 165,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  G  G  5.) 

6.  Operating  and  care  of  locks  and  dams  on  KentucTcy  River.  Ken- 
tucTcy, — At  the  time  the  united  States  acquired  possession  of  the  five 
locks  and  dams  on  this  stream,  in  1880,  navigation,  then  extending 
for  a  distance  of  87  miles  upstream,  was  practically  suspended  on 
account  of  deterioration  of  tne  works.  These  five  locks  and  dams 
were  built  by  the  State  of  Kentucky  in  1836-1839,  and  from  1880  to 
1885  were  extensiveljr  repaired  by  the  United  States  under  appro- 
priations for  improving  Kentucky  River,  Kentucky.  Since  then 
extensive  repairs  nave  been  made  under  the  indefinite  appropriation 
of  1884  for  operating  and  care  of  canals,  etc.,  and  Locks  ana  Dams 
Nos.  6,  7,  8,  9, 10,  and  11  have  been  constructed.  Additional  infor- 
mation will  be  found  in  the  Annual  Reports  of  the  Chief  of  Engineers 
for  1906,  Part  1,  page  543,  and  for  1907,  Part  1,  pages  568-569. 

Under  allotments  from  the  indefinite  appropriation  for  operating 
and  care  of  canals  and  other  works  of  navigation  there  has  been 
expended  up  to  June  30,  1909,  a  total  sum  of  $1,771,957.14.  The 
amount  expended  during  the  year  ending  June  30,  1909,  was 
$135,750.95. 

The  principal  work  has  been  dredging  bars  and  channels;  making 
repairs  to  locks,  lock  gates,  operating  machinery,  dams,  lock  houses, 
and  floating  plant;  constructing,  in  concrete,  255  feet  of  crest  of  dam, 
raising  the  height  of  dam  1  foot;  constructing  timber  grilla^^e  be- 
tween piers  near  lock  entrance;  reconstructing  150  linear  reet  of 
apron  at  toe  of  dam  at  Lock  No.  1 ;  replacing  decayed  timber  and 
washed  out  riprap  stone  in  upper  guide  crib;  rebuilding,  in  timber, 
upper  abutment  crib  at  Lock  No.  2;  reconstructing,  in  concrete,  220 
linear  feet  of  downstream  face  of  dam;  rebuilding,  m  concrete,  upper 
abutment  crib  at  Lock  No.  3;  renewing  worn-out  and  tom-offsheetmg 
of  dam,  and  repairing  derrick  at  coal  tipple;  removing  lower  river 
crib  preparatory  to  reconstructing  same;  commencing  the  reconstruc- 
tion of  dam  at  Lock  No.  4;  replacing  worn-out  and  tom-off  sheeting 
of  dam  at  Lock  No.  5;  constructing  1,650  feet  wire  fence  around 
grounds  and  repairing  gates  at  Lock  No.  6;  reconstructing  in  con- 
crete, lower  river  crib;  rebuilding  upper  guide  pier  and  repairing 
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valves  at  Lock  No.  7;  reconstructing,  in  concrete,  lower  river  crib; 
placing  derrick  stone  at  toe  of  dam  at  Lock  No.  8;  placing  backing 
Dehina  new  dam  at  Lock  No.  9;  protecting  abutment  from  scour 
at  Lock  No.  10;  constructing,  under  contract,  one  additional  dwelling 
at  Lock  No.  11;  under  contract  dated  September  25,  1908,  the  new 
towboat  (with  snagging  appliances)  Kentucky  was  constructed  and 
placed  in  commission  June  3,  1909;  this  contract  involved  the  pur- 
chase of  the  U.  S.  steamer  General  0.  M.  Poe  for  the  sum  of  $1,000; 
an  additional  towboat  was  placed  \mder  contract  under  date  of  April 
1, 1909;  extensive  repairs  were  made  to  dredge  No.  1,  derrick  boat  rfo. 
2,  and  three  barges  imder  an  emergency  contract;  U.  S.  dredge  No.  2 
(old)  was  sold,  under  date  of  November  18,  1908,  for  the  sum  of 
$750,  and  new  dredge,  No.  2,  was  completed  \mder  contract  lot  the 
machinery  only,  the  hull  being  built  by  the  United  States.  The 
following  new  plant  was  purchased:  One  No.  4  Gates  crusher;  one 
35-horsepower  boiler,  and  one  Emerson  steam  pump. 

The  total  commerce  for  the  year  1908  was  approximately  318,565 
tons,  valued  at  $5,001,470,  and  11,546  passengers. 

(See  Appendix  G  G  6.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  LOUISVILLE,  KEN- 
TUCKY. DISTRICT. 

This  district  was  in  the  charge  of  Capt.  Harry  Burgess,  Corps  of 
Engineers,  to  September  3,  1908;  of  Capt.  Lytle  Brown,  Corps  or  En- 
gineers, from  September  3.  1908,  to  April  27, 1908;  and  t.emporarily 
m  the  charge  of  Lieut.  Col.  J.  G.  Warren,, Corps  of  Engineers,  since 
the  latter  date.  Division  engineer.  Col.  Wm.  T.  Rossell,  Corps  of 
Engineers. 

1.  Falls  of  the  Ohio  River  at  LouisviMe,  Ky. — Improvements,  under 
this  title  have  included  the  enlargement  of  the  basin  immediately 
above  the  locks  of  the  Louisville  and  Portland  Canal,  the  enlargement 
of  the  head  of  the  canal,  and  straightening,  deepening,  and  controlling 
the  water  flow  in  the  Indiana  Chute  channel. 

The  work  of  enlarging  the  basin  above  the  canal  rocks  was  com- 
pleted in  1893. 

The  original  conditions  at  the  other  localities  are  more  conveniently 
and  fully  described  imder  separate  headings,  as  follows: 

Head  of  Louisville  and  Portland  Canal. — rrevious  to  1883  the  ap- 

g roach  to  the  canal  at  its  upper  end,  above  the  Louisville  Bridge 
Company's  bridge  at  Fourteenth  street,  was  so  narrow  as  to  consti- 
tute a  source  of  much  expensive  delay  to  the  large  quantity  of  traffic 
which  came  down  the  river  on  ordinary  rises.  Tne  canal  proper  from 
Ninth  to  Fourteenth  streets  was  only  100  fe^t  wide  and  curved  be- 
tween the  two  points,  so  that  progress  was  slow  and  accidents  frequent 
and  unavoidable.  The  greater  part  of  the  dike  marking  the  north 
side  of  the  approach  to  the  canal  was  submerged  when  the  river 
reached  a  stage  of  8.4  feet,  upper  canal  gauge,  and  at  stages  of  9  feet 
or  more  a  strong  current  set  out  from  the  shore,  thus  canying  many 
vessels  against  the  dike  and,  at  high  enough  stages,  over  it  onto  the 
rock  ledges.  This  approach  was  1,800  feet  long  and  varied  in  width 
from  400  feet  at  the  upper  end  to  100  feet  opposite  Ninth  street.  Its 
area  was  wholly  insufficient  for  the  requirea  oreaking  and  rearrange- 
ment of  tows  preparatory  to  entering  or  leaving  the  canal. 
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Indiana  Ohute. — ^This  is  the  main  channel  of  the  river  by  which 
commerce  passes  over  the  falls  when  the  stage  of  water  is  such  as  to 
permit  navigation  via  that  route.  Originally  it  was  very  crooked, 
with  swift  currents  and  whirls,  filled  with  dangerous  rocky  points 
projecting  from  the  sides  and  bottom,  and  it  could  be  navigated  only 
at  stages  of  11  feet  or  more,  upper  canal  gauge.  Even  at  such  stages 
the  services  of  special  skilled  pilots  of  long  local  experience  and  hav- 
ing intimate  knowledge  of  the  channel  conditions  were  essential  for 
reasonably  safe  passage  through  it. 

Projects, — The  original  project  for  the  enlargement  of  the  head  of 
the  Louisville  and  Portland  Canal  was  adopted  in  1883  and  proposed 
the  enlargement  of  the  canal,  beginning  at  a  point  a  short  distance 
"below  the  railroad  bridge  at  Fourteenth  street  and  extending  east- 
wardly  to  the  cross  dam,  so  as  to  not  only  straighten  and  widen  the 
canal  proper,  but  also  provide  ample  space  for  the  necessary  rear- 
rangement of  tows  about  to  enter  or  leave  the  canal.  Tliis  was 
slightly  modified  in  1885,  so  far  as  the  location  of  the  new  north  wall 
was  concerned.  A  revision  of  the  project  was  made  by  a  Board  of 
Engineer  officers  January  28,  1890,  and  approved  bv  the  Chief  of 
Engineers  January  31,  1890.  This  revision  modified  the  area  for- 
merly proposed  to  be  excavated  and  determined  the  number  and 
kinds  of  structures,  etc.,  to  be  erected.  As  approved,  it  provided  for 
enlarging  the  canal  on  its  northerly  side  from  a  point  725  feet  below 
the  railroad  bridge  at  Fourteenth  street,  where  the  width  of  the  canal 
was  abruptlv  increased  from  90  feet  to  210  feet.  This  latter  width  is 
then  gradually  increased  through  a  distance  of  nearly  2,800  feet  to  325 
feet  at  the  head  of  the  canal  proper,  at  which  point  the  enlargement 
is  expanded  into  a  capacious  basin  or  harbor  1,200  feet  wide  and 
practically  parallel  to  tne  Kentucky  shore.  The  structures  proposed 
were  a  new  retaining  wall  on  the  north  side  of  the  canal,  a  movable 
dam  about  800  feet  long,  a  fixed  dam  extending  from  the  movable 
dam  at  the  westerly  end  of  the  basin  to  the  south  abutment  of  the 
movable  dam  in  the  Middle  Chute  opening  of  the  cross  dam,  the  exca- 
vation of  rock  within  designated  limits  to  the  same  grade  as  the  canal 
bottom,  the  construction  of  certain  walls  and  slope  revetment  on  the 
south  side  of  the  canal,  and  the  removal  of  the  old  structures  within 
the  limits  of  the  proposed  enlargement.  Under  date  of  March  31, 
1899,  a  further  modification  of  some  of  the  details  of  the  project  was 
considered  by  a  Board  of  Engineer  ofl5cers  and  their  recommenda- 
tions approved  by  the  Chief  of  Engineers  April  8,  1899.  These  later 
modifications,  together  with  the  work  outlined  in  the  report  ap- 
proved January  31,  1890,  constitute  the  existing  project  toward  the 
completion  of  which  operations  are  now  directed.  The  totals  of 
estimates  under  the  original  project  and  the  several  revisions  are  as 
follows: 

Project  of  1883,  page  1539,  Annual  Report  of  the  Chief  of  Engineers 
for  1883 $1,336,363.00 

Revision  approved  January  31, 1890,  page  2217,  Annual  Report  of  the 
Chief  of  Engineers  for  1890 710, 230.  40 

Modification  approved  April  8,  1899,  page  2545,  Annual  Report  of  the 
Chief  of  Engineers  for  1899 300, 391.  92 

A  revision  of  the  latter  estimate  was  made  November  13,  1900,  ap- 
proved by  the  Chief  of  Engineers  November  17, 1900,  and  amounted 
to 398,359.12 
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The  foregoing  relates  particularly  to  the  improvements  at  the 
head  of  the  Louisville  ana  Portland  Canal. 

Prior  to  January  31,  1890,  there  was  no  specific  comprehensive 
project  for  the  systematic  improvement  of  the  Indiana  Chute  channel, 
although  much  work,  consisting  of  the  removal  of  some  of  the  more 
dangerous  rock  ledges,  had  been  done  under  estimates  and  allotments 
from  appropriations  for  improving  Ohio  River.  On  the  date  just 
mentioned  the  project  submitted  by  a  Board  of  Engineer  oflScers  for 
the  radical  improvement  of  this  chute  was  approved  by  the  Chief  of 
Engineers.  Tnis  project  had  for  its  object  the  widening  and  deepen- 
ing of  the  channel  by  rock  excavation  to  specified  grades  within  cer- 
tam  limits  and  the  control  of  water  flow  in  the  channel  by  means  of 
dikes,  etc.,  so  as  to  make  this  channel  available  for  descending  navi- 
gation drawing  6i  feet  at  stages  of  8  feet,  upper  canal  gauge.  How- 
ever, onljr  a  part  of  the  work  necessary  for  tne  purpose  in  view  was 
included  in  tne  estimate  accompanying  the  report  of  the  Board,  it 
being  stated: 

As  the  exact  knowledge  of  the  results  of  that  work  [i.  e.,  the  work  estimated  for 
in  the  Board's  reportl  would  be  of  great  importance  in  fixing  the  details  of  location 
and  cross  section  of  tne  additional  works  that  will  be  reauired,  it  would  be  as  well 
to  leave  the  determination  of  the  additional  work  above  tne  bridge  to  a  later  day. 

The  estimates  for  work  on  this  chute  since  the  adoption  of  a  spe- 
cific project  therefor  are  as  follows: 

Project  approved  January  31,  1890 $138, 610.  97 

Modification  approved  April  8,  1899 74, 320.  98 

Revision  of  estimate  approved  by  the  Chief  of  Engineers  November  17, 
1900 129,651.99 

A  consolidation  of  the  projects  for  the  enlargement  at  the  head  of 
the  canal  and  the  improvement  of  the  Indiana  Chute  was  authorized 
by  the  Chief  of  Engineers  June  28,  1897,  and  since  that  date  funds 
have  been  provided  for  work  at  both  localities  under  one  title  of 
appropriation. 

Work  under  that  part  of  the  project  relating  to  the  Indiana  Chute 
having  been  completed,  a  Board  of  Engineer  officers  was  assembled  to 
determine,  as  anticipated  in  the  project  of  1890,  what  further  work 
was  essential  to  provide  the  requisite  depth  necessary  to  facilitate  the 
passage  of  traffic  through  this  channel.  The  report  of  the  Board  was 
submitted  December  16,  1901,  and  approved  by  the  Chief  of  Engi- 
neers December  30,  1901.  The  items  of  additional  work  found  to  be 
necessary  to  produce  the  desired  result  and  the  estimated  cost  thereof 
are  as  follows: 

Submerged  dam  at  Whirlpool  Point  (laige  stone),  2,600  cubic  yards,  at  $3. . .  $7, 500 

Raising  movable  dam  north  of  canal  wall 2,500 

Removing  old  dam  and  building  movable  dam,  1,000  feet,  at  $75 75, 000 

Longitudinal  contracting  dikes  (concrete),  22,300  cubic  yards,  at  $12 267, 600 

Submerged  dams  below  bridge  (concrete),  3,()00  cubic  yards,  at  $20 60, 000 

Rock  excavation,  3,200  cubic  yards,  at  $3.50 11, 200 

Contingencies,  30  per  cent 42, 380 

Total 466,180 
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For  this  latter  work  the  Board  prescribed  the  order  in  which  it 
should  be  done,  and  stated  that  it  was  possible  that  a  part  of  the  work 
might  become  unnecessary  if  certain  results  were  produced  by  the 
submerged  dam  at  Whirlpool  Point,  and  in  that  event  about  $125,000 
would  probably  be  saved  from  the  estimated  cost. 

Subsequently,  in  House  Document  No.  492,  Sixtieth  Congress, 
first  session,  tne  Ohio  River  Board  recommended  the  omission  of  all 
of  the  foregoing  items,  except  that  for  removing  the  old  dam  and 
building  a  movable  dam  at  the  head  of  the  falls,  and  in  Ueu  of  such 
omittea  items  proposed  the  following  to  increase  the  faciUties  for 
passing  the  falls: 

(1)  To  widen  the  narrow  portion  of  the  canal  to  170  feet,  thus  permitting  the  pas- 
sage of  a  down-bound  tow  of  loaded  coal  boats  and  an  up-bound  tow  of  empty  coal 
boats,  each  tow  3  abreast;  (2)  to  construct  a  new  single-lift  concrete  lock  soutn  of  and 
bv  the  side  of  the  present  lock,  available  dimensions  of  the  chamber  to  be  85  feet  by 
6(k)  feet,  thus  permitting  the  passage  at  one  lockage  of  9  coal  boats,  or  12  coal  barges; 
(3)  to  create  a  pool  above  the  falls  with  elevation  of  pool  surface  at  412.004  ^9  feet  on 
upper  canal  gauge),  by  the  replacing  of  the  wooden  dam  between  Middle  ana  Indiana 
chutes  by  a  &oul6  dam  with  crest  at  412.004,  which  work  is  already  provided  for  and 
under  way,  and  by  the  construction  of  the  sections  of  dam  recommended  by  the 
district  engineer  oflScer  in  the  project  approved  by  the  Chief  of  Engineers  on  December 
28,  1903,  with  crests  at  412.004  insteaa  of  411.004,  recommended  therein,  this  height 
of  crest  being  desirable  for  either  a  6-foot  or  a  9-foot  slack-water  navigation,  or  even  if 
the  river  is  not  further  improved  by  the  slack-water  method :  (4)  to  remove  the  rock 
necessary  to  complete  the  widening  of  the  basin  at  the  head  oi  the  canal  contemplated 
by  the  present  approved  project;  (5)  to  reconstruct  the  three  sections  of  Boul^  dam 
just  north  of  the  head  of  canal  with  crest  at  415.704,  instead  of  crest  at  412.504,  as 
provided  for  in  present  project,  thus  eliminating  the  cross  current  across  the  head 
of  the  canal,  which  current  now  makes  it  very  difficult  for  tows  to  enter  the  canal  at 
stages  between  8  and  12.7  feet.  It  is  proposed  to  leave  the  crest  of  the  present  fixed 
concrete  dam  at  411.004  to  serve  as  a  fixed  weir  for  the  low- water  discharge  of  the 
river. 

All  elevations  are  in  feet  above  mean  tide  at  Sandy  Hook,  N.  J. 
The  estimated  cost  of  the  work  proposed  by  this  Board  is  as  follows: 

Widening  canal  to  170  feet,  etc $673, 000 

New  lock  and  appurtenances 773, 000 

New  dams 240, 000 

Reconstructing  Boul6  dam  at  head  of  canal 31, 000 

Removal  of  rock  in  basin 43, 000 

Total 1,760,000 

Of  this  estimate  the  act  of  March  2,  1907,  provided  for  the  com- 
pletion of  the  third,  fourth,  and  fifth  items;  in  view  of  which  it 
would  appear  that  former  estimates  have  been  superseded  or  sus- 
pended by  the  latter,  which  are  therefore  adopted  in  this  report. 

The  funds  provided  by  the  appropriation  of  March  2,  1907,  are 
being  apphed  to  the  removal  of  rock  m  the  enlargement  at  the  head 
of  the  canal,  and  to  the  reconstruction  of  the  Boufe  dam  immediately 
north  of  the  north  wall  of  the  canal,  the  construction  of  500  feet  of 
Boul6  dam  in  Middle  Chute,  about  1,000  feet  of  Boul6  dam  between 
Middle  and  Indiana  chutes,  648  feet  of  Chanoine  dam  in  Indiana 
Chute,  and  about  600  linear  feet  of  concrete  dam  between  Indiana 
Chute  and  the  north  bank  of  the  river.  The  height  of  these  sections 
of  the  dam  is  such  as  will  afford  a  minimum  depth  of  9  feet  upstream 
to  Madison,  Ind.,  and  a  minimum  depth  of  6  feet  on  the  lower  miter 
sill  at  Lock  No.  1,  Kentucky  River. 
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Following  is  a  brief  synopsis  of  expenditures  under  the  allotments 
and  projects  summarized  above: 

Expended  from  allotments,  1881,  to  January  31, 1890 $116, 049. 80 

Expended  under  project  of  1883,  for  enlargement  of  head  of  canal,  to 

January  31, 1890 347,380.68 

Reserved,  Office  Chief  of  Engineers,  United  States  Army 1, 874.  20 

Expended  under  project  for  enlarging  canal  basin  at  locks 133, 000. 00 

Expended  under  revised  project  of  January  31,  1890,  to  June  30,  1897: 

On  enlargement  at  head  of  canal $298,856.35 

On  Indiana  Chute  channel 103, 602.  81 

402, 459. 16 

Expended  under  appropriations  for  enlargement  at  head  of  canal  and 
Indiana  Chute,  in  accordance  with  project  of  January  31,  1890,  to 

March  31, 1899 208,659.75 

Expended  under  &ppropriations  for  enlargement  at  head  of  canal  and 
Indiana  Chute,  in  accordance  with  the  modified  project  of  March  31, 

1899  (approved  April  8, 1899) 459,075.27 

Expended  under  the  project  recommended  by  the  Ohio  River  Board. .      229, 005.  95 

Total 1,897.504.81 

Expenditures  during  the  fiscal  year  were  for  work  as  follows: 

Office  expenditures  and  miscellaneous $4, 627. 51 

Boul^dam,  section  No.  5 17,616.24 

Boul6  dam,  sections  6,  7,  8,  and  9 24, 459. 16 

Chanoine  dam,  section  No.  10 47, 786. 13 

Concrete  dam,  section  No.  11 13, 542. 54 

Removal  of  rock 18,646.59 

Total 126. 678. 17 

The  results  derived  from  the  expenditures  to  date  for  those  por- 
tions of  the  work  completed  have  been  of  marked  advantage  to  traffic 
and  greatly  facilitate  its  movement.  The  enlargement  of  the  basin 
immediately  above  the  new  locks  was  completed  in  1893  and  increased 
the  width  or  the  canal  at  that  locality  from  90  feet  to  215  feet  through- 
out a  distance  of  800  feet.  At  the  head  of  the  canal  the  work  of 
enlargement  has  been  entirely  comnleted  from  a  point  725  feet  below 
the  Fourteenth  Street  Railroad  Bridge  to  a  point  2,800  feet  above  that 
bridge.  Beyond  this  point,  in  the  basin  east  of  the  north  canal  wall, 
the  excavation  to  grade  within  the  prescribed  Hmits  is  about  97  per 
cent  completed,  a  clear  width  of  415  feet  excavated  to  grade  being  at 
this  date  available. 

In  Indiana  Chute  above  Fourteenth  Street  Bridge  the  channel 
width  has  been  increased  from  200  feet  to  400  feet,  and  all  rock  within 
these  limits  excavated  to  the  grades  prescribed  in  the  project.  At 
Wave  rock  and  Willow  Point  all  excavation  and  the  dikes  have  been 
completed.  The  depth  of  water  over  Wave  rock  and  Willow  Point 
approximates  very  closely  the  depth  anticipated — ^i.  e.,  8  feet  when 
there  are  8  feet  on  the  upper  canal  gauge.  But  that  result  was  not 
attained  for  the  upper  portion  of  tne  chute;  however,  it  can  now 
be  navigated  with  ease  by  heavy-draft  coal  boats  at  stages  of  11.5 
feet,  or  more,  upper  canal  gauge. 

It  is  proposed  to  apply  the  amount  recommended  as  a  profitable 
expenditure  in  the  year  ending  June  30,  1911,  in  preparatory  work 
connected  with  the  further  items  of  improvement  reconmiended  by 
the  Ohio  River  Board  and  not  yet  appropriated  for — i.  e..  procuring 
the  necessary  additional  land  needed  tor  the  enlargement  or  the  canal, 
preparing  data,  etc.,  with  a  view  to  advertising  the  work  for  contract. 
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In  the  money  statement  of  last  year's  report  the  "Amount  (esti- 
mated) required  for  completion  or  existing  project"  was  given  as 
$429,215.99,  which  was  merely  the  balance  from  the  older  estimates 
which  have  been  superseded  by  that  of  the  Ohio  River  Board,  as 
hereinbefore  mentioned.  Therefore  it  would  appear  that  instead  of 
bringing  forward  the  balance  of  the  old  estimates,  the  balance  of 
that  Board's  estimate  should  be  substituted  therefor,  and  this  has 
been  done  in  the  following  statement. 

July  1,  1908,  balance  unexpended 1211,672.22 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement       126,678.17 

July  1,  1909,  balance  unexpended 84, 994. 05 

July  1,  1909,  outstanding  liabilities 1,744.82 

July  1,  1909,  balance  available 83, 249.  23 

Amount  (estimated)  required  for  completion  of  existing  project 1, 446, 000. 00 

Amount  that  can  be  profitably  exx>ended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 50, 000. 00 

SuDmitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  H  H  1.) 

2,  Operating  and  care  of  Louisville  and  Portland  Canal. — This 
canal  was  constructed  by  a  private  corporation,  acting  under  a 
charter  granted  by  the  Kentucky  legislature  in  1825,  and  subsequent 
acts  of  the  same  body  extending  the  time  for  completion  and  increas- 
ing the  capital  stock.  It  was  completed  and  the  first  boat  passed 
through  it  December  22,  1830.  At  that  time  there  were  three  com- 
bined lift  locks,  each  with  a  lift  of  about  8§  feet,  a  width  of  50  feet, 
and  length  of  200  feet.  The  width  of  the  canal  proper  was  from  64 
to  68  feet  at  normal  stages,  with  a  depth  of  nearly  3  feet  at  extreme 
low  stages  of  the  river.  There  was  no  dam  at  the  head  of  the  canal. 
The  Umted  States  became  a  stockholder  in  the  corporation  in  1826, 
and  ^adually  increased  its  holding  imtil  all  of  the  outstanding  stock 
and  Donds  passed  into  its  possession. 

In  1860  an  enlargement  and  extension  of  the  canal  which  included 
new  locks  was  begun  imder  the  corporate  management,  and  resulted 
in  the  width  of  the  canal  being  increased  to  90  feet,  with  three  basins, 
or  passing  places,  and  the  construction  of  two  new  combined  lift  locks 
with  a  total  lift  of  about  26  feet.  Each  of  the  chambers  of  the  new 
locks  has  a  width  of  80  feet  and  an  available  length  of  350  feet.  The 
new  locks  were  opened  to  navigation  February  6,  1872. 

The  United  States  assumed  charge  of  the  work  of  enlargement  of 
the  canal  and  construction  of  a  dam  at  the  head  of  the  canal  subse- 
quent to  the  allotment  of  funds  for  that  piu-pose  in  1868,  but  the 
operation  of  the  canal  and  collection  of  tolls  remained  \mder  control 
of  the  corporate  management  imtil  June  11,  1874,  upon  which  date 
the  entire  control  of  the  canal  was  assmned  by  the  United  States, 
pursuant  to  the  act  of  Congress  of  May  11,  1874,  which  provided 
that  the  canal  should  be  hem  ''free  of  all  tolls  and  charges,  except 
such  as  are  necessary  to  pay  the  current  expenses  of  said  canal 
and  keep  the  same  in  repair."     Tolls  were  entirely  abolished  after 
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midnight,  July  1, 1880,  and  since  that  date  the  expenses  of  operation 
and  maintenance  of  the  canal  have  been  borne  directly  by  treasiury 
funds  made  available  by  the  act  of  March  3,  1881,  and  the  indefinite 
appropriation  for  **  Operating  and  care  of  canals  and  other  works  of 
navigation,"  act  of  JuJv  5, 1884,  as  amended  and  reenacted  by  section 
6  of  the  river  and  harbor  act  of  March  3,  1909. 

The  general  project  for  operation  and  care  of  the  canal  by  expendi- 
tures under  allotments  from  these  acts  contemplates  the  operation 
of  the  canal  locks,  the  operation  of  the  dredging  plant  to  keep  the 
canal  clear  of  deposit  brought  into  it  by  high  water,  and  the  repair 
of  existing  structures,  so  as  to  maintain  the  whole  system  in  good 
serviceable  condition.  The  funds  are  provided  under  estimates  sub- 
mitted annually  at  the  beginning  of  each  fiscal  year  and  allotments 
therefor. 

The  approved  project,  estimate,  and  allotment  for  the  fiscal  year 
1909,  in  addition  to  the  provii^ions  for  ordinary  current  repairs,  sup- 
plies, miscellaneous  work  of  maintenance,  operation  of  locks  and 
dredging  plant,  included  items  for  resetting  625  linear  feet  of  coping 
on  the  north  wall  of  the  basin  at  the  locks  and  repaving  an  area  or 
about  1,742  square  yards  at  that  point;  also  amoimts  suflScient  for 
the  completion  of  two  steel  barges  and  two  wooden  dump  scows. 
The  estimate  for  the  year  amounted  to  $114,027.59,  and  the  fimds 
thereunder  made  available  July  15,  1908. 

In  reporting  the  total  of  expenditures  made  in  connection  with  this 
work  it  seems  best,  for  the  purpose  of  clearness  in  showing  the  general 
application,  to  subdivide. the  total  to  date  into  amounts  for  each 
period  indicated,  as  follows: 

From  allotments  and  appropriationB.  September,  1868,  to  June  30, 
1882,  for  completion  of  new  locks,  enlargement  of  canal,  ana 
for  croes  dam  at  head  of  canal,  payment  of  bonds,  etc $1, 463, 200. 00 

From  tolls  collected  by  United  States,  Jime  11,  1874,  to  midnight 
July  1,  1880,  for  operation  and  maintenance 417,069.38 

From  allotments  from  act  of  March  3, 1881,  for  operation  and  mainte- 
nance         214,062.91 

From  allotments  from  act  of  July  5,  1884,  for  operation  and  mainte- 
nance      2,133,565.82 

Total 4,227,898.11 

The  amount  expended  during  the  past  fiscal  year  is  $90,196.94. 

The  canal  is  available  to  commerce  at  all  stages  of  tne  river  less 
than  12.7  feet,  upper  canal  gauge,  and  affords  free  navigation  aroimd 
the  falls  of  the  Ohio  River  at  stages  of  water  when  the  passage  there- 
over can  not  be  made  by  the  open-river  channel. 

The  zero  of  the  upper  gauge  corresponds  to  reference  35  and  the 
bottom  of  the  canal  at  its  head  to  reference  34,  canal  datum.  The 
lowest  recorded  reading  of  the  upper  gauge  is  1.7  feet;  the  highest 
reading  on  the  same  gauge  is  46.7  feet. 

Under  the  regulations  prescribed  by  the  Secretary  of  War  for  the 
use,  administration,  and  navigation  or  this  canal  the  maximum  draft 
of  vessels  that  can  be  passed  mrough  the  canal  is  limited  to  the  depth 
of  water  above  zero  of  the  gauge  at  the  time  the  boat  enters  the  canal. 

References  to  more  extended  information  concerning  original  con- 
dition, purchase,  and  prepress  of  the  improvement  of  this  canal  are 
given  on  page  491,  Annual  Report  of  the  Chief  of  Engineers  for  1904. 

For  a  comparative  statement  of  commerce,  see  the  report  on  this 
work  by  district  ofl5cer. 
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During  the  fiscal  year  ending  June  30,  1909,  4,652  boats,  barges, 
and  small  craft  passed  througn  the  canal,  carrying  963,327f  tons 
freight.  During  the  same  period  1,308  boats,  baiges,  and  small 
craft  passed  over  the  falls  via  the  open-river  channel,  carrying 
360,605^  tons  of  freight,  thus  making  the  aggregate  that  passed 
Louisville  via  both  routes  5,960  boats,  baiges,  andsmaU  craft,  and 
1,323,933}  tons  of  freight. 

(See  Appendix  H  H  2.) 

S.  Wdbdsh  River,  Indiana  and  Illinois. — ^At  the  time  the  United 
States  began  the  work  of  improving  this  river  it  was  badly  obstructed 
by  bars,  accumulations  of  snags,  rocky  reefs,  and  numerous  secondary 
channels  or  cut-offs,  which  lessened  the  flow  of  water  througlj  the 
main  channel.  Navigation  was  impracticable  except  at  high  stages 
of  water.  A  lock  and  dam  has  been  built  at  Grand  Rapids  by  tne 
Wabash  Navigation  Company  and  a  few  improvements  made  at  other 
places,  also  by  private  enterprise;  but  as  none  of  them  was  of  a  sub- 
stantial character,  they  rapidly  deteriorated  and  became  useless. 

The  original  project  and  outline  of  improvements  proposed  is 
found  in  the  report  of  Maj.  G.  Weitzel,  Corps  of  Engineers,  January 
4,  1872,  page  472,  Annual  Report  of  the  Chief  of  Engineers  for  1872. 
The  first  appropriation  for  work  under  this  project  was  made  by 
Congress  June  10,  1872.  This  project  proposed  the  improvement  of 
the  river  from  its  mouth  to  Lafayette,  Ind.,  by  special  works  at  12 
designated  locaUties,  the  construction  of  a  new  lock  and  dam  at 
Grand  Rapids,  and  the  general  work  of  snagging  and  dredging.  The 
estimated  cost  of  the  work  proposed  amounted  to  $312,672.62.  Work 
at  various  places  other  than  those  mentioned  in  the  project  has  been 
added  from  time  to  time,  but  no  general  revision  of  the  original  esti- 
mate has  been  made. 

The  river  and  harbor  act  of  March  3,  1881,  made  separate  appro- 
priations for  work  above  Vincennes  and  for  work  below  Vincennes, 
thus  dividing  the  original  project,  and  subsequent  to  that  date  funds 
have  been  provided  separately  for  each  section. 

From  the  commencement  of  the  work,  in  1872,  to  March  31,  1881, 
the  .expenditures,  all  of  which  were  for  work  below  Vincennes, 
amounted  to  $324,845.44.  Those  for  work  since  that  date  are  given 
under  their  respective  headings,  as  foUows: 

(a)  Below  Vincennes. — Subsequent  to  1881  work  was  continued 
under  the  original  project,  but  the  estimates  were  modified  from  time 
to  time  as  necessity  therefor  arose,  as  in  the  cases  for  the  dam  for 
closing  the  New  Harmony  Cut-off,  the  lock  and  dam  at  Grand  Rapids, 
etc.  Levee  work  at  Grayville,  111.,  was  added  in  1887,  and  completed, 
as  proposed,  at  a  cost  of  $25,000.  In  1898  a  plan  and  estimate 
amounting  to  $50,000,  for  additional  work  at  New  Harmony  was 
approved,  but  at  the  same  time  it  was  urged  that  if  the  improvement 
of  the  river  was  to  be  continued  the  old  project  should  be  abrogated, 
a  comprehensive  survey  of  the  river  maae,  and  a  new  project  formu- 
lated, Dased  upon  data  furnished  by  the  survey  and  of  sufficient  scope 
to  meet  existing  needs  of  commerce.  The  survey  was  authorized  and 
funds  therefor  provided  by  the  river  and  harbor  act  of  June  13,  1902. 
The  report  on  the  survey,  proposed  plan  for  improvement,  estimate 
of  cost,  and  action  taken  in  connection  therewith  may  be  found  on 
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page  2729,  Annual  Report  of  the  Chief  of  Engineers  for  1904.  The 
aggregate  of  the  items  of  the  original  estimate  applicable  to  this  part 
or  the  river  and  of  the  several  subsequent  estimates  constituting  the 
estimate  of  cost  of  existing  project  adopted  by  Congress  is  $755,000. 

The  expenditures  to  Marcn  31,  1881,  amounted  to  $317,845.44,  in 
addition  to  the  $7,000  paid  to  extinguish  the  franchise  of  the  Wabash 
Navigation  Company  and  acquire  their  property,  those  for  the  levee 
work  at  GrayvilJe  from  1887  to  1892,  $25,000,  and  those  for  other 
work  since  1881  on  this  part  of  the  river,  $365,111.76,  or  an  aggregate 
of  $714,957.20  for  work  below  Vincennes  to  June  30,  1909. 

Previous  to  1885  a  fairly  good  channel  for  boats  having  a  draft  not 
exceeding  2i  to  3  feet  was  maintained,  but  as  the  river  and  harbor  act 
of  July  5,  1884,  made  specific  appropriation  for  a  lock  and  dam  at 
Grand  Rapids,  near  Mount  Carmei,  111.,  the  suspension  of  operations 
elsewhere  oecame  necessary,  in  view  of  the  fact  that  the  funds  avail- 
able since  that  date  were  not  sufficient  to  complete  the  lock  and  dam, 
and  at  the  same  time  maintain  the  former  works  for  bank  protection 
and  to  concentrate  the  water  flow  and  dear  the  channel  of  obstruc- 
tions. Consequently  the  work  formerly  done  deteriorated  rapidly, 
the  structures  being  destroyed  by  ice  and  high  water  or  rendered 
useless  by  the  water  cutting  its  way  around  them.  The  channels, 
cut  through  rock  reefs  and  shoal  places,  became  choked  with  snags, 
stumps,  and  bowlders,  thus  leaving  the  river  without  any  permanent 
improvement  excepting  that  resulting  from  the  lock  and  dam  at 
Grand  Rapids:  Through  navigation  at  low  water  is  impracticable. 
Boats  drawing  20  inches  can  pass  from  Mount  Carmei  to  Vincennes 
(a  river  distance  of  about  34  miles)  at  all  stages,  but  can  reach  Mount 
Carmei,  92.7  miles  from  the  mouth  of  the  river,  only  when  the  gauge 
at  the  lock  reads  7.5  feet  or  more. 

Commercial  statistics  will  be  found  in  the  report  for  operating  and 
care  of  lock  and  dam  at  Grand  Rapids,  Wabash  River  (Appendix 
HH4). 

References  to  more  extended  information  are  given  on  page  494, 
Annual  Report  of  the  Chief  of  Engineers,  1904. 

It  is  not  believed  that  the  improvement  has  had  any  influence  upon 
freight  rates. 

Tnere  is  at  present  no  approved  comprehensive  project  and  estimate 
in  force  for  the  improvement  of  this  nver,  and  as  a  result  of  a  recent 
preliminary  examination  none  is  recommended  until  the  dam  in  the 
Ohio  River  creating  the  pool  in  that  river  at  the  mouth  of  the  Wabash 
River  shall  have  been  determined  upon  and  completed. 

In  view  of  these  facts  and  the  furtner  fact  that  no  appropriation  for 
this  river  has  been  made  since  June  13,  1902,  and  that  the  small 
unexpended  balance  has  been  covered  into  the  surplus  fund  of  the 
Treasurjr,  no  further  report  for  the  sections  of  river  '*  Above  Vin- 
cennes' and  "Below  Vincennes"  will  be  submitted  until  additional 
appropriations  become  available  for  work  on  this  river. 

July  1, 1908,  balance  unexpended $42. 54 

June  30, 1909,  amdimt  earned  to  the  surplus  fund  of  the  Treasury 42. 54 

(6)  Above  Vincennes, — ^At  the  time  this  section  of  the  river  became 
the  object  of  separate  appropriations  there  had  been  no  revision  of 
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the  estimate  in  the  original  project  for  the  improvement  of  the  river 
from  its  mouth  to  Lafayette.     Under  the  proiect  matured  after  the 

Sjpropriation  had  been  made  (see  Annual  Report  of  the  Chief  of 
ngineers  for  1881,  p.  2001),  and  subsequent  modifications,  the  esti- 
mates to  June  30,  1908,  amounted  to  $96,600. 

The  expenditures  on  the  work  of  existing  project  to  June  30,  1909, 
amounted  to  $95,254.87. 

The  fimds  available  during  the  past  sixteen  years  have  not  been 
sufficient  to  maintain  the  former  works  for  channel  rectification  and 
to  keep  the  river  clear  of  snags,  bars,  and  similar  obstructions. 
During  the  more  recent  years  not  enough  funds  have  been  available 
for  snagging  purposes  alone.  Therefore  it  can  not  be  said  tfiat  any 
permanent  unprovement  of  this  section  of  the  river  has  been  effected 
or  that  navigation  is  practicable,  except  at  high  stages  of  water. 

The  only  commercial  statistics  available  are  those  collected  at  the 
lock  at  Grand  Rapids.  (See  Appendix  11  H  4.)  References  to  more 
extended  ii^ormation  may  be  lound  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1904,  page  495. 

No  further  report  will  be  submitted. 

July  1, 1908,  balance  unexpended |245. 13 

June  30,  1909,  amount  earned  to  the  surplus  fund  of  the  Treaaury 245. 13 

(See  Appendix  H  H  3.) 

J^.  Operaiing  and  care  of  lock  and  dam  ai  Grand  Rapids,  Wabash 
River. — This  lock  and  dam  was  built  from  funds  derived  from  appro- 
priations for  improving  Wabash  River,  Indiana  and  Illinois,  and 
opened  to  navigation  in  November,  1893.  The  available  length  of 
the  lock  is  214  feet;  width,  52  feet;  depth  on  lower  miter  sill  at  low 
water,  3.5  feet;  depth  on  upper  miter  sill  at  normal  pool  stage,  5.08 
feet.  At  such  stage  the  pool  above  the  lock  affords  slack-water  navi- 
gation about  12  miles,  and  the  maximum  draft  that  can  be  carried  is 
about  2  feet.  Conditions  beyond  the  pool  are  mentioned  in  the 
report  for  improving  Wabash  River,  Indiana  and  Illinois. 

The  expenses  of  operating  the  lock  were  paid  from  the  appropria- 
tions for  improvement  of  the  river  until  March  1,  1897,  since  which 
date  they  have  been  paid  from  annual  allotments  from  the  indefinite 
appropriation  for  *' Operating  and  care  of  canals  and  other  works  of 
navigation,'*  act  of  July  5,  1884,  as  amended  and  reenacted  by  sec- 
tion 6  of  the  river  and  harbor  act  of  March  3,  1909. 

The  first  and  subsequent  annual  projects  proposed  the  operation  of 
the  lock  and  the  maintenance  of  it  and  the  appurtenant  structures  in 
good  serviceable  condition.  The  expenditures  under  these  projects 
to  Jime  30,  1909,  amounted  to  $34,880.06. 

The  project  for  the  fiscal  year  1909  provided  for  the  operation  of  the 
lock,  ordinary  current  repairs^  and  the  replacing  of  old  wooden  guide 
and  protection  cribs,  dredging  the  Iock  chamber  and  entrances 
thereto,  and  backing  the  dam,  at  an  estimated  cost  of  $38,218.50, 
which  amount  was  made  available  by  the  allotments  of  July  17,  1908, 
and  October  7,  1908. 

The  amount  expended  during  the  fiscal  year  ending  June  30,  1909, 
not  including  outstanding  liabilities,  is  $2,452.66.  A  contract  for 
the  construction  of  the  new  walls,  dredging,  etc.,  was  entered  into 
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June  2,  1909,  but  work  thereunder  had  not  begun  at  the  close  of  the 
fiscal  year. 

During  the  past  fiscal  year  1,494  boats,  barges,  etc.,  and  5,121  tons 
of  freight  passed  the  lock. 

A  comparative  statement  of  traflSc  and  conmierce  passing  the  lock 
during  the  past  twelve  years  will  be  found  in  the  report  on  this  work 
by  the  district  officer. 

(See  Appendix  H  H  4.) 

5.  Wkiie  River,  Indiana, — Originally  this  tributary  to  Wabash 
River  was  badly  obsti-ucted  by  rocky  reefs,  remains  of  old  structures, 
and  a  very  great  number  of  snags.  It  could  be  navigated  only  at  high 
stages  of  water. 

The  original  project  is  based  upon  the  report  of  ''examination  of 
White  R^yer  and  its  forks  in  Indiana,"  submitted  December  31,  1878. 
The  first  appropriation  for  the  improvement  was  made  in  the  act  of 
March  3,  1879.  In  this  act  the  work  of  improvement  was  limited  to 
'*  White  River,  Indiana,  from  Wabash  River  to  Portersville,  and  to 
the  falls  on  the  West  Fork,  according  to  Report  of  the  Chief  of  Engi- 
neers, without  constructing  locks  and  dams."  A  minimum  depth  of 
2  feet  at  low  water  was  sought.  In  1886  the  estimate  was  reduced. 
The  river  and  harbor  act  of  August  18,  1894,  provided  for  a  resurvey 
of  the  river. 

Subject  to  the  modifications  mentioned,  the  original  project  con- 
stitutes the  existing  project  of  this  date.  The  estimate  of  cost  is 
$120,000.  The  amount  expended  to  June  30,  1909,  not  including 
outstanding  Uabilities,  is  $119,311.58.  As  a  result  of  these  expendi- 
tures the  lower  13  miles  of  the  river  is  navigable  all  the  year  for  boats 
having  a  draft  not  exceeding  3  feet.  Above  this,  to  tne  junction  of 
the  two  forks,  boats  drawing  18  inches  can  navigate  for  about  six 
months  of  the  year.  Low-water  navigation  on  the  forks  is  imprac- 
ticable even  for  the  smallest  boats.  This  information  is  derived  from 
the  report  on  the  resurvey  made  in  1895-96,  since  which  date  oper- 
ations have  been  suspended,  the  funds  available  not  being  sufficient 
for  either  work  of  improvement  or  maintenance  of  former  structures 
for  controlUng  the  flow  of  water  and  bank  protection  or  to  keep  the 
channel  clear  of  snags. 

No  statistics  as  to  the  volume  or  character  of  commerce  moved  on 
this  river  during  the  past  year  are  available. 

The  report  upon  tne  resurvey  of  the  river  (Annual  Report  of  the 
Chief  of  Engineers  for  1897,  p.  2483)  contains  data  concenring  the 
volume  and  character  of  commerce  that  would  be  benefited  by  or 
involved  in  the  further  improvement  of  the  river.  This  report  also 
contfidns  estimates  of  cost  of  improvement  under  alternative  plans 
and  a  recommendation  that  **the  further  improvement  of  the  White 
River  should  be  postponed  until  the  improvement  of  the  Wabash  has 
been  such  as  to  afl'ord  an  outlet  for  any  traffic  which  may  then  be 
developed  on  White  River." 

References  to  more  extended  information  concerning  this  river 
may  be  found  in  Annual  Report  of  the  Chief  of  Engineers  for  1904, 
page  497. 

Expenditures  during  the  year  amounted  to  $15.40  and  were  for 
mileage  on  account  of  an  inspection  trip  made  by  the  district  officer. 
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Work  under  the  old  project  was  completed  several  years  ago,  and 
at  present  there  is  no  comprehensive  project  and  estimate  in  force  for 
the  improvement  of  this  river.  In  view  of  this  fact,  together  with 
the  recommendation  contained  in  the  report  upon  the  survey  of  the 
river,  previously  mentioned,  and  the  fact  that  no  appropriation  for 
this  river  has  been  made  since  June  30,  1896.  and  the  balance  of  that 
appropriation  has  been  covered  into  the  surplus  fund  of  the  Treasury, 
no  further  report  Tvdll  be  made  until  additional  appropriations  become 
available  for  work  on  this  river. 

July  1,  1908,  balance  unexpended $703.82 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improvement.      15. 40 

June  30,  1909,  amount  carried  to  the  surplus  fimd  of  the  Treasury 688. 42 

(See  Appendix  H  H  5.) 

6,  Oreen  River,  above  (he  mouth  of  Big  Barren  River,  KentucTcy, — 
Originally  this  part  of  Green  River  was  much  obstructed  by  snags, 
large  bowlders,  and  overhanging  trees.  Dam  No.  4,  Green  River, 
afforded  slack  water  for  about  18  miles  above  the  confluence  of  Green 
and  Barren  rivers.  The  fall  in  that  part  of  the  river  above  slack 
water  and  below  Mammoth  Cave,  Ky.,  a  distance  of  about  29  miles, 
was  approximately  27  feet. 

The  original  project  is  that  submitted  imder  date  of  August  11, 
1891  (printed  in  Annual  Report  of  the  Chief  of  Engineers  for  1891, 
p.  2481).  It  proposes  the  extension  of  slack- water  navigation  from 
the  upper  limits  of  pool  No.  4  to  Mammoth  Cave  by  the  construction 
of  two  locks  and  dams  at  an  estimated  cost  of  $361,346.40  for  both. 
No  revision  of  the  project  and  estimate  has  been  made  except  as  pro- 
vided by  the  river  and  harbor  act  of  March  3,  1905,  for  work  of 
snagging  and  clearing  banks  of  Nolin  River,  which  will  be  affected  by 
slack  water  from  Dam  No.  6,  Green  River,  for  which  $5,000  has  been 
appropriated. 

The  amount  expended  to  Jime  30,  1909,  exclusive  of  outstanding 
habilities  on  that  date,  is  $365,093.03. 

As  a  result  of  these  expenditures,  Locks  and  Dams  Nos.  5  and  6 
have  been  completed  and  opened  to  navigation,  thus  extending  slack 
water  to  Mammoth  Cave,  Ky.,  and  through  a  part  of  the  rich  min- 
eral district  bordering  the  river  which  previously  had  no  conveniently 
accessible  transportation  route. 

Commercial  statistics  are  given  in  the  report  for  operating  and  care 
of  locks  and  dams  on  Green  and  Barren  rivers,  Kentucky  (Appen- 
dix H  H  7). 

References  to  more  extended  information  may  be  found  in  Annual 
Report  of  the  Chief  of  Engineers  for  1904,  page  498. 

Report  of  examination  of  the  river  from  Lock  No.  6  to  Munford- 
ville  may  be  found  in  House  Document  No.  377,  Fifty-ninth  Con- 
gi:ess,  first  session. 

Sufficient  data  are  not  available  upon  which  to  determine  the  effect 
of  the  improvement  on  freight  rates,  if  any. 

No  work  was  in  progress  during  the  year.  The  balance  available 
is  being  held  to  meet  awards  in  condemnation  proceedings  which 
have  been  instituted  for  the  procurement  of  land  for  a  roadway' from 
the  abutment  site  to  the  nearest  pubUc  highway. 
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July  1, 1908,  balance  unexpended v $580. 17 

July  1,  1909,  balance  unexpended 580.17 

(See  Appendix  H  H  6.) 

7.  Operating  and  care  of  locks  and  dams  on  Green  and  Barren 
rivers,  Keniucky. — ^The  original  system  of  slack-water  navigation  on 
these  rivers,  including  4  locks  in  Green  River  and  1  lock  in  Barren 
River,  with  a  total  length  of  pools  of  approximately  200  miles,  was 
completed  by  the  State  of  Kentucky  in  1841 .  The  State  retained  con- 
trol and  management  of  the  system  until  1 868,  when  it  was  leased  to 
the  Green  and  Barren  River  Navigation  Company  for  a  term  of  thirty 
years.  The  act  of  the  Kentucky  legislature,  approved  February  20, 
1886,  ceded  the  entire  system  to  the  United  States  upon  condition 
that  the  unexpired  portion  of  the  lease  to  the  navigation  company  be 
purchased  by  the  United  States.  The  river  and  harbor  act  of  August 
11,  1888,  appropriated  $135,000  "for  the  purchase  of  the  improve- 
ments known  as  the  Green  and  Barren  river  improvements."  The 
deed  from  the  Green  and  Barren  River  Navigation  Company  relin- 
quising  all  their  rights,  privileges,  etc.,  having  been  duly  approved 
by  the  Attomey-Generfil  of  the  United  States,  and  the  purchase 
money  paid  to  said  company,  the  Government  assumed  control  of  the 
river,  the  improvements  therein,  and  the  property  formerly  owned  by 
the  State  December  11,  1888. 

The  condition  of  the  improvements  and  of  the  rivers  at  that  date 
was  as  follows:  Lock  and  Dam  No.  1,  Green  River,  required  many 
repairs.  The  walls  of  Lock  No.  2  were  cracked  and  in  bad  condition 
generally,  the  land  wall  especially  so,  it  being  held  in  j)osition  by 
anchorage  to  cribs  filled  with  stone;  the  river  wall  had  yielded  out- 
ward. Lock  No.  3,  Green  River,  was  broken  entirely,  the  river  wall 
having  yielded  outward  and  fallen  into  the  river.  Lock  and  Dam  No. 
4,  C  re  m  River,  was  in  fairly  good  condition,  with  the  exception  of 
needed  repairs  to  the  ouoins  and  gates.  The  walls  of  Lock  No.  1,  Bar- 
ren River,  were  so  baaly  cracked  that  a  part  of  one  of  them,  the  land 
wall,  leaned  toward  the  lock  chamber  about  6  inches  and  was  liable  to 
fall  at  any  time.  The  entrances  to  the  locks  were  obstructed  with 
deposit  and  the  pools  with  great  numbers  of  snags,  overhanging  trees, 
etc. ;  the  appurtenant  structures  at  the  locks  and  the  lock  tenders' 
dwellings  were  in  bad  condition  and  inadequate.  No  snaking  or 
dredging  plant  was  available. 

Excepting  the  funds  for  rebuilding  Lock  No.  2,  Green  River,  which 
were  provided  by  specific  appropriations,  the  funds  for  the  restoration 
of  former  structures,  the  operation  of  the  locks,  and  maintenance  of 
the  system  in  good  navigable  condition  have  been  provided  by  allot- 
ments from  the  indefinite  appropriation  for  "Operating  and  care  of 
canals  and  other  works  or  navigation,'*  act  of  July  5,  1884,  as 
amended  and  reenacted  by  section  6  of  the  river  and'  harbor  act  of 
March  3,  1909,  under  estimates  submitted  annually  at  the  beginning 
of  each  fiscal  year.  The  first  project  for  work  on  these  rivers  under 
the  latter  act  was  approved  January  4,  1889,  and  proposed  the  res- 
toration, so  far  as  practicable,  of  the  former  structures  to  good 
serviceable  condition,  the  construction  of  new  ones  where  required, 
the  operation  of  the  locks,  the  removal  of  snags,  landslides,  ana 
deposit  from  the  entrances  to  the  locks,  etc.,  and  such  has  been  the 
general  object  of  each  subsequent  annual  estimate  and  project. 
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In  addition  to  the  items  for  the  usual  work  of  operation  and  main- 
tenance, the  project  and  estimate  for  the  fiscal  year  1909  provided 
for  new  upper  gates  of  steel  and  new  upper  miter  wall  of  concrete 
at  Lock  No.  1,  Green  River;  renewal  with  concrete  of  above-water 
portions  of  sections  1,  3,  4,  and  6  of  the  upper  river  crib,  and  install- 
mg  new  valves  in  Lock  No.  2,  Green  River;  renewal  of  above-water 
portion  of  upper  river  crib  at  Lock  No.  3,  Green  River;  new  upper 
gates  of  steel  and  new  upper  miter  wall  of  concrete  at  Ijock  No.  4, 
Green  River;  completion  of  repairs  to  floor,  etc.,  of  Lock  No.  5, 
Green  River;  bank  protection  at  Lock  No.  6,  Green  River;  renewal 
with  concrete  of  lower  land  crib  at  Lock  No.  1,  Barren  River,  and 
completion  of  new  hull  for  snag^  boat,  and  various  repairs  of  less  impor- 
tant nature  to  the  other  structures  and  floating  plant.  The  estimate 
for  the  fiscal  year  amounted  to  $138,337.26,  which  was  made  avail- 
able by  the  allotment  of  July  15,  1908. 

Expenditures  during  the  fiscal  year,  not  including  outstanding 
liabihties  June  30,  1909,  amounted  to  $114,195.26. 

The  aggregate  expenditures  under  the  project  of  January  4,  1889, 
and  subsequent  annual  projects  to  June  30,  1909,  is  $1,484,113.36. 

The  result  of  these  expenditures  is  the  thorough  repair  of  the  sev- 
eral locks  of  the  former  system  and  their  appurtenant  structures, 
and  the  restoration  of  through  navigation  in  the  pools  from*  Lock 
No.  1,  Green  River,  to  Bowling  Green,  Ky.,  on  Barren  River,  a  dis- 
tance of  172  miles,  for  boats  not  exceeding  35  feet  in  width,  138  feet 
in  length,  and  draft  not  exceeding  5  feet. 

At  extreme  low  water  in  the  open  river  below  Lock  No.  1,  Green 
River,  there  is  a  depth  of  only  1  foot  on  the  lower  miter  sill  of  that 
lock,  which  is  located  8  miles  above  the  mouth  of  the  river.  The 
system  now  includes  7  locks  and  dams,  Locks  Nos.  5  and  6,  Green 
Kiver,  having  been  built  from  funds  provided  by  specific  appropria- 
tions. 

Following  is  a  synopsis  of  traffic  and  commerce  through  the  locks 
during  the  nscal  year: 


Boats. 


Freight. 


Oreen  Riven 

LockNo.l 

LockNo.2 

LockNo.3 

Lock  No.  4 

LookNo.5 

LockNo.6 

Barren  River,  Look  No.  1 . 


4,470 
2,485 
2,e74 
2,661 
1,487 
1,471 
1,089 


T(mt. 
383,681! 
251,671 
107,477* 
122,508} 
88  350( 
46*883 
30,787^ 


A  comparative  statement  of  the  traffic  and  commerce  on  these 
rivers  will  be  found  in  the  report  on  this  work  by  the  district  officer. 

References  to  more  extended  information  may  be  found  in  Annual 
Report  of  the  Chief  of  Engineers  for  1904,  page  500. 

(See  Appendix  H  H  7.) 

8.  Operatim  and  care  of  lock  and  dam  on  Rough  River  j  KentucTcy. — 
This  lock  and  dam  was  built  with  fimds  provided  in  appropriations 
9001— BNG  1909 42 
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for  improving  Rough  River,  Kentucky,  and  opened  to  navigation 
Decemoer  12,  1896.  The  lock  has  an  available  length  of  123  feet, 
width  of  27  feet,  and  depth  on  upper  miter  sill  at  normal  pool  stace 
of  6.8  feet.  At  such  stage  the  pool  above  the  lock  affords  slack- 
water  navigation  21  i  miles  to  a  snort  distance  above  Hartford,  Ky., 
for  boats  with  draft  not  exceeding  4  feet. 

The  expense  of  operating  the  lock  was  paid  from  the  appropriation 
for  improvement  until  June  30,  1897;  since  that  date  the  expenses  of 
operating,  care,  etc.,  have  been  borne  by  the  indefinite  appropriation 
for  operating  and  care  of  canals  and  other  works  of  navigation,  act  of 
July  5, 1884,  as  amended  and  reenacted  by  section  6  of  the  river  and 
harbor  act  of  March  3, 1909,  the  funds  being  made  available  by  allot- 
ment for  projects  and  estimates  submitted  annually  at  the  beginning 
of  each  fiscal  year. 

The  project  for  the  fiscal  year  1909  proposed  to  operate  the  lock 
and  maintain  existing  structures  in  good  serviceable  condition,  keep 
the  pools  clear  of  snags,  and  remove  deposits  from  the  lock  and  ap- 
proaches thereto,  at  an  estimated  cost  of  $1,508;  which  amount  was 
made  available  bv  allotment  July  17,  1908. 

Expenditures  dfuring  the  year  amoiinted  to  $1,328.64,  exclusive  of 
outstanding  liabilities  June  30,  1909. 

The*amount  expended  from  July  1,  1897,  to  June  30,  1909,  is 
$10,963.80. 

Tr^c  through  the  lock  during  the  past  fiscal  year  included  575 
boats  of  various  kinds,  carrying  21,332^  tons  of  freight. 

A  comparative  statement  or  traffic  and  commerce  on  this  river 
during  the  past  eighteen  years  will  be  foimd  in  the  report  on  this 
work  oy  the  district  officer. 

(See  Appendix  H  H  8.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  DULUTH,  MINNE- 
SOTA, DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  Graham  D.  Fitch, 
Cori)s  of  Engineers.  Division  engineers,  Col.  W.  L.  Fisk,  Corps  of 
Engineers. 

1.  Harbor  at  Orand  Marais,  Minn, — ^This  harbor  is  an  elliptical 
bay,  whose  major  axis  is  about  one-half  mile  and  whose  minor  axis  is 
about  one-fourth  of  a  mile  in  length.  It  has  an  opening  on  the  south 
side,  which  was  originally  about  1,000  feet  in  width.  Before  improve- 
ment there  was  a  maximum  depth  of  14  feet  over  a  very  limited  area, 
the  general  average  depth  being  only  8  or  9  feet.  (Depths  are 
referred  to  mean  low  water.)  It  is  the  only  harbor  of  refuge  on  the 
north  shore  between  Agate  Bay  and  the  international  boundary 
line,  a  distance  of  125  miles. 

The  approved  project  of  April,  1879,  is  to  build  two  breakwater 
piers,  each  350  feet  long,  from  the  east  and  west  points  of  the  bay,  or 
one  pier  700  feet  long  from  the  east  point,  and  dredge  an  anchorag:e 
area  of  about  26  acres  to  a  depth  or  at  least  16  feet,  all  at  an  esti- 
mated cost  of  $139,669.40.  For  reasons  explained  in  the  report  of 
the  local  officer  (Annual  Report  of  the  Chief  of  Engineers  for  1898, 
p.  2217),  this  estimate  was  increased  to  $163,954.63. 

Two  breakwaters,  each  350  feet  long,  have  been  constructed  from 
the  east  and  west  points  of  the  bay,  the  work  being  completed  on 
August  13,  190L 
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The  amount  expended  on  the  project  up  to  the  close  of  the  fiscal 
year  ending  June  30,  1909,  not  including  outstanding  liabilities,  was 
$166,316.52,  of  which  about  $5,379.84  was  for  mamtenance.  The 
work  done  has  resulted  in  a  more  protected  harbor  and  a  16-foot 
anchorage  area  of  about  26  acres. 

The  expenditures  during  the  year  were  for  incidental  expenses 
and  contingencies. 

The  minmium  mean  low-water  depth  over  the  shoalest  part  of  the 
locality  under  improvement  is  15  feet. 

The  usual  variation  of  water  level  extends  from  about  0  to  +1 
foot  above  low-water  datum. 

The  commerce  of  the  port  has  increased  from  25  entrances  and 
clearances,  made  by  4  tugs  and  5  schooners,  with  60  tons  of  cargo, 
valued  at  $6,000,  in  1878,  to  1,250  clearances  and  entrances,  all 
steamers,  with  41,125  tons  of  cargo,  valued  at  $1,253,574,  in  1908. 

The  value  of  the  commerce  of  the  harbor  from  1878  to  1908,  both 
inclusive,  is  estimated  at  $10,615,608. 

The  freight  tonnage  in  1908  was  15  per  cent  less  than  in  1907. 

The  total  expenditures  by  the  Government  for  this  harbor  to  date 
are  1^  per  cent  of  the  value  of  the  vessel  freight  received  and  shipped 
during  the  period  covered  by  these  expenditures. 

The  annual  expense  of  government  operations  at  this  harbor,  con- 
sisting of  maintenance,  interest,  and  depreciation,  is  approximately 
$8,232.  This  amoimts  to  $0.20  per  ton  of  vessel  freight  for  the  year 
1908,  and  to  0.66  per  cent  of  the  value  of  this  freight.  Further 
details  of  these  comparisons  may  be  seen  in  Table  4,  Appendix  III, 
of  this  report. 

EflFect  of  project  on  freight  rates:  There  are  no  railroads  running 
to  this  harbor,  and  the  only  means  of  transportation  is  by  water,  so 
that  no  comparison  can  be  made  with  railroad  charges. 

In  the  original  condition  of  the  bay  a  small  commercial  business 
could  have  been  transacted  by  means  of  tugs  or  other  vessels  of  small 
draft  at  risk  of  exposure  to  storms,  and  logs  could  have  been  rafted  to 
other  ports  on  the  lake,  also  at  risk  of  loss,  to  be  sawed  into  lumber; 
but  the  present  commerce  of  this  port  could  not  have  been  carried  on. 

The  United  States  improvements  have  therefore  been  an  indispen- 
sable agencv  in  the  development  of  business  where  none  previously 
existed,  and  this  may  be  of  greater  value  and  importance  than  a  sim- 
ple reduction  of  rates. 

The  available  balance  and  the  appropriation  reconunended  will  be 
expended  for  repairs  and  maintenance  as  necessity  arises. 

For  reports  or  examinations  and  surveys,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1906,  page  559,  where  references  are  given; 
also  page  648  of  Annual  Report  of  Chief  of  Engineers  for  1908. 

July  1,  1908,  balance  unexpended $6, 079. 02 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 45. 54 


July  1,  1909,  balance  unexpended 6,033.48 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  III.) 
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g.  Harbor  at  Aqate  Bay,  Minneaota. — ^This  harbor,  situated  on  the 
north  shore  of  Lake  Superior,  27  miles  northeast  of  Duluth,  Minn.,  is 
an  important  shipping  port  for  iron  ore  and  lumber  and  a  harbor  of 
refuge. 

Before  improvement  there  was  ample  depth  for  navigation,  with 
18  feet  or  more  at  mean  low  water  over  the  greater  portion  of  the 
harbor,  but  the  harbor  was  exposed  to  storms  from  the  southwest 
and  to  reverse  swells  from  severe  northeast  storms. 

The  approved  project  of  January  4,  1887,  was  to  construct  two 
breakwater  piers  on  a  line  toward  each  other  from  the  eastern  and 
western  points  of  the  bay,  to  be  1,000  and  900  feet  long,  respectively, 
leaving  an  opening  of  1,340  feet  between  their  extremities  and  inclos- 
ing an  area  of  109  acres. 

In  1899  the  total  ultimate  length  of  the  easterly  breakwater  was 
increased  by  50  feet. 

The  original  estimate  of  cost  was  $213,000,  which  was  increased  to 
$244,208  (see  Annual  Report  of  the  Chief  of  Engineers  for  1887)  on 
account  of  higher  prices. 

The  amount  expended  on  the  approved  project  up  to  the  close  of 
the  fiscal  year  ending  Jime  30,  1909,  not  mcluding  outstanding  lia- 
biUties,  was  $250,896.78,  of  which  about  $16,839.25  was  applied  to 
the  maintenance  of  the  improvement. 

The  amoxmt  expended  during  the  year  was  for  incidental  expenses 
and  contii^encies. 

The  project  was  completed  on  November  1,  1901,  and  fulfills  very 
eifectually  the  purpose  ror  which  it  was  designed. 

The  depth  at  the  entrance  is  over  50  feet,  and  vessels  drawing  20 
feet  caii  reach  the  ore  docks  in  safetv. 

The  usual  variation  of  water  level  extends  from  about  0  to  about 
+  1  foot  above  low-water  datum. 

The  conmierce  of  the  port  has  increased  from  174  arrivals  and 
clearances  of  vessels  in  1885,  with  263,437  tons  of  freight,  valued  at 
$876,613,  to  2,034  arrivals  and  clearances  in  1908,  with  6,688,602 
tons,  valued  at  $16,941,624. 

The  total  value  of  the  commerce  of  this  port  from  1887  to  1908, 
both  years  inclusive,  is  $204,511,992. 

The  total  expenditiures  by  the  Government  for  this  harbor  to  date 
are  one-eighth  of  1  per  cent  of  the  value  of  the  vessel  freight  re- 
ceived and  shipped  during  the  period  covered  by  these  expenditures. 

The  annual  expense  of  government  operations  at  this  harbor,  con- 
sisting of  maintenance,  interest  on  cost  of  improvement,  and  depre- 
ciation, is  approximately  $14,808.  This  amoimts  to  $0,002  per  ton 
of  the  vessel  freight  for  the  year  1908  and  to  0.87  per  cent  of  the 
value  of  this  freight,  and  is  one-ninth  of  1  per  cent  of  the  saving  in 
the  cost  of  transportation  on  this  freight  by  water  as  compared  with 
rail  rates.  Details  of  these  comparisons  may  be  seen  in  Table  4, 
Appendix  1 1  2,  of  this  report. 

Effect  of  project  on  freight  rates:  It  is  estimated  that  the  saving 
in  cost  of  transportation  by  water  as  compared  with  that  by  rail  for 
the  receipts  and  shipments  of  this  harbor  is  approximately  $1,94  per 
ton,  which  amounts  to  about  $13,000,000  for  the  year  1908.  This  is 
three-fourths  of  the  value  of  the  receipts  and  shipments  for  the  same 
year.    The  government  improvements  have  been  an  indispensable 


Digitized  by  V3OOQ IC 


BIVBB  AND  HABBOB  IMPBOVEMBNTS.  661 

aid  to  this  commerce.  (See  the  following  report  for  harbor  at  Duluth, 
Mimi.,  and  Superior,  Wis.) 

The  available  balance  and  the  appropriation  recommended  will  be 
expended  for  repairs  and  maintenance. 

For  reports  of  examinations  and  surveys,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1906,  page  561,  where  references  are  given. 

July  1, 1908,  balance  unexpended $5, 906. 62 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 16. 71 

July  1,  1909,  balance  unexpended 5,889.91 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bakmce  unex- 
pended July  1,  1909 2,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  1 1  2.) 

5.  Harbor  at  Duluthj  Minn.,  cmd  Superior ,  Wis. — Previous  to  the 
Annual  Report  of  1897  this  harbor  was  reported  on  under  the  separate 
heads  of  Duluth,  Minn.,  and  Superior,  Wis.,  respectively. 

The  act  of  Jime  3, 1896,  unified  these  haroors  under  the  above  title 
and  provided  for  continuous  contracts  for  its  improvement  to  the 
amount  of  $3,130,553. 

This  harbor  consists  of  the  Duluth  Canal,  the  Wisconsin  Entrance, 
Superior  Bay,  Allouez  Bay,  St.  Louis  Bay,  and  St.  Louis  River  to  the 
limits  of  the  cities  of  Duluth  and  Superior,  about  20  miles  from  the 
original  natural  entry,  which  before  improvement  was  obstructed  by 
shirting  bars  with  but  9  feet  of  water  over  them.  The  bays  were 
broad  expanses  of  shallow  water,  averaging  only  8  or  9  feet,  except 
along  a  natural  channel  through  them  where  the  depth  was  greater, 
but  variable.  Depths  given  in  this  report  are  referred  to  low-water 
datum,  which  is  a  mean  low-water  level. 

The  project  adopted  bv  the  act  of  March  3,  1881,  previous  to  the 
present  one,  was  for  16-foot  navigation.  This  was  practically  com- 
pleted July  1,  1897,  and  resulted  in  giving  a  good  16-foot  navigation 
through  the  natural  or  Wisconsin  Entry,  through  the  artificial 
Duluth  Canal,  over  the  Duluth  Basin  of  104  acres,  along  and  parallel 
to  the  principal  dock  lines  of  Duluth  and  Superior  in  Superior  and  St. 
Louis  bays,  and  up  the  St.  Louis  River  to  New  Duluth,  near  the  head 
of  navigation  of  tne  river,  with  well-defined  channels  of  from  85  to 
300  feet  in  width. 

The  amount  expended  on  the  project  of  March  3, 1881,  and  projects 
prior  to  operations  under  existing  project  was  $1,548,183. 

The  present  project,  authorized  oy  the  act  of  June  3,  1896,  and  by 
the  modifications  of  August  14,  1896,  and  May  9,  1901,  provided  for 
the  widening  and  deepening  to  a  navigable  depth  of  20  feet  of  the 
existing  channels,  for  new  channels  in  Allouez  Bay  and  St.  Louis 
River,  for  extensive  turning  and  anchorage  basins  of  a  navigable 
depth  of  20  feet  at  the  junctions  of  two  or  more  channels,  for  widen- 
ing the  Duluth  Canal,  and  for  rebuilding  the  piers  at  the  Duluth 
Canal  and  Wisconsin  Entrance  wid  finishmg  them  oflf  with  concrete 
superstructures  built  of  monolithic  blocks. 
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The  estimated  cost  of  the  work  was  $3,130,553,  but  this  referred 
only  to  the  deepening  of  the  channels  and  basins  by  dredging.  This 
has  been  done  at  much  less  than  the  estimated  cost,  permitting  the 
purchase  of  lands  to  the  extent  of  $106,561.19,  the  rebuilding  of  the 
Duluth  Canal  piers  at  a  cost  of  over  $650,000,  including  price  of  land, 
and  leaving  a  balance  of  about  $275,000  toward  the  rebuilding  of  the 
piers  at  the  Wisconsin  Entrance,  imder  construction  from  1903  to  1906. 

Further  modified  by  project  adopted  by  act  of  June  13^  1902,  at 
Superior  Entry,  Wisconsin,  with  all-concrete  construction,  mcreasing 
the  original  estimate  by  $650,000. 

The  present  project  has  been  further  modified  and  enlarged  by  the 
act  of  March  2,  1907,  in  accordance  with  the  report  submitted  in 
House  Document  No.  82,  Fifty-ninth  Congress,  second  session,  which 
provides  for  excavation  of  the  lake  approach  to  the  Duluth  entrance 
to  30  feet  for  a  width  of  300  feet,  at  a  cost  of  $10,000,  and  the  follow- 
ing work  at  Superior  Entry:  (a)  Building  a  concrete  revetment  pier 
on  the  north  side  of  entrance,  similar  to  one  already  built  in  1904,  on 
the  south  side  under  the  project  before  j)resent  modification,  these  two 
revetments  500  feet  apart  and  terminating  near  the  lake  shore  of  Wis- 
consin Point;  (b)  building  two  converging  breakwaters  from  the 
shore  out  to  the  30-foot  depth,  with  an  opening  of  600  feet  on  line 
with  the  axis  of  the  inner  entrance,  to  be  of  rubble  mound  construc- 
tion, terminating  in  a  crib  and  concrete  pier  at  outer  end  and  a  pile 
pier  at  inner  end;  (c)  dredging  between  the  breakwaters  to  form  a 
channel  600  feet  wide  and  30  feet  deep,  and  further  dredging  to  form 
a  stilUng  basin;  (d)  dredging  channel  oetween  revetmente  to  a  depth 
of  24  feet;  (e)  protecting  the  shore  Une  by  riprap;  and  (f)  widenmg 
the  Superior  front  channel  inside  the  narbor;  estimated  to  cost 
$1,703,000.  The  said  act  also  provided  for  additional  dredging  near 
the  draw  span  of  the  Northern  Pacific  Railroad  bridge  at  an  esti- 
mated cost  of  $55,500. 

The  present  project  has  been  further  modified  and  enlarged  by  the 
act  of  May  28,  1908,  which  provides  for  the  expenditure  of  moneys 
heretofore  appropriated  for  the  harbor  for  dredging  inside  the  Du- 
luth entrance,  in  accordance  with  a  report  in  House  Document  No. 
221,  Sixtieth  Congress,  first  session.  This  report  recommended  the 
enlargement  bv  about  209  acres  of  the  anchorage  area  of  the  Duluth 
Basin,  by  dredging  to  a  depth  of  22  feet,  low-water  datum,  an  esti- 
mated amount  of  4,590,000  yards,  at  a  cost  of  $550,800.  Tnese  sev- 
eral modifications  have  a  combined  estimated  cost  of  $2,319,300,  and 
together  with  the  first  estimate  of  $3,130,553  makes  a  total  estimated 
cost  of  $5,449,853  for  the  present  project  and  its  modifications. 

The  amount  expended  on  the  existing  project  to  the  close  of  the 
fiscal  year  ending  June  30.  1909,  exclusive  of  outstanding  Uabilities, 
was  $4,392,972.83,  of  whicn  $466,030  was  expended  for  maintenance. 

Operations  during  the  fiscal  year  ending  June  30,  1909,  include  the 
following: 

The  extension  of  the  Duluth  Harbor  Basin,  authorized  by  act  of 
May  28, 1908,  was  commenced  July  8, 1908,  and  vigorously  prosecuted 
by  the  contractors  until  the  close  of  the  season,  six  dipper  dredges 
being  employed  at  one  time.  The  work  was  resumed  on  the  opemng 
of  navigation  in  1909,  and  is  now  in  progress.  The  results  accom- 
plished to  June  30,  1909,  are  the  dredging  of  1,716,567  yards  at  a  con- 
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tract  cost  of  $180,239.54,  giving  a  depth  of.  22  to  24  feet,  extending 
the  area  of  the  basin  by  66  acres,  and  giving  a  total  area  in  the  basin 
to  date  of  about  237  acres.  This  is  new  work.  The  present  contract 
will  be  completed  before  the  end  of  this  season,  with  a  total  contract 
cost  of  about  $200,000,  which  is  expected  to  increase  the  area  to  a 
total  of  about  245  acres. 

Enlargement  of  East  Gate  Basin. — Private  dredging  of  sand  for 
dock  filHng  was  carried  on  for  a  number  of  years  at  the  easterly  side 
of  the  East  Gate  Basin  (near  the  Interstate  bridge),  under  permits 
from  the  Secretary  of  War  and  the  supervision  of  the  district  oflScer. 
About  850,000  yards  of  sand  were  thus  removed  without  cost  to  the 
United  States,  and  enlarged  the  turning  basin  by  about  39  acres, 
but  left  an  uneven  bottom,  obstructed  oy  shoals.  To  render  this 
area  available  for  navigation  the  shoals  have  been  removed  by  the 
United  States,  between  the  dates  of  June  25,  1908,  and  August  11, 

1908.  The  amount  dredged  was  99,966  yards,  at  a  contract  cost  of 
$11,995.92,  and  gave  a  depth  of  21  to  25  feet.  This  is  new  work,  and 
adds  much  to  the  safety  of  navigation  in  the  approach  to  the  bridge. 

Removal  ofshoah. — Dredging  for  the  removal  of  shoals  from  several 
of  the  channels  of  this  harbor  was  conmienced  June  22,  1909,  and  at 
the  close  of  the  fiscal  year  amounted  to  43,904  yards,  and  a  contract 
cost  of  $5,927.04.     TJiis  work  is  expected  to  be  completed  in  July, 

1909,  at  a  total  cost  of  about  $20,000,  and  will  give  a  good  navigable 
depth  of  more  than  20  feet.  This  work  was  for  the  purpose  of 
maintenance. 

Superior  Entry  improvement, — During  the  fiscal  year  operations 
were  in  progress  which  nearly  completed  the  north  concrete  revet- 
ment; contract  work  on  the  construction  of  the  north  rubble  mound 
breakwater  was  prosecuted;  a  quantity  of  riprap  was  removed  from 
the  old  channel  and  placed  in  the  south  rubble  mound  breakwater 
by  United  States  plant;  timber  cribs  for  the  seaward  ends  of  the 
two  breakwaters  were  completed,  and  will  be  sunk  in  place  later; 
a  trench  has  been  excavated  in  the  lake  for  the  cribs,  some  of  the 
bearing  piles  for  these  cribs  have  been  driven  and  cut  off;  a  number 
of  concrete  footing  blocks  have  been  built  to  be  placed  on  the  cribs; 
a  new  steel  tug  has  been  completed;  and  additional  plant  has  been 
constructed  by  the  United  States  for  use  on  construction  work.  The 
cost  of  the  foregoing  operations  was  $298,447.30,  of  which  $23,467.78 
was  for  administration.     The  foregoing  is  new  work. 

The  work  done  under  the  existing  project  up  to  the  close  of  the 
past  fiscal  year  has  been  as  follows : 

The  dredging  of  channels  and  basins,  which  was  in  operation  for 
six  seasons  under  continuous  contract  and  completed  m  1902,  re- 
moved 21,697,243  yards  of  material,  and  gave  17  miles  of  dredged 
channels  from  120  to  600  feet  in  width,  and  basins  for  anchorage 
and  for  turning  at  the  junctions  of  channels  and  in  the  vicinity  of 
bridges  of  an  aggregate  area  of  about  360  acres,  all  of  a  depth  of  20 
feet  or  more  at  low  water.  Since  then  the  lake  approach  to  the 
Duluth  Canal  has  been  deepened  to  30  feet  or  more  tor  a  width  of 
330  feet.  The  lake  approach  to  the  Superior  Entry  has  been  deepened 
to  30  feet  or  more  for  a  width  of  350  feet.  Channels  have  been 
widened  in  St.  Louis  Bay  to  adapt  them  to  the  reconstructed  spans 
of  the  Northern  Pacific  bridge,  which  have  recently  been  enlarged 
and  altered  in  position. 
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The  East  Gate  Basin  has  been  enlarged  to  the  extent  of  39  acres, 
as  stated  elsewhere,  ^^^^^  increased  facilities  for  the  passage  of 
vessels  through  the  Duluth-Superior  bridge,  and  for  turning  from 
the  Rice  Point  channel  to  the  Superior  Front  channel. 

The  Duluth  Harbor  Basin  is  beinjg  extended  in  order  to  provide 
for  much-needed  anchorage  facilities.  The  projected  amount  of 
such  extension,  as  recommended  by  the  Board,  is  209  acres.  On 
June  30,  1909,  there  had  been  66  acres  dredged,  which  is  about  31 

Eer  cent  accomplished  of  the  entire  amount.  The  government 
arbor  line  in  front  of  Minnesota  Point  has  been  moved  mshore  to  a 
distance  of  750  feet  by  the  Secretair  of  War  in  order  to  provide  the 
room  necessary  for  this  extension  of  the  basin. 

The  maintenance  of  these  channels  has  been  kept  up  by  the  removal 
of  shoals,  and  a  maximum  draft  of  20  feet  at  mean  low  water  could 
be  carried  through  any  and  all  of  them  on  June  30, 1909.  The  usual 
variation  of  water  level  extends  from  about  0  to  H- 1  foot  above  low- 
water  datiun.  The  head  of  navigation  is  at  the  foot  of  the  rapids 
just  above  the  village  of  Fond  du  Lac,  on  the  St.  Louis  River,  about 
20  miles  from  Lake  Superior. 

All  the  land  necessary  for  the  widening  of  the  Dtduth  Canal  has 
been  acquired  by  deed  of  gift,  purchase,  or  condemnation,  at  a  cost  of 
$53,919.05. 

The  land  needed  for  the  improvement  at  the  Wisconsin  Entrance, 
the  mouth  of  the  Nemadji  River,  and  a  marshy  island  in  the  St. 
Louis  River,  was  obtained  by  condemnation  proceedings,  at  a  cost  of 
$42,795.94. 

A  small  parcel  of  land  at  the  end  of  Grassy  Point  and  certain  lands 
in  Spirit  Lake  were  purchased,  at  a  cost  of  $3,146.20. 

A  site  for  a  boat  yard  on -Minnesota  Point,  near  the  Duluth  Canal, 
was  acquired  by  purchase  and  condemnation,  at  a  total  cost  of  $7,200, 
and  the  vacation  of  a  portion  of  a  street  was  effected  throxigh  the  city 
authorities^  which  was  found  necessary  in  order  to  carry  out  a  proper 
system  of  improvement.  This  property  has  now  been  improved  by 
building  a  bulkhead  and  a  landing  pier,  dredging  a  sUp,  filling  the 
yard  with  sand,  moving  the  four  government  bmldings,  which  had 
been  occupying  leased  groimd  at  the  foot  of  Seventh  avenue,  and  by 
fencing  in,  paving  a  roadway,  and  surfacing  and  seeding  for  grass. 
The  cost  of  this  improvement  has  been  about  $17,750. 

New  piers  were  built  for  the  Duluth  Canal.  These  piers  have  been 
equipped  with  67  iron  lamp-posts,  and  the  city  furnishes  the  electric  cur- 
rent for  lighting  the  same  during  the  season  of  passenger  travel  by  lake. 

Concrete  walls  inclosing  the  government  lands  at  the  Duluth  Canal 
were  built  and  the  tracts  nlled  to  grade,  reqinring  the  deposit  of  about 
50,000  cubic  yards  of  material. 

The  construction  of  an  engineer  building  on  the  government  land 
north  of  the  canal  for  offices  and  a  watchman's  house  has  been  com- 
pleted, at  a  cost  of  about  $25,000.  On  May  1,  1906,  the  rented  office 
rooms  were  given  up  and  the  new  building  occupied.  It  is  a  substan- 
tial building,  conveniently  near  the  harlK)r  ana  United  States  vessel 
yard,  and  well  adapted  to  office  purposes.  The  parking  of  the  canal 
groimds  and  the  construction  of  adaitional  concrete  waUs  to  protect 
the  groimds  from  flooding  by  storms  have  been  completed. 

At  the  Wisconsin  Entrance  (known  also  as  the  Superior  Entry) 
the  replacing  of  the  old  piers  by  new  ones  of  concrete  construction 
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was  begun  in  1903.  About  one-half  of  the  south  pier  was  completed 
in  1904.  A  description  of  the  method  of  construction  may  be  seen  in 
Appendix  AAA,  page  3779,  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1904.  During  the  following  two  years  but  little  was 
accomplished  in  the  way  of  construction  at  the  Superior  Entry  on 
account  of  the  destruction  of  protective  works  by  storms.  Work  on 
the  concrete  piers  was  ordered  discontinued  by  the  Chief  of  Engineers 
August  21,  1906,  pending  the  consideration  of  a  report  by  a  board  of 
engineers. 

Work  on  the  modified  project,  in  accordance  with  the  act  of  March 
2, 1907,  was  commenced  in  the  spring  of  1907,  and  has  been  in  progress 
since  that  time.  The  results  accomplished  are  stated  in  detail  else- 
where in  tins  report  and  in  the  annual  reports  for  previous  years.  Up 
to  June  30,  1909,  about  44  per  cent  or  this  projected  improvement 
has  been  accompUshed. 

The  lake  commerce  of  this  port,  Duluth-Superior,  during  the  last 
season  of  navigation  (1908)  amounted  to  23,797,162  tons  (of  2,000 
pounds),  valued  at  $223,114,320,  and  from  the  beginning  of  improve- 
ments by  the  Government  in  1867  to  1908,  inclusive,  the  vessel  rreight 
entering  and  departing  has  amounted  to  265,979,134  tons  (of  2,000 
pounds),  valued  at  $3,103,779,620. 

It  is  believed  that  the  tonnage  of  Duluth-Superior  Harbor  is  now 
exceeded  by  that  of  but  two  ports  in  the  United  States — New  York 
and  Philadelphia. 

The  vessel  freight  of  Duluth-Superior  Harbor  for  1908  was  57  per 
cent  of  the  amoimt  which  passed  the  Sault  locks  the  same  year. 

For  a  comparison  between  the  cost  of  improvements  and  the 
volume  of  commerce,  it  may  be  stated  here  that  the  total  amount  of 
money  expended  by  the  Government  on  the  improvement  of  this 
harbor  from  the  commencement  of  work  in  1867  up  to  June  30,  1909, 
is  $5,941,155.83.  The  vessel  freight  received  and  shipped  at  this 
port  during  the  same  period  was  265,979,134  tons,  and  its  market 
value  was  $3,103,779,620.  From  this  it  appears  that  the  cost  of 
government  improvements  has  been  less  than  one-fifth  of  1  per  cent 
of  the  value  of  the  freight  transported. 

The  annual  expense  of  government  operations  at  this  harbor,  con- 
sisting of  maintenance,  interest  on  the  total  cost  of  improvements  to 
date,  and  depreciation,  is  approximately  $284,852.  This  annual 
expense,  when  compared  with  tne  commerce  of  the  harbor,  amounts 
to  about  1  cent  for  each  ton  of  the  vessel  freight  for  the  year  1908. 
Compared  with  the  value  of  the  commerce  the  annual  expense 
amounts  to  about  one-eighth  of  1  per  cent  of  the  value  of  the  ves- 
sel freight  for  the  same  year.  For  a  further  comparison  it  appears 
that  the  annual  expense  is  only  about  one-half  of  1  per  cent  or  the 
saving  in  cost  of  transportation  by  water  as  compared  with  rail  rates, 
on  the  same  freight  for  the  year  1908.  Further  details  may  be  seen 
in  Table  4,  Appendix  1 1  3,  of  this  report. 

Effect  of  project  on  freight  rates:  It  may  not  be  possible  to  give 
exact  figures  showing  the  effect  of  the  improvements  of  this  harbor 
on  freight  rates,  but  the  following  statements  have  a  bearing  on  the 
question: 

The  average  rate  on  freight  passing  through  St.  Marys  Falls  canals 
in  1908  was  0.69  miU  per  mile  per  ton,  and  the  averi^e  haul  was  842 
miles,  as  shown  by  the  official  records.     If  the  same  rreight  had  been 
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carried  by  rail,  the  rate  would  probably  have  been  as  much  as  3  mills 
per  ton-mile,  making  a  difference  of  2.3  mills  per  ton-mile. 

Assuming  this  difference  to  apply  to  freight  for  Duluth-Superior 
Harbor,  and  that  the  average  haul  is  842  miles,  the  saving  in  cost  of 
transportation  by  water  would  be  $1.94  per  ton,  and  for  the  23,797,162 
tons  received  and  shipped  at  this  harbor  in  1908  the  saving  in  cost 
amounts  to  about  $46,000^000  in  that  one  year. 

The  saving  in  cost  of  this  large  sum  has,  of  course,  been  made  pos- 
sible by  the  government  improvements,  not  only  at  this  harbor,  but 
at  St.  Marys  River  and  at  other  points  between  here  and  the  Lake 
Erie  ports,  and  it  is  not  kno\vn  just  how  much  of  the  above  saving 
should  be  credited  to  the  Duluth-Superior  improvements.  It  is  evi- 
dent, however,  that  with  any  reasonable  proportion  of  such  saving  in 
transportation  accredited  to  the  improvements  at  this  harbor,  wmch 
form  an  essential  and  necessary  part  of  the  whole  waterway,  the  cost 
of  such  improvements  must  be  only  a  small  fraction  of  the  saving  in 
freight  rates  effected  thereby.* 

The  foregoing  saving  to  shippers  is  based  upon  a  comparison  of 
existing  rates  of  transportation  by  water  and  rail.  In  addition  to 
this  it  should  be  said  that  the  rail  rates  are  reduced  or  kept  down  by 
the  competition  of  the  waterway,  and  in  that  way  a  further  saving  in 
transportation  is  effected.  The  two  modes  of  transportation  having 
developed  contemporaneouslv  during  the  last  half  century,  it  would 
be  hard  to  sav  what  the  railroad  rates  would  be  if  the  (jreat  Lakes 
waterway  with  its  government  improvements  did  not  exist,  but  there 
is  hardly  room  for  doubt  that  they  would  be  materially  higher. 

The  amount  estimated  as  a  profitable  expenditure  in  fiscal  year 
ending  June  30,  1911,  consists  of  the  following  items: 

(a)  Dredging  to  complete  anchorage  basin  at  Duluth,  Minn.,  this  work 
being  for  the  extension  of  benefits $350, 800. 00 

(6)  Continuing  improvements  at  the  Superior  Entry,  the  work  proposed 
being  necessary  to  make  the  improvement  available,  as  follows: 
For  completion  of  concrete  superstructure  to  the  breakwater  heads  of 

north  and  south  rubble  mound  breakwaters 50, 500. 00 

For  completing  north  and  south  rubble  mound  breakwaters 255, 530. 00 

Removal  of  old  timber  cribs 19, 000. 00 

Dredging  north  side  of  inner  channel  as  shown  on  sheet  3  (Report 
of  Board  of  Engineers  approved  April  5, 1907) 64, 368. 00 

389,398.00 
Administration  and  contingencies,  20  per  cent 77, 879. 60 

467,277.60 

Grand  total  for  improvement 818, 077. 60 

(c)  For  maintenance 25, 000. 00 

Total  for  improvement  and  maintenance 843, 077. 60 

a  A  similar  savine  in  freight  rates  applies  to  other  harbors  in  the  Duluth  district 
which  have  railroaa  connections  and  wnere  harbor  improvements  executed  by  the 
Government  (or  in  part  at  private  cost)  have  opened  up  these  harbors  to  interlake 
navigation  and  commerce.    The  above-named  amount  of  saving  in  cost  of  transporta- 


tion, $1.94  per  ton,  will  be  considered  as  also  applying  approximately  to  the  harbors 
of  Agate  Bay,  A^land,  Ontonagon,  Marquette,  Marquette  my,  Grand  Marais  (Mich.), 
and  the  local  harbors  of  the  Keweenaw  waterway,  subject  to  more  or  lees  error,  accord- 


ing to  different  local  conditions,  such  as  the  class  of  freight,  its  destination,  number 
of  competing  railroads,  facility  of  handling  freight  by  boat  and  by  rail,  etc.  (See 
Table  4,  Appendix  I  I  3,  of  this  report.) 
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With  regard  to  the  mamtenance  of  improvements  in  this  harbor, 
it  is  believed  that  this  could  be  advantageously  provided  for  by  an 
annual  allotment. 

With  49  miles  of  harbor  frontage,  17  miles  of  20-foot  channels, 
and  the  handling  of  over  23,000,000  tons  of  freight  in  the  past  year, 
t.Aere  is  necessity  for  the  closest  inspection,  by  a  special  patrol  pro- 
vided with  a  steam  tug,  to  prevent  injurious  deposits,  encroachments 
of  wharves  and  other  private  structures,  the  enforcement  of  rules 
regarding  the  rafting  oi  logs,  the  anchorage  of  vessels,  the  opening 
of  draws,  and  the  care  of  United  States  property.  These,  with  the 
discovery  and  removal  of  shoals,  repairs  to  government  piers,  the 
care  of  parks,  and  the  collection  of  complete  and  reliable  commercial 
statistics,  which  has  already  proven  of  great  value,  it  is  thought  could 
best  be  cared  for  by  congressional  action  authorizing  allotments  or 
appropriations  to  be  made  on  estimates  submitted. 

For  reports  of  examinations  and  surveys  of  Duluth-Superior 
Harbor,  see  the  Annual  Report  of  the  Chief  of  Engineers  for  1906, 
page  565,  where  references  are  given.  See  also  Aimual  Report  for 
1907,  Appendix  J  J,  page  1833,  and  Annual  Report  for  1908,  page 
648. 

July  1,  1908,  balance  unexpended $762, 735. 72 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 470, 000. 00 

1, 232,  735.  72 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $487, 488. 05 

For  maintenance  of  improvement 40,  OCO.  00 

527, 488. 05 

July  1,  1909,  balance  unexpended 705, 247. 67 

July  1,  1909,  outstanding  liabilities 20, 984.  36 

July  1,  1909,  balance  available 684, 263. 31 

July  1,  1909,  amount  covered  by  uncompleted  contracts 170, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project 1, 043, 799.  20 

"Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement  and  for  maintenance,  exclusive 
of  the  balance  unexpended  July  1,  1909 843, 000. 00 

Submitted  in  compliance  with  reauirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  1 1  3.) 

^.  Harbor  at  Port  Wing,  Wis. — The  harbor  of  Port  Wing,  formed 
by  the  mouth  of  Flag  River,  is  situated  on  the  south  shore  of  Lake 
Superior,  about  33  miles  from  the  head  of  the  lake. 

Before  improvement  the  depth  at  entrance  was  small  and  variable. 
It  was  2  or  3  feet  at  times,  and  at  other  times  the  entrance  was  closed 
entirely. 

Previous  to  government  operations  the  harbor  had  been  improved 
by  private  parties  to  some  extent.  The  entrance  had  been  jettied,  but 
imperfectly  and  with  only  partial  success,  and  dredging  was  necessary 
every  spring  for  removing  a  sand  bar.  Within  the  harbor  much 
dredging  had  been  done  to  accommodate  the  lumber  business. 

In  accordance  with  the  provisions  of  the  act  of  Congress  approved 
March  3,  1899,  a  report  upon  a  survey  of  this  harbor  with  a  project 
for  its  improvement  was  submitted  on  November  20,  1899. 
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This  project  provided  for  the  construction  of  two  parallel  piers  of 
piling,  nlled  in  with  slabs  and  topped  with  large  rocK.  These  piers 
were  to  be  located  200  feet  apart  and  to  be  800  reet  and  825  feet  long, 
respectively.  A  channel  150  feet  wide  and  16  feet  deep  was  to  be 
dredged  between  the  piers  and  for  500  feet  along  the  siouribi.  The 
estimated  cost  of  the  improvement  was  $44,992,  increased  in  1908 
to  $56,539,  on  account  or  underestimate  for  dredging  in  the  original 
estimate. 

By  act  of  Congress  approved  June  13,  1902,  the  project  was 
adopted;  the  village  of  rort  Wing  conveyed  to  the  United  States 
without  cost  7  acres  of  land  at  the  harbor  entrance  needed  for  the  im- 
provement, and  the  work  of  improvement  was  commenced  in  1903. 

The  amount  expended  on  this  work  to  the  close  of  the  fiscal  year 
ending  June  30,  1909,  exclusive  of  outstanding  liabiUties,  was 
$46,991.66,  of  which  $5,689.71  was  for  maintenance. 

Operations  during  the  vear  consisted  in  dredging  for  the  removal 
of  snoals,  between  the  dates  of  April  22  and  May  3,  1909,  7,015 
yards  at  contract  cost  of  $1,245.16.  This  partially  removed  the 
shoals  and  opened  a  narrow  passage  which  would  accommodate  any 
vessels  wishmg  to  do  business  there.  The  dredge  then  proceeded 
to  the  work  of  removing  shoals  elsewhere,  and  later  will  return  and 
complete  the  dredging  of  shoals  at  Port  Wing. 

The  following  results  have  been  accomplished:  The  two  entrance 
piers  built,  with  lengths  of  800  and  601  feet^  respectively^  45  feet  of 
pile  revetment  at  the  inner  end  of  the  east  pier;  dredging  which  gave 
an  entrance  channel  15  feet  deep  at  low  water,  100  feet  wide,  and 
extending  from  deep  water  in  the  lake  through  to  a  distance  of  200 
feet  inside  of  the  inner  end  of  the  east  pierj  a  portion  of  the  turning 
slip,  extending  70  feet  to  the  east,  past  the  mner  end  of  the  east  pier, 
with  a  width  of  80  feet  and  a  depth  of  14  to  16  feet;  a  pile  revetment 
100  feet  long  at  the  inner  end  of  the  west  pier,  and  maintenance  of 
improvement  by  dredging  of  shoals  and  repairs  to  the  piers. 

A  maximum  draft  of  14  feet  can  be  earned  June  30,  1909,  at  mean 
low  water  over  the  shoalest  portion  under  improvement.  The  usual 
variation  of  water  level  extends  from  mean  low  water  (low-water 
datum)  to  1  foot  above  datum.  The  entrance  piers  have  been 
effective  in  reducing  shoaling  very  materially. 

Private  dredging  extendi  a  navigable  channel  to  a  distance  of 
about  2,500  feet  southerly  from  the  entrance,  and  this  improvement 
marked  the  limit  of  navigation  on  Flaff  River.  This  stretch  of  river 
has  been  redredged  from  time  to  time  oy  private  enterprise,  and  the 
lower  portion  has  an  available  depth  of  probably  14  feet  for  a  short 
distance  from  the  entrance,  while  the  upper  portion  is  now  badly 
shoaled. 

The  vessel  freight  of  this  harbor  was  64  arrivals  and  departures, 
with  31,127  tons  (of  2,000  pounds),  valued  at  $305,000,  in  1901,  and 
288  arrivals  and  departures,  with  23,100  tons  (of  2,000  pounds), 
valued  at  $312,941,  in  1908. 

The  freight  tonnage  in  1908  was  but  22  per  cent  of  that  for  the 
previous  year,  owing  to  the  general  business  depression. 

The  total  freight  of  this  port  for  the  six  years  1903  to  1908,  inclu- 
sive, since  the  date  of  commencement  of  government  improvements, 
was  299,294  tons  of  2,000  pounds. 
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The  total  expenditures  by  the  Qovemment  for  this  harbor  to  date 
are  only  IJ  per  cent  of  the  value  of  the  vessel  freight  received  and 
shipped  during  the  period  covered  by  these  expenditures. 

The  annual  expense  of  government  improvements  at  this  harbor, 
consisting  of  maintenance,  interest,  and  depreciation,  is  approxi- 
mately $3,426.  This  amounts  to  1  cent  per  ton  of  the  vesesl  freight 
for  1908,  and  to  l^V  P®r  cent  of  the  value  of  this  freight.  Further 
details  may  be  seen  in  Table  4,  Appendix  1 1  4,  of  this  report. 

EflFect  of  project  on  freight  rates:  This  harbor  has  only  water 
transportation  for  the  movement  of  its  freight,  and  for  this  reason  no 
comparison  can  be  made  with  freight  charges  by  railroad. 

The  construction  of  a  harbor  here  has  oeen  an  essential  factor  in 
the  development  of  the  commerce  of  Port  Wing.  There  was  no  com- 
merce to  mention  previous  to  these  improvements.  In  1907  it 
amounted  to  nearly  a  million  dollars. 

The  principal  sawmill  of  this  place,  which  had  shut  down  in  June, 
1905,  as  noted  in  the  Annual  Keport  of  the  Chief  of  Engineers  for 
1905,  page  1990,  resumed  operations  in  the  spring  of  1907,  with  a 
prospect    for    continuous   work    for    many  years.     Other   timber 

Erodiicts  and  a  good  brownstone  quarry  add  materially  to  the  vessel 
usiness. 

A  revised  estimate  gives  $15,237  as  the  amount  re(iuired  for  com- 
pleting the  approved  project.  Details  may  be  seen  in  the  report  of 
the  district  omcer  for  1908. 

It  is  proposed  to  expend  the  sum  recommended  to  be  appropriated 
for  this  harbor  for  the  completion  of  the  project,  consisting  mainly 
of  dredging  to  give  full  dimensions  of  channels,  and  for  maintenance 
in  removing  shoals  and  for  repairs  to  the  entrance  piers.  These  ex- 
penditures will  result  in  an  extension  of  the  benefits  to  navigation. 

A  more  detailed  description  of  the  harbor  may  be  seen  m  House 
Document  No.  114,  Fifty-sixth  Confess,  first  session,  and  in  Bulletin 
No.  18,  Survey  of  the  Northern  and  iJorthwestem  Lakes,  page  75. 

For  reports  on  examinations  and  surveys,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1906,  page  568,  where  references  are  given. 

July  1, 1908,  balance  unexpended |0. 34 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 6,000.00 

July  1, 1909,  balance  unexpended 5,000.34 

July  1, 1909,  outstanding  liabilities 100. 00 

July  1,  1909,  balance  available 4, 900. 34 

July  1,  1909,  amount  covered  by  uncompleted  contracts 4, 400. 00 

Amount  (estimated)  required  for  completion  of  existing  project 15, 237. 00 

I  Amount  that  can  be  profitably  expended  in  fiscal  year  en'!*   ;  '...rio  30, 
1911,  for  works  of  improvement  and  for  maintenance,  -  *      ^^  .  .^  of  the 
balance  unexpended  July  1,  1909 20,237.00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  1 1 4.) 

S.  Harbor  at  Ashland.  Wis, — Ashland  Harbor  is  located  at  the 
head  of  Chequamegon  Bay,  and  originally  had  no  protection  from 
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the  waves  which  rolled  into  the  bay  nor  from  waves  generated  within 
the  bay  itself  by  storms. 

The  natural  depth  at  the  entrance,  and  through  the  bay  up  to 
the  vicinity  of  the  present  harbor  line  along  a  large  part  of  the  city 
front,  was  at  least  19  feet  at  mean  low  water,  requirmg  no  dredging 
except  for  private  slips,  but  for  the  southwest  part  of  the  city  front 
shoaler  water  is  found,  which  required  the  dredging  of  a  public 
channel  in  front  of  the  harbor  line. 

The  original  project,  approved  December  7,  1888,  and  modified 
February  9,  1889,  was  for  the  constructing  of  a  pile,  slab,  and  rock 
breakwater  8,000  feet  long,  and  for  dredging  a  channel  in  front  of  the 
wharves  of  the  city. 

The  original  estimates  of  cost  were,  for  dredging,  $65,540;  for 
breakwater,  $165,760. 

The  act  of  March  3,  1899,  added  to  this  project  by  authorizing  an 
extension  of  the  breakwater  to  the  shore,  thus  requiring  the  ultimate 
construction  of  10,200  feet  of  breakwater.  The  emergency  river  and 
harbor  act  of  June  6,  1900,  provided  that  the  appropriation  alreadv 
made  should  be  expended  in  Duilding  a  shore  spur  4,700  feet  in  lengtn 
from  a  pomt  2,600  feet  east  of  the  prolongation  of  the  present  break- 
water and  parallel  thereto.  This  again  changed  the  project,  adding 
greatly  to  tne  total  length  of  breakwater  to  be  constructed  and  largely 
to  the  total  expense. 

The  total  amount  expended  on  this  project  and  its  modifications  up 
to  the  close  of  the  fiscal  year  ending  June  30,  1909,  not  including  out- 
standing liabilities,  is  $456,820.22,  of  which  amount  $261,555.06  has 
been  applied  to  the  maintenance  of  the  improvement. 

Under  this  project  and  its  two  modifications  there  have  been  con- 
structed 7,454  feet  of  breakwater  on  the  original  line  and  842  feet  on 
the  line  fixed  by  the  act  of  June  6,  1900. 

Of  the  7,454  feet  on  the  original  line  91  feet  is  detached  and  imcom- 
pleted  work  near  shore  and  7,363  feet  is  completed  breakwater  in  one 
piece. 

The  pile,  slab,  and  rock  breakwater  on  the  original  line  is  in  very 
poor  condition,  and  has  reauired  large  expenditures  for  maintenance. 

The  work  of  revetting  tnis  structure  with  riprap  so  as  to  form  a 

Eermanent  rubble-moimd  breakwater,  with  the  old  structure  for  a 
carting,  was  begun  in  May,  1903,  and  has  continued  with  more  or 
less  work  each  vear  up  to  the  present  date,  under  three  successive 
contracts.  Under  eacn  of  these  contracts  the  plant  was  small  and 
the  rate  of  progress  rather  slow,  but  the  low  prices  obtained  under 
competitive  bids  compensated  in  a  measure  for  the  greater  length  of 
time  required.  A  diagram  showing  the  method  of  reenforcing  the 
breakwater  may  be  seen  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1905,  page  1992. 

Operations  for  the  fiscal  year  consisted  in  the  continuation  of  the 
work  of  revetment  of  the  breakwater,  on  the  above  described  plan, 
from  July  1,  1908,  to  November  18,  when  the  existing  contract 
was  completed.  The  results  accomplished  during  this  period  was 
the  revetment  of  a  linear  distance  of  1,623  feet  of  the  breakwater, 
which  required  the  placing  of  43,116  tons  of  rock,  at  a  contract  coat 
of  99  cents  per  ton,  or  $42,684.84.     This  work  is  for  maintenance. 

On  June  30,  1909,  the  total  distance  revetted  was  6,905  feet, 
which  is  94  per  cent  of  the  entire  length  of  the  present  breakwater. 
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The  work  done  gives  a  protected  area  of  about  1,600  acres  and 
affords  safe  anchorage  and  dockage  for  a  distance  of  3  miles  along 
the  city  front. 

The  usefulness  of  the  breakwater  was  in  evidence  when  the  north- 
east storm  of  September  2-3,  1905,  caused  considerable  damage  to  the 
village  of  Washoum,  across  the  bay  from  Ashland,  breaking  in  10  of 
the  doors  of  the  large  flour  shed  of  the  Northwestern  Railway  Com- 
pany and  cutting  away  the  embankment  of  the  railroad  approach, 
while  the  numerous  docks  along  the  Ashland  Harbor  front  under  the 

Srotection  of  the  breakwater  escaped  injury.  This  storm  seriously 
amaged  the  breakwater  itself  along  the  portions  which  had  not  been 
strengthened  by  the  rock  embankment. 

Dredging  by  the  Government  in  the  years  1897,  1903,  and  1907 
constructed  a  channel  which  has  a  length  of  5,760  feet  and  extends  in 
front  of  the  existing  wharves  of  the  city  where  the  original  depth  of 
water  was  not  already  suflScient  for  navigation.  This  channel  now 
has  a  width  of  80  to  120  feet  for  a  depth  of  20  feet  or  more  at  mean 
low  water  and  a  somewhat  greater  width  for  an  18-foot  depth.  The 
width  is  not  as  great  as  it  should  be. 

The  dredgings  from  this  channel  have  been  deposited  alongside  the 
government  breakwater  to  form  an  earth  embankment  and  lessen  the 
amount  of  rock  required  for  the  revetment. 

Easterly  from  the  dredged  channel  the  natural  depth  of  the  bay  in 
front  of  the  harbor  line  is  a  little  more  than  19  feet  at  mean  low  water 
and  sufficient  for  the  present  needs  of  commerce. 

The  usual  variation  of  level  of  the  water  surface  is  from  about  0  to 
+ 1  foot,  referred  to  mean  low  water. 

The  conunerce  of  this  port  carried  by  vessels  consists  principally  of 
iron  ore  and  lumber  exported,  and  coal,  mineral  oil,  and  general  mer- 
chandise imported.  (With  the  conunerce  of  Ashland  are  included 
the  towns  of  Washburn  and  Bayfield,  unless  otherwise  stated.) 

The  commerce  has  increased  during  the  twenty-two  years  the  har- 
bor has  been  under  improvement  by  the  United  States  from  892  ar- 
rivals and  clearances,  with  cargo  tonnage  of  1,400,000  tons  (of  2,000 
pounds),  in  1887,  to  1,490  arrivals  and  clearances,  with  cargo  tonnage 
of  3,658,530  tons  (of  2,000  pounds),  valued  at  $17,738,143,  in  1908. 
The  total  commerce  from  1887  to  1908,  inclusive,  is  estimated  at 
73,607,250  tons  (of  2,000  pounds),  valued  at  $526,624,067,  exclusive 
of  logs  towed  in  rafts. 

The  total  expenditures  by  the  Government  for  this  harbor  to  date 
are  only  one-eleventh  of  1  per  cent  of  the  value  of  the  vessel  freight 
received  and  shipped  during  the  period  covered  by  these  expendi- 
tures. 

The  annual  expense  of  Government  improvements  at  this  harbor, 
consisting  of  maintenance,  interest,  and  depreciation,  is  approxi- 
mately $23,605  and  amounts  to  $0,006  per  ton  of  the  vessel  freight 
for  1908  (for  Ashland  alone),  to  one- tenth  of  1  per  cent  of  the  value  of 
this  freight,  and  to  one-third  of  1  per  cent  of  the  saving  in  the  cost  of 
transportation  on  the  same  freight,  by  water  as  compared  with  rail 
rates.  Further  details  of  these  comparisons  may  be  seen  in  Table  4, 
Appendix  1 1  6,  of  this  report. 

Effect  of  project  on  freight  rates:  The  estimated  saving  in  cost  of 
transportation  by  water  over  that  by  rail  is  $1.94  per  ton,  which  is 
more  than  $6,000,000,  for  the  business  of  this  port  in  1908.     (See 
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also  page  633  of  Annual  Report  of  Chief  of  Engineers  for  1908,  and 
Table  3  of  Appendix  J  J  5.) 

The  protection  to  the  commerce  of  Ashland  alone  afforded  by  gov- 
ernment improvements  is  fully  stated  in  another  part  of  this  report. 

The  extension  of  the  breakwater  for  a  distance  of  637  feet  to  the 
west,  as  required  for  completion  to  the  projected  length  of  8,000  feet, 
has  been  delayed  for  some  years  past  in  order  to  stren^hen  the  por- 
tion already  built.  It  is  now  believed  that  the  execution  of  this  ex- 
tension should  be  taken  up  at  once.  The  district  officer  has  submitted 
an  estimate  for  this  extension  (see  Appendix  1 1  5),  in  which  the  de- 
tails of  the  original  plan  are  changed  so  as  to  substitute  for  the  original 
piles  and  slabs  a  rubble  mound,  resting  on  a  fill  of  earth  from  dredgings 
deposited  without  cost  to  the  United  States,  the  rubble  mound  to  be 
built  of  rough  auarried  stone,  and  of  simple  construction,  and  to  be 
terminated  at  tne  west  end  by  a  pierhead  built  of  timber,  rock,  and 
concrete,  for  a  landing  and  for  a  suitable  finish  to  the  breakwater,  and 
to  provide  a  base  for  a  light-house  and  fo^  signal.  The  cost  of  this 
extension  is  estimated  at  $50,172.  The  original  estimate,  for  the  pile 
and  slab  construction,  was  $25,811,  but  at  current  prices  this  would 
be  increased  to  $64,974,  so  that  the  proposed  modification  in  detail  is 
a  desirable  one  on  account  of  both  permanency  and  economy.  It  has 
accordingly  been  adopted  by  this  office. 

The  amount  estimated  as  a  profitable  expenditure  in  fiscal  year 
ending  June  30,  1911,  will  be  applied  as  follows: 

For  improvement  to  widen  channel  to  200  feet $25, 000 

For  extending  breakwater  637  feet  (in  part) 35, 000 

Total  for  improvement 60, 000 

For  maintenance  and  contingencies  (in  addition  to  unexpended  balance) 5, 000 

The  additional  work  proposed  is  for  the  purpose  of  extension  of 
benefits  to  navigation  and  commerce.  Additional  details  regarding 
the  work  proposed  may  be  seen  in  Appendix  115. 

References:  Map  in  Annual  Report  of  the  Chief  of  Engineers  for 
1903,  page  1812.  Lake  Survey  chart  of  the  Apostle  Islands,  including 
Chequameeon  Bay,  catalogue  No.  962.  Lake  Survey  Bulletin  No.  18, 
page  41.  roT  reports  on  examinations  and  surveys,  see  Annual  Re- 
port of  Chief  of  Engineers  for  1906,  page  670,  where  references  are 
given. 

The  river  and  harbor  act  of  March  3, 1909,  authorized  a  preliminary 
examination  of  "Ashland  Harbor,  with  a  view  to  widening  the  channel 
to  four  hundred  feet,  or  to  such  width  as  may  be  deemed  suitable  for 
the  needs  of  commerce."  Report  thereon  wiU  be  submitted  to  Con- 
gress at  its  next  session. 

July  1, 1908,  balance  unexpended 164, 412. 84 

Amount  aUotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909.. 25,000.00 

89,412.84 
June  30, 1909,  amount  expended  during  fiscal  year,  fai  maintenance  of  im- 
provement      56, 733. 06 

July  1, 1909,  balance  unexpended , 32, 679. 78 
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July  1,  1909,  amount  covered  by  uncompleted  contracts $25, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project 311, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 65, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  1 1  5.) 

6.  Harbor  at  OrUonagon,  Mich, — ^The  entrance  to  Ontonagon  River, 
which  forms  the  harbor,  had  but  6  or  7  feet  depth**  in  1867,  at  which 
time  the  project  for  securing  12  feet  depth  by  building  parallel  piers 
on  either  side  of  the  mouth,  extending  to  the  18-foot  curve  of  depth 
in  Lake  Superior,  and  dredging  a  channel  between  the  piers,  was 
adopted.  Esthnated  cost,  $363,770.  The  west  pier  was  Tbuilt  to  a 
length  of  2,675  feet  and  the  east  pier  to  a  length  of  2,315  feet.  This 
brought  the  outer  end  of  the  west  pier  very  nearly  to  the  18-foot 
curve  of  depth,  as  proposed. 

As  far  as  new  work  is  concerned  the  project  has  been  completed 
since  1889,  and  since  then  expenditures  nave  been  only  for  keeping 
a  12-foot  channel  open  by  dredging  and  for  the  repairs  to  the  piers. 

The  amount  expended  on  this  improvement  up  to  the  close  of  the 
fiscal  year  ending  Jime  30,  1909,  not  including  outstanding  liabili- 
ties, is  $378,279.26,  of  which  sum  $93,478.02  has  been  spent  for 
maintenance  of  the  improvements. 

Operations  during  tne  last  fiscal  year  were  for  maintenance,  by 
the  dredging  of  shoals  from  the  entrance.  This  dredging  was  done 
in  May  and  June,  1909,  to  the  extent  of  39,257  yards,  at  a  contract 
cost  of  $7,027.  Work  not  completed  at  date  of  this  report.  This 
dredging  has  made  a  narrow  channel  through  the  bars  which  had 
formed,  giving  a  depth  of  16  feet  or  more  for  a  width  of  40  to  50  feet, 
from  the  lake  and  through  the  piers  and  up  to  the  north  end  of  the 
limiber  dock  on  the  west  side  of  the  harbor.  About  13  feet  is  the 
available  depth  up  to  the  north  end  of  the  Commercial  Dock,  on  the 
east  side  of  the  harbor. 

The  amount  of  dredging  done  from  year  to  year  since  the  com- 
pletion of  the  project  for  maintaining  a  12-foot  depth  through  the 
entrance  is  shown  in  tabular  form  in  Appendix  116.  From  this  it 
will  be  seen  that  the  amount  of  shoaling  previous  to  1905  was  gen- 
eraUy  small,  but  that  for  the  last  five  years  it  has  been  abnormally 
great.  The  cause  of  this  recent  shoaling  is  not  fully  understood,  but 
a  discussion  of  the  subject  may  be  seen  in  House  Docmnent  444, 
Sixtieth  Confess,  first  session,  pages  3-5.  The  floods  which  bring 
down  the  sedunent  do  not  occur  every  year,  as  a  rule,  but  provision 
should  be  made  for  reheving  the  situation  when  they  do  occur. 

The  usual  variation  of  water  level  extends  from  0  to  4- 1  foot  above 
low-water  datum. 

In  1867  there  were  449  arrivals  and  departures,  with  5,000  .tons 
of  cargo,  and  in  1908  there  were  366  arrivals  and  departures,  with 
13,049  tons  (of  2,000  pounds)  of  cargo,  valued  at  $254,022. 

a  The  datum  plane  for  these  depths  is  not  known. 
9001— BNQ  1909 43 
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The  commerce  of  this  port  since  the  commencement  of  operations 
by  the  United  States  is  estimated  at  2,808,052  tons  (of  2,000  pounds), 
valued  at  $75,365,517. 

The  amount  of  freight  received  and  shipped  in  1908  was  greater 
by  78  per  cent  than  in  1907,  but  in  value  of  freight  it  was  26  per  cent 
less  than  in  1907. 

The  total  expenditures  by  the  Government  for  this  harbor  to  date 
are  one-half  of  1  per  cent  of  the  value  of  the  vessel  freight  received 
and  shipped  during  the  period  covered  by  these  expenditures. 

The  annual  expense  of  government  operations  at  this  harbor,  con- 
sisting of  maintenance,  interest,  and  depreciation,  is  approximately 
$19,314.  This  amounts  to  $1.48  per  ton  of  vessel  freight  for  the 
year  1908,  to  7.6  per  cent  of  the  value  of  this  freight,  and  is  76  per 
cent  of  the  saving  in  the  cost  of  transportation  on  this  freight  by 
water  as  compared  with  rail  rates.  Details  of  these  comparisons 
may  be  seen  in  Table  4.  Appendix  116. 

Effect  of  project  on  freight  rates:  The  estimated  saving  in  cost  of 
transportation  by  water  over  that  by  rail  is  $1.94  per  ton,  or  $25,315 
for  the  lake  commerce  of  this  port  in  1908.  ^  As  the  former  condition 
of  the  river  was  unsuited  to  navigation,  this  saving  in  freight  rates 
may  be  considered  as  effected  by  United  States  improvements. 

The  amount  estimated  as  a  profitable  expenditure  in  fiscd  year 
ending  June  30,  1911,  will  be  appUed  as  follows:  For  maintenance, 
consisting  of  dredging  for  the  removal  of  shoals,  repairs  to  piers,  and 
administration,  $10,000. 

The  work  proposed  is  for  the  purpose  of  making  the  improvements 
available  aria  for  extension  of  benefits  to  navigation  and  commerce. 

References:  For  reports  on  examinations  and  survevs,  see  Annual 
Report  of  the  Chief  of  Engineers  for  1906,  page  571,  where  references 
are  given;  also  page  647  or  Annual  Report  for  1908. 

The  river  and  harbor  act  of  March  3, 1909,  authorized  a  preliminary 
examination  of  Ontonagon  Harbor.  The  questions  under  considera- 
tion are  (a)  whether  the  project  should  be  modified  so  as  to  provide 
for  deeper  dredging  of  the  entrance  channel,  and  (6)  how  far  to  extend 
the  government  dredging  within  the  inner  harbor.  Report  thereon 
will  be  submitted  to  (Sngress  at  its  next  session. 

July  1,  1908,  balance  unexpended 1831.76 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 20,000.00 

20,831.76 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 983. 02 

July  1,  1909,  balance  unexpended '  19,848.74 

July  1,  1909,  amount  covered  by  imcompleted  contracts 10, 000. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  1 1  6.) 

7.  Waterway  across  Keweeruiw  Point,  from  Keweenaw  Bay  to 
Lake  Superior ,  Michigan. — ^This  work  was  formerly  reported  on  as 
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the  Portage  Lake  and  Lake  Superior  oanals;  across  Keweenaw  Point, 
Michigan. 

Li  accordance  with  the  provisions  of  the  river  and  harbor  act  of 
September  19,  1890,  the  United  States  purchased  and  assumed  the 
chaise  and  care  of  these  canals  on  August  3,  1891. 

At  the  time  of  the  purchase  bv  the  United  States  there  was  a  verv 
poor  13-foot  navigation;  *  the  channel  was  narrow  and  crooked,  witn 
many  sharp  benos;  it  was  poorly  marked  and  lighted;  the  entrance 
piers  were  m  a  very  bad  condition;  the  revetments  were  decayed  or 
entirely  gone,  and  there  was  a  tax  on  the  commerce  through  the 
canals  in  the  shape  of  a  tonnage  charge. 

The  original  project,  adopted  January  24,  1887,  was — 

1.  For  a  16-foot  channel  of  70  feet  bottom  width  from  bay  to  lake. 

2.  A  renewal  of  the  canal  revetments. 

3.  A  reconstruction  of  the  piers  at  the  Lake  Superior  entrance  and 
their  extension  to  30  feet  depth  of  water. 

4.  The  extension  of  the  pier  at  the  Keweenaw  entrance  to  a  20-foot 
depth  of  water. 

5.  At  the  proper  time  to  increase  the  channel  depth  to  20  feet,  with 
a  corresponmng  width,  which  should  not  be  less  than  120  feet. 

The  sum  expended  in  the  purchase  of  the  canals,  lands,  etc.,  and  on 
items  1  and  2  of  the  original  project  was  $850,000. 

The  act  of  Jime  3,  1896,  authorized  continuing  contracts  to  com- 
plete items  1,  2,  3,  and  4  of  the  above  project  to  the  amoimt  of 
$1,115,000. 

By  modification  approved  March  15,  1898,  the  width  and  depth 
were  to  be  increased  to  120  feet  and  20  feet,  respectively,  as  originally 
contemplated. 

The  total  amount  expended  on  the  original  project  and  its  modifi- 
cations up  to  the  close  of  the  fiscal  year  ending  June  30,  1909,  not  in- 
cluding outstanding  liabiUties,  was  $1,338,431.39,  of  which  about 
$39,000  was  expended  for  maintenance. 

The  entire  project,  including  the  modification  for  20-foot  depth  and 
120-foot  widtn,  was  completed  at  a  cost  of  only  $45,000  in  excess  of 
the  estimate  for  the  16-foot  depth,  or  $715,000  less  than  the  estimated 
cost  of  the  lai^er  project. 

The  expenditures  during  the  year  were  in  payment  of  dredging  done 
in  June,  1908. 

As  a  result  of  government  improvements  (together  with  the 
earlier  private  improvements)  this  waterway  has  a  clear  width  of 
120  feet  and  a  clear  depth  of  20  feet  at  low  water  datum  (mean  low 
water)  throughout  its  entire  length,  and  with  a  greater  width  on  bends 
in  the  channel. 

The  available  balance  of  the  appropriation  for  improvement  was 
intended  for  renewal  of  the  old  revetments,  but  it  is  beheved  that  those 
remaining  may  not  need  renewal,  and  the  money  will  be  held  until 
the  necessity  shall  be  demonstrated. 

The  maximum  draft  that  can  be  carried  Jime  30,  1909,  through 
the  waterway  is  20  feet  at  mean  low  water. 

The  usual  variation  of  water  level  extends  from  about  0  to  4- 1  foot, 
referred  to  low-water  datum. 

•  The  plane  of  reference  for  this  depth  is  not  known. 
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Certam  iini)ortant  additional  improyements  have  been  recom- 
mended for  this  waterway,  as  follows: 

A  harbor  of  refuge  near  the  lower  or  easterly  end  of  the  waterway, 
somewhat  similar  to  the  one  known  as  Lily  Pond  at  the  upper  or 
westerly  end,  where  vessels  can  find  facilities  for  mooring  and  lying  in 
safety  during  heavy  weather.  A  preUminary  examination,  together 
with  surveys,  plans,  and  estimates,  had  been  duly  authorized  and 
reported.  The  report  was  printed  in  House  Document  No.  325,  Sixtieth 
Congress,  first  session,  ana  attention  is  invited  to  same. 

An  improvement  to  the  upper  entrance  to  the  waterway  has  been 
recommended  by  the  district  officer  and  concurred  in  by  the  divi- 
sion engineer,  namely,  to  deepen  the  stilling  basin — that  is,  the  pro- 
tected area  just  within  the  breakwaters — by  dredging  out  the  shoal 
portions  to  a  minimum  depth  of  22  feet  within  a  radius  of  about 
1,700  feet  from  the  outer  opening  between  the  breakwater  ends  and 
removing  the  outer  portions  of  the  old  timber  revetment  piers,  which 
are  located  at  the  entrance  from  the  stilling  basin  to  the  canal  proper, 
to  within  200  or  300  feet  of  the  shore  line  and  about  1,700  feet  from 
the  outer  opening  from  the  lake.  This  would  give  more  room  for 
vessels,  which  is  much  needed  in  making  the  entrance  during  heavy 
winds  in  order  to  right  themselves  after  passing  the  outer  entrance 
and  head  for  the  channel  between  the  revetment  piers. 

At  present  the  distance  from  the  outer  entrance  to  the  channel  is 
so  small  (about  1,280  feet)  and  the  deep  water  in  the  stilling  basin 
is  so  narrow  that  vessels  experience  trouble  in  making  the  inner 
entrance  during  storms.  Since  the  completion  of  the  breakwaters  in 
1902  nine  vessels  have  gone  on  the  bottom  within  the  outer  entrance 
on  that  account,  and  nve  of  these  vessels  required  assistance  from 
the  life-saving  crew.  The  proposed  improvement  would  be  of  great 
value  to  navigation,  and  is  worthy  of  careful  consideration. 

During  the  navigation  season  of  1908  the  commerce  through  the 
waterway  amounted  to  959,738  short  tons  of  freight,  valued  at 
$45,072,212.     There  were  also  10,229  passengers  carried. 

This  conmierce  is  the  through  conunerce  of  the  waterway  only. 
The  local  commerce,  or  commerce  between  ports  within  the  water- 
way and  points  outside,  amounted  to  1,304,176  short  tons,  valued 
at  $32,251,686.  Previous  to  1907  the  through  and  local  commerce 
was  combined,  therefore  no  comparison  is  made  of  the  commerce  of 
1908  with  previous  years. 

There  was  also  a  small  local  business  between  the  ports  on  the 
waterway  (Houghton,  Hancock,  Dollar  Bay,  Lake  Linden,  Hubbell, 
and  Chassell)  not  included  in  the  foregoing,  the  amount  of  which  is 
not  known. 

Effect  of  project  on  freight  rates:  Based  on  the  above  conmoierce, 
the  estimated  saving  of  $1.94  per  ton  in  freight  rates  by  water  over 
railroad  rates  amounts  to  two  and  one-half  millions  of  dollars.  This 
business  would  not  be  possible  except  for  the  improvements  to  this 
waterway,  which  the  Government  has  either  executed  itself  or  paid 
for  by  purchase. 

This  waterway  also  serves  a  useful  purpose  as  a  harbor  of  refuge, 
and  is  much  used  by  vessels  bound  up  or  down  doing  business  at  me 
head  of  the  lake,  particularly  during  the  stormy  season  in  the  fall  of 
the  year.  As  many  as  46  vessels  have  been  tied  up  at  one  time  at 
Lily  Pond  waiting  for  weather.    By  lessening  the  danger  and  risks 
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of  navigation  in  this  manner^  to  whatever  degree,  makes  this  water- 
wav  to  that  extent  a  factor  in  the  reduction  of  cost  of  transportation, 
{"or  reports  on  examinations  and  surveys,  see  Annual  Report  of  the 
Chief  of  Engine>ers  for  1906,  page  574,  Vhere  references  are  given; 
also  House  Dociunent  No.  325,  Sixtieth  Congress,  jSrst  session. 

July  1,  1908,  balance  unexpended |4, 543. 18 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      2,736.89 

July  1,  1909,  balance  unexpended 1,806.29 

(See  Appendix  117.) 

8,  Operating  and  care  of  watenoay  across  Keweenaw  Point  from 
Keweenaw  Bay  to  LaJce  Superior ,  Michigan, — During  the  fiscal  jrear  end- 
ing June  30,  1909,  the  sum  of  $12,000  from  the  permanent  mdefinite 
appropriation  of  July  5,  1884,  as  amended  'and  reenacted  by  section 
6  of  the  river  and  harbor  act  of  March  3,  1909,  was  expended  m  repairs 
to  the  breakwaters,  in  dredging,  in  superintendence  and  general  opera- 
tion of  the  canals,  guarding  against  encroachments  on  the  channels  by 
private  parties  and  corporations,  on  surveys  and  mapf)ing  of  the  water- 
way, the  collection  of  commercial  statistics,  the  cutting  of  trees  from 
government  lands  adjoining  the  waterway  which  had  been  burnt  over 
m  the  season  of  1908,  and  of  additional  green  timber,  to  the  number 
of  1,804  logs  altogether,  of  hemlock  and  other  timber,  the  sawine  of 
these  logs  jnto  timber,  planks,  and  lumber,  amoimting  to  a  total  of 
162,618  feet  b.  m.,  for  use  in  repairs  to  government  works  on  the 
waterway,  etc. 

An  allotment  of  $16,000  from  the  same  source  for  the  same  pur- 
pose has  been  made  for  the  fiscal  year  ending  June  30,  1910. 
To  June  30,  1909,  $194,207.64  had  been  expended  on  this  work. 
For  further  details  see  report  on  this  work  oy  the  district  officer. 
(See  Appendix  117.) 

9,  Harbor  at  Marquette,  Mich. — This  harbor,  which  had  a  natural 
depth  of  18  feet  or  more  at  mean  low  water,  afforded  no  protection  to 
vessels  from  easterly  or  northeasterly  storms,  and  projects  were 
approved  in  1867  and  1887  for  the  construction  of  a  breakwater  com- 

Kosed  of  cribs  filled  with  rock  and  projecting  from  the  shore  into  the 
ay  a  distance  of  3,000  feet.  This  breakwater  was  fixdshed  in  1894 
practically  as  projected,  but  since  its  commencement  extensive 
repairs  have  been  made  to  the  superstructure. 

The  amount  expended  up  to  the  commencement  of  operations  upon 
the  new  project  was  $469,732.44. 

A  project  for  a  concrete  superstructure  was  approved  February  27, 
1890.     Its  estimated  cost  was  $232,936.71. 

Work  on  this  concrete  superstructure  was  begun  in  the  spring  of 
1895,  and  it  is  now  built  to  a  length  of  2,920  feet,  which  is  97  per  cent 
of  the  entire  length.  It  is  100  feet  short  of  the  end  of  the  old  break- 
water, and  all  that  remains  to  complete  the  existing  project  is  to  build 
a  mernead  and  connect  it  with  the  fimshed  work. 

The  amount  expended  on  the  new  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  not  including  outstanding  UabiUties, 
was  $200,111.85,  of  which  $19,769.83  was  spent  for  maintenance. 

The  expenditure  during  the  year  was  for  incidental  expenses  and 
contingencies. 
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The  work  done  has  resulted  in  the  protection  of  the  ore,  coal, 
lumber,  and  commercial  docks  from  storms,  and  has  shown  the 
efficiency  of  the  concrete  breakwater. 

A  preliminary  examination  and  a  survey  of  Marquette  Harbor  and 
vicimty,  ''with  a  view  to  ascertaining  whether  further  harbor  of 
refuge  faciUties  are  needed,  and  if  so,  at  what  point,"  authorized  by 
the  river  and  harbor  act  approved  June  13,  1902,  were  made  by  the 
district  officers,  who  express  the  opinion  that  greater  refuge  facilities 
are  needed  in  this  vicinity;  that  Marquette  Harbor  is  the  best  place 
for  such  improvement:  and  that  the  additional  shelter  should  be 
secured  by  extending  tne  present  breakwater  for  a  distance  of  1,500 
feet,  at  an  estimated  cost  of  $303,000.  The  reports  on  this  subject 
were  transmitted  to  Congress  by  the  Secretary  of  War  December  16, 
1903,  and  printed  in  House  Document  No.  161,  Fifty-eighth  Congress, 
second  session.  They  ar6  also  printed  in  the  Annual  Keport  of  the 
Chief  of  Engineers  for  1904,  Appendix  I  I,  page  2786.  The  docu- 
ment is  accompanied  by  a  map  of  the  harbor. 

If  provision  be  made  by  Congress  for  this  extension,  no  pierhead 
will  be  required  at  the  present  end  of  the  breakwater,  but  before  be- 
ginning the  extension  the  regular  form  of  concrete  superstructure 
would  nave  to  be  continued  over  the  gap  of  100  feet  which  now  re- 
mains. Tins  would  cost  $6,000,  and  the  money  could  be  taken  from 
the  funds  now  held  in  reserve  for  further  improvement  ($21,391) 
awaiting  the  decision  of  Congress  on  this  matter. 

Between  the  breakwater  and  the  ore  docks  to  the  west  there  is 
generally  from  20  to  30  feet  of  water,  except  at  the  northerly  400 
feet  of  the  harbor,  where  the  depth  at  low-water  datum  is  only  14  to 
18  feet.  This  shallow  water  ma!kes  it  difficult  for  vessels  doing  busi- 
ness at  the  ore  docks  at  the  north  end  of  the  harbor,  besides  somewhat 
restricting  the  area  available  for  harbor  of  refuge  purposes,  and  at 
least  a  portion  of  this  area  should  be  dredged  to  a  clear  depth  of  21 
feet  at  low-water  datum. 

For  the  maintenance  of  the  breakwater  the  sum  of  $10,000  should 
be  appropriated  biennially. 

The  usual  variation  of  water  level  extends  from  0  to  + 1  foot  above 
low-water  datum. 

The  vessel  commerce  of  this  port  was  780  arrivals  and  clearances 
during  the  fiscal  year  ending  June  30, 1872,  with  a  registered  tonnage 
of  370,000  tons,  and  316  arrivals  and  clearances  in  1908,  carrying 
904,979  short  tons,  valued  at  $5,039,917. 

The  total  commerce  from  1867  to  1908,  inclusive,  is  estimated  at 
26,001,977  short  tons,  valued  at  $139,494,336. 

The  total  expenditures  by  the  Government  for  this  harbor  to  date 
are  one-half  of  1  per  cent  of  the  value  of  the  vessel  freight  received  and 
shipped  during  tne  period  covered  by  those  expenditures. 

The  commerce  of  the  neighboring  harbor  of  Marquette  Bay,  3  miles 
distant,  is  also  benefited  by  the  improvements  at  Marquette,  as  vessels 
working  at  Marquette  Bay  have  to  run  to  Marquette  for  protection 
in  time  of  severe  storms. 

The  combined  commerce  of  the  two  ports  thus  benefited  consisted 
of  601  arrivals  and  clearances  in  the  calendar  year  1908,  with 
1,644,088  net  registered  tonnage,  and  2,000,222  tons  of  freight  received 
and  shipped,  valued  at  $7,697,898. 
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The  total  commerce  of  these  two  ports  from  the  commencement  of 
government  unprovements  in  1867  to  1908,  inclusive,  is  estimated  at 
43,169,572  short  tons,  valued  at  $187,592,411. 

The  annual  expense  of  government  operations  at  this  harbor,  con- 
sisting of  maintenance,  interest,  and  depreciation,  is  approximately 
$37,775.  This  amounts  to  $0.04  per  ton  of  vessel  freight  of  Mar- 
quette for  the  year  1908,  to  three-fourths  of  1  per  cent  of  the  value 
of  this  freight,  and  is  nearlv  2  per  cent  of  the  saving  in  the  cost  of 
transportation  on  this  freight  by  water  as  compared  with  rail  rates. 
Details  of  these  comparisons  may  be  seen  in  Table  4  of  Appendix  118, 
of  this  report. 

Effect  of  project  on  freight  rates:  Taking  the  estimated  saving  in 
cost  of  transportation  by  water  over  that  by  rail  as  $1.94  per  ton,  as 
per  Table  4  of  this  report,  and  the  amount  of  vessel  freight  in  1908 
as  1,027,715  tons  (exclusive  of  the  business  done  at  Presoue  Isle), 
makes  a  total  saving  of  about  $2,000,000  for  the  one  year.  This  may 
be  said  to  have  been  affected  by  government  improvements,  as  lake 
commerce  could  not  otherwise  be  transacted  at  tnat  locaUty. 

It  is  proposed  to  expend  the  appropriation  recommended  and  the 
available  balance  (except  $21,391  held  in  reserve  for  further  im- 
provement) for  maintenance. 

For  reports  of  examinations  and  survevs,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1906,  page  576,  where  references  are  given. 

The  river  and  harbor  act  of  March  3, 1909,  authorized  a  preliminary 
examination  of  Marquette  Harbor,  and  report  will  be  submitted  to 
Congress  at  its  next  session.  This  investigation  was  called  for  with 
a  view  to  determining  the  advisabiUty  of  changing  the  direction  of  the 
extension  of  the  breakwater  recommended  under  the  act  of  1902,  but 
not  yet  appropriated  for,  and  removing  some  shoal  areas  by  dredging. 

July  1, 1908,  balance  unexpended 128,306.18 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   561. 78 

July  1,  1909,  balance  unexpended 27, 744. 40 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 10,000.00 

Suomitted  in  com|)liance  with  requirements  of  sundrv  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  118.) 

10.  Harbor  of  refuge^  Marquette  Bay,  MicJiiaan, — ^Marquette  Bay, 
also  known  as  Presque  Isle  Harbor,  is  a  small  bay  within  the  city 
limits  of  Marquette,  north  of  Marquette  Harbor,  and  distant  3  miles 
therefrom. 

The  bay  is  about  IJ  miles  long  and  extends  into  the  shore  about 
one-half  mile.  The  natural  depth  over  the  greater  part  of  this  area 
was  from  18  to  20  feet  at  low  water,  and  dredging  by  the  United 
States  has  not  been  considered  necessary. 

Before  improvement  the  locality  was  fully  exposed  to  storms  from 
the  east  and  northeast,  and  comparatively  little  shipping  was  done. 

A  resolution  of  Congress,  approved  March  20,  1896,  directed  the 
Secretary  of  War  to  make  a  survev  and  submit  an  estimate  for  a 
breakwater  in  this  bay.    The  results  of  this  survey,  with  estimates 
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amounting  to  $20,000  for  breakwater  500  feet  long  and  $50,000  for 
construction  of  one  1,000  feet  long,  are  published  in  House  Document 
No.  318,  Fifty-fourth  Congress,  firat  session. 

The  project  adopted  bv  the  act  of  June  3,  1896,  is  to  build  a  break- 
water 1 ,000  feet  in  length  oflF  Presque  Isle  Point. 

This  breakwater  was  built  to  its  full  length  in  the  years  1897-1900. 

The  act  of  Congress  approved  June  13,  1902,  provided  that  a  por- 
tion of  the  appropriation  ror  Marquette  Harbor  '^not  exceeding  seven 
thousand  five  hundred  dollars  mav  be  expended  in  connectmg  the 
Presque  Isle  breakwater  with  the  snore." 

Under  this  provision  the  gap  between  the  breakwater  and  shore  was 
closed,  in  the  fall  of  1902,  by  a  timber  pier  216  feet  long  and  100 
linear  feet  of  shore  revetment  constructed. 

No  additional  work  is  proposed  except  for  maintenance. 

The  total  amount  expended  on  the  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  not  including  outstanding  Kabili- 
ties,  was  $57,758.16^  of  which  $2,701.82  was  expended  for  mainte- 
nance.   The  expenditures  during  the  year  were  for  contingencies. 

The  work  done  has  enabled  vessels  to  lie  at  the  ore  pier  and  other 
docks  in  the  vicinity  in  ordinary  weather  and  moderate  storms,  and 
shipping  has  increased  greatly. 

This  harbor  is  largely  used  for  commercial  purposes,  but  not  as  a 
harbor  of  refuge. 

Vessels  drawing  19  feet  can  reach  the  ore  pier  at  mean  low  water. 

The  usual  variation  of  water  level  extends  from  0  to  4- 1  foot  above 
low-water  datum. 

The  lake  commerce  of  this  port  in  1897  amounted  to  1,100  arrivals 
and  departures,  with  1,095,243  tons  of  freight.  In  1908  the  lake  com- 
merce amounted  to  285  arrivals  and  departures,  with  972,507  short 
tons  of  freight,  valued  at  $2,657,981. 

The  total  commerce  from  1897  to  1908,  inclusive,  is  estimated  at 
18,167,595  short  tons,  valued  at  $48,098,075. 

The  total  expenditures  by  the  Government  for  this  harbor  to  date 
are  one-eighth  of  1  per  cent  of  the  value  of  the  vessel  freight  received 
and  shipped  during  the  period  covered  by  these  expenditures. 

The  annual  expense  of  government  operations  at  this  harbor,  con- 
sisting of  maintenance,  interest,  and  depreciation,  is  approximately 
$3,528.  This  amounts  to  $0,004  per  ton  of  vessel  freight  for  the  year 
1908,  to  one- third  of  1  per  cent  of  the  value  of  this  freight,  and  is  less 
than  one-fifth  of  1  per  cent  of  the  saving  in  the  cost  of  transportation 
on  this  freight  by  water  as  compared  with  rail  rates.  (See  Table  4, 
Appendix  1 1 10,  of  this  report.) 

Effect  of  project  on  freight  rates:  The  saving  in  cost  of  transporta^ 
tion  by  water  of  1908  freight  over  the  cost  bv  rail,  at  the  estimated 
figure  of  $1.94  per  ton,  as  in  Table  4  of  this  report,  amounts  to 
$1,886,664.  This  was  made  practicable  by  the  government  break- 
water at  this  locality.  This  harbor,  as  already  stated,  is  not  used  for 
purposes  of  refuge,  and  it  may  be  questioned  whether  its  freight  busi- 
ness could  not  have  been  transacted  at  Marquette,  only  3  miles  dis- 
tant, where  the  Government  had  alreadv  constructed  a  harbor. 

It  is  proposed  to  expend  the  available  balance,  together  with  the 
appropriation  recommended,  on  repairs  to  the  brealorater. 

For  reference  to  reports  on  survey,  see  Annual  Report  of  the  Chief 
of  Engineers  for  1896,  page  307. 
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July  1 ,  1908,  balance  unexpended $902. 66 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   160.82 

July  1,  1909,  balance  unexpended 741. 84 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending:  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 '. 2,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jimo  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  1 1  9.) 

11.  Harbor  of  refuge  at  Grand  Marais,  Mich. — Originally  the 
entrance  to  this  harbor  was  obstructed  by  a  bar  having  but  9  feet 
depth  of  water  upon  it  at  low  water.  The  project  for  its  improve- 
ment, adopted  August  5,  1881,  and  modified  December  21,  1894,  has 
for  its  object  a  deep  and  safe  channel  into  the  harbor,  making  it  a  har- 
bor of  reruge.  This  object  is  to  be  attained  by  building  parallel  piers 
500  feet  apart,  projecting  into  the  lake  to  a  depth  of  22  feet,  and  dredg- 
ing out  an  18-foot  channel  between  them,  connecting  the  deep  water  of 
the  lake  with  that  of  the  harbor,  and  by  closing  up  the  natural  en- 
trance, 5,770  feet  in  width,  by  a  soUd  pile  dike,  driven  with  a  slope 
toward  the  waves  and  strongly^  braced.  The  proposed  length  of  each 
pier  was  1,800  feet.  The  estimated  cost  of  the  entire  project  was 
$484,000.  The  west  pier  has  now  reached  a  length  of  1,912  feet,  the 
east  pier  1,545  feet,  and  the  pile  dike  is  completed. 

This  dike  was  built  in  1895-1897  to  close  the  natural  entrance,  to 
protect  the  harbor  from  storms,  and  prevent  the  movement  of  sand 
mto  the  harbor.  The  expected  formation  of  a  sand  beach  along  the 
line  of  the  dike  is  partially  reaUzed,  but  much  of  the  dike  is  still 
exposed  to  the  heavy  seas  and  to  damage  by  ice. 

The  amount  expended  on  the  project  up  to  the  close  of  the  fiscal 
year  ending  June  30,  1909,  not  including  outstanding  liabiUties,  was 
$468,979.73,  of  which  $113,094.44  was  expended  for  maintenance. 

About  3,600  feet  of  the  pile  dike  was  repaired  and  strengthened 
between  September  1,  1904,  and  August  6,  1906,  under  two  contracts, 
at  a  total  cost  (including  administration)  of  nearlv  $54,000. 

It  is  hoped  that  no  further  work  than  this  will  be  necessary  on  the 
dike,  but  it  is  possible  that  the  riprap  will  settle  into  the  sand  bottom 
by  the  action  of  waves  and  require  additional  rock. 

Dredging  was  done  in  July  and  August,  1908,  for  removing  shoals 
from  the  entrance  channel,  to  the  amount  of  93,933  yards,  at  18|  cents, 
or  $17,612.  which  gave  a  depth  of  18  to  21  feet  at  mean  low  water  and 
a  width  or  200  to  300  feet.  Repairs  to  the  entrance  piers  were  made 
in  May  and  June,  1909,  at  a  cost  of  $484.49,  and  some  extensions  to 
the  sand  fences  west  of  the  entrance  were  made  at  nominal  cost. 
(Details  in  Appendix  1 1  10,  of  this  report.) 

The  usual  variation  of  water  level  extends  from  0  to  4- 1  foot  above 
low-water  datum. 

In  front  of  the  entrance  to  the  harbor  the  22-foot  curve  of  depth 
has  advanced  lakeward  between  500  and  600  feet  since  the  project 
for  improvement  was  adopted,  and  this  fact  will  entail  some  addi- 
tional expense  for  pier  extension  to  deep  water.  •  This  would  now 
require  an  addition  of  450  feet  to  the  west  pier  and  794  feet  to  the 
east  pier.  This  would  bring  the  total  cost  of  these  extensions  up  to 
$149,280 — about  $103,879  more  than  the  original  estimate.     It  is 
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hoped,  however,  that  the  original  estimate  will  finish  the  west  pier. 
This  would  stop  the  movement  of  sand  from  the  west  into  the  cnan- 
nel,  and  it  is  possible  that  the  extension  of  the  east  pier  would  not 
then  be  necessary. 

The  commerce  of  this  port  has  increased  from  1,910  tons  in  1887  to 
1,769  arrivals  and  clearances,  with  54,525  short  tons  of  freight,  valued 
at  $2,539,780,  in  1907.  In  1908  there  were  874  arrivals  and  clear- 
ances, with  45,006  short  tons,  valued  at  $1,319,658,  showing  a 
decrease  of  17  per  cent  in  freight  and  48  per  cent  in  valuation  from 
1907. 

The  total  commerce  from  1880  to  1908,  inclusive,  is  estimated  at 
1,435,790  short  tons,  valued  at  $24,357,304. 

The  total  expenditures  by  the  Grovemment  for  this  harbor  to  date 
are  nearly  2  per  cent  of  the  value  of  the  vessel  freight  received  and 
shipped  during  the  period  covered  by  these  expenditures. 

The  annual  expense  of  government  operations  at  th's  harbor,  con- 
sisting of  maintenance,  interest,  and  depreciation,  is  approximately 
$25,253.  This  amounts  to  $0.56  per  ton  of  vessel  n-eight  for  the  vear 
1908,  also  to  about  2  per  cent  of  the  value  of  this  freight,  and  is  apout 
29  per  cent  of  the  saving  in  the  cost  of  transportation  on  this  freight 
by  water  as  compared  with  rail  rates.  (Details  of  these  comparisons 
may  be  seen  in  Table  4,  Appendix  1 1  10,  of  this  report.) 

Effect  of  project  on  freignt  rates:  Estimated  saving  by  water  trans- 

I)ortation  as  against  rail,  $1.94  per  ton,  amounting  to  $87,312  for  the 
ake  commerce  of  1908.  With  the  original  condition  of  the  harbor 
this  shipping  could  not  have  been  carried  on,  and  the  above-men- 
tioned saving  in  cost  of  transportation  is  a  result  of  the  project  for 
improvement. 

It  is  proposed'  to  expend  $8,599  of  the  available  balance,  together 
with  the  sum  recommended  for  works  of  improvement  ($45,401.68), 
making*  $54,000,  in  building  the  west  pier  of  the  entrance  out  to  the 
22-foot  depth  of  water,  a  distance  of  450  feet.  The  remainder  of  the 
available  balance,  together  with  the  sum  of  $40,000  estimated  for 
maintenance  of  improvement,  wiU  be  expended  for  repairs  to  piers 
and  the  dike  and  for  dredging,  as  occasion  requires. 

For  reports  on  examinations  and  surveys,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1906,  page  579,  where  references  are  given. 

July  1, 1908,  balance  unexpended $36,890.96 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 20, 147. 37 

July  1,  1909,  balance  unexpended 16, 743. 69 

Amoimt  (estimated)  required  for  completion  of  existing  project 46, 401. 68 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  mainteuance,  exclusive  of  the 
balance  unexpended  July  1,  1909 o86,400.00 

Submitted  in  compliance  with  re<juirement8  of  simdry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

a  Since  the  preparation  of  this  estimate,  further  consideration  of  existing  conditioDB 
leads  to  the  conclusion  that  possibly  the  proiect  depth  of  18  feet  may  be  as  efficiently 
and  more  economicaHy  maintainea  by  oredging  alone  than  by  further  extension  of 
the  piers.  Hence,  it  is  believed  that  this  estimate  may  be  reduced  to  $40,000  for 
maintenance  only,  leaving  the  question  of  extending  the  piers  to  be  determined  after 
further  experience. 

(See  Appendix  1 1  10.) 
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IS,  Removing  suriken  vessels  or  craft  obstructing  or  endangering 
naviaation. — ^Tne  steamer  Alex  Nimick,  wrecked  September  21,  1907, 
on  the  south  shore  of  Lake  Superior,  proving  an  obstruction  to  navi- 
gation, its  removal  was  authonzed. 

Contract  was  entered  into  June  20,  1908,  for  this  work,  which  was 
carried  on  during  the  whole  season  imtil  October  28,  1908,  when  a 
severe  storm  destroyed  the  contractor's  plant.  Operations  then 
stopped  and  were  to  be  resumed  in  the  spring  of  1909,  as  soon  as 
weawier  conditions  would  permit.  At  the  end  of  June  the  contractor 
was  stiU  awaiting  the  arrival  of  his  working  plant.  Parts  of  the 
wreck  stiU  remain  above  the  20-foot  depth. 

The  smn  of  $600  was  allotted  for  this  work,  of  which  $50.86  were 
expended  to  Jime  30,  1909,  for  inspection  and  contingencies. 

The  amoimt  of  the  contract  UabiJity  is  $500,  leaving  $49.14  balance 
imexpended  July  1,  1909. 

The  steamer  Sevona  ran  on  a  rocky  shoal  near  Sand  Island  light. 
Lake  Superior,  September  1  and  2,  1905,  and  became  a  total  wreck. 

The  owners  removed  a  large  portion  of  the  wreck,  but  it  was  after- 
wards found  that  portions  had  only  11  feet  of  water  over  it,  making  it 
an  obstruction  to  navigation.  Its  removal  so  as  to  increase  the  avail- 
able depth  of  water  over  it  for  smaD  craft  was  authorized. 

The  simi  of  $1,500  was  allotted  for  the  purpose.  On  June  28  the 
U.  S.  steamer  Vidett^,  with  United  States  labor  and  material,  left  for 
the  work,  which  was  in  progress  at  the  close  of  the  fiscal  year. 

(See  Appendix  II  11.) 

IMPROVEMENT    OF   RIVERS    AND    HARBORS    IN    THE   MILWAUKEE, 
WISCONSIN,  DISTRICT. 

This  district  was  in  the  charge  of  the  following  oflGicers  of  the  Corps 
of  Engineers:  Maj.  W.  V.  Judson  to  March  17,  1909;  in  the  tem- 
porarjr  charge  of  Maj.  Thos.  H.  Rees  from  March  17  to  April  5, 1909;^ 
and  m   the  charge  of  Maj.  C.  S.  Bromwell  since  the  latter  date. 
Division  engineer,  Col.  W.  L.  Fisk,  Corns  of  Engineers. 

General  statement  witk  reference  to  aa^um  fUme  ai  aU  harbors  on 
western  shore  of  Lalce  Michigan. — ^The  plane  of  reference  or  datum 
plane  to  which  all  depths  hereinafter  stated  are  referred  is  a  plane 
581.63  feet  above  mean  tide  at  New  York  City,  or  the  mean  level  of 
Lake  Michigan  for  the  years  1860-1875. 

i.  Manistique  Harbor,  Michiaan. — ^The  original  depth  at  the  mouth 
of  the  Manistique  River  was  8  feet.  By  private  enterprise  3,000  linear 
feet  of  slab  piers  had  been  built  and  a  cnannel  dredged  to  a  depth  of 
11  feet  before  aAy  appropriation  was  made  by  the  Government. 

The  original  project,  adopted  in  1880,  provided  for  increasing  the 
depth  of  the  channel  to  13  feet  below  datum  for  a  width  of  150  feet  by 
dredging.     The  amount  expended  on  this  project  was  $3,955.05. 

The  present  project  was  adopted  by  the  nver  and  harbor  act  of 
March  3,  1905,  and  provided  for  pier  construction,  breakwater  exten- 
sion, and  dred^g  to  a  depth  of  19  feet  below  datum;  estimated  cost, 
$270,000  (see  Annual  Report  of  the  Chief  of  Engineers  for  1905,  p.  525). 

In  accordance  with  a  provision  in  the  river  and  harbor  act  of  March 
2,  1907,  a  modification  of  this  project  was  approved  by  the  Secretary 
or  War  April  3,  1908.  The  modincation  consists  mainly  in  swinging 
the  inner  end  of  the  proposed  west  pier  to  the  westward,  thereby  pro- 
viding a  stilling  basm,  and  in  extending  the  east  breakwater  about 

Digitized  by  VjOOQIC  ■ 


684  REPORT  OF  THE  CHTEF  OP  ENGINEERS,  U.  S.  ARMY. 

90  feet  farther  westward  than   at  first  provided;  estimated   cost, 
$338,462. 

Neither  of  the  foregoing  estimates  includes  the  acquisition  of  land 
and  existing  structures  required  in  connection  with  the  proposed  work, 
which  have  been  transferred  to  the  United  States  without  expense. 

The  amount  expended  on  the  work  of  existing  project  up  to  the  close  - 
of  the  fiscal  year  ending  June  30,  1909,  was  $7,761.80,  none  of  which 
was  applied  to  maintenance. 

The  expenditures  during  the  fiscal  year  have  been  for  dredging,  pier 
removal,  crib  construction,  and  general  supervision  in  fu^herance 
of  the  existing  project. 

About  2  per  cent  of  the  approved  project  has  been  accomplished. 
No  practical  result  in  the  way  of  increased  depth  or  width  has  been 
obtained  as  yet.  The  maximxmi  draft  that  could  be  carried  June  30, 
1909,  was  about  15  feet.  The  usual  mean  annual  variation  of  level  of 
water  surface  is  about  1  foot. 

A  dam  across  the  ManLstique  River,  located  about  1  mile  from  the 
mouth  of  the  harbor,  constitutes  the  head  of  navigation. 

Commercial  statistics  for  1908, — ^Arrivals  of  vessels,  44;  ship- 
ments and  receipts,  54,685  net  tons.  The  approximate  valuation  of 
the  exports  and  imports  could  not  be  ascertamed. 

The  commerce  affected  hj  the  project  is  in  lumber,  coal,  and  gen- 
eral merchandise.  Car  ferries  call  at  this  harbor  during  the  entire 
year.  The  volume  of  commerce  which  will  be  benefited  is  consider- 
able.    No  change  in  the  nature  of  the  commerce  has  as  yet  resulted. 

It  is  believed  that  the  project  will  have  a  material  effect  in  con- 
trolling freight  rates  on  bulk  commodities,  such  as  coal,  grain,  and 
ore,  both  locally  and  for  transshipment. 

It  is  proposed  to  expend  the  available  balance  in  the  construction 
of  revetment  at  mouth  of  Manistique  River,  as  provided  by  the  proj- 
ect, and  in  dredging.  It  is  proposed  to  apply  the  amount  estimated 
^as  a  profitable  expenditure  in  fiscal  year  ending  Jime  30,  1911,  to  the 
completion  of  the  project.  The  additional  work  is  necessary  to  make 
the  unprovement  available. 

For  references  to  more  extended  information,  and  for  report  on 
examination  and  survey,  see  Annual  Report  for  1904,  Part  3,  page 
2869. 

July  1, 1908,  balance  unexpended $46, 816. 43 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       2,633.28 

July  1,  1909,  balance  unexpended 44, 283. 15 

July  1, 1909,  amount  covered  by  uncompleted  contracts 42, 108. 32 

Amount  (estimated)  required  for  completion  of  existing  project 288, 462. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911 ,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,  1909 288,462.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897. 
(See  Appendix  J  J  1.) 

2,  Gladstone  Harbor,  Michigan. — The  harbor  of  Gladstone  is  a 
natural  one,  and  the  main  channel  is  from  24  to  42  feet  in  depth. 
The  portion  of  this  harbor  under  improvement  was  otetructed  by 
shoals. 


Digitized  by  VjOOQ IC 


RIVER  AND  HARBOR  IMPROVEMENTS.  685 

The  original  project,  which  is  the  existing  project,  was  adopted  by- 
act  of  March  3,  1905,  and  provides  for  dredging  to  a  depth  of  21  feet 
below  datum  of  so  much  of  the  harbor  as  lies  outside  of  a  line  drawn 
perpendicular  to  the  axis  of  the  ore  dock  through  its  outer  end. 
testimated  cost  $14,000. 

The  amount  expended  on  the  work  up  to  the  close  of  the  fiscal  year 
ending  June  30,  1909,  was  $7,527.76,  of  which  8247.17  was  applied 
to  mamtenance. 

There  have  been  no  operations  or  expenditures  during  the  fiscal 
year. 

The  approved  project  was  completed  in  1905;  since  then  the 
expenditures  have  been  for  maintenance. 

The  maximum  draft  which  could  be  carried  June  30,  1909,  was 
about  21  feet.  The  usual  mean  annual  variation  of  level  of  water 
surface  is  about  1  foot. 

Commercial  statistics  for  1908:  Arrivals  of  vessels,  317;  shipments 
and  receipts,  558,098  net  tons.  The  approximate  value  of  exports 
and  imports  could  not  be  ascertained. 

The  commerce  affected  by  the  project  is  mostly  coal,  grain,  flour, 
and  general  merchandise,  and  is  general  in  character.  A  large 
volume  of  commerce  is  affected  bv  the  project. 

It  is  believed  that  the  project  has  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  and  ore,  both 
loc^y  and  for  transshipment. 

For  report  on  examination  and  survey,  see  Annual  Report  for  1904, 
Part  3,  page  2861. 

July  1, 1908,  balance  unexpended $6, 472. 24 

July  1,  1909,  balance  unexpended 6, 472. 24 

(See  Appendix  J  J  2.) 

S.  Menominee  Harbor  and  River,  Michigan  and  Wiscon^n. — Prior 
to  act  of  June  13,  1902,  the  harbor  and  river  constituted  two  works. 
By  this  act  they  were  consolidated. 

(a)  Harbor. — Original  depth  of  channel,  about  5  feet;  width,  200 
feet.  The  original  project,  adopted  in  1871,  provided  for  two  par- 
allel piers,  400  feet  apart,  extending  to  the  16-foot  contour  in  Green 
Bay,  and  for  a  channel  15  feet  deep  between  them,  modified  as  fol- 
lows: 1874,  extending  piers  to  17-foot  contour;  1890,  increasing 
depth  to  17  feet;  1899,  increasing  depth  to  20  feet.  Amount  ex- 
pended on  original  and  modified  projects,  $234,344.77. 

(6)  iZiver.— Original  navigable  depth,  5  feet.  The  original  proj- 
ect, adopted  in  1890.  provided  for  a  channel  200  feet  wide  and  17  feet 
deep,  modified  as  follows:  1892,  width  at  upper  end  reduced  to  100 
feet;  1896,  formation  of  a  turning  basin  250  reet  wide,  600  feet  long, 
17  feet  deep  at  upper  end  of  channel,  and  extending  channel  425  feet 
for  a  width  of  75  feet.  Amount  expended  on  original  and  modified 
projects,  $114,414.15. 

(c)  Harbor  and  river, — The  existing  project,  adopted  bv  act  of 
Congress  approved  Jime  13,  1902,  provides  for  increasing  the  depth 
to  20  feet,  at  an  estimated  cost  of  $60,000.  Under  a  provision  of  the 
act  of  March  3,  1905,  the  existing  project  was  modified  by  omitting 
therefrom  the  improvement  of  all  that  portion  of  the  Menominee 
River  above  and  to  the  westward  of  Ogden  Street  Bridge. 
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The  amount  expended  on  the  work  of  existing  project  up  to  the 
close  of  the  fiscal  year  ending  June  30, 1909,  was  $55,275.52,  of  which 
amount  $17,023.83  was  applied  to  maintenance.  Of  this  amount 
$3,514.17  was  derived  from  miscellaneous  sources. 

There  have  been  no  operations  duringthe  fiscal  year  except  taking 
soundings  in  the  harbor  and  river.  The  expenditures  during  the 
fiscal  year  have  been  for  taking  soundings,  repairs  and  purchase  of 
plant,  and  for  general  supervision. 

The  existing  project,  as  modified,  was  completed  in  1903.  Since 
then  the  expenditures  have  been  for  maintenance. 

The  maximum  draft  that  could  be  Carried  June  30,  1909,  over  the 
shoalest  part  of  the  locality  under  improvement  was  about  17^  feet. 
The  mean  annual  variation  of  level  of  water  surface  is  about  1  foot. 

The  Menominee  River  is  navigable  for  a  distance  of  about  2  miles 
from  its  mouth. 

Commercial  statistics  for  1908, — ^Arrivals  of  vessels,  693;  ship- 
ments and  receij)ts,'  269,507  net  tons.  The  approximate  value  of 
the  exports  and  imports  for  port  of  Marinette,  Wis.,  is  $2,358,396; 
that  for  the  port  of  Menominee,  Mich.,  could  not  be  obtained.  The 
volume  of  commerce,  while  large,  is  not  increasing. 

It  is  believed  that  the  project  has  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  and  lumber, 
both  locally  and  for  transshipment. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  ex- 
penditure in  fiscal  year  ending  June  30,  1911,  in  repairs  of  piers  and 
dredging  for  restoration  of  channel. 

For  references  to  more  extended  information,  maps,  and  reports 
on  examinations  and  surveys,  see  Annual  Report  for  1904,  page  519, 
and  1908,  page  669. 

July  1,  1908,  balance  unexpended $5,944.71 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 4,000.00 

9, 944  71 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      2,044.98 


July  1,  1909,  balance  unexpended 7,899.73 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bailee  unex- 
pended July  1,  1909 20,000.00 

Su  omitted  in  comi)liance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  3.) 

4,  Oconto  Harbor y  Wisconsin. — ^The  original  depth  at  the  mouth 
of  the  river,  about  3  feet,  was  increased  by  private  enterprise  to  4 
feet  before  work  was  begun  by  the  United  States. 

The  original  project,  which  is  the  existing  project,  adopted  in  1882, 

grovided  for  extending  the  parallel  slab  piers  built  by  the  city  or 
>conto  to  the  11-foot  contour  in  Green  Bay,  and  for  a  channel  100 
feet  wide  and  9  feet  deep  extending  up  the  Oconto  River  a  distance 
of  about  2  miles,  at  an  estimated  cost  of  $150,000;  modified  in  1897 
by  abandoning  the  upper  3,800  feet  of  the  channel;  estimated  cost 
of  modified  project,  $115,610. 
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The  amount  expended  to  June  30,  1909,  was  $92,730.65,  of  which 
$8,161.18  was  applied  to  maintenance. 

The  expenditures  during  the-  fiscal  year  have  been  for  general 
supervision. 

The  9-foot  channel  was  practically  completed  in  1899. 

The  maximum  draft  that  could  be  carried  June  30,  1902,  was  about 
7.6  feet.  No  soundings  have  been  taken  since  then.  Mean  annual 
variation  in  level  of  water  surface  is  about  1  foot.  For  1,000  feet 
above  the  westeriy  end  of  the  government  improvement  the  Oconto 
River  has  a  navigable  depth  of  about  3  feet. 

There  is  practicallj^  no  commerce  by  way  of  the  harbor.  A  9-foot 
harbor  on  Lake  Michigan  at  this  time  is  without  value  to  commerce. 

It  is  believed  that  the  project  has  no  effect  in  controlling  freight 
rates. 

For  references  to  more  extended  information,  maps,  and  reports 
on  examinations  and  surveys,  see  Annual  Reports  for  1904,  page  520, 
and  1906,  page  599. 

July  1, 1908,  balance  unexpended $3, 420. 35 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement          151. 00 

June  30,  1909,  amount  carried  to  the  surplus  fund  of  the  Treasury 3, 269. 35 

(See  Appendix  J  J  4.) 

6.  Oreen  Bay  Harbor,  Wisconsin. — ^This  work  consists  of  two  im- 
proved channels — ^first,  from  the  mouth  of  Fox  River  northerly  to 
the  21-foot  contour  in  Green  Bay;  second.  Fox  River  below  Depere 
to  the  southerly  limits  of  the  city  of  Green  Bay.    The  intervening 

J>ool  in  Fox  River,  connecting  these  channels,  has  a  natural  depth  of 
rom  25  to  40  feet  and  requires  no  improvement.  The  outer  channel 
was  originally  circuitous  and  narrow,  with  an  available  depth  of  11 
feet.  The  original  navigable  depth  of  the  inner  channel  was  also  11 
feet. 

The  original  project  for  outer  channel,  adopted  in  1866,  provided 
for  dredging  a  channel  200  feet  wide,  13  feet  deep,  and  8,800  feet 
long,  and  for  revetting  about  650  feet  of  same  at  Grassy  Island,  mod- 
ified as  follows:  1872,  straightening  channel  and  increasing  depth  to 
14  feet;  1874,  depth  15  feet,  length  11,600  feet;  1892,  depth  17  feet, 
length  16,500  feet;  1897,  increasmg  width  at  entrance  to  500  feet. 

The  original  project  for  inner  channel,  adopted  in  1892,  provided 
for  dredging  a  channel  150  feet  wide  and  13  feet  deep,  modified  as 
follows:  1896,  increasing  depth  to  17  feet. 

These  channels  were  completed  by  the  expenditure  of  $405,945.18. 

The  existing  project,  adopted  by  Congress  by  act  approved  June 
13,  1902,  provides  for  increasing  the  depth  of  the  outer  channel  to 
20  feet,  at  an  estimated  cost  of  $105,600.  It  also  provides  for  main- 
tenance of  existing  works. 

The  amount  expended  on  the  work  of  existing  project  up  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  was  $125,275.77,  of 
which  amount  $22,936.05  was  applied  to  maintenance. 

The  expenditures  during  the  nscal  year  have  been  for  dredging  for 
restoration  of  both  outer  and  inner  channels,  for  taking  soundij^,  and 
forgeneral  supervision. 

Tne  approved  project  was  completed  in  1903.  Since  then  all  ex- 
penditures have  been  for  maintenance. 
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The  maximum  c  ra  t  that  could  be  carried  June  30,  1909,  was  about 
19  feet  in  the  outer  channel  and  11^  feet  in  the  inner  channel.  The 
mean  annual  variation  in  level  of  water  surface  is  about  1  foot.  Con- 
necting with  the  upper  end  of  the  inner  channel  at  Depere,  Wis.,  Fox 
River  is  navigable  by  canals  and  slack-water  navigation  to  Portage, 
Wis.,  a  distance  of  156  miles. 

Commercial  statistics  for  1908, — ^Arrivals  of  vessels,  1,381;  ship- 
ments and  receipts,  659,077  net  tons.  The  approximate  value  of  ex- 
ports and  imports  could  not  be  ascertained. 

The  commerce  of  Green  Bay  is  large  and  of  a  general  character. 

It  is  believed  that  the  project  has  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  and  lumber, 
both  locally  and  for  transshipment. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  expend- 
iture in  fiscal  year  ending  June  30,  1911,  in  maintenance  of  channels 
and  existing  works. 

For  references  to  more  extended  information,  maps,  and  reports  on 
examinations  and  surveys,  see  Annual  Report  for  1904,  page  521. 

July  1,  1908,  balance  unexpended $2,688.32 

Amount  allotted  from  appropriation  by  river  and  harbor  act  iipproved 
March  3,  1909 12,000.00 


14, 688. 32 
Jiine  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 4, 778. 38 

July  1, 1909,  balance  unexpended 9, 909. 94 

July  1,  1909,  outstanding  liabilities 1, 915. 00 

July  1, 1909,  balance  available 7, 994. 94 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 


pended July  1 ,  1909 40,000.00 

ubmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 


(See  Appendix  J  J  5.) 

6.  Sturgeon  Bay  and  LaJce  Micltigan  Ship  Canal,  Wisconsin,  and 
harbor  of  refuge  connected  therewith, — Prior  to  act  of  Jime  13,  1902, 
the  canal  and  harbor  constituted  two  works.  By  this  act  they  were 
consoUdated. 

(a)  Canal, — ^In  its  natural  condition  Lake  Michigan  was  separated 
from  Sturgeon  Bay,  an  arm  of  Green  Bay,  by  a  neck  of  land  aoout  If 
miles  wide,  having  a  maximum  elevation  above  the  lake  level  of  about 
28  feet.  The  Sturgeon  Bay  and  Lake  Michigan  Ship  Canal  and  Har- 
bor Company,  from  1872  to  1881,  constructed  across  this  neck  a  canal, 
without  locts  or  gates,  7,200  feet  long,  100  feet  wide  at  water  surface, 
and  14  feet  deep,  and  in  continuation  of  the  canal  dredged  a  channel 
in  Sturgeon  Bay  6,100  feet  long,  of  about  same  dimensions  as  the 
canal.  Of  the  14,000  linear  feet  of  canal  banks,  8,437  feet  was  pro- 
vided with  pile  revetments.  The  United  States  assumed  possession 
of  the  canal  April  25,  1893. 

The  original  project,  adopted  in  1894,  provided  for  building  6,000 
linear  feet  of  revetment,  width  between  new  revetments  to  oe  160 
feet,  for  building  2,000  Hnear  feet  of  fender  piling,  and  for  a  channel 
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15  feet  deep,  modified  as  follows:  1896,  provided  for  a  width  of 
250  feet  between  revetments  for  the  westerly  1,000  feet  of  the  canal, 
and  for  increasing  width  between  revetments,  whenever  rebuilt,  to  160 
feet.  The  original  project  as  modified  was  completed  during  the 
fiscal  year  endmg  Jime  30,  1903. 

(&)  Harbor. — ^Before  the  construction  of  this  harbor  was  imder- 
taken  the  Lake  Michigan  entrance  to  the  Stui^eon  Bay  and  Lake 
Michigan  Ship  Canal  was  entirely  improtected  from  stonns  from 
northeast  to  southwest. 

The  original  project,  adopted  in  1873,  provided  for  the  construc- 
tion of  convergmg  piers  850  feet  apart  at  the  shore  line,  and  250  feet 
apart  at  outer  end,  inclosing  an  area  of  about  10  acres,  which  was  to 
be  dredged  to  the  requirements  of  navigation  at  that  time,  modified 
as  follows:  1879,  provided  for  sheet  pihng  the  pile  piers;  1880,  pro- 
vided for  extending  each  pier  150  feet  by  detached  cribs,  thereby 
increasing  width  of  entrance  to  335  feet,  and  dredging  to  a  depth  of 
17  feet.     The  original  project  as  modified  was  completed  in  1884. 

The  amoimt  expended  on  the  foregoing  projects  is  $354,119.26. 

(c)  Carud  and  harbor, — ^The  existmg  project,  adopted  by  act  of 
Congress  approved  June  13,  1902,  proviaes  for  maintenance  and  for 
increasing  tne  depth  of  chamiel  to  21  feet  from  Lake  Michigan  to 
Sturgeon  Bay;  estimated  cost,  $222,000.  The  river  and  harbor  act 
approved  March  2,  1907,  authorizes  dredging  in  the  vicinity  of  Hills 
Point. 

The  amoimt  expended  on  existing  project  up  to  the  close  of  the 
fiscal  year  ending  June  30,  1909,  is  $254,183.95,  of  which  $19,115.28 
was  applied  to  maintenance.  Or  this  amoimt  $12,129.40  was  derived 
from  miscellaneous  sources. 

There  have  been  no  operations  during  the  fiscal  year  except  taking 
soundings.  The  expenditures  during  the  fiscal  year  have  been  for 
dredging  done  during  Jime,  1908,  for  taking  soimdings,  for  repairs  of 
plant,  and  for  general  supervision. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  between 
Lake  Michigan  and  Green  Bay  was  about  20  feet.  Mean  annual 
variation  in  level  of  water  surface  is  about  1  foot..  The  existing 
project  ^  completed  with  the  exception  of  a  small  amount  of  dredg- 
mg  at  Hills  Pomt.  As  a  result  of  tne  expenditures  the  largest  vessela 
can  now  pass  between  Lake  Michigan  and  Green  Bay. 

Commercial  statistics  for  1908. — ^Number  of  vessels  passing  through 
canal,  2,307;  tonnage,  1,297,504  net  tons.  Estimated  value  of 
cargoes,  $18,261,455.15;  decrease  in  value  of  cargoes  in  1908  as 
compared  with  1907,  $2,750,240.85. 

It  is  believed  that  the  project  has  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  and  lumber. 
It  IS  impracticable  to  estimate  the  amount  of  reduction  in  rates 
thereby  effected. 

For  references  to  more  extended  information,  maps,  and  reports 
on  examinations  and  surveys,  see  Annual  Report  for  1904,  page  523. 

July  1, 1908,  balance  unexpended $33, 677. 32 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       2,418.13 

July  1, 1909,  balance  unexi)ended 31,169.19 

(See  Appendix  J  J  6.) 
9001— XNO  1909 a 
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7.  Operating  and  care  of  Sturgeon  Bay  and  Lake  Michigan  Ship 
Canaly  Wiscon^n, — Under  an  allotment  from  the  indefinite  appro- 
priation of  July  5,  1884,  as  amended  and  reenacted  by  section  6  of 
the  river  and  harbor  act  of  March  3,  1909,  for  operating  and  care  of 
canals  and  other  works  of  navigation,  there  was  expended  during  the 
fiscal  year  ending  Jiine  30,  1909,  $18,496.66. 

The  amount  expended  to  June  30,  1909,  is  $298,733.06,  mcluding 
$1,545.91  miscellaneous  receipts. 

Extensive  repairs  were  made  to  the  revetments.  Minor  repairs 
were  also  made  to  the  buildings  and  plant  pertaining  to  the  canal. 
The  premises  in  the  vicinity  of  the  office  and  watchhouses  were  graded 
and  otherwise  improved,  and  the  canal  operated  and  cared  for  in  ac- 
cordance with  the  approved  project. 

Navigation  through  the  canal  opened  April  11,  1908,  closed  by  ice 
December  15,  1908,  and  resumed  April  14,  1909. 

For  commercial  statistics,  see  report  upon  improvement  of  Stur- 
geon Bay  and  Lake  Michigan  Ship  Canal  and  harbor  of  refuge  con- 
nected therewith. 

(See  Appendix  J  J  7.) 

8,  Alaoma  HarhoTj  Wisconsin. — Previous  to  the  improvement  of 
this  harbor  the  depth  of  water  at  the  mouth  of  the  Ahnapee  (or  Wolf) 
River  was  only  3  feet  and  the  present  harbor  was  not  available  for 
purposes  of  commerce. 

Tne  original  project  adopted  in  1876  provided  for  the  formation 
of  a  small  artificial  harbor,  connected  with  the  lake  by  a  channel  100 
feet  wide  and  13  feet  deep,  by  pier  construction,  dredging,  and  rock 
removal,  modified  as  follows:  1884,  width  of  entrance  increased  to 
200  feet  by  offset  in  each  pier,  main  and  detached  piers  to  be  con- 
nected bv  guide  piling;  March  3,  1899,  provided  for  extending  the 
13-foot  channel,  for  a  width  of  50  feet,  a  distance  of  800  feet  by  rock 
removal  and  dredging,  at  an  estimated  cost  of  $19,266.  The  amount 
expended  on  this  project  and  its  modifications  to  June  30,  1908,  is 
$201,681.46,  of  which  $8,687.96  was  for  maintenance. 

The  existing  project,  adopted  hj  (Congress  by  act  approved  March 
2, 1907,  provides  for  the  construction  of  an  outer  harbor,  with  a  depth 
of  16  feet  of  water;  estimated  cost,  $140,000,  all  of  which  has  been 
apm-opriated. 

The  amount  expended  on  the  work  of  existing  project  up  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  was  $104,908,  of 
which  $12,538.54  was  applied  to  maintenance. 

The  expenditures  durmg  the  fiscal  year  have  been  for  construction 
of  pier  and  breakwater  inclosing  the  outer  harbor,  for  dredging,  for 
repairs  of  such  portions  of  the  old  pier  as  form  part  of  the  existing 
project,  for  construction  of  survey  boat,  for  repairs  of  plant,  and  for 
general  supervision. 

The  existing  project  has  been  completed  with  the  exception  of  a 
small  amount  of  riprap  to  be  deposited  along  the  breakwater  and  the 
pier.  A  small  outer  harbor  with  a  depth  of  16  feet  and  an  area  suflB- 
cient  to  permit  of  turning  a  vessel  has  been  provided.  It  is  under- 
stood that  steamers  now  call  at  Algoma  regularlv.  The  maximum 
draft  that  could  be  carried  June  30,  1909.  was  about  15  feet.  The 
mean  annual  variation  of  water  surface  is  about  1  foot. 
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Ahnapee  River  is  navigable  for  a  distance  of  about  2  miles  from 
its  mouth  for  crafts  drawing  4  feet,  but  there  are  no  vessels  plying 
on  it. 

Commercial  statistics  for  1908, — ^Arrivals  of  vessels,  320;  shipments 
and  receipts  by  all  ways  of  transportation,  165,098  net  tons.  Ap- 
proximate value  of  exports  and  imports  by  all  ways  of  transpor- 
tation, $3,550,000.  It  is  estimated  dv  the  mayor  of  Algoma  that 
about  one-fourth  of  the  shipments  and  receipts  were  by  way  of  the 
harbor. 

The  volume  of  commerce  benefited  is  small  and  of  a  local  character. 
It  is  believed,  however,  that  the  project  is  having  an  excellent  effect 
in  controlling  freight  rates,  but  the  present  harbor  has  not  been 
available  for  a  sufficient  length  of  time  to  estimate  the  amount  of 
reduction  in  rates  thereby  affected. 

For  reference  to  more  extended  information,  maps,  and  report  on 
examination  and  survey,  see  Annual  Report  for  1904,  page  524. 

July  1, 1908,  balance  unexpended $118,615.23 

MiscellaneouB  receipts 101. 65 

118,716.78 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $70, 984. 69 

For  maintenance  of  improvement .•. . .      5, 000. 00 

75,984.69 

July  1, 1909,  balance  unexpended ^      42, 732. 09 

July  1, 1909,  outstanding  liabilities 1, 395. 31 

July  1, 1909,  balance  available 41, 336. 78 

(See  Appendix  J  J  8.) 

9.  Kewfiunee  Harbor,  Wisconsin. — ^The  original  entrance  to  the 
Kewaunee  River  was  not  more  than  20  feet  wide,  with  a  depth  of 
about  3  feet  at  its  shoalest  point,  and  was  obstructed  by  submerged 
bowldei-s.  The  present  haroor  was  therefore  not  available  for  pur- 
poses of  commerce. 

The  original  project  for  its  improvement  adopted  in  1881,  which 
is  the  existing  project,  provided  tor  an  artificial  entrance  channel  15 
feet  deep,  located  about  2,000  feet  south  of  the  river  mouth,  protected 
by  two  parallel  piers  200  feet  apart,  and  extending  from  the  shore  to 
the  19-foot  contour  in  the  lake.     Estimated  cost,  $200,000. 

The  amount  expended  up  to  June  30,  1909,  was  $176,086.34,  of 
which  amount  $26,086.35  was  for  maintenance.  Of  this  amount, 
$462.86  was  derived  from  miscellaneous  sources. 

The  expenditures  during  the  fiscal  year  have  been  for  dredging 
for  restoration  of  channel,  repairs  of  plant,  and  for  general  super- 
vision. 

The  present  project  was  completed  in  1898  at  a  cost  of  about 
$150,000;  since  then  all  expenditures  have  been  for  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  was 
about  \b\  feet.  The  mean  annual  variation  in  level  of  water  surface 
is  about  1  foot. 

Connecting  with  the  westerlv  end  of  the  improved  channel  Ke- 
waunee River  has  a  navigable  depth  of  4  feet  for  a  distance  of  about 
6i  miles,  but  there  is  nr  regular  commerce  on  the  riven 
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Commercial  statistics  for  1908, — ^Arrivals  of  yessels,  447;  shipments 
and  receipts,  83,780  net  tons.  The  commerce  is  quite  large  in  yolume 
and  is  of  a  general  character.  A  line  of  car-ferry  steamers  caUs  at 
this  harbor.  The  approximate  value  of  the  exports  and  imports 
could  not  be  ascertained. 

The  project  has  a  material  eflfect  in  controlling  freight  rates,  as  the 
car-ferry  steamers  form  a  lake-and-rail  route  between  eastern  and 
western  points.  It  is  impracticable  to  estimate  the  amount  of  reduc- 
tion in  rates  thereby  affected. 

It  is  proposed  to  expend  the  amount  estimated  as  a  profitable  ex- 

Senditure  m  fiscal  year  ending  June  30,  1911,  inrepairs  to  piers  and 
redging  for  maintenance  of  channel. 

For  references  to  more  extended  information,  maps,  and  reports 
on  examination  and  survey,  see  Annual  Report  for  1904,  page  525, 
and  1908,  page  670. 

July  1, 1908,  balance  unexpended $4,995.19 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 6,000.00 

Miscellaneous  receipts 45. 42 

10,040.61 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement •. 2, 864. 09 

July  1, 1909,  balance  unexpended 7, 176. 52 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  baUmce  unex- 
Dended  July  1, 1909 60,000.00 

SuDmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  9.) 

10.  Tvx>  Rivers  Harbor,  Wisconsin. — ^The  original  depth  of  the 
entrance  to  Twin  rivers  was  from  3  to  4  feet  and  the  present  harbor 
was  not  available  for  purposes  of  commerce. 

The  original  project  adopted  March  3,  1871,  provided  for  the  for- 
mation of  a  channel  of  navigable  width  and  13  reet  deep,  connecting 
IVin  rivers  with  Lake  Michigan  by  building  parallel  piers  extending 
to  the  19-foot  contour  and  dredging  between  them,  at  an  estimated 
cost  of  $265,588.80,  modified  in  1897,  by  terminating  the  piers  at  the 
14-foot  contour.  The  total  amount  expended  on  original  and  modified 
project  was  $247,613.35. 

The  existing  project,  adopted  March  2,  1907,  is  a  modification  of 
plan  "A,"  printed  in  House  Document  No.  730,  Fifty-ninth  Con- 
gress, first  session,  and  provides  for  increasing  the  depth  of  channel 
to  16  feet  and  for  the  construction  of  a  stilling  basin  on  the  north 
side  of  harbor.  The  sum  of  $90,000  was  appropriated  for  the 
purpose. 

The  amount  expended  on  the  work  of  existing  project  up  to  the 
close  of  the  fiscal  year  ending  June  30, 1909,  was  $62,957.35,  of  which 
$21,379.83  was  applied  to  maintenance. 

The  expenditures  during  the  fiscal  year  have  been  for  construction 
of  new  pile  pjier,  for  dredgmg  in  channel  and  stilling  basin,  for  repairs 
of  such  portions  of  the  old  piers  as  form  part  of  the  present  project, 
and  for  general  supervision. 


Digitized  by  VjOOQ IC 


BIVEB  AND  HABBOB  IMPROVEMENTS.  693 

The  new  pile  pier  has  been  completed,  the  channel  dredged  to  a 
depth  of  16  feet,  the  old  piers  thoroughly  repaired,  and  about  three- 
fourths  of  the  stilling  basin  has  been  dredged.  The  stilling  basin' 
has  already  an  appreciable  effect  on  the  harbor  during  storms.  The 
depth  of  channel  has  been  increased  about  3  feet. 

The  maximum  draft  that  could  be  carried  June  30, 1909,  was  about 
15  feet.  The  mean  annual  variation  in  level  of  water  surface  is  about 
1  foot.  East  and  West  Twin  rivers  have  a  navigable  depth  of  7  feet 
for  a  distance  of  about  3  miles  and  7  miles,  respectively,  from  the 
harbor  piers.  There  is  no  regular  commerce  on  these  rivers.  For 
many  years  they  have  been  used  by  rowboats  and  for  floating  saw  logs. 

Camrnercial  statistics  for  1908, — ^Arrivals  of  vessels,  238;  shipments 
and  receipts,  58,315  net  tons.  Estimated  value  of  exports  and  im- 
ports, $296,087. 

The  commerce  of  this  harbor  is  small  in  volume  and  of  a  local 
character.  It  is  believed  that  the  project  has  a  considerable  effect 
in  controlling  freight  rates  not  only  on  coal  for  local  consumption 
brought  in  by  way  of  the  harbor,  but  also  affording  Two  Rivers  the 
rail  rates  accorded  places  at  which  water  competition  exists. 

The  amount  estimated  as  a  profitable  expenditure  during  the  fiscal 
year  ending  June  30,  1911,  is  to  be  applied  in  purchasing  stone  for 
riprap  and  pier  filling  and  for  dredging  for  maintenance  of  channel. 
Tne  additional  work  proposed  is  necessary  for  maintenance  of  the 
harbor. 

For  references  to  more  extended  information,  maps,  and  reports 
on  examinations  and  surveys,  see  Annual  Reports  for  1904,  page  526, 
and  for  1906,  pages  599  and  645. 

July  1, 1908,  balance  iinexpended $75,065.16 

June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $33, 799. 01 

For  maintenance  of  improvement 12, 736. 85 

46,535.86 

July  1, 1909,  balance  unexpended 28,529.30 

July  1, 1909,  outstanding  liabilities 862.02 

July  1, 1909,  balance  available 27,667.28 

July  1, 1909,  amount  covered  by  imcompleted  contracts 15, 728. 48 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5,000.00 

Siibmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  10.) 

11.  Manitowoc  Harbor,  Wisconsin. — ^The  original  depth  of  water 
at  the  mouth  of  the  Manitowoc  River  was  about  4  feet  at  the  shoalest 
point,  and  the  existing  harbor  was  not  available  for  purposes  of  com- 
merce. 

The  original  project,  adopted  in  1854,  provided  for  building  par- 
allel piers  220  feet  apart  and  dredging  between  them  to  obtam  a 
channel  12  feet  in  depth  connecting  Manitowoc  River  with  Lake 
Michigan,  modified  as  follows :  1881,  provided  for  extending  piers  to 
19i-foot  contour  and  increasing  depth  to  19  feet  at  entrance  and  15 
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feet  at  the  shore  line;  1890,  provided  for  an  exterior  breakwater 
400  feet  long,  24  feet  wide;  1896,  provided  for  increasing  depth  of 
channel  to  20  feet  and  extending  south  pier  500  feet;  1902,  provided 
for  extending  the  breakwater  400  feet.  The  original  project  as  sub- 
sequently modified  was  completed  in  1903.  The  total  amount 
expended  thereon,  including  maintenance  up  to  the  time  of  adoption 
of  present  projects,  is  $454,666.79. 

The  existing  project,  adopted  by  Congress  March  2,  1907,  provides 
for  maintenance  or  20-foot  channel  and  for  the  reconstruction  of  the 
harbor  by  the  removal  of  outer  500  feet  of  existing  breakwater  and 
nearly  «dl  of  the  old  parallel  piers  and  by  construction  of  new  break- 
waters and  piers  in  accordance  with  report  submitted  in  House  Docu- 
ment No.  62,  Fifty-ninth  Congress,  first  session,  as  modified  by  Board 
of  Engineers  for  Kivers  and  Harbors;  estimated  cost,  $376,000. 

The  amount  expended  under  the  existing  project  up  to  the  close  of 
the  fiscal  year  ending  June  30,  1909,  was  $397,146.04,  of  which 
$162,897.56  was  for  maintenance. 

The  expenditures  during  the  fiscal  year  have  been  for  breakwater 
and  pier  construction,  for  dredging,  construction  of  survey  boat, 
repairs  of  plant,  and  for  general  supervision. 

The  work  has  been  done  under  continuing  contract  appropriations, 
and  the  balance  of  the  authorization  to  be  appropriated  is  $5,500. 

The  existing  project  is  completed  with  the  exception  of  the  rubble 
mounds  and  a  moderate  amount  of  dredging.  No  increase  in  depth 
has  been  obtained,  but  the  present  harbor  affords  greatly  increased 
protection  to  the  entrance  to  the  river,  having  an  excellent  stilling 
effect  during  storms. 

The  maximum  draft  that  could  be  carried  June  30, 1909,  was  about 
19i  feet.  The  usual  mean  annual  variation  of  level  of  water  surface 
is  about  1  foot. 

Connecting  with  the  western  end  of  the  government  improvement, 
Manitowoc  Kiver  is  navigable  for  a  distance  of  about  1.8  miles. 

CommerdaZ  statistics  for  1908, — ^Arrivals  of  vessels,  1,593;  ship- 
ments and  receipts,  1,420,524  net  tons.  The  approximate  value  of 
the  exports  and  imports  could  not  be  ascertained.  The  commerce 
is  very  large  in  volume  and  of  a  general  character.  Two  lines  of  car- 
ferry  steamers  caU  at  this  harbor  daily  throughout  the  entire  year. 

The  project  has  a  material  effect  in  controUing  freight  rates,  as  the 
car-ferry  steamers  form  lake  and  rail  routes  between  eastern  and 
western  points.  It  is  impracticable  to  estimate  the  amount  of  reduc- 
tion in  rates  thereby  affected. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  in  fiscal  year  ending  June  30,  1911,  in  building  concrete 
superstructure  on  north  breakwater  and  on  concrete  caisson  break- 
waters and  in  dredging  for  maintenance  of  channel.  The  additional 
work  proposed  is  necessary  for  maintenance  of  the  harbor. 

For  references  to  more  extended  information,  maps,  and  reports  on 
examinations  and  surveys,  see  Annual  Reports  for  1904,  page  526, 
and  1906,  page  645. 
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July  1,  1908,  balance  unexpended $326, 136. 44 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $231, 072. 11 

For  maintenance  of  improvement 17, 564. 44 

248,636.56 


July  1, 1909,  balance  imexpended 77, 499. 89 

July  1, 1909,  outstanding  liabilities 8, 041. 27 

July  1,  1909,  balance  available 69,458.62 

July  1, 1909,  amoimt  covered  by  imcompleted  contracts 14, 187. 00 

Amount  (estimated)  required  for  completion  of  existing  project 6, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  im- 
expended July  1 ,  1909 35, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  11.) 

12,  Shehaygan  Harhory  Wisconsin. — The  depth  of  water  over  the 
bar  at  the  month  of  the  Sheboygan  River  oripnally  did  not  exceed 
7  feet,  and  the  present  harbor  was  not  available  for  purposes  of  com- 
merce. 

The  original  project,  adopted  in  1866,  provided  for  extending  the 
piers  built  by  the  city  and  county  of  Sheboygan  to  the  13-foot  contour 
and  dredging  between  them  to  a  depth  of  13  feet;  modified  as  fol- 
lows: 1873,  I  or  a  deeper  channel  and  pier  extension;  1881,  for  ex- 
tending piers  to  21 -foot  contour  and  a  depth  of  19  feet  at  entrance, 
diminishing  to  15  feet  at  shore  line;  1894,  for  increasing  \\4dth  be- 
tween piers  and  for  a  channel  19  feet  deep;  1899,  for  a  oreakwater 
700  feet  long;  1902,  for  extending  both  piers  and  increasing  depth  of 
channel  to  21  feet.  The  original  project  as  modified  was  completed  in 
1904  with  the  excejjtion  of  100  feet  of  breakwater.  The  total  amount 
expended  thereon,  including  maintenance,  up  to  the  time  of  adoption 
of  present  project,  is  $575,099.44. 

The  existing  proiect,  adopted  by  Congress  March  2,  1907,  provides 
for  maintenance  of  21-foot  channel  and  works  mcident  thereto,  for 
extension  of  north  breakwater,  for  a  south  breakwater,  and  for  subse- 
quent necessary  extensions  to  each  breakwater  in  general  accordance 
with  type  plan  as  set  forth  in  report  submitted  in  House  Document 
No.  62,  Fifty-ninth  Congress,  first  session. 

An  estimate  of  the  cost  of  a  part  of  this  project,  amounting  to 
$253,000,  was  submitted  December  13,  1906,  and  published  in  River 
and  Harbor  Committee  Document  No.  3,  Fifty-nintn  Congress,  second 
session.  The  Board  of  Engineers  for  Rivers  and  Harbors  in  its  report 
on  this  project,  published  in  the  same  committee  document,  stated 
that  it  was  the  belief  of  the  Board  that  the  proposed  plan  '^should  be 
held  in  abeyance  until  the  completion  of  the  proposed  improvements 
at  Ludington  and  Manitowoc,  and  that  the  adoption  of  a  new  plan  for 
the  improvement  of  any  of  these  other  harbors''  (including  Sheboy- 
gan) ''should  be  postponed  until  the  efficiency  of  the  work  at  these 
two  harbors  is  demonstrated."  At  the  date  of  this  report  the  work 
at  neither  Ludington  nor  Manitowoc  has  been  fully  completed,  and 
it  is  believed  that  at  the  close  of  the  present  season  the  department 
will  be  in  better  position  than  at  present  to  submit  further  recom- 
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mendation  in  regard  to  the  work  now  held  in  abeyance  in  consequence 
of  this  report  of  the  Board. 

Should  it  be  decided,  however,  not  to  hold  the  proposed  plan 
further  in  abeyance,  it  is  believed  that  the  work  oi  improvement 
should  in  the  unmediate  future  be  confined  to  extending  the  north 
breakwater  shoreward  as  recommended  by  the  district  omcer. 

The  amount  expended  imder  the  existing  project  up  to  the  close  of 
the  fiscal  year  ending  June  30,  1909,  was  $43,334.95,  of  which 
$14,444.64  was  for  mamtenance. 

The  expenditures  during  the  fiscal  year  have  been  for  extension  of 
breakwater,  for  dredging  for  restoration  of  channel,  for  construction 
of  survey  boat,  for  repaurs  of  plant,  and  for  general  supervision. 

It  is  estimated  that  not  more  than  5  per  cent  of  the  approved  proj- 
ect has  been  completed  up  to  June  30,  1909.  No  result  in  the  way 
of  increased  depth  or  widtn  has  been  obtained,  but  the  extension  to 
the  breakwater  has  somewhat  diminished  the  disturbances  in  the 
harbor  during  storms. 

The  maximiun  draft  that  could  be  carried  June  30, 1909,  was  about 
19  feet.  The  usual  mean  annual  variation  of  level  of  water  surface 
is  about  1  foot. 

Connectii^  with  the  westerly  end  of  the  government  improvement, 
Sheboygan  Kiver  is  nav^able  for  a  distance  of  IJ  miles. 

Commercial  statistics  for  1908. — ^Arrivals  of  vessels,  661;  shipments 
and  receipts,  616.832  net  tons.  The  approximate  value  of  the  exports 
and  imports  could  not  be  ascertained.  The  commerce  of  Sheboygan 
is  quite  large  and  of  a  general  character.  It  is  believed  that  the  proj- 
ect has  a  material  effect  in  controlling  freight  rates  not  only  on  coal 
and  other  bulk  commodities,  both  local  and  for  transshipment,  but 
also  in  affording  to  Sheboygan  the  rail  rates  accorded  places  at  which 
water  competition  exists. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable  expend- 
iture in  fiscal  year  ending  June  30, 1911,  in  repairs  of  piers  and  break- 
water, and  in  dredging  lor  maintenance  of  channel.  The  proposed 
work  is  necessary  for  maintenance  of  the  harbor. 

For  references  to  more  extended  information,  maps,  and  reports  on 
examinations  and  surveys,  see  Annual  Reports  for  1904,  page  527, 
and  1906,  page  645. 

July  1, 1908,  balance  unexpended $36,250.24 

Amount  aUotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

41,250.24 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $15, 519. 19 

For  maintenance  of  improvement 12,345.98 

27,865.17 


July  1, 1909,  balance  unexpended 13,385.07 

July  1, 1909,  outstanding  liabilities 330.72 

July  1, 1909,  balance  available 13,054.35 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balimce  unex- 
pended July  1, 1909 65,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  12.) 
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IS.  Port  WasTiiTigton  Harbor,  Wisconsin. — The  natural  channel  at 
the  mouth  of  the  Sauk  River  was  narrow,  and  at  the  shoalest  point 
had  a  depth  of  1  foot.  The  present  harbor  was  not  available  for 
piuposes  of  commerce. 

Tne  original  project,  adopted  in  1869,  provided  for  a  channel  be- 
tween parallel  piers.  150  feet  apart,  extending  from  the  shore  to  the 
11-foot  contour,  and  for  a  basin  600  feet  long  by  200  feet  wide,  inside 
the  shore  line,  modified  as  follows:  Jime  7,  1877,  extending  piers  to 
15-foot  contour  and  a  second  basin  to  the  northward  and  nearly  at 
right  angles  to  the  first  basin,  the  depth  in  channel  and  basins  to  be 
13  feet.  The  original  project,  as  modified,  is  the  existing  project. 
Estimated  cost,  $181,527.17. 

The  amount  expended  up  to  June  30,  1909,  was  $202,901.29,  of 
which  $14,337.96  was  for  maintenance.  Of  this  amount  $68.25  was 
derived  from  miscellaneous  sources. 

The  expenditures  during  the  fiscal  year  have  been  for  maintenance 
of  channel  and  for  general  supervision. 

The  existing  project  was  completed  in  1895  at  a  cost  of  $188,563.33. 
Since  then  all  expenditiires  have  been  for  maintenance. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  was  about 
12  feet.  The  usual  mean  annual  variation  of  levels  of  water  surface 
is  about  1  foot. 

Commercial  statistics  for  1908, — Arrivals  of  vessels,  1,277;  ship- 
ments and  receipts,  32,988  net  tons.  The  approximate  value  of  the 
exports  and  imports  could  not  be  ascertained.  The  commerce  bene- 
fited is  small  in  volume  and  of  a  local  character.  It  is  beUeved  that 
the  project  has  a  considerable  effect  in  controlling  freight  rates,  not 
only  in  coal  for  local  consumption  brought  in  by  way  of  the  harbor, 
but  also  in  affording  Port  Washington  flie  rail  rates  accorded  places 
where  water  competition  exists. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  in  fiscal  year  ending.  Jime  30,  1911,  in  repairs  of  piers 
and  dredging.  The  work  proposed  is  necessary  for  maintenance  of 
the  harbor. 

For  references  to  more  extended  information  and  for  reports  on 
examinations  and  surveys  see  Annual  Report  for  1904,  pages  528  and 
2899. 

July  1,  1908,  balance  imexpended $3,022. 10 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 4,000.00 

7,022.10 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement         955. 14 

July  1,  1909,  balance  unexpended 6,066.96 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 15,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  ^ 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  13.) 
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14'  Milwaukee  Harbor ,  Wisconsin,  including  harbor  of  r^uge. — 
Milwaukee  Harbor  and  the  harbor  of  refuge,  which  were  originally 
separate  works,  were  consoh'dated  by  the  act  of  June  13,  1902. 

The  original  depth  of  water  at  the  mouth  of  the  Milwaukee  River 
was  not  more  than  4i  feet,  and  the  present  harbor  was  not  available 
for  purposes  of  commerce ;  but  the  situation  of  the  entrance,  in  a  bay 
protected  from  storms,  except  those  from  northeast  to  southeast,  and 
the  7  miles  of  interior  river  easily  susceptible  of  improvement,  have 
made  the  problem  of  obtaining  a  harbor  a  relatively  inexpensive  one. 

The  original  project  for  the  improvement  of  Milwaiucee  Harbor 
was  adopted  in  1845-46,  and  provided  for  dredging  the  original 
river  mouth  and  protecting  the  entrance  by  parallel  piers,  modi- 
fied as  follows:  1852,  provided  for  the  formation  of  a  channel  260 
feet  wide  and  13  feet  deep,  located  3^000  feet  to  the  northward  of 
original  mouth  of  the  Milwaukee  River,  by  dredging  across  the 
overlapping  point  and  protecting  the  channel  by  parallel  piers,  each 
1,120  leet  long;  18G8,  provided  for  extending  eacn  pier  600  feet;  1899, 
provided  for  deepening  the  channel  to  21  feet;  1902,  provided  for 
concrete  superstructure  on  1,050  feet  of  the  north  pier;  1905,  pro- 
vided for  completing  concrete  superstructure  on  north  pier,  a  distance 
of  600  feet. 

The  original  project  for  the  harbor  of  refuge  was  adopted  in  1881 
and  provided  for  a  breakwater  7,650  feet  long,  including  an  opening 
therein  of  400  feet;  the  acts  of  1902  and  1905  provided  for  concrete 
superstructure  on  3,450  feet  of  the  northern  end  of  the  breakwater. 

These  original  projects  as  modified  were  completed  in  1906.  The 
total  amoimt  expended  thereon,  including  maintenance  up  to  the  time 
of  adoption  of  the  present  project,  is  $1,739,040.88. 

The  act  approved  March  2,  1907,  provides  for  maintenance  of  21- 
foot  channel,  rebuilding  south  pier,  building  3,800  feet  of  concrete 
superstructure  on  breakwater,  and  modifies  the  project  by  provid- 
ing for  an  extension  of  the  breakwater  1,000  feet.  Estimated  cost, 
$592,000. 

The  amount  expended  under  the  existing  project  up  to  the  close 
of  the  figcal  year  ending  June  30,  1909,  was  $448,224.54,  of  which 
$342,375.56  was  for  mamtenance. 

The  expenditures  during  the  fiscal  year  have  been  for  concrete 
superstructure  on  breakwater,  for  breakwater  extension,  for  rebuild- 
ing south  pier,  for  construction  of  survey  boat,  for  repairs  of  plant, 
and  for  general  supervision.  About  7,200  linear  feet  of  concrete 
superstructure  has  oeen  completed.  All  the  cribs  for  breakwater 
extension  have  been  sunk  and  the  superstructure  thereon  has  been 
nearly  completed.     Work  on  the  soutn  pier  has  be^n  commenced. 

The  work  is  in  progress  imder  continuing  contract  appropriation, 
authorizing  an  expenoiture  of  $592,000,  all  of  which  has  oeen  appro- 
priated. 

The  approved  project  is  practically  completed  with  the  exception 
of  the  south  pier,  work  on  which  has  just  been  commenced. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  was  21 
feet.  The  mean  annual  variation  of  level  of  water  surface  is  about 
1  foot. 

Commercial  statistics  for  1908. — ^Arrival  of  vessels,  5,080;  ship- 
ments and  receipts,  5,375,013  net  tons.  The  approximate  value  of 
the  exports  and  imports  could  not  be  ascertained. 
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Milwaukee  stands  among  the  leading  lake  ports  in  the  extent  and 
value  of  its  water-borne  commerce.  To  Milwaukee  3,829,372  tons  of 
coal  was  brought  in  1908,  to  be  locally  consumed  or  distributed  to 
points  in  the  interior.  Bv  means  of  car  ferries,  which  ply  both  win- 
ter and  summer,  Milwaukee  is  connected  with  several  railway  sys- 
tems terminating  on  the  east  shore  of  Lake  Michigan. 

By  reason  of  its  excellent  harbor  the  manufacturers  and  distrib- 
utors of  Milwaukee  enjoy  superior  shipping  facilities  and  low  freic^ht 
rates,  especially  to  and  from  eastern  points.  Many  bulky  articles, 
such  as  coal,  salt,  sugar,  etc.,  are  transshipped  from  water  to  rail  at 
Milwaukee.  The  favorable  effect  of  the  harbor  upon  commerce  is 
widespread  throughout  several  States  lying  to  the  westward. 

For  references  to  more  extended  information  and  for  reports  on 
examinations  and  surveys,  see  Annual  Report  of  the  Chief  of  En- 
gineers for  1904,  pages  529  and  530. 

July  1 ,  1908,  balance  unexpended $467, 932.  86 

Miscellaneous  receipts 584.  53 

468, 517.  39 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |104, 560.  68 

For  maintenance  of  improvement 175, 512.  93 

280,073.61 

July  1,  1909,  balance  unexpended 188,443.78 

July  1, 1909,  outstanding  liabilities 9, 987. 57 

July  1,  1909,  balance  available 178, 456.  21 

July  1,  1909,  amount  covered  by  uncompleted  contracts 132, 821. 03 

(See  Appendix  J  J  14.) 

16.  MUvxmkee  (inner)  Harbor,  Wisconsin, — The  original  condition 
of  the  rivers  comprised  in  the  inner  harbor  of  Milwaukee  is  not  defi- 
nitely known.  Tnese  rivers  have  been  dredged,  and  a  depth  of  about 
21  feet  below  datum  maintained  therein,  by  the  city  or  Milwaukee. 

The  original  project,  which  is  the  existing  project,  was  adopted  bv 
act  of  March  3,  1905^  and  provides  for  improving  Menominee,  Mil- 
waukee, and  Kinnickmnick  rivers,  which  constitute  the  inner  harbor 
of  Milwaukee.  This  project  provides  for  the  excavation  of  four 
turning  basins — one  in  the  Menominee  and  three  in  the  Kinnickm- 
nick; the  excavation  of  a  channel  100  feet  wide  from  the  turning 
basin  in  Menominee  River  to  its  mouth  and  150  feet  wide  thence  to 
the  harbor  entrance;  the  excavation  of  a  channel  100  to  150  feet 
wide  from  the  mouth  of  the  Kinnickinnick  to  the  uppermost  turning 
basin  in  that  river,  all  channels  to  be  21  feet  deep.  The  estimated 
cost  of  this  improvement  is  $318,581.  The  act  in  adopting  the  proj- 
ect provided  that  no  part  of  the  appropriation  therefor  should  be 
expended  unless  the  Secretary  of  War  shall  have  satisfactory  assurance 
that  the  city  of  Milwaukee  will  comply  with  certain  conditions. 
Stated  briefly,  the  city  must  donate  the  land  for  the  turning  basins, 
must  revert  channels  and  basins  wherever  necessary,  and  must  main- 
tain the  improvement  after  its  completion. 

By  act  approved  June  30,  1906,  Congress  authorized  the  Secretary 
of  War,  in  his  discretion,  to  modify  this  project  by  omitting  the  turn- 
ing basin  at  the  head  of  navigation  m  the  Elnnickinmck  River. 
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By  act  approved  May  28,  1908,  Congress  authorized  the  Secretary 
of  War,  in  nis  discretion,  to  enter  into  a  contract  or  contracts  for  the 
improvement  of  the  Kinnickinnick  River,  as  soon  as  the  city  of  Mil- 
waukee shall  have  complied  with  the  foregoing  conditions,  so  far  as 
they  apply  to  the  Kinnickinnick  River,  or  any  part  thereof. 

There  has  been  no  expenditure  under  the  existing  project,  no  as- 
surance having  yet  been  offered  that  the  city  of  Milwaukee  will 
fulfill  all  the  conditions  above  mentioned. 

The  work  is  to  be  done  under  continuing-contract  appropriations, 
and  the  balance  of  the  authorization  to  be  appropriated  is  1218,581. 

No  portion  of  the  approved  project  has  been  accomplished  up  to 
June  30,  1909. 

The  maximum  draft  which  could  be  carried  June  30,  1909,  was 
about  20  feet.  The  usual  mean  annual  variation  of  water  surface  is 
about  1  foot.  The  rivers  are  actually  navigable  as  follows:  Milwau- 
kee River,  about  2 J  miles;  Menoininee  River,  about  2  miles;  Kin- 
nickinnick River,  about  2}  miles. 

The  commerce  of  Milwaukee  has  already  been  described  in  the 
report  relating  to  Milwaukee  Harbor. 

It  is  believed  that  the  project  will  have  a  material  effect  in  con- 
trolling freight  rates  on  bulk  commodities,  such  as  coal,  grain,  and 
ore,  both  locally  and  for  transshipment.  It  is  imLpracticable  to  esti- 
mate the  amount  of  reduction  in  rates  thereby  eflfected. 

For  report  on  examination  and  survey  see  Ajmual  Report  for  1904, 
Part  3,  page  2887. 

July  1,  1908,  balance  unexpended |100, 000. 00 

July  1, 1909,  balance  unexpended 100,000.00 

Amount  (estimated)  required  for  completion  of  existing  project 218, 58L  00 

(See  Appendix  J  J  15.) 

16,  Racine  Harbor,  Wisconsin. — ^The  entrance  to  this  harbor  at  the 
mouth  of  Root  River  originally  varied  in  depth  from  absolute  closure 
after  storms  to  about  7  feet,  and  the  present  harbor  was  not  available 
forpurposes  of  commerce. 

Ine  original  project,  adopted  in  1842-43,  provided  for  a  channel  13 
feet  deep  oetween  parallel  piers  160  feet  apart,  modified  as  follows: 
1866,  provided  for  increasing  depth  to  16  feet  and  for  extension  of 
piers;  1889,  provided  for  increasmg  depth  to  17  feet  and  for  further 
extension  of  piers;  1899,  provided  for  widening  channel  and  increas- 
ing depth  to  21  feet,  for  extending  the  south  pier,  and  for  a  break- 
water 600  feet  long;  1902,  provided  for  a  change  in  the  location  and 
direction  of  the  breakwater.  The  original  project  as  modified  was 
completed  in  1905.  The  total  amount  expended  thereon,  includinjg 
maintenance  up  to  the  time  of  adoption  of  present  project,  is 
$507,141.72. 

The  existing  project,  adopted  by  Congress  March  2,  1907,  provides 
for  maintenance  or  21 -foot  channel  and  works  incident  thereto,  for 
extension  of  north  breakwater,  for  a  south  breakwater,  and  for  sub- 
sequent necessary  extensions  to  each  breakwater,  in  general  accord- 
ance with  type  plan  as  set  forth  in  report  submitted  in  House  Docu- 
ment No.  62,  Fifty-ninth  Congress,  first  session. 

An  estimate  of  the  cost  of  a  part  of  this  project,  amounting  to 
$225,000,  was  submitted  December  13,  1906,  and  published  in  River 
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and  Harbor  Committee  Document  No.  3,  Fifty-ninth  Congress,  sec- 
ond session.  The  Board  of  Engineers  for  Rivers  and  Harboi's  in 
its  report  on  this  project,  published  in  the  same  committee  docu- 
ment, stated  that  it  was  the  oeKef  of  the  board  that  the  proposed  plan 
"should  be  held  in  abeyance  until  the  completion  of  the  proposed 
improvements  at  Ludington  and  Manitowoc,  and  that  the  adoption  of 
a  new  plan  for  the  improvement  of  any  of  these  other  harbors"  (in- 
cluding Racine)  "should  be  postponed  until  the  efficiency  of  the  work 
at  these  two  harbors  is  demonstrated."  At  the  date  of  this  report 
the  work  at  neither  Ludington  nor  Manitowoc  has  been  fully  com- 
pleted, and  it  is  believed  that  at  the  close  of  the  present  season  the 
department  will  be  in  better  position  than  at  present  to  submit  fur- 
ther reconunendation  in  regard  to  the  work  now  held  in  abeyance  in 
consequence  of  this  report  of  the  Board. 

Should  it  be  decided,  however,  not  to  hold  the  proposed  plan  fur- 
ther in  abeyance,  it  is  believed  that  the  work  of  improvement  should 
in  the  immediate  future  be  confined  to  extending  the  north  break- 
water shoreward,  as  recommended  by  the  district  officer. 

The  total  amount  expended  on  the  work  of  existing  project  up  to 
the  close  of  the  fiscal  year  ending  Jime  30,  1909,  is  $50,525.14.  Of 
this  amoimt,  $25,492.55  was  for  maintenance. 

The  expenditures  during  the  fiscal  year  have  been  for  extension  of 
north  breakwater,  for  maintenance  of  channel,  for  construction  of 
survey  boat,  and  for  general  supervision. 

The  breaKwater  has  been  extended  about  200  feet,  the  channel 
dredged,  and  minor  repairs  made  to  breakwater. 

It  IS  estimated  that  not  more  than  6  per  cent  of  the  approved  project 
has  been  completed  up  to  June  30,  1909.  No  result  in  the  way  of 
increased  deptn  or  width  has  been  obtained,  but  the  extension  to  the 
breakwater  nas  somewhat  diminished  the  disturbances  in  the  harbor 
during  storms. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  was  about 
19  feet.  The  usual  mean  annual  variation  of  level  of  water  surface  is 
about  1  foot.  Connecting  with  th^  western  terminus  of  the  govern- 
ment improvement,  Root  River  is  navigable  for  a  distance  or  about 
nine-tenths  of  a  mile. 

Commercial  statistics  for  1908. — Arrivals  of  vessels,  1,344;  ship- 
ments and  receipts,  745,032  net  tons.  The  approximate  value  of  tne 
exports  and  imports  could  not  be  ascertained.  The  commerce  bene- 
fited is  quite  large  in  volume  and  of  a  general  character.  It  is  beUeved 
that  the  project  has  a  material  effect  in  controlling  freight  rates  not 
only  on  coal  and  other  bulk  commodities,  both  local  and  for  trans- 
shipment, but  also  in  affording  to  Racine  the  rail  rates  accorded 
places  at  which  water  competition  exists. 

It  is  proposed  to  apply  the  amoimt  estimated  as  a  profitable  ex- 
penditure m  fiscal  j^ear  ending  June  30,  1911,  in  repairs  of  piers 
and  breakwater  and  in  dredging.  The  work  proposed  is  necessary 
for  maintenance  of  the  harbor. 

For  references  to  more  extended  information  and  reports  on 
examinations  and  surveys,  see  Annual  Reports  for  1904,  page  531, 
and  1906,  page  645. 
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Julys,  1908,  balance  unexpended $35,684.04 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3, 1909 5,000.00 

Miscellaneous  receipts 50. 00 

40,734.04 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |18, 885. 91 

For  maintenance  of  improvement 13, 380. 52 

32,266.43 

July  1,  1909,  balance  unexpended 8, 467.  61 

July  1,  1909,  outstanding  liabilities 351.68 

July  1,  1909,  balance  available 8, 115.  93 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance 
unexpended  July  1,  1909 80,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  1,6.) 

17.  KenosJia  Harbor j  Wisconsin. — ^The  original  depth  of  water  at 
the  mouth  of  Pike  Creek  varied  from  nothing  to  4  feet,  and  the 
present  harbor  was  not  available  for  purposes  of  commerce. 

The  original  project,  adopted  in  1852,  provided  for  a  channel  13 
feet  deep  Detween  parallel  piers  150  feet  apart,  modified  as  follows: 
1866,  provided  for  a  navigaole  channel  16  reet  deep;  1889,  provided 
for  extending  north  pier  300  feet  and  south  pier  600  feet,  and  for 
channel  16  feet  deep;  1890,  provided  for  dredging  in  '"The  Basin;" 
1899,  provided  for  extending  the  south  pier,  increasing  the  width 
between  piers  to  250  feet  by  rebuilding  the  north  pier,  building  600 
feet  to  breakwater,  and  increasing  the  depth  in  channel  and  basin  to 
21  feet  and  20  feet,  respectively;  1902,  provided  for  extending  the 
breakwater  100  feet  shoreward.  The  original  project  as  modified 
was  completed  in  1900,  with  the  exception  of  100  feet  extension  to 
breakwater.  The  total  amount  expended  thereon,  including  main- 
tenance up  to  the  time  of  adoption  of  present  project,  is  $475,815.37. 

The  existing  project,  adopted  by  Congress  March  2,  1907,  provides 
for  maintenance  of  21-foot  entrance  channel,  20-foot  basin,  and  exist- 
ing works,  and  for  an  extension  of  200  feet  to  the  landward  end  of 
the  breakwater.     Estimated  cost,  $22,000. 

The  total  amount  expended  on  the  work  of  existing  project  up 
to  the  close  of  the  fiscal  year  ending  June  30,  1909,  is  $23,046.40. 
Of  this  amount  $14,350.18  was  for  maintenance. 

The  expenditures  during  the  fiscal  year  have  been  for  extension  of 
north  breakwater,  for  dredging,  and  for  general  supervision. 

The  foundation  for  breakwater  extension  is  completed  and  the  crib 
has  been  built  but  not  yet  sunk  in  place.  The  channel  and  the  basin 
have  been  dredged. 

The  appro vea  project  is  completed  with  the  exception  of  sinking  a 
crib  in  extension  of  breakwater  and  building  superstructure  thereon. 

The  maximum  draft  that  could  be  carried  June  30, 1909,  was  about 
19  feet.  The  usual  mean  annual  variation  of  level  of  water  surface 
is  about  1  foot. 

Connecting  with  the  western  terminus  of  the  government  improve- 
ment, Pike  Creek  is  navigable  for  a  distance  of  about  2,500  feet. 
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Commercial  statistics  for  1908. — ^Arrivals  of  vessels,  359;  shipments 
and  receipts,  58,545  net  tons.  The  approximate  value  of  the  exports 
and  imports  could  not  be  ascertained.  The  commerce  is  not  large 
in  volume  and  is  chiefly  of  a  local  character. 

It  is  beUeved  that  tne  project  has  a  considerable  effect  in  control- 
ling freight  rates  not  only  on  coal  for  local  consumption  brought  in 
by  way  of  the  harbor,  but  also  by  affording  Kenosna  the  rail  rates 
accorded  places  at  which  water  competition  exists. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  in  fiscal  year  ending  June  30,  1911,  in  repairs  of  piers 
and  breakwater  dredgmg.  The  work  proposed  is  necessary  for  main- 
tenance of  the  harbor. 

For  references  to  more  extended  information  and  for  reports  on 
examinations  and  surveys,  see  Annual  Reports  for  1904,  page  532, 
and  1906,  page  645. 

July  1, 1908,  balance  unexpended $33, 517. 92 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 10,000.00 

43, 517. 92 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $2, 613. 57 

For  maintenance  of  improvement 13, 301. 00 

15,914.57 


July  1,  1909,  balance  unexpended 27, 603. 35 

July  1,  1909,  outstanding  liabilities 101. 53 

July  1, 1909,  balance  available 27, 501. 82 

July  1, 1909,  amount  covered  by  uncompleted  contracts 22, 578. 93 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 


pended July  1,  1909 25,000.00 

ubmitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 


(See  Appendix  J  J  17.) 

18,  Waukegan  Harbor,  Illinois, — Originally  there  was  no  navi- 
gable channel  or  natural  harbor  at  this  place. 

An  appropriation  of  $15,000  was  made  in  1852  "for  the  improve- 
ment 01  the  harbor  and  breakwater  at  Waukegan,  HI."  The  plan 
adopted  was  the  construction  of  a  breakwater  parallel  to  the  shore  in 
about  20  feet  of  water  and  opposite  the  heads  of  two  bridge  piers  in 
the  open  lake,  from  which  the  commerce  of  the  place  was  carried  on. 
One  crib  was  placed  in  position  but  was  carried  away  by  a  storm,  and 
the  work  was  abandoned. 

The  original  project  was  adopted  in  1880  and  provided  for  an  arti- 
ficial harbor  of  sufficient  capacity  for  local  trade  by  inclosing  an 
area  with  pile  piers,  the  entrance  channel  and  inclosed  area  to  be 
dredged  to  13  feet.  The  amount  expended  on  original  project  prior 
to  commencement  of  operations  under  present  project  was  $218,944.41 

The  existing  project,  adopted  bv  act  of  June  13,  1902,  provides  for 
extending  both  harbor  piers,  building  a  breakwater,  and  increasing 
depth  of  channel  to  20  feet;  estimated  cost,  $345,000,  all  of  which 
has  been  appropriated. 

The  total  amount  expended  in  the  work  of  existing  project  up  to 
the  close  of  the  fiscal  year  ending  June  30,  1909,  is  $400,981.38;  of 
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this  sum  $90,641.99  was  for  maintenance,  of  which  amount  $72.93 
was  derived  from  miscellaneous  sources. 

The  expenditures  during  the  fiscal  year  have  been  for  reconptruc- 
tion  of  inshore  end  of  south  pier,  and  dredjging  for  restoration  of 
channel,  and  minor  repairs  of  breakwater,  repairs  of  plant,  and  for  gen- 
eral supervision.  The  new  south  pier  is  practically  completed,  and 
the  haroor  has  been  dredged. 

The  approved  project  was  completed  in  1904.  Since  then  aU  ex- 
expenditures  have  been  for  maintenance. 

The  maximimi  draft  which  could  be  carried  June  30,  1909,  was 
about  19  feet.  The  usual  mean  annual  variation  of  water  level  is 
about  1  foot. 

Commercial  statistics  for  1908. — ^Arrivals  of  vessels,  660;  shipments 
and  receipts,  217,009  net  tons.  The  approximate  value  of  the  exports 
and  imports  could  not  be  ascertained. 

The  conmierce  aflfected  by  the  project  is  mostly  coal  and  salt  for 
transshipment.     Its  volume  is  large  and  increasing. 

It  is  believed  that  the  harbor  is  of  great  convenience  to  general 
commerce,  beine  a  terminus  of  the  Elgin,  Joliet  and  Eastern  Railway, 
known  as  the  Chicago  Outer  Belt  Line.  ^  The  harbor  is  in  close  con- 
nection with  all  the  railway^s  entering  Chicago. 

It  is  believed  that  the  project  has  a  considerable  effect  in  controlling 
freight  rates  on  coal  ana  other  bulk  commodities. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  in  fiscal  year  endingJune  30,  1911,  in  repairs  of  piers 
and  breakwater  and  dredging.  The  work  proposed  is  necessary  for 
maintenance  of  the  harbor. 

For  reference  to  more  extended  information,  maps,  and  reports  on 
examinations  and  surveys,  see  Annual  Report  for  1904,  page  532. 

July  1,  1908,  balance  unexpended $50,275.37 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 5,000.00 

55,275.37 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 24,628.23 

July  1,  1909,  balance  unexpended 30,647.14 

Jifly  1, 1909,  amount  covered  by  uncompleted  contracts 16, 365. 62 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Suomitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  J  J  18.) 

19.  Fox  River,  Wisconsin. — The  Fox  and  Wisconsin  rivers,  sepa- 
rated at  Portage,  Wis.,  by  a  distance  of  only  2  miles,  one  flowmg 
into  Lake  Michigan,  the  other  into  the  Mississippi  River,  were  the 
early  means  of  communication  between  those  waters.  Through  a 
board  of  public  works  the  State  began  and  carried  on  the  improve- 
ment until  1853,  when  it  was  transferred  to  a  private  companv.  In 
1872  the  United  States  purchased  from  the  Gfreen  Bay  and  Missis- 
sippi Canal  Company  all  of  its  property  except  the  water  powers, 
water-power  lots,  and  personal  property. 
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The  present  project  is  that  of  a  Board  of  Engineers,  submitted 
September  17,  1884,  and  modified  Mav  14,  1886.  It  provides  for 
deepening  and  widening  the  channel  of  Fox  River  from  Green  Bay 
to  Montello  to  6  feet  depth  and  from  Montello  to  Portage  to  4  feet 
depth,  with  a  width  of  the  river  channel  from  Lake  Winnebago  to 
Montello  of  100  feet,  and  for  the  renovation  of  12  old  locks,  at  an 
estimated  cost  of  $602,000. 

Appropriations  aggregating  $593,760  have  been  provided  for  this 
work,  and  a  revision  of  the  estimate  indicates  that  $155,353.36  will 
be  required  to  complete  it. 

The  improvement  of  the  Wisconsin  River  was  abandoned  in  1887. 

The  amount  expended  by  the  United  States  on  the  improvement 
of  the  Fox  and  Wisconsin  rivers  from  1839  (date  of  first  appropria- 
tion) to  the  close  of  the  fiscal  year  ending  June  30,  1909,  mcluding 
about  $600,000  exoended  for  flowage  damages  and  $145,000  paid  to 
the  Green  Bay  ana  Mississippi  Canal  Company  for  its  property,  was 
$3,810,421.96,  of  which  amount  $591,161.39  was  expended  solely  upon 
the  Wisconsin  River. 

The  works  on  Fox  River  now  consist  of  18  stone  locks,  2  stone 
guard  locks  and  8  composite  locks,  13  canals,  16  permanent  and  1 
temporary  dam,  and  various  accessories,  including  lock  houses,  ware- 
houses, a  dry  dock,  levees,  waste-weirs,  culverts,  retaining  walls,  etc. 
The  harbors  of  Stockbridge,  Calumet,  Miller  Bay,  and  Brothertown, 
Lake  Winnebago,  have  been  improved,  and  snags  have  been  removed 
and  bars  dredged  in  Wolf  River,  making  a  4-foot  channel  100  feet 
wide  to  New  London. 

The  project  depth  of  6  feet  below  mean  low  water  has  for  the  most 
part  been  obtained  from  Depere  to  Princeton  lock,  but  the  revision 
of  the  estimate  indicates  that  there  is  still  a  large  amount  of  dredging 
to  be  done  in  the  levels  between  Eureka  and  rrinceton  lock,  where 
now  but  5-foot  depths  obtain.  The  dredging  of  the  6-foot  channel 
between  Princeton  lock  and  Montello  is  now  in  progress,  and  the 
next  appropriation  will  be  applied  to  this  section.  The  district 
officer  recommends  that  no  ninds  be  expended  for  further  work 
above  Montello,  as  that  portion  of  the  river  is  now  regarded  as 
unworthy  of  improvement.   . 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  of  the  improvement  was  5  feet  from 
Depere  to  Berlin  lock,  4  feet  from  there  to  mile  post  64  (about  11 
miles  above  Princeton  lock)  and  3  feet  from  mile  post  64  to  Portage, 
the  head  of  navigation  on  the  Fox  River. 

July  1,  1908,  balance  unexpended $62, 558. 37 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 20, 000. 00 

MiscellaneouB  receipts 1.  65 

72,660.02 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  works  of  improve- 
ment      23, 880. 52 

July  1,  1909,  balance  unexpended 48, 679. 50 

July  1,  1909,  outstanding  liabilities 2, 674. 42 

July  1, 1909,  balance  available 46, 006. 08 

Amount  (estimated)  required  for  completion  of  existing  project 165, 353. 36 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 $50,000.00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4,1897. 

(See  Appendix  J  J  19.) 

20.  Overating  and  care  of  locks  and  dams  on  Fox  River  j  Wisconsin. — 
Under  tne  allotment  from  the  indefinite  appropriation  for  operating 
and  care  of  canals  and  other  works  of  navigation  there  has  been  ex- 
pended during  the  year  ending  June  30,  1909,  the  sum  of  $52,940.17. 

The  amount  expended  to  June  30,  1909,  is  $1,407,405.74,  including 
$3^14.67  miscellaneous  receipts. 

The  principal  work  done  nas  been  dredging  bars  and  channels; 
making  repairs  to  locks,  dams,  and  canal  banks,  lock  houses,  dredges, 
and  boats;  renewing  the  timber  work  and  concrete  top  finish  of  Little 
Kaukauna  lock  above  low  water;  rebuilding  the  lower  gates  of  Kau- 
kauna  third  and  fourth  locks  and  the  upper  part  of  the  gates  of  Apple- 
ton  first  lock;  rebuilding  the  sluice  gates  of  Menasha  Dam  of  steel,  and 
the  construction  of  locK  houses  at  Ldttle  Chute  first  and  Combined 
locks. 

The  report  of  the  district  engineer  officer  in  charge  shows  the  items 
of  expenditures.  Navigation  was  closed  November  20,  1908,  and 
reopened  April  12,  1909. 

For  commercial  statistics,  see  report  of  the  district  officer  upon  the 
improvement  of  Fox  River,  Wisconsin. 

(See  Appendix  J  J  20.) 

21 .  Removing  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gaiion. — Wreck  of  steamer  Cecelia  HiU  at  Eagle  Harbor  y  OreenJBay,  Wis- 
consin.— This  vessel  burned  at  Fish  Creek,  Wis.,  some  two  or  three 
vears  ago.  The  hull  was  subsequently  towed  to  Horseshoe  Island, 
lying  at  the  entrance  to  Eagle  Harbor,  Green  Bay,  Wis.,  and  was  per- 
mitted to  sink,  thus  forming  an  obstruction  to  navigation. 

The  wreck  having  been  abandoned  by  its  owners,  it  was  removed 
by  the  United  States  on  September  14, 1908,  at  a  cost  of  24  cents  and 
the  vessel  and  its  contents. 

(See  Appendix  J  J  21.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  FIRST  CHICAGO, 

ILLINOIS,  DISTRICT. 

This  district  was  in  the  charge  of  Col.  W.  H.  Bixby.  Corps  of 
Engineers,  to  September  30,  1908,  and  of  Maj.  Thomas  H.  Kees,  Corps 
of  Engineers,  smce  that  date.  Division  Engineer  Col.  W.  L.  Fisk, 
Corps  of  Engineers. 

1.  Chicago  Harbor,  Illinois. — Before  improvement  (1870)  this 
harbor  was  limited  to  the  lower  end  of  Chicago  River,  with  an  en- 
trance channel  width  of  400  feet,  depth  13  feet,  and  annual  com- 
merce less  than  3,000,000  tons.  A  brief  history  of  this  harbor 
improvement  prior  to  1876  is  given  on  pages  433  to  438,  Part  2. 
Aimual  Report  of  the  Chief  of  Engineers  for  1876,  and  a  very  full 
description  of  the  harbor  in  its  improved  condition  is  to  be  found  on 

Eages  131  to  134^  Bulletin  No.  18  (1908),  issued  by  the  United  States 
aie  Survey  Office,  Detroit,  Mich. 
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The  present  project  was  adopted  in  1870,  modified  in  1878,  1896, 
1903,  and  1905j  that  for  present  increased  depth  of  dredging  in  outer 
harbor  being  ^ven  by  report  of  July  16,  1897  (p.  2791,  Annual  Re- 
port of  the  Cmef  of  Engineers  for  1897),  specifically  adopted  by  act 
of  March  3,  1899;  and  that  for  repair  of  north  pier  being  given  by 
report  of  July  14,  1903  (p.  1888,  Annual  Report  of  the  Chief  of  Engi- 
neers for  1903),  adopted  by  act  of  March  3,  1905;  such  projects 
including: 

(al)  Breakwaters  to  form  an  outer  harbor,  with  (a2)  dredging 
within  the  same  for  20-foot  draft  (21  foot  depth). 

(6)  Exterior  breakwater,  with  a  harbor  of  refuge  behind  the  same. 

(c)  Dredging  entrance  to  inner  harbor  or  mouth  of  Chicago  River 
to  same  depth  as  outer  harbor. 

(d)  Maintenance;  including  (dl)  the  special  repair  of  north  pier 
superstructure  and  (d2)  some  redredging  outside  the  southern  en- 
trance to  the  basin. 

(e)  Contingencies,  including  superintendence. 

For  map  ot  full  improvement,  see  page  1888,  Annual  Report  of  the 
Chief  of  Engineers  for  1903. 

No  preliminary  examination  reports  appear  to  be  on  record  as  to 
past  improvements  of  this  locaUty. 

A  list  of  past  survey  reports  will  be  found  on  page  600,  Annual  Re- 
port of  the  Chief  of  Engineers  for  1906. 

There  has  been  expended  on  projects  prior  to  1870,  $446,005,  and 
on  the  project  of  1870,  with  its  modifications,  to  June  30,  1909,  the 
sum  of  $2,106,687.37;  total,  $2,552,692.37. 

The  operations  during  the  y^ar  were:  Completion  of  the  concrete 
superstructure  over  the  north  pier;  completion  of  pile  protection  pier 
at  United  States  life-saving  station  and  united  States  engineer  boat- 
house  (one-half  of  the  cost  of  which  was  paid  for  by  the  Life-Saving 
Service) ;  .redredging  the  channel  from  the  lake  to  Rush  Street  Bridge; 
repairs  to  north  end  of  easterly  breakwater.  All  of  the  work  above 
mentioned  is  that  of  maintenance  except  the  construction  of  the 
small  protection  pier  at  the  life-saving  station. 

The  uncompleted  portions  of  the  above  project  now  are  (a2)  com- 
pletion of  dredging  of  the  outer  harbor  basm  for  a  20-foot  draft, 
estimated  July  16,  1897,  at  $509,960;  (d2)  reopenmg  (dredging)  of 
the  east  (also  called  southern)  entrance  to  the  outer  harbor  basin; 
(d4)  repair  of  outer  harbor  breakwater  cribs  and  filling;  (d5)  repair  of 
exterior  harbor  of  refuge  breakwater;  (e)  contingencies,  including 
superintendence. 

At  present  the  harbor  entrance  has  a  width  of  470  feet  at  the  river 
moutn,  with  a  least  depth  of  21  feet  via  Chicago  River,  and  of  about 
16  feet  via  the  basin  entrance;  and  the  harbor  basin  carries  depths  of  ' 
at  least  19  to  20  feet  over  its  outer  half  and  of  at  least  8  feet  over  its 
inner  half;  all  these  depths  being  referred  to  ** Chicago  city  datum," 
or  the  so-called  "  low  water  of  1847,''  which  is  579.83  feet  above  mean 
tide.  New  York  Harbor  (Lake  Survey  revisions  of  1907). 

Tne  water  level  has  a  total  variation  of  about  6.5  feet  from  highest 
known  to  lowest  known  water,  and  an  average  of  less  than  1  foot 
oscillation  per  day. 

Chicago  outer  harbor,  being  mainly  a  protection  to  Chicago  River 
entrance,  has  practically  no  commerce  except  that  of  the  river,  the 
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outer  basin  being  used  mainly  by  yachts  and  other  small  craft.  The 
lake  commerce  of  this  locality  is  at  present  diminishing  and  the  har- 
bor works,  while  formerly  having  added  about  5,000,000  tons  to  the 
river  conmierce,  are  now  needed  mainly  to  prevent  a  more  rapid  loss 
of  the  4,000,000  tons  remaining. 

The  existence  of  this  improved  harbor  is  considered  to  be  of  great 
use  in  controlling  freight  rates. 

By  act  approved  May  28,  1908  (Public,  No.  163),  any  or  all  of  the 
then  available  balance  lor  Chicago  Harbor  was  made  available,  in  the 
discretion  of  the  Secretary  of  War,  for  expenditure  on  the  existing 

Eroject  for  Chicago  River,  and  under  this  authority  $193,000  of 
hicago  Harbor  funds  has  been  transferred  to  Chicago  River. 

The  superstructures  of  the  easterly  and  southerly  breakwaters  have 
deteriorated  to  such  an  extent  that  rebuilding  in  concrete  is  now  con- 
sidered necessary,  and  the. cost  thereof  is  included  in  the  amount  that 
can  be  profitably  expended  in  the  fiscal  year  ending  June  30,  1911. 

It  is  proposed  to  apply  the  available  funds  and  those  asked  for  the 
fiscal  year  ending  June  30, 1911,  to  the  maintenance  of  existing  works, 
redredging  the  southern  entrance  to  the  outer  harbor  and  rebuilding 
in  concrete  the  superstructures  of  the  easterly  and  southerly  break- 
waters, meanwhile  postponing  the  completion  of  the  outer  basin 
dredging,  which  is  not  considered  urgent. 

By  the  act  of  March  3,  1909,  Congress  ordered  an  examination  to 
be  made  of  the  rivers  and  harbors  in  the  Chicago  district  for  the  pur- 
pose of  reporting  a  plan  for  a  complete,  systematic^  and  broad  im- 
provement of  harbor  facilities  for  Chicago  and  adjacent  territory. 
This  report  will  be  submitted  to  Congress  at  its  next  session. 

July  1,  1908,  balance  unexpended $279,426.01 

Amount  transferred  to  Chicago  River 193, 000. 00 

86,426.01 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |4, 678. 89 

For  maintenance  of  improvement 45, 498. 03 

50, 176. 92 

July  1,  1909,  balance  unexpended 36,249.09 

Amount  (estimated)  required  for  completion  of  existing  project 237, 960. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 480,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  K  1 .) 

8.  Chicago  River,  Illinois. — ^Before  improvement  by  the  United 
States  (1896)  the  river  channel,  as  a  result  of  municipal  and  private 
improvements,  was  navigable  for  about  14-foot  draft  boats  over  widths 
of  about  200  feet  throughout  the  length  of  the  main  river,  about  1.5 
miles,  and  of  use  by  boats  of  12  to  14  feet  draft  for  lesser  widths  and 
for  aoout  5  miles  farther  length  in  the  North  Branch  and  about  5 
miles  farther  length  in  the  Siouth  Branch  and  forks.  A  good  brief 
history  of  river  and  harbor  improvement  at  Chicago  prior  to  1876  is 
given  on  pages  433-438,  Part  2,  Annual  Report  of  the  Chief  of  Engi- 
neers for  1876,  and  a  very  full  description  of  present  conditions  is  to 
be  found  on  pages  134-144,  Bulletin  No.  18  (1908),  issued  by  the 
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United  States  Lake  Survey  OflSce,  Detroit,  Mich.  For  maps  of  river 
and  turning  basins,  see  pages  1892-1893,  Annual  Report,  1903. 

Past  projects,  from  1896  to  1902,  provided  for  16  reet  draft  through 
this  river.  Under  such  projects  17  feet  actual  depth  below  city  datum 
was  secured  from  the  mouth  of  the  river  via  South  Branch  and  West 
Fork  to  Ashland  avenue  (about  5.5  miles),  via  South  Branch  and 
South  Fork  to  the  stock  yards  (about  6  miles),  and  via  North  Branch 
to  Belmont  avenue  (about  6  miles).  (See  p.  2974,  Annual  Report  of 
the  Chief  of  Engineers  for  1893;  p.  2793,  Report  for  1897,  and  p.  3865, 
Report  for  1900,  for  full  reports  on  history  of  improvement  and 
needs  up  to  1899.) 

The  project  of  Julv  2,  1902,  estimated  cost  $500,000,  as  specifically 
covered  bv  act  of  Congress  June  13,  1902,  provided  for  two  large 
turning  basins  (one  in  the  North  Branch  and  one  in  the  South 
Branch),  to  be  dredged  to  20  feet  draft  (21  feet  depth).  These  turn- 
ing basins  have  been  completely  dredged  and  partly  docked,  but  will 
need  some  annual  redredgmg  and  probably  some  further  dock  revet- 
ment. 

The  river  and  harbor  act,  March  2,  1907,  appropriated  $300,000  for 
improvement  and  maintenance  of  this  river,  such  work  being  covered 
by  the  survey  report  of  November  14,  1899  (pp.  3865-3871,  Annual 
Report  of  the  Chief  of  Engineers  for  1900),  ana  providing  for  dredg- 
ing to  21  feet  actual  depth  in  mid-channel  and  to  within  20  feet  of 
dock  lines  from  Ogden  slip  at  the  river  mouth  to  Ashland  avenue  on 
the  South  Branch,  to  the  Indiana  State  line  bridges  on  the  South 
Fork,  South  Branch,  and  to  Belmont  avenue  on  the  North  Branch 
(including  also  the  canal  around  Goose  Island,  North  Branch),  all 
originally  estimated  at  $810,600.  Project  covering  this  work  was 
approved  April  11, 1908,  as  follows: 

(a)  Dredging  eoft  material,  main  river,  North  Branch  (including  canal), 

South  Fork  of  South  Branch,  1,472,000  cubic  yards |384, 000 

(6)  Excavation  rock  and  hardpan  in  North  Branch  and  South  Fork,  105,000 

cubic  yards 352,800 

(c)  Superintendence  and  inspection 73, 800 

810,600 

the  division  of  funds  between  dredging  and  excavation  being  subject 
to  modification  during  the  progress  of  work. 

A  list  of  past  survey  reports  will  be  found  on  page  601,  Annual 
Report  of  the  Chief  of  Engineers  for  1906. 

Keference  to  reports  on  examination  and  survey  of  West  Fork  of 
South  Branch  of  Chicago  River,  ordered  by  the  river  and  harbor  act 
of  March  3,  1905,  will  oe  found  on  page  608,  Annual  Report  of  the 
Chief  of  Engineers  for  1906.  A  new  report  on  the  same  locality  was 
called  for  by  the  river  and  harbor  act  of  March  3,  1909,  and  will  be 
submitted  to  Congress  at  its  session. 

The  head  of  navigation  of  the  river  and  its  branches,  together  with 
a  statement  of  its  navigable  lengths,  are  given  in  the  following  table: 

HUes. 

Main  river  from  end  of  piers  to  junction  of  branches 1. 58 

South  Branch  to  Ashland  avenue 4. 08 

South  Fork  of  South  Branch  to  Chicago  Junction  Railway  bridges 1.  71 

North  Branch  to  Belmont  avenue 5. 14 

North  Branch  Canal  (Goose  Island  Cut-off) 1.04 

Total 13.65 
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There  has  been  expended  on  previous  projects  $929,899.14  (of 
which  $3,326.99  was  for  maintenance  during  the  present  fiscal  year), 
and  on  the  present  project,  approved  Apnl  11,  1908,  $309,266.97; 
total,  $1,239,166.11. 

The  following  work  was  accomplished  during  the  year:  484  linear 
feet  of  dock  built  in  the  South  Branch  turmng  basin;  main  river 
deepened  to  project  depth  from  Rush  Street  Bridge  to  the  forks; 
North  Branch,  including  North  Branch  Canal,  dredged  to  project 
depth  to  900  feet  north  of  Clvboum  place;  South  Fork,  South  Branch, 
dredged  to  project  depth  n:om  the  South  Branch  turning  basin  at 
Fuller  street  to  the  jimction  with  its  west  arm.  Nothing  has  been 
expended  for  maintenance. 

At  present  the  river,  including  both  branches,  slightly  widened  at 
its  narrowest  parts  by  the  United  States  and  much  widened  in  the 
South  Branch  by  the  Chicago  Sanitary  District,  has  a  least  depth  of 
channel,  as  referred  to  Chicago  city  datum,  of  21  feet  from  the  lake 
to  the  rorks;  thence  in  the  North  Branch  21  feet,  including  North 
Branch  Canal,  to  900  feet  north  of  Clyboum  place,  thence  8  feet  to 
Fullerton  avenue,  thence  7  feet  to  Belmont  avenue;  and  in  the  South 
Branch  21  feet  to  the  junction  with  its  west  arm,  except  at  Archer 
avenue,  where  the  city  s  water-pipe  tunnel  restricts  the  depth  to  19 
feet  below  hydrauUc  grade.  (For  general  description  of  the  sanitary 
district  projects,  see  p.  2097,  Annual  Report  of  the  Chief  of  Engineers 
for  1902.) 

The  water  level  has  variations  of  about  6.5  feet  from  the  highest 
known  to  lowest  known  water,  and  an  average  of  less  than  1  foot  per 
day.  The  river  has  a  current  from  the  lake  toward  the  Sanitary 
District  Canal  varying  from  nothing  up  to  about  3  miles  per  hour, 
according  to  drainage  diversion  and  lake  seiches. 

The  annual  conmierce  is  now  reported  at  about  4,000,000  tons,  the 
principal  items  being  grain,  lumber,  coal,  and  salt  (a  good  deal  of 
commerce  having,  since  1897,  gone  to  the  Calumet  River),  and  the 

1)resent  further  improvement  is  now  mainly  needed  to  prevent  further 
OSS.  There  is  quite  a  large  local  commerce  carried  m  the  Chicago 
River  by  lighters,  of  which  no  oflScial  record  is  kept. 

The  development  of  coramerce  on  this  river  is  greatlv  hampered 
by  the  many  obstructive  bridges  crossing  the  stream  which  are  owned 
by  the  city  of  Chicago. 

The  existence  of  this  improved  river  is  considered  to  be  of  great  use 
in  controlling  freight  rates. 

By  act  approved  May  28, 1908  (PubUc— No.  153),  any  or  aH  of  the 
available  bsdance  for  Chicago  Harbor  was  made  available,  in  the 
discretion  of  the  Secretary  of  War,  for  expenditure  on  the  existing 
project  for  Chicago  River,  and  under  this  authority  $193,000  of 
Chicago  Harbor  fimds  was  transferred  to  Chicago  River. 

It  is  proposed  to  apply  the  funds  now  available  and  further  appro- 
priations to  the  completion  of  the  turning  basins,  to  the  securing  of 
the  new  21-foot  depth  throughout  the  river,  and  to  the  maintenance 
of  existing  works. 
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July  1, 1908,  balance  unexpended .• 1341, 847.  58 

Transferred  from  Chicago  Harbor 193, 000. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 6,000.00 

539, 847.  58 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $319, 608.  68 

For  maintenance  of  improvement 3,326.  99 

322,836.67 


July  1, 1909,  balance  unexpended 217, 012. 01 

Julyl,  1909,  outstanding  liabilities 13,000.00 

July  1, 1909,  balance  available 204,012.01 

July  1, 1909,  amount  covered  by  uncompleted  contracts 134, 609. 51 . 

Amount  (estimated)  required  for  completion  of  existing  project 317, 600.  00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 /332, 600. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  K  2.) 

S.  Calumet  Harbor,  Illinois, — ^This  harbor  is  known  on  the  Great 
Lakes  as  South  Chicago  Harbor. 

Before  improvement  (1870)  this  harbor  was  Hmited  to  the  lower 
end  of  Calumet  River  and  to  the  natural  depths  over  the  bar  at  its 
lake  mouth,  the  channel  entrance  having  about  100  feet  available 
width,  with  about  4  feet  depth.  The  annual  commerce  was  practically 
nothing  in  either  harbor  or  river.  A  brief  history  of  tnis  harbor 
improvement  prior  to  1876  is  given  on  pages  441-444,  part  2,  Annual 
Report  of  the  Chief  of  Engineers  for  1876;  and  a  very  full  descrip- 
tion of  present  conditions  is  to  be  found  on  pages  124-125,  Bulletm 
No.  18  (1908),  issued  by  the  United  States  Lake  Survey  Office,  De- 
troit, Mich. 

This  improvement  was  designed  to  furnish  a  safe  and  practicable 
entrance  to  Calumet  River  and  the  port  of  South  Chicago  by  the  con- 
struction of  parallel  piers  300  feet  apart,  projecting  from  the  shore 
into  Lake  Michigan,  and  by  dredging  between  them. 

The  work  began  in  1870,  and  aU  the  projected  work  for  16  feet 
draft  was  accomplished  prior  to  June  30,  1896,  resulting  in  the  con- 
struction of  3,640  hnear  feet  of  north  pier  and  2,020  hnear  feet  of 
south  pier,  and  securing  and  maintaining  a  channel  16  feet  deep  and 
of  suitable  width  from  water  of  similar  depth  in  Lake  Michigan  to 
the  Calumet  River  at  the  roots  of  the  piers,  at  a  cost  of  $454,483.53. 

The  present  project,  submitted  February  21,  1896,  and  specifically 
adopted  by  Congress  by  act  of  March  3, 1899  (including  minor  changes 
submitted  March  28,  1899,  modified  July  1,  1902,  and  approved  oy 
Secretary  of  War  July  1 1 ,  1902),  provides  for — 

(a)  A  breakwater  4,400  feet  long,  connected  with  the  shore  and 
running  due  east  into  the  lake,  terminating  in  water  32  feet  deep. 
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(b)  An  extension  of  this  breakwater  2,500  feet  long  in  a  south- 
easterly direction  from  the  end  of  the  first. 

(c)  The  anchorage  area  sheltered  by  breakwater  dredged  to  20  feet 
draft  (21  feet  depth). 

(d)  South  pier  at  the  mouth  of  Calumet  River  extended  800  feet. 

(e)  The  Calumet  River  dredged  to  a  width  of  200  feet  and  20  feet 
draft  (21  feet  depth)  for  a  distance  of  2  miles  from  the  mouth. 

(/)  Maintenance  and  repairs. 

For  text  and  man,  including  minor  changes,  see  pages  2683-2688. 
Annual  Report  of  the  Chief  of  Engineers  for  1896,  ana  page  2102  of 
the  report  for  1902. 

A  statement  of  past  examination  and  survey  reports  will  be  found 
on  page  603,  Annual  Report  of  the  Chief  of  Engineers  for  1906. 

There  has  been  expended  on  previous  projects  $454,484.53,  and  on 
the  present  project  of  1896,  adopted  in  1899,  $1,024,259.91,  of  which 
$39,180.95  was  for  maintenance;  total,  $1,478,744.44. 

The  operations  during  the  year  consisted  of  maintenance,  consider- 
able repair  work  having  been  made  necessary  by  damage  to  break- 
waters oy  storms. 

All  original  work  of  past  and  existing  projects  has  now  been  com- 
pleted, leaving  since  1905  only  its  repair  and  other  maintenance. 

At  present  the  protected  harbor  behind  the  lake  breakwater  is 
about  one-half  square  mile  in  area,  with  20  feet  depth;  and  the  pier 
entrance  to  the  nver  is  of  300  feet  width,  with  at  least  20  feet  channel 
depth;  all  depths  being  referred  to  Chicago  city  datum.  (See  Chicago 
Harbor  report.) 

Recent  soundings  indicate  that  some  shoaling  has  occurred  in  the 

Erotected  area.  Considerable  further  damage  has  been  done  to  the 
reakwater  structures  bv  storms  of  the  past  winter.  About  900  feet 
of  the  north  pier  and  aoout  300  feet  of  the  south  pier  are  in  a  very 
dilapidated  and  rotten  condition  and  must  soon  be  rebuilt,  as  these 
structures  have  now  exceeded  by  several  years  the  customary  life  of 
such  structures.  When  the  rebuilding  is  done  concrete  construction 
should  be  used. 

The  water  level  has  a  total  variation  of  about  6.5  feet  from  the 
highest  known  to  lowest  known  water,  and  an  average  of  less  than  1 
foot  oscillation  per  day. 

Calumet  Haroor,  being  mainly  a  protection  to  Calumet  River  en- 
trance, has  practically  no  commerce  except  that  of  Calumet  River, 
although  about  half  of  the  Illinois  Steel  Company's  commerce,  belong- 
ing partly  to  the  harbor  and  partly  to  the  river  and  estimated  here- 
with, as  usual,  under  Calumet  River,  belongs  strictly  to  the  harbor. 
The  narbor  works  are  fully  entitled  to  half  tne  credit  of  all  the  com- 
merce developed  by  the  combined  harbor  and  river  improvements 
since  1870,  such  development  having  now  reached  about  6,000,000 
tons  annually. 

The  existence  of  this  improved  harbor  is  considered  to  be  of  great 
use  in  controlling  freight  rates,  and  is  claimed  to  save  at  least  50  cents 
per  ton  over  Chicago  River  rates,  and  more  over  the  usual  Calumet 
(South  Chicago)  rauroad  rates. 

It  is  proposed  to  apply  the  funds  now  available  and  the  additional 
appropriation  recommended  to  the  necessary  repair  and  other  main- 
tenance of  the  works. 
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July  1, 1908,  balance  unexpended $110,508.37 

June  30,  1909,  amoujit  expended  during  fiscal  year  for  nudntenance  of 
improvement 22, 021. 81 

July  1,  1909,  balance  unexpended 88, 486.  56 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 0  100,000.00 

Submitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  K  K  3.) 

4-  Calumet  River,  Illinois  and  Indiana, — Before  improvement  of 
Calumet  Harbor  by  the  United  States  (1870).  this  river,  while  having 
a  navigable  channel  of  about  100  feet  widtn  and  13  feet  depth  for 
about  4  miles  length,  could  not  be  reached  from  the  lake  by  boats  of 
over  5  feet  draft,  because  of  the  bar  across  its  mouth;  and  its  com- 
merce was  then  practically  nothing.  At  the  time  of  the  improve- 
ment of  the  river  itself  (1884),  the  nver  had  become  navigable  for  12 
feet  draft  over  widths  of  about  100  feet  and  a  length  of  about  4  miles; 
and  for  boats  of  5  feet  draft  over  widths  of  about  50  feet  and  lengths 
from  the  river  mouth  of  about  16  miles  in  the  Grand  Calumet  and 
about  14  miles  in  the  Little  Calumet.  The  commerce  at  that  time 
was,  however,  less  than  500,000  tons.  A  good  brief  history  of  this 
river  and  harbor  improvement  prior  to  1876  is  given  on  pages  441- 
444,  Part  2,  Annual  Report  of  the  Chief  of  Engmeers  for  1876,  and 
a  very  full  description  of  present  conditions  is  to  be  found  on  pages 
125-128,  Bulletin  No.  18  (1908),  issued  by  the  United  States  Lake 
Survey  Office,  Detroit,  Mich. 

The  project  for  the  improvement  of  this  river,  adopted  by  Con- 
gress in  1884  and  modified  in  1886,  contemplated  securing  a  chan- 
nel 200  feet  in  width  and  16  feet  in  depth  below  low  water  in  Lake 
Michigan  from  the  mouth  of  Calumet  Harbor,  Illinois,  about  11  miles 
upward,  to  a  point  one-half  mile  east  of  Hammond,  Ind.  This 
project  was  modified  by  the  river  and  harbor  act  of  June  3,  1896,  for 
Calumet  Harbor,  so  as  to  provide  for  dredging  the  channel  to  20  feet 
depth  from  the  mouth  2  miles  southward  (upward). 

The  projects  of  1884  to  1896,  now  ended,  secured  a  permanent 
channel  of  200  feet  width  and  20  feet  depth  from  the  mouth  of  the 
river  about  2.5  miles  upstream  (including  a  small  turning  basin  near 
the  mouth  of  the  river),  thence  16  feet  aepth  about  3  miles  farther, 
except  over  short  portions,  where  rock  rediiced  the  width  to  85  feet 
and  the  depth  to  14  feet;  and,  in  addition  a  temporary  channel  of 
10  feet  depth  and  60  feet  width^  in  the  next  6  miles,  up  to  a  point  on 
the  Grand  Calumet  one-half  mile  east  of  Hammond,  Ind.  (about  U 
miles  above  the  mouth). 

The  present  projects,  adopted  by  act  of  March  3,  1905,  provided 
for  a  channel  200  feet  wide  and  20  feet  deep  from  the  mouth  of  the 
river  to  One  hundred  and  twenty-second  street,  and  of  the  same  width 
and  16  feet  deep  from  One  hundred  and  twenty-second  street  to  the 
forks,  with  five  turning  basins,  at  a  total  estimated  cost  of  $662,480.50, 

a  This  estimate  may  be  reduced  to  ISO^OOO,  owing  to  the  hc%  that  joint  resolution  of 
Congress  approved  June  25,  1909,  authorizes  the  retention  of  a  balance  ($68,804.897 of 
former  appropriations  for  this  work,  which  it  was  expected  at  the  time  this  estimate 
was  prepared  would  be  covered  into  the  surplus  fund  of  the  Treasury  under  the  pro- 
visions of  section  10  of  the  sundry  civil  act  of  March  4, 1909. 
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and  $10,000  per  annum  for  maintenance.  (See  p.  605,  Annual  Report 
of  the  Chief  of  Engineers  for  1906.)  The  construction  of  the  turning 
basins  was  made  contingent  upon  the  donation  of  the  necessary  land 
to  the  United  States  free  of  cost. 

(For  estimates  in  full,  see  pp.  2942-2949,  Annual  Report  of  the 
Chief  of  Engineers  for  1904;  for  map,  see  p.  1902  of  the  Report  for 
1903;  also,  lor  fuller  details,  see  House  Document  No.  172,  Fifty- 
eighth  Congress,  second  session.) 

Tor  this  work  $712,500  has  been  appropriated,  thus  providing  for 
the  entire  project  and  allowing  five  years  (1905-1910)  of  maintenance 
at  $10,000  per  year. 

Under  appropriation  of  August  18,  1894,  for  "above  the  forks," 
$5,050.76  is  still  available,  but  dredging  has  been  discontinued  because 
of  constant  refilling. 

The  act  of  Jime  13,  1902,  authorizes  the  Secretary  of  War  to  accept 
deeds,  free  of  expense  to  the  United  States,  for  lands  necessary  to 
make  a  proper  channel  200  feet  wide  from  the  forks  up  to  a  point  one- 
half  mile  above  Hammond,  Ind.  (a  stretch  of  about  5.5  miles).  . 

A  statement  of  past  examination  and  survey  reports  will  be  found 
on  page  605,  Annual  Report,  1906,  and  reference  to  report  on  exami- 
nation made  in  compUance  with  act  of  March  2, 1907,  will  be  foimd  on 
page  681.  Annual  Report,  1908. 

There  nas  been  expended  on  previous  projects  $445,768.23,  includ- 
ing $41,718.98  for  maintenance,  and  on  the  present  project  (adopted 
in  1905)  $413,702.31,  of  which  $3,511.60  was  for  maintenance;  total, 
$859,470.54. 

The  follomng  work  was  accomplished  during  the  year:  Under 
continuing-contract  authorization  the  channel  was  dredged  to  a 
depth  of  17  feet  and  wicHh  of  200  feet  from  a  point  about  300  feet 
below  the  Calumet  and  Western  Railroad  bridge  for  a  distance  of 
about  3,200^  feet.  The  excavation  of  turning  basin  No.  1,  near 
Ninety-third' street,  to  650  feet  diameter  and  21  feet  depth  was  com- 
pleted.    Nothing  has  been  expended  for  maintenance. 

Expenditures  up  to  date  have  resulted  in  a  channel  of  21  feet  depth 
(Chicago  datum)  from  the  river  mouth  to  One  hundred  and  sixth 
street,  with  300  feet  width  at  the  harbor  piers,  diminishing  to  200  feet 
width  at  about  Ninety-second  street,  retaining  200  feet  width  to  One 
hundred  and  sixth  street  (except  at  bridges);  thence  20  feet  depth 
with  200  feet  width  to  One  hundred  and  eleventh  street;  thence  21 
feet  depth  with  200  feet  width  to  One  hundred  and  fourteenth  street; 
thence  21  feet  depth  with  180  feet  width  to  One  hundred  and  twenty- 
second  street;  thence  17  feet  depth  with  180  feet  width  to  near  the 
Calumet  Western  Railroad  bridge  (near  One  hundred  and  twenty- 
Jourth  street) ;  thence  17  feet  depth  and  200  feet  width  to  about  200 
feet  above  the  New  York,  Chicago  and  St.  Louis  Railroad  bridge; 
thence  about  5  feet  mid-channel  depth  and  100  to  160  feet  river 
width  (undredged)  to  the  forks,  now  under  contract  to  be  deepened 
to  17  feet  depth  and  200  feet  width;  thence  about  6  feet  depth  with 
about  60  feet  width  (dredged  prior  to  1896  to  10  feet  depth  and  to 
60  feet  width,  but  since  partlv  filled  up)  to  Hammond,  Ind.  One 
turning  basin  has  be^n  dredged  just  above  Ninety-second  street  with 
650  feet  least  diameter  and  about  21  feet  depth. 

The  river  is  further  navigable  for  6-foot  draft  boats  to  Riverdale 
on  the  Little  Calmnet,  12  nmes  from  the  river  mouth.    It  can  also  be 
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used  by  light-draft  launches,  such  as  can  pass  under  bridges,  neariy 
to  Gary  on  the  Grand  Calumet,  about  20  miles  from  the  river  mouth, 
and  to  Blue  Island  on  the  Little  Calumet,  about  14  miles  from  the 
river  mouth,  being  stopped  at  that  point  by  rapids. 

The  water  level  has  variations  of  about  6.5  feet  from  highest 
known  to  lowest  known  water,  and  an  average  of  less  than  1  foot  per 
day.  At  dead  low  water  the  river  is  practically  level  from  the  lake 
up  to  the  junction  of  the  Grand  and  Little  Calumet.  The  current  is 
very  slight  except  during  freshet  and  lake  seiches. 

Slow  progress  is  being  made  in  the  acquisition  of  lands  for  widening 
the  river  and  for  turning  basins  authorized  by  the  acts  of  June  13, 
1902,  and  March  3,  1905,  respectively.  All  the  land  for  turning 
basin  No.  1  has  been  acquired  and  the  basin  has  been  dredged.  At 
the  close  of  the  year  negotiations  were  well  under  way  toward  the 
acquisition  of  the  necessary  lands  for  turning  basin  No.  6  and  it  is 
expected  that  the  deeds  for  the  same  will  be  tendered  early  in  the 
coming  year.  It  is  reported  that  deeds  will  also  be  tendered  for  the 
lands  necessary  for  widening  the  river  between  the  ''Forks''  and  the 
junction  of  the  Little  and  Grand  Calumet  rivers,  a  distance  of  about 
1.65  miles.  Although  Congress  has  authorized  the  Secretary  of 
War  to  accept  such  deeds  for  lands  above  the  Forks,  no  appropria- 
tion has  been  made  for  doingthe  work. 

The  right  of  the  Sanitary  District  of  Chicago  to  reverse  the  flow  of 
Calumet  River  is  still  pendmg  in  the  United  States  circuit  court  at 
Chicago. 

The  annual  commerce  has  reached  6,000,000  tons,  the  principal 
items  being  iron  ore,  grain,  and  coal.  It  is  steadily  increasing,  and 
new  manufacturing  plants  are  steadily  occupjdng  the  river  banks  as 
fast  as  the  20-foot  depths  are  carried  upstream. 

The  existence  of  tnis  impre*ved  river  is  considered  to  be  of  great 
use  in  controlling  freight  rates,  and  is  claimed  to  save  at  least  50  cents 
per  ton  over  Chicago  River  rates,  and  more  over  the  usual  Calumet 
(South  Chicago)  rauroad  rates. 

It  is  proposed  to  apply  the  funds  now  available  and  those  asked  for 
for  the  year  ending  June  30,  1911,  to  continuing  the  enlargement 
of  the  channel  progressively  upstream  according  to  the  1903  proj- 
ect, adopted  by  act  of  March  3,  1905,  and  to  the  construction  of 
the  turning  basins  authorized  under  such  project,  as  soon  as  the 
land  needed  therefor  be  deeded  to  the  United  States,  and  for  mainte- 
nance. 

July  1, 1908,  balance  unexpended 1357, 855. 46 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 30, 000. 00 


387, 855. 46 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       83, 107. 02 


July  1,  1909,  balance  unexpended 304, 748. 44 

July  1,  1909,  amoujit  covered  by  uncompleted  contracts 68, 049. 70 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 20, 000. 00 

Submitted  in  compliance  with  rec|[uirement8  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899, 

(See  Appendix  K  K  4.) 
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6,  Michigan  City  Harbor,  Indiana. — ^The  inner  and  outer  harbors 
were  formerly  separate  works.  They  are  now  consolidated  in  conse- 
quence of  the  requirements  of  the  river  and  harbor  act  of  June  13. 1902. 

Inner  harbor. — ^This  harbor  has  been  under  improvement  oy  the 
United  States  since  1836,  under  a  project  to  dredge  the  mouth  of 
Trail  Creek  and  to  protect  its  entrance  dv  piers  about  100  feet  apart. 
Between  1866  and  1882  the  scope  of  the  improvement  was  gradu- 
ally enlarged  so  as  to  include  dredgingthe  creek  120  to  160  feet  wide 
to  the  crossing  of  the  Lake  Erie  and  Western  Railroad,  a  distance  of 
nearly  2  miles  from  the  entrance,  and  including  two  small  turning 
basins,  the  banks  being  revetted  by  the  local  authorities  or  riparian 
owners.  Proposed  depth  of  navigation,  16  feet.  By  authority  of 
the  river  and  narbor  act  of  March  3,  1905,  a  third  turning  basin  was 
excavated  at  the  lower  bend  of  the  inner  harbor,  at  a  cost  of  not 
exceeding  $25,000. 

Outer  harbor. — Original  project  adopted  in  1870,  amended  in  1880, 
1882.  and  1899;  to  construct  a  general  harbor  of  refuge  for  vessels 
whicn  may  be  exposed  to  storms  in  the  southeastern  portion  of  Lake 
Michigan.  A  revised  project  of  1899  contemplated  the  removal  of 
the  then  existing  outer  western  breakwater;  the  extension  of  the 
eastern  harbor  pier  for  a  distance  of  600  feet;  the  construction  of  a 
new  detached  breakwater,  at  first  to  be  limited  to  a  length  of  1,500 
feet,  to  protect  the  harbor  from  westerljr  storms;  and  the  closing  of 
the  entrance  to  the  out^r  harbor  basin,  involving  the  abandonment 
of  the  old  pier  and  breakwater  structures  inclosing  the  basin  on  the 
north  and  east.  Estimated  cost  of  revised  project  of  1899,  $282,150; 
amended  in  July^  1903,  $312,150. 

A  good  brief  history  of  this  river  and  harbor  improvement  is  given 
on  pages  678-680,  Annual  Report  of  the  Chief  of  Engineers  for  1908, 
ancl  a  very  full  description  or  present  conditions  is  to  be  foimd  on 
pages  169-170,  BuUetm  No.  18  (1908),  issued  by  the  United  States 
Lake  Survey  office^  Detroit,  Mich. 

By  joint  resolution  of  Congress  approved  May  13,  1908  (Public 
No.  23),  the  Secretary  of  War  was  authorized,  in  his  discretion,  to 
use  any  imexpended  oalance  of  money  heretofore  appropriated,  or 
that  may  be  hereafter  appropriated  for  the  improvement  or  mainte- 
nance of  this  harbor,  for  the  rebuilding  of  the  western  revetment 
upon  a  new  alignment,  with  the  view  of  widening  the  channel. 

In  accordance  with  this  authorization  a  new  general  project  was 
approved  by  the  War  Department  under  date  of  August  16,  1908, 
and  covers  the  following  items  of  work: 

Widening  of  inner  harbor  entrance  (building  of  new  pier,  removal  of  old 

pier,  and  dredging  between) $72, 000 

Redredging  of  inner  harbor  channel 50, 000 

Original  dredging,  upper  end  of  inner  harbor 16,000 

Completion  of  exterior  breakwater 30, 000 

Repair,  maintenance,  and  supervision 12, 000 

Total 180,000 

The  act  of  March  3,  1909,  appropriated  $49,500,  which  it  was 
intended  to  apply  on  the  items  of  approved  project,  but  owing  to 
the  extensive  damage  done  by  the  severe  storms  of  last  winter  it  was 
necessary  to  divert  $39,500  of  this  amoimt  toward  necessary  urgent 
repairs  to  the  harbor  structures  and  other  items  of  maintenance. 
This  sum  of  $39,500  so  diverted  should  be  replaced  by  future  appro- 
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priations  in  addition  to  the  usual  $10,000  per  annum  required  for 
maintenance'.  The  district  officer  submitted  an  estimate  amounting 
to  $50,000  for  repairs  to  the  outer  breakwater  alone,  rendered  neces- 
sary by  these  storms,  but  a  proper  regard  for  other  works  throughout 
the  country  and  the  limited  amount  provided  by  the  emergency 
clause  of  the  act  of  March  3,  1909,  made  it  inadvisable  to  allot  more 
than  $20,000  for  this  purpose. 

There  has  been  expended  on  previous  projects  $1,668,799.26,  in- 
cluding $249,670.49  tor  maintenance;  and  on  the  present  project 
(adopted  in  1908)  $12,947.37,  all  being  for  maintenance  except  $115. 

The  following  work  of  maintenance  was  done  during  the  year: 
Partial  repairs  were  made  to  the  piers  and  breakwaters;  a  thorough 
examination  was  made  of  the  har  oor  structures,  and  contracts  were 
entered  into  to  repair  some  of  the  damage  caused  by  the  past  winter's 
storms;  the  gap  in  the  easterly  harbor  pier  was  deepened  to  6i  feet; 
the  entrance  channel  was  redredged;  a  contract  was  entered  into  for 
the  construction  of  a  new  westerly  pier  and  for  removal  of  old  pier, 
but  up  to  the  close  of  the  year  little  progress  was  made  on  this  work. 
Negotiations  were  in  progress  with  the  authorities  of  Michigan  City 
for  the  acquisition  of  the  land  needed  for  widening  the  entrance  of 
the  harbor,  and  the  deeds  therefor  will  probably  be  tendered  early  in 
the  coming  year. 

All  deptns  are  referred  to  Chicago  city  datum  Qow  water  of  1847), 
which  is  579.94  feet  above  New  York  mean  tide.     The  early  im- 

Erovements  at  this  place  were  referred  to  the  zero  of  the  Michigan 
ity  gauge,  which  is  now  found  to  be  581.64  feet  above  New  York 
mean  tide  or  3.12  feet  above  standard,  low  water  of  lake  survey  charts. 

The  head  of  navigation  is  at  the  upper  turning  basin,  a  distance  of 
about  2  miles  from  the  end  of  the  westerly  pier.  The  depths  vary 
from  18  to  20  feet  from  the  outer  harbor  entrance  to  Franklin  Street 
Bridge;  thence  from  13  to  14  feet  to  Eighth  street;  thence  4  to  5  feet 
to  upper  turning  basin. 

The  annual  commerce  is  now  reported  as  33,448  tons  and  consists 
principally  of  lumber  and  salt  ana  is  steadily  decreasing.  The  local 
commerce,  consisting  principally  of  package  freight  between  Michigan 
City  and  Chicago,  is  steadily  increasmg,  but  no  accurate  record  of  this 
tonnage  is  kept.  The  passenger  travel  (sunmier  excursion)  is  in- 
creasing rapidly.  Information  received  as  to  the  eflFect  of  the  proj- 
ect on  n*eignt  rates  is  meager,  but  indicates  that  in  a  general  way  the 
improvement  has  a  tendency  to  reduce  charges  and  secure  advanta- 
geous charters  for  shippers.     The  city  is  growmg  rapidly  and  steadily. 

The  fimds  in  hand  and  those  asked  for  will  be  expended  toward 
the  completion  of  the  approved  project  and  for  maintenance  and 
contingencies. 

July  1,  1908,  balance  unexpended |79, 464. 61 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3.  1909 49,500.00 

Amount  allotted  from  emergency  appropriation,  river  and  harbor  act  of 

March  3,  1909 20,000.00 

148, 964.  61 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement 1115. 00 

For  maintenance  of  improvement 12, 832. 37 

12, 947. 37 

July  1, 1909,  balance  unexpended 136,017.14 
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July  1,  1909,  amount  covered  by  uncompleted  contracts $93, 300. 46 

Amount  (estimated)  required  for  completion  of  existing  project 95, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  in  addition  to 
the  balance  unexpended  July  1,  1909 65,600.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  K  K  5.) 

6,  Removing  sunken  vessels  or  craft  obstructing  or  endangering 
navigation. — (a)  Six  wrecks  of  old  vessels  and  scows  in  turning  basin 
No,  1,  Calumet  River j  Illinois ^  near  Ninety-ihird  street. — Reported  as 
dangerous  to  small-boat  navigation  in  this  part  of  the  river;  they 
were  destroyed  and  the  d6bris  removed  at  a  total  cost  to  the  United 
States  of  $2,887.50. 

(&)  Schooner  David  Bows,  61  miles  N.  7(P  Sff  E.from  South  Chi- 
cago breakwater  light-house. — Keported  as  a  menace  to  navigation 
by  United  States  Lake  Survey  office,  Detroit,  Mich.  The  wreck  was 
destroyed  and  all  debris  removed  to  a  least  depth  of  26^  feet  below 
Chicago  city  datum  at  a  total  cost  to  the  United  States  of  $1,603.75. 

(c)  Schooner  S.  A.  Wood,  in  North  Branch  of  Chicago  River  near 
FuUerton  avenue. — Reported  as  an  obstruction  to  navigation  by  ves- 
sel owners;  was  destroyed  and  debris  removed  from  the  river  chan- 
nel at  a  total  cost  to  the  United  States  of  $796.90. 

(d)  Steamer  Eagle^  in  North  Branch  of  Chicago  River  near  Division 
street. — ^Abandoned  by  owners;  was  raised  and  then  towed  out  to 
deep  water  in  Lake  Michigan,  where  it  was  burned  and  sunk  at  a 
total  cost  to  the  United  States  of  $L  18 1.83. 

(e)  Hydraulic  dredge  Illinois,  in  Lake  Michigan,  about  2  miles  east 
of  the  foot  of  Thirty-first  street,  Chicago,  lU. — Abandoned  bv  owners; 
was  destroyed  and  debris  removed  to  a  depth  of  about  27  feet  below 
Chicago  city  datum  at  a  total  cost  to  the  United  States  of  $699.91. 

EXAMINATION,  WFTH  PLAN  AND  ESTIMATE  OF  COST  OF  IMPROVEMENT, 
MADE  IN  COMPLIANCE  WITH  RIVEB  AND  HARBOR  ACT  APPROVED 
MARCH   2,  1907. 

Reports  dated  November  14,  1907,  August  28,  1908,  and  Septem- 
ber 23,  1908,  respectively,  on  preliminary  examination,  with  plan 
and  estimate  of  cost  of  improvement,  of  Indiana  Harbor,  Indianu, 
with  a  view  to  determining  whether  improvement  of  the  harbor  is 
advisable,  required  bv  the  river  and  harbor  act  of  March  2,  1907, 
were  duly  submitted  by  the  district  officer.  They  were  i-eviewed  by 
the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant  to  law, 
and  were  transmitted  to  Congress  and  printed  in  House  Document 
No.  1113,  Sixtieth  Congress,  second  session.  A  plan  for  improve- 
ment at  an  estimated  cost  of  $62,000  is  presented. 

IMPROVEMENT    OF     RIVERS     AND     HARBORS     IN  THE     SECOJ^D 
CHICAGO,  ILLINOIS,  DISTRICT. 

This  district  was  in  the  charge  of  Maj.  C.  S.  Rich6,  Corps  of  Engi- 
neers.    Division  engineer,  Col.  W.  L.  Fisk,  Corps  of  Engineers. 

1.  Illinois  River,  Illinois. — (a)  Below  Copperas  Creek. — ^The  project, 
which  contemplates  the  extension  of  slack-water  improvement  begun 
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by  the  State  of  Illinois  from  Copperas  Creek  lock  to  the  Mississippi 
River,  and  which  includes  the  construction  of  two  locks  350  feet  long 
between  sills,  75  feet  width  of  chamber,  with  7  feet  of  water  over  sills 
at  low-water  level  of  1879.  and  dredging  the  channel  where  necessary 
to  obtain  7  feet  depth  at  low  water,  was  adopted  in  1880. 

The  lock  and  dam  at  Kampsville,  111.,  31  miles  above  the  mouth  of 
Illinois  River,  has  been  completed  and  in  use  since  1894,  and  that  at 
La  Grange,  79  miles  above  the  mouth,  since  1890. 

The  State  of  Illinois,  aided  by  the  United  Stated,  has  executed  part 
of  the  general  project  by  the  construction  of  locks  aiid  dams  at  Henry 
and  at  Copperas  Creek,  completing,  except  dredging,  that  part  of  the 
project  between  La  Salle  ana  the  mouth  of  Copperas  Creek,  a  distance 
of  about  90  miles,  over  which  section  the  State  of  Illinois  collects  tolls. 

Harbor  lines  on  both  sides  of  the  river  at  Peoria  have  been  estab- 
lished. 

The  United  States  has  expended  on  this  work  to  June  30,  1909, 
$1,539,805.93,  of  which  $1.3,616.94  was  expended  during  the  fiscal 
year  in  maintenance  of  plant  and  rebuilding  same,  dredging,  snagging, 
and  supervision  of  the  river  and  care  of  property  and  plant. 

The  unprovement  of  Illinois  River  has  oeen  in  progress  many  years, 
and  the  present  navigable  depth  has  obtained  at  ordinary  stages  of  the 
river  for  several  years,  during  which  freight  rates  in  the  vicinity  have 
decreased  to  some  extent;  but  as  freight  rates  generally  have  dimin- 
ished during  these  years,  it  is  impossible  to  state  whether  the  eflFect 
of  river  competition  is  shown  in  diminished  railroad  freight  rates. 
The  closing  or  the  river  to  navigation,  however,  would  imquestionably 
lead  to  a  rise  in  freight  rates  on  the  adjacent  railways,  and  as  the 
volume  of  freight  affected  would  be  large,  a  good  navigable  condition 
should  be  maintained. 

There  are  many  wagon  bridges  and  railroad  bridges  across  the  river, 
and  at'  Peoria  the  troughs  of  large  distilleries  discharge  into  the 
channel;  these  structures  have  been  modified  from  time  to  time  to 
meet  the  demands  of  navigation. 

It  is  proposed  to  apply  the  available  fund  and  the  appropriation 
recommended  toward  maintaining  the  navigable  channel  ox  7  feet 
depth,  removing  snags,  dredging,  care  and  repair  and  rebuilding 
plant,  and  such  local  surveys  as  may  be  necessary  from  time  to  time. 

July  1, 1908,  balance  unexpended $60, 728.  32 

Jujie  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $10, 000. 00 

For  maintenance  of  improvement 3, 616.  94 

13,616.94 

July  1,  1909,  balance  unexpended 47,  111.  38 

July  1, 1909,  outstanding  liabilities 500.00 

July  1,  1909,  balance  available 46, 611.  38 

Amount  (estimated)  required  for  completion  of  existing  project 142, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jujie  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Juljr  1,  1909 50,000.000 

Submitted  in  com|)liance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(6)  From  Coppfras  Creek  to  La  SaUe. — The  first  appropriation 
for  this  section  oi  the  river  was  made  March  2, 1907,  and  tne  approved 
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project  for  its  e^roenditure  provides  for  securing  the  same  navigable 
conditions  from  Copperas  Creek  to  La  Salle  as  are  planned  for  the 
lower  river,  i.  e.,  a  channel  depth  of  7  feet  at  low  water. 

Operations  have  consisted  ill  snagging,  supervision,  and  repairs 
and  additions  to  plant  for  dredging  purposes;  surveys  have  oeen 
made  to  locate  shoal  points  and  bars.  Tne  stage  of  water  has  been 
too  high  to  render  dredging  either  practicable  or  necessary.  Work 
on  this  section  of  the  river  is  to  be  carried  on  with  the  same  plant 
used  on  the  lower  section. 

The  amoimt  expended  on  this  work  to  June  30,  1909,  is  $12,997.41, 
of  which  $4,604.67  was  expended  during  the  fiscal  year. 

It  is  proposed  to  apply  the  available  funds  to  securing  and  main- 
taining a  navigable  cnannel  of  7  feet  depth,  snagging,  care,  and 
repair  of  property  and  plant,  inspection  and  prevention  of  obstruc- 
tions and  encroachments,  and  such  local  surveys  as  may  be  necessary. 

July  1, 1908,  balance  unexpended # $41,607.26 

June  30,  1909,  amount  expended  during  fiscal  year,  for  worka  of  improve- 
ment       4,604.67 

July  1,  1909,  balance  unexpended 37, 002.  59 

July  1,  1909,  outstanding  liabilities 300. 00 

July  1,  1909,  balance  available 36, 702. 59 

(See  Appendix  L  L  1.) 

£,  Operating  and  care  of  La  Orange  and  KampsviUe  locks,  Illinois 
River,  and  approacJies  thereto, — These  locks  and  dams  have  been 
maintained  and  operated  under  the  indefinite  appropriation  provided 
for  in  section  4  of  the  river  and  harbor  act  of  July  5,  1884,  as  amended 
and  reenacted  by  section  6  of  the  river  and  harbor  act  of  March  3, 
1909. 

(a)  La  Orange  locJc  and  dam. — ^This  lock  was  open  to  navigation 
the  entire  year  except  three  weeks  in  Januarv  and  two  weeks  in  Feb- 
ruary.   There  was  expended  during  the  fiscal  year  $6,892.17. 

(b)  KampsviUe  lock  and  dam. — The  lock  was  open  to  navigation 
the  entire  year  except  three  weeks  in  January  and  nine  days  in  Feb- 
ruary. The  lock  gates  have  been  rebuilt.  The  number  of  boats  pass- 
ing the  lock  shows  an  increase  during  the  year.  There  was  expended 
during  the  fiscal  year  $6,652.42. 

(See  Appendix  L  L  2.) 

S.  Illinois  and  Mississippi  Canal,  Illinois, — The  object  of  the  im- 
provement is  to  furnish  a  link  in  a  navigable  waterway  from  Lake 
Michigan  to  the  Mississippi  River  at  the  mouth  of  Rock  River,  Illinois. 

The  canal  has  been  located"  on  the  Rock  Island  route,  approved  by 
the  Secretary  of  War  October  27,  1888,  as  directed  in  tne  act  of  Con- 
gress of  August  11.  1888.  It  proceeds  from  the  Illinois  River  at  its 
f'eat  bend.  If  miles  above  the  town  of  Hennepin,  HI.;  thence  via 
ureau  Creek  Valley  and  over  the  summit  to  Kock  River  at  the 
mouth  of  Green  River;  thence  by  slack  water  in  Rock  River  and  a 
canal  around  the  lower  rapids  of  the  river  at  Milan  to  the  Mississippi 
River  at  the  mouth  of  Rock  River. 

The  canal  is  to  be  at  least*  80  feet  wide  at  the  water  surface,  7  feet 
deep,  and  with  locks  170  feet  long  and  35  feet  width  of  lock  chamber, 
capable  of  passing  barges  carrying  600  tons  (maximum)  freight. 
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A  report  upon  the  location,  with  detailed  estimate  of  cost,  of  this 
canal  was  submitted  June  21,  1890,  and  is  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1890,  page  2586. 

The  river  and  harbor  act  of  September  19,  1890,  made  the  first 
appropriation  for  the  construction  of  the  canal,  and  directed  work 
to  be  begun  by  the  construction  of  one  of  the  locks  and  dams  in 
Rock  River. 

In  accordance  with  this  act  work  was  begun  in  July,  1892,  near 
the  mouth  of  Rock  River,  on  the  construction  of  a  canal  around  the 
lower  rapids  of  the  river,  and  since  that  date  has  been  prosecuted  as 
rapidly  as  the  appropriation  of  funds  permitted. 

The  river  and  narbor  act  of  March  3,  1905,  authorizes  the  Secretary 
of  War,  in  his  discretion,  to  construct  a  fixed  dam  with  movable  crest 
in  Rock  River,  in  lieu  of  the  lock  and  dam  at  or  near  Sterling,  111., 
provided  for  by  the  approved  project,  the  said  dam  with  movable 
crest  to  be  built  from  funds  already  appropriated  or  authorized  for 
the  construction  of  the  canal  and  to  constitute  a  part  of  the  project 
for  its  construction. 

The  river  and  harbor  act  of  June  3^  1896,  placed  the  work  under 
the  continuing-contract  system  and  limited  the  average  amount  of 
contract  liability  to  be  incurred  in  any  one  fiscal  year  to  $400,000. 
There  has  been  expended  on  this  work  to  the  close  of  the  fiscal  year 
ending  June  30,  1909,  $7,401,100.78. 

The  result  of  this  expenditure  has  been: 

First.  The  acquisition  of  the  right  of  way  for  4^  miles  around  the 
lower  rapids  of  Kock  River  and  the  completion  of  4i  miles  of  canal 
there,  involving  the  construction  of  4^  miles  of  earthwork,  3  locks,  1 
railroad  and  2  highway  swing  bridges,  7  sluiceways  and  gates,  1  arch 
culvert,  2  dams  1,392  feet  long  across  the  arms  of  Rock  River,  3  lock- 
keepers'  houses,  1  small  office  building,  a  thorough  riprapping  of  the 
canal  banks  (not  included  in  the  original  estimates),  ana  construc- 
tion by  contract  of  Moline  wagon  bridge,  at  a  cost  of  $25,000,  which 
was  also  not  included  in  the  ori^nal  estimate. 

Second.  The  acquisition  of  right  of  way  for  the  main  line  and 
navigable  feeder,  completion  of  all  railway  and  highway  bridges, 
locks,  culverts,  aqueducts;  execution  of  all  earthwork  and  comnletion 
of  dam  and  controlling  works  at  head  of  feeder;  construction  of  nouses 
for  lockmen,  overseers,  and  superintendent;  and  part  of  the  necessary 
blasting  and  dredging  in  Rock  River  pool. 

The  canal  was  filled  with  water  and  formally  opened  to  naviga- 
tion October  24,  1907.  Operating  force  has  been  organized  and 
.since  January  1,  1908,  the  work  has  been  maintained  under  the  in- 
definite appropriation  for  operating  and  care  of  canals  and  other 
works  of  navigation,  the  completion  of  construction  work  progress- 
ing at  the  same  time. 

The  entire  work  embraced  in  the  original  project  for  the  canal,  as 
modified  by  subsequent  projects  and  plans  as  the  work  has  progressed, 
may  be  summarized  as  roUows: 

Surveys  and  location  upon  the  ground. 
Acquisition  of  right  of  way  and  fencing. 
Construction  of — 

95.8  miles  of  earthwork. 

67  highway  bridges. 
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Construction  of — Continued. 
1  farm  bridge. 
3  ponton  bridges. 

8  raiboad  bridges. 

9  aqueducts. 
62  culverts. 
33  locks. 

9  sluiceways  and  gates. 

3  dams.  * 

46  houses. 

Outlet  to  Rock  River. 

New  highway  on  mile  16. 

Improvement  of  8.5  miles  of  Rock  River. 

Moline  wagon  bridge  (not  in  original  estimate). 

The  work  thus  far  completed  may  be  summarized  as  follows: 

Surveys  and  location  upon  the  ground. 
Acquisition  of  right  of  way  and  fencing. 
Construction  of — 

95.8  miles  of  earthwork. 

67  highway  bridges. 

1  farm  bridge. 

8  railroad  bridges. 

9  aqueducts. 
62  culverts. 

33  locks. 

34  sluice  gates. 
3  dams. 

45  houses  and  part  of  1  additionaL 

New  highway  on  mile  16. 

Moline  wagon  bridge. 

1  ponton  bridge 

Part  of  dredging  in  Rock  River. 

Emergency  gates,  mile  23. 

*  Miscellaneous  vx>rk  of  revetting ,  grading,  making  towpatJij  ditching, 
'planting  trees,  etc. — The  work  remaining  to  be  done  consists  of  blasting 
and  dredging  in  Rock  River  pool,  completing  houses,  grading, 
strengthening  banks,  and  miscellaneous  items  of  finishing. 

July  1,  1908,  balance  unexpended $178, 763. 18 

Amoimt  received  diuring  year o  3, 534. 80 

182,297.98 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        81,537.39 


July  1,  1909,  balance  unexpended 100,760.59 

July  1,  1909,  outstanding  liabilities 3,000.00 

July  1, 1909,  balance  available 97, 760. 59 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  ujiexpended 
Jul)r  1,1909 125,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  L  L  3.) 

4.  Operating  and  care  of  Illinois  and  Mississippi  Canal, — This 
canal  was  formally  opened  to  navigation  October  24^  1907,  and  since 
January  1.  1908,  has  been  maintained  under  the  indefinite  appro- 
priation or  July  5,  1884,  for  operating  and  care  of  canals  and  other 
works  of  navigation,  as  amenaed  and  reenacted  by  section  6  of  the 
river  and  harbor  act  of  March  3,  1909. 

a  Judgment  in  case  Cogan  A  Poimd,  $3,000;  sale  of  scrap  iron,  etc.,  $534.80. 
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Work  has  consisted  in  organizing  forces,  patrolling  banks,  repair- 
ing and  ditching,  operating  locks,  maintainmg  and  repairing  struc- 
tures, rebuilding  telephone  line,  building  barges,  maintaining  and 
operating  boats,  remedying  seepage  conditions,  removing  sediment 
and  deposits,  clearing  d6bris,  testing,  seeding,  and  revetting  banks, 
installing  telephone  sjstem,  and  repairing  breaks.  Rules  and  regu- 
lations for  the  operation  of  the  canal  were  approved  by  the  Secretary 
of  War  April  8,  1908.  Several  leases  have  been  made  with  private 
parties  for  tracts  on  the  right  of  way  for  commercial  purposes. 

It  is  too  early  to  predict  what  the  character  or  amount  of  com- 
merce on  the  canal  will  be,  or  what  its  eflFect  upon  freight  rates  will 
be.  The  section  traversed  is  an  agricultural  country  of  great  fer- 
tility and  well  developed,  with  many  and  various  manufacturing 
interests  of  moderate  size  in  the  adjacent  territory.  The  effect  upon 
freight  rates  which  was  hoped  for  from  this  canal  when  it  was  pro- 
jected eighteen  years  ago  has  been  largely  realized  from  other  causes, 
among  which  competition  among  railroads  and  larger  train  loads 
may  be  mentioned. 

There  was  expended  on  this  work  during  the  fiscal  year  the  sum 
of  $170,398.93,  exclusive  of  $5,284.22  outstanding  liabilities  June  30, 
1909. 

(See  Appendix  L  L  4.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  GRAND   RAPIDS, 

MICHIGAN,  DISTRICT. 

This  district  was  in  the  charge  of  Col.  M..  B.  Adams,  Corps  of  Engi- 
neers, to  March  1, 1909,  and  of  Maj.  Charles  Keller,  Corps  of  Engineers, 
since  that  date.  Division  engineer.  Col.  W.  L.  Fisk,  Corps  or  Engi- 
neers. 

General  statement  a^  to  the  usual  variations  in  the  level  of  the  laJce 
surface  at  aU  the  harbors  on  the  eastern  shore  of  Lake  inchigan, — 
The  level  of  the  lake  surface  varies  considerably  from  time  to  time. 
At  present  its  highest  stage  may  be  stated  as  about  mean  lake  level, 
and  obtains  from  the  end  of  June  to  the  middle  of  August.  Its  lowest 
staee  is  between  1.5  and  2  feet  below  mean  lake  level,  and  obtains 
with  slight  change  from  early  in  November  to  early  in  April.  All 
depths  at  the  various  harbors  in  this  report  are  referred  to  zero  of 
gauge,  which  is  581.63  feet  above  mean  tide  at  New  York,  and  is  the 
mean  lake  level  above  mentioned. 

1,  St  Joseph  Harbor  and  River ^  Michigan. — ^These  were  formerly 
carried  as  separate  works,  but  are  now  combined  in  consequence  of  a 
provision  in  the  river  and  harbor  act  of  June  13,  1902. 

(a)  St.  Joseph  Harbor. — This  harbor  is  formed  by  the  junction  of 
the  St.  Joseph  and  Pawpaw  risers  and  extends  along  the  city  front 
of  St.  Josepn,  and  in  its  original  condition  had  a  natural  width  of  800 
feet,  which  has  been  reduced  to  300  feet  by  wharves. built  upon  the 
approved  harbor  Unes.  It  has  been  imder  improvement  by  the  United 
States  since  1836,  previous  to  which  time  there  was  a  narrow  and 
crooked  channel  with  depths  which  varied  from  3  to  7  feet.  The 
original  project  of  1836  is  not  clearly  known.  Up  to  1866  there  were 
built  1,100  feet  of  north  pier  and  212  feet  of  south  pier,  which  pro- 
tected a  cut  through  the  narrow  tongue  of  land  to  the  north  of  the 
old  river  mouth;  the  width  between  the  piers  being  240  feet,  which 
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became  257  feet  through  subsequent  repairs.  In  all,  $162,113  was 
expended  upon  this  work.  In  1866  the  nrst  definitely  known  project 
was  adopted,  and  this  proposed  the  extension  of  the  south  pier  200 
feet  for  the  purpose  of  facilitating  the  creation  of  a  direct  channel 
of  16  feet  depth  through  the  bar  at  the  entrance.  The  project  of 
1866  was  modified  in  1874,  1875,  1880,  and  1892,  the  changes  haying 
reference  principally  to  the  length  and  direction  of  the  two  piers. 
The  Benton  Harbor  Canal,  which  is  about  1  mile  long  and  extends 
from  the  upper  part  of  the  harbor  to  the  town  of  Benton  Harbor, 
was  taken  over  by  the  United  States  for  the  purpose  of  care,  main- 
tenance, and  improvement  in  1880.  In  all,  there  was  expended  upon 
these  various  projects  4(503,113.23. 

The  river  and  harbor  act  of  March  3,  1899,  adopted  the  present 
project,  which  is  printed  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1898,  pa^es  2496-2498.  This  project  provides  for  an  en- 
trance channel  18  feet  deep  and  for  an  interior  cnannel  18  feet  deep 
and  150  feet  wide  along  the  city  front  of  St.  Joseph,  while  the  Benton 
Harbor  Canal  and  the  turning  basin  at  the  mouth  of  the  St.  Joseph 
River  were  to  be  dredged  to  15  feet,  the  north  pier  extended  1,000 
feet,  and  the  south  pier,  upon  a  line  parallel  with  the  north  pier, 
1,800  feet.  The  width  was  to  be  330  feet  at  the  entrance,  narrowing 
to  257  feet  inside.  The  estimated  cost  of  completion  of  the  exiting 
project  was  given  in  the  above  report  at  $380,000. 

Up  to  June  30,  1909,  there  has  been  expended  upon  the  existing 
project  $372,175.51,  of  which  $69,082.13  was  applied  to  maintenance. 

The  operations  during  the  fiscal  year  were  all  for  maintenance, 
and  have  been  as  follows :  The  channel  between  the  piers  and  in  the 
interior  harbor  to  the  mouth  of  the  Morrison  channel  was  dredged  to 
a  depth  of  18  to  20  feet.  Repairs  were  made  to  damaged  portions 
of  the  entrance  piers,  and  388.73  cords  stone  were  placed  in  parts 
of  the  piers  where  the  filling  was  deficient.  Great  deficiencies  of 
filling  still  exist,  and  an  arrangement  for  the  deliverv  of  about  830 
cords  additional  stone  has  been  made,  the  work  to  l>e  done  in  the 
next  fiscal  year. 

All  new  construction  work  and  dredging  to  the  proposed  depth 
and  width  under  the  approved  project  have  been  completed,  and 
present  operations  are  confined  to  mamtenance. 

The  north  pier  and  revetments  measure  2,854  feet,  2,183.5  feet 
being:  cribwork  and  670.5  feet  pile  work.  At  the  east  end  a  wing  165 
feet  long  connects  it  with  the  dock  of  the  United  States  light-house 
depot.  The  south  pier  is  2,623  feet  long,  1,800  feet  being  cribwork 
and  820  feet  pile  work.  These  structures  are  in  fair  condition,  except 
the  165  feet  of  wing  at  east  end  of  north  pier.  Minor  repairs  to 
decking  and  additional  stone  filling  are  needed. 

The  completion  of  the  approved  project  has  resulted  in  a  through 
channel  of  largely  increased  width,  depth,  and  general  availability. 
The  channel  is,  however,  subject  to  deterioration  due  to  sand  brought 
down  by  the  St.  Joseph  and  Paw  Paw  rivers  during  the  annual 
floods,  and  has  required  and  will  continue  to  require  repeated  dredging 
for  its  maintenance.  The  available  depths  on  April  26,  1909,  were 
as  follows:  In  the  outer  approach,  22  feet;  between  the  piers,  19.7  feet; 
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in  interior  harbor  from  entrance  piers  to  mouth  of  Benton  Harbor 
Canal,  18  feet;  and  in  Benton  Harbor  Canal,  15  feet. 

The  lake  commerce  during  1908  amounted  to  145,913  short  tons, 
valued  at  $23,883,000,  and  was  principally  local  in  character.  The 
total  number  of  passengers  carried  was  221,275,  and  the  number  of 
entrances  and  clearances  1,265. 

The  principal  traffic  benefited  by  this  improvement  is  the  trans- 
portation of  manufactured  products,  the  fruit  traffic,  and  the  carrying 
of  passengei*s,  including  excursionists.  All  classes  of  traffic  snow 
continuous  growth.  One  line  of  steamers,  during  the  summer, 
runs  from  two  to  four  boats  daily,  some  of  these  being  of  great  size, 
and  another  line  makes  daily  trips  across  the  lake.  Tne  freight 
rates  to  Chicago  by  rail  are  in  about  the  proportion  of  3 :2  as  compared 
with  vessel  rates. 

The  available  balance  of  funds  is  sufficient  for  the  probable  amount 
of  required  dredging  and  for  the  maintenance  of  the  works  in  service- 
able condition  until  June  30,  1911,  and  therefore  no  estimate  for  addi- 
tional funds  is  presented. 

House  Document  No.  307,  Fifty-fifth  Congress,  second  session, 
reproduces  a  map  accompanying  the  present  revised  project,  which 
is  not  republished  in  the  Annual  Report  of  the  Chief  or  Engineers  for 
1898. 

(b)  St  Joseph  River, — This  is  a  crooked  stream,  obstructed  by 
numerous  shoals,  with  depth  in  channel  crossings  of  from  24  to  30 
inches.  The  intervening  pools  are  generally  from  4  to  8  feet  deep. 
The  part  under  improvement  is  from  the  mouth  at  St.  Joseph  to 
Berrien  Sprmgs,  a  distance  of  about  22  miles  by  river.  The  improve- 
ment of  this  section  to  make  a  low-water  channel  3  feet  deep  has  been 
in  progress  since  1889,  and  consists  in  removing  snags  and  logs  and 
closing  secondary  channels,  and  in  concentrating  the  flow  at  critical 
points  by  dams  of  brush,  logs,  and  stone. 

The  amount  expended  to  June  30,  1909,  was  $6,246.26,  of  which 
$4,555.49  was  tor  construction  and  $1,690.77  for  maintenance,  *as  a 
result  of  which  many  of  the  worst  places  of  the  stream  had  been 
improved  to  the  required  extent. 

Operations  on  the  St.  Joseph  River  usuallv  comprise  a  small  amount 
of  wmg-dam  construction,  and  the  removal  of  overhanging  trees  and 
snags  by  a  force  of  hired  laborers;  no  work  was  done  on  this  river 
durmg  the  past  year,  and  inquiry  from  interested  parties  failed  to 
elicit  the  necessitv  for  any.  No  appropriation  is  asked  for  improve- 
ment, as  the  funds  on  hand  are  believed  to  be  sufficient  for  the  next 
two  years'  operations. 

The  traffic  benefited  by  this  improvement  is  a  limited  one,  two 
small  steamers  being  employed  to  carry  passengers  (almost  exclu- 
sively summer  tourists).  No  freight  was  carried  m  1908.  The  num- 
ber of  passengers  carried  in  1908  was  19,812. 

The  money  on  hand  will  be  expended  in  maintenance  and  contin- 
gencies. 

The  eflFect  of  the  improvement  on  freight  rates  is  probably,  during 
the  season  of  navigation,  to  cause  a  reduction  of  at  least  one-thircL 
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ST.  JOSEPH  HABBOB. 

July  1,  1908,  balance  unexpended $21,928.74 

Proceeds  of  sale  of  government  property 65. 86 

Amount  allotted  from  appropnation  by  river  and  harbor  act  approved 
March  3, 1909 15,000.00 

36,994.59 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 7, 877. 63 

July  1, 1909,  balance  unexpended 29, 116. 96 

SAINT  JOSEPH  BIVEB. 

July  1, 1908,  balance  unexpended $1, 003. 74 

July  1, 1909,  balance  unexpended 1,003. 74 

CONSOLIDATED. 

July  1,  1908,  balance  unexpended |22j  932. 48 

Proceeds  of  sale  of  government  property 65. 85 

Amount  allotted  from  appropnation  by  river  and  harbor  act  approved 
March  3, 1909 15,000.00 

37, 998. 33 
Jime  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 7, 877. 63 

July  1,  1909,  balance  imexpended 30, 120. 70 

(See  Appendix  M  M  1.) 

S.  South  Haven  Harbor ^  Michigan. — This  harbor  is  situated  at  the 
mouth  of  Black  River.  Improvements  were  begun  in  1867,  at  which 
time  there  existed  a  channel  7  feet  deep  and  85  feet  wide  between  slab 
piers.  These  piers  had  been  built  by  residents  of  the  vicinity,  at  a 
cost  of  about  $18,000.  The  banks  of  the  river  for  600  feet  on  each 
side  had  a  rough  protection  of  close  piling. 

The  project  of  1866,  as  modified  in  1869,  1872,  and  1888,  provided 
for  constructing  parallel  piers  and  revetments  175  feet  apart  at  the 
mouth  of  Black  River,  with  the  object  of  procuring  a  channel  12  feet 
deep  and  extending  the  navigable  channel  one-half  mile  up  Black 
River  to  the  highway  bridge  by  dredging. 

The  act  approved  March  3,  1905,  adopted  a  project  for  pier  exten- 
sion and  dredging  to  a  depth  of  16  feet,  at  an  estimated  cost  of 
$279,370,  and  $10,000  annually  for  maintenance.  (See  H.  Doc.  No. 
119,  58th  Cong.,  2d  sess.)  The  law  provided,  however,  that  none  of 
the  $50,000  appropriated  for  the  improvement  should  be  used,  except 
for  maintenance  of  existing  channels,  until  proper  dock  hues  had  been 
established  and  suitable  bulkheads  built  along  these  lines  by  the  city 
of  South  Haven  or  by  the  riparian  owners,  and  the  propertv  lying  on 
the  channel  side  of  these  dock  lines  had  oeen  deeded  to  the  Umted 
States  free  of  cost. 

By  joint  resolution  of  Congress  approved  June  29,  1906,  $10,000 
of  the  appropriation  of  March  3,  1905,  was  made  immediately  avail- 
able to  aftora  a  16-foot  depth  in  the  channel.  This  sum  was  expended 
prior  to  June  30,  1907. 

The  act  of  March  2, 1907,  appropriated  $40,000  for  this  harbor,  sub- 
ject to  restrictions  similar  to  those  imposed  by  the  act  of  1906. 


Digitized  by  VjOOQ IC 


RIVER  AND  HARBOR  IMPROVEMENTS.  727 

Unless  the  conditions  precedent  to  the  expenditure  of  the  appro- 
priations, March  3,  1905,  and  March  2,  1907,  are  complied  with,  fur- 
ther operations  must  be  restricted  to  maintenance  of  a  12-foot  channel, 
under  the  project  of  1888,  which,  except  for  maintenance,  has  been 
comj)leted.  Owing,  however,  to  the  possibiUty  of  one  or  more  of  the 
riparian  owners  at  the  inner  ends  of  tne  government  piers  complying 
with  the  prescribed  conditions,  it  is  proposed  to  maintain  a  channel 
depth  of  16  feet  between  the  piers  and  18  feet  over  the  outer  bar,  so 
that  the  requirements  of  the  act  of  March  2,  1907,  on  the  Govern- 
ment's part  may  be  compUed  with  immediately  when  such  riparian 
owners  nave  met  the  requirements  of  the  law  on  their  part. 

The  total  expenditure  to  June  30,  1909,  was  $350,739.35,  of  which 
$187,253.08  was  expended  for  construction  and  $163,486.27  for  main- 
tenance. This  expenditure  includes  the  $10,000  made  available  by 
joint  resolution  of  Congress  of  June  29,  1906,  but  may  otherwise  be 
properly  assigned  to  the  original  project  and  its  modifications,  work 
under  the  project  of  March  3,  1906,  not  yet  having  been  commenced. 

The  operations  during  the  fiscal  year  were  confined  to  completing 
the  dredging  in  the  lower  channel  bjr  the  U.  S.  dredge  Gillespie,  begun 
May  26,  1908.  The  work  resulted  in  temporarily  providing  a  depth 
of  16  to  17  feet  between  the  piers  and  of  18  to  20  feet  outside  of  the 
entrance.  A  contract  was  entered  into  March  27,  1909,  for  placing 
additional  stone  in  parts  of  the  piers,  where  the  filling  is  deficient,  but 
no  work  has  yet  been  done. 

For  reasons  stated,  no  work  has  yet  been  done  upon  the  present 
project.  The  available  depths  on  April  14-15, 1909,  when  soundings 
were  made,  were  15.4  feet  in  front  of  the  entrance  and  14.6  feet  be- 
tween the  piers  and  in  the  interior  channel.  Dredging  for  the  resto- 
ration of  the  needed  width  and  depth  of  channel  at  the  entrance  and 
inside  will  be  begun  early  in  July,  1909. 

The  water-borne  commerce  at  this  port  is  practically  all  local  in 
character.  In  1908  there  were  466  entrances  and  clearances  with 
18,765  short  tons  of  cargo,  with  an  estimated  value  of  $4,423,000. 

The  project  of  1888,  restricting,  as  it  does,  the  draft  of  vessels  to  12 
feet,  imposes  such  limitations  upon  their  size  that  the  improvement 
has  to-day  a  diminished  eflFect  on  freight  rates.  Until  a  uniform 
depth  of  16  feet  has  been  made  available,  the  use  of  the  harbor  will 
be  confined  largely  to  passenger  vessels  carrying  in  addition  small 
quantities  of  perishable  freight,  such  as  fruit.  Even  in  its  present 
unsatisfactory  condition,  vessel  freight  rates  to  and  from  Chicago  are 
13  per  cent  less  than  the  corresponding  railroad  rates. 

The  money  on  hand  will  be  sufficient  for  the  maintenance  of  the 
improvement,  and  accordingly  no  additional  appropriation  for  that 
purpose  will  be  needed  for  the  year  ending  June  30,  1911,  if  only  the 
project  depth  of  12  feet  in  the  inner  harbor  is  to  be  maintained. 
Should  the  conditions  imposed  by  the  river  and  harbor  acts  of  March 
3,  1905,  and  March  2,  1907,  be  complied  with  by  local  interests,  how- 
ever, the  sum  of  $153,707,  in  addition  to  the  funds  now  available, 
could  be  profitably  expended  in  the  fiscal  year  ending  June  30,  1911, 
in  prosecutions  of  the  16-foot  project  provisionally  adopted  by  said 
acts. 

The  Annual  Report  of  the  Chief  of  Engineers  for  1904,  pages  3056- 
3069;  and  House  Document  No.  119,  Jifty-eighth  Congress,  second 
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session,  contain  in  full  the  report  relating  to  the  existing  project. 
A  map  of  the  harbor  is  attached  to  the  House  document. 

July  1,  1908,  balance  unexpended $63, 126. 89 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement <»  4, 428. 77 

July  1,  1909,  balance  unexpended 68, 698. 12 

July  1,  1909,  outstanding  liabilitiep 898. 04 

July  1,  1909,  balance  available 57, 800. 08 


July  1,  1909,  amount  covered  by  uncompleted  contracts 3, 598. 95 

Amoimt  (estimated)  required  for  completion  of  existing  project 248, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 6  153, 707. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  2.) 

S.  Harbor  at  SaugatucJc,  and  KaJamazoo  Rivera  Michigan, — ^Before 
the  work  of  improvement  was  begun  by  the  United  States,  in  1869, 
this  harbor,  which  is  at  the  mouth  of  Kalamazoo  River,  had  been 
improved  by  local  enterprise  by  the  construction  of  slab  piers  200 
feet  apart,  the  north  pier  being  500  feet  long  and  the  south  pier  1,575 
feet.  The  channel  depth  varied  from  5  to  7  feet.  The  present  proj- 
ect for  the  old  harbor  at  the  mouth  of  the  river  was  adopted  in  1867 
and  amended  in  1869,  1875,  and  1882.  At  the  old  harbor  there  is  a 
north  pier  715  feet  long,  which  is  entirely  unserviceable;  separated 
from  the  pier  by  a  long  stretch  of  unprotected  bank  there  is  a  north 
revetment,  partly  destroyed  and  partly  covered  by  sand.  The  south 
pier  is  3,863  feet  long  and  is  practically  ruined.  Frequent  dred^ng 
was  required  for  maintenance  of  an  8-root  channel.  Appropriations 
after  1882  were  too  small  to  keep  the  piers  in  proper  repair.  To  June 
30,  1906,  $207,785.92  had  been  expended,  or  which  $90,231.99  was 
for  construction  and  $117,553.93  for  maintenance,  and  as  no  further 
expenditures  will  be  made  on  old  harbor,  the  balance  unexpended 
July  1,  1906,  $9,453.08,  was  diverted  to  improvement  of  new  harbor. 

Ihe  existing  project  for  the  new  harbor  was  adopted  by  the  river 
and  harbor  act  of  June  3,  1896.  It  provides  for  creating  a  channel 
of  12  feet  depth  and  navigable  width  oy  dredging  the  river  for  a  dis- 
tance of  If  miles  below  Saugatuck,  and  thence  making  a  new  cut 
from  the  river  to  the  lake,  entering  the  latter  about  3,700  feet  north 
of  the  original  mouth  at  the  old  piers.  The  original  estimate  for  the 
work  was  $150,000,  but  authority  was  granted  on  May  31,  1900,  to 
increase  this  to  $250,000.  The  river  and  harbor  act  of  March  2, 
1907,  authorized  the  maintenance  of  a  harbor  channel  of  sufficient 
depth  to  allow  the  free  use  of  the  government  dredge  General  Gilles- 
piej  viz,  16  feet. 

o  Exclusive  of  $2.83,  refundment  of  overpayment,  which  has  been  deducted  from 
expenditures  during  the  fiscal  year. 

0  As  explained  in  the  text  of  the  report,  this  estimate  is  recommended  only  upon 
compliance  by  local  interests  with  the  conditions  imposed  by  the  acts  of  March  3, 1905, 
and  March  2,  1907. 


Digitized  by  VjOOQ IC 


EIVEB  AND  HABBOB  IMPROVEMENTS.  729 

To  June  30,  1909,  $273,783.23  had  been  expended  under  the  exist- 
ing project — $233,403.75  for  construction  and  $40,379.48  for  main- 
tenance. 

During  the  fiscal  year  ending  June  30,  1909,  the  following  work 
was  done  (at  a  total  cost  of  $22,670.27):  The  stone  filling  in  the  outer 
700  feet  of  each  pier  was  brought  to  the  level  of  +  3  feet  by  the  addi- 
tion of  411.1  cords  stone,  and  under  the  head  of  maintenance  the 
following  work  was  done :  By  contract  dredging  between  July  2  and 
August  29,  1908,  the  channel  outside  of  the  entrance  and  between 
the  piers  was  dredged  for  a  width  of  60  feet  to  a  depth  of  16  feet,  and 
the  government  dredge  was  employed  from  September  5  to  October 
29  in  increasing  the  width.  At  the  end  of  that  time  the  available 
depth  outside  and  between  the  outer  piers  was  16  feet  and  between 
the  revetments  inside  15.2  feet.  The  plank  walk  on  the  projecting 
piers  was  repaired,  and  a  communication  between  the  lake  and  the 
river  behind  the  south  pier  was  closed  with  a  dam  of  sand.  The 
available  depths  found  April  9,  1909,  were  15.6  to  17.1  feet  in  front 
of  the  entrance,  13  feet  between  the  piers,  and  12.2  feet  in  the  river 
in  a  narrow  channel.  Dredging  for  widening  the  channel  was  begun 
June  29,  1909. 

The  works  provided  for  by  the  approved  project  have  been  com- 
pleted, and  further  operations  will  be  confined  to  maintenance.  The 
maximum  draft  that  could  be  carried  June  30,  1909,  was  12.2  feet. 

The  harbor  is  near  a  very  prosperous  fruit  region,  and  the  fruit 
traffic  has  been  its  principal  source  of  business.  Saugatuck  is  but  8 
miles  south  of  Holland,  with  which  it  is  now  connected  by  a  trollev 
road,  and  about  17  miles  north  of  South  Haven.  Holland  and  South 
Haven  both  command  other  sources  of  business  than  the  fruit  traffic, 
and  bid  fair  to  increase  in  importance  through  the  fact  that  they  are 
termini  of  railroad  lines. 

The  vessel  freight  at  this  harbor  for  the  calendar  year  1908  was 
4,885  short  tons,  valued  at  $342,000,  and  was  entirely  local  in  charac- 
ter. The  number  of  passengers  carried  was  4,636  and  the  total  num- 
ber of  vessels  arriving  and  departing  was  662. 

It  is  reported  that  as  yet  tne  project  has  had  no  effect  on  freight 
rates. 

The  money  on  hand  will  be  expended  in  maintenance  and  contin- 
gencies. Some  dredging  in  the  inner  channel  will  unquestionably  be 
required  before  June  30,  1911,  and  it  is  estimated  that  an  appropria- 
tion of  $15,000  will  be  needed  to  cover  this  work. 

The  Annual  Report  of  the  Chief  of  Engineers  for  1896,  pages 
2741-2743,  and  House  Document  No.  192,  Fifty-fourth  Congress,  first 
session,  contain  in  full  the  report  pertaining  to  the  adopted  project 
for  the  proposed  change  in  the  location  of  this  harbor.  The  House 
document  contains  also  a  map  of  the  locaHty. 

The  act  of  Congress  approved  March  3, 1909,  provides  for  making 
a  preUminary  examination  of  *' Saugatuck  Harbor  and  Kalamazoo 
River,  with  a  view  to  securing  increased  depth  to  the  town  of  Doufj- 
las.*'  The  examination  has  been  made,  and  the  report  thereon  will 
be  submitted  to  Congress  at  its  next  session. 
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July  1,  1908,  balance  unexpended $23,040.17 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 10,000.00 

33,040.17 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |5, 843,  20 

For  maintenance  of  improvement 16, 827. 07 

22,670.27 


July  1, 1909,  balance  unexpended 10, 369. 90 

July  1,  1909,  outstanding  liabilities 10. 15 

July  1,  1909,  balance  available 10, 359.  75 

July  1,  1909,  amount  covered  by  uncompleted  contracts 5, 156.  25 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 15,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  3.) 

4*  HoUand  Harbor,  Michigan. — When  improvement  was  begun  in 
August,  1867,  by  the  United  States  there  existed  a  narrow  channel  5i 
feet  deep  between  piers  built  of  brush  and  of  irregular  cribs.  These 
had  been  constructed  by  the  harbor  commissioners  of  the  adjoining 
town  of  Holland. 

A  project  was  adopted  in  1867  and  amended  in  1873,  1879,  1884, 
and  1892,  this  project  providing  in  general  terms  for  a  channel  12  feet 
deep  between  piers  and  revetments  160  feet  to  213  feet  apart.  From 
1867  to  1880  there  were  built  by  the  United  States  piers  and  revet- 
ments aggregating  1,854  feet  on  the  north  side  and  1,691  feet  on  the 
south  side.  Since  the  latter  date  there  have  been  no  additions  to 
these  structures,  except,  in  1889,  a  length  of  160  feet  of  pile  pier  on 
the  south  side,  designed  to  close  a  gap  in  the  existing  structure. 
Upon  this  project  there  was  expended  up  to  March  3, 1899,  $304,217.30, 
of  which  $127,697.50  was  for  maintenance.  The  end  cribs  of  the 
piers  were  wrecked  by  storms  and  they  were  removed  in  September, 
1908.  As  a  result,  tne  length  of  the  north  pier  at  present  is  1,808 
feet  and  that  of  the  south  pier  1,639  feet. 

The  present  project  was  adopted  in  1905  and  modified  in  1907. 
It  provides  for  a  channel  16  feet  deep,  protected  on  the  outside  by  two 
converging  piers  300  feet  apart  at  the  outer  end  and  740  feet  apart  at 
the  inner  end,  and  on  the  inside  by  piers  and  revetments  having  a 
clear  distance  of  about  205  feet  at  the  outer  end  and  of  162  feet  at 
the  narrowest  place  inside,  the  inner  ends  of  the  converging  portions 
to  be  connected  with  the  old  piers  of  the  inner  channel  oy  stone- 
filled  pile  structures.  The  project  also  provided  for  extensive  repairs 
of  the  existing  works.     The  estimated  cost  was  $240,000. 

From  March  3,  1899,  the  date  of  adoption,  to  June  30,  1909,  there 
was  expended  on  this  project  and  its  modifications  $381,932.08,  of 
which  $93,799.71  <»  was  for  maintenance. 

o  116,422.19  erroneously  reported  as  expended  for  maintenance  instead  of  for  con- 
struction in  1908  report  has  been  corrected  in  1909  report  by  reducing  the  total  cost 
of  maintenance  the  above  amount. 
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The  operations  dmmg  the  &cal  year  were  as  follows:  Under  the 
continuing  contract  of  October  11,  1905,  the  construction  of  the  two 
converging  pier  extensions,  750  feet  in  length  on  the  north  side  and 
800  feet  on  the  south  side,  was  completed,  as  also  the  connecting  pile 
structures  at  their  inner  ends,  with  the  exception  of  a  small  amount 
of  stone  filling.  The  reconstruction  of  the  mterior  north  pier  from 
the  shore  line  to  the  angle  and  the  repairs  of  the  south  pier  from  the 
shore  line  to  the  inner  end  were  also  completed,  and  the  repairs  of  about 
340  feet  of  the  outer  portion  of  the  interior  south  pier  are  fairly  well 
advanced.  All  the  aoove  comes  under  the  head  of  new  work  imder 
the  present  project.  Under  the  head  of  tgaintenance,  the  wrecked 
cribs  at  the  outer  end  of  the  interior  piers  were  removed  and  the  new 
ends  of  the  piers  were  strengthened  and  protected  with  round  piles, 
connected  bv  means  of  wales  and  screw  bolts  with  the  main  structures. 
The  channel  at  the  entrance  and  between  the  interior  piers  to  Black 
Lake  was  dredged  July  29-31,  September  21-23,  November  24  to 
December  31,  and  again  March  19  to  April  26,  the  total  quantity  of 
material  removed  measuring  99,846  cubic  yards.  All  the  funds 
required  for  the  completion  of  the  continuing  contract  have  been 
appropriated. 

The  approved  project  was  very  nearly  completed  on  Jime  30,  1909. 

The  imcompleted  condition  of  the  piers  and  revetments  has  here- 
tofore interfered  seriouslv  with  the  mamtenance  of  the  required  depth, 
but  better  results  may  be  expected  hereafter.  The  maximum  araft 
upon  the  completion  of  dredgmg  in  April  was  18.4  feet,  and  at  the  end 
or  the  fiscal  year  17  feet. 

This  harbor  is  relatively  an  important  one,  being  the  terminus  of 
one  of  the  lines  of  and  one  of  the  principal  stations  of  the  main  Hne  of 
the  Pere  Marquette  Railroad  Company  and  the  terminus  of  the 
Grand  Rapids,  Holland  and  Chicago  Electric  Railway,  which  here 
connect  with  a  line  of  steamers.  These  during  the  season  of  naviga- 
tion, when  the  condition  of  the  harbor  permits,  run  regularly  to  Chi- 
cago. The  passenger  business  is  especially  important,  but  there  is 
also  profitable  freight  traffic. 

The  vessel  freight  of  this  harbor  has  increased  from  678  arrivals 
and  departures,  with  16,430  short  tons,  in  1903,  to  830  arrivals  and 
departures,  with  165.155  short  tons,  valued  at  $53,480,000,  in  1908. 
The  total  number  of  passengers  carried  in  1908  was  86,700.  The 
commerce  at  this  port  is  both  general  and  local.  Vessel  freight  rates 
to  and  from  Chicago  are  about  14  per  cent  less  than  the  corresponding 
railroad  rates. 

The  balance  available  after  paying  all  contract  liabilities  and  con- 
tingencies will  be  about  $30,000,  of  which  $14,000  should  be  reserved 
for  maintenance  by  dredging  and  general  repairs  until  June  30,  1911. 
Past  experience  has  shown  that  tne  converging  or  outer  portions  of 
the  piers  are  liable  to  damage  by  storms,  and  that  precautions  should 
be  taken  to  insure  a  permanent  supplv  of  riprap  along  them.  Origi- 
nally these  piers  were  protected  witn  about  2,000  cords  of  riprap, 
which  was  specified  to  weigh  not  less  than  500  poimds,  and  presum- 
ably it  weigned  Uttle  more  than  this.  For  eflFective  protection  rip- 
rap should  weigh  from  three  to  ten  tons,  and  will  then  be  corre- 
spondingly more  difficult  and  expensive  to  place.  Assuming  that 
2,000  cords  of  additional  riprap  may  be  needed,  this  will  probably 
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cost  close  to  $20  per  cord,  or  $40,000  in  all,  and  therefore  an  additional 
appropriation  of  $24,000  is  estimated  as  needed  for  the  fiscal  year  end- 
ing June  30,  1911,  to  be  charged  to  maintenance. 

The  report  upon  which  the  present  project  is  based  is  published  in 
full  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1897,  pages 
2950,  2951;  and  the  Annual  Report  for  1905,  pages  2176,  2177,  con- 
tains a  drawing  and  description  of  the  adopted  plan. 

Information  as  to  the  effect  of  the  improvement  on  freight  rates 
is  difficult  to  obtain,  but  it  is  certainly  not  less  than  a  reduction  of  14 
per  cent,  and  may  be  more  than  this. 

July  1,  1908,  balance  unexpended $173, 102. 89 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement a$100, 796. 24 

For  maintenance  of  improvement '. . .         14, 589. 91 

115,386.15 

July  1, 1909,  balance  unexpended 57, 716. 74 

July  1,  1909,  outstanding  liabilities 754. 67 

July  1,  1909,  balance  available 56, 962. 07 

July  1,  1909,  amount  covered  by  uncompleted  contracts 25, 080. 10 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 24, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  4.) 

6.  Orand  Haven  Harbor,  Michigan. — This  harbor  is  at  the  mouth 
of  Grand  River,  the  largest  river  in  the  State  of  Michigan.  Before 
any  work  had  been  done  the  natural  depth  at  the  mouth  of  the  river 
varied  from  9  to  12  feet,  with  greater  depths  in  the  inner  reaches. 

In  1857  the  Detroit  and  Milwaukee  Railroad  Company  (Grand 
Trunk),  whose  western  terminus  is  at  the  town  of  Grand  Haven,  built 
a  pile  pier  3,185  feet  long  upon  the  south  side  of  the  entrance,  and 
also  revetted,  by  means  of  close  piles,  portions  of  the  bank  upon  the 
north  side  of  the  river.  In  1866,  when  work  by  the  United  States 
was  begun,  the  pile  pier  had  been  partly  destroyed  by  fire  and  by 
storms.     The  available  depth  was  13  feet. 

The  present  project  was  adopted  in  1866  and  amended  in  1868, 
1880,  1890,  ana  1892.  It  provides  for  the  construction  of  parallel 
piers  and  revetments  400  feet  apart,  with  the  object  of  creating  an 
entrance  channel  18  feet  deep  at  an  estimated  cost  of  $804,366.15. 
The  amendments  to  the  origmal  project  did  not  materially  change 
its  original  purpose,  the  changes  oeing  principally  in  the  proposed 
length  of  the  piers  and  revetments. 

To  June  30, 1909,  there  had  been  expended  upon  the  existing  proj- 
ect the  sum  of  $881,068.12,  of  which  $542,976.82  was  for  construction 
and  $338,091.30  for  maintenance. 

Operations  during  the  fiscal  year  have  been  for  maintenance.  The 
south  pier  between  stations  7  -h  07  E  and  6  +  04  W  was  substantially 
repaired  by  contract,  the  work  being  completed  June  25.  Some 
mmor  repairs  by  day  labor  were  made  to  damaged  portions  of  the 

a  Exclusive  of  $5.83,  refundment  of  overpayment,  which  has  been  deducted  from 
expenditures  during  the  fiscal  year. 
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two  piers.  Under  an  emergency  contract,  work  on  refilling  with 
stone  parts  of  the  two  piers  and  riprapping  the  interior  portion  of 
the  south  revetment  was  begun  in  November  and  will  be  completed 
in  July,  1909.  From  October  19  to  22,  December  14  to  17,  and  again 
January  18  to  28,  the  government  dredge  deepened  the  channel 
Across  the  outer  bar  and  also  widened  the  river  channel  opposite  the 
Grand  Trunk  Railway  dock,  removing  a  total  of  34,221  cubic  yards 
of  sand. 

The  proportion  of  the  approved  project  completed  to  June  30, 
1909,  is  93  per  cent,  the  linear  extent  of  the  structures  so  far  built 
being  3,538  feet  in  the  north  pier  and  5,774  feet  in  the  south  pier. 
The  available  depths  on  June  12-19  were  18.9  feet  in  front  of  and  21.6 
feet  in  the  southern  approach  to  the  entrance  outside,  18.6  feet 
between  the  outer  end  or  the  piers  and  20  feet  inside. 

Even  when  there  is  no  extraordinary  freshet  in  Grand  River,  a 
central  bar  persists  in  forming  from  jrear  to  year  beyond  the  entrance 
to  this  fine  harbor  and  seriously  impairs  its  usefulness.  Consequently 
it  is  fortunate  that  there  is  a  government  dredge  at  hand  to  promptly 
furnish  relief  at  any  time. 

In  order  to  complete  the  project  250  feet  of  pier  extensions  are 
reouired  at  an  estimated  cost  of  $40,000. 

This  harbor  has  for  years  been  one  of  considerable  importance.  It 
is  the  western  terminus  of  the  Detroit,  Grand  Haven  and  Milwaukee 
branch  of  the  Grand  Trunk  Railroad,  in  connection  with  which  is  run 
throughout  the  year  two  lines  of  steamers  to  Milwaukee.  In  addi- 
tion there  is  one  line  with  regular  and  frequent  scheduled  trips  to 
Chicago.  All  three  lines  do  a  large  passenger  and  a  very  consider- 
able freight  business,  especially  during  the  season  of  fair  weather. 

The  water-borne  commerce  at  this  port  is  mostlv  general  in  char- 
acter, and  has  increased  from  1,151  arrivals  ancf  departures  with 
155,854  short  tons  in  1900,  to  1,538  arrivals  and  departures  with 
437,625  short  tons  of  cargo,  valued  at  $60,670,000,  in  1908.  The 
local  freight  rates  from  Grand  Haven  to  Chicago  by  vessel  are  about 
14  ner  cent  lower  than  the  corresponding  rates  by  railroad. 

Of  the  available  balance  $12,000  should  be  reserved  for  dredging 
by  the  Gillespie  in  1909,  1910,  and  1911,  leaving  about  $115,000 
available  for  repairing  portions  of  the  two  piers,  which  are  in  very 
bad  condition.  The  cost  of  completing  this  repair  work  was  esti- 
mated, on  page  2043  of  the  Annual  Report  of  the  Chief  of  Engineers 
for  1908,  at  $168,000.  This  harbor  is  one  of  considerable  importance 
and  the  structures  should  be  made  thoroughly  safe.  Accordingly  it 
is  estimated  that  the  difference  between  the  amoimt  now  available 
for  repairs  and  the  above  estimated  total  cost,  namely,  $53,000, 
should  be  appropriated  for  the  fiscal  year  ending  June  30,  1911.  No 
estimate  is  submitted  for  pier  extension,  as  at  present  it  does  not 
appear  to  be  necessary,  and  by  proper  use  of  tne  dredge  Gillespie 
may  perhaps  be  avoided  altogether. 

The  latest  map  of  this  harbor  is  found  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1890,  page  2650. 

The  effect  of  the  project  on  freight  rates  is  at  least  the  reduction  of 
14  per  cent  noted  aoove. 

Report  upon  a  preliminary  examination  of  *' Grand  Haven  Harbor 
to  east  end  of  Fulton  street,  and  including  channel  into  Spring  Lake" 
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waa  made  by  the  district  officer  under  date  of  May  31,  1909,  in 
accordance  with  the  requirements  of  the  act  of  Congress  approved 
March  3,  1909.  This  report  will  be  submitted  to  Congress  at  its  next 
session. 

July  1,  1908,  balance  unexpended $69,018.80 

Amount  aUotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 100,000.00 

169,018.80 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement «  25, 143. 85 

July  1,  1909,  balance  unexpended 143,874.95 

July  1,  1909,  outstanding  liabilities 162.15 

July  1,  1909,  balance  available... 143, 712. 80 

July  1, 1909,  amount  covered  by  imcompleted  contracts 14, 480. 53 

Amount  (estimated)  required  for  completion  of  existing  project. 40, 000. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 53,000. 00 

Submitted  in  comi)liance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  5.) 

6,  Gravd  River ^  Michigan. — Before  any  work  of  improvement  was 
done  upon  this  stream  the  depth  in  the  crossings  over  some  of  the 
bars  did  not  exceed  2  feet. 

Between  1881  and  1886  the  sum  of  $50,000  was  expended  in  secur- 
ing, by  dredging,  narrow  channels  through  these  bars  with  a  depth 
of  about  4  feet.  No  further  work  was  done  until  1896,  but  even  then, 
at  the  expiration  of  over  ten  years,  traces  of  the  dredged  cuts  were 
still  apparent. 

The  former  project,  upon  which  work  was  begun  in  May,  1897, 
was  adopted  by  the  river  and  harbor  act  of  June  3,  1896,  and  is  based 
upon  a  report  upon  examination  and  survey  reprinted  in  Annual  Re- 
port of  the  Chief  of  Engineers  for  1892,  pages  2369  to  2395.  The 
Eroject  contemplated  dredging  a  channel  a  distance  of  38  miles  from 
rrand  Haven  to  Grand  Rapios,  with  a  depth  of  10  feet  and  a  width 
of  100  feet.  The  project  also  proposes  the  use  of  contraction  works 
wherever  necessary  to  increase  the  eflFect  of  the  dredging  or  to  render 
it  more  permanent. 

The  original  estimated  cost  of  project  adopted  in  1896  was  $670,500; 
but  the  project  may  be  said  to  have  been  modified  by  act  of  June  13, 
1902,  and  the  cost  increased  to  not  less  than  $774,000. 

The  act  of  March  3,  1905,  modified  the  former  project  by  adopting 
the  report  submitted  in  House  Document  No.  216,  Fifty-eighth  Con- 
gress, second  session,  and  by  providing  that  no  portion  of  the  money 
appropriated  shall  be  used  in  providing  a  tummg  basin  in  the  city 
or  Grand  Rapids. 

The  report  referred  to  above  recommends,  on  pages  4  and  5,  that  a 
channel  of  6  feet  depth  and  100  feet  width  be  adopted  for  the  improve- 
ment.    The  estimate  in  the  report  for  a  6-foot  cnannel  100  feet  wide 

«  Exclusive  of  $2.66,  refundment  of  overpayment,  which  has  been  deducted  from 
expenditures  during  the  fiscal  year. 
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from  Fulton  street,  in  Grand  Rapids,  to  Grand  Haven,  Mich.,  pre- 
pared from  data  furnished  by  the  district  officer,  is  $327,000  in  addi- 
tion to  available  plant  and  frinds.  This,  together  with  the  sum  of 
$171,791.40  already  expended  toward  tne  completion  of  a  6-foot 
channel,  makes  the  total  estimated  cost  of  the  existing  project 
$601,791.40. 

To  June  30,  1909,  the  sum  of  $421,500.66  had  been  expended  in 
dredging  2,648,293  cubic  yards  of  sand,  clav,  cobblestones,  etc.,  in 
builmng  132,625  linear  feet  of  training  walls,  and  in  the  purchase 
and  maintenance  of  plant.  This  sum  includes  $32,459.85  expended 
for  maintenance  of  contraction  works  and  $15,177.57  ior  mainte- 
nance of  completed  6-foot  channel. 

.  All  work  upon  the  river  is  carried  on  by  use  of  a  plant  belonging 
to  the  United  States  operated  by  hired  labor.  During  the  year 
operations  have  included  widening  the  channel  above  the  Lake 
Snore  and  Michigan  Southern  Railway  bridge  and,  with  the  exception 
of  two  stretches  aggregating  a  total  length  of  1,650  feet  in  which  the 
depth  is  6  feet  and  the  width  is  40  to  100  feet,  its  completion  below 
that  bridge.  In  addition  the  usual  work  of  maintenance  and  repair 
of  channel  structures  and  plant  has  been  continued. 

The  approved  project  has  been  practically  completed  and  recent 
work  has  oeen  mainly  redredging,  i.  e.,  maintenance. 

The  available  deptns  a  year  ago  were  stated  as  follows:  Between 
Grand  Rapids  and  the  mouth  of  Bass  River  there  is  a  navigable 
channel  (in  one  short  stretch  of  about  100  feet  only  the  width  of  a 
single  dredged  cut)  with  the  following  depths  at  extreme  low  water: 
For  about  21.1  miles,  6  feet;  1.5  nules,  5  to  6  feet;  0.8  mile,  less 
than  5  feet.  At  the  present  time  there  is  a  navigable  channel  from 
Grand  Rapids  to  Grand  Haven  6  feet  deep  and  40  to  100  feet  wide 
(mostly  100  feet)  except  as  follows:  A  distance  of  about  1,600  feet 
with  depth  of  6  feet  and  width  of  20  to  40  feet;  a  distance  of  about 
2,500  feet  with  depth  of  5  feet;  and  a  distance  of  about  700  feet 
with  a  depth  of  4  to  5  feet.  The  maximum  draft  that  could  be  car- 
ried June  30,  1909,  from  Grand  Haven  to  Grand  Rapids  was  4.5  feet 
below  low  water  surface.  Thus  there  is  a  total  of  5,800  feet  in.  which 
the  channel  is  dificient  either  in  depth  or  in  width  to  such  an  extent 
as  to  oflfer  a  barrier  to  vessels  of  tne  maximum  size  adapted  to  the 
facilities  of  the  authorized  project.  These  localities  have  in  the  past 
been  improved  to  afford  the  projected  depth,  but  constant  main- 
tenance IS  required. 

The  contraction  works  are  in  fairly  good  condition. 

The  project  is  naturally  one  of  constant  repair  and  maintenance. 
High  water  ordinarily  occurs  in  the  early  sprii^,  and  is  from  12  to  18 
feet  above  low  water  in  the  neighborhood  of  Grand  Rapids.  In  the 
lower  part  of  the  river  the  difference  between  the  high  and  low  stages 
becomes  less,  and  at  the  mouth  it  is  inconsiderable. 

The  commerce  involved  must  be  stated  as  insignificant.  A  boat 
Hne  of  two  new  boats  (each  219  tonnage  and  700  passeiiger  allowance), 
called  the  Grand  Rapids  and  Lake  Michigan  Transportation  Com- 
pany, was  put  in  operation  three  vears  ago  between  Grand  Rapids 
and  Grand  Haven,  but  failed  to  mid  busmess,  and  the  boats  have 
been  sold  and  removed  from  the  river. 

With  the  exception  of  a  gasoUne  boat,  which  is  running  between 
Grand  Rapids  and  Grand  Haven,  there  is  no  commerce  on  the  23 
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miles  of  improved  river  between  Grand  Rapids  and  Bass  River,  but 
below  Bass  River  there  are  two  smaU  tugs  engaged  in  towing  gravel 
to  Grand  Haven. 

At  present  there  is  an  available  balance  of  $40,874.52,  which  is 
more  than  enough  for  such  work  as,  in  view  of  the  limited  commercial 
use  of  the  channel,  seems  justifiable  during  the  years  1909,  1910,  and 
1911.     No  appropriation  will  therefore  be  needed. 

The  improvement  has  no  effect  on  freight  rates,  and  it  is  improb- 
able that  it  ever  will  have,  since  the  better  facihties  afforded  by  the 
competing  interurban  electric  Unes  to  Holland,  Grand  Haven,  and 
Muskegon  have  served  to  divert  to  them  freight  shipped  by  vessel  to 
and  from  Chicago,  which  might  otherwise  nave  been  regarded  as 
pecuUarly  tributary  to  a  Une  of  steamers  running  between  Grand 
Kapids  and  Grand  Haven  and  connecting  at  the  latter  place  with 
trans-lake  steamships. 

Freight  carried,  calendar  year  1906,  110,395  tons;  1907,  88,653 
tons;  and  in  1908,  25,913  tons. 

Reference  to  report  on  examination  made  in  compUance  with  act 
of  March  2,  1907,  may  be  found  on  page  715  of  report  for  1908. 

July  1,  1908,  balance  unexpended $68,324.64 

Proceeds  of  sale  of  government  property 240. 00 

68,564.64 
June  30,  1909,  amount  expended  during  fucal  year: 

For  works  of  improvement $11, 849. 01    . 

For  maintenance  of  improvement 14, 600. 14 

26,449.15 

July  1,  1909,  balance  unexpended 42, 115. 49 

July  1,  1909,  outstanding  liabilities 1, 240.  97 

July  1,  1909,  balance  available '  40, 874. 52 

Amount  (estimated)  required  for  completion  of  existing  project 149, 000. 00 

(See  Appendix  M  M  6.) 

7.  Muskegon  Harbor j  Michigan. — ^This  harbor  is  the  outlet  of  Mus- 
kegon River,  one  of  the  largest  in  Michigan,  which  before  emptying 
into  Lake  Michigan  expands  into  Muskegon  Lake.  The  channel 
between  the  lakes  in  1867,  before  operations  were  begun  by  the  United 
States,  was  3,000  feet  long  and  about  12  feet  deep,  except  at  the 
entrance,  where  the  depth  was  11  feet  and  the  channel  fluctuating. 
By  private  enterprise  the  entrance  had  been  protected  by  converging 
slab  piers. 

The  original  project  was  adopted  in  1866  and  amended  in  1869, 
1873,  1881,  1884,  1890,  and  1892.  To  June  30,  1902,  there  had  been 
expended  upon  this  project  the  sum  of  $526,293.36,  of  which 
$388,218.42  was  for  construction  and  $138,074.94  for  maintenance, 
and  there  had  been  constructed  a  north  pier  and  revetment  2,780 
feet  long  and  a  south  pier  and  revetment  4,402  feet  long,  protecting 
a  channel  varying  in  width  from  308  feet  at  the  entrance  to  167  feet 
inside  and  having  a  proposed  depth  of  15  feet. 

The  existing  project,  adopted  by  the  act  of  June  13,  1902,  provides 
for  widening  the  channel  to  300  feet  and  deepening  it  to  20  feet  from 
Ijake  Michigan  to  Muskegon  Lake.  This  involved  the  removal  of  the 
narrowing  portion  of  the  north  pier  and  revetment,  the  reconstruc- 
tion of  the  same  on  new  line,  tne  extension  of  both  revetments  to 
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Muskegon  Lake,  and  the  outward  extension  of  the  two  piers  by  an 
aggregate  amount  of  550  feet.     The  estimated  cost  was  $380,000. 

From  July  1,  1902,  to  June  30,  1909,  there  was  expended  upon  the 
existing  project  the  sum  of  $222,640.64,  of  which  $137,660.80  was 
for  construction  and  $84,979.84  for  maintenance. 

The  operations  during  the  fiscal  year  were  as  follows:  The  con- 
struction of  1,200  feet  of  sheet  pile  revetment  on  the  north  side  of 
the  channel,  which  was  begun  in  the  previous  fiscal  year,  was  nearly 
completed  in  June,  1909,  the  only  item  remaining  being  the  spiking 
of  part  of  the  lower  guide  timbers.  The  contract  dred^g  com- 
menced May  4,  1908,  tor  the  removal  of  the  interior  portion  of  the 
old  north  pier  and  the  widening  of  the  channel  as  far  as  the  new 
revetment  then  extended,  was  completed  Juljr  27,  1908.  Dredging 
under  a  new  contract  for  widening  and  deepening  the  channel  to  the 

E resent  end  of  the  north  revetment  and  deepening  it  beyond  to  Mus- 
egon  Lake  was  begun  June  8  and  is  now  in  progress.  All  the  above 
operations  come  under  the  head  of  new  work.  Under  the  head  of 
maintenance,  the  U.  S.  dredge  GiUespie  was  employed  at  the  harbor 
from  August  1  to  September  1,  from  October  30  to  November  11, 
from  January  4  to  9  and  January  25-26,  and  again  from  May  21  to 
July  1,  1909,  in  maintaining  and  restoring  the  required  depth.  The 
cotal  quantity  dredged  by  the  GiUespie  during  the  stated  times  was 
167,344  cubic  yards.  An  obstruction  found  by  the  Gillespie  in  mid- 
channel  opposite  the  life-saving  station  was  removed  by  a  dipper 
dredge  under  special  agreement. 

The  present  project  is  about  63  per  cent  completed. 

The  length  of  the  completed  pier  and  revetment  construction  at 
the  present  time  is  4,150  feet  on  the  north  side  and  4,710  feet  on  the 
soutn  side  of  the  channel,  and  the  maximum  draft  on  June  30,  1909, 
was  20  feet. 

Commerce  at  this  port  for  1908  comprised  1,131  entrances  and 
clearances  with  115,269  short  tons  of  cargo,  valued  at  $13,522,000, 
and  was  mostly  local  in  character.  The  local  freight  rates  from 
Muskegon  to  Chicago  by  vessel  are  about  14  per  cent  lower  than  the 
corresponding  rates  by  railroad. 

There  are  350  linear  feet  at  the  outer  end  of  the  north  pier  that 
are  24  to  27  years  old  and  in  need  of  repairs  above  water. 

The  completion  of  the  project  will  require  550  feet  of  pier  exten- 
sion, the  remainder  of  the  dredging  in  the  channel  between  the  piers 
so  as  to  afford  300  feet  width  and  20  feet  depth  and  the  extension 
of  the  revetments  on  the  north  side  of  the  channel  1,100  feet  to 
Muskegon  Lake,  estimated  to  cost  $124,750. 

Ihe  funds  remaining  available,  after  paying  contract  liabilities, 
will  be  sufficient  for  repairing  the  defective  portion  of  the  north  pier 
and  for  dredging  for  maintenance  by  the  Gillespie  during  the  re- 
mainder of  the  season  of  1909.  For  maintenance  of  the  improve- 
ment until  June  30,  1911,  for  completion  of  the  sheet  pile  revetment 
on  the  north  side  of  channel  to  Muskegon  Lake,  for  dredging  the  full 
depth  and  width  of  interior  channel,  and  for  dredging  at  the  entrance 
by  the  U.  S.  dredge  GiUespie,  it  is  estimated  that  $70,000  should  be 
appropriated. 

Ihiring  the  season  of  navigation  two  lines  of  steamers  regularly 
use  this  harbor,  which  is  a  terminus  of  three  important  railroad  lines. 
Their  business  is  a  substantial  one^  and  with  increased  facilities 
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should  grow  considerably.  A  general  freight  and  passenger  business 
is  done,  and  in  the  summer  months  this  is  largely  alimented  by  the 
fruit  and  the  resort  traffic.  Muskegon  Lake  itself  is  a  magnincent 
harbor,  5  miles  long  and  about  IJ  miles  wide,  with  depths  varying 
from  30  to  40  feet.  When  readily  accessible,  this  will  be  an  excellent 
harbor  of  refuge. 

The  Annual  Report  of  the  Chief  of  Engineers  for  1901,  pages  3131- 
3134,  and  House  Document  No.  104,  Fifty-sixth  Congress,  second 
session,  contain  in  full  a  report  upon  which  the  approved  project  is 
based.  A  map  showing  the  harbor  and  the  outlines  of  tne  above 
project  accompanies  the  document  mentioned. 

It  is  reported  that  the  project  has  had  a  marked  influence  in  pro- 
viding transportation  facilities  for  commodities  at  reduced  rates. 

A  report  upon  a  preUminary  examination  of  Muskegon  Harbor, 
made  in  pursuance  oi  the  requirements  of  the  act  approved  March  3, 
1909,  was  submitted  by  the  district  officer  under  aate  of  May  28, 
1909,  and  will  be  transmitted  to  Congress  at  its  next  session. 

July  1,  1908,  balance  unexpended $90, 236.  65 

Amount  aUotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 22,000.00 


112, 236. 65 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $43, 154. 79 

For  maintenance  of  improvement 16, 405. 86 

59,560.65 

July  1 ,  1909,  balance  unexpended 52, 676. 00 

July  1,  1909,  outstanding  liabilities 4, 006. 18 

July  1, 1909,  balance  available 48, 669. 82 

July  1,  1909,  amount  covered  by  uncompleted  contracts 30, 685. 72 

Amount  (estimated)  required  for  completion  of  existing  project 124, 750. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Jul)r  1,  1909 70, 000. 00 

Submitted  in  comp>liance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  7.) 

8,  White  Lake  and  Pentwater  harbors,  Michigan. — ^These  harbors 
were  formerly  carried  as  separate  works,  but  are  now  consolidated  in 
consequence  of  a  provision  in  the  river  and  harbor  act  of  June  13, 
1902. 

(a)  White  Lake  Harbor. — ^When  the  present  project  was  adopted, 
the  natural  outlet  of  Wliite  Lake,  about  3,650  feet  north  of  the  pres- 
ent entrance,  aflForded  a  channel  5  feet  deep  and  125  feet  wide  between 
slab  piers  built  by  local  enterprise. 

The  approved  project  provided  for  the  abandonment  of  the  old 
outlet  and  the  creation  of  a  new  one,  12  feet  deep  and  200  feet  wide 
between  piers  and  revetments.  This  project  was  adopted  in  1866, 
amended  in  1873,  1884,  and  1892,  the  present  amended  estimated  cost 
being  $353,560.  The  various  amendments  to  the  original  project  have 
not  altered  it  materially,  as  they  relate  principally  to  the  length  of 
the  proposed  piers  and  revetments.  The  provision  in  the  act  approved 
March  2,  1907,  that  *'the  Secretary  of  War  is  authorized  to  dredge 
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the  channel  at  Pentwater  to  the  depth  of  16  feet  and  to  dredge  the 
channel  at  White  Lake  to  sufficient  depth  to  allow  the  free  use  of 
the  government  dredge  GiUespie/'  may  oe  said  to  have  changed  the 
project  to  one  of  16-foot  deptn  and  200  feet  width  between  piers  and 
revetments. 

To  June  30,  1909,  there  was  expended  upon  the  existing  project 
the  sum  of  $351,032.40,  of  which  $207,862.44  was  for  construction 
and  $143,169.96  for  maintenance. 

There  have  been  no  operations  at  the  harbor  during  the  fiscal  year, 
and  the  expenditures  have  been  for  making  the  customary  sounaings 
and  for  contingencies  and  for  dredging  by  the  Gillespie  in  last  fiscal 
year.  An  emergency  contract  for  refiUing  parts  of  the  piere  with 
stone  was  entered  into  Julv  1,  1908,  but  no  stone  has  as  yet  been 
deUvered.     It  is  probable  that  the  stone  will  be  received  soon. 

The  proportion  of  the  approved  project  completed  to  June  30, 1909, 
is  about  91  per  cent.  The  existing  constructions  consist  of  a  north 
pier  and  revetment  1,715  feet  long,  and  of  a  south  pier  and  revet- 
ment 1,953  feet  long,  and  the  natural  depth  of  channel  between  them 
is  about  10  feet.  Periodical  dredging  is  necessary  to  secure  and 
maintain  a  depth  of  16  feet.  The  maximum  draft  that  could  be 
carried  over  the  shoalest  part  of  the  channel  at  the  end  of  the  fiscal 
year  was  13  feet. 

In  1908  there  was  at  this  harbor  224  arrivals  and  departures,  with 
12,549  short  tons  of  cargo,  valued  at  $475,000,  and  entirely  local  in 
character.  The  local  freight  rates  by  vessel  from  White  Late  to  Chi- 
cago are  about  14  per  cent  less  than  the  corresponding  rates  by  rail- 
road. 

The  harbor  is  but  10.5  miles  north  of  Muskegon. 

After  providing  for  the  estimated  cost  of  the  stone  to  be  delivered 
under  the  outstanding  contract,  and  without  use  of  the  $67,000  allotted 
from  the  appropriation  of  March  3,  1909,  for  repairing  the  piers,  the 
remaining  balance  of  available  funds  will  be  sufficient  to  pay  tor  the 
required  dredging  in  1909,  for  which  bids  will  be  invited  early  in  July. 

The  conditions  at  White  Lake  Harbor  were  made  the  subject  of  a 
special  investigation  by  the  district  officer,  whose  report  was  referred 
for  review  by  the  Board  of  Engineers  for  Rivers  and  Ilarbors.  In  the 
opinion  of  the  Board  this  harbor  is  not  worthy  of  further  improvement 
by  the  General  Government,  and  even  the  outlay  necessary  for  main- 
tenance and  repairs  would  greatly  exceed  that  warranted  by  existing 
and  prospective  commerce.  Concurring  in  the  views  of  the  Board 
and  in  compliance  with  section  7  of  the  river  and  harbor  act  of  March 
3, 1899,  it  is  recommended  that  further  appropriations  for  White  I^ake 
Harbor  be  discontinued.  A  brief  statement  of  the  reasons  for  regard- 
ing the  locality  as  unworthy  of  improvement  may  be  found  in  Appen- 
dix MM  8  of  tliis  report. 

However,  pending  action  by  Congress,  providing  for  the  definite 
abandonment  of  the  improvement,  and  since  funds  for  maintenance 
have  been  specifically  provided,  it  is  believed  that  dredging  and  minor 
repairs  to  afford  facilities  for  the  existing  commerce  snould  be  done, 
and  it  is  proposed  to  reserve  $10,000  for  repairs  and  $6,000  for  dredg- 
ing in  1910  and  1911  from  the  allotment  made  available  from  the 
appropriation  by  the  act  of  March  3,  1909. 

The  last  published  map  of  the  locality  is  contained  in  the  Annual 
Report  of  tne  Chief  of  Engineers  for  1884,  page  1982. 
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(h)  Peniwater  Harbor, — Before  work  was  begun  at  this  harbor  by 
the  IJnited  States  there  existed  an  irregular  channel  4  feet  deep  and 
75  feet  wide  between  slab  piers  built  by  local  enterprise. 

The  existing  project,  adopted  in  1867  and  amended  in  1873,  1884, 
and  1892,  provides  for  widening  the  old  entrance  to  150  feet  and  deep- 
ening it  to  12  feet,  the  sides  being  protected  by  piers  and  revetments. 
Estimated  cost  was  $327,713.40.  The  amendments  to  the  original 
project  relate  merely  to  the  length  of  the  proposed  piers  and  revet- 
ments and  in  no  wise  enlarge  its  original  scope.  The  present  project, 
by  reason  of  the  provision  in  the  act  of  March  2,  1907,  contemplates 
a  channel  16  feet  deep  and  about  150  feet  wide,  protected  by  suitable 
piers  and  revetments. 

To  June  30,  1909,  there  was  expended  the  sum  of  $312,533.32,  of 
which  $179,899.10  was  for  construction  and  $132,634.22  for  mamte- 
nance.  There  have  been  no  operations  during  the  past  fiscal  year, 
and  the  expenditures  were  made  for  the  customary  soundings. 

The  proportion  of  the  approved  project  completed  to  June  30, 1909, 
is  about  85  per  cent. 

The  result  is  a  channel  140  to  153  feet  wide,  whose  natural  depth  is 
from  9  to  10  feet,  protected  by  a  north  pier  and  revetment  2,226  feet 
long  and  a  south  pier  and  revetment  1,847  feet  long.  Periodical 
dredging  is  necessary^  to  secure  the  projected  depth  of  16  feet.  The 
maximum  draft  which  on  June  30,  1909,  could  be  carried  over  the 
shoalest  point  in  the  improved  channel  was  12.6  feet. 

The  lake  commerce  at  this  port  for  1908  consisted  of  1,354  arrivals 
and  departures,  with  2,431  short  tons  of  cargo  valued  at  $340,000  and 
entirely  of  local  character.  The  local  freight  rates  by  vessel  to  Chi- 
cago are  about  20  per  cent  less  than  the  corresponding  rates  by  rail- 
road. 

The  following  table  gives  the  vessel  commerce  of  Pentwater  Harbor 
since  1900: 


Calendar  year. 

Freight 
received. 

Freight 
shipped. 

Total 
freight 
carded. 

Increase 

or 
decrease 

over 
previous 

year. 

1900 

Tm9. 

13,288 
1,000 
(«) 
8,675 
3,000 
1.128 
2,175 
875 
1,051 

row. 
16.465 

5,070 

(•) 

13,555 
12,423 

1,712 
11,238 

1,657 

1,359 

7Vm». 
29,753 
6,070 

22,230 
15,423 
2,840 
13,413 
2,532 
2,410 

1901 

—23.683 

1902 

(a) 

1903 

1904 

-  6,807 

1906 

-12,583 

1906    

+10,573 

1907 

-10,881 
-      123 

1908 

«  Not  reported. 

This  table  shows  that  during  the  calendar  years  1906,  1907,  and 
1908,  the  total  vessel  freight  movement  was  aoout  18,355  tons,  and 
the  records  of  this  office  show  during  the  same  years  a  total  expendi- 
ture by  the  United  States  of  $19,024,  or  $1.04  for  each  ton  of  vessel 
freight.  The  cost  to  the  United  States  is  evidently  unjustifiably 
great. 

The  conditions  at  Pentwater  Harbor  were  made  the  subject  of  a 
special  investigation  by  the  district  officer,  whose  report  was  referred 
for  review  by  wie  Board  of  Engineers  for  Rivers  and  Harbors.     After 
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considering  the  past,  present,  and  prospective  commerce  of  the 
locality,  the  sum  expended  on  its  improvement,  and  the  necessary- 
expense  attending  its  future  maintenance,  the  Board  expressed  the 
opinion  that  it  is  not  desirable  for  the  United  States  to  make  further 
expenditures  for  the  improvement  or  maintenance  of  this  harbor. 
Concurring  in  the  views  of  the  Board  and  in  compliance  with  section 
7  of  the  nver  and  harbor  act  of  March  3,  1899,  it  is  recommended 
that  further  appropriations  for  Pentwater  Harbor  be  discontinued. 

Since,  however,  runds  for  maintenance  have  been  specifically  pro- 
vided and  pending  action  by  Confess  providing  for  the  definite 
abandonment  of  the  improvement,  it  is  believed  that  dredring  and 
minor  repairs  to  afford  facilities  for  the  existing  commerce  shoiiJd  be 
done,  and  it  is  therefore  proposed  to  reserve  $10,000  for  repairs  and 
$6,000  for  dredging  in  1910  and  1911  from  the  allotment  made  avail- 
able from  the  appropriation  by  the  act  of  March  3,  1909. 

The  last  published  map  of  this  locality  is  found  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1884,  page  1980. 

WHITE  LAKB  HARBOR. 

July  1,  1908,  balance  unexpended $7,569.01 

Proceeds  of  sale  of  government  property 1, 150. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 16,000.00 

24,719.01 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      1,050.11 

July  1,  1909,  balance  unexpended 23,668.90 


July  1,  1909,  amoimt  covered  by  imcompleted  contracts 2, 490. 50 

Amount  (estimated)  required  for  completion  of  existing  project 21, 720. 00 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897.  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

PBNTWATSB  HARBOR. 

July  1, 1908,  balance  unexpended $3,355.31 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 16,000.00 


19,356.31 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement *68. 63 

July  1,  1909,  balance  unexpended 19,286.68 

Amount  (estimated)  required  for  completion  of  exdsting  project 26, 400. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

fl  See  consolidated  money  statement  on  page  742. 

f>  Exclusive  of  $1.33,  refundment  of  overpayment,  which  has  been  deducted  from 
expenditures  during  the  fiscal  year. 
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CONSOLIDATED. 

July  1,  1908,  balance  unexpended $10,924.32 

Proceeds  of  sale  of  government  property 1,160.00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 32,000.00 

44,074.32 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 118. 74 

July  1, 1909,  balance  unexpended «42,955.58 

July  1, 1909,  amount  covered  by  uncompleted  contracts 2, 490. 50 

Amoimt  (estimated)  required  for  completion  of  existing  project 48, 120. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 64,000.00 

SuDmitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  M  M  8.) 

5.  Ludington  Harbor ^  Michigan, — ^This  harbor  is  the  outlet  of  Pere 
Marquette  Kiver,  which  expands  into  Pere  Marquette  Lake  before 
emptying  into  Lake  Michigan.  In  1867.  before  improvement  was 
begun  bv  the  United  States,  the  outlet  rrom  Pere  Marquette  Lake 
to  Lake  Michigan  had  a  length  of  830  feet,  protected  by  diverging 
slab  piers.     The  entering  depth  was  7  to  8  feet. 

The  former  project  was  adopted  in  1867  and  modified  in  1885. 
1889,  1890,  and  1899.  In  its  final  form,  as  adopted  by  the  river  ana 
harbor  act  of  March  3,  1899,  it  provided  for  a  through  channel  183 
to  285  feet  wide  and  18  feet  deep,  protected  by  the  requisite  piers  and 
revetments.  The  estimated  amount  required  to  complete  the  re- 
vised project  was  $210,000.  The  development  of  the  harbor  has 
been  progressive,  the  changes  in  the  origmal  project  affecting  only 
the  length  of  the  piers,  their  direction  and  the  depth  between  them. 
It  may  therefore  be  said  that  the  estimated  cost  of  completion  of  that 
project  is  really  the  sum  of  the  above  amount  and  that  previously 
expended,  or  $591,055.91  in  all. 

To  June  30,  1909,  the  sum  of  $712,698.78  was  expended  upon  the 
original  project  and  its  subsequent  modifications.  Of  the  above, 
$579,870.79  was  expended  for  construction  and  $132,827.99  for  main- 
tenance. As  a  result  of  the  above  expenditure  there  now  exists  a 
reasonablv  reliable  18-foot  channel,  protected  by  piers  and  revet- 
ments. Annual  dredging  is  necessary,  however,  to  maintain  a  chan- 
nel 18  feet  in  depth  and  of  sufficient  width. 

The  present  project,  as  adopted  by  the  act  of  Congress  of  March  2, 
1907,  provides  for  an  interior  channel  18  feet  deep,  protected  by 

Eiers  and  revetments,  and  for  an  exterior  basin,  to  be  formed  by  two 
reakwaters  of  crib  construction,  each  1,800  feet  long,  400  feet  apart 
at  the  outer  ends  and  diverging  at  an  angle  of  90  degrees,  the  inner 

a  In  addition  to  this  amount,  the  sum  of  $69,000,  made  available  by  the  river  and 
harbor  act  of  March  3, 1909,  remains  unallotted. 

b  Since  the  preparation  of  this  estimate  these  harbors  have  been  made  the  subiect 
of  a  special  investigation  and  report,  as  a  result  of  which  they  are  now  regarded  as 
unworthy  of  further  improvement  by  the  United  States.  Pending  the  further  action 
by  Congress  in  the  premises,  this  estimate  may  be  omitted. 
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ends  of  the  breakwaters  to  be  connected  with  the  shore  by  suitable 
structures.  The  estimated  cost  of  this  project  was  $839,087.  A 
continuing  contract  for  the  construction  of  the  breakwaters,  not  in- 
cluding the  shore  connections,  was  entered  into  under  date  of  De- 
cember 10,  1907,  the  remaining  work  to  be  placed  under  contract  at 
a  later  date. 

The  amount  expended  under  the  present  project  to  June  30,  1909, 
was  $88,454.57,  all  of  which  was  for  new  work. 

Under  the  continuing  contract  the  following  work  was  done  during 
the  fiscal  year:  For  the  south  breakwater  five  additional  cribs,  each 
100  feet  long,  were  built,  six  cribs  were  sunk  on  their  pile  foundations, 
and  the  superstructure  was  completed  for  a  length  of  343  feet.  For 
the  north  breakwater  the  construction  of  four  cribs  was  completed, 
two  cribs  were  sunk,  and  the  construction  of  the  superstructure  was 
begun.  Under  the  head  of  maintenance,  the  damaged  inner  end  of 
the  north  pier  was  repaired,  and  590  linear  feet  of  that  pier  was 
strengthened  with  additional  piles.     The  filling  in  parts  of  the  south 

Eier  was  replenished.  The  channel  between  the  piers  was  deepened 
October  16-17  and  again  May  5-7  and  May  17-19  by  the  govern- 
ment dredge,  the  total  quantity  dredged  being  14,830  vards.  The 
dredging  in  May  was  occasioned  by  the  jsjrounding  on  May  3  of  the 
deep  draft  coal  barge  New  York,  The  Gulespie  was  at  once  ordered 
to  £udington  and  the  barge  was  released  May  5. 

The  existing  project  gives  authority  for  entering  into  continuing 
contracts  to  complete  the  improvement  at  a  cost  not  to  exceed 
$839,087,  of  which  amount  $519,087  remains  to  be  appropriated. 

The  original  project  for  the  interior  harbor  is  completed.  The 
proportion  of  the  project  of  1907  completed  to  June  30,  1909,  is  16 

Eer  cent.     The  maximum  draft  that  could  be  carried  at  the  end  of  the 
seal  year  was  19  feet. 

The  water-borne  commerce  at  this  harbor  has  averaged  for  the 
last  ten  years  1.329,878  short  tons,  and  in  1908  it  consisted  of  3,528 
entrances  and  clearances,  with  1^416,560  short  tons  of  cargo,  valued 
at  $149,553,000,  and  was  general  m  character.  The  local  freight  rates 
by  vessel  to  Chicago  are  about  29  per  cent  less  than  the  corresponding 
rates  by  railroad. 

Excluding  contract  obligations,  but  including  the  allotment  of 
$8,000  from  the  appropriation  of  tne  act  of  Marches,  1909,  there  is  at 
present  available  a  total  of  $9,161.84  besides  the  amount  necessarily 
reserved  for  contingencies,  and  this  amount  is  sufficient  to  pay  for 
needed  dredgii^  and  incidental  repairs  during  the  remainder  of  1909 
and  in  1910.  During  the  fiscal  year  ending  June  30,  1911,  there  may 
be  profitably  expended  the  following: 

For  continuing  improvement,  as  authorized,  under  continuing  contract |300, 000 

For  maintenance  by  dredging 6, 000 

For  maintenance,  incidental  repairs,  and  contingencies 6, 000 

Total 310,000 

The  report  upon  which  the  project  of  1907  is  based  is  printed  in 
House  Document  No.  62,  Fifty-ninth  Congress,  first  session. 

This  harbor  is  one  terminus  of  the  main  line  of  the  Pere  Marquette 
Railroad  Company,  which  operates  lines  of  car  ferries  from  this 
point  to  Manitowoc,  Wis.,  and  Milwaukee,  Wis.  Lines  of  passenger 
and  package  freight  steamers  also  make  regular  sailings  to  Milwaukee 
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and  Chicago.  The  busmess  done  by  the  car-ferry  Imee  is  of  enonnous 
and  constantly  increasing  importance  in  its  effect  upon  freight  rates 
to  and  from  the  Northwest.  It  is  desirable  to  give  to  the  car-ferry 
service  the  same  assurance  of  regularity  of  schedule  as  exists  in  the 
case  of  the  ordinary  railroad  lines.  At  present  difficulty  is  usually 
experienced  in  the  fall  and  winter  months,  due  to  the  narrowing  of 
the  channel  by  a  shoal  from  the  north.  The  car  ferries  are  large  and 
unwieldy  and  require  ample  sea  room.  A  narrow  channel  is  therefore 
impracticable,  and  to  insure  safety  and  regularity  to  the  service  re- 

Eeated  dredging  is  necessary,  for  which  the  United  States  seagoing 
ydraulic  dredge  is  now  available. 

The  effect  of  the  improvement  has  been  to  create  a  class  of  traffic 
which,  in  the  absence  of  a  deep  and  readily  available  channel,  could 
never  have  existed.  There  has  thus  been  provided  a  shorter  route  for 
the  products  of  the  upper  Mississippi  Valley,  which  has  the  additional 
ment^of  avoiding  the  congestion  usually  existing  on  the  railroads  at 
the  south  shore  of  Lake  Michigan.  Freight  rates  are  believed  to  have 
been  materially  reduced  by  this  route. 

July  1,  1908,  balance  unexpended 1161,731.67 

Amount  allotted  from  appropriation  by  river  and  harbor  act  of  March  3, 

1909 8,000.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 200, 000. 00 

369, 731.  67 
June  30,  1909,  amount  expended  dining  fiscal  year: 

For  works  of  improvement |87, 428. 06 

For  maintenance  of  improvement 3,567.87 

0  90,995.93 


July  1,  1909,  balance  unexpended 6278,735.74 

July  1,  1909,  outstanding  liabilitiee 500. 15 

July  1,  1909,  balance  available 278, 235. 59 


July  1,  1909,  amount  covered  by  uncompleted  contracts 251, 560. 11 

Amount  (estimated)  required  for  completion  of  existing  project 519, 087. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  exclusive  of  the  balance  unexpended  July  1,  1909: 

For  works  of  improvement $300, 000. 00 

For  maintenance  of  improvement 10, 000. 00 

310,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  9.) 

10.  Manistee  Harbor,  Michigan. — In  1866,  previous  to  the  begin- 
xiing  of  work  by  the  United  States,  the  entrance  to  this  harbor  was 
improved  by  slab  piers,  100  to  150  feet  apart,  built  by  local  enter- 
prise, a  navigable  depth  of  7  to  8  feet  being  thereby  maintained. 

The  project  adopted  in  1867  and  amended  in  1871, 1873, 1875, 1884, 
1890,  and  1892,  provides  for  a  channel  of  navigable  width  with  a 
depth  of  15  feet,  extending  from  Lake  Michigan  to  Manistee  Lake, 
protected  by  piers  and  revetments  at  the  entrance.    The  various 

a  Exclusive  of  1226.17  expended  account  Isthmian  Canal  Commission,  of  which 
$155.61  has  been  reimbursed. 

6  Inclusiye  of  $70.56  to  be  reimbursed  by  Isthmian  Canal  Commission. 
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modifications  of  the  original  project  merely  extended  its  limits, 
changed  the  proposed  length  of  the  piers,  and  the  proposed  depth 
from  12  to  16  feet.  Operations  have  been  progressive,  and  no 
work  under  any  project  not  essential  to  its  nnal  form  has  been 
done. 

To  June  30,  1909,  there  had  been  expended  $448,614.40,  of  which 
$329,996.18  was  for  construction  and  $118,618.22  for  maintenance. 

As  a  result  of  the  above  total  expenditure  to  June  30,  1909.  tiere 
had  been  built  2,906  hnear  feet  of  north  and  1 ,450  linear  feet  of  south 
pier  and  revetment,  the  width  between  the  piers  varying  between  150 
feet  inside  and  190  feet  at  the  outer  end  of  the  south  pier,  which  is 
250  feet  shorter  than  the  north  pier.  The  portion  of  the  north 
revetment  occupied  by  the  Manistee  and  Northeastern  Railroad 
Company,  referred  to  m  the  Annual  Report  of  the  Cliief  of  Engi- 
neers for  1899,  page  2940,  still  remains  without  repairs. 

The  act  approved  March  2,  1907,  changed  the  project  by  pro- 
viding for  improvement  in  accordance  with  the  report  submitted 
in  House  Document  No.  511,  Fifty-ninth  Congress,  first  session, 
which  contemplates  securing  a  uniform  depth  of  18  feet,  by  dredging 
to  a  depth  of  20  feet,  pier  extension,  revetment^  and  protection 
works,  at  an  estimated  cost  of  $147,488,  provided  satisfactory 
pledge  is  given  that  certain  private  and  municipal  work  will  be 
completed  within  a  reasonable  time>  that  land  for  the  improvement 
will  DC  donated,  and  that  the  United  States  will  be  protected  from 
claims  for  damages  which  may  result  from  the  work.  No  expendi- 
tures have  yet  been  incurred  on  account  of  the  modified  project, 
approved  March  2,  1907. 

The  following  is  a  summary  of  the  operations  during  the  past 
fiscal  year:  Dredging  under  contract  for  widening  the  channel  in 
the  river,  begun  June  22,  1908,  was  completed  July  11,  and  the 
channel  at  the  entrance  and  through  the  outer  bar  was  deepened 
November  12-23  by  the  Gillespie  to  20  feet.  Under  an.  emergencv 
contract,  dated  July  1,  parts  of  the  two  piers  were  refilled  with 
stone,  and  on  May  20  operations  under  contract  were  begun  for 
thoroughly  repairing  the  north  pier  between  stations  7  4-69  and 
12  4-  38.7.    All  these  operations  come  under  the  head  of  maintenance. 

Of  the  original  project  95  per  cent  is  completed,  and,  as  already 
stated,  no  work  has  yet  been  aone  upon  the  modified  project  of  1907. 
The  maximum  draft  which  on  Jime  30,  1909,  could  be  carried  was  15 
feet. 

The  vessel  commerce  at  this  port  for  the  last  ten  years  has  averaged 
526,956  short  tons,  and  in  1908  it  amoimted  to  2,116  entrances  and 
clearances  with  428,084  short  tons  of  cargo,  valued  at  $17,411,000, 
principally  local  in  character.  Definite  information  as  to  the  effect 
of  the  improvement  upon  freight  rates  could  not  be  obtained,  but 
the  local  Freight  rates  oy  vessel  from  Manistee  to  Chicago  are  about 
30  per  cent  less  than  the  corresponding  rates  by  railroad. 

As  the  conditions  precedent  to  beginning  work  imder  the  project  of 
1907  have  not  yet  been  met,  the  project  of  1892  remains  in  force. 
After  deducting  outstanding  obligations  and  contingencies,  a  balance 
of  $11,228.44  remains  avauable,  which  will  permit  dredging  at  the 
entrance  by  the  GiUespie  during  two  seasons  and  additional  repairs 
when  required. 
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During  the  year  ending  June  30,  1911,  there  may  profitably  be 
expended  for  maintenance  of  improvement  the  following: 

For  repair  of  outer  end  of  north  pier |2, 000 

For  incidental  repairs 5, 000 

For  dredging  at  entrance  by  Gillespie 5, 000 

For  dredging  in  upper  reaches  of  channel  by  contract 10, 000 

Total 22,000 

The  commerce  tributary  to  tliis  harbor  is  derived  principally  from 
the  salt  and  lumber  industries.  The  harbor  is  also  a  regular  port  of 
call  for  one  line  of  steamers  plying  from  Cliicago  to  points  upon  the 
east  shore  of  Lake  Michigan,  and  a  single  steamer  makes  stated  trips 
from  Manistee  to  Milwaukee.  There  are  three  railroads  running  into 
Manistee,  the  Pere  Marquette,  the  Manistee  and  Grand  Rapids,  and 
the  Manistee  and  Northeastern. 

Reference  to  reports  on  preliminary  examination  and  survey, 
ordered  by  the  river  and  harbor  act  approved  March  3,  1906,  will  be 
found  on  page  644  of  the  report  for  1906. 

The  last  published  map  of  this  locality  is  found  in  House  Docu- 
ment No.  611,  Fifty-ninth  Congress,  first  session. 

July  1,  1908,  balance  unexpended 129,549.27 

June  30,  1909,  amoimt  expended  during  fiscal  year  for  maintenence  of  im- 
provement       6, 138. 80 

July  1,  1909,  balance  unexpended 23, 410. 47 

July  1,  1909,  outstanding  liabilities 120.  26 

July  1,  1909,  balance  available 23,290.22 

July  1,  1909,  amount  covered  by  uncompleted  contracts 10, 604. 86 

Amount  (estimated)  required  for  completion  of  existing  project 122, 488. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 22, 000. 00 

Submitted  in  compliance  with  rec^uirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  MM  10.) 

11,  Harbor  of  refuge  at  Portage  Lake,  Manistee  County ^  Mich. — In 
1879,  when  work  was  begun  by  the  United  States,  there  was  a  channel 
4  feet  deep  and  130  feet  wide  between  slab  piers  built  by  local  enter- 
prise. 

The  approved  project,  adopted  in  1879  and  amended  in  1881  and 
1890,  contemplates  the  construction  of  a  harbor  of  refuge,  with  an 
entrance  from  Lake  Michigan  366  feet  wide  and  18  feet  deep,  pro- 
tected by  piers  and  revetments.  Estimated  cost,  revised  in  1897  and 
1899,  was  $344,300. 

The  modifications  of  the  original  project  have  in  no  way  changed  its 
scope,  so  that  essentially  the  project  is  to-day  as  when  ori^nally 
adopted.  All  expenditures  made  up  to  the  present  time  have  con- 
tributed to  the  completion  of  the  project  in  its  present  form. 

To  June  30,  1909,  there  had  been  expended  the  sum  of  $376,566.28, 
of  which  $264,129.21  was  for  construction  and  $122,437.07  for 
maintenance. 
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There  was  no  work  of  improvement  carried  on  at  this  harbor  during 
the  fiscal  year.  The  expenditures  were  incurred  for  surveying 
purposes. 

The  approved  project  is  completed  as  far  as  pier  construction  is 
concerned,  but  the  dredging  to  the  proposed  width  and  depth  re- 
mains as  yet  incomplete. 

The  harbor  structures  are  in  good  condition.  The  north  pier,  com- 
prising 114  feet  of  pile  work  in  wing  at  inner  end,  1,236  feet  of  pile 
work  along  channel,  and  851  feet  of  cribwork,  has  a  total  length  of 
2,200  feet  and  projects  1,210  feet  beyond  the  shore  line.  The  south 
pier,  comprising  1,399  feet  of  pile  work,  including  17  feet  of  wing  at 
east  end,  and  901  feet  of  cribwork,  has  a  total  len^h  of  2,300  feet  and 
projects  1,150  feet  beyond  the  shore  line. 

As  shown  hy  soundings  made  May  11-12,  the  maximum  draft  that 
could  be  carried  from  Lake  Michigan  to  Portage  Lake,  on  June  30, 
1909,  was  17  feet. 

The  vessel  commerce  at  this  harbor  for  1908  was  480  arrivals  and 
departures  with  3.441  short  tons  of  cargo,  valued  at  $147,000,  and  was 
entirely  local  in  cnaracter. 

This  harbor  is  one  practically  destitute  of  local  or  through  com- 
merce, and,  while  it  is  doubtful  whether  a  harbor  of  refuge  here  will 
ever  be  of  much  service,  no  just  conclusion  can  be  drawn  until  a 
channel  of  ample  depth  and  width  has  been  made  available.  Unless 
this  is  done  the  larger  class  of  vessels  can  not  use  the  harbor  and  the 
larffe  expenditures  already  made  will,  to  a  considerable  extent,  be 
useless.  The  only  way  to  arrive  at  a  satisfactory  determination  of 
the  Question  whether  or  not  vessels  will  turn  aside  from  the  usual 
vessel  course  in  order  to  take  shelter  here  is  to  complete  the  author- 
ized project,  and  an  estimate  for  this  purpose  and  for  maintenance  is 
accordingly  presented.  The  balance  at  present  available  is  about 
$2,900,  which  will  pay  for  a  short  period  of  dredging  by  the  Gillespie 
and  for  contingencies. 

The  estimate  of  funds  which  can  profitably  be  expended  in  the  fiscal 
year  ending  June  30,  1911,  is  as  follows: 

For  works  o!  improvement:  For  dredging  by  contract |15, 000. 00 

For  maintenance  of  improvement: 

For  dredging  in  1910  and  1911 16,000 

For  repairs  and  contingencies 5, 000 

11,000.00 


Total 26,000.00 

The  last  published  map  of  this  locality  is  found,  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1884,  page  1974. 

July  1, 1908,  balance  unexpended |3, 008.  22 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 74. 50 

July  1,  1909,  balance  unexpended 2,933.72 

Amount  (estimated)  required  for  completion  of  existing  project 15, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 26, 000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
■    *        -      -    - oil"" 


1897,  and  of  section  7  of  the  river  and  harbor  act  oi  1899. 
(See  Appendix  M  M  11.) 
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IS,  Arcadia  Harbor^  Michigan. — ^The  act  of  March  3,  1905,  appro- 
priated $6,000  for  the  improvement  of  this  harbor  in  accordance  with 
report  submitted  in  House  Document  No.  194,  Fifty-eighth  Congress, 
second  session. 

While  a  plan  was  submitted  for  rebuilding  the  piers  at  a  cost  of 
$90,390,  and  annual  maintenance  and  dredging  at  a  cost  of  $5,200,  the 
plan  that  was  reconmiended  and  approved  was  for  maintenance  of  the 
present  channel  by  dredging  only,  at  a  cost  of  $3,000  annually  for  a 
period  of  five  years,  at  the  end  of  which  time,  if  a  growth  of  the  com- 
merce had  been  manifested  such  as  to  warrent  larger  exi>enditures, 
the  plan  for  rt^dical  improvement  by  reconstruction  of  the  piers  could 
be  undertaken.  At  trie  time  of  the  survey,  September,  1902,  the 
depth  was  some  12  feet  in  a  narrow  and  ratter  duficult  channel,  pro- 
duced and  maintained  by  repeated  dredging  at  local  exi>ense,  and 
this  depth  was  subject  to  considerable  reduction  during  the  usual 
lowering  of  the  lake  surface  in  the  months  of  October  and  April,  so 
that  only  10  feet  could  be  safely  counted  on  as  the  navigable  depth. 
The  piers  terminate  at  the  10-foot  contour. 

To  June  30, 1909,  there  had  been  expended  $12,038.75  for  dredging. 

The  channel  was  surveyed  April  30  to  May  6,  1909,  and  the  avau- 
able  depth  between  the  piers  was  found  to  be  6.2  feet. 

Dredging  operations  under  contract  were  commenced  June  8  and 
completed  June  25,  and  resulted  in  restoring  a  channel  12  feet  deep 
and  50  feet  wide  from  the  inner  lake  to  Lake  Michigan.  The  dredged 
material  measured  13,888  cubic  yards. 

The  approved  project  is  completed  by  reason  of  the  expiration  of 
the  authorized  period  of  five  years  for  maintenance  by  dredging. 
The  benefit  resulting  from  the  nve  year's  dredging  operations  is  not 
of  a  lasting  nature.  The  effect  of  each  season's  dredging  was  always 
found  entirely  obliterated  in  the  following  spring,  and  it  can  not  oe 
expected  that  a  useful  channel  will  be  found  in  1910.  The  maxi- 
mum draft  that  could  be  carried  on  June  30, 1909,  was  12  feet. 

The  number  of  tons  of  various  articles  shipped  and  received  and 
the  entrances  and  clearances  ot  vessels  from  1894  to  1901,  inclusive, 
are  shown  on  page  576  in  Report  of  Chief  of  Engineers  for  1905. 

The  vessel  commerce  at  tnis  harbor  for  1908  was  2,975  short  tons, 
valued  at  $125,000,  and  entirely  local  in  character. 

The  act  of  March  3,  1909,  carried  an  allotment  of  $3,000,  being 
the  fifth  and  last  installment  under  the  project.  For  this  reason 
no  estimate  may  now  be  presented  to  cover  the  needs  of  the  fiscal 
year  ending  June  30, 191 1 . 

July  1,  1908,  balance  unexpended $461.52 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 3,000.00 

3,461.62 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement        500. 27 

July  1,  1909,  balance  unexpended 2,961.26 

July  1,  1909,  outstanding  liabilities 69.56 

July  1,  1909,  balance  available 2,891.70 

July  1,  1909,  amount  covered  by  uncompleted  contracts 2, 700. 00 

(See  Appendix  M  M  12.) 
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IS.  Frankfort  Harbor,  Michigan. — In  1867,  when  the  United  States 
began  work  of  improvement  at  this  harbor,  which  is  the  entrance  to 
Lake  Aux  Bees  Scies,  there  existed  an  outlet  about  750  feet  north 
of  the  present  channel,  affording  a  depth  of  3  to  4  feet  and  width  of 
70  to  80  feet  between  slab  piers,  built  by  local  enterprise. 

The  project,  adopted  in  1866  and  amended  in  1868,  1879,  and  1892, 
provided  for  a  new  outlet,  with  channel  12  feet  deep  and  200  feet 
wide,  protected  by  piers  and  revetments.  The  estimated  cost,  revised 
m  1897  in  compliance  with  the  river  and  harbor  act  of  June  3,  1896,  to 
cover  the  cost  of  securing  a  channel  18  feet  deep,  was  $413,659.85;  fur- 
ther revised  in  1899  to  $421,938.35.  Thechanges  in theoriginal  project 
have  been  in  effect  merely  extensions,  so  that  the  existing  project 
does  not  differ  in  kind  from  the  original  one.  All  expenditures  may 
therefore  justly  be  regarded  as  pertaining  to  the  present  project. 

To  June  30,  1909,  there  had  been  expended  the  sum  of  $443,710.61, 
of  which  $321,508.20  was  for  construction  and  $122,202.41  for  main- 
tenance. 

The  following  is  a  summary  of  the  operations  during  the  fiscal  year: 
The  contractors  for  the  extension  and  repair  of  the  south  pier  pre-. 

f>ared  the  foundation  of  the  new  crib  by  removing  the  shattered  40 
eet  of  the  old  work  and  preparing  the  foundation  for  the  additional 
60  feet  to  be  covered  by  tne  new  crib  and  completed  the  construction 
of  the  new  crib.  Most  of  this  work  was  done  before  the  close  of  the 
working  season  of  1908.  In  the  money  accounts  of  this  work  it  will 
be  assumed  that  60  per  cent  of  the  total  cost  of  this  crib  must  be 
assigned  to  new  work  and  40  per  cent  to  maintenance. 

tfnder  a  contract  dated  March  1,  for  repairing  the  south  pier 

between  stations  04-89.6  and  1  4-86.6,  operations  began  May  18,  but 

the  only  work  accomplished  to  the  end  of  the  fiscal  year  was  the 

removal  of  the  ruined  old  structure. 

Between  October  3  and  15  the  Gillespie  deepened  the  outer  ap- 

f>roach  to  20  feet.  On  March  12  the  available  depth  outside  was 
ound  to  be  18.5  feet,  and  between  the  piers  18.2  feet  in  a  very 
narrow  and  irregular  channel.  The  GiUesme  improved  this  condition 
April  28  to  May  15,  the  resulting  depth  being  19.3  feet.  The  total 
quantity  dredged  at  this  location  by  the  Gillespie  during  the  year  was 
54,716  cubic  yards. 
The  approved  project  is  about  95  per  cent  completed. 
The  total  expenditure  above  mentioned  has  resulted  in  the  creation 
and  maintenance  of  a  channel  18  feet  deep,  whose  natural  depth, 
or  depth  to  which  the  channel  would  probaoly  shoal  in  a  few  years 
without  dredging,  is  12  feet,  the  width  being  200  feet.  It  is  pro- 
tected by  a  north  pier  and  revetment  1,900  feet  long  and  a  south 
Eier  and  revetment  1,938  feet  long,  of  which  the  outer  400  feet  was 
uilt  by  the  Toledo  and  Ann  Arbor  Railroad  Company.  Dredging 
from  time  to  time  will  be  required  to  maintain  the  clepths  needed  for 
navigation.  The  maximum  draft  that  could  be  carried  June  30, 1909, 
was  19  feet. 

Practically  the  entire  coromerce  of  this  harbor  is  transacted  by  the 
car-ferry  lines  of  the  Ann  Arbor  Railroad,  which  has  its  northern 
terminus  at  this  harbor.  These  car  ferries  run  to  Kewaunee  and 
Marinette,  Wis.,  upon  the  west  shore  of  Lake  Michigan,  and  form  a 
highly  important  link  in  the  through  commerce  between  the  North- 
west and  the  Atlantic  seaboard.  The  importance  of  maintaining 
adequate  facilities  at  Frankfort  Harbor  is  manifest.    This  can  be 
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done  with  certainty  only  by  repeated  radical  dredging.  Pier  exten- 
sion unaccompanied  by  thorough  dredging  will  not  serve. 

The  water-borne  commerce  at  this  port  has  averaged  for  the  last 
ten  years  741,231  short  tons,  and  in  1908  it  amounted  to  1,330 
entrances  and  clearances  with  563,332  short  tons  of  cargo,  valued  at 
$61,419,000  and  for  the  most  part  general  in  character. 

The  available  balance  at  this  harbor  is  nearly  $10,000,  which  is 
sufficient  to  pay  for  dredging  by  the  Gillespie  until  June  30,  1911. 
For  the  maintenance  of  the  harbor  structures  until  that  time,  an 
appropriation  of  $6,800  is  reconmiended  and  $13,200  should  be 
appropriated  for  the  addition  of  100  feet  to  the  north  pier  to  com- 
plete the  project. 

The  last  published  map  of  this  harbor  is  found  in  the  Annual  Re- 
port of  the  Uhief  of  Engineers  for  1884,  page  1973. 

July  1,  1908,  balance  unexpended $35, 696. 54 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 6, 968. 80 

July  1,  1909,  balance  unexpended 28, 727.  74 

July  1,  1909,  outstanding  babilities 160. 28 

July  1,  1909,  balance  available 28,567.46 

July  1,  1909,  amount  covered  by  uncompleted  contracts 18, 844. 54 

Amount  (estimated)  required  for  completion  of  existing  project 13, 200. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  Jul]^  1,  1909 20, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  13.) 

14'  Charlevoix  Harbor  and  entrance  to  Pine  Lake,  iRcTiigan. — In 
1868,  when  the  first  estimate  for  improvement  was  made,  the  avail- 
able channel  in  Pine  River  between  Lake  Michigan  and  Round  Lake 
was  75  feet  wide  and  2  to  6  feet  deep.  Up  to  1873  the  local  authori- 
ties, with  some  assistance  from  the  State,  had  constructed  468  feet 
of  cribwork  in  the  north  pier  and  80  feet  of  cribwork  in  the  south 
pier,  and  the  available  depth  was  6  feet.  The  first  appropriation  by 
the  United  States  was  made  in  1876,  and  actual  operations  upon  the 
lower  channel  were  begun  in  the  fiscal  year  1878;  the  first  appropria- 
tion for  the  upper  channel  was  made  in  1882,  and  actual  work  begun 
in  1885.     The  total  estimated  cost  was  $186,000. 

The  original  project,  as  proposed  in  1868,  and  amended  in  1876 
and  1882,  provided  for  a  12-foot  channel  from  Lake  Michigan  to 
Round  Lake  (lower  channel),  between  piers  and  revetments,  100  to 
150  feet  apart,  and  from  Round  Lake  to  Pine  Lake  (upper  channel), 
between  revetments,  83  feet  apart.  The  following  provision  of  the 
river  and  harbor  act  of  June  13,  1902,  may  be  said  to  have  extended 
the  scope  of  the  original  project:  ''Improving  harbor  at  Charlevoix 
and  entrance  to  Pine  Lake,  Michigan:  Continuing  improvement, 
twenty  thousand  dollars,  to  be  first  expended  in  obtaining  a  uniform 
depth  of  channel  from  Lake  Michigan  to  Pine  Lake."  Ine  control- 
ling depth  of  the  lower  channel  in  June,  1902,  was  16.3  feet. 

The  amount  expended  under  the  existing  project  (not  including 
outstanding  UabiUties)  to  June  30,  1909,  was  $205,727.37,  of  which 
$80,205.04  was  for  construction  and  $125,522.33  for  maintenance. 
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No  works  of  improvement  have  been  in  progress  during  the  fiscal 
year,  and  the  amounts  expended  were  for  tne  payment  or  outstand- 
mg  liabiUties,  survey,  and  contingencies. 

About  70  per  cent  of  the  pier  construction  contemplated  by  the 
approved  project  has  been  completed,  the  work  remaining  to  be 
done  being  the  extension  of  the  south  pier  by  200  linear  feet.  The 
maximum  draft  that  could  be  carried  at  the  end  of  the  fiscal  year, 
as  shown  by  soundings  made  June  22-24,  was  16.7  feet. 

The  principal  traffic  tributary  to  this  harbor  is  furnished  by  the 
lumber  industry,  which  has  recently  been  growdng  greatly  in  impor- 
tance. The  sawmills  are  situated  at  Boyne  and  East  Jordan,  both 
at  the  upper  end  of  Pine  Lake,  the  outlet  for  which  is  through  both 
channels.  Due  to  the  fact  that  many  of  the  lumber-carrying  vessels 
do  not  clear  at  Charlevoix,  the  commercial  statistics  fail  to  disclose 
the  full  traffic,  which  is,  ho^^ever,  known  to  be  considerably  over 
1 ,000,000  tons.  Charlevoix  is  also  a  much-frequented  summer  resort, 
and  during  the  summer  season  two  steamboat  lines  make  regular 
and  frequent  calls  at  this  harbor.  There  is  in  addition  a  small  amount 
of  local  traffic.  A  depth  of  17  feet  at  zero  of  gauge  should  be  main- 
tained to  enable  the  larger  class  of  vessels  to  transact  their  business 
with  economy. 

The  lake  commerce  which  cleared  at  this  port  for  1908  was  384 
arrivals  and  departures^  with  45,211  short  tons  of  cargo,  vahied  at 
S2,643,000,  and  was  pnncipally  local  in  character.  As  stated  this 
is  considerably  less  than  the  true  total. 

At  present  there  is  available  a  balance  of  $20,848.84,  of  which  it  is 
proposed  to  apply  $4,000  for  the  repair  of  the  outer  200  feet  of  the 
south  pier  ana  $8,000  to  dredging  wnen  needed,  and  the  balance  will 
be  reserved  for  maintenance,  for  which  purpose  it  will  be  ample.  A 
better  sheltered  entrance  seems  desirable,  and  for  this  purpose  it 
would  be  wise  to  complete  the  south  pier  as  authorized,  for  which  an 
appropriation  of  $23,750  is  recommended  for  the  fiscal  year  ending 
June  30,  1911. 

The  report  upon  a  survey  made  with  a  view  to  obtaining  a  16-foot 
channel  is  published  in  full  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1897,  pages  2953-2954,  and  is  also  printed  with  a  map 
in  House  Document  No.  144,  Fiftv-fourth  Congress,  second  session. 

Report  of  the  examination  authorized  bv  the  river  and  harbor  act 
approved  June  13,  1902,  has  been  printed  as  House  Document  No. 
222,  Fifty-eighth  Congress,  second  session. 

Defijiite  information  as  to  the  effect  of  the  improvement  on  freight 
rates  could  not  be  obtained. 

July  1,  1908,  balance  unexpended ' 118,990.12 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 6,000.00 

24, 990. 12 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement       4,097.84 

July  1,  1909,  balance  unexpended 20,892.28 

July  1,  1909,  outstanding  liabilities 43.44 

July  1,  1909,  balance  available 20,848.84 
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Amount  (estiinated)  required  for  completion  of  existing  project $23, 750. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  Jime  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  imexpendea 
July  1,1909 23,750.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime 
4,  1897. 

(See  Appendix  M  M  14.) 

IB,  PetosJcey  Harbor,  MicMgan, — Before  work  at  this  harbor  was 
begun  bv  the  United  States  its  landing  pier  was  exposed  to  winds 
coming  from  between  west  and  northwest,  and  in  high  gales  it  was 
dangerous  to  attempt  a  landing. 

A  project  was  adopted  in  the  river  and  harbor  act  of  August  18, 
1894,  which  provided  for  constructing  a  breakwater  60O  feet  long 
about  600  feet  west  of  the  outer  end  of  the  landing  pier  and  another 
north  of  it  500  feet  long,  or  as  much  longer  as  might  be  found  neces- 
sary to  cover  the  landing  from  all  dangerous  seas.  Work  was  begun 
in  1896.     Estimated  cost  was  $170,000. 

In  1902  the  west  breakwater  had  been  built  for  a  length  of  400 
feet  and  the  north  breakwater  for  a  length  of  200  feet.  Investiga- 
tion havinc;  shown  that  the  north  breakwater  was  too  near  the  wharf 
and  that  the  entrance  between  the  two  breakwaters  was  too  narrow, 
the  project  was  modified  under  authority  conferred  by  the  act  of 
June  13,  1902,  so  as  to  provide  for  the  removal  of  the  north  break- 
water and  the  extension  of  the  west  breakwater,  the  final  cost  not  to 
exceed  the  amount  estimated  to  complete  the  original  project,  viz, 
$170,000. 

The  amount  expended  under  the  original  project  and  as  modified  * 
in  1902  up  to  June  30,  1909,  has  been  $125,500,  of  which  $118,239.40 
was  for  new  work  and  $7,260.60  for  maintenance. 

There  has  been  no  work  of  improvement  in  progress  during  the 
fiscal  year;  the  sum  of  $8.34  was  expended  for  contingencies. 

The  breakwater  as  now  existing  nas  a  total  length  of  1,345  feet, 
consisting  of  445  feet  of  stoneworK  and  900  feet  of  cribwork.  The 
amount  expended  for  construction  constitutes  about  70  per  cent  of 
the  estimated  cost  of  the  project. 

The  lake  commerce  which  cleared  at  this  port  for  1908  was  20 
entrances  and  departures  with  858  short  tons  of  cargo,  valued  at 
$212,000,  entirely  localin  character. 

The  stone  portion  of  the  breakwater  is  in  bad  condition,  and  for 
the  purpose  of  restoring  its  efficiency  an  appropriation  of  $5,000,  for 
maintenance,  is  recommended  for  the  fiscal  year  ending  June  30, 
i911,  as  well  as  $15,000  for  the  addition  of  100  feet  to  the  break- 
water, which  it  is  believed  will  answer  all  local  needs. 

Definite  information  as  to  the  effect  of  the  project  on  freight  rates 
could  not  be  obtained. 

July  1,  1908,  balance  unexpended $8.34 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 8.  34 

Ajnount  (eetimated)  required  for  completion  of  existing  project 56, 900. 00 
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i Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance $20, 000. 00 
Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  M  M  15.) 

16,  U,  8.  dredge  General  Gillespie.^^ — This  dredge  is  of  the  seagoing 
suction  type,  and  was  built  in  1904  for  use  at  the  harbors  on  the  east 
shore  of  Lake  Michigan. 

Since  March  1,  1909,  the  work  of  this  dredge  has  been  closelv  super- 
vised and  verified.  Under  extremely  favorable  conditions  this  boat 
has  been  able  to  move  a  maximum  of  sUghtly  more  than  4,000  cubic 
yards  in  eight  hours  of  actual  work,  but  the  average  at  all  harbors 
and  xmder  all  circumstances  is  about  3,000  yards  per  day  of  eight 
hours. 

For  dredging  under  precisely  the  same  conditions  in  the  past  the 
contract  cost  with  dipper  dredges  has  been  as  high  as  25  cents  per 
cubic  yard,  and  then  work  outside  the  piers  was  never  possible  until 
about  the  1st  of  June,  whereas  the  GiUesme  works  in  the  most  exposed 
places  at  any  and  all  seasons.  The  final  average  cost  of  her  work  for 
the  period  considered  is  7.618  cents  per  cubic  yard,  and  this  is  believed 
to  fairly  represent  the  cost  of  dredging  under  the  conditions  existing 
in  this  district.  When  compared  with  the  performance  of  similar 
machines  on  the  seacoast,  the  cost  may  seem  high ;  but  the  circum- 
stances under  which  this  dredge  is  obliged  to  work — such  as  insuffi- 
cient depth  of  water,  etc. — affect  unfavorably  the  final  cost  per  unit. 

A  description  of  the  boat  and  a  tabular  statement  of  the  results  of 
operating  the  GiUesme  from  March  19,  1909,  to  June  30,  1909,  may  be 
found  in  Appendix  M  M  16  of  this  report. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  DETROIT,  MICHI- 
GAN, DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  C.  McD.  Townsend, 
Corps  of  Engineers,  having  under  his  immediate  orders  Capt.  G.  R. 
Spalding,  Corps  of  Engineers,  to  July  27,  1908.  Division  engineer. 
Col.  W.  li.  FisK,  Corps  of  Engineers. 

1 .  Sliiv  channel  connectiTig  waters  of  the  Great  LaTces  between  Chi- 
cago, Duluthj  and  Buffalo, — In  its  natural  state  the  channel  connecting 
Lake  Superior  and  Lake  Huron  was  obstructed  by  the  rapids  of  the 
St.  Marys  River,  and  navigation  through  other  connecting  channels 
was  difficult  and  dangerous  for  boats  drawing  8  feet.  In  1855  the 
State  of  Michigan  completed  a  canal  at  Sault  Ste.  Marie,  with  locks 
which  were  350  feet  long,  70  feet  in  width,  and  about  12  feet  in  depth 
on  the  miter  sills.  Prior  to  the  civil  war  the  channels  through  Lake 
George  on  the  St.  Marys  River  and  through  the  St.  Clair  Flats  at  the 
outlet  of  St.  Clair  River  were  deepened  to  12  feet  by  the  General 
Government. 

When  the  construction  of  the  Weitzel  lock  was  undertaken,  pro- 
viding for  a  navigable  depth  of  16  feet,  it  became  necessary  to  in- 
crease channel  depths  not  only  at  the  localities  above  mentioned,  but 

a  The  name  of  this  dredge  has  been  changed  to  the  General  0,  0,  Mead*, 
0001—BNG  1909 48 


Digitized  by  VjOOQ IC 


754  BBPOBT  OP  THE  CHIEF  OP  ENGINEBBS,  U.  8.  ABMY. 

also  at  other  localities  on  the  St.  Marys  River  and  Detroit  River. 
These  improvements  were  made  under  specific  appropriations  for 
the  localities  where  the  work  was  required,  as  explained  elsewhere 
in  this  report  under  the  heads  of  St.  Marys  River,  Hay  Lake,  St. 
Clair  Flats,  and  Detroit  River  improvements. 

When  in  1890  the  construction  of  the  Poe  lock  was  imdertaken, 
providing  for  a  depth  over  the  miter  sill  of  21  feet  at  mean  lake  levels, 
a  deepemng  of  the  channel  at  other  locaUties  became  necessary,  and 
the  river  and  harbor  act  of  July  13,  1892,  authorized  an  expenditure 
of  $3,340,000  for  a  ship  channel  'Hwenty  and  twentv-one  feet  deep, 
and  a  minimum  width  of  300  feet  in  the  shallows  or  the  connecting 
waters  of  the  Great  Lakes,"  at  locaUties  not  especially  provided  for 
by  the  then  existiti^  appropriations. 

This  project  originally  provided  for  improvements  at  eight  local- 
ities, i.  e.,  (1)  at  Round  Island  shoals  in  tne  upper  St.  Marys  River; 
(2)  in  Little  Mud  Lake,  St.  Marys  River;  (3)  at  Sailors  Encampment, 
St.  Marys  River;  (4)  in  Mud  LaKe,  St.  Marys  River;  (6)  at  the  foot  of 
Lake  Huron;  (6)  at  the  mouth  of  the  St.  Clair  River;  (7)  at  entrance 
to  the  Detroit  River  in  Lake  St.  Clair,  and  (8)  at  the  mouth  of  the 
Detroit  River.  By  1897  channels  300  feet  wide  and  20  feet  deep  at 
mean  lake  level,  as  determined  by  gauge  readings  up  to  the  time  of 
the  adoption  of  the  project,  had  been  secured  at  a  cost  of  $2,212^000. 

The  sundry  civil  act  of  June  4,  1897,  authorized  the  expenditure 
of  the  balance  of  the  appropriation  for  the  maintenance  of  the  project 
and  its  further  extension  to  localities  where  recent  surveys  had 
shown  that  greater  depths  were  necessary.  Since  1898,  therefore,  the 
expenditures  from  the  available  balance  of  the  appropriation  have 
been  for  widening  and  deepening  the  channels  of  the  original  project 
and  for  the  removal  of  isolated  shoals,  usually  of  small  area,  which 
have  been  found  to  interfere  with  the  safe  navigation  of  the  channel 
by  the  larger  and  deeper  draft  vessels  now  in  commission.  The  prin- 
cipal additional  works  thus  accomplished  have  been  the  widening  of 
channel  at  Round  Island  shoals  and  the  removal  of  the  Vidal  shoals 
in  the  upper  St.  Marys  River,  Squaw  Island,  and  Sweet  Point  shoals 
at  the  mouth  of  the  St.  Marys  River,  Crab  Island  shoal  in  Detour 
Passage,  the  shoal  in  the  St.  Clair  River  at  the  mouth  of  the  Black, 
the  St.  Clair  Middle  Ground  shoal  in  the  St.  Clair  River  opposite  the 
city  of  St.  Clair,  and  Squirrel  Island  shoal  in  the  same  river.  In 
addition  a  new  channel  west  of  Stag  Island,  St.  Clair  River,  haa  been 
opened  by  the  removal  of  several  shoals  interfering  with  deep-draft 
navigation,  and  considerable  work  in  the  Detroit  River  has  been 
done  that  was  not  contemplated  in  the  original  project. 

Since  1892  the  levels  of  Lakes  Huron,  St.  Clair,  and  Erie  have  been 
almost  continuously  below  the  plane  adopted  as  mean  lake  level  at 
the  time  of  the  autnorization  of  the  original  project  and,  as  a  conse- 
quence, the  actual  draft  available  throughout  the  improved  channels 
has  varied  from  17  to  19  feet.  The  slopes  of  the  St.  Marys  River 
have  also  been  affected  by  the  dredging  of  channels  through  it.  On 
account  of  these  facts  a  new  datum  for  the  various  improvements  was 
adopted  in  1902.  This  new  datum  plane  is  that  of  tne  low  water  of 
1895,  which  varies,  as  explained  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1904,  page  562,  from  2  to  3  feet  below  the  mean 
lake  levels.  In  addition  to  the  annual  variations  in  levels  the  mean 
monthly  levels  may  vary  from  4  inches  to  2  feet  in  a  single  year,  and 
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daily  variations  in  the  water  surface  may  amount  to  2  feet  in  variable 
weather,  or  even  to  6  and  8  feet  in  severe  storms,  on  Lakes  Superior 
and  Erie. 

The  total  expenditure  on  the  improvements  to  June  30,  1909,  was 
$3,340,000.  With  this  expenditure  and  specific  appropriations  for 
special  localities,  channels  not  less  than  300  feet  in  width,  with  depths 
varying  from  20  to  23  feet  below  mean  lake  leyels,  have  been  con- 
structed, connecting  the  waters  of  the  Great  Lakes  between  Chicago, 
Duluth,  and  Buffalo,  as  called  for  by  the  project. 

The  river  and  harbor  act  of  March  3,  1909,  appropriated  $26,000 
for  maintenance  and  surveys,  and  $63.14  were  expended  during  the 
fiscal  year. 

The  only  work  done  during  the  fiscal  year  ending  June  30,  1909, 
has  been  the  making  of  surveys  of  Round  Island  Middle  ground, 
St.  Marys  River,  and  the  enforcement  of  rules  and  regulations  for 
navigating  Stag  Island  channel  in  St.  Clair  River. 

The  amount  of  freight  carried  through  the  St.  Marys  River  section 
of  the  channel  during  the  navigation  season  of  1908  was  41,390,657 
freight  tons,  valued  at  $470,141,318,  exclusive  of  local  traflSc  amount- 
ing to  about  1,500,000  tons.  Statistics  of  traffic  through  the  St. 
Clair  Flats  Canal  indicate  that  50,586,560  tons  of  freight  passed 
through  this  section,  while  that  passing  Detroit  River  amounted  to 
54,086,760  tons,  valued  at  $614,425,480. 

It  is  believed  that  to  attribute  to  the  improvement  in  channels  the 
difference  in  freight  rates  of  1900  (1.18  mills  per  mile-ton)  and  1908 
(0.69  mills  per  mile-ton)  would  not  exaggerate  the  effect  of  the  im- 
provement, especially  in  view  of  the  fact  that  the  greater  permissible 
draft  has  proauced  vessels  of  greater  tonnage,  the  carrying  capacity 
of  freight  steamers  having  increased  from  8,^0  tons  in  1900  to  13,000 
tons  in  1907. 

July  1, 1908,  balance  unexpended 11,530.45 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 25,000.00 

26,530.45 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $1, 530. 45 

For  maintenance  of  improvement 63. 14 

1,593.59 

July.  1,  1909,  balance  unexpended 24, 936. 86 

(See  Appendix  N  N  1.) 

S.  St  Marys  River  (U  the  falls,  Michigan. — The  St.  Mai^B  rapids 
are  about  one-half  mile  wide  and  three-fourths  of  a  mile  long. 
The  fallj;anges  from  16J  feet  to  20i  feet  with  varying  stages  of 


water.  The  water  surface,  usually  changing  slowly,  may  have  an 
extreme  range  of  6  feet  in  a  few  hours,  and  the  monthly  mean  eleva- 
tion of  the  surface  may  change  as  much  as  2  feet  in  one  year,  or  4 
feet  during  forty  years. 

Commercial  navigation  of  the  falls,  or  rapids,  of  this  river  at 
Sault  Ste.  Marie  was  impracticable  until  1855,  when  the  State  of 
Michigan  constructed  a  canal  which  provided  a  navigable  channel 
for  vessels  whose  draft  was  11.5  feet  at  mean  stage  of  water,  at  a 
cost  of  about  $1,000,000,  the  proceeds  of  750,000  acres  of  land  granted 
by  the  United  States  Congress.    This  improvement  was  completed  in 
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1855,  the  double-lift  lock  having  tandem  chambers  350  feet  long  and 
70  feet  wide,  with  gate  opemngs  of  70  feet  arranged  for  9  feet 
average  lift  at  each  lock,  and  the  canal  being  about  5,700  feet  long, 
with  an  available  width  of  64  feet  and  a  top  width  of  100  feet.  The 
commerce  in  1870  was  about  540,000  tons  per  year. 

In  1870  the  United  States  entered  upon  a  project  for  increasing 
the  canal  to  at  least  100  feet  width,  replacing  the  stone  slope  walls 
with  timber  revetment  piers,  building  a  new  lodL  and  providing 
for  16  feet  draft.  This  lock  (now  known  as  the  Weitzel  lock)  was 
opened  to  traffic  in  1881,  its  single  chamber  being  515  feet  long  and 
80  feet  wide,  narrowed  at  gate  openings  to  60  feet  and  arranged  for 
18  feet  average  lift.  The  cost  of  the  work  from  1856  to  1885,  inclu- 
sive, was  $2,625,692,  includinfj  $10,000  diverted  from  the  1864  Great 
Lakes  appropriation.  A  rapidly  increasing  commerce  developed  as 
a  result  of  these  improvements. 

The  project  presented  in  reports  dated  October  18  and  December 
22,  1886,  provided  for  building,  on  the  site  of  the  old  state  locks,  a 
new  lock  with  a  single  lift  of  16  to  21  feet,  the  chamber  being  800 
feet  long  by  100  feet  wide,  with  21  feet  of  water  at  mean  stage  on 
the  miter  sills;  also  for  deepening  the  canal  and  its  approaches,  all  at 
an  estimated  cost  of  $4,738,865.  By  authority  of  river  and  narbor 
act  of  August  5,  1886,  work  under  this  project  was  be^un,  and  the 
essential  features  of  tne  project  were  so  far  completed  m  1896  as  to 
permit  the  new  lock  to  be  opened  to  navigation  August  3  of  that  year. 
This  lock  has  since  been  known  as  the  Poe  lock.  Later  work  has 
consisted  in  completing  the  deepening  of  the  canal  and  its  approaches, 
rebuilding  and  extending  canal  piers,  grading  and  improvmg  canal 
grounds,  etc. 

The  river  and  harbor  act  of  June  13,  1902,  authorized  the  following 
diversions  from  existing  fimds,  namely,  $20,000  for  special  improve- 
ment at  Sailors  Encampment,  $20,000  for  salaries  and  expenses  of  the 
International  Waterways  Commission,  and  $86,491.28,  the  amount 
required  to  complete  certain  improvements  at  St.  Clair  Flats  Canal, 
for  which  existing  fimds  pertaining  to  the  latter  work  were  insuffi- 
cient. The  act  a&o  provided  for  extending  the  work  at  the  falls  so  as 
to  include  widening  and  further  improvement  of  the  canal  above  the 
locks,  in  accordance  with  the  project  submitted  in  House  Document 
No.  128,  Fiftynsixth  Congress,  second  session,  but  made  no  additional 
appropriation  therefor. 

The  river  and  harbor  act  of  March  3, 1905,  authorized  the  expendi- 
ture imder  continuing  contract  of  $1,020^00  for  widening  canal  as 
proposed  in  project  submitted  in  House  Document  No.  215,  Fifty- 
eighth  Congress,  third  session.  Of  this  $1,020,000  there  remains  to 
be  appropnated  $25,000,  and  this  amount  can  be  profitably  expended 
during  the  fiscal  year  ending  Jxme  30,  1911,  to  be  applied  to  rock  and 
earth  excavation,  concrete  revetment  walls,  timber  piers,  filling,  mov- 
able dams,  including  head  gates,  and  to  superintendence  and  contin- 
gencies, all  in  accordance  with  project  above  mentioned. 

The  river  and  harbor  act  of  March  2, 1907,  adopted  a  project  for  the 
construction  of  a  new  lock,  with  a  separate  canal,  in  accordance  with 
''plan  3,"  set  forth  in  House  Document  No.  333,  Fifty-ninth  Congress, 
second  session,  at  an  estimated  cost  of  $6,200,000,  of  which  $1,625,000 
has  been  appropriated  and  the  balance  ($4,575,000)  authorized  to  be 
expended  imder  continuing  contract,  but  not  yet  appropriated. 
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During  the  fiscal  year  the  work  of  widening  the  present  canal  has 
been  continued  and  287,163  cubic  yards  of  earth  and  rock  excavated 
and  2,253  cubic  y;ards  of  concrete  placed  in  canal  walls.  A  contract 
for  the  construction  of  the  superstructure  of  the  movable  dam  was 
executed  May  8,  1909,  but  the  delivery  of  the  material  has  not  been 
commenced. 

Work  on  the  new  lock  and  canal  has  consisted  in  the  construction 
of  the  cofferdam  around  the  lock  pit  and  the  excavation  of  97,733 
cubic  yards  on  the  site  of  the  lock. 

The  additional  appropriation  recommended  will  be  applied  to  lock 
excavation,  pimiping,  lock  masonry,  machinery,  gates,  canal  exca- 
vation, engineering,  office  expenses,  and  contingencies. 

The  total  expenditures  to  June  30,  1909,  imder  present  project  for 
general  improvement  are  $5,021,258.45,  of  which  amoimt  $20,000  was 
applied  to  Sailors  Encampment,  $1,704.22  to  expenses  of  Inter- 
national Waterways  Commission,  and  $86,491.28  to  the  St.  Clair 
Flats  Canal,  leaving  an  imexpended  balance  of  $745,871.74.  The 
balance  of  the  $20,000  diversion  ($18,295.78  not  included  in  total  ex- 
penditures) for  International  Waterways  Commission  was  trans- 
ferred to  the  Commission. 

Expenditures  to  June  30,  1909,  for  new  lock  and  canal  were 
$202,093.35,  leaving  an  imexpended  balance  of  $1,422,906.65. 

The  commerce  passing  the  falls  during  the  navigation  season  of 
1908,  a  period  of  seven  months  and  twenty-five  days,  amounted  to 
41,390,557  tons  of  freight,  valued  at  $470,141,318.  The  number  of 
passengers  reported  during  the  same  period  was  53,287. 

More  detailed  information  may  be  found  in  Annual  Report  of  the 
Chief  of  Engineers  for  1886,  pages  1792  to  1808,  and  for  1907,  page 
2034  (historical  notes). 

CANAL  WIDENING,  ETC. 

July  1,  1908,  balance  unexpended $803,491.49 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 225, 000. 00 

1,088,491.49 
June  30,  1909,  amount  expendol  during  fiscal  year,  for  works  of  im- 
provement  0  342,619.75 

July  1,  1909,  balance  unexpended 745,  871.  74 

July  1,  1909,  outstanding  liabilities 62,533.00 

July  1, 1909,  balance  available 683,338.74 

July  1,  1909,  amount  covered  by  uncompleted  contracts 463, 758. 17 

Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Jul3rl,  1909 26,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

o  Includes  the  following  accounts  paid  by  Treasury  Department: 

Account  of  Duluth,  South  Shore  and  Atlantic  Railway  CJompany $5, 985.  86 

Account  of  Michigan  Central  Railroad  Company 13. 02 

Account  of  Minneapolis,  St.  Paul  and  Sault  Ste.  Marie  Railroad  Company.  208.  20 
Transferred  to  appropriation  for  survey  of  Northern  and  Northwestern 

Lakes  for  Poe  lock  orawings 1,044.00 

7,25L08 
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NBW  LOOK  AND  OANAL. 

July  1,  1908,  balance  unexpended $1,145,712.20 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 425, 000. 00 

1,570,712.20 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement         147,805.55 

July  1,  1909,  balance  unexpended 1,422,906.65 

July  1,  1909,  outstanding  liabilities 5,164.00 

July  1,  1909,  balance  available 1,417,742.65 

July  1 ,  1909^  amount  covered  by  imcompleted  contracts 1, 772, 00 

Amount( estimated)  required  for  completion  of  existing  project 4, 575, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 1,100,000.00 

SuDmitted  in  compliance  with  requirements  of  sundry  dvil  act  of 
June  4, 1897. 

00N8OLIDATBD. 

July  1,  1908,  balance  unexpended $2,009,203.69 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 650, 000. 00 

2,659,203.69 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement         490,425.30 

July  1,  1909,  balance  unexpended 2,168,778.39 

July  1,  1909,  outstanding  liabilities 67,697.00 

July  1,  1909,  balance  available 2,101,081.39 

July  1,  1909,  amount  covered  by  uncompleted  contracts 465, 530. 17 

Amoimt  (estimated)  required  for  completion  of  existing  project 4, 600, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  imex- 
pended  July  1,  1909 1,125,000.00 

SuDinitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  N  N  2.) 

5.  Operating  and  care  of  St  Marys  Falls  Carud,  Michigan. — ^The 
former  conditions  and  the  results  of  the  improvement  are  the  same  as 
above  stated  for  St.  Marys  River  at  the  falls. 

The  service  of  operating  and  care  is  provided  for  by  the  permanent 
indefinite  appropriation  n>r  operating  and  care  of  canals  and  other 
works  of  navigation  under  the  provisions  of  section  4  of  the  river  and 
harbor  act  of  July  6, 1884,  as  amended  and  reenacted  by  section  6  of 
the  river  and  haroor  act  of  March  3,  1909. 

The  total  expenditure  on  this  accoimt  from  1881,  when  the  Weitzel 
lock  was  first  put  in  service,  to  Jime  30, 1909  (excluding  $8,663.55  out- 
standing Uabilities),  amoimted  to  $1,707,734.96,  of  which  $106,514.26 
related  to  operations  for  the  fiscal  year. 

During  the  fiscal  jehv  ending  June  30, 1909,  the  United  States  canal 
was  open  to  navigation  two  hundred  and  thirty-eight  days,  the  closed 
season  being  from  December  14, 1908,  to  April  19, 1909,  mclusive.  A 
total  of  11,164  vessels,  aggregating  25,481,838  registered  tons,  and 
carrying  32,757,486  tons  of  height  and  23,101  passengers,  passed 
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through  the  locks  in  7,671  lockages.  The  Canadian  canal  at  Sault  Ste. 
Marie,  Ontario,  open  two  hundred  and  thirty-nine  days,  made  3,894 
lockages  and  passed  5,202  vessels,  with  an  aggregate  registered  ton- 
nage of  10,772^659,  and  carrying  14,748,113  tons  o1  freight  and  30,912 
passengers.  The  combined  tramc  through  the  two  canals  amounted 
to  47,505,599  tons  of  freight  and  54,013  passengers. 

The  principal  items  of  freight  during  the  past  fiscal  year  through 
both  canals  were:  Iron  ore,  29,993,864  tons;  coal,  10,482,117  tons; 
flour,  6,218,237  barrels;  wheat,  102,602,007  bushels;  other  grain, 
45,347,674  bushels;  lumber,  487,779  M  feet  b.  m.;  and  general  mer- 
chandise, 960,256  tons. 

Other  statistics  in  relation  to  this  traffic  and  commerce  for  the 
calendar  season  of  1908  are  summarized  in  the  following  statements: 

Summary  of  St.  Marys  River  comiYierce^  via  American  and  Canadian  canals,  during  the 
calendar  season  of  1908  y  viz,  from  April  21  to  December  15, 1908,  a  period  of  two  hundred 
and  thirty-nine  days. 

Total  freight  carried,  tons |41, 390, 567 

Total  tons  net  register 31, 091, 730 

Total  mile-tons 34,853,548,177 

Total  valuation  placed  on  freight  carried ^470, 141, 318 

Total  amount  paid  for  freight  transportation $23, 903, 244 

Total  number  of  registered  vessels  using  canals 806 

Total  number  of  passages  by  imregistered  crafts  carrying  freight 286 

Total  valuation  placed  on  registered  vessels $111,697,000 

Total  number  of  passengers  transported 53,287 

Average  distance  freight  was  earned,  miles 842 

Average  cost  per  ton  for  freight  transportation $0. 58 

Average  cost  per  mile  j>er  ton,  mills .69 

Average  value  per  ton  of  freight  carried $11. 36 

Time  American  canal  was  operated,  days 231 

Time  Canadian  canal  was  operated,  days 239 

Freirfit  carried  by — 

Registered  vessels,  tons 41, 368, 618 

XJnre^stered  vessels,  tons 21, 939 

Amencan  vessels,  per  cent 93 

Canadian  vessels,  per  cent 7 

Passengers  carried  by — 

American  vesseis,  per  cent 89 

Canadian  vessels,  per  cent 61 

Average  number  of  vessels  passing,  per  day,  through — 

Poelock 81 

Weitzellock 20 

Canadian  lock 22 

Poe,  Weitzel,  and  Canadian  lorks 76 

Freight  traffic  by  calendar  years. 


Tons. 

Tons. 

1881 

1.667,741 
2.029.521 
2,2*^7,105 
2.874.557 
3,266,628 
4,527,759 
6,494,649 
6,411.423 
7,516,022 
9,041,213 
8,888,759 
11,214,333 
10,796,672 
13,196,860 

1896 

16,062,580 

1882 

1896 

16,239.061 

1883 

1897 

18,982,766 

1884 

1898 

21,234,664 

1885  

1899 

25,266,810 

1886 

1900 

26,643,073 

1887   

1901 

28,403,066 

1888       

1902 

36,961,146 

1889 

1903 

34,674,437 

1890 

1904 

31,646,106 

1891 

1905 

44,270,680 

1892 

1906 

61,761,080 

1893 

1907 

68,217,214 

1804 

1908 

41,390,667 
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For  effect  of  channel  improvement  on  freight  rates,  see  remarks 
under  this  head  in  report  of  ship  channel  connecting  waters  of  the 
Great  Lakes  between  Chicago,  Dutluth,  and  Buffalo. 

(See  Appendix  N  N  3.) 

If.,  Hay  Lake  and  Neebish  channels,  St  Marys  River^  Michigan. — 
The  original  condition  of  this  waterway  included  rapids  and  shoals 
characteristic  of  St.  Marys  River,  and  though  passable  for  small  craft 
having  a  draft  of  from  3  to  5  feet,  the  channel  was  not  navigable  in 
a  commercial  sense,  and  the  route  of  vessels  through  the  St.  Marys 
River  was  by  way  of  Lake  George.  The  water  surface,  usually  vary- 
ing slowly,  may  have  a  rise  or  fall  of  2  feet  during  a  severe  storm, 
and  the  monthly  mean  elevation  of  water  surface  may  change  as  much 
as  2  feet  in  one  year,  or  4  feet  during  forty  years. 

The  original  project  of  1882  contemplated  the  excavation  of  chan- 
nels 17  feet  deep  and  300  feet  wide  through  all  obstructed  portions 
of  the  Haj  Lake  route  by  way  of  the  Middle  Neebish,  but  this  project 
was  modified  in  1886  to  provide  a  depth  of  20  feet  and  to  widen 
at  angles  and  other  critical  places,  at  a  total  estimated  cost  of 
$2,659,115,  and  the  modified  project  was  adopted  by  river  and  harbor 
act  of  August  5,  1886.  The  work  of  improvement  was  commenced  in 
1883,  under  War  Department  approval  of  October  27,  1882,  and  by 
1894  work  had  so  far  progressed  that  the  route  was  opened  to  com- 
merce June  7  of  that  year,  though  full  width  and  depth  of  channel 
had  not  been  obtained,  and  since  that  time  several  shoals  in  the  deep- 
water  section  of  the  lake  have  been  removed  and  the  dredged  chan- 
nels have  been  widened  at  critical  places. 

The  river  and  harbor  act  of  June  13,  1902,  appropriated  $600,000 
and  authorized  work  up  to  $4,000,000  more  (all  of  which  has  been 
appropriated)  for  improving  Middle  and  West  Neebish  channels  to 

Eroviae  for  the  commencement  and  prosecution  of  the  project  out- 
ned  in  the  preliminary  report  of  June  4,  1900  (Annual  Report  of  the 
Chief  of  Engineers  for  1901,  page  3200),  and  the  river  and  harbor 
act  of  March  3,  1905,  appropnated  $500,000  and  authorized  work  up 
to  $750,000  more  for  improving  Hay  Lake  and  Neebish  channels  for 
continuing  this  improvement,  of  which  $40,000  still  remains  to  be 
appropriated. 

The  part  of  the  project  outlined  in  the  above-named  reports  rela- 
tive to  the  river  below"  the  canal,  which  has  been  covered  by  these  two 
acts,  is  to  provide  a  channel  1,500  feet  wide  from  the  Sault  locks  to 
the  upper  entrance  to  Hay  Lake;  to  widen  and  deepen  the  upper 
entrance  channel  into  Hay  Lake  so  as  to  give  a  least  width  of  600 
feet,  with  clear  depth  of  21  feet  at  low  water;  to  excavate  a  new 
channel  having  least  width  of  300  feet  and  low- water  depth  of  21 
feet  between  Hav  Lake  and  Mud  Lake  by  way  of  the  West  Neebish; 
and  to  deepen  tne  Middle  Neebish  channel  to  give  depth  of  21  feet 
at  low  water,  leaving  its  width  unchanged.  The  effect  of  the  exe- 
cution of  this  project  will  be  to  provide  a  clear  navigable  depth  of  21 
feet  from  St.  Marys  Falls  Canal  to  Lake  Huron,  the  least  wiath  bein? 
300  feet  where  two  channels  are  provided,  one  for  upbound  and 
one  for  downbound  boats,  and  600  feet  at  all  other  places. 

The  total  amount  expended  to  June  30,  1909,  on  the  Hay  Lake  and 
Neebish  projects  combined  was  $7,865,066.37. 
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More  extended  information,  with  maps,  may  be  found  in  Annual 
Reports  of  the  Chief  of  Engineers  for  1886,  pages  1792-1808  (special 
history),  and  1895,  pages  2866  and  3052. 

During  the  fiscal  year  the  work  on  the  West  Neebish  channel  was 
completed  and  the  work  of  deepening  the  Middle  Neebish  channel 
between  Mud  Lake  and  Hay  Lake  was  continued,  1,112,851  cubic 
yards  of  earth  and  rock  having  been  removed. 

The  funds  on  hand  amount  to  $504,001.07,  and  $40,000  additional 
will  be  needed  for  work  during  the  fiscal  year  ending  June  30,  1911, 
for  the  prosecution  of  the  authorized  improvements. 

For  statistics  of  commerce  and  effects  of  channel  improvements  on 
freight  rates,  attention  is  invited  to  remarks  on  these  subjects  in 
report  for  operating  and  care  of  St.  Marys  Falls  Canal,  Micliigan, 
and  ship  channel  connecting  waters  of  the  Great  Lakes  between 
Chicago,  Duluth,  and  Buffalo. 

MIDDLE  AND   WEST  NEEBISH  CHANNELS. 

July  1,  1908,  balance  unexpended $180,859.23 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement   a  128,  450.  27 

July  1,  1909,  balance  unexpended o  52, 402.  96 

July  1,  1909,  outstanding  liabilities 820.  00 

July  1,  1909,  balance  available 51, 582.  96 

HAY  LAKE   AND   NEEBISH   CHANNELS. 

July  1,  1908,  balance  unexpended |620, 800.  56 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 395, 000. 00 

1,015,800.56 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement     *  567,  543.  34 

July  1,  1909,  balance  iinexj)OP(l -d c448,625.  44 

July  1,  1909,  outstanding  liabilities 91, 044.  00 

July  1,  1909,  balance  available 357, 581.  44 

July  1,  1909,  amount  covered  by  uncompleted  contracts 389, 418.  50 

Amount  (estimated)  required  for  completion  of  existing  project 40, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,  1909 40,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  N  N  4.) 

6.  Cheboygan  Harbor,  Michigan. — This  harbor  is  at  the  mouth  of 
the  Cheboygan  River,  where  there  was  an  available  depth  of  6  feet  in 
1870,  when  the  first  project  for  improvement  was  made.  The  original 
project  called  for  a  channel  200  feet  wide  and  14  feet  deep,  its  sides 

a  Of  this  amount  $2,972.67  were  expended  for  light-house  work  and  are  chargeable 
to  appropriation  "West  Neebish  li<?hts,  St.  Marys  River,  Michigan,'*  leaving  the  net 
expenditures  $125,483.60,  and  balance  unexpended  $55,375.63. 

6  Actual  expenditures  during  the  fiscal  year  were  $567,543.34,  which  amount  in- 
cludes $369.65  chargeable  to  Isthmian  Canal  Commission  for  inspecting  material; 
deducting  this  latter  amount  from  the  total  expenditures  leaves  $567,173.69,  net 
expenditures. 

c  Includes  $368.22  refunded  by  Isthmian  Canal  Commission. 


Digitized  by  VjOOQ IC 


762  EEPOBT  OP  THE  OHIEI'  OS'  EKGIKBEBS,  XT.  S.  ABMY. 

to  be  protected  by  pile  revetment  and  piers,  and  the  estimated  cost 
of  the  work  was  $395,335. 

Operations  under  this  original  project  were  confined  solely  to 
dreaging,  which  was  carried  to  a  depth  of  only  13  feet  until  1880, 
when  the  first  of  a  series  of  projects  which  had  for  their  object  the 
obtaining  of  a  15-foot  channel  was  submitted,  and  as  a  result  of  the 
work  which  was  carried  on  under  projects  submitted  in  1880,  1882, 
1887,  and  1888  a  15-foot  channel  was  secured  from  the  15-foot  contour 
in  the  Straits  of  Mackinac  to  the  State  Road  Bridge,  having  a  width 
of  200  feet  from  the  Michigan  Central  Railroad  dock  out  into  the 
straits  and  a  width  within  the  river  available  between  piers.  A  turn- 
ing basin,  with  clear  15  feet  depth,  was  also  provided  m  front  of  the 
steamboat  docks. 

There  was  expended  on  the  original  project  $90,874.42,  and  $57,- 
055.02  on  the  modifications  begun  in  1880. 

Entrance  to  the  channel  is  marked  by  a  Ught-house  on  a  crib  40  feet 
square,  which  was  built  in  1881. 

The  present  project  was  adopted  in  1895,  and  provides  for  dredg- 
ing a  channel  18  feet  deep  below  the  datum  plane  581.67  for  a  width 
of  200  feet  from  the  18-foot  contour  in  the  Straits  of  Mackinac  to  the 
outer  end  of  the  west  pier  and  inside  of  that  point  between  Unes 
parallel  to  and  25  feet  from  the  piers  to  the  State  Road  Bridge. 
Operations  under  this  project  were  begim  in  1895,  and  by  1903  the 
projected  channel  had  been  completed  to  within  900  feet  or  the  upper 
limit  of  the  harbor,  which  section  still  remains  to  be  dredged  to 
complete  the  project. 

It  is  beUeved  that  completion  of  the  18-foot  channel  for  the  above  900 
feet  will  serve  no  useful  purpose,  as  this  part  of  the  river  is  obstructed 
by  log  booms  and  is  not  at  present  available  or  needed  for  the  general 
commerce  of  the  harbor.  If  it  is  desired  to  complete  the  project,  an 
appropriation  of  $14,000  will  be  necessary. 

The  river  and  harbor  act  approved  March  2,  1907,  directed  the  ex- 
tension of  the  improvement  from  the  State  Road  Bridge  to  the  lock 
in  the  Cheboygan  River  by  a  channel  8  feet  deep  and  60  feet  wide, 
the  estimated  cost  of  whicn  was  $10,797.60. 

Work  on  this  extension  was  begun  in  October,  1907,  and  com- 
pleted in  August,  1908. 

The  amount  expended  on  the  work  of  the  existing  project  up  to 
the  close  of  the  fiscal  year  ending  June  30,  1909,  is  $41,378.33,  none 
of  which  has  been  applied  to  maintenance.  It  is  proposed  to  expend 
the  funds  on  hand  m  restoring  channel  depths  wherever  necessary. 

The  total  length  of  the  dredged  channel  from  deep  water  in  the 
Straits  of  Mackinac  to  the  State  Road  Bridge  is  7,900  feet,  and  from 
there  to  the  lock  is  3,820  feet.  The  maximum  draft  that  can  be  car- 
ried over  the  shoalest  part  of  the  channel  is  17  feet  to  a  point  within 
900  feet  from  the  State  Road  Bridge,  10  feet  from  that  point  to  the 
bridge,  and  8  feet  from  the  bridge  to  the  lock. 

Above  the  lock  the  river  is  navigable  through  what  is  known  as  the 
"Inland  Route,"  through  Mullet  Lake,  Inman  River,  Burt  Lake, 
Crooked  River  and  Lake,  a  distance  of  36  miles,  for  boats  having  a 
draft  of  from  4  to  5  feet. 

The  commerce  of  the  harbor  consists  mainly  of  logs,  lumber,  and 
ties  It  amounted  to  147,621  tons  during  the  year  1908,  and  was 
valued  at  $698,122.  A  number  of  large  lake  passenger  steamers 
stop  at  this  port  during  the  summer  months. 
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On  account  of  the  progressive  nature  of  the  improyement,  the 
effect  upon  freight  rates  has  been  gradual,  and  the  precise  effect  is 
therefore  difficmt  of  ascertainment,  but  there  can  be  no  doubt  that 
during  the  season  of  navigation  the  existence  of  the  deep-water  har- 
bor at  Cheboygan  has  had  a  very  decided  effect  on  freight  rates. 

The  Report  of  the  Chief  of  Engineers  for  1896  (pp.  2723,  2724) 
summarizes  the  history  of  operations  to  June  30,  1896,  and  the  Report 
for  1895  (p.  2824)  gives  a  map  of  the  harbor. 

Reports  of  exammations  and  surveys  are  given  in  the  Reports  of  the 
Chief  of  Engineers,  as  follows:  1870,  page  44;  1871,  pages  183-186; 
1880,  page  2035;  1895,  page  2825;  1897,  page  2577;  1900,  page  4012; 
and  reference  on  page  664,  report  of  1906. 

Receipts  and  shipments  by  vessel. 


Calendar  year. 

Received. 

Shipped.  1 

Calendar  year. 

Received. 

Shipped. 

1893 

Tons. 
156.898 

76.654 
110.062 
163.362 
147.255 
366,332 
152.689 

44,237 

Toru.     ' 
285.189 
227.346 
216.868 
362.011 
293,161 
334.036 
352,214 

59,536 

1901 

Toru. 
161,771 
177.231 
83.723 
24,815 
419, 171 
318,442 
444.557 
62,054 

Tons. 
252  727 

1894 

1902 

262.553 

1895 

1903 

259.224 

1896 .•... 

1904 

106.461 
114, 188 

1897 

1906 

1898 

1906 

141  086 

1899         

1907 

149,211 
85,667 

1900 

1908 

July  1,  1908,  balance  unexpended 113,478.43 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       4,286.20 

July  1,  1909,  balance  unexpended 9,192.23 

Amount  (estimated)  required  for  completion  of  erlBting  project 14, 000. 00 

(See  Appendix  N  N  6.) 

6.  Alvena  Harbor  (Thunder  Bay  River)  j  Michigan. — ^The  original 
depth  or  water  over  the  bar  at  the  mouth  of  the  Thunder  Bay  Kiver 
was  only  7  feet.  Local  enterprise  had  secured  a  narrow  channel  12 
feet  deep  through  the  bar  before  work  was  undertaken  by  the  Gov- 
ernment in  1877,  when,  under  the  original  project  for  the  improve- 
ment of  this  harbor,  act  of  August  14,  1876,  a  channel  13  feet  deep 
and  200  feet  wide  was  secured  at  a  cost  of  $4,390.48.  Shoaling  hav- 
ing occurred,  in  1882  $15,000  was  appropriated  for  redredging  the 
channel,  and  the  project  was  modified  so  as  to  provide  for  an  avail- 
able depth  of  14  reet.  The  work  was  completed  the  following  year 
at  a  cost  of  $10,500,  and  $3,998.22  was  expended  in  1889  in  redredg- 
ing to  14  feet  across  the  bar  and  13  feet  upstream.  The  amount  ex- 
pended on  this  project  was  $14,498.22. 

In  1890  the  present  project  was  adopted  so  as  to  provide  for  a 
channel  depth  of  16  feet  below  the  datum  plane  581.6  and  the  exten- 
sion of  the  improvement  up  the  river  about  a  mile  to  the  vicinity  of 
the  dam  across  the  river  at  that  point,  with  widths  varying  as  follows: 
200  feet  at  the  16-foot  contour  in  Thunder  Bay,  thence  tapering  to 
100  feet  at  the  light-house  crib,  thence  100  feet  to  the  Second  Street 
Drawbridge,  thence  75  feet  to  the  Minor  Limiber  Company's  wharf, 
thence  50  feet  to  the  upstream  limit  of  the  channel  improvement,  the 
estimated  cost  being  $36,087.48.     This  project  was  completed  in 
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1893.  The  channel  was  redredged  in  1899,  and  again  in  the  summer 
of  1907,  a  16-foot  depth  being  provided  with  a  width  of  140  feet 
opposite  the  light-house,  tapering  to  100  feet  at  Second  Street  Bridge, 
and  to  60  feet  for  a  farther  distance  of  2,100  feet. 

The  amount  expended  on  the  work  of  the  existing  project  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  is  $36,215.86,  of  which 
amount  $14,915.39  has  been  applied  to  maintenance. 

The  total  length  of  dredged  channel  is  6,550  feet,  a  channel  2,250 
feet  long  and  100  to  200  feet  wide  having  been  secured  in  Thunder 
Bay,  and  4,300  feet  long  in  the  river,  with  widths  varying  from  100 
feet  at  the  light-house  crib  to  50  feet  at  the  upstream  lunit  of  the 
improved  channel.  The  maximum  draft  that  can  be  carried  over  the 
shoalest  part  of  the  channel  Jime  30,  1909,  is  13.5  feet.  The  river  is 
navigable  to  the  upper  Hmit  of  the  improvement  only,  farther  navi- 
gation being  interrupted  by  the  dam  across  the  river  at  that  point. 

The  piers  at  Alpena  have  been  constructed  of  slabs  and  have  here- 
tofore been  held  m  position  by  heavy  piles  of  lumber.  The  timber 
of  this  section  of  the  coimtry  is  rapidly  being  cut  away  and  the  lumber 
stored  is  diminishing.  As  the  lumber  piles  are  removed  it  will  be 
necessary  to  add  sufficient  riprap  to  the  outer  end§  of  the  slab  piers 
to  prevent  their  destruction  by  wave  action  in  Thunder  Bay.  The 
removal  of  the  lumber  is,  however,  beUeved  to  be  gradual,  and  the 
appropriation  recommended  is  for  the  purpose  of  maintaining  the 
piers  and  any  dredging  that  may  be  necessary. 

The  commerce  of  the  harbor  consists  mainly  of  lumber,  stone, 
cement,  coal,  cedar  posts  and  ties,  hay  and  feed,  and  general  mer- 
chandise, and  amounted  to  a  total  of  269,798  tons  durmg  the  year 
1908,  valued  approximately  at  $1,913,762. 

The  effect  of  the  improvement  upon  freight  rates  has  been  very- 
beneficial,  as  it  is  estimated  that  freight  and  passenger  rates  have 
decreased  almost  one-half  since  the  improvements  were  made. 

A  detailed  report  of  operations  to  tnat  date  will  be  found  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1891,  pages  2765-2770, 
and  a  map  showing  the  locahty  in  the  Annual  Report  for  1889,  page 
2290. 

Reports  of  examinations  and  surveys  are  found  in  the  following. 
Reports  of  the  Chief  of  Engineers:  1871,  pages  158-159,  and  for  1876, 
page  106. 

Receipts  and  shipments  by  vessel. 


Calendar  year. 

Received. 

Shipped. 

Calendar  year. 

Received. 

Shipped. 

1893 

Torn. 
51,600 

102,700 
35.957 
94,067 
78.378 
60,300 
27,888 
51,653 

Tom, 

308,988 
363.291 
269,203 
255,687 
293,161 
236,075 
197,725 
263,702 
1 

1901 

Tans. 
62.131 
60,213 
69.721 
51,722 
73,331 
78.241 

419,403 
42,035 

Tona. 
169,442 

1894     

1902 

193.201 

IgqS                             

1903 

IM  om 

18% 

1901 

150,381 

1897 

1905 

200.785 

18*18                         .  . 

1906 

171,185 

1899 

1907 

166.116 

1900     .                

1908  w 

227,763 
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July  1,  1908,  balance  unexpended $410.00 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement         14.56 

July  1,  1909,  balance  unexpended 395. 44 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balwice  unex- 
pended July  1,  1909 5,000.00. 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  N  N  6.) 

7.  Saginaw  River,  Michigan, — ^The  Sarinaw  River  has  a  length  of 
about  22  miles,  and  is  formed  by  the  confluence  of  the  Tittabawassee 
and  Shiawassee  rivers.  Prior  to  improvement  the  entrance  to  the 
river  was  obstructed  by  a  bar  in  Saginaw  Bay,  having  a  minimum 
depth  of  about  9  feet.  Between  the  mouth  and  Bay  City  the  depth 
varied  from  15  to  30  feet.  Thence  to  the  head  of  the  river  the  channel 
was  obstructed  by  a  number  of  bars,  having  7  feet  of  water. 

The  original  project  for  the  improvement  of  this  river  was  made 
in  1866,  and  contemplated  a  straight  channel  195  feet  wide  and  12 
feet  deep  across  the  bar  at  the  mouth.  This  was  completed  in  1869. 
In  1874  the  project  was  extended  to  include  the  improvement  of  the 
river  above  Bay  City.  It  included  dredging  a  10-foot  channel  across 
the  bars  at  East  Saginaw  and  Carrollton,  and  the  construction  of  a 
pile  revetment  at  the  latter  place.  Later,  similar  improvements  at 
Milwaukee  bar,  New  York  Works  bar,  and  Willow  Island  were  added. 
The  cost  of  the  work  under  this  project  was  $219,000. 

In  1882  the  existing  project  was  adopted,  which  provides  for  a 
channel  200  feet  wide  and  14  feet  deep  from  Saginaw  Bay  to  and 
along  the  front  of  Bay  City,  and  thence  a  channel  of  same  width,  12 
feet  deep,  to  the  upper  limits  of  the  city  of  Saginaw,  the  datum  plane 
being  581.1;  estimated  cost,  $546,000.  By  the  river  and  harbor  act 
of  August  5,  1886,  the  improvement  of  the  west  channel  along  West 
Bay  City  was  also  added  to  the  project. 

The  work  which  was  done  during  the  succeeding  years  resulted  in 
securing  a  channel  of  the  required  depth,  but  of  varying  widths.  On 
account  of  the  unstable  condition  or  the  channel,  it  was  impossible 
to  complete  the  project  as  approved,  it  being  necessary  to  devote 

Eeriodically  a  portion  of  the  funds  to  restoring  the  depth  through 
ars  in  the  river,  which  were  formed  by  the  spring  freshets,  thus 
leaving  insuflBcient  funds  to  complete  the  improvement.  During 
1907  a  complete  survey  of  the  river  was  made  and  plans  were  formu- 
lated to  complete  the  project  as  far  as  possible  witn  the  funds  avail- 
able. Work  was  begun  in  May.  1908,  under  two  contracts,  and  work 
under  the  last  contract  was  still  in  progress  at  the  close  of  the  fiscal 
year.  A  channel  14  feet  deep  and  200  feet  wide  was  secured  from  the 
mouth  of  the  river  to  Portsmouth  bridge  in  Bay  City,  and  12  feet 
deep  and  200  feet  wide  from  that  point  to  Michigan  Central  Railroad 
bridge  in  Saginaw;  thence  to  Center  Street  Bridge  being  made  150 
feet  wide  and  12  feet  deep.  The  portion  from  the  Michigan  Central 
Railroad  bridge  to  the  head  of  the  river  has  not  as  yet  been  com- 
pleted to  the  project  depth  and  width.  A  survey  of  the  bar  in  the  bay 
was  made  during  the  month  of  May,  1909,  and  it  was  found  that  the 
dredged  channel  had  filled  in  considerably  at  the  sides  and  that 
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dredging  was  necessary  to  restore  the  channel  called  for  by  the  pro- 
ject.    It  is  proposed  to  do  the  work  by  contract  at  an  early  date. 

The  amount  expended  on  the  existing  project  to  June  30,  1909,  is 
$703,156.52.  In  the  past  no  attempt  has  been  made  to  separate  the 
cost  of  maintenance  from  that  of  original  iniprovement,  so  that  it  is 
impossible  now  to  separate  these  items. 

The  available  balance  and  the  additional  funds  reouested  will  be 
expended  for  maintenance  of  the  improved  channel  ana  the  necessary 
inspection  and  engineering. 

Saginaw  River  is  navigable  for  a  distance  of  22  miles  from  the 
mouth. 

The  volume  of  commerce  benefited  bv  the  improvement  has  been 
decreasing,  due  to  the  decrease  in  the  lumber  trade  in  the  Si^ginaw 
Valley.  The  value  of  the  commerce  carried  in  1908  is  approximately 
$3,735,203,  and  it  consisted  mainly  of  lumber,  coal,  stone,  cement,  and 
salt. 

The  precise  effect  of  the  improvement  upon  freight  rates  can  not 
be  stated.  It  is  undoubted,  however,  that  freight  rates,  both  to  Bay 
City  and  Saginaw,  have  been  materially  lowered  by  the  existence  of 
the  improved  channel. 

More  extended  information  can  be  found  in  the  Annual  Reports  of 
the  Chief  of  Engmeers  for  1883,  pages  1858-1868;  1885,  pages  2138- 
2150  (with  maps) ;  1890,  pages  2724-2729,  and  1892,  pages  2454-2464. 

Reports  of  examinations  and  surveys  are  given  in  the  Reports  of 
the  Chief  of  Engineers,  as  follows:  1866,  page  59;  1867,  page  146; 
1872,  page  207;  1874,  pages  206-209;  1875,  page  289;  1878,  page  1234; 
1882,  page  2332;  1893,  page  2928;  1894,  page  2244;  1895,  page  2829; 
1898,  pages  2579,  2600,  and  2604. 

Receipts  and  tkipmenU  by  vessel. 


Calandir  year. 

Received. 

Shipped. 

1893 

Tons. 
651,168 

Tom. 
1,060,296 

1894 

1,108,307 

1805 

801,761 
471,106 
995.960 
1,126,891 
728,629 
482,258 

347,146 

1896 

240,496 

1897 

354,860 

1896 

864,561 

1899 

811,547 

1900 

402,827 

Calendar  year. 


1901. 
1902. 
1003. 
1904. 
1905. 
1900. 
1907. 
1008. 


Received. 


Tont. 
1,250,292 
1,012,620 
350,779 
264,066 
227,226 
274,246 
254,807 
343,491 


Shipped. 


Toms. 
694,741 
106,409 
17,990 
13,010 
14,161 
18,8eo 
20,675 
SI,  157 


July  1,  1908,  balance  unexpended : $101, 715. 04 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 26,000.00 


June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $54, 079. 82 

For  maintenance  of  improvement a27,039.90 


126,715.04 


«81,119.72 


July  1,  1909,  balance  unexpended 45,595.32 

July  1,  1909,  outstanding  liabilities 11,340.08 

July  1, 1909,  balance  available 34, 255. 24 

o  Includes  11.63  expended  by  Treasury  Department,  account  of  Pere  Marquette 
Railroad  Company. 
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July  1,  1909,  amount  covered  by  uncompleted  contracts $761. 60 

Amount  (estimated)  required  for  completion  of  existing  project 25, 200. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  piaintenance,  exclusive  of 
the  balance  unexpended  July  1, 1909 25, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  N  N  7.) 

8.  SehewaiTig  River,  Michigan. — The  original  channel  from  Sagi- 
naw Bay  to  the  mouth  of  the  Sebewaing  River  had  an  available  depth 
of  scant  4  feet.  The  first  improvement  was  made  in  1875,  under  the 
original  project  of  that  year,  when  a  narrow  channel  6  feet  deep  was 
dredged  from  the  6-foot  curve  in  Saginaw  Bay  to  the  mouth  of  the 
river,  and  some  dredging  was  also  done  witmn  the  river  itself,  by 
whicn  it  was  straightened  and  deepened  to  6  feet,  at  a  cost  of  $8,000. 

The  project  was  modified  in  1880,  and  $7,000  appropriated  for 
deenening  the  channel  to  7  feet,  the  work  being  done  in  1880-81. 

The  existing  project,  adopted  in  1896,  provides  for  dredging  the 
entrance  channel  to  a  width  of  100  feet  ana  depth  of  8  feet  below  the 
datum  plane  of  the  survey  of  1895,  the  length  of  dredged  channel  to 
be  about  15,000  feet^  estimated  cost  $37,000;  but  no  work  was  done 
until  the  appropriation  of  March  3,  1899,  became  available.  Con- 
tract was  made  m  1899  to  do  the  work,  which  was  finished,  as  far  as 
available  funds  permitted,  September  9,  1903,  and  resulted  in  secur- 
ing a  channel  of  the  reauired  length  and  depth,  but  with  widths  vary- 
ing from  70  to  90  feet  tnroughout  the  distance  covered.  The  amount 
expended  on  this  improvement  was  $35,573.45. 

The  work  which  was  in  progress  at  tne  beginning  of  the  fiscal  year 
was  continued  until  August  29,  1908,  and  resulted  in  providing  a 
channel  about  75  feet  wide  with  a  minimum  depth  of  7  to  8  feet. 

The  amount  expended  on  the  work  of  existing  project  to  the  close 
of  the  fiscal  year  ending  June  30,  1909,  is  $43,992.67,  of  which  amount 
$8^19.22  has  been  appUed  to  maintenance. 

The  maximum  draft  that  can  be  carried  June  30,  1909.  at  mean 
low  water,  over  the  shoalest  part  of  the  locality^  is  6.5  feet.  The 
river  is  navigable  to  the  docks  at  Sebewaing. 

The  commerce  affected  by  the  improvement  amounted  in  1908  to 
1,325  tons,  and  consisted  mainly  or  lumber,  gravel,  fish,  and  coal. 
The  effect  of  the  project  upon  freight  rates  can  not  be  definitely  stated, 
but  is  considerea  insignificant. 

For  reasons  stated  in  his  report  the  district  officer  does  not  con- 
sider this  stream  worthy  of  further  improvement. 

A  map  of  the  locaUty  is  given  in  the  Annual  Report  of  the  Chief 
of  Engineers  for  1903,  at  page  1988. 

Reports  of  examinations  and  surveys  are  given  in  the  following 
Reports  of  the  Chief  of  Engmeers:  1873,  pages  306,  307;  1875,  page 
290;  1879,  page  170;  1880,  page  2044;  1891,  page  2804;  1893,  page 
2951;  and  1895,  page  2743. 
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Receipts  and  shipments  by  vessel. 


Calendar  year. 

Received. 

Shipped. 

Calendar  year. 

Received. 

Shipped. 

1906 

Tons. 
4,700 
6,740 

Tom, 
4,350 
4,078 

1907 

2bn«. 
3.827 
1,014 

Tom. 
412 

1906 

1908       

311 

July  1,  1908,  balance  unexpended $2,709.99 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement • 2, 702. 66^ 

July  1,  1909,  balance  unexpended 7. 33 

(See  Appendix  N  N  8.) 

9.  Harbor  of  refuge  at  Harbor  Beach j  LaTce  Huron,  Michigan. — The 
site  for  this  harbor,  selected  in  1872  by  a  Board  of  Engineer  officers, 
is  on  the  west  shore  of  Lake  Huron,  60  miles  north  of  its  outlet  into 
the  St.  Clair  River,  and  the  artificial  harbor  built  there  since  then  is 
the  only  safe  refuge  on  that  coast  from  the  foot  of  the  lake  to  Tawas 
Bay,  115  miles  above. 

The  work  of  construction  was  commenced  in  1873  under  a  project 
providing  for  three  separate  piers,  or  breakwaters,  of  cribwork  filled 
with  stone,  so  located  as  to  shelter  a  water  area  of  some  650  acres  on 
the  north,  northwest,  and  west  sides,  and  for  deepening  this  area  by 
dredging  where  necessary.  The  estimated  cost  of  the  breakwaters 
was  $1,452,550,  and  they  were  completed  in  1886  at  a  cost  of 
$970,716.40,  including  maintenance  to  that  date. 

The  river  and  harbor  act  of  March  3,  1899,  provided  for  commenc- 
ing the  work  of  rebuilding  the  superstructure  of  the  main  pier  in  con- 
crete, and  authorized  the  work  to  be  inaugurated  under  tne  continu- 
ing-contract  system  to  the  extent  of  $200,000.  It  was  not,  however, 
imtil  1903  that  a  definite  project  for  doing  the  work  was  decided 
upon,  and  the  first  contract  was  let  in  August  of  that  year.  The 
work  was  begun  in  June,  1904. 

The  river  and  harbor  act  of  March  3,  1905,  directed  an  examination 
to  be  made  of  the  harbor,  with  a  view  to  ascertaining  what  other 
further  improvements  were  necessary,  if  any,  in  order  to  make  such 
harbor  of  refuge  suitable  for  the  present  demands  of  commerce.  The 
report,  which  was  submitted  to  Congress  Jime  16,  1906,  and  printed 
as  House  Docimaent  No.  900,  Fifty-ninth  Congress,  first  session, 
reconMnended  the  continuation  of  the  rebuilding  of  the  superstructure 
of  the  main  pier  as  begun,  the  rebuilding  of  the  superstructiu'e  of  the 
north  and  south  piers  in  concrete,  the  protection  of  the  main  pier 
from  wave  shock  by  riprap,  the  closing  of  the  north  entrance  to  pre- 
vent the  entrance  of  littoral  deposit,  and  the  dredging  and  deepening 
of  the  harbor  to  21  feet  and  of  the  main  entrance  to  23  feet.  The 
estimate  for  the  work  reconunended  was  $970,000,  with  an  added  sum 
of  $10,000  per  year  for  maintenance  and  harbor  police.  By  the  river 
and  harbor  act  of  March  2,  1907,  $160,000  was  appropriated  for  con- 
tinuing this  work. 

Under  this  plan  for  the  repair  and  improvement  of  the  harbor, 
work  on  the  main  pier  bos  been  carried  on  continuously,  and  was 
completed  in  September,  1908. 
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The  total  amount  expended  to  the  close  of  the  fiscal  year  ending 
Jime  30,  1909,  is  $1,899,347.89,  of  which  about  $975,000  was  applied 
to  the  first  cost  of  the  sheltering  breakwaters,  which  were  completed 
in  1885.  Since  that  time  there  has  been  applied  to  maintenance 
$924,347.89,  which  includes  the  construction  of  concrete  super- 
structure on  main  pier,  the  keeping  of  the  wooden  piers  in  repair, 
dredging  within  the  harbor,  control^  and  berthing  of  vessels  entering 
the  haroor  for  shelter,  and  engineering  supervision  and  general  office 
expenses. 

The  available  balance  will  be  applied  to  covering  the  cost  of  the 
necessary  supervision  of  the  harbor  during  the  ensuing  fiscal  year; 
also  to  such  repairs  to  the  timber  structiu'es  as  may  become  necessary. 

As  a  result  of  the  expenditures  made  upon  this  harbor,  there  has 
been  created  an  artificial  harbor  of  refuge,  which  has  been  used  for 
shelter  during  the  past  year  by  697  vessels,  with  a  total  tonnage  of 
610,886  tons.  The  grand  total  of  vessels  that  have  found  shelter 
from  1877  to  1908,  inclusive,  is  37,464,  the  tonnage  of  which  aggre- 
gated 16,583,758.  The  vessels  sheltered  in  1877  averaged  289  tons 
each,  and  those  during  the  year  1908, 885  tons.  The  maximum  draft 
that  can  be  carried  into  the  harbor  through  the  main  entrance,  mak- 
ing allowance  for  the  effect  of  moderate  seas,  is^  between  19  and  20 
feet,  and  vessels  having  this  draft  may  safely  lie  inside  the  main  pier. 

The  appropriation  recommended  will  bJe  applied  to  continuing 
reconstruction  of  the  piers. 

More  extended  information  can  be  found  in  the  Annual  Reports  of 
the  Chief  of  Engineers  for  the  following  years:  1873,  pages  292-298; 
1877,  pages  925-932  (with  map);  1879,  pages  1645-1648  (with  map); 
1881,  pages  2270-2275;  1882,  pages  2369-2372;  1885,  pages  2151- 
2157;  1886,  pages  1829-1836. 

Reports  of  examinations  and  surveys  are  given  in  the  following 
Reports  of  the  Chief  of  Engineers:  1870,  page  46;  1871,  page  44; 
1872,  pages  209,  211,  and  218;  1895,  page  2832;  1896,  page  2730; 
1897,  page  3016;  and  reference  on  page  664,  report  of  1906. 

July  1,  1908,  balance  unexpended |121, 616.  88 

Amount  idlotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 10,000.00 

131, 616.  88 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 104, 597.  56 

July  1, 1909,  balance  unexpended 27,019.32 

July  1,  1909,  outstanding  liabilities 10,689.00 

July  1,  1909,  balance  available 16, 330. 32 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 275, 000. 00 

Submitted  in  compliance  with  re<}uirement8  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  N  N  9.) 

10,  Mouth  of  Black  River,  Rouge  River,  and  Monroe  Harbor,  Michi- 
gan.— (a)  Mouth  oj[  Black  River, — An  extensive  bar  and  shoal  exists 
in  the  St.  Clair  River  adjoining  the  mouth  of  the  Black.    The  bar 
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lies  close  to  the  American  side  and  formerly  obstructed  the  approach 
to  the  Port  Huron  docks,  while  the  shoal,  forming  a  "middle  ground" 
nearly  50  acres  in  extent,  crowded  the  main  channel  in  a  sharp  curve 
close  to  the  Canadian  shore. 

The  original  project  submitted  in  1871  contemplated  the  removal 
of  this  bar  and  the  middle  ground  to  a  depth  of  15  feet,  at  an  esti- 
mated cost  of  $67,320.  The  work  was  begun  in  1872  and  completed 
in  1878  at  a  cost  of  $56,500. 

The  present  project  contemplates  dredging  to  a  uniform  depth  of 
16  feet  along  tne  dock  front  of  Port  Huron  from  the  16-foot  curve 
above  to  the  same  curve  below  the  mouth  of  the  river,  the  plane  of 
reference  being  579.6.  Work  was  begun  in  May,  1889,  and  finished 
in  1892,  when  authoritv  was  received  to  deepen  the  outer  border  of 
the  shoal  adjacent  to  tne  main  channel  to  18  feet,  and  the  work  was 
done.  The  amount  expended  on  this  work  was  $29,348.58.  Opera- 
tions since  this  time  have  been  confined  to  maintenance,  $12,008.31 
having  been  expended  for  this  purpose  since  the  adoption  of  the 
present  project  to  June  30,  1909.  The  last  dredging  was  done  in 
1907,  when  the  16-foot  depth  was  restored. 

The  available  balance  will  be  applied  to  dredging  such  portion  of 
the  bar  as  may  prove  to  be  obstructive  to  navigation. 

As  a  result  of  the  work  heretofore  done,  through  navigation  for 
vessels  of  moderate  draft  has  been  greatly  facilitated,  and  entrance 
into  the  Black  River  proper  has  been  rendered  possible  for  this  class 
of  vessels.  This,  it  is  believed,  has  resulted  in  a  reduction  of  freight 
rates,  the  extent  of  which  could  not  be  ascertained. 

Reports  of  examinations  and  surveys  are  given  in  the  fcdlowing 
reports  of  the  Chief  of  Engineers:  1871,  pages  177-180;  1887,  page 
2279;  1899,  page  2992;  1900,  page  3986. 

For  receipts  oy  vessel  see  "Black  River  at  Port  Huron,"  page  774. 

July  1, 1908,  balance  unexpended $2, 643. 11 

July  1,  1909,  balance  unexpended 2,  M3. 11 

(J)  Rouge  River. — This  stream  originally  had  a  channel  depth  of 
from  10  to  17  feet  from  its  mouth  to  where  the  Wabash  Railroad 
Bridge  crosses  it,  a  distance  of  about  3  miles. 

Under  the  provisions  of  the  river  and  harbor  act  of  August  5,  1886, 
a  survey  of  the  river  was  made  and  a  project,  dated  August  25,  1888, 
)repared  for  securing  a  channel  depth  of  16  feet  with  a  width  of  240 
-eet  for  a  distance  of  800  feet  from  the  mouth,  and  thence  with  a 
width  of  100  feet  to  the  Wabash  Railroad  Bridge,  the  plane  of  refer- 
ence being  575.  The  estimated  cost  was  $31,690.30.  The  work  of 
improvement  was  commenced  in  1888  and  completed  in  November, 
1892,  at  a  cost  of  $30,272.79. 

By  joint  resolution  approved  April  11,  1898,  Congress  authorized 
an  extension  of  the  improvement,  with  depth  of  13  feet,  up  to  the 
Maples  road,  a  distance  of  about  1^  miles  above  the  Wabash  Ridlroad 
Bridge,  limiting  the  expenditure  to  $5,000.  The  river  was  dredged 
in  1900,  the  channel  being  made  50  feet  wide. 

The  project  for  this  river  was  modified  bv  act  of  March  2,  1907,  so 
as  to  provide  an  increase  in  depth  from  16  feet  to  21  feet  between  the 
mouth  of  the  river  and  the  first  bridge,  a  distance  of  about  1,400  feet; 
estimated  cujst,  $3,575. 


fi 


Digitized  by  VjOOQ IC 


BIVEB  AND  HABBOB  IMPBOVEMENTS.  771 

During  the  season  of  1907  the  channel  was  deepened,  in  accordance 
with  the  amended  project,  to  21  feet,  from  the  mouth  to  the  Solvay 
Company's  tunnel  just  below  the  Detroit  connecting  railroad  bridge. 

In  addition  to  tms  work,  the  channel  depth  of  16  feet  was  restored 
to  a  point  11,550  feet  above  the  mouth. 

Between  May  3  and  June  30,  1909,  dredging  was  done  under  con- 
tract and  a  narrow  channel  was  dredged  from  the  mouth  of  the  river 
to  the  Detroit  United  Railway  dock. 

The  funds  recently  appropriated  for  maintenance  have  only  been 
suflScient  to  open  up  a  narrow  channel.  An  estimate  to  fully  restore 
the  channel  depths  and  widths  of  the  original  project  is  submitted  in 
the  report  of  the  district  officer.  The  appropriation  recommended, 
while  considered  sufficient  for  existing  commerce,  will, only  partially 
accomplish  this  result. 

The  amount  expended  on  the  work  of  the  existing  project,  ae 
amended,  to  the  close  of  the  fiscal  year  ending  June  30,  1909,  is 
$72,640.68,  of  which  $22,558.19  has  been  applied  to  maintenance. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  from  the 
mouth  to  the  Solvay  tunnel  is  21  feet,  from  there  to  the  Wabash 
Railroad  bridge  14  feet,  from  there  to  the  Detroit,  Monroe  and 
Toledo  Railroad  bridge  13  feet,  and  10  feet  to  Maples  road.  The  river 
is  navigable  for  vessels  of  lignt  draft  to  the  town  of  Dearborn,  15 
miles  above  the  mouth. 

The  amount  requested  will  be  devoted  to  maintenance  of  the 
channel. 

The  receipts  and  shipments  by  vessel  during  the  year  1908  amounted 
to  277,746  tons,  of  which  118,825  tons  were  iron  ore,  64,677  tons 
lumber,  and  30,080  tons  pulp  wood.  The  value  of  this  commerce  is 
about  $1,505,271. 

As  a  result  of  the  improvement  the  area  available  for  manufactur- 
ing plants  in  the  vicinity  of  Detroit  has  been  greatly  extended,  and 
these  plants  have  been  enabled  to  receive  the  raw  materials  which 
they  use  without  transfer  or  transshipment.  As  a  consequence  the 
cost  of  the  raw  materials  has  been  greatly  reduced. 

The  channel  banks  of  this  river  are  low  and  ill  defined,  and  as  not 
only  the  banks,  but  also  the  bed,  are  composed  of  soft  material 
deterioration  of  the  dredged  channel  is  very  rapid.  While  therefore 
the  growing  importance  of  the  industries  which  rely  upon  the  use  of 
this  channel  renders  it  desirable  that  funds  for  periodical  dredging 
be  provided,  it  also  becomes  necessary  to  demand  that  the  owners 
of  the  riparian  property,  whose  value  is  greatly  enhanced  by  the 
improvement,  shall  be  called  upon  to  construct  proper  sand-tight 
docks.  Without  such  provision  recent  experience  snows  that  the 
channel  is  no  sooner  dredged  than  it  at  once  begins  to  fill  up  from  the 
material  sucked  into  the  channel  by  the  propellers  of  passing  vessels. 
While  therefore  the  extent  of  the  commerce  demands  additional 
depth  in  the  lower  portion  of  the  channel,  future  appropriations  should 
be  coupled  with  the  condition  that  no  expenditure  be  made  by  the 
United  States  until  the  channel  banks  within  the  Umits  of  the  improve- 
ment have  been  properly  docked. 

The  effect  of  the  improvement  has  been  to  reduce  freight  rates  30 
to  50  per  cent  for  firms  actually  using  dockage  on  the  river- 
Reference  to  report  on  examination  ordered  by  the  river  and 
harbor  act  of  March  3,  1905,  will  be  found  on  page  664  of   1906 
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report.  More  extended  information  may  be  found  in  Annual 
Reports  of  the  Chief  of  Engineers  for  1890  (pp.  2747-2749);  1899  (p. 
3013);  1901  (p.  3165).  Reports  on  examinations  and  surveys,  report 
for  1887  (p.  2276);  1898  (p.  2606). 

Receipts  and  skipmentSf  by  vessel.  Rouge  River. 


Calendar  year. 

ReodTed. 

Shipped. 

ReoeiTed. 

Shipped. 

1803       

Tmt. 
73,732 
47,106 
113,066 
120,500 
115,987 
117,486 
92,631 
119,712 

Torn. 

1901 

Tom. 
106,688 
66,701 
126,272 
242,361 
284,140 
229,861 
248,544 
267,746 

Tons. 
782 

1804 

• 

1909 

10,000 

IS96 

1,024 
2,906 
9,386 
10,259 
763 
4,600 

1903 

10,000 

1806 

1904 

O^SBS 

1897  

1906 

1906 

1907 

1906 

1806 

6,000 

18W ..-    . 

6,000 

1900 

10,000 

July  1,  1908,  balance  unexpended $629. 04 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 10,000.00 

10,629.04 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  maintenance  of 
improvement 6, 479. 72 

July  1, 1909,  balance  imexpended 4, 049. 32 

July  1, 1909,  outstanding  liabilities 2, 642. 32 

July  1, 1909,  balance  available 1, 407. 00 

July  1, 1909,  amount  covered  by  uncompleted  contracts 


746,79 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 (o) 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(c)  Monroe  Harbor. — The  harbor  of  Monroe,  Mich.,  is  within  the 
mouth  of  the  Raisin  River  at  the  western  extremity  of  Lake  Erie.  In 
its  natural  condition  the  river  flowed  into  the  lake  through  several 
ponds  and  winding  creeks.  The  depth  of  water  at  the  deepest  mouth 
of  the  river  in  its  natural  condition  did  not  exceed  6  feet. 

The  original  project  for  the  improvement  of  Monroe  Harbor  was 
adopted  in  1834.  It  had  for  its  object  to  dredge  a  new  and  direct 
channel  100  feet  wide  and  10  feet  deep  from  the  lake  across  the  marsh, 
a  distance  of  4,000  feet,  to  the  portion  of  the  river  ordinarily  used  as 
a  harbor,  the  protection  of  the  entrance  into  the  lake  by  parallel  piers, 
726  feet  long  and  20  feet  wide,  extending  outward  to  a  depth  of  10 
feet  in  the  Etke,  and  the  protection  of  the  sides  of  the  canal  bv  a 
revetment.  The  estimated  cost  of  the  work,  exclusive  of  dredging 
machine,  was  $55,886.  The  work  was  practically  completed  in  1845, 
a  depth  of  9  feet  beiog  obtained  to  a  point  just  below  the  docks  at 
Monroe.  Subsequently  the  city  of  Monroe  further  improved  the 
river  channel  by  cuttiog  a  canal  about  1,300  feet  long,  100  feet  wide, 
and  with  a  depth  of  from  13  to  16  feet,  across  a  bend  of  the  river. 

a  See  consolidated  money  statement  on  page  774. 
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Subseguent  operations  consisted  in  repairing  and  extending  the  piers, 
repairing  the  canal  revetment,  and  in  dre(§ing,  by  which  a  channel 
200  feet  wide  and  13  feet  deep,  extending  to  deep  water  in  the  lake, 
was  obtained. 

In  1905  a  double  line  of  piling  was  driven  connecting  the  south  pier 
to  the  shore,  to  prevent  the  lake  from  breaking  throiijgh  into  the  canal, 
and  some  work  was  done  in  replacing  rotten  deck  timbers. 

During  the  sunmier  of  1908  genenu  repairs  were  made  to  the  piers, 
placing  uiem  in  fair  condition. 

The  total  amount  expended  on  this  work  up  to  the  close  of  the 
fiscal  year  ending  June  30j  1909,  is  $260,889.64,  of  which  $110,000 
was  applied  imder  the  origmal  project.  It  is  impossible  to  separate 
the  portion  of  this  total  which  has  been  appUed  to  maintenance. 
Dunng  recent  years  practically  all  expenditures  have  been  made  for 
that  purpose. 

The  amoimt  requested  will  be  devoted  to  maintenance. 

Tlie  channel,  beginning  at  the  outer  end,  consists  of  the  United 
States  canal,  4,000  feet  long,  with  an  available  depth  of  about  11  feet. 
Three  thousand  feet  farther  up  the  river  the  Monroe  City  ship  canal 
begins.  This  has  a  length  of  1,600  feet  and  a  depth  of  10  feet.  From 
the  upper  end  of  this  canal  to  the  city  wharves  is  2,600  feet,  with  a 
depth  of  8.5  feet.  The  stream  is  navigable  from  the  lake  to  the  docks 
at  Monroe  only,  a  distance  of  2  miles. 

This  harbor  can  not  accommodate  the  larger  class  of  vessels  used 
upon  the  lakes,  and  its  commerce  is  not  large,  amounting  in  the  year 
1908  to  9,150  tons,  valued  at  $75,000.  Of  this  amount  8,000  tons 
were  sand,  the  majo?  portion  of  the  balance  consisting  of  fish. 

The  commerce  of  this  stream  is  too  small  to  have  any  effect  what- 
ever upon  freight  rates. 

The  Annual  Report  of  the  Chief  of  Engineers  for  1880,  pages  2083 
to  2091,  gives  a  detailed  history  of  the  operations  up  to  that  time. 

Reports  of  examinations  and  surveys  are  given  in  the  following 
Reports  of  the  Chief  of  Engineers:  1866,  page  29;  1868,  page  145; 
1872,  pages  237-239;  1889,  page  2338;  1893,  page  3048;  1898,  page 
2689,  and  1900,  page  4020. 

July  1,  1908,  balance  unexpended 16,176.08 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      6,050.45 

July  1, 1909,  balance  unexpended 125.63 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  actof  Jime4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 


o  See  consolidated  money  statement  on  page  774. 
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CONSOLIDATED. 

July  1,  1906,  balance  unexpended $9,348.23 

Amount  allotted  from  appnjpriatiom  by  river  and  harbor  act  approved 
March  3, 1909 10,000.00 

19,348.23 
June  30,  1900,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   12,530.17 

July  1,  1909,  balance  unexpended 6,818.06 

July  1,  1909,  outetonding  liabilities 2,642.32 

July  1,  1909,  balance  available 4,175.74 

July  1,  1909,  amount  covered  by  uncompleted  contracts 746. 79 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending?  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 21,000.00 

Suomitted  in  compliance  with  requirements  of  sundiy  civil  act  of  June4y 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  N  N  10.) 

11.  Black  River  ai  Port  Huron,  Michigan. — In  1888,  when  the 
original  survey  was  made,  the  lower  reach  of  the  Black  River,  from 
its  mouth  to  the  Grand  Trunk  Railroad  bridge,  1^  miles  in  length, 
varied  in  width  from  120  to  150  feet  and  had  a  depth  of  from  10  to 
14  feet,  except  at  a  few  points,  where  it  was  obstructed  by  bars  hav- 
ing only  8^  feet  of  water  over  them.  The  improvement  of  this 
stream  was  inaugurated  by  the  river  and  harbor  act  of  September 
19,  1890,  under  a  project  which  contemplated  dredging  to  a  navi- 
gable depth  of  16  feet  from  the  mouth  to  the  Grand  Trunk  Railroad 
bridge,  with  widths  varying  from  75  feet  to  160  feet,  at  an  esti- 
mated cost  of  $75,000.  Operations  were  commenced  in  1891  and  the 
dredging  was  completed  June  30,  1894,  at  a  cost  of  $34,698.65,  includ- 
ing an  extension  upstream  of  1,800  feet  to  Washington  avenue,  au- 
thorized by  the  act  of  July  13, 1892.  The  total  length  of  the  dredged 
channel  is  9,700  feet. 

Since  the  completion  of  the  project  considerable  dredging  has  been 
required  to  mamtain  the  channel,  particularly  above  tne  Grand 
Trunk  Railroad  bridge,  where  experience  and  observation  show  that 
the  narrow  dredeed  channel  has  no  degree  of  permanence,  the  last 
dredging  being  done  in  the  spring  of  1909,  when  the  project  depths 
were  restored  from  the  moutn  to  Washington  avenue. 

The  amount  expended  for  maintenance  to  June  30,  1909,  has  been 
$20,584.91,  making  total  expenditure  since  adoption  of  project 
$55,282.91. 

As  a  result  of  the  work  done  in  this  river  a  channel  has  been  se- 
cured 16  feet  in  depth,  with  widths  varying  from  75  feet  to  160 
feet,  extending  from  the  mouth  to  the  Washington  Avenue  Bridge, 
a  total  length  of  9,700  feet.  The  maximum  draft  that  can  be  car- 
ried June  30,  1909,  is  15  feet.  The  river  is  navigable  a  consider- 
able distance  above  Port  Huron. 

The  amount  reauested  will  be  applied  to  work  of  dredging  to  main- 
tain the  improvea  channel. 

There  was  received  during  the  year  1908, 129,240  tons  of  freight, 
valued  approximately  at  $223,407.  This  consisted  mainly  of  coal, 
gravel,  lumber,  and  pulp  wood. 
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The  effect  of  the  improvement  has  been  to  reduce  freight  rates 
upon  approximately  the  number  of  tons  received.  It  is  doubtful 
wnether  this  improvement  has  any  indirect  effect  upon  railroad  rates. 

More  extended  information  will  be  found  in  the  following  Reports 
of  the  Chief  of  Engmeers:  1893,  pages  2938-2939;  1894,  pages  2251- 
2252;  1898,  pages  2586-2587. 

Report  of  examination  and  survey  is  given  in  the  Report  of  the 
Chief  of  Engineers  for  1889,  page  2292;  reports  of  minor  surveys, 
page  2993  of  report  for  1899,  arid  page  3988  of  report  for  1900. 

Receiptt  and  ihipTnents  by  ve$sd. 


Calendar  y6or. 

Received. 

Shipped.              Calendar  year. 

Received. 

Shipped. 

1893         

Ibnt. 
175,061 
116,636 
104,850 
186,987 
06^025 
151,606 
130,676 
105,931 

Ibnt. 

7,487 
4,418 
6,825 
2^569 
1,455 
16,695 
37;368 
181 

1901 

Tom, 
120,018 
128,677 
168,265 
197,044 
160,200 
185,605 
166,152 
129,240 

2Vm#. 
100 

1804 

i9oe 

2,600 

1805..           

1903 

1896 

1904 

1897 

1906 

1898 

1906 

1899 .* 

1907 

1900 

1908 

July  1,  1908,  balance  unexpended $627.94 

Amount  aUoUed  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 4,000.00 

4,627.94 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maint^utnce  oi 
improvement 2, 910. 85 

July  1, 1909,  balance  unexpended 1,717.09 

Amount  that  can  be  profitably  eiq>ended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  bailee  unex- 
pended July  1,  1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  N  N  11.) 

IS.  Operating  and  care  of  St.  Clair  Flats  Cfanal,  MieMoan. — This 
canal  consists  of  two  dredged  cuts  through  the  St.  Clair  flats  at  the 
mouth  of  the  St.  Clair  River.  These  cuts  have  a  width  of  about 
300  feet  each,  and  depth  of  20  feet,  and  extend  into  Lake  St.  Clair 
a  distance  of  17,460  leet.  The^  are  separated  by  a  sand  dike  100 
feet  wide,  revetted  by  sheet  piling  for  a  distance  of  7.221  feet,  and 
the  east  cut  is  protected  from  wave  wash  and  sand  driit  by  a  similar 
dike  50  feet  wide. 

An  historical  sketch  of  the  improvement  is  given  on  page  2882  of 
the  Annual  Report  of  the  Chief  of  Engineers  for  1896,  and  a  descrip- 
tion of  recent  work  is  given  on  page  694  of  the  Annual  Report  of  the 
Chief  of  Engineers  for  1907. 

The  care  and  maintenance  of  the  canal  is  provided  for  by  the 
permanent  indefinite  appropriation  for  operating  and  care  of  canals 
and  other  works  of  navigation  imder  the  provisions  of  section  4  of 
the  river  and  harbor  act  of  July  5,  1884,  as  amended  and  reenacted 
by  section  6  of  the  river  and  harbor  act  of  March  3,  1909. 

Operations  for  the  past  fiscal  year  were  of  the  same  routine  char- 
acter as  those  carried  on  since  the  opening  of  the  canal  to  commerce. 
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A  custodian  has  been  present  during  the  year  to  enforce  canal  regu- 
lations and  care  for  and  repair  the  dikes. 

The  expenditure  to  June  30,  1909,  was  $180,341.97,  excluding 
$357  estimated  outstanding  liabilities.  The  amount  expended  during 
the  year  is  $11,340.21. 

Freight  traffic  by  calendar  years: 

Freight  tons. 

1902 41,773,9£>8 

1903 : 41,888,134 

1904 38,044,929 

1905 51,369,071 

1906 60,589,441 

1907 66,271,962 

1908 50,586,560 

For  detailed  information  of  commerce,  see  statistics  appended  to 
report  of  district  officer  for  improving  Detroit  River,  Michigan 
(Appendix  N  N  14).  For  effect  of  improvement  on  freight  rates,  see 
remarks  in  report  on  ship  channel  between  Chicago,  l)uluth,  and 
Buffalo  (p.  753,  supra). 

(See  Appendix  N  N  12.) 

IS.  Clinton  River ^  Michigan. — This  stream  empties  into  Anchor 
Bay,  in  the  northwesterly  part  of  Lake  St.  Clair,  and  before  improve- 
ment had  a  channel  depth  of  about  10  feet,  except  at  several  shoals, 
over  which  but  5  or  6  feet  could  be  carried,  ana  a  broad  flat  at  the 
mouth  with  a  general  depth  of  3  to  4  feet. 

The  first  appropriation  for  the  improvement  of  this  river  was 
made  August  30,  1852,  and  from  that  time  to  1886  occasional  appro- 
priations, amounting  in  all  to  $25,500,  were  made  and  expendea  on 
various  dredging  projects. 

In  1889  a  project  for  the  general  improvement  of  the  river  was 
adopted,  to  cover  the  entire  river  from  the  mouth  to  Mount  Clemens, 
8  miles  upstream.  This  project  called  for  an  8-foot  channel,  a  pile 
dike  extending  across  the  fiat  at  the  mouth  to  the  10-foot  curve  in 
the  bay,  for  revetments  as  needed  above,  and  for  closing  the  main 
channel  and  making  a  straight  cut  through  Shoemakersbend.  The 
estimated  cost  was  $25,000,  revised  and  amended  in  1888  and  1889  to 
$34,564.  The  project  was  completed  in  1893  with  the  expenditure 
of  $34,546.26. 

Since  the  completion  of  the  project  there  has  been  $20,125.21 
expended  for  maintenance,  making  the  total  expenditure  since 
adoption  of  present  project  to  June  30,  1909,  $54,671.47. 

In  1908,  an  8-foot  depth  was  dredged  between  Market  and  Macomb 
Street  bridges.  Periodical  dredging  is  required  for  maintenance, 
and  the  appropriation  recommended  will  be  so  applied. 

As  a  result  of  the  work  done  on  this  river,  a  channel  8  feet  in  depth 
has  been  secured  from  the  mouth  to  the  city  of  Mount  Clemens,  a  pile 
dike  has  been  built  along  the  north  side  of  the  outer  channel,  and 
revetments  have  been  built  where  needed  in  the  river  above.  Tl  e 
present  available  depth  throughout  does  not  exceed  7  feet.  The 
river  is  navigable  for  small  boats  a  considerable  distance  above 
Mount  Clemens.  The  effect  of  the  improvement  on  freight  rates  can 
not  be  determined. 
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There  were  received  and  shipped  during  the  year  1908,  27,567  tons 
of  freight,  consisting  mainly  or  coal,  logs,  lumlfer,  and  sand.  This  is 
valued  approximately  at  $150,000. 

More  extended  information  is  given  in  the  following  Reports  of 
the  Chief  of  Engineers:  1893,  pages  2942-2944,  and  1894,  pages 
2254-2265. 

Reports  of  examinations  and  surveys  are  given  in  the  Reports  of 
the  Chief  of  Engmeers  as  follows:  1872,  page  214;  1876,  rart  2, 
page  549;  1880,  page  2062;  1885,  page  332;  1895,  page  2838;  1899, 
page  3001;  and  1900,  page  3996. 

Receipts  and  shipments  by  tJessel, 


Calendar  year. 

Received. 

Shipped. 

Calendar  year. 

Received. 

Shipped. 

1896 

Tom. 
30,749 
29,077 
29,085 
35,525 
82,410 
86,925 
33,868 

410 

1908 

Timt. 
28,411 
22,878 
41,750 
25,616 
23,278 
27  896 

Tons. 

1897 

1904 

257 

1898 

1905 

540 

1899     

1906 

284 

1900 

282 

1907 

1906 

1,033 

172 

1901 

1902 

July  1, 1908,  balance  unexpended |835. 28 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 442.75 

July  1, 1909,  balance  unexpended 


392.53 


Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balimce  unex- 
pended July  1,  1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  N  N  13.) 

14'  Detroit  River,  Michigan. — Before  improvement  the  shoalest 
part  of  the  channel  through  Detroit  River  was  at  Limekiln  Cross- 
ms;,  where  the  normal  depth  was  from  12^  to  15  feet  over  a  bottom  of 
solid  rock. 

The  water  surface,  usually  changing  slowly,  may  rise  or  fall  from 
a  few  inches  during  many  days  of  calm  weather  to  about  4  feet  dm*ing 
severe  storms  and  to  about  6  feet  during  short,  severe  hurricanes,  and 
the  monthly  mean  may  change  as  much  as  2  feet  in  one  year,  or  4  feet 
in  forty  years. 

The  first  project  of  1874  provided  for  a  winding  channel  of  at  least 
20  feet  in  depth,  over  300  feet  in  width;  modified  in  1883  so  as  to 
somewhat  straighten  such  channel;  in  1886  to  give  400  feet  width;  and 
in  1888  to  give  440  feet  in  width.  The  general  depth  above  and  below 
the  Limekfln  was  20  feet  or  more,  but  the  bed  of  tne  river  was  studded 
with  large  bowlders  and  rocky  snoals,  which  limited  the  safe  naviga- 
ble deptn  to  scant  15  feet  through  a  distance  of  about  12  miles.  Ac- 
cordingly the  project  was  modified  and  extended  in  1892  so  as  to  pro- 
vide for  the  removal  of  all  obstructive  shoals  between  the  city  of 
Detroit  and  Lake  Erie,  with  a  view  to  obtaining  a  through  channel 
with  a  least  width  of  600  feet  and  a  navigable  depth  of  20  feet,  at  a 
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total  estimated  cost  of  $1,554,500,  as  adopted  by  river  and  harbor  acts 
of  July  13,  1892,  and  March  3,  1899,  and  as  apiwroved  by  the  War 
Department  at  various  dates  from  1892  up  to  July  3,  1899.  There 
has  been  expended  on  previous  iM*ojects  and  modifications  Uiereof 
$1,554,500. 

The  present  project  was  adopted  by  the  river  and  harbor  act  of 
June  13,  1902,  which  provides  for  a  channel  600  feet  wide  and  21  feet 
deep  from  Detroit  to  Lake  Erie.  The  estimate  for  the  work  was  in- 
creased (see  the  final  report  of  the  survey  directed  by  the  act  of  March 
3,  1899,  in  Annual  Report  of  the  Chief  of  fkigineers  for  1905,  pp. 
2292-2296)  to  $3,750,000,  and  in  accordance  with  this  increase  the 
river  and  harbor  acts  of  March  3,  1905,  and  March  2.  1907,  authorized 
the  continuation  of  the  improvement  to  the  extent  oi  $700,000  in  addi- 
tion to  the  $1,750,000  originally  authorized.  All  of  this  money  has 
been  appropriated,  but  there  still  remains  to  be  provided  for  the  work 
$1,300,000.  On  November  12, 1904,  this  project  was  modified  to  per- 
mit of  slightly  shifting  the  location  of  the  proposed  channel  at  ^ar 
Point  shoals,  mouth  of  Detroit  River,  with(^t  mcreasing  the  cost. 

The  river  and  harbor  act  of  March  2,  1907,  modified  the  present 
project  so  as  to  provide  for  two  channels — one  for  downbound,  the 
other  for  upbound  vessels,  past  Bois  Blanc  Island.  The  second  chan- 
nel, called  the  Livingstone  channel  (plan  B  of  the  report  on  survey), 
is  to  have  a  least  width  of  300  feet  out  to  Bar  Point,  and  800  feet 
thence  to  deep  water  in  Lake  Erie,  with  a  least  depth  of  22  feet. 
Work  on  this  channel  is  authorized  under  continuing  contracts  to  the 
extent  of  $6,670,950,  of  which  $1,095,950  is  yet  to  be  appropriated. 

More  extended  information  mav  be  found  as  follows:  Aimual  Re- 
ports of  the  Chief  of  Engineers  for  1891,  pages  2794-2801  (special 
history);  1896,  page  2758  (map),  and  1904,  pages  3140-3148;  also 
House  Document  No.  160,  Fifty-eighth  Congress,  second  session  (main 
channel  to  Wyandotte,  Mich.),  and  House  Dociunent  No.  266,  Fifty- 
ninth  Congress,  second  session  (ship  channel  connecting  waters  of  tne 
Great  Lakes). 

During  the  fiscal  year  work  has  been  prosecuted  along  Limekiln 
Crossing  range  and  Hackett  range  in  the  Amherstburg  channel, 
and  under  four  separate  contracts,  each  covering  one  of  the  four  sec- 
tions of  the  Livingstone  channel.  About  70  per  cent  of  the  work  of 
improving  the  Amherstburg  channel  has  been  completed  and  35  per 
cent  of  the  Livingstone  channel. 

There  has  been  expended  to  June  30, 1909,  on  the  channel  now  desig- 
nated as  Plan  "A,''  $3,827,683.76,  of  which  amount  $2,273,183.76  was 
applied  to  the  present  project,  adoptedin  1902.  The  amount  expended 
for  Livingstone  channel  is  $2,407,417.01.  None  of  these  funds  have 
been  appaed  to  maintenance.  Upon  the  completion  of  the  work  now 
under  contract  and  in  progress  on  the  channel  via  Amherstburg,  that 
part  of  the  project  will  be  practically  completed,  except  for  the  sec- 
tions along  Ballards  reef  and  Bar  Pomt  shoals.  The  work  along  Bal- 
lards  reef  can  not  be  advantageously  done  until  the  completion  of  the 
entire  Livingstone  channel,  but  as  section  4  of  the  Livingstone  chan- 
nel is  now  practically  completed  and  open  to  navi^tion,  work  on 
the  Amherstburg  channel  in  this  vicinity,  the  Bar  Pomt  section  north 
of  Detroit  River  fight-house,  will  be  commenced  this  season,  and 
$250,000,  in  addition  to  available  balance,  C€tn  be  profitably  expended 
for  this  work  by  June  30,   1911.    There  has  been  appropriated 
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$5,575,000  for  the  Livingstone  channel;  and  $1,000,000,  in  addition 
to  available  balance,  can  be  profitabljr  expended  to  June  30, 1911. 

The  greatest  draft  which  can  be  carried  over  the  improved  channels 
June  30,  1909,  was  22.04  feet,  but  this  is  subject  to  change  consider- 
ably, the  mean  monthly  stage  for  November,  1908,  having  been  20.04 
at  this  place — ^Ballards  reef. 

For  effect  of  channel  improvements  on  freight  rates  see  remarks 
under  this  head  in  report  of  ship  channel  connecting  waters  of  the 
Great  Lakes  between  Chicago,  Duluth,  and  Buffalo  (page  753). 

OBNBRAL  IMPBOYBMBNT. 

July  1, 1908,  balance  unexpended 1307, 482. 29 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement       130,666.05 

July  1,  1909,  balance  unexpended 176,816.24 

July  1, 1909,  outstanding  liabilities 38,762.00 

July  1, 1909,  balance  available 138, 054. 24 

July  1, 1909,  amount  covered  by  uncompleted  contracts 3, 222. 00 

Amount  (estimated)  required  for  completion  of  existing  project 1, 300, 000. 00 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 250,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897. 

UVmOSTONB  CHANNEL. 

July  1, 1908,  balance  imexpended $2,061,181.10 

Amount  appropriated  by  simdry  civil  act  approved  March  4,  1909 3, 000, 000. 00 

•  5,061,181.10 
Jime  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement  ^ 1,893,598.11 

July  1,  1909,  balance  unexpended 3, 167, 582. 99 

July  1, 1909,  outstanding  liabilities 535, 770. 00 

July  1, 1909,  balance  available 2,631,812.99 

July  1, 1909,  amoimt  covered  by  uncompleted  contracts 3, 003, 168. 00 

Amount  (estimated)  required  for  completion  of  existing  project 1, 095, 950. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement,  exclusive  of  the  balance  imex- 
pended July  1,  1909 1,000,000.00 

Suomitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4, 1897. 

0ON8OIXDATBD. 

July  1,  1908,  balance  unexpended $2,368,663.39 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909. ...    3, 000, 000. 00 

5,368,663.39 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      2,024,264.16 

July  1, 1909,  balance  unexpended 3, 344, 399. 23 

July  1,  1909,  outstanding  Uabilities , .        574, 532. 00 

July  1,  1909,  balance  available 2, 769, 867.  23 
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July  1, 1909,  amount  covered  by  uncompleted  contracte $3, 006, 390. 00 

Amount  (estimated)  required  for  completion  of  existing  project 2, 395, 950. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 1,250,000.00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4,  1897. 

(See  Appendix  N  N  14.) 

16,  Removing  sunken  vessels  or  craft  ohstructin>g  or  endangering  navi- 
gation,— ^The  following  obstructions  were  completely  removed  during 
the  fiscal  year: 

Tug  /.  L.  Higgle  from  channel  in  Rouge  River,  Michigan,  total  cost $300. 00 

St^imer  Eliza  H.  Strong ,  in  Lake  Huron,  off  Lexington,  Mich.,  total  expend- 
itures during  fiscal  year,  $98.49;  outstanding  liabilities 843. 54 

The  work  of  removal  of  wreck  of  schooner  Harvey  BisseU  from 
Alpena  Harbor  and  of  steamer  Iron  Age  from  Lake  Erie  will  be  under- 
taken during  the  coming  fiscal  year. 

(See  Appendix  N  N  15.) 

IMPROVEMENT    OF    RIVERS    AND    HARBORS    IN    THE    CLEVELAND, 

OHIO,  DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  John  Millis,  Corps  of 
Engineers.    Division  engjineer,  Col.  W.  L.  Fisk,  Corps  of  Engineers. 

1,  Toledo  Harbor,  Ohio, — The  harbor  of  Toledo  as  at  present 
developed  extends  from  the  head  of  Maumee  Bay  about  7  miles  up 
the  Maumee  River. 

Originally,  in  the  bay,  the  least  depth  was  at  ordinary  lake  level 
8.6  feet,  with  a  prevailing  depth  of  12  feet,  while  in  the  rii^er  the 
minimiiTn  depths  Were  14  feet. 

Li  1866  a  project  was  adopted  to  dredge  the  channels  of  deepest 
water  in  the  oay  to  a  depth  of  12  feet.  The  project  was  amended 
from  time  to  time  until  1887,  when  the  old  indirect  channel  had  a 
minimum  depth  of  15  feet. 

Li  1887  a  project  was  adopted  for  a  straight  channel  through 
Maumee  Bay,  with  a  depth  of  17  feet  and  a  bottom  width  of  200 
feet.  The  estimated  cost,  including  dikes  or  other  channel  protec- 
tions, was  $1,875,000. 

The  project  for  a  straight  channel  was  amended  in  1893  by  increas- 
ing the  width  of  outer  section,  about  3  miles  long,  to  300  feet.  Since 
1892  the  improvement  has  been  extended  to  mclude  the  Maumee 
River. 

The  total  amount  expended  on  ori^al  and  modified  projects  prior 
to  operations  under  existing  project  is  $1,624,695.45. 

The  present  project  was  adopted  by  the  river  and  harbor  act  of 
March  3,  1899,  and  is  described  in  the  Annual  Report  of  the  Chief  of 
Engineers,  1898,  pages  2693  to  2705,  inclusive.  It  provides  for  a 
channel  in  the  bay  and  river  400  feet  wide  and  21  feet  deep  to  Fassett 
Street  Bridge,  and  200  feet  wide  and  21  feet  deep  for  the  section  above 
the  bridge,  with  a  turning  basin  500  feet  wide  at  the  upper  end.  A 
dike  was  also  to  be  constructed  1,000  feet  in  len^h  between  the. 
range  lights  in   the  bay.    The  estimated   coat  of  the  work  was 
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$1,005,000.  A  continuing  contract  was  authorized  for  its  execution, 
the  limit  of  cost  being  fixed  at  $950,000. 

The  work  contemplated  by  this  project  has  been  completed  with 
the  exception  of  the  channel  and  basin  above  the  Fassett  Street 
Bridge,  where  the  channel  has  a  width  of  only  100  feet. 

The  total  expenditure  under  the  existing  project  to  the  close  of 
the  fiscal  year  ending  June  30,  1909,  was  $974,187.92,  of  which 
amount  $141,215.58  was  for  maintenance  during  the  past  six  years. 

The  deepening  of  the  channel  in  the  bay  to  the  Wheeling  and  Lake 
Erie  Railroad  bridge  was  done  under  contract,  and  the  deepening 
of  the  river  above  by  the  U.  S.  dredge  Maumee.  The  dredging  under 
this  contract  was  completed  OctoSer  9,  1905,  a  total  of  5,854,456 
cubic  yards  having  been  removed. 

Durmg  the  past  year  the  U.  S.  dredge  Burton  excavated  145,760 
cubic  yards  of  material  from  the  Maumee  River  between  its  mouth 
and  the  Pennsylvania  Railway  bridge  and  16,971  cubic  yards  of 
material  from  tne  outer  division  of  the  bay  channel,  all  at  a  cost  of 
$15,669.95. 

Dredging  in  the  northerly  200  feet  of  the  bay  channel  was  carried 
on  under  three  contracts,  all  dated  September  2,  1908. 

Under  the  first  of  these  contracts  78,596  cubic  yards  of  material 
was  removed  from  the  inner  division,  the  work  being  completed 
November  4;  12,270  cubic  yards  additional  was  removed  from  this 
division  between  November  5  and  November  13  under  a  subsequent 
agreement  with  the  contractor. 

The  second  contract  was  for  dredging  in  the  middle  division.  The 
amount  removed  was  80,727  cubic  yards.  The  contract  was  com- 
pleted November  13. 

The  third  contract  was  for  dredging  in  the  outer  division;  69,508 
cubic  yards  of  material  was  removed  up  to  November  14,  when  the 
contract  was  completed. 

The  result  of  these  expenditures  has  been  to  create  and  maintain 
a  channel  through  Maumee  Bay  and  River  400  feet  wide  and  20  feet 
deep  to  Fassett  Street  Bridge,  a  distance  of  15  miles,  and  to  a  width 
of  100  feet  and  depth  of  20  feet  for  1  mile  above  this  bridge.  The 
Maumee  River  is  also  navigable  for  launches  to  Perrysburg,  15  miles 
above  the  mouth. 

The  appropriation  recommended  will  be  applied  toward  mainte- 
nance of  existing  channel  to  keep  the  improvement  available. 

The  usual  variations  in  the  level  of  tne  water  surface  during  the 
season  of  navigation  range  from  1  foot  above  to  2  feet  below  mean 
lake  level.  Extreme  fluctuations,  due  to  wind,  of  7.9  feet  above  to 
7.1  feet  below  mean  lake  level  have,  however,  been  observed  at  Toledo. 

There  has  been  a  marked  reduction  in  freight  rates  since  the  proj- 
ect was  inaugurated,  but  this  has  been  due  not  only  to  the  work  at 
this  particular  harbor,  but  to  that  at  the  other  harbors  along  the 
lakes  and  the  improvements  in  the  connecting  channels,  as  well  as  to 
other  causes,  and  it  is  impracticable  to  determine  how  much  of  this 
reduction  is  due  to  this  particular  improvement. 

The  commerce  of  Toledo  for  the  calendar  year  1908  amounted  to 
3,946,819  tons,  a  decrease  of  1,131,056  tons  from  that  reported  for 
the  calendar  year  1907. 
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July  1, 1908,  balance  unexpended $73,091.80 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 45,000.00 

118,091.80 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 71,  lft5. 17 

July  1, 1909,  balance  unexpended 46,926.63 

July  1,  1909,  outstanding habilitiee 1,794.88 

July  1, 1909,  balance  available 45,13L75 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 46,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  O  O  1.) 

5,  Port  Clinton  Harbor,  Ohio. — ^The  harbor  of  Port  Clinton  is 
within  the  mouth  of  the  Portage  River.  This  river  flows  into  L^ke 
Erie  at  a  point  about  13  miles  by  land  and  22  miles  by  water  west  of 
the  city  of  Sandusky.  In  its  natural  condition  the  depth  of  water 
on  the  oar  at  the  mouth  of  the  river  rarely  exceeded  5  feet  at  ordinary 
lake  level. 

The  original  project  for  its  improvement  was  adopted  in  1871  and 
was  slightly  modified  in  1872  anci  1873.  It  provideciforthe  construc- 
tion of  two  parallel  jetties  extending  outward  from  the  mouth  of  the 
river  to  a  depth  of  10  feet  in  the  lake,  at  an  estimated  cost  of  $90,000. 
These  were  built  of  timber  and  stone. 

The  jetties  were  extended  to  a  depth  of  10  feet  in  the  lake  in  1883, 
at  which  time  the  east  jetty  had  oeen  extended  2,180  linear  feet 
and  the  west  ietty  1,948  linear  feet.  These  lengths  were  thought 
sufficient  for  tne  requirements  of  this  harbor,  and  in  1894,  at  which 
time  a  total  expenditure  of  $71,949.86  had  been  made,  it  was  recom- 
mended that  tne  remainder  of  the  estimated  cost  of  executing  the 
project  ($21,000)  be  expended  for  necessary  repairs. 

The  project  since  1894  has  been  one  for  maintenance,  imder  which 
$30,104.82  has  been  expended. 

The  result  of  these  expenditures  has  been  to  produce  a  channel 
about  10  feet  in  depth,  extending  for  one-half  mile  above  the  mouth 
of  the  Portage  River,  which  was  the  maximum  draft  that  could  be 
carried  June  30,  1909.  A  channel  of  6  feet  depth  extends  to  Oak 
Harbor,  12  miles  above  the  mouth  of  the  river. 

The  appropriation  recommended  will  be  applied  to  maintenance 
to  keep  tne  maprovement  available. 

The  project  has  had  little  effect  on  freight  rates,  as  the  commerce 
of  the  port  is  small. 

No  work  imder  contract  has  been  done  at  Port  Clinton  during  the 
year. 

The  conunerce  of  Port  Clinton  for  the  calendar  year  1908  amoimted 
to  13,068  tons,  an  increase  of  2,217  tons  over  that  reported  for  the 
calendar  year  1907. 
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July  1, 1908,  balance  unexpended $0.71 

Amount  allotted  from  i^f^iopriation  by  river  and  harbor  act  apjxoved 
March  3, 1909 2,500.00 

2,600.71 
June  SO,  1909,  amount  expended  during  fiscal  year,  for  maintenttnce  of  im- 
provement         66.39 

July  1,  1909,  balance  unexpended 2,445.32 

July  1,  1909,  outstanding  liabilitieB 45. 00 

July  1,  1909,  balance  available 2, 400. 82 

Amoxmt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 1,000.00 

Submitted  in  compliance  with  requirements  of  sundrv  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  O  O  2.) 

S.  Samdushu  Harbor,  Ohio. — The  harbor  of  Sandusky  is  in  the 
lower  part  of  Sandusky  Bay,  along  the  city  front,  the  part  nearest  to 
the  lake  being  about  2  mifes  from  the  bar  which  divides  the  waters 
of  the  bay  from  those  of  the  lake.  In  its  natural  condition  the  depth 
was  only  such  as  the  bay  afforded,  which  was  about  10  feet  along  the 
city  front  and  from  9  to  12  feet  thence  to  the  lake,  at  ordinary  lake 
level. 

A  long,  flat  sand  bar  divided  the  bay  from  the  lake,  this  bar  being 
cut  through  by  a  channel  from  1,000  to  2,000  feet  in  width  near  its 
central  portion.  The  southern  part  of  the  bar  is  called  "Cedar 
Point"  and  the  northern  ''Sand  roint."  Between  these  two  points 
the  currents  between  the  bay  and  the  lake  had  scoured  out  the  chan- 
nel to  a  depth  of  not  less  than  18  feet  for  a  distance  of  a  mile  or  more. 

The  first  appropriation  was  made  for  a  survey  in  1826,  and  the  first 
improvement  was  made  in  1844,  consisting  in  the  construction  of  a 
dam  to  close  a  breach  across  Sand  Point.  With  this  exception,  all 
the  improvements  made  previous  to  1896  consisted  in  aeepening 
natural  channels  and  in  making  a  new  straight  channel  from  the  city 
h*ont  to  Cedar  Point  and  in  removing  sand  and  bowlders  from  the 
dock  channel  along  the  city  front.  Natural  causes  since  1826  have 
washed  away  a  greater  part  of  Sand  Point. 

In  1896  and  subsequently  the  project  was  added  to  so  as  to  provide 
for  the  construction  of  parallel  jetties  of  stone  upon  mattress  founda- 
tions extending  from  Cedar  Point  and  Sand  Point  outward,  with  a 
view  to  confining  and  directing  the  flow  of  water  to  and  from  the 
bay.  Provision  was  also  made  for  the  construction  of  certain  spurs 
and  mattresses  for  the  protection  of  the  channel  near  Cedar  Point 
and  at  the  point  of  the  bar  near  the  light-house. 

Under  the  original  project  thus  modified  there  was  expended 
$477,149.09. 

The  present  project,  authorized  by  the  river  and  harbor  act  of 
March  3,  1899,  is  described  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1898,  pages  2708  to  2716,  inclusive.  It  provides  for  an 
east  jetty  of  stone  upon  brush  mattresses  extending  from  Cedar  Point 
about  5,000  feet  into  the  lake;  for  a  west  jetty  5,500  feet  long  on  the 
opposite  side  of  the  channel,  about  750  feet  distant;  for  the  protect 
tion  of  the  crest  of  tlie  bar  and  shore  of  Sand  Point  with  a  low  dam 
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of  brush  and  stone,  and  for  a  deflecting  dike  for  inner  bar  1,500  feet 
lon^  and  dredging  to  17  feet.  The  estimated  cost  was  $425,796,  of 
which  $317,796  was  for  permanent  works.  By  the  river  and  haroor 
act  of  June  13,  1902,  the  project  was  modified  so  as  to  provide  for 
dredging  a  channel  21  feet  deep  at  mean  lake  level  with  a  width  of 
400  feet  in  the  approaches  to  the  harbor  front  and  300  feet  in  the 
harbor  channel,  at  an  estimated  cost  of  $781,000,  as  described  in  the 
Report  of  Chief  of  Engineers,  1901,  pages  3270  to  3277,  inclusive. 
The  estimated  cost  of  the  entire  project  as  revised  in  1903  was 
$M35,000. 

The  act  of  March  3,  1905,  modified  the  project  by  omitting  there- 
from the  excavation  of  rock  other  than  that  already  provided  for  by 
contract  in  the  dock  channel  and  fixed  the  limit  of  expenditures  at 
$815,000.  Continuing  contracts  in  excess  of  cash  appropriations  were 
authorized  by  the  same  act  to  the  amoimt  of  $480,000,  of  which 
$130,000  remains  to  be  appropriated.  The  act  of  March  2,  1907, 
restored  this  work  of  rock  removal  to  the  project  and  appropriated 
$125,000  for  maintenance  and  continuing  tne  improvement.  In  the 
interim  the  city  of  Sandusky  had  removed  considerable  rock  from  the 
channel. 

The  total  expenditures  under  the  present  project  for  improving 
Sandusky  Harbor  to  June  30,  1909,  is  $602,004.90,  of  which  amount 
$27,403.48  was  for  maintenance  during  the  past  six  years.  Mor  to 
that  time  the  amounts  expended  for  works  of  improvement  and  for 
maintenance  were  so  involved  that  it  would  be  impracticable  to  sepa- 
rate them. 

Under  the  appropriation  of  $125,000  in  the  river  and  harbor 
act  of  March  2,  1907,  a  contract  is  in  force  for  the  removal  of  rock  in 
the  dock  channels.  During  the  past  year  under  this  contract  there 
has  been  removed  93,387  cubic  yards  of  material.  A  portion  of  the 
rock  removed  was  deposited  in  tne  extension  of  the  east  jetty,  where 
it  can  be  used  for  tne  building  up  of  this  protection.  The  U.  S. 
dredge  Burton  worked  in  the  outer  channel  from  November  25  to 
December  4,  removing  16,907  cubic  yards  of  material  at  a  cost  of 
$1,055.92. 

The  result  of  these  expenditures  has  been  to  create  a  channel  300 
feet  wide  and  21^  feet  deep  through  the  outer  bar,  400  feet  wide 
and  20 J  feet  deep  to  the  city  front,  and  160  to  300  feet  wide  and  20 
feet  deep  along  the  city  front  to  the  Short  Line  docks,  completing 
99  per  cent  of  the  work  now  under  contract.  The  project  as  a  whole 
is  regarded  as  about  70  per  cent  completed. 

There  is  at  present,  however,  some  shoaling  which  reduces  the 
available  width  to  a  minimum  or  200  feet  through  the  outer  bar  and 
to  a  minimum  of  250  feet  in  the  channel  between  the  outer  bar  and 
the  city  front. 

The  appropriation  recommended  will  be  appUed  to  maintenance  to 
keep  the  improvement  available. 

There  has  Deen  a  marked  reduction  in  freight  rates  since  the  project 
was  inaugurated,  but  it  is  impracticable  to  determine  how  much  of 
this  reduction  is  due  to  this  particular  improvement. 

There  is  a  general  depth  of  10  feet  in  Sandusky  Bay  to  the  mouth 
of  the  Sandusky  River,  14  miles  above  the  city,  and  of  8  feet  in  the 
river  to  Fremont,  Ohio,  18  miles  above  its  mouth,  but  there  is  prac- 
tically no  navigation  above  Sandusky.    The  usual  variation  in  the 
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level  of  the  water  surface  is  the  same  as  at  Toledo,  with  extreme 
fluctuations  of  5  feet  above  and  below  mean  lake  level. 

The  receipts  and  shipments  at  the  harbor  of  Sandusky  for  the 
calendar  year  1908  amounted  to  1,295,474  tons,  a  decrease  of  944,387 
tons  from  that  reported  for  the  calendar  year  1907. 

July  1, 1908,  balance  unexpended $281, 416. 83 

June  30,  1900,  amoimt  expended  during  fiscal  year: 

For  works  of  improvement $65, 650. 80 

For  maintenance  of  improvement 2, 728. 02 

68, 378. 82 


July  1,  1909,  balance  unexpended 213,038.01 

July  1,  1909,  outstanding  liabiHtiee 8, 341. 22 

July  1,  1909,  balance  available 204, 696. 79 

July  1,  1909,  amount  covered  by  uncompleted  contracts 11, 167. 65 

Amount  (estimated)  required  for  completion  of  existing  project 135, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  ol  1899. 

(See  Appendix  0  0  3.) 

4.  Huron  Harbor^  Ohio, — This  harbor  is  situated  at  the  mouth  of 
Huron  River.  In  its  natural  condition  the  entrance  was  practically 
closed  by  a  sand  bar. 

The  first  project  for  its  improvement  was  adopted  in  1826  and  pro- 
vided for  the  construction  of  two  parallel  jetties  140  feet  apart;  ex- 
tending outward  from  the  river  banJ^.  These  jetties  were  lengthened 
from  time  to  time  and  repaired  as  required,  and  the  channel  was 
finally  deepened  by  dredging. 

Tlie  total  amount  expended  upon  these  projects  for  all  purposes  of 
construction  and  maintenance  to  June  30,  1905,  was  $269,789.07. 

The  present  project  for  the  improvement  of  this  harbor  was  author- 
ized by  the  river  and  harbor  act  of  March  3.  1905.  It  is  based  upon  a 
survey,  plan,  and  estimate  called  for  by  tne  river  and  harbor  act  of 
June  13,  1902,  and  is  published  in  full  in  the  Report  of  the  Chief  of 
Engineers  for  1904,  pages  3209  to  3218,  inclusive. 

It  provides  for  rebuilding  580  feet  of  the  west  jetty,  extending  it  240 
feet,  and  constructing  a  pierhead  50  feet  square  at  its  outer  end;  for  a 
second  pierhead  of  the  same  dimensions  and  300  feet  easterly  from  it ; 
for  a  jetty  or  breakwater  extending  from  tliis  east  pierhead  to  a  point 
on  shore  1 ,200  feet  easterly  from  tne  channel ;  for  the  removal  of  the 
old  east  ietty;  and  for  the  dredging  of  the  channel  and  a  part  of  the 
sheltered  area  to  a  depth  of  21  feet  below  mean  lake  level. 

In  the  spring  of  1904  it  was  necessary  to  make  an  allotment  of 
$40,000  from  the  river  and  harbor  act  of  April  28,  1904,  for  the  main- 
tenance of  tJiis  harbor.  This  money  has  been  expended  in  rebuilding 
about  490  linear  feet  of  the  shoreward  end  of  the  west  jetty,  which 
was  in  sucli  a  ruinous  condition  that  it  threatened  to  give  way  and  to 
involve  the  destruction  of  the  channel.  This  extension  directly 
advanced  the  project  and  diminished  proportionally  the  amount 
required  for  its  completion. 
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The  river  and  harbor  act  of  March  3,  1905,  appropriated  $68,500 
and  authorized  contracts  to  be  entered  into  for  $200,000  more  for  the 
completion  of  the  new  projects.  Of  this  latter  sum  all  but  $3,000 
has  now  been  appropriated. 

The  work  contemplated  in  the  latest  project  has  been  completed, 
with  the  exception  of  a  small  amount  of  dredging  in  the  sheltered  area. 

The  excavation  necessary  in  connection  with  the  execution  of  the 
project  and  for  maintenance  of  channel  has  been  done  during  the  past 
year  by  the  U.  S.  dredge  Maumee;  65,986  cubic  yards  of  material  was 
removed  from  the  sheltered  area,  at  a  cost  of  $10,632.95. 

The  amount  expended  under  tne  existing  project  to  June  30,  1909, 
was  $248,461.68,  of  which  amount  $10,471.31  was  for  maintenance. 

The  result  of  these  expenditures  has  been  to  obtain  a  channel  200 
feet  wide  and  21  feet  deep  at  mean  lake  level  through  the  outer  bar 
and  jettied  channel  for  a  distance  of  three-fourths  of  a  mile.  The 
project  is  regarded  as  99  per  cent  completed. 

A  channel  8  feet  deep  extends  to  Milan,  8  miles  above  the  mouth, 
but  there  is  practically  no  navigation  on  this  part  of  the  river. 

The  appropriation  recommended  will  be  applied  to  maintenance  to 
keep  the  improvement  available. 

There  has  been  a  marked  reduction  in  freight  rates  since  the  project 
was  inaugurated,  but  it  is  impracticable  to  determine  how  much  of 
this  reduction  is  due  to  this  particular  improvement. 

The  commerce  for  Huron  Harbor  for  the  calendar  year  1908 
amounted  to  1,167,574  tons,  a  decrease  of  1,153,881  tons  from  that 
reported  for  the  calendar  year  1907. 

July  1, 1908,  balance  unexpended $57, 316. 09 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $9, 699. 66 

For  maintenance  of  improvement 7, 166. 80 

16,766.46 

July  1,  1909,  balance  unexpended 40, 649. 63 

July  1,  1909,  outstanding  liabilities 442. 70 

July  1, 1909,  balance  available 40,106.93 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balimce  unex- 
pended July  1,  1909 3,000.00 

Suomitted  in  compliance  with  retjuirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  O  O  4.) 

6.  Vermilion  Harbor,  Ohio, — ^VermiUon  Harbor  is  at  the  mouth  of 
VermiUon  River,  which  empties  into  Lake  Erie  about  20  miles  east- 
ward from  Sandusky. 

The  improvement  of  this  harbor  was  first  undertaken  in  1836, 
when  an  appropriation  of  $10,000  was  made  for  the  purpose.  The 
original  project  provided  for  parallel  jetties  extending  outward  to  12 
feet  of  water  in  the  lake.  The  jetties  were  built,  but  the  current 
only  sufficed  to  maintain  a  channel  of  about  7  feet  depth  across  the 
bar  at  ordinary  lake  level. 

In  the  natural  condition  of  the  harbor  there  was  only  about  2  feet 
of  water  at  this  place.    Dredging  was  accordingly  resorted  to  and 
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the  project  enlarged  to  provide  for  a  depth  of  14  feet  of  water.  This 
involved  the  removal  of  rock,  and  the  project  was  never  fully  exe- 
cuted. 

The  total  amount  of  money  expended  on  the  original  project  is 
$133,277.55. 

No  work  has  been  done  under  contract  at  Vennilion  during  the 
past  year. 

The  amount  expended  on  the  existing  project  for  maintenance  to 
June  30,  1909,  was  $29,964.13. 

The  result  of  these  expenditures  has  been  to  provide  a  channel  12 
feet  deep  to  the  inner  end  of  the  piers.  A  channel  of  8  feet  extends 
to  the  Lake  Shore  Railway  bridge,  one-half  mile  above.  The  water- 
surface  fluctuations  are  similar  to  those  at  Huron  or  Lorain. 

The  appropriation  recommended  will  be  appUed  to  maintenance 
to  keep  the  improvement  available. 

The  improvement  has  had  Uttle  effect  on  freight  rates,  as  the  ton- 
nage of  the  port  is  small. 

The  receipts  and  shipments  for  the  calendar  year  1908  amounted 
to  1,355  tons,  a  decrease  of  254  tons  from  that  reported  for  the 
calendar  year  1907. 

July  1, 1908,  balance  unexpended $156. 82 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved  March 
3,1909 2,000.00 

2, 155. 82 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      .119.95 

July  1,  1909,  balance  unexpended 2,035.87 

July  1,  1909,  outstanding  liabilities .40 

July  1,  1909,  balance  available 2,035.47 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  imex- 
pended  July  1,1909 .- 1,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  O  O  5.) 

6.  Lorain  Harbor,  Ohio. — ^This  harbor  is  within  the  mouth  of  Black 
River,  where  it  enters  Lake  Erie,  25  miles  west  of  Cleveland.  In  its 
natural  condition  the  depth  of  water  at  the  mouth  of  this  river  at 
ordinary  lake  level  did  not  exceed  3  feet,  but  the  river  itself  was 
navigable  for  a  distance  of  3  miles  from  its  mouth  for  all  vessels  then 
in  use  upon  the  lake. 

The  first  project,  adopted  in  1828,  provided  for  the  construction  of 

f)arallelpier8  200  feet  apart,  running  out  to  a  depth  of  16  feet  in  the 
ake.  This  project  was  modified  in  1873  and  1880.  The  piers  have 
been  rebuilt  and  extended  from  time  to  time,  to  keep  pace  with 
increasing  requirements,  and  dredging  has  been  resorted  to  to  secure 
a  greater  depth  than  the  natural  currents  would  afford.  The  amount 
expended  on  this  project  was  $292,202.88. 

The  present  project  was  adopted  b}r  the  river  and  harbor  act  of 
March  3,  1899.  Tne  project  in  detail  is  given  in  full  in  the  Annual 
Report  t)f  Chief  of  Engineers  for  1898,  pages  2718  to  2724,  inclusive. 
It  provides  for  the  construction  of  two  rubble-mound  breakwaters 
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converging  toward  the  lake,  having  an  opening  between  them  at 
their  outer  extremities  500  feet  in  width  and  in  prolongation  of  the 
axial  line  of  the  jettied  channel.  It  also  provides  for  repairing  the 
jetties  and  for  dredging  the  protected  areas  to  a  depth  of  20  feet. 
The  estimated  cost  is  $695,500. 

The  total  expenditure  authorized  by  the  river  and  harbor  act  of 
March  3,  1899,  was  $650,000,  but  that  amount  not  being  sufficient  to 
secure  the  completion  of  the  work  at  such  prices  as  could  be  obtained 
by  advertisement,  special  authority  was  given  in  the  river  and  harbor 
act  of  June  6,  1900,  to  enter  into  contract  for  such  portion  of  the 
work  as  the  funds  available  would  allow,  at  a  cost  not  to  exceed  a  10 
per  cent  increase  over  the  original  estimates,  and  the  funds  required 
therefor  were  appropriated  in  the  river  and  harbor  act  approved 
March  3,  1905,  and  sundry  civil  acts  of  March  3,  1905,  and  June  30, 
1906.  The  act  of  March  2,  1907,  authorized  the  expendittu:«  or 
$15,000  in  dredging  the  easteriy  side  of  Black  River  from  the  inner 
end  of  the  easterly  government  pier  to  East  Erie  Avenue  Bridge. 

The  river  and  harbor  act  of  March  3,  1909,  provided  for  the  expen- 
diture of  funds  already  appropriated  or  authorized  for  the  extension 
of  the  west  arm  of  the  breakwater  to  or  toward  the  shore. 

Under  various  contracts  the  east  and  west  piers  have  been  entirely 
rebuilt,  two  breakwaters  have  he&a,  built,  the  western  one  1,800  feet 
long,  tne  eastern  one  1,500  feet  long,  and  pierheads  have  been  con- 
structed at  the  entrance  of  the  outer  harbor. 

There  has  been  expended  imder  the  new  project  to  Jime  30,  1909, 
$652,637.40,  of  whicn  amount  during  the  past  six  years  $27,971.58 
was  for  maintenance.  Prior  to  that  time  tne  amounts  expended  for 
works  of  improvement  and  for  maintenance  were  so  involved  that  it 
would  be  impracticable  to  separate  them. 

With  this  expenditure  a  channel  has  been  dredged  to  a  depth  of  20 
feet  between  tne  piers  and  for  1,000  feet  beyond.  The  east  pier, 
1,003.5  feet  long,  and  the  west  pier,  1,765  feet  long,  have  been  entirely 
rebuilt.  The  east  pierhead  and  east  breakwater  were  completed 
August  4,  1908,  providing  a  west  breakwater  1,800  feet  long  and  an 
east  breakwater  1,500  reet  loog,  with  pierheads  at  their  outer 
extremities. 

The  U.  S.  dredge  Maumeewas  engaged  from  July  17,  to  September 
3  in  dredging  the  easterly  side  of  Black  River  from  the  inner  end  of 
the  government  pier  to  the  East  Erie  Avenue  Bridge  under  a  project 
approved  March  27, 1907 ;  41,760  cubic  yards  of  material  was  removed, 
at  a  cost  of  $4,901.91. 

The  project  is  95  per  cent  completed.  A  channel  21  feet  deep 
below  mean  lake  level  also  extends  up  the  river  to  the  steel  plant,  3 
miles  above  the  mouth,  and  is  maintained  by  local  authorities. 

The  appropriation  recommended  will  be  apphed  to  maintenance  to 
keep  the  improvement  available. 

The  water-surface  fluctuations  are  similar  to  those  at  Cleveland. 

There  has  been  a  marked  reduction  in  freight  rates  since  the  project 
was  inaugurated,  but  it  is  impracticable  to  determine  how  much  of 
this  reduction  is  due  to  this  particular  improvement. 

The  commerce  of  Lorain  for  the  calenaar  year  1908  amoimted  to 
4,399,350  tons,  a  decrease  of  331,070  tons  from  that  reported  for  the 
calendar  year  1907. 
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July  1,  1908,  balance  unexpended $154,120.84 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $28, 707, 80 

For  maintenance  of  improvement 6, 968.  95 

35, 676.  75 

July  1,  1909,  balance  unexpended 118,444.09 

July  1, 1909,  outstanding  liabilities 93. 51 

July  1,  1909,  balance  available 118, 850. 58 

Amount  that  can  be  profitably  expended  in  fHoal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5, 000. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  O  O  6.) 

7.  Cleveland  Harbor,  Ohio. — Originally  Cleyeland  Harbor  was 
simply  the  mouth  of  Cuyahoga  River,  in  which  the  water  was  shoal 
and  sometimes  the  entrance  was  entirely  closed  to  boats  by  the 
sand.  The  first  improvement  was  undertaken  in  1825,  and  the 
plan  contemplated  straightening  the  channel  and  making  it  permar- 
nent  by  side  jetties.  The  channel  was  dredged  when  necessary. 
The  total  expenditure  under  this  plan  was  $346,244.84. 

In  1875  a  project  was  adopted  for  a  breakwater  of  timber  cribs  in 
5  fathoms  or  water.  The  west  breakwater  was  commenced  in  1876 
and  completed  in  1883,  a  total  length  of  7,130  feet.  The  east  break- 
water was  commenced  in  1888  and  continued  at  intervals  until  1893, 
when  its  length  was  2,494.5  feet.  In  1895  an  openii^  of  200  feet  was 
made  in  the  shore  arm  of  the  west  breakwater  as  a  sanitary  measiu^e. 

In  1896  Congress  authorized  the  completion  of  the  improvement 
at  a  total  estimated  cost  not  to  exceed  $1,354,000,  in  accordance  with 
a  project  published  in  Annual  Report  of  the  Chief  of  Engineers  for 
1896,  pages  2949  to  2953,  inclusive.    This  project  involved  the  com^ 

f>letiom  of  the  east  breakwater,  covering  an  extension  of  about  3,000 
eet;  removing  superstructure  of  the  old  west  Inreakwater  to  a  depth 
of  2  to  3  feet  below  water  level  and  replacing  it  with  a  superstructure 
of  concrete  masonrv;  reenforcing  the  cribs  below  the  masonry; 
sheathii^  the  face  or  the  east  breakwater;  removing  and  rebuilding 
the  east  and  west  piers  and  widening  the  mouth  of  the  river.  A 
continuous  contract  for  the  work  was  authorized. 

In  1899  a  project  was  prepared,  and  was  authorized  by  the  river 
and  harbor  act  of  that  year,  tor  deepening  the  channel  and  sheltered 
area  by  dredging  to  a  depth  of  21  feet.  This  project  was  enlarged  by 
the  act  of  Jime  13,  1902,  to  permit  the  dredging  to  be  carried  to  a 
depth  of  25  feet.  The  estimated  cost  of  the  work  was  $478,400.  (See 
Annual  Report  of  the  Chief  of  Engineers  for  1899,  pp.  3076  to  3078, 
inclusive,  for  project,  and  p.  3061  for  estimate  as  revised.) 

The  river  and  haroor  act  oi  June  13,  1902,  authorized  a  further 
modification  of  the  project  by  providing  for  improving  and  enlarging 
the  entrance  to  the  hiurbor  and  for  extending  the  breakwater  east- 
ward to  Gordon  PaA,  in  the  city  of  Cleveland,  a  distance  of  about 
16,000  feet,  at  a  total  estimated  cost  of  $4,481,456.  This  project  is 
described  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1901, 
pages  3277  to  3299,  inclusive.    The  act  authorized  an  expenditure  of 
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$2,800,000,  of  which  $100,000  is  yet  to  be  appropriated,  but  this 
authorization  was  increased  by  $900,000  in  the  river  and  harbor  act 
of  March  2,  1907^  of  which  $600,000  is  yet  to  be  appropriated.  This 
act  also  appropriated  $98,000  for  the  construction  of  a  Government 
dock  at  the  foot  of  Erie  street  in  the  city  of  Cleveland,  in  accordance 
with  plan  printed  in  House  Document  ^o.  270,  Fifty-ninth  Confess, 
second  session,  contingent  upon  the  consent  of  the  Cleveland  Yacht 
Club,  which  holds  a  lease  of  this  frontage. 

The  existing  project  for  improving  Cleveland  Harbor,  Ohio,  is 
therefore  a  combmation  of  those  authorized  by  the  acts  of  1875,  1896, 
1899,  1902,  and  1907. 

There  has  been  expended  on  this  project  to  June  30, 1909,  $5,523,- 
698.53,  of  which  amount  $508,259.72  was  for  maintenance  during 
the  past  six  years.  Prior  to  that  time  the  amounts  expended  for 
works  of  improvement  and  for  maintenance  were  so  involved  that 
it  would  be  impracticable  to  separate  them. 

With  this  expenditure  the  mouth  of  the  river  has  been  widened, 
the  east  and  west  piers  rebuilt  and  capped  with  concrete,  with  the 
exception  of  a  small  amoimt  of  jetty  extension  and  dredging  near 
the  mouth  of  the  Cuyahoga  River  and  south  of  the  Lake  Shore  Rail- 
way brieve,  which  has  not  been  carried  out  because  the  United  States 
has  been  unable  to  obtain  title  to  the  land  which  would  have  to  be 
dredged  awav.  The  superstructure  of  the  west  breakwater  has  been 
removed  and  replaced  by  concrete  masonry,  and  the  lake  face  of  the 
cribs  protected  with  riprap.  The  old  east  breakwater  has  been  re- 
paired and  extended  as  provided  for  in  the  project  of  1896,  with  the 
exception  of  about  270  feet,  which,  being  a  portion  of  the  shore  arm, 
was  not  built  on  account  of  the  modifications  in  the  river  and  harbor 
act  of  June  13,  1902,  which  rendered  its  construction  unnecessary. 

The  work  at  the  new  entrance  was  completed  October  6.  This 
consists  of  two  pierheads,  two  projectingbreakwaters,  and  rubble- 
mound  protection  for  the  old  structure.  The  western  division  of  the 
east  breakwater  extension  was  completed  October  27,  1908,  the 
eastern  division  is  85  per  cent  complete,  and  work  under  a  contract 
dated  January  14,  1909,  for  the  new  extension  eastward  is  18  per 
cent  complete. 

Construction  of  the  wharf  at  the  foot  of  East  Ninth  street  was  com- 
menced June  1,  1909. 

From  1899  to  1904,  766,928  cubic  yards  of  material  was  excavated 
in  the  harbor,  at  a  cost  of  $115,000;  but,  as  shown  by  the  annual 
report  of  the  district  en^eer  for  1904,  the  deposit  which  took  place 
over  this  area  during  this  period  has  equaled  or  exceeded  the  amount 
of  material  removed,  and  the  work  done  therefore  must  be  regarded 
simply  as  maintenance  work  and  not  in  advancement  of  the  project. 

A  contract  for  dredging  in  the  basin  was  completed  November  24. 
Under  this  contract  801,628  cubic  yards  of  material  was  removed. 

As  a  result  of  these  expenditures  a  navigable  channel  25  feet  in 
depth  has  been  provided  at  the  mouth  of  the  river  and  a  large  outer 
harbor  constructed  which  is  available  for  docks  and  anchorage.  The 
project  as  a  whole  is  regarded  as  80  per  cent  completed. 

The  amoimt  recommended  to  be  appropriated  will  be  applied  to 
building  pierheads,  east  entrance,  and  shore  arm  of  the  east  break- 
water. 
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Cuyahoga  River  has  a  navigable  depth  of  20  feet  to  Jefferson  street, 
4  miles  above  its  mouth,  and  16  feet  tor  li  miles  farther,  and  is  main- 
tained by  local  authorities. 

There  has  been  a  marked  reduction  in  freight  rates  since  the 
project  was  inaugurated,  but  it  is  impracticable  to  determine  how 
much  of  this  reduction  is  due  to  this  particular  improvement. 

The  commerce  for  Cleveland  Harbor  for  the  calendar  year  1908 
amounted  to  10,169,170  tons,  a  decrease  of  2,713,278  tons  from  that 
reported  for  the  calendar  year  1907. 

The  usual  variation  in  the  level  of  the  water  surface  during  the 
season  of  navigation  is  from  1  foot  above  to  2  feet  below  mean  lake 
level.     Fluctuations  due  to  wind  are  about  2  feet. 

UNDXR  CONTRACTS,  BTC.,  AUTHOBIZID  BY  ACT  OT  JUNK  3,  1896. 

July  1, 1908,  balance  tmexpended $45,484.84 

July  1, 1909,  balance  unexpended 45,484.84 

MAINTSNANOX  (DRXDOIMO)  AND  CONTINUINO  DfPBOVEMBNT. 

July  1, 1908,  balance  unexpended $104,791.17 

June  30, 1909,  anM)unt  expended  during  fiscal  year,  for  works  of  improve- 
ment       47,007.48 

July  1,  1909,  balance  unexpended 57, 783.  69 

July  1, 1909,  outstanding  liabilitiee 23.96 

July  1, 1909,  balance  available 57, 759. 73 

Amount  (estimated)  required  for  completion  of  existing  project 203, 000. 00 

WHABF  ROOM. 

July  1, 1908,  balance  unexpended $98,000.00 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   57.08 

July  1, 1909,  balance  unexpended 97,942.92 

July  1, 1909,  outstanding  liabilities 171.20 

July  1, 1909,  balance  available 97,771.72 

July  1, 1909,  amount  covered  by  uncompleted  contracts 83, 735. 00 

NXW  XNTRANCX,  BRRAKWATXR  BZTBN8I0N,  ETC.,  ACTS  OF  JUNX  13,  1902,  AND  MARCH 

2,1907. 

July  1, 1908,  balance  unexpended $672,040.99 

Amoimt  appropriated  by  simdry  civil  act  approved  March  4,  1909 337, 500. 00 

1,009,540.99 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       472,029.04 

July  1,  1909,  balance  unexpended 537,511.95 

Julyl,  1909,  outstanding  liabilitieB 55,194.15 

July  1, 1909,  balance  available 482,317.80 
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July  1, 1909,  amount  covered  by  uncompleted  contracts $1, 010, 433. 09 

Amount  (estimated)  required  for  completion  of  existing  project 1, 481, 456. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljrl,  1909 *194,000.00 

Submitted  in  compliance  witii  requirements  of  sundry  civil  act  of  June 

4,  1897. 

C0N80UDATBD. 

July  1,  1908,  balance  unexpended 1920,317.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 337, 500. 00 

1,257,817.00 
June  30, 1909,  amount  expended  during  fiscal  year,  for  woriis  of  improve- 
ment       519,093.60 

July  1,  1909,  balance  unexpended 738,723.40 

July  1,  1909,  outstanding  liabilities 55,389.31 

July  1,  1909,  balance  available 683,334.09 

July  1,  1909,  amount  covered  by  uncompleted  contracts 1, 094, 168. 09 

Amount  (estimated)  required  for  completion  of  existing  project 1, 684, 456. 00 

Amount  that  can  be  profitably  expended  in  fiscal  vear  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Jul3rl,  1909 « 194, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  0  0  7.) 

8.  Fairport  Harbor,  Ohio. — This  harbor  is  situated  at  the  month 
of  Grand  River,  30  miles  east  of  Cleveland.  Before  the  improve- 
ment was  undertaken  the  depth  across  the  bar  at  the  mouth  of  the 
river  was  variable. 

The  first  improvement  was  imdertaken  in  1825,  and  the  original 

Eroject  provided  for  the  construction  of  parallel  jetties  of  cribwork 
lied  with  stone,  placed  about  200  feet  apart  and  extending  outward 
across  the  bar  and  into  the  lake.  The  jetties  were  extended  from 
time  to  time  imtil  the  west  jetty  attained  a  length  of  2,370  feet  and 
the  east  jetty  1,765  feet  from  tne  original  shore  line.  These  jetties 
have  been  repeatedly  repaired  and  rebuilt  as  necessities  required,  and 
the  channel  has  been  deepened  and  dredged  many  times. 

By  the  river  and  harbor  act  of  June  3,  1896,  the  existing  project  for 
this  improvement  was  adopted.  .This  project  is  dcscnbed  in  the 
Report  of  the  Chief  of  Engineers  for  1896,  pages  2956  to  2958,  inclu- 
sive, and  provides  for  the  construction  of  two  Breakwaters  converging 
toward  the  lake',  the  outer  ends  being  in  deep  water,  and  sufficient 
space  beingleft  between  them  to  afford  an  easy  entrance  to  the  jettied 
cnannel.  The  breakwaters  were  to  terminate  in  pierheads  60  feet 
square,  the  west  breakwater  to  have  a  length  of  2,050  feet  and  the 
east  breakwater  1,350  feet.  The  estimated  cost  of  the  work,  includ- 
ing dredging  between  the  breakwaters  to  a  depth  of  20  feet,  was 
$510,000,  ^ch  was  revised  to  $585,000  in  1900.  (See  Annual 
Report  of  the  Chief  of  Engmeers  for  1900,  pp.  4071-4072.) 

a  Of  this  amount,  $100,000  is  under  the  continuing-contract  authorization  made  in 
the  river  aud  harbor  act  approved  June  13,  1902,  and  $94,000  under  act  of  March  2, 
1907. 
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A  further  modification  of  the  project  occurs  in  the  river  and  harbor 
act  of  March  3,  1905,  which  provides  that  the  westerlv  arm  of  the 
breakwater  may  be  extended  to  a  point  at  or  near  the  shore,  the 
expense  thereof  to  be  paid  from  the  appropriations  therein  and  tnere- 
tofore  made.     The  estimated  cost  of  this  extension  was  $120,000. 

The  total  expenditures  to  June  30,  1899,  on  the  original  project, 
were  $368,940.09. 

The  river  and  harbor  acts  of  June  13,  1902,  and  March  3,  1905, 
provided  not  only  for  continuing  existing  project  but  for  OMtintenance 
of  the  old  work.  From  the  various  appropriations  since  1899  there 
have  been  expended  $196,167.25  in  repairs  to  old  piers  and  dredging. 
With  these  funds  580  linear  feet  of  the  shorewara  end  of  the  east 
jetty  was  completely  rebuilt  of  timber  cribs  with  a  concrete  top,  and 
570  linear  feet  of  the  west  jetty  was  extensively  repaired  with  tongoed 
and  grooved  piling  below  the  water  and  with  concrete  and  stone 
above,  and  the  outer  portion  of  both  jetties  was  protected  below 
water  by  a  dieathing  of  hard-wood  plank,  and  the  wooden  super- 
structure was  completely  repaired. 

With  the  funds  available  for  continuing  the  improvement,  828 
linear  feet  of  the  shoreward  end  of  the  west  breakwat^,  as  pro- 
vided for  in  the  report  of  1896,  has  been  built,  extending  to  the  shore. 
The  work  of  extending  the  west  breakwater  1,000  fee tlake ward  and 
for  the  construction  of  a  pierhead  at  its  outer  end  is  in  progress 
under  contract.     This  work  is  about  65  per  cent  complete. 

There  has  been  expended  on  the  existing  project  to  June  30,  1909, 
$504,540.89,  of  which  amount  $125,358.32  was  for  maintenance 
during  the  past  six  years.  Prior  to  that  time  the  amounts  expended 
for  works  of  improvement  and  for  maintenance  were  so  involved  that 
it  would  be  impracticable  to  separate  them. 

The  water  surface  variations  are  similar  to  those  of  Cleveland. 

The  amount  recommended  to  be  appropriated  will  be  applied  to 
building  the  east  arm  outer  breakwater. 

The  result  of  these  expenditures  has  been  to  obtain  a  channel  20 
feet  deep  at  mean  lake  level  across  the  bar  at  the  mouth  of  the  river 
and  to  protect  the  entrance  from  westerly  storms^  The  project  is 
regarded  as  about  55  per  cent  completed. 

There  has  been  a  marked  reduction  in  freight  rates  since  the 
project  was  inaugurated,  but  it  is  impracticable  to  determine  how 
much  of  this  reduction  is  due  to  this  particular  improvement. 

The  commerce  of  Fairport  Harbor  for  the  calendar  year  1908 
amounted  to  2,302,275  tons,  a  decrease  of  1,021,220  tons  from  that 
reported  for  the  calendar  year  1907. 

July  1, 1908,  balance  unexpended fl56, 614.  63 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

160, 614.  63 
June  30, 1909,  amount  expended  during  fiacal  year: 

For  works  of  improvement |74, 929.  20 

For  maintenance  of  improvement 2, 859. 26 

77, 779.  46 

July  1, 1909,  balance  unexpended 82, 836. 17 

July  1,  1909,  outstanding  liabilities 13, 190  09 

July  1, 1909,  balance  available 69, 645. 08 
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July  1, 1909,  amount  covered  by  uncompleted  contracts $61, 636. 82 

Amount  (estimated)  required  for  completion  of  existing  project 245, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 246,00a00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
Jime  4,  1897. 

(See  Appendix  O  O  8.) 

9.  Ashtabvia  Harbor,  Ohio, — ^This  harbor  is  situated  at  the  mouth 
of  the  Ashtabula  River  66  miles  east  of  Cleveland.  In  its  natural 
condition  the  mouth  of  the  river  was  obstructed  by  a  bar  ujpon  which 
the  depth  of  water  varied  according  to  weather  conditions.  The 
greatest  depth  on  the  bar  that  could  prevail  was  9  feet,  at  ordinary 
lake  levely  this  being  the  distance  to  the  underlying  rock  near  the 
shore  line. 

The  original  project  for  the  improvement  of  this  harbor  was 
adopted  in  1826  and  provided  for  the  construction  of  two  paraUel 
jetties  extending  outward  into  the  lake.  These  jetties  have  been  built 
and  repaired  from  time  to  time  and  extended  farther  into  the  lake, 
and  the  channel  has  been  deepened  by  dredging  to  meet  the  increas- 
ing demands  of  commerce,  the  project  heins  modified  accordingly. 

The  total  amount  expended  on  the  ori^ns?  project  was  $565,192.27. 

The  existing  project  was  adopted  under  the  authority  of  the  river 
and  harbor  act  of  1896  and  is  described  in  the  Report  of  the  Chief  of 
Engineers  for  1895.  pages  3122  to  3216,  inclusive,  and  provides  for 
the  construction  or  two  breakwaters,  each  1,500  reet  long,  and  two 
pierhead  cribs,  at  an  estimated  cost  of  $465,000.  This  plan  was 
modified  as  explained  in  the  Annual  RepK)rt  of  the  Chief  of  Engineers 
for  1896,  pa^es  2963  and  2964,  to  provide  a  west  breakwater  1,800 
feet  lon^  ana  an  east  breakwater  1,200  feet  long. 

The  nver  and  harbor  act  of  March  3,  1899,  authorized  a  continuous 
contract  to  be  made  for  the  construction  or  these  breakwaters,  at  a 
cost  not  to  exceed  $430,000. 

The  river  and  harbor  act  of  March  3,  1905,  authorized  the  expendi- 
ture of  the  unexpended  balance  on  hand  to  the  credit  of  the  improve- 
ment for  the  extension  of  the  west  breakwater  to  a  point  at  or  near 
the  shore,  and  the  funds  have  been  applied  toward  tne  prolongation 
of  the  west  breakwater  1,300  feet. 

Work  under  a  contract  for  constructing  the  east  and  west  break- 
waters was  completed  Au^t  17. 

Bids  have  been  received  for  a  further  extension  of  the  west  break- 
water and  for  necessary  reenforcement  to  the  timber  crib  portion  of 
that  structure. 

The  amount  expended  on  the  existing  project  to  June  30,  1909^  is 
$757,209.84,  of  which  amount  $20,897.77  was  for  maintenance  during 
the  past  six  years.  Prior  to  that  time  the  amounts  expended  for 
works  for  improvement  and  for  maintenance  were  so  involved  that 
it  would  be  impracticable  to  separate  them. 

The  project  is  regarded  as  95  per  cent  complete. 

In  1904  the  Secretary  of  War,  under  authority  of  law,  gave  per- 
mission to  the  Pittsburg,  Youngstown  and  Ashtaoula  Railroad  Com- 
pany to  completely  remove  the  west  jetty  and  to  replace  the  same  by 
a  bulkhead  60  feet  farther  to  the  west/  thus  increasing  the  width  of 
the  channel. 
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A  description  of  this  improvement  is  contained  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1908,  page  758. 

In  May,  1906,  authority  was  also  ^ranted  by  the  Secretary  of  War 
to  the  Lake  Shore  and  Michigan  Soumem  Railway  Company  to  make 
certain  imjprovements  on  the  easterly  side  of  the  river.  Tte  railway 
company  has  taken  possession  of  the  east  pier  and  extended  it  north- 
ward 720  feet;  thence  it  is  extended  about  900  feet  easterly;  thence 
southward,  meeting  the  property  of  the  railway  company.  The 
inclosure,  about  15  acres,  nas  been  filled  to  the  level  of  the  docks, 
about  3,350  feet  of  crib  dock  has  been  completed,  and  a  second  fill  of 
20  acres  to  eastward  has  been  built  up.  The  government  east 
breakwater  affords  but  partial  protection  to  these  new  docks.  The 
railroad  company  has  been  authorized  to  extend  the  east  breakwater 
to  protect  its  docks.  Work  on  this  im]jrovement  was  begun  in  June, 
1906,  and  1,100  feet  of  the  breakwater  is  completed.  The  east  basin 
and  slip  have  been  dredged  to  a  depth  of  23  J  feet. 

As  a  result  of  these  expenditures  the  depth  across  the  bar  at  the 
mouth  of  the  river  has  been  increased  to  20  feet  and  an  outer  harbor 
has  been  provided.  A  20-foot  channel  extends  up  the  river  1 J  miles 
above  its  mouth  and  is  maintained  by  the  local  authorities. 

The  appropriation  recommended  will  be  applied  to  maintenance  to 
keep  the  moiprovement  available. 

The  water-surface  variations  are  similar  to  those  at  Cleveland. 

There  has  been  a  marked  reduction  in  freight  rates  since  the  proj- 
ect was  inau^rated.  but  it  is  impracticable  to  determine  how  much 
of  this  reduction  is  due  to  this  particular  improvement. 

The  commerce  of  Ashtabula  Harbor  for  the  calendar  year  1908 
amounted  to  5,935.097  tons,  a  decrease  of  5,899,483  tons  from  that 
reported  for  the  calendar  year  1907. 

July  1, 1908,  balance  unexpended |145, 217.  24 

June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $62, 017. 88 

For  maintenance  of  improvement 2, 775. 11 

64,  792.  99 


July  1, 1909,  balance  unexpended 80,424.25 

July  1, 1909,  outstanding  liabilities 182.64 

July  1, 1909,  balance  available 80,241.61 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 5,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  O  O  9.) 

10.  Conneaut  Harbor,  Ohio. — Conneaut  Harbor  is  at  the  mouth  of 
Conneaut  Creek,  69  miles  east  of  Cleveland.  In  its  natural  condition 
the  creek  was  obstructed  by  a  bar  at  its  mouth,  over  which  the  average 
depth  of  water  did  not  exceed  2  feet  at  ordinary  lake  level. 

The  first  improvement  was  undertaken  in  1829,  and  consisted  in  the 
construction  of  parallel  jetties  of  timber  cribs  filled  with  stone.  The 
greatest  depth  ootained  under  this  project  did  not  exceed  12  feet. 
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No  appropriations  were  made  for  this  harbor  from  1880  to  1892. 
At  the  end  of  this  period  the  jetties  were  in  a  decayed  and  ruinous 
condition,  and  the  channel  had  filled  up  with  sand  and  silt,  and  had 

Eractically  reverted  to  its  original  condition.  The  harbor  could  only 
e  used  by  small  sailing  craft,  such  as  were  then  engaged  in  fishing. 

In  1892  a  project  was  prepared  which  provided  for  the  construc- 
tion of  parallel  jetties  200  feet  apart  and  extending  outward  to  a 
depth  or  17  feet  in  the  lake,  and  appropriations  under  this  project 
were  made  to  1896. 

Expenditures  on  the  early  projects  were  $192,448.47. 

The  existing  project  was  authorized  by  the  river  and  harbor  act  of 
June  3,  1896,  and  is  described  in  the  Annual  Report  of  the  Chief  of 
Engineers  for  1896,  pages  2970-2972,  inclusive.  This  project  pro- 
vides for  the  completion  of  the  jetties  to  a  depth  of  17  feet  in  die  lake, 
and  the  construction  of  two  detached  breakwaters  convei^ii^  toward 
the  lake  and  designed  to  shelter  the  entrance  to  the  jettied  channel, 
and  for  seeming  a  navigable  depth  of  20  feet  in  the  channel  and 
sheltered  area.  The  estimated  cost  of  the  work  was  $610,000,  ex- 
clusive of  maintenance. 

The  total  amount  expended  on  the  existing  project  to  June  30, 1909, 
is  $644,424.48,  of  which  amount  $31,601.23  was  for  maintenance  dur- 
ing the  past  six  years.  Prior  to  that  time  the  amounts  expended  for 
works  or  improvement  and  for  maintenance  were  so  involved  that  it 
would  be  impracticable  to  separate  them. 

With  these  funds  the  project  has  been  completed. 

From  April  30  to  Mav  22  the  United  States  dredge  Burton  worked 
at  Conneaut  restoring  the  channel  to  its  usual  depth  and  width,  some 
shoaling  having  occurred  during  the  winter  months. 

As  a  result  of  these  expenditures  the  depth  across  the  bar  at  the 
mouth  of  the  creek  has  been  increased  to  20  feet  and  an  outer  harbor 
has  been  provided.  A  20-foot  channel  extends  up  the  creek  one 
and  one-half  miles  above  its  mouth,  and  is  maintained  by  local 
authorities. 

The  water  surface  variations  are  similar  to  those  at  Cleveland. 

The  appropriation  recommended  will  be  appUed  to  maintenance  to 
keep  the  improvement  available. 

There  has  been  a  marked  reduction  in  freight  rates  since  the  project 
was  inaugurated,  but  it  is  impracticable  to  determine  how  much  of 
this  reduction  is  due  to  this  particular  improvement. 

The  commerce  for  Conneaut  Harbor  for  the  calendar  year  1908 
amounted  to  6,468,064  tons,  a  decrease  of  1,883,343  tons  from  that 
reported  for  the  calendar  year  1907. 

July  1, 1908,  balance  unexpended |60,3M.47 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement |18, 876. 19 

For  maintenance  of  improvement 5, 84L  01 

For  Isthmian  Canal  Commission «807.  73 

25,524  93 

July  1, 1909,  balance  unexpended 34, 869.  54 

July  1,  1909,  outstanding  liabilities 118. 27 

July  1, 1909,  balance  available <. 34,756.27 

A  To  be  refunded. 
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'Amount  that  caB  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 15,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  tiie  river  and  harbor  act  of  1890. 

(See  Appendix  O  O  10.) 

11,  Removing  snmJcen  vessels  or  craft  ohstructrng  or  endangering  navi- 
gation,— (a)  Schooner  LUHe, — ^This  vessel  while  unloading  gravel  at  the 
east  pier,  Cleveland  Harbor,  north  of  the  custom-house,  was  collided 
with  by  another  vessel,  disabling  her  ta  such  an  extent  that  she  was 
beached  immediately  north  and  west  of  the  Lake  Shore  Railway 
bridge  in  such  a  position  as  to  obstruct  the  movements  of  the  draw 
span.  The  wreck  was  inmiediately  removed  from  this  location  bv  the 
use  of  a  tug,  which  hauled  her  clear  of  the  draw.  The  cost  of  this 
work  was  $40.15,  paid  from  an  allotment  made  Ai^ust  14, 1908,  under 
provisions  of  section  20,  river  and  harbor  act  of  March  3,  1899. 

(h)  Sand  sucker  Syracuse, — ^This  sand  sucker  struck  a  sunken  pile 
in  Swan  Creek  in  Toledo  Harbor,  Ohio,  turned  turtle,  brofc^in  two,  and 
sunk  in  the  channel,  August  26, 1908.  A  dipper  dredge  was  employed 
to  remove  the  wreck,  which  she  did  at  a  total  cost  of  $340,  paid  from 
an  aUotment  for  the  purpose  made  October  30,  1908,  under  provisions 
of  section  20,  river  and  narbor  act  of  March  3,  1899. 

(See  Appendix  0  0  11.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  BUFFALO,  NEW 

YORK,  DISTRICT. 

This  district  was  in  the  charge  of  Col.  W.  L.  Fisk,  Corps  of  Engineers, 
division  engineer.  Lakes  Division,  having  under  his  immediate  orders 
First  Lieut.  W.  L.  Guthrie,  Corps  of  Engineers,  since  March  23,  1909. 

/.  Harbor  at  Erie,  Pa. — In  its  original  condition  the  harbor  of  Erie 
was  nearly  landlocked,  the  only  entrance  being  at  the  east  end  through 
a  channel  which  was  narrow  and  tortuous,  variable  in  position,  with 
a  depth  of  about  6  feet. 

The  original  project  approved  March  26,  1824,  provided  for  closing 
the  eastern  ena  of  the  narbor  bv  means  of  a  breakwater,  in  which 
there  should  be  an  opening  200  feet  wide,  and  for  extending  to  deep 
water  in  the  lake  two  parallel  piers,  one  on  each  side  of  the  opening. 
The  project  also  incluaed  the  necessary  work  of  dredging  to  keep  the 
channel  open,  making  the  necessary  repairs  to  existing  structures, 
and  maintaining  the  rresque  Isle  Peninsula. 

The  project  was  modified  by  the  river  and  harbor  act  of  March  3, 
1899,  to  require  the  harbor  basin  and  entrance  channel  to  be  dredged 
to  a  depth  of  20  feet  at  mean  lake  level,  the  north  and  south  piers 
to  be  provided  with  concrete  superstructure  and  extended  500  and 
1,000  teet,  respectively,  and,  conditionally,  as  stated  in  House  Docu- 
ment No.  70,  Fifty-fifth  Congress,  first  session,  four  protection  jetties 
to  be  built  along  the  outer  snore  of  Presque  Isle  Peninsula. 

The  estimated  cost  of  completing  the  modified  project  was  $377,000. 

At  the  beginning  of  the  past  fiscal  year,  under  the  modified  project, 
1,210  feet  of  woonen  superstnicture  on  north  pier  had  been  replaced 
with  concrete;  the  north  pier  had  been  extended  510  feet  and  the 
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south  pier  500  feet;  two  protection  jetties  had  been  built;  the  channel 
and  basin  dredged  20  feet  deep,  except  the  shoal  area  alon^  the  harbor 
line,  abreast  and  west  of  the  public  dock,  which  will  be  dredged  this 
season,  and  the  wooden  superstructure  on  all  of  the  south  pier  (1,217 
feet)  had  been  replaced  with  concrete. 

During  the  fiscal  year  a  further  extension  of  the  south  pier,  500 
feet,  was  completed;  a  survey  of  the  entrance  channel  and  harbor 
basin  was  made.  Specifications  prepared  and  bids  invited,  to  be 
opened  July  15,  1909,  with  a  view  to  making  contract  for  restoring 
project  depths.  Project  completed  except  maintenance;  a  further 
dredging  of  harbor  basin,  and  Duilding  two  jetties  on  the  north  shore 
of  Presque  Isle  Peninsula,  provided  for  conditionally. 

Work  proposed  for  the  ensuing  fiscal  year  includes  doing  dredging 
necessary,  to  maintain  the  project  depth  in  entrance  channel  ana 
basin,  to  maintain  existing  structures,  and  to  protect  Presque  Isle 
Peninsula  when  necessary,  all  for  the  purpose  of  making  the  improve- 
ment available  and  for  extension  of  benefits. 

The  total,  amount  expended  on  the  harbor  to  June  30,  1909,  was 
$1,364,146.49.  It  is  impracticable  to  separate  the  cost  of  construction 
and  maintenance.     The  project  is  about  95  per  cent  completed. 

The  maximum  draft  tnat  could  be  carried  June  30,  1909,  at  mean 
lake  level  over  the  shoalest  part  of  the  locality  under  improvement 
was  19  feet,  and  the  usual  variation  of  level  of  water  surface  is  about 
2  feet. 

The  following  table  gives  the  total  arrivals  and  departures,  including 
tonnage,  for  tto  past  ten  years: 


Year. 

Number. 

Tonnage. 

Year. 

Number. 

Tonnage. 

1809 

3,aoo 

2,700 
3,40S 
2.g09 
2,423 

S,M1,794 
8,403,312 
8,204,325 
8,873,734 
3,503,628 

1904 

1,096 
2,632 
2,579 
2,927 
2,003 

2,890,821 

1900 

1905 

4,134,459 

1901 

1906 

4,477.764 

1908 

1907 

5,504,806 

1903 

1906 

3,600,578 

For  more  extended  information  and  photographs,  see  Annual  Report 
of  the  Chief  of  Engineers  for  1900,  page  4100  et  seq.,  and  for  1903, 
page  2115  et  seq.;  for  list  of  surveys,  see  page  3239,  Annual  Report 
of  the  Chief  of  Engineers  for  1897.  Reference  to  report  on  exami- 
nation made  in  compliance  with  act  of  March  2,  1907,  will  be  found 
on  page  770  of  report  for  1908. 

A  chart  of  Erie  Harbor  is  issued  in  the  series  of  charts  of  the  Survey 
of  the  Northern  and  Northwestern  Lakes,  index  332. 

July  1,  1908,  balance  unexpended $113, 934.  64 

June  30,  1909,  receipts  from  sales 1. 33 

113, 935. 97 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4^  200. 18 

July  1,  1909,  balance  unexpended 68, 735. 79 

(See  Appendix  PP  1.) 

S,  Harbor  at  DunJcirk,  N.  Y. — ^This  is  an  artificially  protected  har- 
bor lying  in  an  indentation  of  the  south  shore  of  Lake  Erie,  between 
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Point  Gratiot  on  the  west  and  Battery  Point  on  the  east.  The  dis- 
tance between  these  points  is  9,600  feet,  and  the  maximum  breadth 
of  the  indentation  is  3,600  feet. 

The  original  depth  of  water  was  about  10  feet  at  mean  lake  level 
and  15  to  16  feet  to  imderl3dng  rock. 

The  project,  approved  November  30,  1870,  provided  for  a  detached 
breakwater  2,860  feet  long,  one  part  of  which,  2,300  feet  long,  was  to 
be  nearly  parallel  with  the  shore;  the  other  part,  560  feet  long,  to 
be  nearly  parallel  with  the  axis  of  the  entrance  channel. 

This  breakwater  and  the  pier  already  built,  1,410  feet  long,  were 
to  form  the  harbor,  and  the  old  channel  was  to  be  enlarged  to  170 
feet  wide  and  13  feet  deep. 

The  project  adopted  by  Congress  and  provided  for  by  the  river 
and  harbor  act  of  June  3,  1896,  consisted  in  completing  the  break- 
water as  before  planned  by  the  addition  of  360  feet  to  its  eastern  end 
and  adding  the  channel  arm  560  feet  long,  and  in  addition  thereto 
dredging  the  entrance  channel  and  a  harbor  basin,  containing  in  all 
about  65  acres,  to  a  depth  at  mean  lake  level  suitable  for  vessels 
drawing  16  feet.  This  work  was  completed  in  1898  at  a  total  cost 
of  $389,060.56. 

The  total  amoimt  expended  on  the  harbor  to  June  30,  1909,  was 
$983,014.22.  It  is  impracticable  to  separate  the  cost  of  construction 
and  maintenance. 

During  the  fiscal  year  repairs  to  structures  damaged  by  storm  of 
Januarv  20,  1907,  were  completed  at  a  total  cost  of  $16,235.65. 

Work  proposed  for  the  ensuing  fiscal  year  consists  in  placing  the 
structures  in  as  good  repair  as  practicable  with  the  fimds  on  hand. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
lake  level  over  the  shoalest  part  of  the  locality  under  improvement 
was  16  feet,  and  the  usual  variation  of  level  of  water  surface  is  about 
2  feet. 

Freight  rates  have  not  been  aflFected  bj  the  project. 

The  following  table  gives  the  total  amvals  and  departures,  includ- 
ing tonnage,  for  the  past  ten  years: 


Year. 

Number. 

Tonnage. 

Year. 

Number. 

Tonnage. 

1899 

192 
278 
171 
143 
237 

82,783 
107,316 
49,148 
33,435 
64,808 

1904   .   ... 

117 
116 
HI 
97 
117 

5,128 
9,502 
11,310 
6,712 
3,422 

1900 

1906 

1901 

1906 

1902 

1907 

1903 

1906 

For  more  extended  information  and  map,  see  Annual  Report  of 
the  Chief  of  Engineers  for  1898,  page  2748  et  seq.,  and  for  reports  of 
surveys,  see  page  3127,  Annual  Report  of  the  Chief  of  Engineers  for 
1896,  and  page  4150,  Annual  Report  of  the  Chief  of  Engineers  for 
1900.  Reference  to  report  on  examination  made  in  comphance  with 
act  of  March  2,  1907,  will  be  found  on  page  770  of  report  for  1908. 

A  chart  of  Dimkirk  Harbor  is  issued  in  the  series  of  charts  of  the 
survey  of  the  Northern  and  Northwestern  Lakes,  index  318. 
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July  1,  1908,  balance  unexpended |6, 236. 42 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 5,000.00 

11,236.42 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 4, 033.  26 

July  1,  1909,  babmee  imexpended : 7, 203. 16 

(See  Appendix  PP  2.) 

3,  Harbor  at  Buffalo ,  N.  Y. — Buffalo  Creek  was  the  original  harbor 
of  the  port  of  Bunalo.  In  its  original  condition  the  entrance  chan- 
nel from  the  lake  was  shallow  and  frequently  closed  by  a  gravel  bar. 
The  original  project  for  the  improvement  of  this  harbor  was  adopted 
in  1826,  and  provided  at  first  for  the  construction  of  piers  on  the  north 
and  south  sides  of  Buffalo  Creek.  Subsequently,  a  masonry  sea  wall, 
6,400  feet  long,  was  built  along  the  lake  shore  south  of  the  harbor 
entrance,  and  a  sand-<^atch  pier  of  piles  and  stone,  879  feet  long, 
built  out  from  the  shore. 

Between  1868  and  1893  a  detached  breakwater,  7,600  feet  long, 
was  built  of  timber  cribs  about  a  half  mile  distant  from  the  lake 
shore  and  parallel  with  it. 

A  shore  arm  about  4,000  feet  long  was  projected  in  1874  to  extend 
to  the  south  end  of  this  breakwater,  leavmg  an  opening  of  150  feet. 
Work  on  this  was  in  progress  when  it  was  wrecked  by  storm  in  1893. 

A  new  project  was  adopted  in  1895  on  the  recommendation  of  a 
board  of  ^igmeer  officers  and  consisted  of  the  abandonment  of  the 
shore  arm  and  the  extension  of  the  breakwater  to  Stony  Point. 

The  report  of  the  Board  and  details  of  its  plans  are  published  in 
the  Annual  Report  of  the  Chief  of  Engineers  tor  1895,  pa^e  3153  et 
seq.  The  river  and  harbor  act  of  June  3, 1896,  added  to  the  project 
of  the  Board  by  providing  for  the  construction  of  a  farther  length  of 
the  sand-catch  pier,  extending  it  to  the  established  pierhead  line. 

The  river  and  harbor  acts  of  June  6,  1900,  and  June  13,  1902, 
made  special  provision  for  deepening  the  entrance  to  Buffalo  Harbor 
and  the  city  ship  canal.  The  entrance  channel  has  been  dredged  23 
feet  deep  at  mean  lake  level  for  a  width  of  200  to  300  feet  for  2,200 
feet  outward  from  outer  end  of  north  pier,  150  feet  wide  between  the 
piers  to  its  inner  end  (junction  of  Buffalo  River  and  city  ship  canal), 
except  over  an  area  of  rock  at  that  point,  where  the  depth  is  from  21 J 
to  23  feet. 

The  project  now  in  force  for  the  improvement  of  Buffalo  Harbor, 
adopted  June  3,  1896,  and  modified  by  the  emergency  river  and  har- 
bor act  of  June  6,  1900,  and  the  river  and  harbor  acts  of  June  13, 1902, 
March  3,  1905,  and  March  2,  1907,  is  as  follows: 

(a)  To  build  an  extension  of  the  breakwater  to  Stony  Point,  leav- 
ing the  necessary  openings  for  the  convenience  of  commerce. 

(6)  To  extend  the  sand-catch  pier  to  the  established  pierhead  line. 

(c)  To  build  an  arm  1,000  feet  lon^  to  the  Stony  Pomt  section  of 
breakwater  for  the  purpose  of  protectmg  the  south  harbor  entrance. 

(d)  To  maintain  existing  stioictures  by  strengthening  timber- 
crib  concrete  portions  and  by  making  repairs  and  replacing  the  wooden 
superstructure  of  the  breakwater  with  concrete  and  stone  when  neces- 
sary, and  to  maintain  the  north  entrance  channel  23  feet  deep  at 
mean  lake  level. 
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(e)  To  dredge  to  a  depth  of  23  feet  at  mean  lake  level  an  area  at 
south  end  of  harbor  sufficient  to  provide  access  to  canals  of  Lacka- 
wanna Steel  Company  and  Buffalo  and  Susquehanna  Iron  Comj^any. 

(/)  To  remove  to  a  depth  of  23  feet  a  shoal  outside  the  main  or 
north  entrance  to  the  harbor. 

Of  the  above,  items  (a)  and  (6)  have  been  completed,  (c)  is  now 
in  progress,  id)  will  be  required  indefinitely,  (e)  is  completed,  and 
it  is  expected  to  complete  (/)  during  the  present  season. 

During  the  fiscal  year  work  on  the  south  entrance  arm  has  been 
continued ;  about  750  feet  is  70  per  cent  completed,  and  a  contract  has 
been  made  for  constructing  the  remaining  250  feet. 

Work  of  repairing  damage  by  storm  of  January  20,  1907,  to  1,910 
feet  of  old  breakwater  has  been  continued  during  the  fiscal  year,  and 
fair  progress  made,  61  per  cent  completed. 

Work  of  removing  shoals  outside  main  entrance  to  harbor  has 

Progressed  very  slowly  and  time  limit  for  completion  of  contract 
as  been  waived,  the  contractor  to  pay  the  extra  expenses  incurred 
by  reason  of  waiver.  At  the  close  of  the  fiscal  year  the  work  was 
50  per  cent  completed.     It  is  expected  it  will  be  completed  this  season. 

During  the  fiscal  year  3,281  tons  of  heavy  riprap  stone  was  placed 
on  and  along  the  Stony  Point  section — timber  crib — at  a  cost  of 
$4,530.12. 

Work  proposed  for  the  ensuing  fiscal  year,  for  making  improvements 
available,  and  for  extension  of  oenefits,  consists  in  continuing  work 
on  south  entrance  arm,  removing  shoal  outside  of  north  entrance  to 
harbor,  repairing  timber  portions  of  breakwater,  and  general  main- 
tenance or  channels  and  structures. 

It  is  recommended  that  the  project  be  enlarged  to  include  the 
removal  of  additional  shoals  outside  the  north  or  main  entrance  to  the 
harbor. 

The  total  amount  expended  by  the  United  States  on  the  improve- 
ment of  Buffalo  Harbor  to  June  30,  1909,  was  $5,426,720.59.  It  is 
impracticable  to  separate  the  cost  of  construction  and  maintenance. 

A  good  harbor  has  been  obtained.  The  principal  features  are 
north  and  south  piers  and  the  entrance  channel  between  them  at  the 
mouth  of  Buffalo  Creek,  in  which  most  of  the  business  of  the  port  is 
done,  and  the  outer  breakwater  system,  consisting  of  four  sections  of 
breakwater  of  an  aggregate  length  of  22,600  feet,  inclosing  an  outer 
harbor  4^  miles  long  and  over  one-half  mile  wide.  This  breakwater 
system  comprises  8,894  linear  feet  of  breakwater  of  timber-crib- 
concrete  type,  7,250  linear  feet  of  stone  or  rubble-mound  type,  723 
feet  of  timoer-crib-stone  type,  1,910  linear  feet  of  wrecked  timber- 
crib-rebuilding  to  timber-cnb-stone  type,  and  3,823  feet  of  timber- 
crib  type. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
lake  level  over  the  shoalest  part  of  the  locality  under  improvement 
was  20  feet.  The  usual  variation  of  level  of  water  surface  is  from  3 
to  4  feef ,  with  maximum  variation  much  greater. 

The  project  is  reported  to  have  a  material  effect  in  controlUng 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  lumber,  and 
ore. 

The  commerce  of  Buffalo  is  large.  During  the  year  1908  arrivals 
and  departures  of  vessels  by  lake  and  river  aggregated  in  number 
6,191  and  in  tonnage  12,003,968. 

9001— BNG  1909 61  ^  T 
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The  arrivals  and  departures  of  canal  boats  by  the  Erie  Canal  were 
4,482  in  number,  with  a  tonnaf:e  of  1,621,527. 

The  principal  receipts  by  lake  and  river  were  wheat,  com,  flour, 
oats,  iron  ore,  lumber,  copper,  pig  iron,  glucose,  lard,  and  pork.  The 
total  receipts  amounted  to  7,526,615  tons. 

The  shipments  by  lake  were  principally  coal,  sugar,  salt,  and  cement, 
and  aggregated  4,652,259  tons. 

For  comparison  the  following  table  is  given,  showing  the  arrivals 
and  departures  by  lake  and  canal  and  the  tonnage  for  the  past  five 
years: 


Year. 

Lake. 

Canal. 

Number. 

Tons. 

Number. 

Tons. 

1904 

7.375 
7,950 

8.205 
6,191 

10.783,980 

12.090.1.53 
13.876.759 
14.5:8.233 
12,178,874 

6,132 
4.902 
5,(J06 
5,014 
4,482 

968,725 

1905 

965.861 

1906 

1,709,910 

1907 

1.942.456 

1908 

1,621,627 

Total  shipments  and  receipts:  1907,  18,429,695  tons;  1908, 
13,800,401  tons. 

For  more  extended  information  and  maps  and  photographs,  see 
Annual  Reports  of  the  Chief  of  Engineers  since  1897,  and  for  reports 
of  surveys  see  page  3153,  Report  of  Chief  of  Engineers  for  1895,  and 
reference  on  page  703,  Re{>ort  of  Chief  of  Engineers  for  1906,  printed 
in  full  in  House  Document  No.  240,  Fifty-ninth  Congress,  first 
session. 

A  chart  of  Buffalo  Harbor  is  issued  in  the  series  of  charts  of  the 
survey  of  the  Northern  and  Northwestern  Lakes,  index  312. 

July  1,  1908,  balance  unexpended 1558,836.28 

June  30,  1909,  receipts  from  sales  and  collections 471. 80 

Amount  transferred  from  appropriation  for  Buffalo  entrance  to  Erie  Basin 
and  Black  Rock  Harbor 3,264.44 

662,572.52 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $48, 067. 19 

For  maintenance  of  improvement 110,134.96 

158,202.15 

July  1,  1909,  balance  unexpended 404, 370. 37 

July  1,  1909,  amount  covered  by  uncompleted  contracts 236, 727. 16 

(See  Appendix  P  P  3.) 

4'  Lake  Erie  entrance  to  Black  Rock  Harbor  and  Erie  Basin ^  New 
York. — The  adopted  project  contemplates  the  formation,  by  dredg- 
ing and  rock  removal,  of  a  channel  2,300  feet  long,  400  feet  wide, 
and  23  feet  deep  at  mean  lake  level,  except  where  bed  rock  is  found 
at  a  depth  of  22  feet,  from  Buffalo  main  entrance  channel  to  Erie 
Basin,  and  a  branch  channel  and  basin  1,920  feet  long,  500  feet  wide, 
and  23  feet  deep  at  mean  lake  level,  to  Black  Rock  Harbor,  at  an 
estimated  cost  of  $814,643.  In  its  original  condition  there  was  a 
depth  of  from  12  to  18  feet  at  mean  lake  level.    The  act  of  June  13, 
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1902,  authorized  the  letting  of  a  continuing  contract  in  the  sum  of 
$614,643,  exclusive  of  amount  appropriated,  for  completing  the 
work. 

The  plan  of  improvement  is  printed  in  House  Document  No.  125, 
Fifty-sixth  Congress,  second  session,  and  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1901,  page  3345. 

The  work  was  begun  April  30,  1903,  under  a  continuing  contract 
for  the  whole  work,  to  be  completed  under  certain  conditions  of 
contract  on  or  before  December  31,  1906. 

The  work  was  not  completed  on  that  date,  and  the  time  limit  was 
waived  for  a  reasonable  period,  the  contractor  to  pay  the  extra 
expense  incurred  by  reason  of  the  extension  of  time. 

Ihe  work  was  completed  December  31,  1908,  at  a  cost  of  $814,643, 
this  being  the  total  amount  expended  to  June  30,  1909,  for  work  of 
improvement. 

Ihe  maximum  draft  that  could  be  carried  over  the  shoalest  part 
of  the  locaUty  under  improvement  at  mean  lake  level  June  30,  1909, 
was  21  feet,  and  the  usual  variation  of  level  of  water  surface  from  3 
to  4  feet,  with  maximum  variation  much  greater. 

For  conmiercial  statistics,  see  report  on  SufTalo  Harbor,  New  York. 

The  locality  is  shown  on  a  chart  of  Buffalo  Harbor  and  Niagara 
River  to  the  falls,  issued  in  the  series  of  charts  of  the  survey  of  the 
Northern  and  Northwestern  Lakes,  index  312,  and  on  an  index 
map  facing  page  2142,  Annual  Report  of  the  Chief  of  Engineers  for 
1903. 

Reference  to  survey  is  made  on  page  592,  Annual  Report  of  the 
Chief  of  Engmeers  for  1900. 

Ihe  project,  being  auxiliary  to  the  improvement  at  Buffalo,  has 
not,  as  a  separate  work,  affected  freight  rates. 

July  1, 1908,  balance  unexpended $173,028.09 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement      173,028.09 

(See  Appendix  P  P  4.) 

5.  Buffalo  entrance  to  Erie  Basin  and  Black  BocTc  Harlor,  New 
York. — Ihe  first  appropriation,  $50,000,  for  this  improvement  \va3 
made  March  3,  1899,  and  an  appropriation  of  1191,701.25  was  made 
June  6,  1900,  to  complete  the  worK. 

The  adopted  project  is  to  build  a  breakwater  about  2,200  feet 
long,  covermg  and  protecting  the  entrance  to  Erie  Basin  and  Black 
Rock  Harbor  and  the  lake  front  of  Buffalo  Harbor  between  the 
State  structures  known  as  the  **Erie  Basin  break\Nater"  and  the 
'*Bird  Island  pier,"  which  in  their  original  condition  were  unpro- 
tected from  storms. 

The  amount  expended  to  June  30,  1909,  was  $238,436.81,  of  which 
$236,278.10  was  for  constructing  and  $2,158.71  was  for  maintenance. 
Ko  money  was  expended  during  the  past  fiscal  year  as  the  project 
is  completed. 

The  maximum  draft  that  could  be  carried  over  the  shoalest  part 
of  the  locality  under  improvement  at  mean  water  level  June  30, 
1909,  was  20  leet,  and  the  usual  variation  of  level  of  water  surface  is 
from  3  to  4  feet,  with  maximum  variation  much  greater. 

For  commercial  statistics,  see  report  on  Buffalo  Harbor. 
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For  more  extended  infonnation,  see  Annual  Reports  of  the  Chief 
of  Engineers  for  1897,  page  3246  et  seq.,  and  for  1901,  page  3324 
et  seq.,  and  for  report  of  survey  see  page  3246,  Report  of  the  Chief 
of  Engineers  for  1897. 

The  locality  is  sho'.vn  on  a  chart  of  BuflFalo  Harbor  and  Niagara 
River  to  the  falls,  issued  in  the  series  of  charts  of  the  survey  of  the 
Northern  and  North'.\  estem  Lakes,  index  312,  and  on  an  index  map 
facing  page  2143,  Annual  Report  of  the  Chief  of  Engineers  for  1903. 

The  project,  being  auxiliary  to  the  improvement  at  Buffalo,  has 
not,  as  a  separate  \\ork,  affected  freight  rates. 

This  breakwater  is  the  most  northerly  section  of  the  breakwater 
system  protecting  Buffalo  Harbor.  The  river  and  harbor  act  of 
March  3,  1909,  reappropriated  the  funds  on  hand,  for  improving 
harbor  at  Buffalo,  N.  Y.,  and  the  breakwater  will  hereafter  be  main- 
tained, and  reports  made,  under  the  latter  appropriation. 

July  1,  1908,  balance  unexpended $3,264.44 

Transferred  to  Buffalo  appropriation 3,264.44 

(See  Appendix  P  P  5.) 

6.  Black  Rock  Harbor  and  chann/l,  New  York, — Black  Rock  Harbor 
is  in  reality  a  canal  built  along  the  east  bank  of  Niagara  River,  sepa- 
rated therefrom  by  Bird  Island  pier  and  Scjuaw  Island,  and  having  at 
its  lower  end  a  lock  of  5  feet  lift,  36  feet  wide  by  200  feet  long,  and  a 
depth  of  9i  feet  on  miter  sills  at  mean  lake  level.  This  harbor,  or 
canal,  was  separated  from  the  Erie  Canal  by  a  wall  of  stone  and  earth, 
and  was  constructed  as  a  terminal  for  the  Erie  Canal. 

From  1829  to  1834  appropriations  amounting  to  $52,098  were 
made  by  the  United  States  and  applied  to  the  construction  of  the 
Bird  Island  pier  or  breakwater. 

The  object  of  the  present  project  is  to  provide  a  channel  for  deep- 
draft  vessels  between  Buffalo  and  Tonaw  anda  around  the  rapids  at 
the  head  of  Niagara  River.  This  is  to  be  accomplished  by  making  a 
channel  200  feet  wide  and  23  feet  deep  at  mean  lake  level,  joining  at 
the  foot  of  Maryland  street,  Buffalo,  the  23-foot  channel  completed 
in  1908,  the  proposed  channel  to  extend  westerly  and  nortnerly, 
through  Black  Rock  Harbor  and  Erie  Canal  combined,  to  the  present 
lock,  Delow  which  a  ship  lock  of  the  requisite  capacity  is  to  be  built, 
the  channel  to  extend  from  the  foot  of  the  ship  lock  through  the 
Niagara  River  to  deep  water  above  Tonawanda,  400  feet  wide  and 
23  feet  deep  at  mean  river  level.  The  estimated  cost  is  $4,500,000. 
The  project  contemplated  a  lock  600  feet  in  length  and  60  feet  in 
width  between  quoins;  but  in  order  to  accommodate  vessels  of  the 
largest  size  now  in  use  and  under  construction  which  may  desire  to 
use  it  the  dimensions  of  the  lock  have  been  increased  to  650  feet  in 
length  and  70  feet  in  width. 

Report  of  survey  is  printed  on  pa^e  3284  et  seq.  of  report  for  1904. 

Lands  and  structures  needed  in  tne  prosecution  of  tne  work  have 
been  granted  to  the  United  States  bj  tne  State  of  New  York. 

Continuing  contracts  were  authonzed  by  the  river  and  harbor  acts 
of  March  3,  1905.  and  March  2,  1907,  in  the  sum  of  $2,700,000  (all  of 
which  has  since  been  appropriated)  for  prosecuting  the  project,  and 
such  contracts  have  been  made  as  follows: 

For  the  excavation  of  the  southerly  6,400  feet,  more  or  less,  of  the 
channel,  to  be  completed  December  31,  1908. 
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For  the  excavation  of  the  next  northerly  3,400  feet,  more  or  less,  of 
the  channel,  to  be  completed  December  31,  1910. 

For  the  construction  of  concrete  walls  for  the  ship  lock,  to  be 
completed  June  30,  1912. 

'  During  the  fiscal  year  the  cofferdam  for  lock  walls  was  completed, 
unwatered,  and  excavation  therein  to  bed  rock  nearly  completed,  and 
channel  excavation  was  continued  under  existing  contracts. 

The  total  amount  expended  to  June  30,  1909,  was  $991,390.  The 
project  is  about  20  per  cent  completed. 

The  appropriation  recommended  will  be  applied  toward  payments 
under  existing  contracts,  to  construction  of  Iock  g;ates  and  machinery, 
and  to  further  prosecution  of  the  project,  including  construction  of  a 
bridge  at  Ferry  street,  Buffalo,  and  the  excavation  of  the  east  channel 
of  the  Niagara  River  from  the  foot  of  the  ship  lock  to  the  natural 
deep  water  harbor  2  J  miles  down  stream.  It  is  recommended  that 
the  entire  amount  ($1,800,000)  required  to  complete  this  project  be 
made  available,  $1,000,000  by  cash  appropriation  for  the  year  ending 
June  30,  1911,  and  $800,000  by  continuing  contract  authorization. 

Ihe  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
lake  level,  over  the  shoalest  part  of  the  locality  under  improvement, 
was  8  feet,  and  the  usual  variation  of  water  surface  is  from  3  to  4  feet. 

The  project,  being  auxiliary  to  the  improvement  at  Buffalo,  has 
not,  as  a  separate  work,  affected  freight  rates. 

The  locality  is  shown  on  United  StatesLakeSurvey  Chart  No.  312. 

For  commercial  statistics  see  report  on  Buffalo  Harbor  and  on 
Tonawanda  Harbor  and  Niagara  River,  New  York. 

July  1,  1908,  balance  unexpended $1,469,662.35 

June  30,  1909,  receipts  from  sales 1.00 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 1, 000, 000. 00 

2, 469,  663.  35 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement          708,633.10 

July  1,  1909,  balance  imexpended 1, 761, 030.  25 

July  1,1909,  amount  covered  by  uncompleted  contracts 1,451,760.  75 

Amount  (estimated)  required  for  completion  of  existing  project 1, 800, 000.  00 

Amount  that  can  be  profitably  expended  in  fl^'cal  year  ending  June 
30,  1911,  for  works  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 1, 000, 000. 00 

Submitted  in  compliance  with  requiremente  of  sundry  civil  act  of 
June  4,  1897. 

(See  Appendix  P  P  6.) 

7.  Tonawanda  Harbor  and  Niagara  River,  New  York, — In  its 
original  condition  the  navigation  of  Niagara  River  from  Lake  Erie 
to  Tonawanda  was  obstructed  by  several  reefs  and  shoals  which 
materially  limited  the  draft  of  vessels  traversing  it,  and  the  river  in 
some  places  had  a  very  swift  current.  The  water  in  the  harbor 
between  Tonawanda  Island  and  the  mainland  was  shoal. 

The  adopted  project  of  April  11,  1888,  as  modified  June  3,  1896^ 
and  June  13,  1902,  is  to  remove  obstructions,  so  as  to  make  a  channel 
400  feet  wide  and  18  feet  deep  at  mean  river  level  from  Lake  Erie 
to  the  north  line  of  North  Tonawanda,  including  the  dredging  of 
Tonawanda  Harbor  to  a  depth  of  18  feet. 
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The  river  and  harbor  act  of  March  2,  1907,  also  appropriated 
$3,000  for  removing  wreck  of  steamer  Embury  from  Niagara  River, 
near  Grand  Island. 

The  project  is  completed  except  at  the  Buffalo  waterworks  intake 

?ier,  wnere  the  width  of  the  channel  is  about  100  feet,  and  from  the 
onawanda  Iron  and  Steel  Company's  docks  to  the  north  line  of 
North  Tonawanda,  where  the  depth  is  from  12  to  15  feet. 

The  amount  expended  to  June  30,  1909,  was  $661,671.45,  all  for 
improvement. 

No  work  was  done  during  the  fiscal  year;  $7.30  expended  for 
traveling  expenses. 

No  work  IS  proposed  for  the  ensuing  fiscal  year. 

The  commerce  of  Tonawanda  is  large.  During  the  year  1908 
there  were  entered  and  cleared  1,048  lake  craft,  with  a  tonnage  of 
742,408  tons.  The  receipts  were  principally  lumber,  iron  ore,  and 
limestone,  and  aggregated  734,255  tons.  The  shipments  from 
Tonawanda  are  entirely  by  Erie  Canal. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  at  mean 
water  level,  over  the  shoalest  part  of  the  locality  under  improvement, 
was  15  feet,  and  the  usual  variation  of  level  of  water  surface  is  2  feet. 

A  chart  of  Niagara  River  to  the  falls  is  issued  in  the  series  of  charts 
of  Northern  and  Northwestern  Lakes,  index  312. 

It  is  reported  that  the  project  has  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  lumber,  and  ore. 

For  reports  of  surveys  see  page  2066,  Annual  Report  of  Chief  of 
Engineers  for  1888,  and  page  4155,  report  for  1900. 

July  1,  1908,  balance  unexpended $30, 230.  68 

June  30,  1909,  receipts  from  collections 49. 07 

30, 279.  75 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
■  improvement 7. 30 

July  1,  1909,  balance  unexpended 30,272.45 

(See  Appendix  P  P  7.) 

8,  Remaving  sunken  vessels  or  craft  obstructing  or  endangering  navi- 
gation.— The  scow  Trader  sunk  in  Isiagara  River  off  the  east  shore  of 
Strawberry  Island  July  8,  1908,  and  was  abandoned  bv  her  owners. 

Under  allotment  of  $2,000  made  August  18,  1908,  tne  wreck  was 
removed  at  a  cost  of  S830  and  the  balance  of  funds  returned  to  the 
Treasury  November  16,  1908. 

(See  Appendix  P  P  8.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  OSWEGO,  NEW  YORK, 

DISTRICT. 

This  district  was  in  the  charge  of  Col.  W.  L.  Fisk,  Corps  of  Engi- 
neers, division  engineer.  Lakes  Division,  having  under  his  immediate 
orders  First  Lieut.  W.  L.  Guthrie,  Corps  of  Engineers,  since  March 
23,  1909. 

L  Harbor  at  Charlotte,  New  YorJc. — This  harbor  is  at  the  mouth  of 
the  Genesee  River.  In  its  original  condition  vessels  of  more  than 
8  feet  draft  could  not  cross  the  bar. 
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The  original  project  of  1829  was  to  secure  a  channel  12  feet  deep 
across  the  bar  oy  constructing  parallel  piers  to  confine  and  direct 
the  action  of  the  spring  freshets.  The  project  of  1882  was  to  obtain 
a  depth  of  15  feet  by  extending  the  two  piers  a  total  of  3,250  feet  and 
by  dred2:ing.  After  the  piers  had  been  extended  1 ,444  feet  the  proj'ect 
was  modified  July  18,  1896,  to  preserve  the  depth  by  dredging  ^\ith- 
out  further  extension  of  the  piers  for  the  present,  and  March  2,  1897, 
it  was  again  modified  to  obtain  and  mamtain  not  less  than  16  feet 
and  not  more  than  16^  feet  at  low  water  (zero  of  Oswego  gauge)  in  a 
channel  not  more  than  200  feet  wide. 

The  piers  are  nearly  parallel,  about  450  feet  apart.  The  west  pier 
is  3,616  feet  and  the  east  pier  3,109  feet  in  lengtn,  projecting  beyond 
the  shore  line  2,230  and  2,200  feet,  respectively.  During  the  fiscal 
year  812  feet  of  the  east  pier  and  59  feet  of  the  west  pier  received 
concrete  superstructure,  making  a  total  to  June  30, 1909,  of  1,532  feet 
of  east  and  1,559  feet  of  west  pier  with  concrete  superstructure.  The 
entrance  channel  was  maintained  during  the  year.  Project  completed 
except  maintenance. 

The  amount  expended  to  June  30,  1909,  was  $750,987«25.  It  is 
impossible  to  separate  the  cost  of  construction  and  maintenance. 

June  30,  1909,  the  maximum  draft  that  could  be  carried  in  the 
channel  at  low  water  was  16  feet,  and  the  usual  variation  of  level 
of  ^^  ater  surface  is  3  feet. 

The  Genesee  River  is  navigable  for  lake  vessels  for  a  distance  of 
about  2^  miles  above  its  mouth. 

It  is  reported  that  the  project  has  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  lumber,  and  ore. 

The  following  is  a  statement  of  the  commerce  at  this  port  during 
the  past  ten  years,  in  tons:  1899,  447,428;  1900,  388,605;  1901, 
549,207;  1902,  557,690;  1903,  569,169;  1904,  554,212;  1905,  597,996; 
1906,  432,709;  1907,  701,916;  1908,  709,950. 

The  work  proposed  for  the  ensuing  fiscal  year,  to  make  the  improve- 
ment availafcle,  is  to  make  necessary  repairs  to  piers  and  to  dredge 
the  channel  when  required,  and  the  appropriation  recommended 
will  be  applied  to  this  purpose,  with  the  allotment  of  $9,000,  made 
from  emergency  funds  May  24,  1909. 

For  more  extended  information  and  map,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1881,  pa^e  2436. 

A  chart  of  Charlotte  Harbor  is  issued  in  the  series  of  charts  of  the 
survey  of  the  Northern  and  Northwestern  Lakes,  index  241. 

July  1,  1908,  balance  unexpended $37,166.32 

Allotted  from  emergency  appropriation,  act  61  March  3, 1905 9, 000.  00 

Sales 4.10 


46, 170.  42 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 36,  500.  41 

July  1,  1909,  balance  unexpended 9,670.01 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 80, 000.  00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  Q  1.) 
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^.  Harbor  at  PvltneyvUle,  N,  Y. — ^This  harbor  is  at  the  mouth 
of  Salmon  Creek,  which  empties  into  Lake  Ontario  in  Wayne  County, 
N.  Y.     In  its  original  condition  the  depth  was  only  20  inches. 

The  original  project  in  1871  was  to  protect  the  approach  to  the 
creek  by  building  two  piers  in  the  lake,  of  timber  cribs  filled  with 
stone,  and  to  dredge  a  channel  from  the  10-foot  curve  in  the  lake  to 
the  mouth  of  the  creek  to  a  depth  of  10  feet  at  low  water,  at  an 
estimated  cost  of  $59,000. 

In  1875  the  material  to  be  dredged  was  found  to  be  so  hard  that 
the  estimated  cost  was  increased  to  $71,000. 

The  project  is  completed,  except  that  a  depth  of  8  feet  instead  of 
10  feet  was  obtained,  the  effort  to  secure  tlie  latter  having  been 
abandoned  in  1900  on  account  of  the  difficult  dredging. 

The  piers  are  220  feet  apart  in  their  parallel  portions.  The  west 
pier  is  910  feet  long  and  the  east  pier  572  feet  long.  The  west  pier 
extends  out  in  the  lake  300  feet  farther  than  the  east  pier. 

No  work  was  done  at  this  harbor  between  1900  and  1907,  there 
being  no  funds  available. 

An  appropriation  of  $6,000  was  made  by  the  river  and  harbor  act 
of  March  2,  1907.  for  work  at  this  harbor,  and  project  for  general 
repairs  to  piers,  filling  space  between  inner  end  of  east  pier  and  shore 
with  stone,  and  removing  about  7,500  cubic  yards  sand,  etc.,  from 
channel  was  approved  March  18,  1907. 

During  the  fiscal  year  minor  repairs  were  made  to  the  piers,  at  a 
cost  of  $677.31. 

The  amount  expended  to  June  30,  1909,  was  $83,265.15,  of  which 
$70,607.96  was  for  construction  and  $12,657.19  for  maintenance. 
The  project  is  completed  except  maintenance. 

Junb  30,  1909,  tne  maximum  draft  that  could  be  carried  in  the 
channel  was  7  feet,  and  the  usual  variation  is  3  feet. 

Salmon  Creek  is  navigable  but  a  short  distance  above  the  inner 
end  of  the  piers. 

The  project  has  had  no  effect  on  freight  rates. 

The  commerce  of  Pultneyville,  which  is  a  village  of  about  300 
inhabitants,  is  insignificant,  there  being  only  6  arrivals  and  de- 
partures, with  a  tonnage  of  160,  during  the  year  1908. 

Work  proposed  for  the  ensuing  year  is  to  make  necessary  repairs 
to  the  piers. 

For  more  extended  information  and  map,  see  page  2460  etseq.. 
Annual  Report  of  the  Chief  of  Engineers  for  1894. 

July  1,  1908,  balance  unexpended $2,412.16 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement         677. 31 

July  1,  1909,  balance  unexpended.... 1,734.85 

(See  Appendix  Q  Q  2.) 

S.  Harbor  at  Great  Sodus  Bay,  New  YorJc. — In  its  ori<]:inal  condi- 
tion the  channel  connecting  this  bay  with  Lake  Ontario  was  wide 
and  impracticable  for  vessels  drawing  over  8  feet. 

The  original  project  of  1829  was  to  narrow  the  entrance  by  con- 
structing two  converging  breakwaters  and  to  secure  a  channel  of 
12  feet  depth  by  building  two  parallel  piers  about  450  feet  apart, 
connecting  with  the  ends  of  the  oreakwater,  and  by  dredging.    The 
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present  project,  of  1882,  is  to  obtain  a  depth  of  15  feet  at  low  water 
(zero  of  Oswego  gauge)  by  extending  the  two  piers  a  total  of  1,100 
feet  and  by  dredging.  After  the  piers  had  been  extended  519  feet 
to  their  present  lengths — west  pier,  1,580  feet;  east  pier,  1,294  feet — 
the  project  was  modified  July  18,  1896,  to  restore  and  maintain  the 
channel  150  feet  wide  between  the  piers,  flaring  to  250  feet  in  the 
lake,  to  the  requisite  depth  of  15  feet  at  low  water,  by  dredging, 
without  further  extension  of  the  piers  for  the  present. 

The  piers  are  473  feet  apart;  east  breakwater  1,651  feet  long, 
west  breakwater  2,200  feet  long.  During  the  fiscal  year  repairs 
were  made  to  the  piers  to  the  extent  necessary  to  prevent  serious 
damaoje  bj  seas,  and  at  the  close  of  the  year  the  work  of  tearing 
out  old  timber  superstructure  on  the  piers  and  replacing  it  with 
concrete  was  fairly  started,  the  work  being  done  by  hired  labor. 

The  funds  recommended  to  be  appropriated  for  the  fiscal  year 
ending  June  30,  1911,  will  be  used  to  continue  the  concrete  work, 
to  make  the  improvement  available.  The  project  is  completed 
except  maintenance. 

The  amount  expended  to  June  30,  1909,  was  $502,586.91,  of 
which  $94,335.11  was  for  maintenance. 

The  minimum  depth  June  30,  1909,  was  11^  feet  at  low  water 
in  a  channel  width  of  150  feet,  and  the  usual  variation  of  level  of 
water  surface  is  3  feet. 

The  project  is  reported  to  have  a  material  effect  in  controlling 
freight  rates  on  bulk  conmiodities,  such  as  coal,  grain,  lumber,  and 
ore. 

The  following  is  a  statement  of  commerce  at  this  port  for  the  past 
ten  years,  in  tons:  1899,  78,885;  1900,  84,379;  1901,  84,379;  1902, 
26,726;  1903,  18,875;  1904,30,797;  1905,  46,251;  1906,58,905;  1907, 
78,057;  1908,  73,989. 

For  more  extended  information  and  map,  see  Annual  Report  of 
the  CLief  of  Engineers  for  1881,  page  2441  et  seq. 

A  chart  of  Great  Sodus  Bay  is  issued  in  the  series  of  charts  of  the 
survey  of  the  Northern  and  Northwestern  Lakes,  index  234. 

July  1,  1908,  balance  unexpended $48,429.34 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement        3, 530. 45 

July  1,  1909,  balance  unexpended 44,898.89 

'Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 55,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  Q  3.) 

4.  Harbor  at  Little  Sodus  Bay^  New  YorJc. — In  its  original  condi- 
tion the  channel  connecting  this  bay  with  Lake  Ontario  was  about 
150  feet  wide  and  18  inches  deep. 

The  original  project  of  1854  was  to  protect  the  channel  by  build- 
ing two  parallel  piers  250  feet  apart  across  the  bar  to  the  15-foot 
tiirve  in  the  lake  and  to  connect  them  with  the  shore  by  break- 
w. iters.  In  1867  this  project  was  modified  to  provide  for  dredging 
to  the  depth  of  12  feet.     Ihe  present  project,  of  1882,  is  to  obtain 
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a  depth  of  15  feet  at  low  water  (zero  of  Oswego  gauge)  by  extending 
the  piers  to  the  15-foot  curve  in  the  lake,  ana  by  dredging.  The 
piers  had  been  extended  835  feet  to  the  following  lengths — west 
pier,  1,747  feet;  east  pier,  1,510  feet — when  the  project  was  modi- 
fied June  29,  1898,  to  restore  and  maintain  the  entrance  channel, 
150  feet  wide,  to  the  requisite  depth  of  15  feet,  by  dredging,  without 
further  extension  of  the  piers  for  the  present;  and  this  was  modified 
by  the  river  and  harbor  act  of  June  13,  1902,  to  extend  the  east  pier 
300  feet. 

This  extension  was  built — timber-crib  substructure  and  concrete 
superstructure — in  1904,  making  the  present  length  of  the  east  pier 
1,810  feet. 

The  west  pier  is  1,747  feet  long;  the  east  breakwater  1,680  feet 
long;  west  breakwater,  469  feet  long,  but  entirely  buried  in  sand  and 
no  longer  maintained. 

During  the  fiscal  year  the  work  of  replacing  with  concrete  the 
timber  superstructure  on  the  piers  was  continued  slowly,  the  work 
being  hampered  by  high  water.  Three  hundred  and  twenty-six 
linear  feet  was  completed.  At  the  close  of  the  year  the  U.  S.  dredge 
Frontenac  was  employed  in  restoring  project  depth  in  the  channel 
bet\^  cen  the  piers.     The  project  is  completed  except  maintenance. 

The  appropriation  recommended  will  be  applied  to  continuing  the 
work  outlmed  above  to  make  the  improveuiont  available. 

The  amount  expended  to  June  30,  1909,  was  $425,740.68,  of  which 
$124,377.88  was  tor  maintenance. 

The  minimum  depth  over  the  shoalest  part  of  the  locality  under 
improvement,  June  30,  1909,  was  13  feet  at  low  water  in  a  channel 
width  of  100  feet,  and  the  usual  variation  of  level  of  water  surface 
is  3  feet. 

The  project  is  reported  to  have  a  material  eflFect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  lumber,  and 
ore. 

The  following  is  a  statement  of  commerce  at  this  port  for  ten 
years,  in  tons:  1899,  81,969;  1900,  59,511;  1901,  135,118;  1902, 
52,543;  1903,  120,692;  1904,  137,258;  1905,  105,298;  1906, 
103,991;  1907,  108,804;  1908,  153,474. 

Work  proposed  JFor  the  ensuing  j  ear,  necessary  to  make  the  im- 
provement available,  consists  in  maintenance  of  channels  and  piers. 

For  more  extended  information  and  map,  see  Annual  Report  cf 
the  Chief  of  Engineers  for  1881,  page  2443  et  seq. 

A  chart  of  Little  Sodus  Bay  is  issued  in  the  series  of  charts  of  the 
survey  of  the  Northern  and  Northwestern  Lakes,  index  227. 

July  1,  1908,  balance  unexpended $61,065.06 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      17,512.01 

July  1,  1909,  balance  unexpended 43,543.05 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 35,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  Q  Q  4.) 
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5.  Harbor  at  Oswego,  New  Yorlc. — ^This  harbor  comprises  the  lower 
part  of  Oswego  River,  a  cove  at  its  mouth,  protected  by  a  breakwater 
now  known  as  the  inner  breakwater,  and  an  outer  harbor  formed  by 
an  outer  breakwater.  In  its  orifrinal  condition  the  harbor  in  the 
Oswego  River  was  navigable  by  vessels  of  Ught  draft  only,  and  the 
cove  had  no  protection  against  the  lake  seas. 

The  original  project  of  1827  (completed  in  1829)  was  to  build 
across  the  cove  a  breakwater  of  timber  cribs  filled  with  stone. 
Between  1830  and  1838  a  superstructure  of  masonry  was  built  on 
500  feet  of  this  breakwater.  Between  1866  and  1869,  $41,000  waa 
expended  in  dredging  the  harbor  to  the  depth  of  12  feet  at  extreme 
low  water.  Between  1868  and  1870  a  lisrht-house  pier  was  built, 
extending  north  437  feet  from  the  channel  end  of  tne  breakwater. 
In  1871  the  project  for  an  outer  harbor  formed  by  an  outer  break- 
water was  adopted,  and  in  1881  an  outer  breakwater  was  completed 
having  a  lake  face  4,870  feet  long,  a  westerly  shore  return  916  feet 
long,  and  an  easterly  return  246  feet  long.  In  1881  a  project  was 
adopted  to  build  an  east  breakwater,  248  feet  of  whicn  was  con- 
structed in  1881  and  removed  in  1889.  In  1885  and  1889  two  spurs 
to  the  outer  breakwater,  100  and  150  feet  long,  respectively,  were 
built. 

In  the  acts  of  March  3,  1893,  and  August  18,  1894,  special  pro- 
visions were  made  for  extending  the  deep-water  area  of  the  harbor  in 
the  mouth  of  the  Oswego  River  by  the  removal  of  rock. 

The  present  project  was  adopted  June  3.  1896,  based  on  a  special 
report  printed  in  the  Annual  Report  of  trie  Chief  of  Engineers  for 
1895,  page  3213,  et  seq,  and  as  subsequently  modified  is,  first,  to  build 
an  east  breakwater  1,435  feet  kmg,  at  an  estimated  cost  of  $197,000 
(acts  of  March  3,  1895,  and  June  3,  1896);  second,  to  narrow  the 
breach  made  in  the  outer  breakwater  in  1884  from  175  feet  to  about 
75  feet,  at  an  estimated  cost  of  $18,500;  third,  to  widen  and  deepen 
the  inner  harbor  in  the  mouth  of  the  Oswego  River  and  to  extend  the 
deep-water  area  farther  upstream  by  rock  excavation. 

There  are  6,907  feet  of  outer  breakwater  and  1,993  feet  of  inner 
breakwater  and  light-house  pier,  forming  an  outer  harbor  containing 
140  acres  and  an  inner  harbor  containing  9.35  acres  (including  the 
Oswego  River).  The  areas  having  a  controUinoj  depth  of  14.5  feet  at 
low  water  are  40  acres  in  the  outer  harbor  and  4^  acres  in  the  inner 
harbor. 

Under  maintenance  there  is  required:  The  maintenance  of  the 
outer  breakwater  and  inner  breakwater  and  light-house  pier,  the 
maintenance  of  a  depth  of  15.7  feet  at  low  water  in  the  entrance 
channel  and  in  the  outer  harbor,  and  the  maintenance  of  a  depth  of 
15  feet  at  low  water  in  the  cove  behind  the  inner  breakwater  and  in  the 
harbor  in  the  mouth  of  Oswego  River. 

The  plane  of  reference  is  low  water  (zero  of  Oswego  gauge). 

The  outer  breakwater  is  difficult  and  costly  to  maintain. 

The  river  and  harbor  act  of  March  3,  1905,  made  an  appropriation 
for  continuing  repairs  with  timber  under  the  method  printed  as  plan 
'*B"  on  page  3368,  Annual  Report  of  the  Chief  of  Engmeers  for  1904. 
Under  tnis  appropriation  extensive  repairs  were  made  with  timber 
to  the  outer  breakwater  during  1905-6,  and  owing  to  extensive 
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damage  by  storms  were  continued  during  the  past  fiscal  year  to  pre- 
serve parts  damacced  from  complete  destruction. 

The  river  and  harbor  act  of  March  2,  1907,  made  an  appropriation 
of  $100,000  and  autliorized  contracts  to  the  extent  of  $100,000  addi- 
tional, all  of  which  has  been  appropriated,  for  reconstruction  under 
plan  **A,''  printed  on  page  3368  of  the  Annual  Report  of  tlie  Chief  of 
Engineers  for  1904,  which  contemplates  a  stone  superstructure  and 
sea  slope,  at  an  estimated  cost  of  $900,000.  This  work  was  begun 
during  the  fiscal  year  1908. 

The  amount  expended  for  all  work  to  June  30,  1909,  was 
$2,211,564.70.  It  is  impracticable  to  separate  the  cost  of  construc- 
tion and  maintenance.  The  project  is  completed  except  for  mainte- 
nance, which  is  being  prosecuted  under  a  plan  specifically  adopted 
by  Congress. 

The  uinds  recommended  to  be  appropriated  for  the  fiscal  year  end- 
ing June  30,  1911,  will  be  used  to  contmue  the  reconstruction  of  the 
outer  breakwater,  to  make  the  improvement  available. 

June  30,  1909,  the  minimum  depth  at  low  water  over  the  shoalest 
part  of  the  locality  under  improvement  was  14  feet. 

The  usual  variation  of  level  of  water  surface  is  3  feet. 

The  project  is  reported  to  have  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  lumber,  and  ore. 

The  following  is  a  statemejnt  of  the  commerce  of  this  harbor  for  the 
past  ten  vears,  in  tons:  1899,  716,753;  1900,  575,160;  1901,  565,052; 
1902,  334,009;  1903,  733,734;  1904,  712,481;  1905,  724,502;  1906, 
615,840;  1907,  728,090;  1908,  724,187. 

Work  proposed  for  the  ensuing  fiscal  year,  necessary  to  make  the 
improvement  available  and  extend  its  benefits,  consists  in  dredging 
on  shoals  as  may  be  required  in  the  outer  harbor  and  entrance  channel, 
continuing  the  reconstruction  of  the  outer  breakwater  under  plan 
*'A,''  and  repairs  on  timber  structures  when  required.  The  appro- 
priation recommended  will  be  applied  to  this  work. 

Report  of  survey  of  the  outer  breakwater  is  printed  on  page  3363 
et  seq.  of  the  Annual  Report  of  the  Chief  of  Engineers  for  1904. 

For  more  extended  information  and  map,  see  Annual  Report  of  the 
Chief  of  Engineers  for  1881,  page  2451  et  seq. 

A  chart  ot  Oswego  Harbor  is  published  in  the  series  of  charts  of  the 
survey  of  the  Northern  and  Northwestern  Lakes,  index  225,  and  an 
index  map  facing  page  2160  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1903. 

July  1,  1908,  balance  unexpended $82,109.89 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 100, 000. 00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  190i) 40,000.00 

Sales 11.00 

222,120.89 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 66, 777.  94 

July  1,  1909,  balance  unexpended 155,342.95 

July  1,  1909,  amount  covered  by  uncompleted  contracts 38, 534.  51 

Amount  (estimated)  required  for  completion  of  existing  project 700, 000. 00 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 $200, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  Q  Q  5. 

6.  Harbor  at  Cafe  Vincent,  New  YorJc. — This  harbor  in  its  original 
condition  was  an  open  roadstead  on  the  St.  Lawrence  River,  2\  miles 
from  Lake  Ontario,  and  is  a  convenient  location  for  vessels  to  lie 
during  storms,  at  night,  and  in  thick  weather. 

The  orio:inal  project  of  1896  was  to  build  a  breakwater,  1,600  feet 
long,  parallel  to  and  600  feet  from  the  railroad  wharf,  at  an  estimated 
cost  of  $320,000.  On  May  13,  1899,  this  project  was  modified  to 
build  a  breakwater  parallel  to  and  500  feet  from  the  railroad  wharf, 
1,550  feet  long,  of  which  length  150  feet,  or  so  much  thereof  as 
required,  was* to  be  a  shore  return  at  upper  end,  at  an  estimated  cost 
of  $200,000.  Nine  hundred  and  ten  feet  of  this  breakwater,  of  which 
50  feet  is  shore  return,  has  been  built.  Further  extension  of  the 
shore  return  is  not  considered  necessary.  The  project  is  about  three- 
fifths  completed.  No  work  was  done  during  tne  fiscal  year.  There 
was  $128.62  expended  for  pay  of  watchman  and  for  traveling 
expenses. 

The  amount  expended  to  Jime  30,  1909,  was  127,279.79,  of  which 
$270.39  was  for  maintenance. 

The  maximum  draft  that  could  be  carried  over  the  locality  under 
improvement  at  low  water  June  30,  1909,  was  19  feet,  and  the  usual 
variation  of  level  of  water  surface  is  3  feet. 

The  commerce  of  Cape  Vincent  is  not  large.  This  improvement  is 
intended  to  make  a  haroor  of  refuge  for  all  craft  plying  between  Lake 
Ontario  and  the  St.  Lawrence  River. 

The  following  is  a  statement  of  the  commerce  of  this  port,  in  tons, 
for  the  years  given:  1901,  4,209;  1902,  4,175;  1903,  15,666;  1904, 
20,083;  1905,  21,750;  1906,  112,501;  1907,  21,946;  1908,  33,573. 

Work  proposed  for  the  next  fiscal  year  is  the  continuation  of  the 
breakwater,  and  the  amount  asked  for  will  be  apphed  to  this  work 
for  the  purpose  of  extension  of  benefits. 

For  more  extended  information  and  map,  see  Annual  Reports  of 
the  Chief  of  Engineers  for  1897,  page  3286,  et  seq.,  and  for  1903, 
pa^e  2162,  et  seq. 

The  project  has  provided  facihties  that  make  navigation  more  safe 
and  thus  affects  freight  rates. 

July  1,  1908,  balance  unexpended $848.83 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 128.  62 

July  1,  1909,  balance  unexpended 720.21 

Amount  (estimated)  required  for  completion  of  existing  project 72, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Jul};  1,  1909 72,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897. 

(See  Appendix  Q  Q  6.) 
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7.  Harbor  at  Ogdensburg,  New  YorJc. — In  its  original  condition 
the  low-water  depth  in  this  harbor  was  9  feet  in  the  upper  entrance 
channel  leading  to  the  Oswegatchie  River,  10  to  12  feet  in  the  two 
lower  entrance  channels,  and  6  to  12  feet  along  the  city  front. 

The  original  project  of  1868  was  to  dredge  the  channels  to  the 
depth  of  12  feet  and  to  build,  if  necessary,  5,500  Hnear  feet  piers,  at 
an  estimated  cost  of  $100,000.  The  piers  were  never  built.  The 
project  of  1882  provided  for  dredging  the  upper  entrance  channel 
from  the  St.  Lawrence  River  channel  across  the  shoal  to  and  into 
the  mouth  of  the  Oswegatchie  to  16  feet,  and  the  lower  entrance 
channels  and  channels  along  the  city  front  to  15  feet  at  extreme  low 
water,  at  an  estimated  cost  of  $75,000.  The  present  project  (see 
Annual  Report  of  the  Chief  of  Engineers  for  1890,  p.  2872)  provided 
for  dredging  all  the  channels  to  a  depth  of  16.5  feet  below  the  zero 
of  the  Ogdensburg  gauge  (15  feet  below  the  zero  of  the  Oswego 
gauge),  at  an  estimated  cost  of  $158,950.  The  project  was  modi- 
fied Februarv  27,  1897,  to  deepen  the  two  lower  entrance  channels 
to  16  feet  below  the  zero  of  the  Oswego  gauge,  and  bv  act  of  March  3, 
1899,  further  modified  to  dredge  900  feet  of  the  channel  along  the 
front  of  Ogdensburg  above  Franklin  street  to  but  14  feet  below  the 
same  zero,  the  projected  deptlis  of  the  upper  entrance  channel  to  and 
into  the  mouth  of  the  Oswegatchie  River  up  to  the  bridge,  and  the 
balance  of  the  channel  along  the  city  front  to  remain  15  feet.  The 
dredging  of  all  of  the  channels  of  the  project  was  completed  in  July, 
1903,  but  thev  are  not  stable,  and  frequent  redredging  is  necessary 
to  maintain  the  required  depths. 

The  project  is  completed  except  maintenance. 

WorK  of  redredging  to  restore  project  depths  was  nearly  completed 
at  the  close  of  the  fiscal  year,  and  as  it  will  be  completed  with  fimds 
on  hand,  no  estimate  is  made  for  the  next  fiscal  year. 

The  amount  expended  to  June  30,  1908,  was  $389,660.64,  of  which 
$118,296.99  was  applied  to  maintenance  of  improvement. 

The  maximum  draft  that  could  be  carried  over  the  improvement 
at  low  water  (zero  of  new  Ogdensburg  gaue:e  corresponding  to  zero 
of  Oswego  gauge),  June  30,  1909,  was  as  follows:  In  the  lower  en- 
trance channels,  16  feet;  in  the  upper  entrance  channel,  15  feet;  in 
the  channel  along  the  city  front  above  Franklin  street,  14  feet;  be- 
low Franklin  street,  15  feet.  The  usual  variation  of  level  of  water 
surface  is  3  feet. 

The  project  is  reported  tg  have  a  material  effect  in  controlling 
freight  rates  on  bulk  commodities,  such  as  coal,  grain,  lumber,  and 
ore. 

The  following  is  a  statement  of  commerce  at  this  port  for  the  past 
ten  years,  in  tons:  1899,  670,363;  1900,  646,248;  1901,  646,248; 
1902,    837,025;  1903,     1,185,785;  1904,    898,257;  1905,     1,034,085; 

1906,  1,056,100;  1907,  1,238,498;  1908,  856,714. 

For  more  extended  information  and  map  see  Annual  Report  of  the 
Chief  of  Engineers  for  1881,  page  2451,  et  seq.  Reference  to  reports 
on  examination  and  survey  made  in  compUance  with  act  of  March  2, 

1907,  will  be  found  on  page  779  of  Report  for  1908. 
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July  1, 1908,  balance  unexpended $55,652.22 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 28, 374.  57 

July  1, 1909,  balance  unexpended 27,277.65 

July  1,  1909,  amount  covered  by  uncompleted  contracts 7, 205.  53 

(See  Appendix  Q  Q  7.) 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  LOS  ANGELES,  CALI- 
FORNIA, DISTRICT. 

This  district  was  in  the  charge  of  Capt.  Amos  A.  Fries,  Corps  of 
Engineers,  having  under  his  immediate  orders  the  following  officers 
of  the  Corps  of  Engineers:  First  Lieut.  C.  T.  Leeds  during  the  entire 
year,  and  First  Lieut.  A.  R.  Ehmbeck  from  January  7  to  May  13, 
1909.     Division  engineer,  Lieut.  Col.  John  Biddle,  Corps  of  Engineers. 

1,  San  Diego  Harbor,  California. — San  Diego  Harbor  is  just  north 
of  the  national  boundary  of  Mexico  and  482  nautical  miles  south  of 
San  Francisco. 

The  river  and  harbor  act  approved  March  3,  1875,  appropriated 
$80,000  for  the  construction  of  a  dike  across  the  mouth  ol  San  Diego 
River,  causing  it  to  emptj^  into  False  Bay,  and  thus  preventing  San 
Diego  Harbor  from  being  injured  by  the  deposit  of  material  brought 
down  during  flood  stages.  This  work  was  completed  in  1876  at  a 
cost  of  $79,798.72,  which,  with  the  cost  of  repairs  made  up  to  the 
time  of  adoption  of  the  present  project,  brougnt  the  total  expendi- 
tures to  $81,918.45.  Further  repairs  to  the  dike  have  been  made  by 
the  city  of  San  Diego. 

The  project  for  the  improvement  of  the  harbor,  adopted  by  the 
river  and  harbor  act  approved  September  19,  1890,  provided  for  the 
construction  of  a  jetty  on  Zuninga  shoal,  at  the  entrance  to  the  har- 
bor; the  maintenance  of  a  channel  24  feet  deep  at  mean  low  tide 
and  600  feet  wide  through  the  *' middle  ground,  and  for  repairs  to 
restraining  dike.  The  jetty  was  to  rise  to  the  height  of  extreme  high 
water  and  to  be  about  7,500  feet  long,  with  a  view  to  producing  a 
depth  of  26  feet  at  mean  lower  low  water  on  the  outer  bar. 

At  the  time  of  the  adoption  of  this  project  the  governing  depth 
on  the  bar  was  21  feet.  Just  inside  the  entrance  was  a  middle  ground 
carrying  but  17  feet  of  water.  The  main  channel,  lyi^  to  the  west 
of  tne  middle  ground,  was  of  ample  depth,  but  was  difficult  of  navi- 
gation on  account  of  two  sharp  turns. 

The  original  estimated  cost  of  this  improvement  was  $394,400. 
This  estimate  was  increased  in  June,  1900,  to  $542,850.  With  this 
amount  the  jetty  was  extended  to  its  full  contemplated  length  of 
7,500  feet,  a  channel  26  feet  deep  and  271  feet  wide  (28  feet,  deep 
over  a  width  of  171  feet)  was  dredged  across  the  outer  bar,  and  a 
channel  26  feet  deep  and  400  feet  wide  was  dredged  across  the  middle 
ground.    Later  the  channels  through  the  outer  bar  and  the  middle 

f round  both  shoaled  to  24  feet  deep.    The  amount  expended  on  this 
arbor  up  to  the  completion  of  this  project  was  $625,214.94. 
The  work  done  since  the  completion  of  the  above  project  has  been 
the  maintenance  of  the  channel  through  the  outer  bar.    Under  con- 
tracts, 15,625  cubic  yards  at  60  cents  per  yard  and  37,750  cubic  yards 
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at  61  cents  per  yard  was  dredged  and  dumped  at  sea.  A  channel 
225  feet  wide  and  28  feet  deep  over  the  east  100  feet  and  27  feet  deep 
over  the  west  150  feet  has  been  dredged.  This  channel  has  since 
shoaled  to  25  feet  depth,  which  is  the  maximum  draft  that  could  be 
carried  into  the  harbor  at  mean  lower  low  water  to  June  30,  1909- 
The  average  height  of  all  high  waters  above  the  plane  of  reference  is 
4.8  feet.     The  average  of  the  higher  high  tides  is  5.5  feet. 

From  the  appropriation  of  $8,185,750,  made  by  river  and  harbor 
act  of  March  3.  1909,  $30,000  has  been  allotted  for  maintaining  the 
channel  througn  the  outer  bar.  A  contract  will  be  entered  into  at  an 
early  date  for  dredging  100,904  cubic  yards  of  material  at  $0.2874 

I)er  yard.  A  channel  200  feet  wide  and  28  feet  deep  at  mean  lower 
ow  water  will  be  excavated. 

The  amount  expended  on  this  project  (maintenance)  to  June  30, 
1909,  is  $29,866.99.  Any  additional  appropriations  for  maintenance 
will  be  expended  in  dredging  the  channels  tnrough  the  outer  bar  and 
the  middle  ground. 

The  commerce  of  this  harbor  was  250,866  tons  for  the  calendar  year 
1908,  a  decrease  of  3  per  cent  from  that  of  the  previous  year.  It  con- 
sists principally  of  lumber,  general  merchandise,  and  ore  shipped. 
The  value  of  this  commerce  is  estimated  to  be  $11,191,460. 

The  coastwise  trade  is  carried  in  vessels  drawing  from  12  to  20  feet 
of  water,  and  is  benefited  but  little  by  the  improvement  of  the  harbor. 
The  American-Hawaiian  steamers,  of  8,000  to  10,000  tonnage  each, 
enter  this  port  once  a  month.  These  vessels  draw  about  26  feet  or 
water  and  carry  1,000  to  2,000  tons  of  freight  per  month  for  San 
Diego.  Freight  for  San  Diego  carried  bv  the  ranama  steamers  is 
delivered  by  coastwise  steamers  from  San  l^rancisco.  The  American- 
Hawaiian  steamers  and  the  Panama  steamers  have  a  rate  from  the 
Atlantic  ports  to  San  Diego  averaging  about  30  per  cent  cheaper  than 
railroad  rates.  Foreign  cements  are  received  in  this  port  in  sailing 
vessels  drawing  22  and  23  feet  of  water. 

For  references  to  reports  on  examinations  and  surveys,  see  Annual 
Report  of  Chief  of  Engineers  for  the  year  1904,  page  632,  and  page 
7S5  of  report  for  1908. 

July  1,  1908,  balance  unexpended $306.18 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 30,000.00 


30,306.18 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 34. 85 

July  1,  1909,  balance  unexpended 30,271.33 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 30,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  R  1.) 

£.  Deep  water  Tiarbor  at  San  Pedro  Bay,  California. — ^The  river 
and  harbor  act  of  June  3,  1896,  provided  for  the  appointment  of  a 
Board  to  determine  upon  the  location  of  a  deep-water  harbor  for 
conunerce  and  of  refuge  in  Santa  Monica  Bay^  California^  or  at  San 
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Pedro,  in  the  same  State,  the  decision  of  a  majority  of  the  Board  as 
to  location  to  be  final.  The  Board  was  to  make  plans,  specifications, 
and  estimates  for  said  improvement.  After  the  Board  should  have 
rendered  its  decision  and  submitted  its  report  the  Secretary  of  War 
was  empowered  to  make  contracts  for  the  completion  of  the  selected 
harbor  in  accordance  with  the  project  of  the  Board,  at  a  cost  not 
exceeding  in  the  aggregate  S2,900,000. 

In  accordance  w  ith  the  provisions  of  this  act  a  Board  was  appointed, 
which  submitted  its  report  March  1,  1807,  deciding  in  favor  of  San 
Pedro  Bay.  The  report  of  the  Board  is  printed  in  Senate  Document 
No.  18,  Fifty-fifth  Congress,  first  session. 

The  plan  of  the  Board  (the  present  project  of  improvement)  was 
to  construct,  to  the  eastward  of  Point  Fermin,  a  breakwater  about 
8,500  feet  long,  or  as  much  longer  as  could  be  constructed  within  the 
authorized  limit  of  cost,  $2,000,000,  and  it  has  been  decided  that  a 
breakwater  9,250  feet  long  should  be  built.  In  plan  the  breakwater 
is  to  consist  of  two  straight  arms  connected  by  a  curve  1 ,800  feet  in 
lene:th,  of  1,010  feet  radius.  The  westerly  arm  is  to  be  3,000  feet  long, 
pointing  S.  12^  E.  (magnetic):  the  easterly  arm,  as  extended,  4,450 
feet  long,  pointing  N.  54°  E.  (magnetic).  A  gap  of  about  1,850  feet 
is  to  be  left  between  the  east  shore  of  Point  Fermin  and  tlie  westerly 
end  of  the  breakwater. 

Originally  San  Pedro  Bay  was  an  open  roadstead  exposed  to  south- 
easterly, southerly,  and  southwesterly  winds.  The  effect  of  the 
breakwater  will  be  to  afford  a  place  of  refuge,  easy  of  access  and 
secure  from  storms,  for  vessels  of  the  largest  size.  It  will  also  shelter 
the  entrance  to  the  inner  harbor  of  San  Pedro. 

On  August  12,  1898.  a'  continuing  contract  was  entered  into  with 
Ileldmaier  &  Neu-,  of  (Jhicajro,  111.,  for  the  construction  of  the  break- 
water, for  $1,303,198.54.  This  contract  was  annulled  on  March  10, 
1900,  on  account  of  unsatisfactory  progress.  Under  this  contract 
86,610  tons  of  stone  was  placed  in  the  foundation  course,  at  a  cost, 
including  inspection,  of  $51,537.43. 

On  June  7,  1900,  a  continuing  contract  for  completing  the  break- 
water was  entered  into  with  the  California  Construction  Company,  of 
San  Francisco,  Cal.  The  estimated  cost  of  work  under  this  contract, 
using  the  quantities  on  which  bids  were  convassed  and  the  prices  bid 
for  stone  and  concrete,  and  allowing  10  per  cent  for  engineering  ex- 
penses and  contingencies,  is  $2,613,100.66,  in  addition  to  expenditures 
under  the  former  contract.  This  estimate  is  for  a  breala\ater  8,500 
feet  long.  The  extension  of  the  breakwater  to  9,250  feet  in  length  is 
estimated  to  cost  about  $272,500  additional. 

The  amount  exi)ended  under  the  project  up  to  the  close  of  the  fiscal 
year  ending  June  30,  1909,  is  $2,726,697.46. 

Work  was  begun  on  the  westerly  end  of  the  substructure.  Up  to 
June  30,  1909,  2,204,909  long  tons  of  stone,  at  $0,844  per  ton,  had 
been  deposited  in  the  substructure  under  the  present  contract,  and 
the  substructure  was  about  completed  for  a  distance  of  9,174  feet. 
Some  stone  has  been  dumped  128  feet  farther,  which  is  approximately 
at  the  toe  of  the  end  slope  of  the  completed  breakwater. 

The  supersti-ucture  was  begun  in  October,   1902.     To  June  30, 
1909,  222,038  long  tons  of  stone  had  been  placed  in  the  superstructure, 
at  $3.10  per  ton,  and  this,  while  partially  completing  it  over  a  length 
of  8,884  feet,  is  equivalent  to  8,458  feet  of  completed  work. 
9001— ENO  1909 52 
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The  protected  area  is  used  by  vessels  which  have  to  lighter  a  part 
of  their  cargo  or  have  to  await  a  favorable  tide  before  they  can  enter 
the  inner  harbor.  The  effect  of  continuing  work  under  the  existing 
project  will  be  to  improve  the  protection  of  the  sheltered  area  and  the 
entrance  to  the  inner  harbor. 

The  authorized  cost  of  the  project,  $2,900,000,  has  been  appro- 
priated. The  project  is  about  97  per  cent  completed.  The  available 
balance  will  be  expended  in  building  up  the  oreakwater  to  its  full 
project  height  under  the  contract. 

There  are  as  yet  no  commercial  wharves  in  the  outer,  or  break- 
water, harbor.  The  construction  of  bulkheads,  etc.,  has  been  begun, 
but  little  proOTess  has  been  made  owing  to  the  financial  stringency. 
It  is  expected,  however,  that  facilities  for  commerce  will  be  greatly 
developed  during  the  coming  year.  For  conunercial  statistics  see 
report  on  WUmington  Harbor. 

For  references  to  reports  on  examinations  and  smrveys  see  Annual 
Report  of  the  Chief  of  Engineers  for  the  year  1904,  page  634,  and 
page  785  of  report  for  1908. 

July  1,  1908,  balance  unexpended 1285,871.90 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909. . . .     100, 000. 00 

385, 871.  90 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement       212, 569.  31 

July  1,  1909,  balance  unexpended 173,302.59 

July  1,  1909,  outstanding  liabilitioa 27,414.38 

July  1,  1909,  balance  available 145,888.21 

July  1,  1909,  amount  covered  by  uncompleted  contracts 94, 015. 18 

(See  Appendix  R  R  2.) 

S.  Wilmington  UarboTf  California, — ^Wilmington  is  situated  at  the 
head  of  a  small  estuary  which  has  its  outlet  in  the  Bay  of  San  Pedro, 
and  is  393  nautical  miles  to  the  southward  of  San  Francisco. 

Previous  to  the  commencement  of  the  improvement,  in  1871,  there 
was  a  depth  of  less  than  2  feet  of  water  at  low  tide  at  the  entrance. 

The  original  project,  approved  July  1,  1871,  contemplated  gaining 
a  depth  of  10  feet  at  mean  low  tide.  This  depth  was  obtained  in 
1881,  at  a  cost  of  $555,000,  when  a  further  project  to  increase  depth  of 
channel  to  15  feet  at  mean  low  tide  by  dredging  a  reef  between  the 
jetties,  raising  existing  works,  and  extending  the  jetties  to  18  feet  of 
water  in  San  Pedro  Bay  was  submitted.  This  project  was  completed 
in  1893,  at  a  cost  of  $3*99,497.68. 

The  river  and  harbor  act  of  June  3,  1896,  appropriated  $50,000  for 
improving  the  harbor  in  accordance  with  a  project  submitted  in  1894 
for  a  channel  depth  of  18  feet  at  mean  low  tide,  at  an  estimated  cost 
of  $392,725.  Owing  to  certain  provisos,  however,  this  money  was  not 
available  without  further  action  by  Congress. 

The  present  project  was  adopted  by  the  river  and  harbor  act  of 
June  13,  1902,  and  contemplates  providing  a  channel  20  feet  deep  and 
400  feet  wide  from  the  outer  haroor  to  the  foot  of  the  wharves,  and 
24  feet  deep  between  harbor  lines  from  the  foot  of  the  wharves  to  and 
including  a  turning  basin  1,600  feet  in  diameter  just  below  Mormon 
Island.     It  also  provides  for  repairs  to  the  east  jetty  and  for  the  con- 
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struction  of  a  dike  to  divert  the  waters  of  the  Los  Angeles  River  from 
Wilmington  Lagoon.  The  same  act  made  available  the  $50,000  ap- 
propriated by  the  act  of  June  3,  1896. 

Cnanged  conditions  have  rendered  the  building  of  the  dike  inad- 
visable. 

The  original  estimated  cost  of  the  work  called  for  by  the  present 
project,  including  the  procurement  of  a  dredge,  is  $550,000.  This 
estimate  has  been  increased  to  $663,000.  The  mil  amount  of  the  esti- 
mated cost  has  been  appropriated. 

The  amount  expended  xmder  the  existing  project  to  June  30,  1909, 
is  $611,194.32,  and  the  project  is  about  92  per  cent  completed. 

Eepairs  have  been  made  to  the  east  jetty  at  a  cost  of  $3,700. 

A  20-inch  suction  dredge,  with  the  necessary  discharge  pipe,  float- 
ing plant,  etc.^  has  been  built  at  a  total  cost  of  $118,721.78.  The 
work  of  dred^ng  the  harbor  began  April  1,  1905,  since  which  time 
3,437,063  cubic  yards  of  material  has  been  dredged  and  deposited 
behind  bulkhead  lines  on  Terminal  and  Smiths  islands,  or  outside  the 
jetties,  at  a  cost,  including  deterioration  of  plant,  of  $288,060.86,  or 
about  $0.0838  per  cubic  yard.  At  the  entrance  to  the  harbor  355,785 
cubic  yards  has  been  dredged  under  contract  at  a  cost  of  $168,579.90 
(contract  payments  only),  and  between  the  entrance  and  the  upper 
end  of  the  wharves  249,340  cubic  yards  has  been  dredged  under  con- 
tract at  a  cost  of  $39,894.40. 

The  entrance  channel  has  been  dredged  to  a  width  of  400  feet  and 
a  depth  of  21  feet.  A  channel  400  feet  wide,  with  a  least  depth  of  20 
feet,  has  been  dredged  from  the  entrance  to  the  lower  end  of  the 
wharves,  and  dredging  to  a  depth  of  25  feet  has  been  done  between 
the  wharves  as  far  north  as  the  turning  basin  just  above  Smiths 
Island,  a  distance  of  about  5,000  feet.  This  depth  of  25  feet,  with  a 
width  of  400  feet,  has  also  been  carried  along  the  easterly  and  west- 
erly sides  of  the  turning  basin,  and  a  cut  200  feet  wide  and  25  feet 
deep  to  connect  these  side  channels  is  being  excavated  around  its 
northern  periphery. 

From  the  appropriation  of  $8,185,750  made  by  river  and  harbor 
act  of  March  3,  1909,  $20,000  has  been  allotted  for  operating  govern- 
ment plant  toward  completing  the  present  project,  removing  any 
shoalings  that  may  be  found  to  have  occurred,  and  in  caring  for  and 
making  repairs  to  the  plant  while  being  laid  up  awaiting  further  ac- 
tion by  Congress. 

For  the  calendar  year  1 908  the  conmierce  of  this  port  amounted 
to  1,005,697  tons,  a  decrease  of  10  per  cent  from  the  preceding  year. 
It  consists  principally  of  lumber,  crude  oil,  and  general  merchandise 
received,  and  of  general  merchandise  and  crude  oil  shipped.  Its 
value  is  estimated  at  $25,189,300. 

It  is  difficult  to  estimate  accurately  the  effect  of  this  improvement 
on  freight  rates.  The  principal  traffic  of  the  harbor  is  in  lumber 
received  from  northern  California,  Oregon,  and  Washington,  and 
shipped  inland  by  rail,  and  amounts  for  the  calendar  year  1908  to 
nearly  1,000,000  tons.  The  water  rate  on  lumber  from  ruget  Sound 
points  to  Los  Angeles  is  about  $5  per  ton;  the  railroad  rate,  $12.50 
per  ton.  Without  the  improvement  of  Wilmington  Harbor,  lumber 
would  have  to  be  unloaded  at  exposed  piers  or  brought  to  San  Pedro  in 
vessels  of  light  draft  or  lightered  ashore.  The  saving  in  freight,  lighter- 
age charges,  and  insurance  is  large,  but  can  not  be  definitely  stated. 
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For  reference  to  reports  on  examinations  and  surveys,  see  Annual 
Report  of  the  Chief  of  Engineers  for  the  year  1904,  "page  635,  and 
House  Document  No.  1114,  Sixtieth  Congress,  second  session. 

July  1,  1908,  balance  unexpended 1117,031.92 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 20,000.00 

Receipts  from  sales 36.  26 

137,067.17 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment        64,626.67 

July  1,  1909,  balance  unexpended 72, 440. 50 

July  1,  1909,  outstanding  liabilities 1,753.72 

July  1,  1909,  balance  available 70, 686. 78 

Amount  that  can  be  profitably  expended  in  fipcal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 45,000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  R  R  3.) 

4.  San  Luis  Obispo  TlarhoTy  CaVfomia, — San  Luis  Obispo  Harbor 
is  9  miles  to  the  southward  and  westward  of  the  town  01  San  Luis 
Obisjio  and  216  nautical  miles  from  San  Francisco. 

It  is  a  bight  of  the  coast  about  18  miles  long  between  Point  San 
Luis  on  the  north  and  Point  Sal  on  the  south.  Port  San  Luis  (for- 
merly Port  Harford)  is  situated  at  its  upper  end,  where  a  commercial 
wharf  has  been  maintained  for  many  years.  In  1907  commercial 
wharves  were  also  built  at  Avila  and  at  Oilport,  just  easterly  of 
Avila.  The  latter  wharf,  however,  was  destroyed  shortly  after  it  was 
built. 

Whaler  reef,  extending  nearly  half  a  mile  to  the  southward  and 
eastward  of  Point  San  Luis,  forms  more  or  less  of  a  natural  break- 
water, but  during  the  winter  season  the  landing  was  exposed  to  the 
heavy  swell  caused  by  southerly  gales. 

The  original  project  was  adopted  by  the  river  and  harbor  act  of 
August  11,  1888,  and  provided  for  the  construction  on  Whaler  reef  of 
a  breakwater  of  rubblestone  rising  to  mean  lower  low  water  and 
extending  from  Point  San  Luis  to  Whaler  Island  and  thence  to  a 
point  wliere  the  outer  reef  rises  above  high  water.  Exclusive  of 
Whaler  Island,  which  is  245  feet  long,  the  breakwater  was  to  have  a 
length  of  about  1,736  feet,  and  its  estimated  cost  was  $284,898. 

This  project  was  modified  January  17,  1893,  to  provide  for  raising 
the  structure  to  the  height  of  6  feet  above  mean  high  water,  with  a  * 
top  width  of  20  feet  and  such  side  slopes  as  might  be  formed  under 
the  action  of  the  sea.     The  estimated  cost  was  increased  to  $568,660. 
This  is  the  existing  project. 

The  amount  expended  on  this  work  up  to  June  30,  1909,  is 
$321,461.36,  and  the  project  is  57  per  cent  completed. 

There  has  been  placed  in  the  breakwater  146,515  short  tons  of 
stone. 

The  breakwater  has  been  built  to  full  section  from  Point  San  Luis 
to  Whaler  Island  and  for  765  feet  beyond  Whaler  Island,  and  has 
been  partly  built  up  for  795  feet  farther,  or  a  total  distance  of  2,141 
feet,   including  the  island.    The  partially  protected  area  has  an 
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available  depth  of  20  to  33  feet  at  mean  lower  low  water  and  there  is 
30  feet  deptn  at  the  Port  San  Luis  wharf.  The  mean  rise  of  tide  is 
4.6  feet.  The  result  has  been  to  give  increased  security  to  vesseb 
in  the  anchorage  and  at  the  landing. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  863,660 
and  authorized  continuing  contracts  for  the  completion  of  the  work 
at  a  cost  not  to  exceed  the  additional  amount  of  $200,000,  of  which 
$110,000  remains  to  be  appropriated. 

A  continuing  contract  for  completing  the  breakwater  has  been 
entered  into  which  provides  for  the  delivery  of  151,140  tons  of  stone 
at  $1.57  per  ton,  the  amount  necessary  to  complete  tlie  project. 
Work  was  to  have  been  begun  May  1,  1908,  but  on  account  oi  the 
shoaling  of  the  channels  at  the  (juarry  at  Morro  rock  and  the  heavy 
seas,  no  stone  was  delivered  until  August,  1908,  and  only  9,205  tons 
until  December,  when  work  was  suspended  during  the  winter.  The 
shoaling  has  since  increased  so  that  it  is  now  impossible  to  get  a  barge 
near  enough  to  the  quarry  to  load  it.  As  tliis  is  the  only  available 
cjuarry  authority  has  been  given  the  contractor  to  suspend  work  dur- 
ing this  working  season,  or  until  the  channels  should  deepen  suffi- 
ciently to  permit  of  the  work  being  resumed. 

Further  work  under  the  project  will  afford  increased  shelter.  The 
unexpended  balance  and  the  $110,000  yet  to  be  appropriated  should 
be  applied  to  the  extension  of  the  breakwater  to  its  full  projected 
lengtn  and  height. 

1  he  commerce  consists  principally  of  lumber  and  general  merchan- 
dise received  and  grain  and  crude  oil  shipped.  Its  volume  for  1908 
is  1,071,469  tons,  a  decrease  of  2  per  cent  from  that  of  the  previous 
year.     The  value  of  this  commerce  is  estimated  at  $7,698,024. 

It  is  impracticable  to  give  definite  figures  relative  to  the  influence 
of  the  project  on  freight  rates.  Ihe  following,  however,  may  throw 
some  light  on  the  matter.  Ihe  Union  Oil  Company  pumps  crude  oil 
through  a  6-inch  pipe  from  its  well  in  the  northern  part  of  Santa 
Barbara  County,  a  distance  of  40  to  45  miles,  to  the  landing  at  Port 
San  Luis,  and  thence  ships  it  in  tank  vessels  to  the  Hawaiian  Islands 
and  coast  points.  The  Standard  Oil  Company  also  ships  oil  from  this 
port.  Ihe  cost  of  delivery  of  oil  in  San  Francisco  is  about  10  cents, 
ner  barrel,  and  the  oil  is  sold  there  for  from  $0.90  to  $1  per  barrel. 
Ihe  railway  rate  to  San  Francisco  is  about  60  cents  per  barrel. 

Reference  to  reports  on  examinations  and  surveys  will  be  found  in 
Annual  Report  of  the  Chief  of  Engineers  for  the  year  1904,  page  636. 

July  1,  1908,  balance  unexpended $122, 826. 10 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 30, 000. 00 

152, 826. 10 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       15,626.51 


July  1, 1909,  balance  unexpended 137, 199.59 


July  1,  1909,  amount  covered  by  uncompleted  contracts 224, 287.  34 

Amount  (estimated)  required  for  completion  of  existing  project 1 10, 000. 00 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 100,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  R  R  4.) 
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EXAMINATION   AND   SURVEY   MADE    IN   COMPLIANCE   WITH   RIVEB  AND 
HARBOR   ACT  APPROVED   MARCH   2,  1907. 

Reports  dated  April  24,  1907,  and  December  17,  1907,  on  prelimi- 
nan"  examination  and  survey,  respectively,  of  Wilmington  Harbor, 
California,  with  a  view  to  obtaining  increased  depth,  required  by  the 
river  and  harbor  act  of  March  2,  1907,  were  duly  submitted  by  the 
district  officer.  They  were  reviewed  by  the  Board  of  Engineers  for 
Rivers  and  Harbors,  pursuant  to  law,  and  were  transmitted  to  Con- 
gress and  printed  in  Ilouse  Document  No.  1114,  Sixtieth  Congress, 
second  session.  A  plan  for  improvement  at  an  estimated  cost  of 
$420,000  is  presented. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  FIRST  SAN 
FRANCISCO,  CALIFORNIA,  DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  John  Biddle,  Corps 
of  Engineers,  division  engineer,  Tacific  division. 

i.  Oakland  Harbor ^  California. — The  original  condition  of  San 
Antonio  estuary  was  as  follows:  It  was  a  tidal  arm  of  the  Bay  of 
San  Francisco,  with  a  tidal  prism  of  156,000,000  cubic  feet.  This 
filled  and  emptied  itself  with  each  coming  tide.  The  tidal  flow  was 
sulficient  to  maintain  a  natural  channel  depth  over  the  bar.  off  the 
mouth,  of  2  feet  at  low  tide.  Within  the  estuary  proper,  where  the 
bends  are  pronounced,  mid-channel  depths  of  20  to  23  feet  at  low 
water  and  widths  of  500  feet  were  found.  Vessels  drawing  5  to  8 
feet  could  enter  at  high  tide.  The  commerce  in  1874  aggregated 
154,300  tons. 

The  original  project  was  submitted  in  1874  in  compliance  with  an 
act  of  Congress.  The  report,  with  project  and  estimate  of  cost,  is 
printed  in  the  Annual  Report  of  the  Cliief  of  Engineers  for  1874, 
page  378.  This  project  called  for  (a)  two  mid-tide  training  walls  at 
the  entrance,  (6)  a  tidal  canal  for  flushing  purposes  about  IJ  miles 
in  length  to  connect  with  tide  water  in  San  Ijeandro  Bay,  (c)  a  dam 
at  the  entrance  to  San  Leandro  Bay,  and  (d)  dredging  a  tidal  basin 
and  then  a  channel  to  have  a  depth  of  20  feet  from  the  basin  to  San 
Francisco  Bay.  The  estimated  cost  of  the  work  was  in  round  num- 
bers $1,815,000. 

This  was  approved  by  Congress,  and  during  the  progress  of  the 
work  slight  modifications  were  made  from  time  to  time.  These  con- 
sisted of  raising  the  training  walls  to  full  high-tide  level;  of  increas- 
ing the  width  of  the  tidal  canal  to  400  feet;  of  building  three  steel 
bridges  across  the  tidal  canal;  and  of  diverting  the  silt-laden  storm 
waters  of  Sausal  Creek  from  the  tidal  canal  by  means  of  a  separate 
channel  into  San  Leandro  Bay. 

The  present  project  was  adopted  before  this  project  was  completed. 
Up  to  and  including  1900,  $2,450,600  had  been  expended  on  the  origi- 
nal project. 

In  the  river  and  harbor  act  of  1900  Congress  provided  for  an 
examination  of  Oakland  Harbor  with  a  view  to  its  improvement  west 
of  the  tidal  canal  to  meet  the  needs  of  present  and  prospective  com- 
merce. Three  alternative  plans  and  estimates  for  channel  enlarge- 
ment were  submitted,  estimated  to  cost,  respectively,  $646,293, 
$1,687,818,  and  $968,203.     This  report,  with  estimates,  is  printed  in 
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the  Annual  Report  of  the  Chief  of  Engineers  for  1901,  pages  3448- 
3449. 

On  June  13,  1902,  Con<]:ress  appropriated  $100,000  and  authorized 
continuing  contracts  for  $150,000  additional  for  the  work,  but  failed 
to  specify  to  which  of  the  above  projects  the  funds  were  to  be  applied. 
Contract  was  made  to  the  extent  of  the  money  available  and  author- 
ized for  dredgin^^  work  which  was  common  to  all  of  the  above  proj- 
ects. By  act  or  March  3,  1905,  Congress  specifically  named  project 
No.  3,  estimated  to  cost  $968,203,  appropriated  $100,000,  and  author- 
ized contracts  for  $250,000  additional  for  continuing  the  improve- 
ment with  a  view  to  obtaining  a  channel  300  feet  wide  and  25  feet 
deep  from  San  Francisco  Bay  to  Fallon  street,  Oakland. 

rroject  No.  3  calls  for  a  channel  from  San  Francisco  Bay,  500  feet 
wide  and  25  feet  deep  at  low  water,  to  Chestnut  street,  Oakland; 
thence  300  feet  wide  and  25  feet  deep  at  low  water  to  Fallon  street  ; 
thence  300  feet  wide  and  17  feet  deep  to  tidal  basin;  thence  300  feet 
wide  and  12  feet  deep  around  the  tidal  basin,  and  extension  of  south 
jetty. 

In  the  act  of  March  2,  1907,  Confess  provided  for  the  project  No. 
3,  as  recommended  by  the  Board  of  Engineers  for  Rivers  and  Harbors 
in  report  of  January  11,  1907,  printed  in  River  and  Harbor  Com- 
mittee Document  No.  9,  Fifty-ninth  Congress,  second  session,  but  the 
act  extended  the  provisions  of  the  project  as  follows: 

Extension  of  south  jetty  500  feet,  widening  to  500  feet  the  channel 
25  feet  deep  from  San  Francisco  Bay  to  Faflon  street,  deepening  to 
25  feet  the  channel  300  feet  wide  from  Fallon  street  to  the  tidal  basin, 
deepening  to  17  feet  the  channel  300  feet  wide  around  the  north  side 
of  the  tidal  basin  to  the  tidal  canal,  and  from  the  tidal  canal  along 
the  Alameda  shore  to  Tenth  avenue.  The  two  preceding  paragraphs 
cover  the  final  project.     The  estimate  of  cost  is  $1,468,203. 

The  work  is  in  progress  under  the  continuing-contract  system. 
The  full  appropriation  under  contract  authorization  has  been  made. 
In  order  to  complete  the  improvement  directed  by  Congress,  an 
additional  amount  of  $500,000  is  estimated. 

On  June  30,  1909,  at  mean  lower  low-tide  level,  a  channel  300  feet 
wide  and  25  feet  deep  has  been  made  for  a  length  of  25,000  feet 
easterly  from  deep  water  in  San  Francisco  Bay  to  the  tidal  basin  at 
Tenth  avenue.  From  the  bay  to  Chestnut  street  this  channel  has 
a  width  of  400  feet  with  a  depth  of  20  feet  in  the  additional  100  feet 
width,  and  from  Chestnut  to  Castro  streets  and  from  Harrison  to 
Fallon  streets  the  channel  has  a  width  of  400  feet  with  25  feet  depth. 
In  the  tidal  basin  there  is  a  partly  completed  channel  300  feet  wide, 
17  feet  deep  on  the  north  side  from  Tenth  avenue  to  Fifteenth  avenue, 
a  distance  of  3,200  feet,  the  balance  to  the  canal  being  300  feet  wide 
and  6  feet  deep.  On  the  Alameda  side  there  is  a  partly  completed 
channel  300  feet  wide,  17  feet  deep  from  Tenth  avenue  to  Willow 
street,  a  distance  of  5,300  feet,  and  the  balance  to  the  canal  300  feet 
wide  and  6  feet  deep.  The  range  of  the  tides  is  4.5  to  5.5  feet.  The 
navigable  portion  of  the  channel  is  about  32,000  feet  in  length. 
Light-draft  vessels  can  go  a  half  mile  farther  east.  The  amount 
spent  on  the  existing  project  is  $702,006.86.  The  project  is  about 
hall'  completed. 

The  money  thus  far  spent  has  been  practically  all  for  extensions 
in  channel  widths  and  depths  for  the  benefit  of  commerce.    There 
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has  been  spent  for  the  maintenance  of  bridges  since  the  adoption 
of  present  project  $4,747.79.  The  sum  of  $5  has  been  received 
during  the  year  from  the  sale  of  an  old  typewriter.  High  Street 
Bridge  was  destroyed  by  fire  on  May  21,  1909.  Repairs  will  be 
imdertaken  early  in  the  coming  year. 

It  is  difficult  to  estimate  what  increase  of  commerce  is  likely  to 
result  from  an  increased  depth  and  width  of  channel  in  Oakland 
Harbor.  At  present  about  64  per  cent  of  the  total  tonnage  of  Oak- 
land Harbor  is  overiand  freight  transrerred  across  the  bay  on  ferry- 
boats, which,  when  loaded  with  cars,  draw  only  about  8  feet  of 
water.  If  improvement  be  continued  it  will  permit  the  deeper 
dra;t  vessels  carrying  to  the  city  of  Oakland  coal,  wood,  coke,  oil, 
hay,  grain,  flour,  lumber,  building  material,  and  sundries,  which  in 
1908  amounted  to  3,601,871  tons,  valued  at  $142,808,120,  and  also 
should  induce  a  large  increase  in  manuTacturing  industries  on  the 
shores  of  this  harbor. 

It  is  believed  that  the  improvement  has  had  no  material  effect 
on  freight  rates.  Passenger  rates  are  5  cents  per  trip,  while  all 
other  terries  charge  10  cents  per  trip. 

It  is  proposed  to  spend  the  funds  available  for  dredging  in  accord- 
ance with  contract  for  extension  of  benefits. 

It  is  proposed  to  spend  the  funds  estimated  in  continuing  work 
in  accordance  with  project  directed  by  Congress.  This  will  be  for 
the  extension  of  benefits.  The  amount  asked  for  as  maintenance 
it  is  proposed  to  use  for  repairs  of  bridges  and  for  dredging  small 
shoals  that  may  develop,  particularly  at  the  mouth  of  the  channel. 
The  original  project  did  not  provide  for  maintenance.  It  has  de- 
veloped that  the  bridsjes  have  to  be  maintained  and  that  shoals 
develop  and  must  be  dred^^^ed.  This  is  in  part  due  to  the  fact  that 
while  the  tidal  prism  remains  the  same  as  in  the  project  of  1874,  the 
size  of  the  channel  is  largely  increased  in  the  present  project. 

In  connection  with  this  improvement  a  tidal  canal  connecting 
San  Leandro  Bay  with  Oakland  Channel  was  excavated  by  the 
United  States.  This  canal  was  intended  for  flushing  purposes  only 
and  no  provision  was  made  for  operation  of  bridges  over  it  which 
are  owned  by  the  United  States  and  are  provided  with  draws.  A 
demand  appears  to  have  arisen  for  the  opening  of  the  canal  to  navi- 
gation, as  explained  in  the  district  officer's  report,  but  the  bridges 
form  an  impediment  to  such  use,  and  he  recommends  that  they  be 
turned  over  to  the  local  authorities,  who  have  signified  their  willing- 
ness to  accept  and  operate  them. 

July  1,  1908,  balance  unexpended |2S4,454. 37 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 15.000.00 

A  mount  appropriated  by  sundry  civil  act  approved  March  4,  1909 256, 000.  00 

Amount  received  by  reimbursement  from  Isthmian  Canal  Commission. .  14.  21 

Amount  received  from  sale  of  old  typewriter 5.00 

555,473.58 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $273, 472.  73 

For  maintenance  of  improvement 785. 50 

^  274,258.23 

July  1,  1909,  balance  unexpended 281,215.35 

July  1,  1909,  outstanding  liabilities 28,416.27 

July  1,  1909,  balance  available 252, 799. 08 
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July  1,  1909,  amount  covered  by  uncompleted  contracts |187, 548. 10 

Amount  (estimated)  required  for  completion  of  existing  project 500, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
19 11,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 315, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  S  1.) 

g,  San  Pablo  Bay,  California. — Before  work  was  commenced  there 
was  a  shoal  about  27,000  feet  long,  with  a  least  depth  of  19  feet  at 
low  water,  with  a  gradual  increase  of  depth  toward  each  end  of  the 
shoal,  where  the  depth  was  30  feet.  Tnese  depths  extended  from 
1,000  to  1,500  feet  in  width,  and  outside  of  these  widths  there  is  a 

fradual  shoaling  to  each  side  of  the  bay.  Ships  going  to  and  from 
^ort  Costa  warehouses,  from  which  most  of  the  grain  raised  in  Cali- 
fornia is  shipped,  and  ships  goin^  to  and  from  Mare  Island  Navy- 
Yard,  all  passed  over  this  shoal.  In  many  cases  it  was  necessary  to 
choose  the  time  of  high  water  to  pass  over  the  shoal  with  ships  not 
fully  laden.  All  the  commerce  passing  into  and  from  the  Sacramento 
and  San  Joaquin  rivers  passes  over  this  shoal.  No  project  was 
adopted  or  improvement  made  prior  to  the  present  project. 

Report  on  examination,  with  estimate,  is  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1900,  page  4260.  The  project 
contemplates  a  channel  300  feet  bottom  width,  30  feet  depth  at  low 
water,  and  27,000  feet  long;  estimated  to  cost  S381,000,  and  about 
$16,000  per  year  thereafter  for  maintenance.  Congress  adopted  this 
project  on  June  13,  1902. 

This  work  was  completed  February  6,  1906.  A  survey  made  in 
April  and  May,  1907,  snowed  that  the  channel  had  shoaled  over  four- 
fifths  of  its  length,  this  shoaling  extending  for  one-half  mile,  so  as  to 
give  a  depth  of  only  24  feet,  and  amounting  to  1,000,000  cubic  yards. 

A  survey  made  in  November,  1908,  showed  a  fill  above  the  SO-foot 
plane  since  the  dredging  was  completed  of  about  1,292,000  cubic 
yards,  or  over  five-eignths  of  total  that  was  dredged  from  the  channel. 

The  maximum  available  depth  June  30,  1909,  at  low  tide  is  about 
23  feet.     The  ordinary  range  of  tide  is  from  3.5  feet  to  6  feet. 

The  amount  expended  on  this  projecc  to  June  30,  1909,  is 
$332,804.52. 

On  June  8, 1908,  a  joint  army  and  navy  board  appointed  to  consider 
the  approach  from  San  Francisco  Bay  to  Mare  Island  Navy- Yard 
submitted  to  the  Secretary  of  War  a  project  for  a  channel  through 
San  Pablo  Bay  30  feet  deep  and  500  feet  wide.  The  estimate  was 
made  in  connection  with  the  improvement  of  Mare  Island  Strait  and 
can  not  be  separated. 

Improvement  is  needed  to  permit  naval  vessels  to  reach  Mare 
Island  Navy-Yard  at  all  stages  of  the  tide.  It  is  not  required  by  the 
present  commerce,  and  has  had  no  effect  on  freight  rates. 

The  funds  on  hand  will  be  used  to  make  examinations  and  to  dredge 
any  small  shoal  places  that  may  develop. 

July  1,  1908,  balance  unexpended $21,079.47 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 715. 58 

July  1,  1909,  balance  unexpended 20,363.89 

(See  Appendix  S  S  2.) 
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5.  San  Joaquin  River,  California,. — Before  improvement  the  chan- 
nel below  Stockton  was  crooked  and  difficult  to  navigate,  with  a  depth 
of  6  feet  and  less  at  low  tide.  Above  Stockton  it  was  navigable  only 
at  high  water  for  a  few  months  of  the  year  and  carried  but  little 
commerce. 

The  first  examination  and  survey  was  made  in  1875.  (See  Report 
of  the  Chief  of  Engineers  for  1875,  p.  729.)  In  1877  (see  Report 
of  the  Chief  of  Engineers  for  1878,  p.  1302)  a  plan  of  improvement 
was  submitted  to  dredge  shoal  parts  to  6  feet  and  to  cut  off  sharp 
bends.  This  project  was  modified  from  time  to  time.  The  present 
project  is  generally  to  secure  and  maintain  by  dredging  and  by  cut-offs 
a  channel  9  feet  deep  and  100  feet  wide  to  Stockton,  and  one  4  feet 
deep  and  80  feet  wide  in  Mormon  Slough  up  to  Miller's  warehouse, 
as  well  as  a  temporary  improvement  of  the  upper  river  by  snagging, 
dredging  of  bars,  and  partial  closing  of  side  channels.  No  definite 
estimate  has  been  made  for  this  project.  The  work  done  has  been 
practically  the  use  of  such  funds  as  were  available  to  improve  the 
worst  stretches  in  the  river  as  they  developed  year  by  year.  Eight 
cut-offs  have  been  made  below  Stockton  by  the  United  States  and 
several  bj  the  State  of  California.  The  dredged  depths  and  cut-offs 
have  mamtained  themselves  fairly  well  in  the  main  river,  but  it  has 
been  impracticable,  on  account  of  the  large  amount  of  debris  brought 
down  by  Mormon  Slough,  to  maintain  without  continuous  dredging 
navigable  depths  in  Stockton  channel,  which  is  about  IJ  miles  in 
length  and  on  which  the  city  of  Stockton  is  situated. 

The  total  amount  expenaed  on  the  project  up  to  June  30,  1909, 
was  $553,142.34. 

Navigation  was  kept  open  to  Stockton  the  entire  year.  This 
would,  however,  not  have  been  possible  had  not  the  city  of  Stockton, 
under  permit  of  the  War  Department,  constructed  a  dam  near  the 
mouth  of  Mormon  Slough,  which  intercepts  temporarily  the  flow  of 
the  slough,  discharging  it  into  the  San  Joaquin  River  above  the 
"mouth  of  Stockton  channel,  after  passing  over  a  wide  tract  of  land  on 
which  most  of  the  material  carried  is  deposited. 

This  unfavorable  condition  at  Stockton  channel  will  be  largely 
remedied  by  an  intercepting  canal,  which  is  now  under  construction. 

The  maximum  depth  that  could  be  carried  to  Stockton  at  mean 
low  tide  on  June  30,  1909,  was  about  6  feet.  The  extreme  tidal 
range  is  about  3  feet;  the  freshet  range  about  12  feet.  The  distance 
from  Stockton  to  the  mouth  of  the  San  Joaquin  River  is  about  45 
miles.  At  high  water  boats  go  occasionally  to  Hills  Ferry,  150  river 
miles  above  Stockton. 

The  commerce  of  the  San  Joaquin  River  is  reported  by  the  two 
large  steamship  companies  and  individual  vessel  owners  as  reaching 
509,233  tons  during  the  year  1908,  valued  at  $21,716,334,  exclusive  of 
the  freight  carried  by  the  steam  and  gasoline  launches  plying  between 
Stockton  and  the  many  river  islands  which  are  uncler  cultivation, 
and  which  carr}^  large  amounts  of  supplies  and  produce,  but  of  which 
no  accurate  account  can  be  obtained.  Nearly  all  of  this  freight  is  car- 
ried on  the  lower  San  Joaquin  River  below  Stockton,  the  commerce 
of  the  upper  San  Joaquin  being  small. 

The  nature  of  the  commerce  has  not  been  changed  by  these  im- 

f)rovements.    The  improvements  have  undoubtedly  had  effect  on 
reight  rates,  though  tne  amount  can  not  be  ascertained. 
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Funds  appropriated  will  be  used  in  dredging  and  snagging  for  the 
extension  or  benefits. 

On  March  7,  1908,  in  accordance  with  act  of  Congress  of  March  2, 
1907,  a  survey  was  ordered  of  this  river  and  its  tributary,  Stockton 
channel,  from  San  Francisco  Bay  to  Stockton,  Cal.,  with  a  view  to  a 
9,  12,  and  15  foot  navigation.  The  recommendation  of  the  Board 
of  Engineers  for  Rivers  and  Harbors  as  concurred  in  by  the  Chief 
of  Engineers  is  for  a  channel  9  feet  deep  at  low  water  and  200  feet 
wide,  with  provision  for  two  cut-offs  and  the  purchase  of  certain  lands, 
so  that  if  conmierce  develops  a  channel  15  feet  deep  and  300  feet 
wide  may  be  provided.  The  estimated  cost  is  $240,000,  and  $25,000 
a  year  for  maintenance.  (See  House  Document  No.  1124,  Sixtieth 
Congress,  second  session.) 

The  amount  estimated  as  required  for  the  fiscal  year  1911  will  be 
used  for  maintenance  of  improvement,  for  dredging  any  shoal  places, 
and  removing  any  other  obstructions  to  navigation  that  may  develop. 

July  1,  1908,  balance  unexpended |1, 733. 06 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 20,000.00 


21, 733.  06 


June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement '. 205. 40 

July  1,  1909,  balance  unexpended 21, 527.  66 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 035,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  S  3.) 

4.  Stockton  and  Mormon  channels,  California. — ^The  act  of  June  13, 
1902,  provided  for  the  diversion  of  the  waters  of  Mormon  Slough 
into  tne  Calaveras  River.  The  project  is  printed  in  the  Ani.ual 
Report  of  the  Chief  of  Engineers  for  1899,  page  3189.  Its  estimated 
cost  was  $255,016.  The  mil  amount  has  been  appropriated  and  the 
work  is  under  construction.  The  act  of  1902  required  the  city  of 
Stockton  to  furnish  the  right  of  way  to  the  United  States,  which  was 
done. 

This  work  is  being  done  under  continuing  contract  appropriations 
and  the  full  balance  of  the  authorization  has  been  appropriated. 

This  canal  will,  however,  not  entirelv  prevent  d6biis  from  being 
carried  into  Stockton  channel  from  Alormon  Slouch.  The  south 
bank  of  this  slough  above  the  canal  is  low  and  at  higjh  water  over- 
flows. Until  this  south  bank  is  leveed,  part  of  the  high  water  dis- 
charge of  Mormon  Slough  will  enter  Stockton  channel. 

The  total  amount  expended  on  existing  project  up  to  June  30, 
1909,  is  $57,883.30.  Of  this  amount  nothing  has  been  spent  for 
maintenance  of  improvement  and  nothing  has  been  received  from 
any  sales,  etc. 

During  the  year  work  has  been  carried  on  under  two  contracts, 
one  on  the  Calaveras  section  of  the  diverting  canal  and  the  other 

o  This  amount  includes  an  item  of  |5,000  for  maintenance  of  Stockton  and  Mormon 
channels  after  completion  of  the  improvement  now  in  progress. 
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on  the  canal  section  of  the  diverting  canal.  The  work  on  the  first 
section  was  about  four-fifths  completed  at  the  end  of  the  fiscsil  year, 
and  the  latter  section  was  about  one-tenth  completed.  The  work 
on  both  sections  consists  of  clamshell  dredging,  dry  work  by  land 
dredges,  building  levees,  embankments,  ana  dams,  and  also  raising 
and  extending  old  highway  and  railroad  bridges,  and  building  the 
necessary  new  bridges  in  the  path  of  the  diverting  canal. 

July  1,  1908,  balance  unexpended *. |222,360.  31 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 56, 079.  00 

278,439.31 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment         55,927.61 

July  1,  1909,  balance  unexpended 222,511.  70 

July  1,  1909,  outstanding  liabilities 4,982.82 

July  1,  1909,  balance  available 217, 528.  88 


July  1,  1909,  amount  covered  by  imcompleted  contracts 152, 877.  06 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  un- 
expended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  S  4.) 

6,  MoJcelumne  River,  California. — The  navigable  portion  of  this 
river  is  a  tidal  stream  emptying  into  the  San  Joaquin  River.  It  is 
navigable  for  20  miles  above  its  mouth,  and  with  its  branches  or 
forks  about  14  miles  additional.  It  also  connects  with  other  navi- 
gable sloughs  forming  the  delta  of  the  San  Joaouin  and  Sacramento 
rivers.  Regular  lines  of  steamboats  go  to  New  Hope  Landirg,  about 
14  miles  above  the  mouth.  Motor  boats  go  above  regularly  and 
steamboats  go  occjisionally  to  the  New  Hope-Gait  Bridge  to  biing  in 
supplies  and  take  out  the  crops.  Six  feet  at  low  tide  is  found  as  far 
as  Snodgrass  Slough,  13  miles  above  the  mouth.  Above  that  are 
found  shoals  3  to  4  feet  in  depth.  The  tidal  range  is  about  3  feet. 
The  difficulties  of  navigation  have  been  mostly  due  to  snags  and  over- 
hanging trees. 

Ihe  first  project  was  made  in  1881  for  their  removal  at  an  estimated 
cost  of  $8,250.  (See  Annual  Report,  Chief  of  Engineers,  1882,  p. 
2637.)  The  project  was  enlarged  in  1891  to  include,  beyond  snagging, 
the  closino;  of  a  small  canal  and  removing,  by  dredging,  a  tongue  of  land 
opposite  New  Hope  Landing.  Ihe  estimated  cost  to  put  the  river  in 
navigable  condition  was  $7,100.  (See  Annual  Report,  Chief  of  Engi- 
neers, 1891,  p.  3135.)  Appropriations  were  made  in  1892  and  1894, 
amounting  to  $5,000,  and  the  work  of  closing  canal  and  removing 
point  was  completed.  No  appropriations  were  made  between  1894 
and  1905.  Since  then  the  amounts  appropriated  have  been  used  for 
maintenance  by  snagging,  dredging  small  oars,  and  cutting  off  sharp 
points.  The  balance  now  available  will  be  appUed,  as  above,  for 
maintenance. 

The  total  amoimt  expended  on  this  improvement  to  June  30, 1909, 
was  $20,392.24. 

a  See  money  statement  for  San  Joaquin  River,  page  827. 

Digitized  by  VjOOQ IC 


BIVEB  AND  HABBOB  IMPBOVEMENTS.  829 

The  improvement  has  resulted  in  a  reduction  of  freight  rates.  There 
have  been  no  records  kept  of  the  tonnage  on  this  river.  It  is  estimated 
by  various  parties  as  between  50,000  and  100,000  tons.  This  is  largely 
carried  by  scow  schooners  on  irregular  trips.  The  steamboat  company 
operating  on  the  river  gives  the  amount  of  tonnage  carried  by  its 
steamers  as  25,284  tons,  at  an  estimated  value  of  $1,800,000.  The 
imports  are  lumber,  coal,  live  stock,  and  meichandise;  the  exports, 
grain,  flour,  fruit,  vegetables,  and  other  produce. 

The  amount  estimated  for  the  fiscal  year  1911  will  be  used  on  dredg- 
ing bars  and  snagging,  for  maintenance  of  improvement. 

July  1,  1908,  balance  unexpended $2,625.76 

June  30,  1909,  amount  expended  during  fiscal  year  for  maintenance  of  im- 
provement   18.00 

July  1,  1909,  balance  unexpended 2,607.76 

Amount  tbat  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 2,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  S  5.) 

6.  Petaluma  Creek  and  Napa  River,  California, — (a)  Petaluma 
Creek. — Ihis  creek  has  a  length  of  16  miles  and  is  an  estuary  of  San 
Pablo  Bay.  Its  head  of  navigation  is  the  town  of  Petaluma,  a  place 
of  about  4,000  inhabitants. 

Before  improvement  it  was  very  crooked,  dry  in  many  places  at 
low  tide,  and  could  be  na\ngated  only  at  medium  or  high-tide  stages. 

Project  was  made  in  1880  for  straightening  the  creek  by  making 
cut-ofTs  and  dredging  so  as  to  obtain  a  channel  50  feet  wide  and  3 
feet  deep  at  low  water,  estimated  to  cost  $25,868.  (See  Annual  Re- 
port of  the  Chief  of  Engineers  for  1880,  p.  2243.)  In  1892  the  proj- 
ect was  extended  to  dredge  the  channel  as  deep  as  funds  would  per- 
mit. Work  has  been  done  under  the  project  as  funds  w^ere  appro- 
priated. The  project  was  enlarged  by  the  river  and  harbor  act  of 
March  2,  1907  (see  H.  Doc.  No.  387,  59th  Cong.,  1st  sess.),  to  provide 
for  dredging  a  channel  6  feet  deep  at  low  tide  and  50  feet  bottom 
width  from  the  mouth  of  the  creek  to  McNears  Canal,  and  4  feet  deep 
and  50  feet  wide  thence  to  the  head  of  navigation  at  Petaluma.  Ihe 
additional  cost  of  this  work  is  estimated  at  $15,239,  which  was  ap- 
propriated March  2,  1907. 

Under  contract  completed  October  21,  1908,  a  channel  50  feet 
wide  and  6  feet  deep,  mean  low  water,  was  dredged  up  to  McNears 
Canal,  and  50  feet  wide  and  4  feet  deep  to  head  of  navigation  at 
Petaluma. 

In  March,  1909,  it  was  found  that,  due  to  heavy  floods,  the  channel 
above  McNears  Canal  had  shoaled  its  entire  length,  and  for  IJ  miles 
below  the  canal  had  shoaled  in  several  places.  \  ith  funds  available 
an  emergency  contract  was  entered  into  April  1,  1909,  and  with 
funds  subsequently  available  a  second  emergency  contract  was  made 
May  24,  1909.  Under  these  contracts,  which  were  almost  completed 
June  30,  a  channel  3  to  4  feet  deep  was  dredged  from  the  lower  part 
of  Petaluma  City  to  within  2,000  feet  of  the  head  of  navigation.  It 
is  proposed  to  continue  dredging  so  as  to  obtain  dimensions  of  channel 
in  accordance  with  approved  project  in  the  near  future. 
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In  October,  1908,  complaint  was  made  of  shoaling  in  San  Pablo 
Bay  across  the  flats  at  the  entrance  to  Petaluma  Creek.  An  exami- 
nation was  made  and  a  sm^vey  foimd  necessary  to  determine  the 
extent  of  shoaling.  An  examination  was  accordingly  made  over 
an  area  of  2  miles  wide  and  5  miles  long,  and  the  examination 
showed  that  the  original  channel  across  trie  flats  was  practically 
obUterated,  so  that  there  was  an  available  depth  in  the  shoalest  part 
of  only  about  2^  feet  at  the  mean  of  lower  low  water.     There  is  no 

?roject  to  cover  improvement  at  this  place,  which,  being  in  San 
'ablo  Bay  and  exposed  to  the  winds  ana  waves,  will  be  very  costly. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalest  part  is  3  to  4  feet,  except  the  upper 
2,000  feet,  where  the  creek  is  about  dry  at  low  water.  Navigation  is 
carried  on  only  at  higher  stages  of  the  tide.  The  usual  tidal  range 
is  about  8  feet. 

The  amounts  available  and  estimated  for  the  fiscal  year  1911  will 
be  used  for  dredging  and  snagging,  and  are  for  maintenance. 

The  total  amount  expended  to  June  30,  1909,  is  $85,593.61. 

The  amount  spent  on  the  existing  project  up  to  June  30,  1909,  is 
$17^785.09.  Of  this  amount,  $475  nas  been  spent  for  maintenance 
of  improvement.  Nothing  has  been  derived  from  sales  or  other 
sources. 

A  new  transportation  line,  the  Petaluma  Transportation  Company, 
has  been  estabhshed  during  the  year.  This  company  operates  the 
steamer  Resolute  between  Petaluma  and  San  Francisco. 

The  commerce  on  Petaluma  Creek  is  large.  The  statistics  have 
been  carefully  collected  by  the  Chamber  of  Commerce  of  Petaluma. 
There  are  2  steamers  running  regularly  the  whole  year,  and  1  for 
about  five  months,  besides  over  60  schooners  making  trips  more  or 
less  regularly  as  they  find  freight.  The  exports  and  imports  bvthe 
river  are  given  at  155,000  tons,  valued  at  over  $8,000,000.  Com- 
merce by  raihoad  is  given  as  100,000  tons,  valued  at  $4,500,000.  It 
is  considered  that  water  transportation  has  aided  largely  in  the 
development  and  prosperity  of  the  contiguous  country  and  has  ma- 
terially affected  freight  rates. 

July  1,  1908,  balance  unexpended 113,796.34 

Withdrawn  from  Napa  River  and  allotted  for  Petaluma  Creek 2, 000.  00 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 10,000.00 


25, 796.  34 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  workp  of  improvement 1 |13, 675.  96 

For  maintenance  of  improvement 475. 00 

14,150.95 


July  1,  1909,  balance  unexpended 11, 645. 39 

July  1,  1909,  amount  covered  by  uncompleted  contracts 3, 483. 35 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending:  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 


oSee  consolidated  money  statement  on  page  832. 
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(b)  Napa  River. — Before  improvement  this  river  had  a  low-water 
depth  of  5  feet  for  about  12  nules  above  the  Mare  Island  Navy- Yard 
and  about  1  foot  depth  on  the  crest  of  the  bars  in  the  next  4  miles 
of  its  length  to  the  head  of  navigation  in  front  of  the  town  of  Napa. 
The  ordinary  range  of  tides  is  about  5  feet.  Spring  tides  reach  a 
heig:ht  of  7  feet. 

Project  for  the  improvement  was  made  in  1888,  which  contemplated 
the  dredging  of  the  bars  and  cutting  off  projecting  points  of  land  so 
as  to  obtain  a  channel  75  feet  wide  with  a  least  depth  of  4  feet  at  low 
tide  and  to  remove  logs,  snags,  and  other  obstructions.  The  esti- 
mated cost  was  $27,600.  Examinations  were  again  ordered  by  Con- 
gress and  made  in  1896,  1899,  and  1902.  Report  on  the  latter  is 
printed  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1904, 
page  3427. 

Navigation  on  the  river  is  possible  and  profitable  only  at  medium 
and  high  stages  of  the  tide.  The  existing  project  and  old  project  are 
identical. 

Work  was  begun  in  accordance  with  the  project  in  1889  and  has 
progressed  since  whenever  funds  became  available. 

The  total  amount  expended  on  this  improvement  to  June  30,  1909, 
is  $37,177.64.  Of  this  amount,  $9,577.64  has  been  spent  for  main- 
tenance of  improvement.  Nothing  has  been  derived  from  sales  or 
other  sources. 

1  he  only  work  done  during  the  fiscal  year  was  removing  a  large 
snpg  from  the  draw  of  the  bridge  at  Napa,  and  also  removmg  some 
o!d  piles  and  stumps  from  the  river.  The  tot^l  amount  spent  during 
the  fiscal  year  was  $123  55. 

The  heavy  rains  and  floods  of  the  past  winter  have  caused  con- 
siderable shoaling  in  the  channel,  so  tlat  there  is  now  not  over  1 
foot  of  water  at  low  water  over  some  of  the  bars.  The  exact  condition 
of  the  channel  is  not  known  and  a  sur^  oy  will  be  necessary  to  de- 
termine the  amount  of  shoaUng.  Dredging  will  be  necessary  in  this 
channel  within  the  next  few  months. 

The  maximum  draft  that  can  be  carried  June  30,  1909,  at  mean 
low  water  over  the  shoalcst  part  is  1  foot. 

The  amounts  available  and  estimated  for  the  fiscal  year  1911  will 
be  used  for  dredging  and  snagging,  and  are  for  maintenance. 

Freight  rates  are  reasonable,  due  to  the  maintenance  of  navigation. 

The  commerce  of  Napa  River  during  the  year  1908  amounted  to 
207,880  tons,  the  value  not  being  given.  This  commerce  was  all 
carried  by  the  steamers  and  schooners  of  one  transportation  company. 

July  1,  1908,  balance  unexpended $4, 875.  27 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 5,000.00 

9,  875.  27 
Withdrawn  and  allotted  to  Petaluma  Creek,  California 2, 000. 00 

7, 875.  27 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement ]  23.  55 

July  1, 1909,  balance  unexpended 7, 751.  72 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

CONSOUDATED. 

July  1,  1908,  balance  unexpended 118,671.61 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 15,000.00 

33,671.61 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement '. |13, 675. 95 

For  maintenance  of  improvement 598. 55 

14,274.50 


July  1, 1909,  balance  imexpended 19,397.11 

Amount  that  can  be  profitably  expended  in  fiwal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 20, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  S  S  6.) 

7.  Ilumholdi  Harbor  and  Bay,  California, — A  description  and  his- 
tory of  the  work  done  at  this  locality  is  printed  in  the  Annual  Rej.ort 
of  fhe  Chief  of  Engineers  for  1900,  page  4237. 

Before  improvement  the  entrance  to  the  harbor  was  obstructed  by 
a  bar  having  channel  depths  of  12  to  15  feet.  This  channel  was  not 
fixed  in  direction,  and  sometimes  for  weeks *at  a  time  vessels  were  bar 
bound.  Inside  the  harbor,  in  front  of  the  towns  of  Eureka,  Areata, 
and  Ilookton,  the  channels  were  very  shoal. 

In  1881  project  for  deepening  the  channels  in  front  of  these  towns 
by  dredging  was  adopted.  (See  Annual  Report  of  the  Chief  of  Engi- 
neers for  1881,  p.  2481.)  The  work  was  done  by  contract,  was  com- 
pleted in  1884  at  a  cost  of  $80,884.69,  and  resulted  in  channels  200 
feet  wide  and  12  feet  deep  in  front  of  Eureka  and  100  feet  wide  and  10 
feet  deep  in  front  of  Areata  and  Ilookton. 

In  March,  1899,  project  was  adopted  for  dredging  a  channel  15 
feet  deep,  200  feet  wide,  and  8,900  feet  long  in  front  of  Eureka, 
estimated  to  cost  $50,000.  Work  was  done  by  contract,  and  a  chan- 
nel of  the  dimensions  contemplated  was  completed  in  March,  1901. 

Bv  act  of  March  2,  1907,  Congress  appropriated  for  a  project  for 
further  improvement  in  accordance  w4th  report  printed  in  House 
Document  Xo.  228,  Fiftv-ninth  Concrress,  first  session,  which  con- 
templated enlargement  oi  the  channel  in  front  of  Eureka  to  a  depth 
of  18  feet  and  width  of  300  feet  for  a  length  of  6,200  feet,  at  an  esti- 
mated cost  of  $83,000.     This  was  completed  October  2,  1908. 

In  1882  project  for  improving  the  entrance  to  the  harbor  was 
adopted.  It  called  for  a  low  jetty,  estimated  to  cost  $600,000,  which 
was  to  be  about  6,000  feet  in  length,  to  extend  from  the  south  spit 
seaward.  Tliis  was  somewhat  modified  in  1888  and  again  in  1891,  so 
as  to  build  nearly  parallel  high  jetties,  each  about  8,000  feet  in  length, 

<»See  consolidated  money  statement  on  this  page. 
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to  extend  seaward  to  the  crest  of  the  bar.  The  estimated  cost  of  the 
work  was  $2,057,615. 

The  work  on  the  jetties  was  commenced  in  1889  and  was  com- 
pleted in  August,  1899,  at  a  cost  of  $2,040,203.35.  It  resulted  in  a 
good  channel,  having  a  least  depth  of  28  feet  at  low  water.  A  re- 
survey,  made  in  August,  1903,  showed  a  channel  through  the  entrance 
having  a  least  low-water  depth  of  31  feet.  Since  that  time  the  chan- 
nel has  deteriorated.  A  bar  bias  formed  outside  the  entrance  whose 
longer  axis  is  nearlv  at  right  angles  to  the  former  jetty  channel.  The 
result  is  that  vessels  instead  of  going  straight  to  sea,  as  formeriy,  now 
make  a  sharp  turn  to  the  right,  broadside  to  the  sea,  inmiediately  on 
passing  the  outer  end  of  the  north  jetty. 

This  bar  varies  in  location,  and  at  certain  times  of  the  year  the 
channel  goes  out  nearly  straignt  from  the  jetties,  but  with  a  decreased 
depth.  In  good  weather  the  depth  of  water  in  the  channel  is  suflBcient 
for  vessels  entering  and  leaving  the  harbor.  In  rough  weather  it  is 
dangerous  and  difficult. 

The  total  amount  expended  on  this  work  to  Jime  30,  1909,  is 
$2,261,662.99.  Of  this  amount,  $83,000  has  been  spent  for  improve- 
ment on  the  present  project  for  the  channel  in  front  of  Eureka. 
Nothing  has  yet  been  spent  for  maintenance  on  this  project.  The 
sum  of  $6  has  been  received  from  sale  of  unserviceable  articles  and 
deposited  to  credit  of  the  appropriation. 

On  June  30,  1909,  the  depth  of  water  at  the  entrance  to  the  harbor 
is  about  20  feet  at  extreme  low  water.  At  the  wharves  at  Eureka  it 
is  about  184  feet.  To  Areata  the  channel  in  shallowest  part  has 
about  9.5  feet  low  water.  There  is  no  navigation  to  Hookton  at 
present.     The  tidal  range  is  about  5.5  feet. 

Since  the  improvement  the  population  of  Eureka  and  vicinity  has 
increased  from  7,000  to  about  16,153  persons.  The  commerce  has 
increased.  Deeper-draft  vessels  and  more  of  them  now  run  regu- 
lariv  to  Humboldt  Bay. 

The  following  table  shows  the  increase  in  the  annual  commerce 
since  1885: 


Passen- 
gers. 

Freight 

Passen- 
gers. 

Freight 

1885 

4,195 
n,614 
82,748 

Tom. 
162,614 
236,378 
616,763 

1906.. 

35,423 
82,617 
81,637 

T(m». 
706,640 
834,634 
601,787 

1896 

1907 

1906 

1906 

The  commerce  for  1908  was  about  500,000  tons  exports,  valued  at 
$8,678^000,  and  104,000  tons  imports,  valued  at  $4,363,000.  There  is 
a  considerable  decrease  over  the  tonnage  of  1907,  which  was  given  as 
a  total  of  about  834,000  tons.  This  is  due  largely  to  the  dull  state  of 
the  redwood  lumber  market,  which  has  affected  all  business.  The 
principal  article  of  export  is  lumber,  and  of  import,  general  merchan- 
dise. The  number  of  passengers  was  about  30,000.  This  will,  of 
course,  decrease  when  a  railroad  is  completed  to  Eureka. 

A  feature  of  the  commerce  is  the  increasing  amount  of  lumber  sent 
to  foreign  ports  and  Hawaii.  This  amounted  to  80,000  tons^  carried 
in  43  vessels. 

9001— ENQ  1909 ^ 
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The  improyements  have  tmdoubtedly  lessened  freight  rates  in  that 
they  have  allowed  larger  vessels  to  enter  harbor  and  decreased  delays 
due  to  the  bar. 

July  1,  1908,  balance  unexpended $91, 612. 80 

Received  from  sale  of  augers,  etc 6. 00 

91,618.80 
June  30, 1909,  amount  expended  diiring  fiscal  year,  for  works  of  improve- 
ment     82, 666.  79 

July  1,  1909,  balance  imexpended 8, 952. 01 

(See  Appendix  S  S  7.) 

8,  Removirig  sunken  vessels  or  craft  ohstructing  or  endangering  navi- 
gation.— During  the  month  of  August,  1908,  the  wreck  of  a  clam-shell 
dredge  (no  name)  was  removed  from  Sycamore  Slough,  a  tributary  of 
the  south  fork  of  Mokelumne  River,  California,  at  a  cost  of  $150. 

(See  Appendix  S  S  8.) 

EXAMINATIONS  AND  SUKVEYS  MADE  IN  COMPLIANCE  WTTH  RIVER  AND 
HARBOR  ACT  APPROVED   MARCH   2,  1907. 

Reports  on  preliminary  examinations  and  surveys  required  by  the 
river  and  harbor  act  of  Mirch  2, 1907,  of  the  following  locaUties  within 
this  district  were  duly  submitted  by  the  district  oflScer.  They  were 
reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  were  transmitted  to  Congress  and  printed  in  docimients  as 
indicated: 

1.  Preliminary  examination  and  survey  ofSuisun  Cfhannel,  or  Creek, 
California. — Reports  dated  March  18,  1908,  and  August  24,  1908,  re- 
spectively, are  printed  in  House  Document  No.  1110,  Sixtieth  tJon- 
gress,  second  session.  A  plan  for  improvement  at  an  estimated  cost 
of  $26,000  is  presented. 

2.  Preliminary  examination  and  survey  of  San  Francisco  Harbor, 
California,  with  a  view  to  reTnoval  of  certain  rocks, — Reports  dated  Jime 
18,  1907,  and  September  22,  1908,  respectively,  are  printed  in  House 
Docimient  No.  1119,  Sixtieth  Congress,  second  session.  A  plan  for 
improvement  at  an  estimated  cost  of  $170,000  is  presented. 

S.  Preliminary  examin^ition  and  survey  of  San  Joamiin  River,  Calir 
fomia,  and  its  tributary,  Stockton  Channel,  from  San  Francisco  Bay  to 
Stodcton. — Reports  dated  July  26,  1907,  and  October  6,  1908,  respec- 
tively, are  prmted  in  House  Document  No.  1124,  Sixtieth  Congress, 
second  session.  A  plan  for  improvement  at  an  estimated  cost  of 
$240,000  is  presented. 

EXAMINATION   AND   SURVEY  MADE   IN   COMPLIANCE   WITH   RIVER   AND 
HARBOR  ACT  APPROVED  BfARCH   3,  1909. 

Report  dated  March  31,  1909,  on  preliminary  examination  of 
Feather  River,  California,  from  the  mouth  to  MarysviUe,  required  by 
the  river  and  harbor  act  of  March  3,  1909,  was  duly  submitted  by  a 
Board  of  Engbaeers.  It  was  reviewed  by  the  Board  of  Engineers  for 
Rivers  and  Harbors,  pursuant  to  law,  and  was  transmitted  to  Con- 
gress and  printed  in  House  Document  No.  76,  Sixty-first  Congress, 
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first  session.    The  locality  is  not  considered  worthy  of  improvement 
by  the  General  Government  in  the  interests  of  navigation 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  SECOND  SAN  FRAN- 
CISCO, CALIFORNIA,  DISTRICT. 

This  district  was  in  the  immediate  charge  of  Capt.Thos.  H.  Jackson, 
Corps  of  Engineers,  under  a  Board  of  Engineers  appointed  pursuant 
to  the  provisions  of  act  of  Congress  approved  June  3,  1896.  Divi- 
sion engineer,  lieut.  Col.  John  fiiddle,  Corps  of  Engineers. 

Sacramento  and  Feather  rivers,  Ccdifomia. — The  first  appropria- 
tion by  Congress  was  "for  the  improvement  of  the  Sacramento  and 
Feather  rivers,  CaUfomia."  This  appropriation-  was  made  March 
3,  1875.  At  that  time,  due  largely  to  the  consequence  of  hydrauUc 
mining,  the  depth  on  some  of  tne  bars  in  the  Sacramento  Kiver  in 
the  61  miles  between  its  mouth,  at  Collinsville,  and  the  city  of  Sacra- 
mento was  but  4  feet,  as  compared  with  the  depth  of  7  feet  which 
had  previously  existed.  From  Sacramento  to  Colusa,  91  miles,  the 
stream  was  in  favorable  condition  for  navigation  by  boats  drawing 
about  3  feet  of  water,  but  in  the  110  miles  from  Colusa  up  to  Red 
Bluff  navigation  was,  as  it  is  yet,  difficult  at  numerous  places  on 
account  of  its  changing  and  crooked  channels,  easily  eroded  banks, 
bars,  and  rapids.  Many  snags  are  also  brought  into  this  portion  of 
the  stream  annually  by  high  water.  The  bed  of  the  Featner  River 
had  fdso  been  so  filled  up  with  debris  from  the  hydraulic  mines  drain- 
ing into  it  and  its  tributaries  that  navigation  in  the  30  miles  between 
its  mouth  in  the  Sacramento  and  the  head  of  navigation,  at  Marys- 
ville,  was  practicable  during  the  higher  stages  only,  usually  extend- 
ingfrom  December  to  June.    The  same  is  true  at  the  present  time. 

The  present  project  for  improvement  (Reports  of  Board  of  Engi- 
neers printed  in  the  Annual  Reports  of  the  Chief  of  Engineers  for 
1898,  pp.  2944-2945,  and  for  1899,  pp.  3171-3181)  as  adopted  by  the 
act  of  Congress  approved  March  3,  1899,  and  by  subsequent  acts, 
provides  for  obtaimng  and  maintaining  the  following-named  channel 
depths  in  the  Sacramento  River,  by  continuing  the  work  of  remov- 
ing snags  and  other  obstructions,  and  by  the  construction  of  wing 
dams  to  concentrate  the  flow  at  shoal  places,  at  an  estimated  first 
cost  of  $280,000  and  an  annual  expense  of  $25,000 : 


Prom— 

To- 

Milea. 

Least  chan- 
nel depth 
to  be  ob- 
tained and 
main- 
tained. 

If  oath  of  river  ftt  Collinflvi  Ue 

Sacramento 

61 
01 
110 

Fed. 

7 

Colusa 

4 
8 

Colusa 

Red  Blufl 

Total 

Tea 

At  the  time  the  reports  of  the  Board  of  Engineers  above  referred 
to  were  submitted  the  permanent  improvement  of  the  Feather  River 
was  not  contemplated  until  the  flow  of  sand  and  other  mining  detritus 
from  the  Yuba,  Bear,  and  other  tributaries  should  be  stopped  or  the 
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commercial  interests  involved  became  greater.  Several  appropria- 
tions have  since  been  made,  however,  for  the  improvement  of  Doth 
the  Sacramento  and  Feather  rivers. 

The  sum  of  $943,286.62  was  expended  up  to  June  30, 1909,  on  both 
streams  in  the  construction  of  wing  dams,  construction  and  operation 
of  a  snag  boat  and  a  snag  scow,  and  the  closing  of  several  extensive 
breaks  in  the  levees. 

The  expenditures  have  resulted  in  obtaining  and  maintaining  the 
projected  channel  depths  in  the  Sacramento  irom  its  mouth  up  to 
Colusa,  and  channel  depths  of  2  to  2  J  feet  from  Colusa  up  to  Red  Bluff, 

The  expenditiu^s  during  the  fiscal  year  ending  June  30,  1909, 
were  for  removing  snags,  cutting  overhanging  trees,  dredging  a 
channel  through  a  bar  about  3  nmes  below  tne  city  of  Sacramento, 
and  repairs  to  a  snag  boat. 

The  following  statement  shows  the  present  conditions  for  purposes 
of  navigation  c3  the  Sacramento  and  Feather  rivers: 


If  axlmum  draft  that  can  be 
carried  at  low  water. 


Head  of  naTigatlon 

Length,  in  nules,  of  naviga- 
ble portions. 


Sacramento  Riyer. 


Feather  River. 


San  Francisco  to  Sacramento,  7  feet;  Sac- 
ramento to  Colusa.  4  to  5  feet;  Colosa  to 
Red  Bluff,  2  to  2i  ioet. 

Red  Bluff 

Mouth  to  Sacramento,  61  miles:  month  to 
Colusa,  lfi2  miles;  mouth  to  Red  Blufl, 
262  miles. 


Mouth  of  river  to  Marysville, 
lto2feet 

Marysville. 

Mouth    to    BCarysville,    30 


.  The  extreme  variation  of  level  of  water  surface  at  Red  Bluff  is 
about  22  feet,  at  CoUinsville  about  8  feet.  Tidal  influence  extends 
up  the  Sacramento  River  to  about  the  city  of  Sacramento. 

Tlie  Sacramento  River  is  important  as  the  means  for  transporting 
both  freight  and  passengers^  steamboats  plying  regularly  aU  the  year 
round  between  San  Francisco  and  Colusa,  202  miles,  and  during 
about  seven  months  of  each  year  (December  to  Jime)  between  San 
Francisco  and  Red  Bluff,  310  miles.  The  Feather  River  is  navigated 
at  irreg^ilar  times  by  light-draft  steamboats  from  its  mouth  up  to 
Marvsville. 

The  freight  carried  on  the  Sacramento  River  during  the  year  end- 
ing DeceniDer  31,  1908,  was  approximately  425,000  tons,  consisting 
pnncipally  of  general  merchandise  and  fruit  upstream,  and  grain, 
rruit,  vegetables,  cord  wood,  and  brick  downstream.  Approximately 
160,000  passengers  were  carried  during  the  past  vear.  The  average 
tonnage  for  the  past  thirteen  years  has  been  about  425,000.  The 
maximum  tonnage  carried  was  m  1892,  when  it  amounted  to  579,574 
tons. 

Extensive  areas  of  the  land  alonjg  the  Sacramento  River  are  imder 
a  high  state  of  cultivation.  Practically  all  of  the  territory  along  the 
river  is  dependent  entirely  upon  the  stream  as  a  means  of  transpor- 
tation for  passengers  and  freight.  In  some  instances  the  lower  rates 
of  the  steamboat  Unes  are  met  by  railroads  between  the  few  points 
where  the  two  meet  in  competition.  Several  new  steamboat  lines, 
both  fre^ht  and  passenger,  were  established  during  the  past  year. 
The  traflfc  on  the  Sacramento  is  now  handled  by  41  steamboats,  50 
gasoline  boats  and  laimches,  and  36  barges,  and,  m  the  lower  portions 
of  the  stream,  by  a  number  of  gasoline  ana  sail  schooners. 
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The  ftxiflting  project  as  adopted  by  Congress  contemplates  that 
the  sum  of  $26,000  will  be  provided  annually  for  the  improvement  of 
the  Sacramento  and  Feather  rivers.  The  $30,000  mentioned  in  the 
appended  money  statement  as  a  profitable  expenditure  in  fiscal  year 
ending  June  30,  1911,  is  necessaiy,  in  addition  to  the  balance  imex- 
{>ended  on  June  30,  1909,  to  remove  snags,  bars,  and  other  obstruc- 
tions to  navigation. 

More  extended  information  concerning  the  Sacramento  and 
Feather  rivers  and  their  tributaries  may  be  found  in  the  document 
and  reports  referred  to  in  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1908  (pt.  1,  p.  861)  and  in  House  Document  No.  1123, 
Sixtieth  Congress,  second  session. 

Much  of  tne  country  along  a  considerable  portion  of  the  Sacra- 
mento, Feather,  and  San  Joaquin  rivers  and  their  tributaries  is  sub- 
ject to  widespread  overflow  during  the  winter  and  spring  months  of 
each  year,  the  streams  being  unable  to  carry  off  the  ramfall  in  the 
vaDeys  and  foothills  and  the  melting  snow  in  the  mountains.  Unre- 
stricted hydrauUc  mining  in  earlier  years  has  contributed  largely  to 
the  difllculty  by  filling  up  the  beds  of  the  streams. 

The  interests  of  navigation,  the  problem  of  flood  control,  and  the 
control  and  disposition  of  mine  debris  are  aU  inseparably  connected. 
These  matters  are  in  charge  of  the  California  D6bns  Commission,  and 
that  commission,  in  a  report  dated  Jime  30,  1907  (printed  in  the 
Annual  Report  of  the  Chief  of  Engineers  for  1907,  pp.  2262-2269), 
in  which  the  various  Questions  are  considered,  states  that  dredging 
is  considered  the  only  feasible  method  of  treatment. 

a^GRAMBNTO  AND  FBATHBR  RIVBR8. 

July  1, 1908,  balance  unexpended $19, 693. 69 

Amount  received  from  sales 30. 50 

Amount  aUotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 26,000.00 

44, 724. 19 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     19,724.19 

July  1, 1909,  balance  unexpended 25,000.00 

Amount  (estimated)  required  for  completion  of  existing  project Indeterminate. 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1.  1909 80,000.00 

Submitted  in  compliance  witn  re<}uirement8  of  sundry  dvil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

aACRAMBNTO  RIVBB. 

July  1,  1908,  balance  unexpended $18,658.24 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      13,123.77 

July  1, 1909,  balance  unexpended 5,534.47 

July  1, 1909,  outstanding  liabilities 2, 673. 37 

July  1, 1909,  balance  available 2, 861. 10 

July  1,  1909,  amount  covered  by  uncompleted  contracts 2, 86L  10 

(See  Appendix  T  T.) 
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EXAMINATION   AND   SURVEY   MADE   IN   COMPLIANCE   WITH   RIVER  AND 
HARBOR  ACT   APPROVED   MARCH   2,    1907. 

Reports  dated  August  6,  1907,  and  October  10,  1908,  on  exam- 
ination and  survey,  respectively,  of  Sacramento  River,  (Miforniayfrom 
its  nuyuih  to  Feaifier  Rwer,  required  by  the  river  and  harbor  act  of 
March  2,  1907,  were  duly  submitted  by  the  district  officer.  They 
were  reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors, 
pursuant  to  law,  and  were  transmitted  to  Congress  and  printed  in 
House  Document  No.  1123,  Sixtieth  Congress,  second  session.  A 
plan  for  improvement  at  an  estimated  cost  of  $67,000  is  presented. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS    IN    THE  FIRST   PORT- 
LAND, OREGON,  DISTRICT. 

This  district  was  in  the  charge  of  lieut.  Col.  S.  W.  Roessler,  Corps 
of  Engineers,  division  engineer,  northern  Pacific  division,  to  July  11, 
1908,  and  of  Maj.  J.  F.  Mclndoe.  Corps  of  Engineers,  since  that  (late, 
having  imder  his  immediate  oraers  Capt.  Arthur  WiUiams,  Corps  of 
Engineers,  since  January  11,  1909.  Division  engineer,  Lieut.  Col. 
John  Biddle,  Corps  of  Engineers,  temporarily. 

1.  CoguiUe  River,  Oregon, — The  Coquille  Kiver  rises  in  the  Coast 
Range  and  empties  into  the  Pacific  Ocean  at  Bandon,  Oreg.,  about 
375  miles  north  of  San  Francisco.  Before  improvement  the  channel 
at  the  mouth  skirted  the  south  headland  for  some  distance,  as  shown 
on  map  opposite  page  2682  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1882,  and  was  shoal,  shifting,  and  studded  with  dan- 

Sjerous  rocks.     The  depth  over  the  bar  was  usually  about  3  feet  at 
ow  tide  and  was  available  only  for  small  coastii^  vessels. 
The  original  project  for  improvement  was  adopted  in  1878,  and 

Erovided  for  the  construction  of  two  converging,  high- tide  jetties, 
uilt  of  rubblestone,  800  feet  apart,  so  located  as  to  cause  the  river  to 
empty  into  the  sea  about  one-half  mile  north  of  the  original  mouth 
of  the  river,  these  jetties  to  run  out  to  sea  a  sufficient  distance  to 
create  and  maintain  a  channel  12  feet  deep  at  low  tide.  In  1880  the 
proposed  depth  of  12  feet  at  low  tide  was  reduced  to  10  feet;  in  1888  it 
was  reduced  to  8  feet,  and  under  date  of  May  8,  1891,  the  plan  was 
changed  to  provide  that  the  jetties  should  be  600  feet  apart  at  their 
outer  ends  instead  of  800  feet. 

Ilie  amount  expended  on  original  and  modified  projects,  prior  to 
operations  under  existing  modified  project,  was  $144,323.42,  including 
$6,883.90  for  snagging  and  $16,000  for  repairs  and  maintenance. 
The  above  changes,  and  the  limitation  of  the  length  of  the  south 

Jetty  to  2,700  feet  and  of  the  north  jetty  to  1,575  feet,  by  the  act  of 
Tuly  13,  1892.  constitutes  the  latest  approved  project.  The  esti- 
mated cost  of  the  whole  project,  when  completed,  not  including 
expenditures  for  maintenance,  was  $306,200. 

The  amount  expended  on  the  revised  project  to  the  close  of  the 
fiscal  year  ending  Jime  30,  1909,  was  $206,063.22,  of  which  amount 
apOTOximately  $40,661.06  was  applied  to  maintenance. 

The  work  accomplished  during  the  year  was  the  extension  of  the 
north  jetty  to  its  projected  length  of  1,575  feet.  The  tramway  was 
extended  seaward  for  a  farther  distance  of  135  feet^  and  8^587  tons  of 
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stone  were  dumped  into  the  jetty.  Since  the  completion  of  the  work 
expenditures  were  applied  to  maintenance. 

The  approved  project  is  completed.  There  is  now  a  channel  of  10 
feet  at  low  water  and  of  sufficient  width  to  accommodate  the  small 
coasting  vessels  which  use  it.  The  tide  rises  about  4.2  feet  at  Bandon, 
near  the  mouth,  and  coasting  vessels  can  ascend  the  stream  to  Coquille 
City,  about  25  miles  above  Bandon.  Above  Coquille  City  the  cnan- 
nel  is  available  for  smaller  craft  for  a  farther  distance  of  12  miles,  or 
to  Myrtle  Point.  Logging  is  carried  on  extensively  on  the  head- 
waters for  distances  of  30,  26,  and  18  miles  above  Myrtle  Point  on  the 
north,  south,  and  middle  forks,  respectively. 

The  fre^ht  is  loaded  on  small  coasting  vessels  along  the  25  miles 
between  Bandon  and  Coquille  City,  and  is  usually  taken  to  San 
Francisco.  The  total  imports  and  exports  during  the  calendar  year 
amounted  to  68,426  tons,  valued  at  $1,376,938.  The  exports  consist 
principaDv  of  lumber,  live  stock,  and  farm  products,  and  the  imports 
of  general  merchandise,  machinery,  etc. 

The  improvement  accomplished  increases  the  carrying  capacity  of 
vessels  and  has  the  eflFect  or  reducing  freight  rates  on  afl  shipments, 
as  the  ocean  is  the  only  available  means  of  transporting  the  products 
to  market. 

No  additional  work  is  necessary  to  make  the  improyement  avail- 
able, and  as  the  above  project  is  completed  no  fimds  are  required 
therefor.  The  available  oalance  will  be  applied  to  care  of  plant  and 
maintenance.  A  new  project  is  printed  as  House  Document  No.  399, 
Sixtieth  Congress,  first  session,  and  if  adopted  the  whole  amoimt  of 
$27,840  should  be  appropriated. 

For  further  information  as  to  the  original  and  modified  project, 
reference  is  invited  to  the  Annual  Report  of  the  Chief  of  Engineers 
for  1879,  page  1806;  1892,  page  2664;  and  1897,  page  3380.  A  report 
of  survey  of  1907  is  printed  as  House  Document  No.  399,  Sixtieth 
Congress,  first  session. 

Comparative  statement  of  traffic. 


Calendar  year. 

Tods. 

Estimated 
value. 

Calendar  year. 

Tons. 

Estimated 
value. 

1899 

26,654 
30,727 
32,975 
37,468 
48,249 

1904 

60.944 
45,455 
67,288 
60.504 
68,426 

11,322.058 
1,106,750 
1,119,716 

1900 

1905 

1901 

1906 

1903 

1907 

1,367,634 

1903 

1906 

1,375,938 

July  1,  1908,  balance  unexpended |31, 013. 68 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement 125, 700. 00 

For  maintenance  of  improvement 700. 32 

26,400.32 

July  1,  1909,  balance  unexpended 4, 613. 36 

July  1,  1909,  outstanding  liabilities 66. 00 

July  1,  1909,  balance  available 4, 568. 36 

(See  Appendix  U  U  1.) 
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j8.  Entrance  to  Coos  Bay  and  Harbor,  Oregon. — Coos  Bay  is  a  tidal 
estuary  on  the  Pacific  coast,  in  Oregon,  about  180  miles  south  of  the 
Columbia  River.  Next  to  Humboldt  Harbor,  in  California,  it  is  the 
principal  harbor  between  the  mouth  of  the  Columbia  River  and  San 
Francisco.  Before  improvement  there  was  a  channel  across  the  bar 
often  of  no  greater  depth  than  10  feet  at  low  water,  and  imder  the  influ- 
ence of  the  northwesterly  winds  and  shifting  sands  the  channel  was 
unstable  and  followed  the  west  side  of  the  north  spit  in  a  tortuous 
course.    At  that  time  it  was  used  by  small  coasting  vessels. 

The  original  project  was  approved  by  the  Secretary  of  War  Novem- 
ber 24, 1879,  and  provided  for  the  construction  of  a  jettv  from  a  point 
about  250  yards  below  Fossil  Point  on  a  Une  toward  the  east  end  of 
Coos  Head,  the  structure  to  be  of  wood  and  stone,  or  stone,  as  should 
be  found  best.  A  total  of  $213,750  was  expended  on  this  project,  and 
1,760  feet  of  jetty  were  constructed. 

The  project  now  in  force  for  increasing  the  bar  depth  to  20  feet  was 
adopted  by  act  of  Congress  approved  September  19,  1890.  The  esti- 
mated cost  was  $2,466,412,  and  provided  for  the  construction  of  a 
north  jetty  9,600  feet  long,  and  a  slightly  converging  south  jetty  4,200 
feet  long. 

The  expenditures  on  the  present  project  to  the  end  of  the  fiscal 
year  ending  June  30,  1909,  amoimted  to  $702,547.56,  of  which 
$177,548.12  was  for  maintenance.  In  addition  to  this  upward  of 
$50,000  has  been  expended  on  the  inner  harbor  for  a  low-water  depth 
of  12  feet  to  the  town  of  Marshfield.  The  amoimt  derived  from  sales, 
etc.,  is  $264.04. 

No  active  operations  were  in  progress  under  the  project  for  jetty 
construction  during  the  year.  The  plant  used  durmg  construction 
was  cared  for,  and  during  March  and  April  the  worik  of  planting 
Holland  grass  roots  on  the  North  spit  for  its  reclamation  was  carried 
on,  a  totd  of  about  53  acres  being  planted. 

The  commercial  interests  of  Coos  Bay  raised  a  fund  of  $21,270.41, 
with  which  the  U.  S.  dredge  Oregon  was  towed  from  Portland  to  Coos 
Bay  and  operated  from  October  13, 1908,  to  April  30, 1909.  Approx- 
imately 320,000  cubic  yards  of  material  were  dredged  during  that 
time. 

Dredging  with  available  balance  of  former  appropriation,  which 
work  was  authorized  bv  the  act  of  March  3, 1909,  was  carried  on  from 
May  1  to  the  end  of  the  fiscal  year,  a  total  of  approximately  90,000 
cubic  yards  being  removed  from  the  shoals  in  the  vicinity  of  Marsh- 
field. 

This  dredging  has  increased  the  depth  over  a  part  of  the  shoals,  and 
has  been  a  great  benefit  to  the  boats  using  the  channel  from  the  bar 
entrance  to  Marshfield. 

The  project  depth  of  20  feet  was  obtained  in  1894,  when  the  north 

I'etty  had  been  extended  to  a  length  of  9,520  feet.  The  south  jetty 
Las  therefore  not  been  built,  and  the  improvement  has  been  made  at 
a  fraction  of  the  estimatea  cost.  It  has  resulted  in  a  permanent 
channel  of  from  17  to  22  feet  depth  at  mean  low  tide,  close  to  and 
parallel  with  the  north  jetty.  Tne  variation  of  the  water  levels  on 
account  of  the  tide  is  about  4.8  feet.  Ocean-going  vessels  ascend  the 
bay  to  the  town  of  Bay  City,  immediately  above  Marshfield,  and 
about  14  miles  from  the  mouth,  above  whicn  point  there  is  about  60 
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miles  of  available  navigation  for  boats  of  light  draft.  The  logging 
industry  is  very  extensive,  and  is  carried  on  throughout  the  whole 
year,  large  quantities  of  logs  being  floated  from  the  headwaters  to  the 
mills  along  the  bay. 

The  principal  products  are  coal,  lumber,  farm  and  dairy  products, 
live  stock,  woolen  goods,  and  salmon.  During  the  calendar  year  1908 
this  amounted  to  176,239  tons,  valued  at  $3,161,015.  The  imports, 
consisting  of  farm  and  mill  machinery  and  miscellaneous  merchandise, 
amounted  to  40,392  tons,  valued  at  $3,916,125. 

The  bay  and  ocean  form  the  only  means  of  transporting  products 
to  outside  markets,  and  the  improvement  has  the  effect  of  mcreasing 
the  carrying  capacity  of  vessels  using  the  channel,  with  a  consequent 
decrease  in  rreight  rates. 

No  additional  work  is  proposed  or  necessary  under  the  above 
project. 

Further  work  at  this  locality  will  depend  upon  the  action  by  Con- 
cress  on  the  new  plan  of  improvement  pubUshed  in  House  Document 
No.  958,  Sixtieth  Congress,  first  session,  which  provides  for  securing 
such  additional  depth  at  the  bar  entrance  as  can  oe  secured  and  main- 
tained by  dredging  and  without  further  jetty  construction  and  for 
the  excavation  of  a  channel  within  the  bay  18  feet  deep  at  mean  lower 
low  water  up  to  the  town  of  Marshfield  by  means  of  the  dredge  Oregon. 
Of  this  new  work  the  further  dredging  of  the  inner  channel  is  con- 
sidered of  primary  importance.  It  is  recommended  that  any  pro- 
vision made  for  the  adoption  of  this  new  project  carry  with  it  a  total 
appropriation  and  authorization  of  not  less  than  $400,000,  $50,000  of 
this  to  be  applied  to  the  operation  within  the  bay  of  the  dredge 
Oregon  and  contingencies,  and  $350,000  to  the  purchase  or  construc- 
tion of  a  new  hydraulic  seagoing  dredge  for  work  at  the  entrance  and 
the  necessary  operating  and  contingent  expenses.  Of  the  total 
amount,  $150,000  may  he  provided  in  the  form  of  a  contract  authori- 
zation to  be  carried  in  the  sundry  civil  act  which  will  be  approved  not 
later  than  March  4,  1911. 

'  For  reports  on  examinations  and  surveys  reference  is  invited  to 
the  Ajmual  Reports  of  the  Chief  of  Engineers  for  1879,  page  1791,  and 
1890,  page  2936. 

Comparative  statement  of  traffic. 


Calendar  year. 

Tons. 

EsUmated 
value. 

Calendar  year. 

Toot. 

Estimated 

1889 

116,667 
104,284 
97,500 
122,232 
136,178 

1904 

136,968 
178,946 
184,466 
167,662 
216,631 

13,667,984 

1900        

1906 

3,901,906 
6,900,017 

1901 

1906 

1902 

1907 

6,400,000 
7,077,140 

1908 

1906 

July  1,  1908,  balance  unexpended $23,831.05 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 

improvement 4, 116. 13 

July  1, 1909,  balance  unexpended 19, 716. 92 

July  1, 1909,  outrtanding  liabilitiee 3,900.00 

July  1, 1909,  balance  available 15, 815. 92 

(See  Appendix  U  U  2.) 
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S.  Coos  River,  Oregon. — Coos  River  is  the  principal  tributary  of 
Coos  Bay  and  empties  into  the  bay  at  its  head,  opposite  the  town  of 
Marshfield.  At  a  point  b\  miles  from  its  moutn  the  river  divides 
into  two  branches,  known  as  the  ''North"  and  "South''  forks,  up 
each  of  which  tidal  influence  extends  for  about  8i  miles.  Before 
improvement  was  commenced  the  small  Ught  draft-steamboats  and 
launches  plying  between  Marshfield  and  the  head  of  tide  on  each  fork 
experienced,  considerable  diflBculty  in  navigating  on  account  of  the 
many  snags,  bowlders,  etc.,  in  the  stream. 

The  original  and  existing  plan  of  improvement,  based  on  the  sur- 
vey made  m  1894  (Annual  Keport  of  the  Chief  of  Engineers  for  1895, 
pp.  3502-3505)  proposed  the  removal  of  all  snags  and  bowlders  from 
a  selected  channel,  50  feet  in  width,  in  the  main  river  and  on  both  the 
North  and  South  forks  to  the  head  of  navigation.  The  estimated 
cost  was  $5,000,  but  in  1898  it  was  stated  in  the  annual  report  that 
$3,000  additional  would  be  required  to  complete  the  project,  and  in 
1900  it  was  estimated  that  an  appropriation  of  $1,500  every  two 
years  would  be  required  for  maintenance. 

The  amount  expended  on  the  project  to  Jime  30,  1909,  was 
$14,336.30,  of  whicn  $6,336.30  has  been  appUed  to  maintenance. 

No  work  was  done  auring  the  fiscal  year,  as  the  channel  was  in 
fairly  good  condition  and  sumcient  funds  were  not  available  to  war- 
rant repairing' and  putting  the  plant  into  commission. 

The  project  may  be  considered  as  completed,  and  the  work  done 
has  resulted  in  a  safer  and  better  channel  for  the  small  craft  plying 
the  stream.  The  maximum  draft  that  can  be  carried  at  low  tide 
over  the  upper  reaches  is  about  \\  feet.  The  range  of  tide  is  about 
2^  feet,  so  that  boats  drawing  4  feet  navigate  to  the  head  of  tide  water 
on  both  the  North  and  South  forks,  a  distance  of  about  14  miles  above 
the  mouth.  Logging  from  the  extensive  forests  along  the  upper 
reaches  of  this  stream  is  one  of  the  main  industries,  and  the  logs  are 
floated  down  to  the  booms  in  the  lower  reaches  of  the  river  and  towed 
to  the  mills  along  the  bay. 

The  valley  is  very  fertile,  and  the  commerce  is  mostly  farm  and 
dairy  products,  logs,  and  luniber.  The  produce  is  carried  in  small 
steamers  to  Marshfield,  where  it  is  loaded  m  ocean  steamers  and  taken 
to  the  San  Francisco  and  Portland  markets.  This  traffic  amounted 
during  the  calendar  year  1908,  including  supplies,  machinery,  etc., 
received,  to  36,697  tons,  valued  at  $1,679,161. 

The  maintenance  of  the  improvement  is  a  benefit  to  navigation, 
and  is  essential  to  the  economical  and  safe  operation  of  steamboats. 

The  amount  estimated  as  a  profitable  expenditure  is  for  the  pur- 
pose of  snagging  and  dredging  for  maintenance  of  the  improvement, 
and  will  be  so  applied. 

For  reports  on  examinations  and  surveys  reference  is  invited  to 
the  Annual  Reports  of  the  Chief  of  Engineers  for  1893,  page  3437, 
and  1895,  page  3502. 
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Calendar  year. 

Tons. 

Estimated 
value. 

Calendar  year. 

Tons. 

Estimated 
yalna. 

1899                 

a  70,007 
6229,225 

62,402 
£46,000 

28,109 

1904 

49,907 
44,386 
86,637 
42,073 
86,607 

$1,033,758 
1,179,974 
1,246,684 
1,613,948 
1,679,161 

1900 

1905 

1901...            

1906 

1902 

1907 

1908 

1908 

a  Includes  2I2852  tons  of  stone  for  the  government  Jetty  at  the  entrance  to  Cooe  Bay,  Oregon. 
5  Includes  170,400  tons  of  stone  for  the  government  Jetty  at  the  entrance  to  Coos  Bay,  Oregon, 
e  Approximate.       * 

July  1,  1908,  balance  unexpended $1,663.70 

July  1, 1909,  balance  unexpended 1,663.70 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1 ,  1909 3, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  Jime  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  U  U  3.) 

4-  Tillamook  Bay  and  har,  Oregon, — Tillamook  Bay  is  an  inden- 
tation of  the  Oregon  coast,  about  6  miles  long  and  about  3  miles 
wide,  and  lies  about  50  miles  south  of  the  entrance  to  the  Columbia 
River.  At  low  tide  the  bay  inside  the  bar  is  a  succession  of  sand  and 
mud  flats,  separated  by  several  channels,  which  shoal  to  a  low-tide 
depth  of  about  1  or  2  feet.  The  bar  at  the  entrance  to  the  bay  has 
a  controlling  channel  depth,  generally,  of  about  14  feet  at  mean  low 
tide.  Vessels  drawing  from  14  to  16  feet  can  reach  Hobsonville,  on 
the  north  channel,  a  short  distance  inside  the  entrance.  Originally 
the  controlling  high-water  depth  between  the  ocean  and  the  town 
of  Tillamook,  on  Hoquarten  Slough,  12  miles  from  the  entrance,  did 
not  exceed  7  or  8  feet. 

The  original  project  for  the  improvement  was  adopted  by  the  river 
and  harbor  act  of  August  11,  1888,  and  provided  for  a  survey  of 
the  entrance,  and  for  the  improvement  of  Dry  Stocking  bar  and 
Hoquarten  Slough,  4>y  the  building  of  pile  dikes,  at  an  estimated 
cost  of  $5,200.  The  total  amount  expended  on  this  project  was 
$6,700. 

The  existing  project  adopted  hj  the  act  of  July  13.  1892,  provided 
for  connecting  the  north  and  middle  channels  nearly  opposite  Bay 
Qty,  putting  in  dikes  at  Junction  and  Drjr  Stocking  bare,  and  con- 
templated a  least  depth  of  9  feet  at  mean  high  tide  from  Hobsonville 
to  Tillamook  City.    The  estimated  cost  was  $100,000. 

The  amount  expended  on  the  existing  project  at  the  close  of  the 
fiscal  year  ending  Jime  30,  1909,  was  $120,110.34,  of  which  amoimt 
$47,636.97  was  apphed  to  maintenance.  There  was  received  from 
sales  the  sum  of  $20. 

Snagging  and  dredging  operations  were  in  progress  during  the  siun- 
mer  and  fall  of  1908,  were  commenced  agam  in  June,  and  are  still 
in  progress,  with  a  view  to  maintaining  the  projected  depth  of  9  feet 
to  Tillamook  City. 

All  of  the  worK  contemplated  by  the  project  has  been  completed, 
and,  except  as  shoals  are  formed  by  each  freshet,  boats  have  experi- 
enced httie  difficulty  in  reaching  Tillamook  City  at  high  tide  on  a 
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draft  of  9  feet.  The  average  range  of  tide  is  6.2  feet.  The  head  of 
navigation  for  ocean-going  vessefa  is  at  Tillamook  City,  about  12 
miles  from  the  entrance. 

Lumbering  is  one  of  the  chief  industries,  and  lo^ng  is  extensively 
carried  on,  most  of  the  tributaries  of  Tillamook  Bay  being  utilized 
as  a  means  of  floating  the  logs  down  to  tide  water. 

The  commerce  on  Tillamook  Bay  consists  of  Itimber  and  dairy 
products  shipped  to  Portland  and  San  Francisco,  and  general  mer- 
chandise brought  in  by  coasting  vessels.  During  the  calendar  year 
this  traflSc  amounted  tb  19,400  tons,  valued  at  $1,098,990. 

There  is  no  railroad  connection  with  Tillamook  Bay,  but  construc- 
tion has  been  started  on  a  projected  line  beginning  at  Hillsboro,  just 
west  of  Portland,  and  which  is  intended  to  connect  the  Southern 
Pacific  with  a  terminus  on  Tillamook  Bay. 

The  amount  estimated  as  a  profitable  expenditure  is  for  mainte- 
nance by  dredging  and  snagging,  and  the  work  is  necessary  to  make 
the  improvement  available  for  vessels  drawing  9  feet  at  high  tide. 

For  reports  on  examinations  and  siurveys,  attention  is  invited 
to  Annual  Reports  of  the  Chief  of  Engineers  for  1888,  page  2150; 
1892,  page  2742;  1898,  page  3007;  and  1903,  p.  2239.  The  report 
of  survey  made  in  1907  is  published  as  House  Document  No.  965, 
Sixtieth  Congress,  first  session. 

Comparative  itaUment  of  traffic. 


Calendar  year. 

Tons. 

Estimated 
value. 

Calendar  year. 

Tons. 

value. 

1800 

86,835 
17,640 
21,147 
24,883 
16,862 

1004 

18,823 
13,010 
13,627 
22,017 
10,400 

•668.480 

1000 

1006 

606!  700 

1001 

%•••' 

1006 

850,240 
1,008,090 

1002 

1007 

1003 

1008 

July  1, 1908,  balance  unexpended $2, 480. 83 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

7,480.83 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 2, 671. 17 

July  1, 1909,  balance  unexpended 4,909.66 

July  1,  1909,  outstanding  habilitiee 2,176.00 

July  1, 1909,  balance  available 2, 733. 66 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exclusive  of  the  bahmce  unex- 
pended July  1, 1909 10,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  U  U  4.) 

6.  Improvirtg  the  various  Tiarhors  on  the  coasts  of  Oregon  and  Wash- 
ington 6y  the  construction  and  egvAfraervt  of  a  dredging  plant  for  use 
ihireon, — ^The  river  and  harbor  act  of  March  2,  1907,  appropriated 
$100,000  for  the  construction  of  this  dredging  plant,  and  a  contract 
was  entered  into  under  date  of  January  24,  1908,  for  the  construction 
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of  an  18-inch  hydraulic  dredge  in  accordance  with  plans  and  speci- 
fications. The  contract  price  was  $79,340,  not  including  equipment. 
The  total  cost  of  the  deoge  was  finally  increased  by  the  purchase  of 
equipment  and  extra  parts  to  the  full  $100,000  appropnated.  The 
dredge  hull  is  120  feet  long,  36  feet  wide,  and  11  feet  deep.  The 
dredge  was  finished  and  turned  over  to  the  United  States  by  Sep- 
tem^r  10,  1908,  and  named  Oregon,  The  amoimt  expended  on  con- 
struction of  this  dredge  was  $98,502.58. 

There  being  no  government  funds  available  for  the  operation  of 
the  dredge,  and  dredging  being  very  essential  in  the  inner  harbor  of 
Coos  Bay,  commercial  interests  in  tnat  vicinity  {)etitioned  the  depart- 
ment for  permission  to  use  the  dredge  in  deepening  the  channel  up  to 
the  town  of  Marshfield.  Permission  was  granted  to  use  the  dr^ge 
without  expense  to  the  United  States,  and  the  dredge  was  towed  to 
Coos  Bay  and  commenced  operations  in  October. 

In  crossing  the  bar  at  the  entrance  to  Coos  Bay  some  damage  was 
caused  to  the  smokestacks  and  rigging,  and  after  arrival  at^orth 
Bend  she  settled  on  a  submerged  pile,  at  low  tide,  and  sunk.  She 
was  afterwards  raised,  with  some  duficultv,  and  repaired. 

The  dredge  has  proven  a  very  capable  and  satisfactory  piece  of 
plant.  Details  of  her  operations  will  be  found  in  the  report  for  im- 
proving entrance  to  Coos  Bay  and  Harbor. 

July  1, 1908,  balance  unexpended $65, 639. 73 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     64,042.31 

July  1, 1909,  balance  unexpended 1, 497. 42 

July  1, 1909,  outstanding  liabilities 1,497.42 

(See  Appendix  U  U  6.) 

6,  Snake  River,  Oregon,  Washington,  and  Idaho, — The  portion  of 
the  river  under  improvement  extends  from  its  junction  with  the 
Columbia  to  Pittsburg  Landing,  a  distance  of  about  216  miles.  The 
upper  portion  runs  through  a  mountainous  country  and  is  much 
obstructed  by  gravel  shoals,  ledges  of  bed  rock,  bowlders,  and 
numerous  rapids.  The  country  through  which  tne  river  passes, 
between  Riparia  and  its  mouth,  is  more  open,  but  navigation  is 
difficult,  owing  to  the  swift  current  and  numerous  rapids.  Some  of 
the  channels  through  the  rapids  are  narrow  and  crooKed,  and  before 
improvement  were  practically  impassable  at  low  water,  owing  to  the 
rocky  ledges,  gravel  shoals,  and  bowlders.  The  Snake  and  Columbia 
rivers,  in  early  days,  formed  the  natural  highway  for  the  traffic  between 
the  inland  empire  and  the  Pacific  coast,  and  navigation  on  the  Snake 
River,  notwithstanding  the  difficulties,  continued  until  the  comple- 
tion of  the  railroad  to  Riparia  in  1882,  after  which  boats  abandoned 
the  river  below  that  point. 

A  detailed  description  of  the  river  prior  to,  and  during,  the  early 
years  of  improvement  will  be  found  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1880,  page  2293,  and  1891,  page  3212. 

In  1877  a  project  was  approved  for  removing  reefs  and  bowlders 
and  for  scraping  gravel  bars  in  the  Columbia  and  Snake  rivers 
between  Celilo.  Oreg.,  and  Lewiston,  Idaho,  a  distance  of  263  miles, 
at  an  estimated  cost  of  $132,000.  Since  1882  operations  on  the  Snake 
River  have  been  confined  to  the  stretch  above  Kiparia.    In  1892  the 
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project  was  extended  to  include  the  improvement  of  the  7  miles  of 
river  between  Lewiston,  Idaho,  and  Asotin,  Wash.,  and  the  act  of 
June*  13,  1902,  further  provided  for  extending  the  improvement  to 
Pittsburg  Landing.  The  project  now  provides  for  completing  and 
maintaining  the  improvement  between  Lewiston  and  Riparia,  with 
a  view  to  obtaining  a  low  water  depth  of  5  feet,  by  means  of  blasting, 
dredging,  raking,  and  by  contraction  works,  and  for  general  improve- 
ment up  to  Pittsburg  Landing.  The  work  between  Riparia  and 
Pittsburg  Landing  is  based  on  surveys  made  in  1900,  1902,  and  1906, 
between  Riparia  and  Lewiston,  between  Lewiston  and  Inmaha  River, 
and  between  Inmaha  River  and  Pittsburg  Landing,  at  an  estimated 
cost  of  $23,000,  $33,690,  and  $15,000,  respectively. 

In  1907  the  Washington  State  legislature  appropriated  $100,000 
for  expenditure  between  Riparia  and  the  mouth.  This  action  was 
the  result  of  a  general  disposition  to  revive  navigation  below  Riparia 
and  utilize  the  State  Portage  road,  which  was  built  in  1905,  around 
the  obstructions  in  the  Columbia  between  CeUlo  and  Big  Eddy.  The 
project  for  this  portion  of  the  river,  which  was  formulated  for  the 
especial  purpose  of  expending  the  above-mentioned  appropriation, 
is  oased  on  tne  survey  made  in  1897,  and  is  a  continuation  or  general 
open  river  work. 

The  amount  expended  on  the  original  and  modified  projects  to  the 
close  of  the  fiscal  year  was  $262,003.99,  under  the  national  appropria- 
tion, and  $74,164.06  under  appropriation  made  by  the  State  of 
Washington. 

TTiere  has  been  received  from  miscellaneous  sources,  on  account  of 
sales,  $825.70. 

Operations  during  the  past  year  have  been  carried  on  by  the  dredge 
WoMovxi.  belonging  to  the  United  States,  and  by  two  driU  scows 
previously  constructed  under  state  funds.  The  dredge  Wallowa 
operated  both  above  and  below  Riparia,  the- two  drill  scows  being 
confined  to  work  below  Riparia.  Owing  to  severe  weather  and  ice 
gorges,  both  drill  scows  were  wrecked  in  January,  one  being  a  total 
loss,  and  the  other  picked  up  and  towed  back  with  little  damage. 
A  total  of  3,482  cubic  yards  of  rock  were  removed  from  the  different 
reefs  and  rapids  below  Riparia,  and  1,485  tons  of  stone  were  placed 
in  the  dam  at  Slaughterhouse  Rapids,  just  above  Lewiston. 

The  work  done  nas  resulted  in  providing  a  low-water  channel 
between  Lewiston  and  Riparia  of  about  40  inches,  in  greatly  improv- 
ing the  conditions  above  the  latter  point,  and  in  making  a  safer  and 
more  available  channel  below  Riparia  for  all  except  extreme  low 
stages. 

The  Snake  River  is  in  freshet  during  the  summer  months  from 
melting  snow  in  the  mountains,  and  during  these  freshets  the  varia- 
tion of  the  water  levels  is  usually  about  20  feet.  The  head  of  naviga^ 
tion,  during  proper  stages,  is  at  Pittsburg  Landing,  about  216  nines 
above  the  mouthy  but  only  intermittent  trips  are  made  to  that  point, 
regular  traflSc  being  carried  on  only  as  far  up  as  Lewiston.  There  is 
no  logging  or  rafting  on  the  Snake  River,  but  logs  are  floated  down 
the  Clearwater  River  to  the  mills  near  Lewiston. 

The  Open  River  Transportation  Company,  a  corporation  organized 
for  the  purpose  of  navigating  the  river,  is  now  operating  a  line  of 
boats  between  Portland,  Oreg.,  and  Big  Eddy,  and  have  constructed 
two  powerful,  Ught-draft  boats,  the  Inland  Empire  and  Tvdn  Cities 
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for  use  on  the  upper  river.  These  latter  boats  run  between  Lewiston 
and  Celilo,  and  exchange  cargoes  with  the  lower  river  boats  by  means 
of  the  State  Port^e  road  between  Celilo  and  Big  Eddy. 

The  Oregon  Railroad  and  Navigation  Company,  which  in  former 
years  operated  boats  between  Lewiston  and  Kiparia,  partially  aban- 
doned the  use  of  the  river  on  completion  of  their  railroad  along  the 
north  bajik  to  Lewiston  during  the  past  year,  but  owing  to  the  Keen 
competition  set  up  by  the  new  line  or  boats  they  are  again  operating. 

The  commerce  transported  on  the  Snake  River  during  Uie  fiscal 
year  amounted  to  46,325  tons,  and  consisted  principally  of  farm  and 
mill  machinery,  grain,  fruit,  and  general  merchandise,  valued  at, 
approximately^  $1,251,335. 

The  reestabhshment  of  water  transportation  between  Lewiston  and 
Portland  has  resulted  in  a  reduction  in  freight  rates  of  about  20  per 
cent  between  those  points.  * 

The  amount  estimated  as  a  profitable  expenditure  for  the  next 
fiscal  year  will  be  apphed  to  the  removal  of  obstructions,  for  mainte- 
nance and  improvement,  and  the  proposed  work  is  essential  in  order 
to  make  the  improvement  available. 

For  earlier  reports  on  examinations  and  surveys,  attention  is 
invited  to  Annual  Reports  of  the  Chief  of  Engineers  tor  1877,  page 
1036;  1882,  page  2716;  and  1885,  page  2440.  Reports  of  surveys 
covering  severiQ  sections  now  under  improvement,  with  estimates 
of  cost,  will  be  foimd  in  the  annual  reports  as  follows:  Between 
Riparia  and  the  mouth,  1898,  pf^e  3013;  between  Riparia  and  Lewis- 
ton,  1901,  page  3525;  between  Lewiston  and  the  mouth  of  Imnaha 
River,  1903,  page  2246;  between  Imnaha  River  and  Pittsburg  Land- 
ing, 1906,  page  1986. 

Comparative  statement  of  traMc  carried  on  Columbia  River  above  Celilo  and  on  Snake 
River  during  year  ending  December  SI,  1908, 


Calendar  year. 

Columbia 

River  above 

Celilo. 

Snake 
River. 

Total. 

Estimated 
value. 

180g 

Tons. 

Tcnu. 

Tim. 

46,664 

36,920 

36,723 

37,824 

44,370 

43,647 

28,380 

71,656 

47,004 

47,674 

1900 .• 

1901 

1902 

1903 

1904 

11,798,677 
1,191,960 
2,671,882 

1905 

1906 

1907 

7,776 
1,849 

30,228 
46,325 

1,880,300 
1,296,760 

1906 

FBDBRAL  APPROPRIATION. 

July  1, 1908,  balance  unexpended $4, 268. 38 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 6,000.00 

9,268.38 
June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 3, 892. 26 

July  1,  1909,  balance  unexpended 6, 366. 12 

July  1,  1909,  outBtanding  liabilities 278. 00 

July  1 ,  1909,  balance  available 5, 088. 12 
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Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 |15, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

8TATB  APPROPRIATION. 

July  1, 1908,  balance  unexpended $52, 622. 69 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      26,786.76 

Julyl,  1909,  balance  unexpended 25,835.94 

July  1, 1909,  outstanding  liabilities 337. 00 

July  1, 1909,  balance  available 25, 498. 94 

(See  Appendix  U  U  6.) 

7.  ColumJna  River  and  tributaries  above  CdUo  FaUs  to  the  motUh 
of  (he  Snake  River.  Oregon  ani  Washington. — ^This  stretch  of  river  is 
124  mUes  long  ana  can  be  navigated  at  favorable  stages.  It  abounds 
in  rapids  and  shoals  which  are  obstructed  by  projecting  ledges, 
isolated  bowlders,  etc.  Before  the  days  of  railroads  the  Colunibia 
River  formed  the  main  highway  for  commerce  between  the  inland 
empire  and  tide  water,  but  navigation  was  always  more  or  less  dan- 
gerous, and  was  practically  suspended  in  1882  on  account  of  the  con- 
struction of  a  line  of  railroad  by  the  Oregon  Railroad  and  Navigation 
Company,  which  practically  paralleled  the  south  bank  and  reached  as 
far  as  Riparia  on  the  Snake  River,  about  72  miles  below  Lewiston. 

The  first  project  was  adopted  by  act  of  June  10,  1872,  and  in  1877 
was  modified  to  include  the  improvement  of  the  Snake  River.  This 
project  provided  for  the  improvement  of  the  most  troublesome  rapids 
oy  the  removal  of  obstructing  reefs  and  bowlders,  and  in  this  work 
approximately  $120,000  was  expended  up  to  the  time  of  the  suspen- 
sion of  navigation  in  1882. 

The  existmg  project  is  based  on  the  survey  authorized  by  act  of 
March  3, 1905,  and  was  adopted  by  act  of  March  2, 1907.  It  proposes 
to  facilitate  navigation  by  the  removal  of  obstructing  bowlders  and 
ledges,  and  raking  the  gravel  shoals  in  order  to  make  safe  and  avail- 
able the  channel  that  now  exists.  In  1907  the  State  le^lature  of 
Washington  appropriated  the  sum  of  $25,000  for  expenditure  in  the 
vicinity  of  Umatilla  Rapids,  in  order  to  expedite  the  work  under  the 
general  project. 

The  amount  expended  on  the  present  project  to  the  end  of  the  fiscal 
year  under  the  national  appropriation  was  $83,653.51,  and  under  the 
apTOopriation  by  the  State  of  Washington  $25,000. 

With  the  drill  scow  previously  constructed  under  funds  appropri- 
ated by  the  State  of  Washington  the  work  of  blasting  out  obstructions 
at  Umatilla  Rapids  was  continued  when  conditions  were  favorable. 
The  stern-wheel  steamboat  under  construction  at  the  beginning  of  the 
year  was  completed  and  equipped  with  drilling  apparatus  and  appli- 
ances for  rakmg  shoals  and  put  into  commission  the  latter  part  of 
November.  Work  continued  until  May,  when  operations  were  sus- 
pended owing  to  high  water.  During  the  year  1,047  cubic  yards  of 
rock  were  removed  &om  Umatilla,  Biggs,  and  Homly  rapids,  and  537 
drags  were  made  at  Biggs  and  Homly  rapids. 
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The  work  accomplished  has  resulted  in  improving  the  channel 
through  some  of  the  most  troublesome  shoals^  mainly  Umatilla  and 
Homly  rapids,  and  has  lessened,  to  some  extent,  the  dangers  that 
previously  existed.  During  the  summer  months  the  river  is  in 
freshet,  and  the  extreme  variation  of  the  water  surfaces  at  that  time 
is  about  34  feet  above  low  water.  The  head  of  low-water  navigation 
for  boats  using  this  portion  of  the  stream  is  at  Asotin,  on  the  Snake 
River,  269  miles  above  Celilo,  and  approximately  473  miles  from  the 
sea.  On  higher  stages  boats  ascend  the  Snake  Iliver  as  far  as  Pitts- 
burg Landing,  a  farther  distance  of  about  70  miles.  There  is  no  log- 
gi^  on  this  stretch  of  river. 

During  the  previous  year  there  was  but  one  small  steamboat  oper- 
ating  on  the  nver  between  Celilo  and  the  mouth  of  the  Snake  River. 
During  the  past  year  the  Open  River  Transportation  Companj^  con- 
structed two  light-draft,  powerful  steamboats,  the  Inland  Emmre  and 
Twin  OitieSj  and  these  two  boats  are  now  being  operated  between 
Celilo  and  Lewiston  in  conjunction  with  steamers  between  Portland 
and  Big  Eddy.  The  cargoes  are  broken  at  Big  Eddy  and  at  Celilo 
and  are  transported  around  the  obstructions  between  these  two  points 
by  the  State  Portage  road. 

The  freight  rates  charged  by  these  boats  on  shipments  from  Port- 
land, Oreg.,  to  Lewiston,  Idaho,  are  on  an  average  about  20  per  cent 
less  than  the  rates  charged  for  shipments  by  rail. 

The  amount  estimated  as  a  profitable  expenditure  for  the  fiscal  year 
1911  is  to  be  applied  to  extending  the  benefits  by  continuing  the  work 
of  removing  obstructions.  With  the  new  plant  now  available,  and 
with  ample  funds  to  operate  it,  better  results  may  be  expected.  It  is 
therefore  essential  that  the  whole  amount  be  appropriated. 

A  description  of  the  early  conditions  will  be  found  in  the  Annual 
Report  of  the  Chief  of  Engmeers  for  1877,  page  1036,  and  the  report 
of  examination  and  survey  for  present  project  is  printed  as  House 
Document  No.  440,  Fifty-ninth  Congress,  second  session. 

FEDERAL  APPROPRIATION. 

July  1,  1908,  balance  unexpended $85, 948. 90 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      49,602.41 


July  1,  1909,  balance  unexpended 36, 346. 49 

July  1,  1909,  outstanding  liabilities 2,080.00 

July  1,  1909,  balance  available 34,266.49 

Amount  (estimated)  required  for  completion  of  existing  project 280, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Jul}r  1,1909 90,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897. 

STATE  APPROPRIATION. 

July  1,  1908,  balance  unexpended 111,840.84 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      11,840.34 

(See  Appendix  U  U  7.) 

9001— ENO  1909 54 


Digitized  by  VjOOQ IC 


850  BBPOBT  OF  THB  OHUBF  OF  S2fQIKBBBS^  XT.  8.  ABMY. 

8.  Columbia  River  letmeen  ike  foot  of  The  DaMes  Rapide  and  the 
head  of  CdUo  FaJU,  Oregon  ana  Washington. — The  ODJect  of  this 
improvement  is  to  overcome  the  obstructions  in  the  12  miles  between 
the  foot  of  Threemile  Rapids  and  the  head  of  Celilo  Falls.  There 
are  four  principal  obstructions:  Threemile  Rapids,  a  crooked  channel 
1.500  feet  in  length,  narrow  and  obstructed  oy  rocks  and  currents; 
Jivemile  Rapids  (The  Dalles)  where  for  IJ  miles  the  river  rushes 
with  great  velocitv  between  precipitous  waUs  of  basalt  150  to  300 
feet  apart;  Tenmile  Rapids,  a  similar  gorge,  but  only  one-half  mile 
in  length;  CeUlo  Falls,  with  a  sheer  fall  of  20  feet.  The  total  fall 
IB  about  81  feet  at  low  water  and  60  feet  at  high  stages.  It  can 
not  be  navigated  at  any  stage. 

The  first  project  was  adopted  by  act  of  August  18,  1894,  and 
contemplated  the  construction  of  a  boat  railway  capable  of  trans- 
porting boats  of  600  tons.  One  himdred  thousand  dollars  was 
appropriated  for  purchasing  the  right  of  way  and  beginning  con- 
struction. The  act  of  June  3,  1896,  made  an  additional  appro- 
priation of  $150,000.  A  preliminary  examination  and  survey  was 
authorized  by  act  of  June  6,  1900,  with  a  view  to  the  construction 
of  a  canal  and  locks.  The  report  submitted  imder  this  act  is  printed 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1901,  Part  5, 
page  3502,  and  proposes  the  construction  of  a  short  canal  and  locks 
around  The  Dalles,  or  Fivemile  Rapids,  and  another  aroimd  the 
falls  at  CeUlo,  with  intermediate  river  improvement,  at  an  esti- 
mated cost  of  $3,969,371.  The  amoimt  expended  on  previous 
projects  prior  to  the  adoption  of  the  present  project  was  $27,1 12.83. 

Ijie  existing  project,  as  adopted  by  Congress  m  the  act  approved 
March  3,  1905,  provides  for  a  continuous  canal  on  the  Oregon  shore, 
between  the  pool  above  Celilo  and  the  pool  below  Fivemffe  Rapids, 
with  open  river  improvement  at  Threemile  Rapids.  As  subsequentlv 
modified  in  minor  details,  the  canal  will  have  a  depth  of  8  feet,  width 
of  65  feet  at  the  bottom,  and  length  of  8^  miles,  with  5  locks  300  feet 
by  45  feet  by  7  feet  over  miter  sills,  two  of  which  will  be  located  at 
the  lower  end  of  the  canal,  one  at  Fivemile  Rapids,  one  at  Tenmile 
Rapids,  and  one  at  Celilo  Falls.  As  modified,  the  estimated  cost  will 
be  $4,845,000. 

The  open  river  work  at  Threemile  Rapids,  which  was  included  in 
the  project,  has  been  previously  considered  completed,  but  investi- 
gations in  1908,  based  on  the  complaints  of  steamboat  men,  make  it 
apparent  that  further  work  will  be  required  in  order  to  furnish  a  safe 
channel  at  least  200  feet  in  width. 

There  has  been  expended  on  the  work  at  Threemile  Rapids  ap- 
proximately $120,000,  and  it  is  estimated  that  the  additional  work 
will  cost  about  $45,000,  thereby  increasing  the  cost  of  the  Threemile 
Rapids  section  by  about  $15,000.  It  is  believed  this  increased  cost 
will  not  necessitate  any  change  in  the  estimated  cost  of  the  project 
as  a  whole,  on  accoimt  of  the  large  amount  estimated  for  engineer- 
ing, etc. 

The  amoimt  expended  on  the  present  project  to  the  end  of  the 
fiscal  year  was  $642,355.20,  of  which  $31,279.81  was  applied  to  sur- 
veying, preparing  plans,  etc..  before  its  adoption.  There  has  been 
received  on  accoimt  of  the  sale  of  blueprints  the  total  sum  of  $39.08. 

Under  contract  let  in  1904,  and  completed  in  March,  1908,  there 
were  removed  50,970  cubic  yards  of  rock  from  the  rocky  ledges  in  the 
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yicinity  of  Threemile  Rapids,  in  order  to  give  a  channel  at  least  10 
feet  deep  at  low  water,  and  from  200  to  250  feet  wide.  Additional 
work  may  be  necessary  at  this  locality  in  order  to  provide  a  safe 
channel  for  steamboats. 

Work  has  been  in  progress  during  the  year  under  two  contracts, 
one  for  about  2,500  feet  of  canal  at  the  upper  end,  and  one  for  the 
construction  of  a  second  section  about  14,000  feet  in  length  immedi- 
ately below  and  adjoining  the  first  section.  At  the  close  of  the  year 
the  former  contract  was  nearly  completed,  and  the  latter  contract  is 
about  35  per  cent  completed.  At  tne  close  of  the  year  work  under 
these  contracts  was  entirely  suspended,  owing  to  the  smnmer  freshet, 
and  can  not  be  resimied  again  imtil  July  or  Augiist. 

This  work  has  been  carried  on  \mder  continuing  contract  appro- 
priations, the  srmdry  civil  act  of  March  4,  1909,  having  appropriated 
the  smn  of  $164,000,  which  was  the  balance  of  the  authorization 
made  by  tiie  act  of  March  2,  1907. 

With  the  completion  of  the  contracts  now  in  force,  it  might  be 
stated  that  the  project  is  about  20  per  cent  completed,  but  no  advan- 
tages have  been  derived  from  the  expenditures,  except  the  benefit 
furnished  by  the  improvement  at  Threemile  Rapids.  The  variation 
of  the  water  surfaces  from  extreme  low  water  ana  extreme  high  water 
is  from  32  to  90  feet  at  different  points.  Boats  are  now  operating 
between  Portland  and  Big  Eddy,  and  between  Celilo  and  Lewiston, 
265  miles  above  Celilo  on  the  Snake  River,  the  cargoes  being  trans- 
ported aroimd  the  obstructions  between  Big  Eddy  and  Celilo  by  the 
State  Portage  Railroad,  thus  furnishing  water  competition  to  all 
intermediate  points  on  tne  river. 

The  Open  Kiver  Transportation  Company,  organized  for  the  pur^ 
pose  of  operating  boats  in  connection  with  the  State  Portage  Kail- 
road,  has,  during  the  fiscal  year,  constructed  two  steamboats  with  a 
carrying  capacity  of  about  250  tons  each,  and  during  the  calendar 
year  1908  tney  report  the^  handUng  of  approximately  4,056  tons  of 
merchandise,  farm  and  mill  machinery,  wheat  and  farm  products, 
valued  at  approximately  $207,685. 

The  influence  of  this  water  transportation  has  resulted  in  the 
reduction  of  freight  rates  between  competitive  railroad  points  up  to 
Celilo,  and  as  the  steamboat  service  on  the  upper  river  is  increased  a 
still  further  reduction  is  anticipated.  The  benefits  to  be  derived 
from  the  iinprovement  when  completed,  the  country  which  wiD  be 
affected,  ana  the  probable  resources  to  be  developed  are  all  described 
in  House  Document  No.  228,  Fifty-sixth  Congress,  second  session. 
The  irrigation  projects  now  imder  way  and  contemplated  should, 
within  a  few  vears,  increase  the  farm  products  and  the  resultant 
traffic  to  very  large  quantities. 

The  amoimt  estimated  as  a  profitable  expenditure  will  be  applied 
to  further  work  under  contract,  and  it  is  recornmended  that  the  work 
be  again  placed  on  a  continuing  contract  basis,  with  an  authorized 
expendituie  of  approximately  $1,000,000  per  year  until  the  work  is 
completed. 

The  Spokane,  Portland  and  Seattle  Railroad  has  completed  its 
bridges  over  the  Columbia  and  Willamette  rivers,  giving  entrance 
to  the  city  of  Portland,  and  making  a  new  transcontinental  line  along 
the  norm  bank  of  the  Columbia,  connecting  with  the  Northern 
Pacific  at  Kennewick,  Wash. 
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For  reports  on  examinations  and  surveys,  reference  is  invited  to 
the  Annual  Reports  of  the  Chief  of  Engineers  for  1875,  Part  2,  page 
787;  1882,  page  2690;  1890,  page  3428;  1894,  page  2664;  1901,  page 
3501,  and  1904,  page  3475. 

Comparative  statement  of  traffic  handled  by  Oregon  State  Portage  Railway  between  Big 

Eddy  and  Celilo,  Oreg. 


Calendar  year. 

Tons. 

Estimated 
value. 

Calendar  year. 

Tons. 

Bsthnated 
value. 

1905              

8,068 
6,414 

$186,800 
227,900 

1907 

4,600 
4,066 

$186,000 

1906 

1908 

207,686 

1 

July  1,  1908,  balance  unexpended 1666, 765. 10 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 164, 000. 00 

Received  account  aedes 24. 23 


June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  im- 
provement  


830,789.33 
260,218.28 


July  1,  1909,  balance  unexpended 680,571.05 

July  1,  1909,  outstanding  liabilities 38,000.00 

July  1, 1909,  balance  available 642,671.05 

July  1,  1909,  amount  covered  by  uncompleted  contracts 377, 173. 00 

Amount  (estimated)  required  for  completion  of  existing  project 3, 708, 392. 64 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1, 1909 1, 000,000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,1897. 

(See  Appendix  U  U  8.) 

9.  Oarwl  at  the  Cascades,  Columbia  River y  Oregon. — ^This  improve- 
ment embraces  about  4^  miles  of  the  Columbia  Kiver  where  it  passes 
through  the  Cascade  Mountain  Range,  and  is  contracted  into  a  narrow 
gorge  with  steep  slopes  and  swift  current.  A  fall  of  24  feet  at  low 
water  in  the  upper  2,500  feet  of  the  gorge  creates  a  turbulent  rapid 
which  effectually  bars  upstream  navigation  and  renders  downstream 
navigation  unsafe.  The  lower  4  miles  of  the  gorge  is  swift,  and  before 
improvement  was  unsafe  by  reason  of  the  obstructing  ledges  and 
bowlders. 

The  original  project  was  for  a  canal  and  locks  around  the  falls. 
It  was  adopted  m  1877  and  modified  in  1886  and  1888,  and  included 
the  improvement  of  the  rapids  below  the  falls  to  secure  a  low- water 
channel  of  8  feet.  The  locks  were  to  be  about  462  feet  long  and  92 
feet  wide,  with  a  low-water  depth  of  8  feet  over  the  miter  silfi. 

The  existing  project  is  a  modification  of  the  original  project,  and 
is  based  on  report  of  the  Board  of  Engineers,  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1895,  page  3571.  It  provided 
for  utilizing  the  upper  426  feet  of  the  uncompleted  canal  above  the 
lock  gates  as  a  second  lock,  and  also  in  raising  the  protection  work 
of  the  canal  walls  as  a  safeguard  against  flood  water.  The  estimated 
cost  of  the  original  project  was  $2,544,545,  and  the  later  modifica- 
tion $413,360. 
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The  amount  expended  on  the  original  and  modified  projects  to  the 
close  of  the  last  fiscal  year  was  $3,819,875.63.  There  has  been 
received  on  account  of  sales  the  total  sum  of  $11,629.48. 

No  work  was  done  durinjg  the  fiscal  year  except  to  care  for  the 
plant  and  buildings,  as  sufficient  funds  for  construction  work  were 
not  available. 

The  canal  and  locks  were  completed  and  opened  to  navigation  in 
1895.  There  yet  remains  the  building  of  the  land  wall  of  the  upper 
lock,  construction  of  three  sets  of  steps,  and  completing  the  paving 
and  grading  on  the  land  side  of  the  canal.  Provision  should  also  be 
made  for  blasting  out  some  obstructive  ledges  below  the  locks. 
About  8  feet  can  be  carried  at  low  water  through  the  locks.  An 
annual  rise  in  the  Columbia  River  takes  place  in  May,  June,  or  July, 
and  usually  reaches  a  stage  of  40  feet  above  low  water.  The  head  of 
navigation  for  boats  passing  the  locks  is  Big  Eddy,  about  4  miles 
above  The  Dalles.  No  logs  are  rafted  through  the  canal,  but  logging 
is  carried  on  extensively  between  Cascade  Ijocks  and  The  Dalles. 

The  downriver  commerce  through  the  locks  consists  of  wheat, 
flour,  miscellaneous  grain,  cattle,  horses,  wool,  and  country  produce. 
The  amount  of  this  commerce  was  17,687  tons,  valued  at  approxi- 
mately $1,060,600.  The  upriver  commerce  is  principally  general 
merchandise,  machinery,  ana  supplies,  and  during  the  year  amounted 
to  16,490  tons,  valued  at  approximately  $989,400. 

This  improvement  is  a  factor  in  regulating  freight  rates  to  all 
points  reached  by  steamers  using  the  canal  and  locks. 

The  amount  estimated  as  a  profitable  expenditure  will  be  appUed 
to  blasting  out  obstructions  below  the  locks  and  in  completing  the 
masonry  work.  The  proposed  work  is  not  necessary  to  make  the  im- 
provement available,  but  is  essential  in  order  to  decrease  the  volu- 
metric capacity  of  the  upper  lock,  thus  shortening  the  time  of  lockage. 

References  to  former  reports  are  given  on  page  675  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1905. 


Comparative  statement  of  traffic. 

Fiscal  year  ending  June  30— 

ToniL      Estimated 
^o°»-          value. 

j 

Number 

of 
passen- 
gers. 

1900 

17,710 
22.426 
19,710 
36,181 
31,967 
35,166 
46,884 
63,770 
64,964 
34,168 

30,639 

1901 

34,762 

1902 

62,720 

1903 

60,821 

1904 

$2,286,125 
2,813,040 
3,226.200 
3,297,240 
2,060,000 

76,971 

1905 

64,403 

1906 

133,070 

1907 

80,239 

1908 

86,616 

1900 

70,482 

July  1,  1908,  balance  unexpended $1, 489. 76 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 736. 90 


July  1,  1909,  balance  unexpended.. 
July  1,  1909,  outstanding  liabilities. 

July  1, 1909,  balance  available 


753.85 
60.00 


693. 86 
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Amount  (estimated)  required  for  completion  of  existing  project |109, 260. 00 


Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljr  1,1909 105,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  U  U  9.) 

10.  Operating  and  care  of  canals  and  locks  at  the  Cascades  of  the 
Columbia  River ,  Oregon, — The  canal  and  locks  around  the  obstruc- 
tions in  the  Columbia  River  at  Cascades,  Oreg.,  were  so  far  com- 
pleted that  they  were  opened  to  navigation  on  November  6,  1896, 
since  which  time  appropriations  have  oeen  made  under  the  general 
work  of  improvement  for  further  completing  the  walls  and  slope 
pavement,  grading,  etc.  A  general  description  of  the  location, 
dimensions,  etc.,  is  given  in  the  preceding  report. 

Since  the  opening  of  the  locks  more  or  less  dredging  has  been  re- 
quired, especially  at  the  upper  entrance,  where  an  accumulation  of 
sand  and  silt  maae  navigation  difficult  at  the  lower  stages  of  the  river. 
Dredging  had  been  previously  done  to  maintain  an  open  channel  at 
the  upper  entrance,  out  no  attempt  had  been  made  to  entirely  clear 
the  upper  entrance  of  the  material  which  had  been  deposited  from 
year  to  year. 

During  the  past  year  a  dredging  plant  was  fitted  up,  and  after  the 
high-water  period  dredging  operations  were  commenced  and  a  total 
of  27,347  cubic  yards  was  removed,  which  practically  cleared  the 
upper  entrance  of  all  deposits. 

There  was  expended  during  the  fiscal  year  the  sum  of  $15,953.83, 
which  was  applied  to  dredging,  to  the  installation  of  new  cable 
tightening  gear,  the  purchase  of  a  compressor  plant  for  sand-blasting 
outfit,  and  Keeping  up  the  usual  repairs  to  the  operating  machinery, 
grounds,  and  buildings. 

The  total  amount  expended  from  the  indefinite  appropriation,  on 
account  of  operating,  maintenance,  repairs,  etc.,  to  tne  close  of  the 
fiscal  year  was  $114,600.71. 

The  commerce  through  the  locks  during  the  fiscal  year  amounted 
to  34,168.02  tons,  valued  at  approximately  $2,050,000.  This  com- 
merce consisted  principally  of  wheat,  flour,  miscellaneous  grain, 
cattle,  horses,  wool,  country  produce,  general  merchandise,  etc.,  a 
detailed  statement  of  which  is  given  in  the  district  officer's  report. 

(See  Appendix  U  U  10.) 

11.  Columbia  River  between  Vancowver,  Wash.,  and  (he  mouOi  of 
Willamette  River. — The  city  of  Vancouver^  Wash.,  is  on  the  north 
bank  of  the  Columbia  River,  about  103  miles  above  its  mouthy  and 
5  miles  above  the  junction  of  the  Willamette  and  Columbia  nvers. 
Originally  vessels  drawing  about  23  feet  could  ascend  the  Columbia 
River  to  within  about  2^  miles  of  the  city,  where  there  was  a  bar  over 
which  there  was  only  about  9  feet  at  low  water.  This  bar  resulted 
partly  from  an  excess  of  width  in  the  main  river,  and  partly  from  a 
diversion  of  a  portion  of  the  waters  to  the  south  siae  of  Hayden 
Island. 

The  original  project,  adopted  by  the  act  of  July  13,  1892,  provided 
for  constructing  a  pile,  brush,  and  rubblestone  dike  about  3,000  feet 
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in  length,  from  the  Oregon  shore  to  the  head  of  Hayden  Island  oppo- 
site Vancouver,  in  order  to  stop  the  flow  south  of  the  island  during 
low-water  stages,  deflect  it  down  the  main  channel,  and  scour  out 
the  troublesome  shoals.  This  project  contemplated  a  depth  of  20 
feet  or  more,  but  this  depth  was  not  realized  after  the  completion  of 
the  dike. 

The  existing  project,  adopted  by  act  of  March  3,  1905,  is  based  on 
the  report  of  me  district  officer  dated  July  22,  1902,  approved  by  the 
Board  of  Engineers  for  Rivers  and  Harbors,  and  provided  for  the 
maintenance  of  a  channel  20  feet  deep  at  low  water,  and  150  feet 
wide,  by  dredging.  The  estimate  was  $60,000  for  ori^al  work,  and 
$10^000  yearlv  for  maintenance  of  the  channel  and  dSke  at  the  head 
of  Hayden  Island. 

The  total  amount  expended  on  the  ormnal  and  modified  projects 
to  June  30,  1909,  was  $143,318.60,  of  which  the  sum  of  $45,786:44 
was  applied  to  maintenance. 

No  work  was  in  progress  during  the  year  except  that  of  making  a 
survey  of  the  shoals  between  the  railroad  bridge  at  Vancouver  and 
deep  water  below  the  lower  end  of  Hayden  Island.  The  survey  was 
made  with  a  view  to  redredging  the  shoals,  but  a  suitable  dredge 
could  not  be  obtained  for  doing  the  work. 

The  completion  of  the  dike  at  the  head  of  Hayden  Island,  and 
revetting  the  bank  to  prevent  erosion,  caused  considerable  scouring 
on  the  woals  below  Vancouver,  but  only  increased  the  depth  about 
1  foot.  Under  the  modified  project  for  dredring,  the  channel  was 
dredged  in  1905  to  the  desired  width  and  depth  and  again  redredged 
in  the  fall  of  1906.  The  survey  made  in  September,  1908,  shows 
that  the  channel  had  shoaled  in  places  to  10  feet  or  less  at  low  water. 
The  variation  of  the  water  surface  at  Vancouver,  due  to  tidal  influ- 
ence, is  about  eight-tenths  of  a  foot  at  low  water.  The  annual 
summer  freshet,  due  to  melting  snow  in  the  mountains,  rises  to  a 
height  of  about  20  feet  above  low  water.  Steamboats  drawing  8 
feet  can  navigate  the  river  as  far  as  The  Dalles,  about  210  miles  from 
its  mouth,  by  passing  through  the  locks  at  the  Cascades. 

The  deep-sea  tonnage  is  principally  lumber,  but  during  the  calen- 
daryear  1908  no  shipments  were  made  from  Vancouver. 

The  Spokane.  Portland  and  Seattle  Railway  Company  has  com- 
pleted durinff  tne  year  their  bridge  across  Columbia  River  at  Van- 
couver, and  nave  trains  running  on  their  new  road  along  the  north 
bank  of  the  Columbia  River  as  far  as  Kennewick,  Wasn.,  making 
connections  at  that  point  with  the  Northern  Pacific  Railroad.  The 
maintenance  of  a  20-foot  channel  over  the  shoals  below  Vancouver 
will  allow  of  deep-sea  vessels  loading  lumber  cargoes  at  the  Vancouver 
mills  and  save  hghterage  charges  that  would  otherwise  be  necessary. 

The  amount  estimated  as  a  profitable  expenditure  will  be  appUed 
to  the  maintenance  of  the  projected  depth  and  may  be  considered  as 
an  extension  of  benefits. 

Previous  reports  on  examinations  and  surveys  will  be  found  in  the 
Annual  Reports  of  the  Chief  of  Engineers  for  1892,  page  2865;  1896, 
page  3264,  and  1904,  page  3497. 
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July  1, 1908,  balance  unexpended $9,986.92 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 5,000.00 

14,986.92 
June  80,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 305. 52 

July  1, 1909,  balance  unexpended 14,681.40 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balsmce  imex- 
pended  July  1,  1909 15,000.00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  UU  11.) 

IMPROVEMENT  OF  RIVERS   AND   HARBORS  IN  THE  SECOND   PORT- 
LAND, OREGON,  DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  S.  W.  Roessler,  Corps 
of  Engineers,  division  engineer,  Northern  Pacific  division,  to  July  11, 
1908,  and  of  Maj.  J.  F.  Mclndoe,  Corps  of  Engineers,  since  that  date, 
having  under  his  immediate  orders  Capt.  Artnur  Williams,  Corps  of 
Engineers,  since  January  11,  1909.  Division  engineer,  Lieut.  Col. 
Jolm  Biddle,  Corps  of  Engineers,  temporarily. 

L  Willamette  River  above  Portland,  and  YamhiU  River,  Oregon. — 
The  Willamette  River  rises  in  the  Cascade  Range,  flows  northerly,  and 
generally  parallel  to  the  coast  Une,  and  empties  into  the  Columbia 
about  12  miles  below  Portland  and  100  miles  from  the  sea. 

The  Yamhill  River  is  a  tributary  which  has  its  source  in  the  Coast 
Range,  flows  in  a  northeasterly  direction,  and  enters  the  Willamette 
40  miles  above  its  mouth. 

Prior  to  improvement  both  streams  were  obstructed  by  drift,  snags, 
rocfk  ledges  and  rapids,  and  gravel  shoals,  which  prevented  navigation 
during  low-water  stages.  £i  early  days  the  river  formed  the  only 
means  of  transportation,  and  carried  large  ciuantities  of  grain  and 
farm  products  to  the  Portland  market,  notwithstanding  the  difficul- 
ties of  navigation. 

Reference  is  invited  to  Annual  Reports  of  the  Chief  of  Engineers  for 
1876,  page  654,  and  1880,  page  2280,  for  a  description  of  the  Willa- 
mette Kiver  before  improvement. 

The  original  project  was  adopted  in  1870,  the  first  appropriation 
being  made  by  the  act  of  March  3.  1871.  This  project  was  mod^ed 
in  1878  and  1896,  and  provided  lor  improvement  by  the  removal  of 
snags  and  other  obstructions,  and  the  deepening  of  gravel  shoals  by 
scraping  and  by  contraction  works.    The  modification  of  1896  also 

Erovided  for  the  construction  of  a  lock  and  dam  in  the  Yamhill  River 
elow  Lafayette,  at  an  estimated  cost  of  $69,000. 
The  total  amount  expended  on  the  work  prior  to  adoption  of  the 
present  project  was  $247,747.61. 

The  present  revised  plan  or  project  (see  Annual  Report  of  the  Chief 
of  Engineers  for  1904,  p.  3529)  provides  for  improvement  below  Cor- 
vallis,  with  a  view  to  obtaining,  mainly  by  dredging,  auxiliary  dam 
and  revetment  work,  and  by  snagging,  a  low-water  depth  of  2^  to  3} 
feet  from  Corvallis  to  Oswego,  and  a  low-water  depth  or  12  feet  thence 
to  Portland.    The  plan  allows  snagging  above  Corvallis  to  Harris- 
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burg,  but  above  the  latter  point  the  channel  is  to  be  left  as  not  worthy 
of  further  improvement.  The  estimated  cost  of  carrying  on  the  wort 
was  given  as  $213,500. 

The  amoimt  expended  on  the  existing  project  to  the  close  of  the 
fiscal  year  was  $398,004.74,  which  includes  $3,000  expended  on  the 
Long  Tom  River,  and  $175,384.06  for  maintenance. 

The  work  is  carried  on  by  use  of  government  plant,  consisting  of  a 
combined  dredge  and  snag  boat,  one  dipper  dredge,  and  one  pile- 
driver.  During  the  past  year  snagging,  dredging,  and  revetment 
work  was  carried  on  from  July  1,  1908,  to  November  30,  and  April, 
1909,  to  June  30,1909,  and  different  shoals  were  dredged  between  Cor- 
vallis  and  Newberg.  A  total  of  77,579  cubic  yards  of  material  were 
removed  from  the  channel,  and  a  total  of  730  snags  were  removed 
from  the  channel  and  banks  between  Corvallis  and  Newberg,  and  re- 
pairs were  made  to  revetment  and  dikes  at  Wheatland,  Independence, 
and  Five  Islands. 

The  work  done  on  the  Willamette  River  has  CTeatly  improved  the 
conditions,  and,  with  annual  maintenance,  will  furnish  a  navigable 
channel  at  medium  stages  to  Corvallis,  119  miles  above  Portland,  and 
during  low  water  to  Independence^  83  miles  above  Portland,  and  to 
DajrtoUj  on  the  Yamhill  River,  8  miles  above  its  mouth.  The  head  of 
navigation  on  the  Willamette  is  Harrisburg,  152  miles  above  Portland, 
but  boats  reach  the  latter  point  only  on  the  higher  stages. 

The  work  done  on  the  Yamhill  Kiver  has  been  the  completion  of 
the  lock  and  dam  near  Lafayette,  about  8  miles  above  tne  mouth, 
under  project  of  1896,  and  clearing  the  channel  of  obstructions. 

The  head  of  navigation  on  the  i  amhill  River  is  McMinnville,  18 
miles  from  the  moutn,  but  boats  seldom  go  above  Dayton. 

The  forests  adjacent  to  the  Willamette  valley  produce  large  quan- 
tities of  logs,  and  most  all  of  the  tributaries  are  used  for  logging  pur- 
poses, for  distances  ranging  from  20  to  45  miles.  An  annual  log 
drive  takes  place  each  spring  on  the  Willamette,  between  the  upper 
river  points  and  Newberg. 

The  commerce  consists  of  lumber,  grain,  hay,  hops,  potatoes,  fruit, 
and  garden  truck.  This  commerce,  including  general  merchandise 
and  supplies  received  and  logs  towed,  amounted,  during  the  calendar 
year  1908.  to  403,148  tons,  valued  at  $8,014,164. 

The  falls  of  the  Willamette  at  Oregon  City,  12  miles  above  Port- 
land, and  aroimd  which  a  canal  and  lock  were  constructed  in  early 
days  by  private  capital  furnishes  a  very  large  water  power.  This 
water  power  and  the  locks  are  controlled  by  the  Portland  Railway, 
Light  and  Power  Company,  and  a  charge  of  50  cents  per  ton  is  maae 
for  all  traflBc  which  passes  through  the  locks.  During  the  calendar 
year  this  traffic  amounted  to  73,578  tons,  not  including  large  c[uanti- 
ties  of  loffs  and  timber.  The  falls  furnish  power  for  the  main  gen- 
erating pTant  of  the  above  company,  also  for  large  woolen,  lumber, 
and  paper  mills. 

The  lands  of  the  Willamette  Valley  are  very  rich  and  productive, 
and  the  products  are  annually  increasing.  The  river  furnishes  an 
easy  means  of  transportation,  and  carries  a  large  proportion  of  these 
commodities. 

The  Southern  Pacific  Railway  practically  parallels  the  river  on 
each  side,  and  the  Oregon  Electric  Company  is  now  operating  an 
electric  line  between  Portland  and  Salem. 
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Although  the  locks  m  the  Yamhill  River  are  little  used,  these 
locks,  together  with  the  water  transportation  furnished  oy  Uie 
Willamette,  are  instrumental  in  reducing  the  freight  rates  on  all 
shipments  rrom  valley  points. 

The  amount  estimated  as  a  profitable  expenditure  is  to  be  applied 
to  construction  of  revetments,  dredging,  snagging,  and  making  re- 
pairs to  existing  works.  The  work  is  necessary  to  maintain  the 
available  channel. 

For  previous  reports  on  examinations  and  surveys,  attention  is 
invited  to  the  Annual  Reports  of  the  Chief  of  Engineers  as  follows: 
Willamette  River,  1892,  1893,  and  1896,  pages  2840,  3529,  and  3309, 
respectively;  Yamhill  River,  1875,  1891,  1893,  1895,  and  1904,  pages 
792,  3381,  3531,  3602,  and  3569,  respectively;  canal  and  locks  at 
Oregon  City,  1900^  1904,  and  1905,  pages  4368,  3559,  and  2497, 
respectively;  opposite  Salem,  1898,  page  3051 ;  opposite  Albany,  1904, 
page  3564. 

Comparative  statement  of  traffic. 


Calendar  year. 

Tom. 

Estimated 
value. 

Paseen- 
geiB. 

1809 

117,782 
182,458 
101,901 
102,227 
236,823 
332.130 
362,258 
383,011 
412,846 
403,148 

60,738 
47,334 
103,971 
06,221 
66,510 
66,047 
67,806 
41,100 
41,008 

2o,oao 

1000 

1901 

1008 

1903 

$ii,"266,'i96' 
12,110,506 
7,601,623 
8,103,746 
8,014,164 

1004 

1906 

1906 

1907 

1906 

July  1, 1908,  balance  unexpended 119,708.32 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3, 1909 20,000.00 

39,708.32 
Jime  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 21, 960. 57 

July  1,  1909,  balance  imexpended 17, 747. 76 

July  1,  1909,  outstanding  liabilities 2, 168. 00 

July  1,  1909,  balance  available 15, 579. 75 

Amount  (estimated)  required  for  completion  of  existing  project 103, 500. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 60,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  V  1.) 

£.  Operating  and  care  of  lock  and  dam  in  YamhiU  River j  Oregon  — ' 
The  lock  and  dam  are  situated  on  the  Yamhill  River,  8  miles  abcve 
its  mouth,  and  10  miles  below  the  head  of  navigation,  at  McMinnville. 
It  was  constructed  under  appropriation  for  improving  Willamette 
and  Yamhill  rivers,  for  the  purpose  of  aflFording  low-water  navigation 
to  McMinnville.    It  was  completed  and  opened  to  navigation  in  1900. 


Digitized  by  VjOOQ IC 


RTVEB  AND  HABBOB  IMPBOVEMENTS.  869 

During  the  past  fiscal  year  the  lock  has  been  open  to  navigation 
except  for  74  days  during  the  fall  and  winter  months,  when  it  was 
closed 'on  account  of  high  water.  The  total  traffic  through  the  lock 
amounted  to  986  tons  of  freight  and  375  passengers.  The  freight 
consisted  largely  of  log  rafts  and  pulp  wood,  and  the  passengers 
were  principfdly  parties  in  small  boats  and  laimches,  there  being  no 
regular  line  of  ooats  operating  on  the  Yamhill  River  at  the  present 
time. 

Steamer  traffic  has  been  practically  abandoned  since  1902,  and 
the  reason  given  is  that  boats  formerly  operating  on  the  YamhiU 
River  now  find  more  profitable  business  on  the  Willamette.  It  is 
claimed  by  steamboat  interests  that  the  uncertainty  of  lock  opera- 
tion during  the  freshet  season  makes  it  impossible  to  compete  with 
railroad  rates. 

During  the  year  there  was  expended  in  operating,  care,  and  main- 
tenance the  sum  of  $1,188.66,  and  the  total  expended  for  the  same 
purpose  to  the  end  of  the  fiscal  year  1909  is  $37,371.87. 

(See  Appendix  V  V  2.) 

5.  Columbia  and  Lower  Willamette  rivers  below  Portland,  Oreg, — ^The 
portions  of  the  rivers  covered  by  this  improvement  include  the  12 
miles  of  the  Willamette  between  Portland  and  its  mouth,  and  98 
miles  of  the  Columbia  from  the  mouth  of  the  WiUamette  to  the  sea. 
The  original  condition  of  the  channel  from  Portland  to  the  sea  was 
such  that  only  from  10  to  15  feet  could  be  carried  over  shoal  places 
at  low  water.  Numerous  sand  bars  obstructed  navigation  by  deep- 
water  craft,  and  on  these  bars  the  water  was  spread  over  an  extended 
area,  so  that  the  channels  through  them  were  comparatively  narrow. 
The  value  and  availability  of  this  waterway  for  purposes  of  commerce 
are  illustrated  by  the  fact  that  Portland  is  one  of  the  principal  grain 
exporting  cities  m  the  United  States,  the  valley  of  the  Columbia  being 
a  natural  outlet  for  the  products  of  Oregon,  Washington,  and  Idaho. 

Prior  to  the  adoption  of  the  project,  dredging  had  been  done  for 
temporary  relief,  and  the  sum  of  $221,780.46  expended  for  that 
purpose.  The  original  project  was  adopted  in  1877,  with  a  view  to 
obtaining  a  channel  depth  of  20  feet.  In  1891  the  project  was 
extended,  with  a  view  to  obtaining  a  low-water  channel  of  25  feet, 
at  an  estimated  cost  of  $772,464,  and  the  Port  of  Portland  Commis- 
sion, a  corporation  existing  under  the  laws  of  the  State  of  Oregon, 
was  granted  permission  to  assist  in  the  work.  On  the  original  ana 
modmed  project,  exclusive  of  the  amounts  named  above,  there  has 
been  expended  the  sum  of  $1,080,874.11.  This  does  not  include 
any  part  of  the  expenditures  which  have  been  made  by  the  Port  of 
Portland  Commission. 

The  present  project  was  adopted  by  the  act  of  June  13, 1902.  It 
is  based  on  a  survey  made  in  1900.  which  is  printed  in  the  Annual 
Report  of  the  Chief  of  Engineers  ror  1900,  page  4418.  The  proj- 
ect proposes  a  25-foot  channel,  by  the  construction  of  controlling 
works  and  by  dredging.  The  estimated  cost  was  $2,796,300,  with 
$175,000  as  the  cost  of  the  new  dredge  and  accessories. 

TTie  total  amount  expended  on  this -project  to  the  end  of  the  fiscal 
year  was  $509,962.09.  This  amount  does  not  include  any  portion  of 
the  sum  expended  by  the  Philadelphia  district  foE  dredge  construction, 


Digitized  by  VjOOQ IC 


860  REPOBT  OP  THE   CHIEF  OP  ENGINEERS,  U.   S.   ABMY. 

and  it  may  be  stated  that  all  the  ex|)enditures  have  been  applied  to 
maintenance.  The  total  amount  received  from  miscellaneous  sources, 
account  of  sales,  is  $623.78. 

The  act  of  March  2,  1907,  appropriated  $300,000  for  constructing 
and  operating  a  dredge.  This  dredge  was  constructed  on  the  Atlan- 
tic coast  and  was  dehvered  at  Portland  April  21,  1909.  The  amount 
expended  on  her  construction,  including  expenses  of  voyage  from 
Philadelphia,  Pa.,  was  $303,643.86,  and  for  details  of  the  work  see 
Appendix  H  10. 

The  work  in  progress  on  the  Columbia  River  during  the  year  has 
consisted  entirely  in  dredging  over  some  of  the  most  obstructive 
shoals.  A  total  of  341,430  cubic  yards  of  material  was  removed  at 
the  different  shoal  places  in  the  estuary  of  the  Columbia  with  the 
dredge  W.  S,  Ladd.  The  Port  of  Portland  Commission  also  operated 
its  dredges  in  the  upper  reaches  when  funds  were  available  and  when 
dredging  was  required.  The  commission  reports  having  removed  a 
total  of  2,326,568  cubic  yards  during  the  year.  The  new  dredge 
Clatsop,  constructed  under  the  supervision  of  the  Philadelphia  (Pa.) 
district,  arrived  at  Portland  the  latter  part  of  April.  She  was  over- 
hauled and  commenced  dredging  on  June  25,  and  to  the  close  of  the 
fiscal  year  removed  16,504  cubic  yards  of  material. 

Thus  far  none  of  the  permanent  works  provided  for  in  the  project 
have  been  constructed,  as  operations  have  consisted  principtJly 
in  dredging,  and  no  part  of  the  project  can  therefore  be  consiaered 
as  completed.  The  maintenance  of  the  channel  has  been  of  great 
advantage  to  shipping,  and  there  has  been  no  time  duiing  the  year 
when  a  vessel  could  not  safely  load  to  a  draft  of  24  feet.  The  ruling 
depth  at  mean  low  water,  from  Portland  to  the  sea,  is  about  22  feet, 
except  at  two  places,  Upper  Sands  and  Taylor  Sands,  where  the 
depths  are  only  21  i  feet  and  20  feet,  respectively,  but  by  taking 
advantage  of  tne  tides  vessels  have  experienced  Uttle  delay. 

The  head  of  deep-water  navigation  is  at  Portland,  Qr^.,  on  the 
Willamette  River,  110  miles  above  the  mouth  of  the  Columbia.  Light- 
draft  boats  ascend  the  Willamette  for  150  miles,  and  by  using  the 
state  portage  road  between  Celilo  and  Big  Eddy  cargoes  of  fight- 
draft  boats,  during  high  stages,  reach  Pittsburg  Landing,  a  point  on 
the  Snake  River  537  miles  above  the  mouth  of  the  Columbia.  The 
Columbia  and  Willamette  rivers,  over  this  stretch,  probably  form  the 
greatest  waterway  for  logging  and  rafting  purposes  in  the  United 
States.  Lumber  and  shingle  mills  are  located  along  the  banks,  and 
logs  are  floated  down  all  tne  tributaries  from  points  20  to  90  miles 
inland  and  towed  to  the  different  mills  to  be  manufactured.  During 
the  calendar  year  1908,  seven  rafts  of  logs  and  piUng  timbers,  aggre- 
ating,  approximately,  35,000,000  feet  b.  m.,  were  made  up  in  the 
/olumbia  kiver  and  towed  to  San  Francisco  and  southern  CaUfomia 
ports. 

The  export  commerce  consists  principally  of  grain  and  lumber, 
while  the  imports  are  composed  principally  of  oriental  products, 
cement,  coal,  Ume,  sulphur,  etc.  The  U^ht-draft  tonnage  is  chiefly 
dairy,  larm,  and  lumber  products  and  miscellaneous  machinery  and 
mercantile  suppHes. 
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The  total  commerce  handled  during  the  calendar  year  1908 
amounted  to  4,615,372  tons,  valued  at  approximately  $70,509,475. 

It  is  not  believed  that  the  completion  or  the  project  will  have  any 
effect  on  freight  rates  until  greater  depths  are  obtained  over  the  bar 
at  the  entrance  to  the  Columbia  River,  thus  allowing  the  use  of  ships 
of  greater  draft  and  carrying  capacity. 

The  amount  estimatecl  as  a  profitable  expenditure  is  to  be  apphed 
to  maintenance  by  dredging  and  making  repairs  to  dikes  and  revet- 
ments. The  maintenance  of  the  channel  is  essential,  pending  the 
construction  of  permanent  contraction  works,  the  estimate  for  begin- 
ning these  works  being  deferred  in  order  that  projects  of  special 
character,  such  as  the  DaUes-CeUlo  Canal  and  the  purchase  of  the 
private  canal  in  the  Willamette  River  at  Oregon  City,  may  be  pro- 
vided for  by  adequate  appropriations  or  by  authorization  of  contracts. 

The  two  channels  around  Swan  Island,  below  Portland,  originally 
divided  the  current  of  the  river  to  the  detriment  of  both.  A  shoal 
bar  existed  at  the  head  of  each  channel.  To  remove  that  of  the  east 
channel,  a  dike  was  constructed  across  the  head  of  the  west  channel. 
The  east  channel,  which  is  used  by  all  vessels,  is  very  crooked  at  one 
portion,  and  it  is  sometimes  diflScult  to  avoid  collision  between  deep- 
sea  vessels  and  log  tows.  The  latter  are  the  main  source  of  worry  to 
the  deep-sea  navigators  in  the  Swan  Island  channel.  There  is  a  gen- 
eral desire  to  have  the  west  channel  dredged  out  to  a  sufficient  depth 
to  accommodate  log  tows.  This  improvement  is  deemed  a  necessary 
one  in  view  of  the  increasing  commerce  of  this  port.  In  making  appro- 
priation for  the  improvement  of  the  ship  channel,  it  is  recommended 
that  so  much  of  the  money  as  may  be  necessary  be  authorized  for 
<lredging  out  the  west  channel  to  such  extent  as  may  be  necessary  to 
accommodate  log  tows.  A  gap  300  feet  wide  has  been  left  in  the  dike 
in  the  west  channel  to  permit  the  passage  of  shoal-water  boats. 

References  to  former  reports  are  given  on  page  683  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1905. 

Comparative  statement  of  traffic. 


Calend&r 

Handled  by  river  ves- 

Handled  by  seagoing  vessels. 

Handled  by  river  and 
seagoing  vflBsels. 

year. 

Quantity. 

Estimated 
value. 

Receipts. 

Ship- 
ments. 

Total. 

Estimated 
value. 

Quantity. 

Estimated 
value. 

1899 

Tuus. 
1,480,708 
1,2S7,:«2 
1,^-34,780 

l,5iHl,l30 

2,313,153 
2,331,121 
2,5S6.y64 
2,927,011 

Tons. 

36,253 

32,905 

29,548 

145,514 

173,006 

229,833 

210,026 

226,656 

572,441 

586,278 

Tons. 
336,134 
489,385 
639,736 
985,912 
659,178 
548,496 
736,779 
974,317 
1,092,276 
1,102,053 

Tons. 

372,387 

662,290 

669,284 

1,181,426 

832,184 

778,328 

946,805 

1,200,973 

1,664,717 

1,688,331 

ToTtJS. 

1,862,095 
1,80^1,872 
2,201,064 
2,098,762 
2.428,404 
2,083.779 
3,259,  {tr« 
3,:v32,()5M 
4,251,081 
4,015,372 

1900 

1901 

1902 

i27,28i,302 
31,786,607 
34,407,991 
45,000,000 
48,000,000 

1903 

1904 

1905 

1906 

1907 

1908 

$36;775,"669* 
26,712,339 
26,377,640 
81,583,804 
27,509,475 

'$58,'656,'oii 
58,498,946 
60,785,631 
76,583,804 
70,509,475 
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July  1, 1908,  balftuce  unexpended ^1146, 579. 90 

Aniount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 6100,000.00 

Received  account  of  sales 18.55 


246,598.45 
June  30, 1909,  amount  expended  during  fiscal  year: 

For  dredge  construction |123, 820. 48 

For  maintenance  of  improvement 42, 949. 71 

166, 770. 19 

July  1, 1909,  balance  unexpended 79, 828. 26 

July  1, 1909,  outstanding  habilities c5, 680. 49 

July  1, 1909,  balance  available 74,147.77 

Amount  (estimated)  reqtured  for  completion  of  existing  project 2, 498, 509. 93 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement  and  for  maintenance,  exclusive 
of  the  balance  unexpended  July  1,  1909 175,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  V  3.) 

4.  Mouih  of  Columbia  River ,  Oregon  and  Washin^fton.—Tnor  to  the 
commencement  of  the  work  of  constructing  the  jetty  in  1885  there 
were  from  one  to  three  channels  across  the  bar,  and  these  channels 
varied  from  time  to  time  both  in  location  and  depth.  The  depths 
were  from  19  to  21  feet  at  low  water,  while  the  location  shifted 
through  nearly  180*^  between  Cape  Disappointment  and  Point 
Adams. 

For  a  map  of  the  locality  and  information  regarding  conditions 
before  improvement,  attention  is  invited  to  the  Annual  Report  of 
the  Chief  of  Engineers  for  1886,  page  1976  et  seq. 

The  first  project  was  adopted  in  1884,  and  provided  for  the  con- 
struction of  a  low-tide  j'etty,  4^  miles  in  lengtn,  extending  seaward 
from  Point  Adams,  on  .the  south  side  of  the  entrance,  and  terminate 
ing  at  a  point  about  3  miles  south  of  Cape  Disappointment.  It  was 
to  be  built  of  rubble  stone,  with  a  foundation  or  brush  mattresses. 
Tlus  project  was  modified  in  1893  to  provide  for  raising  the  jetty  to 
high-tide  level,  and  for  building  four  groins  from  500  to  1,000  feet  in 
length  on  the  north  side. 

The  estimated  cost  was  $3,710,000,  and  the  jetty  was  completed 
to  a  length  of  4^  miles  in  1895,  and  increased  the  depth  over  the  bar 
to  31  feet.  The  total  amount  expended  on  the  origmal  project  was 
$1,968,753.14,  prior  to  which  $17,500  had  been  appropriated  and 
expended  for  survey,  etc. 

The  present  project  was  formulated  for  the  purpose  of  arresting^ 
the  shoaling  process  which  commenced  soon  after  tne  completion  or 
the  work,  tne  depth  having  decreased  to  about  28  feet  in  1899,  and 
the  location  of  the  channel  having  shifted  into  an  unstable  posi- 
tion 2  mdles  north  of  the  1895  channel.  By  1902  the  depths  had 
deteriorated  to  21  feet  at  low  water. 

o  Including  $94,779.82  withdrawn  bv  Major  Deakyne  for  dredge  construction. 
&  Eighteen  thousand  dollars  allotted  to  Major  Deakyne  for  dredge  construction. 
« Includes  $1,280.49  for  dredge  construction. 
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The  first  appropriation  for  a  new  project  was  made  bj  the  act  of 
June  6,  1900,  wnen  $250,000  was  appropriated  for  repairs,  etc.. 
pending  a  report  to  be  made  hy  a  board  of  engineers.  The  report  oi 
this  board,  which  is  printed  m  the  Annual  Report  of  the  Cnief  of 
Engineers  for  1903,  pages  2275  et  se(}.,  constitutes  the  present  proj- 
ect, and  provided  for  extending  the  jetty  seaward  a  farther  distance 
of  about  2^  miles.  Dredging  was  also  recommended  as  a  temporary 
expedient,  as  well  as  the  construction  of  a  north  jetty,  should  it  he 
foimd  necessary  at  some  future  time,  in  order  to  secure  the  desired 
depth  of  40  feet^  with  a  practicable  width. 

The  estimated  cost  of  the  south  jetty  was  $2,260,000;  of  the  north 
jetty,  $1,206,000;  of  remodeling  and  operating  dredge,  $250,000. 

Trie  revised  estimate,  approved  April  17,  1909,  for  a  completion  of 
the  south  jetty  was  $3,529,300,  and  is  based  on  a  report  made  by  the 
district  officer,  recommending  that  the  jetty  enrockment  be  raised  to 
at  least  mid-tide  level,  and  that  its  crest  be  ^ven  a  width  of  not  less 
than  25  feet,  in  order  to  protect  the  trestle  piling  from  earlv  destruc- 
tion by  storms  and  teredo.  The  increased  cost  is  due  to  the  greater 
amoimt  of  stone  required,  the  increase  in  cost  of  materials,  and  the 
heavy  loss,  during  construction  in  previous  years,  due  to  destruction 
of  the  trestle  by  winter  storms  and  teredo.  In  some  places  the  jetty 
is  being  built  in  depths  as  great  as  39  feet,  and  with  15  feet  increase 
in  the  width  of  its  crest  it  becomes  at  once  evident  that  an  enormous 
increase  in  the  amoimt  of  rock  is  required. 

The  act  of  March  3, 1909,  contained  an  item  of  $200,000  for  remod- 
eling and  operating  the  dredge  Chinook  y  which  was  formerly  the  trans- 
port Granty  and  which  has  been  laid  up  at  the  government  moorings 
fcelow  Portland,  Oreg.,  for  the  past  four  years  on  account  of  the  unsafe 
condition  of  her  boilers.  It  is  proposed  to  install  new  boilers  and  cut 
down  her  upper  work,  in  order  to  reduce  her  displacement  and  draft. 
The  work  is  to  be  done  under  contract. 

There  has  been  expended  on  the  existing  project  to  the  end  of  the 
fiscal  vear  the  sum  of  $4,564,249.20.  Tne  portion  derived  from 
miscellaneous  sources,  account  of  sales,  amounted  to  $1,428.39. 

The  operations  during  the  past  year  have  consisted  in  extending 
the  jetty  tramway  a  total  distance  of  3,960  feet  seaward,  and  over 
this  distance,  except  the  outer  portion,  the  enrockment  was  brought 
up  to  a  height  of  5  to  8  feet  above  mean  low  tide.  The  enrockment 
over  about  7,926  feet  of  previous  years'  extensions  was  also  widened 
and  brought  up  to  the  same  general  elevation.  The  stone  received 
under  contract  and  dumped  on  the  jetty  during  the  year  amounted  to 
612,404  tons. 

Active  operations  were  suspended  from  December  31,  1908,  to 
April  13,  1909,  during  which  period  the  receipt  of  stone  was  discon- 
tinued on  account  of  inclement  weather. 

At  the  close  of  the  year  an  expert  dredge  designer  had  been  assigned 
from  the  Philadelpma  district  to  the  work  of  preparing  plans  and 
specifications  for  tne  remodeling  of  the  dredge  GhinooTc. 

The  work  has  been  carried  on  under  continuing  contract  for  the 
purchase  of  rock,  but  there  is  no  balance  remaining  to  be  appropriated, 
as  the  act  of  March  4,  1909,  provided  $250,000,  which  completed  all 
previous  authorizations. 

The  proportion  of  the  project  accomplished  to  the  end  of  the  fiscal 
year  is  approximately  58  per  cent,  based  on  the  revised  cost. 
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The  advantage  derived  from  the  improvement  has  been  the  mcrease 
of  about  5^  feet  depth  on  the  bar  since  the  adoption  of  the  project. 
This  is  shown  by  the  survey  completed  just  at  tne  close  of  the  fiscal 
year.  A  copy  of  the  map  is  transmitted  with  the  district  officer's 
report-,  and  by  referring  to  it  it  will  be  seen  that,  aside  from  an  in- 
crease in  depth  in  the  westerly  channel  of  about  li  feet  during  the 
year,  there  is  a  marked  tendency,  due  to  the  scouring  effect,  to  lessen 
the  distance  between  deep  water  on  the  inside  and  deep  water  on  the 
outside  of  the  crest,  besides  a  reduction  in  the  total  width  resulting 
in  a  well-defined  channel  with  a  least  depth  of  26^  feet,  as  against  25 
feet  the  previous  year. 

The  gradual  movement  of  Peacock  Spit  to  the  north  and  west,  and 
the  westerly  movement  of  Clatsop  Spit,  are  encouraging  exhibits,  and 
indicate  the  controlling  influence  of  the  jetty  as  it  advances. 

The  variation  of  the  level  of  water  surfaces,  due  to  tides,  is  about 
7.4  feet.  The  head  of  navigation  for  deep-sea  vessels  crossing  the  bar 
is  at  Portland,  110  miles  above  the  mouth. 

The  commercial  statistics  will  be  found  with  the  report  in  improving 
Columbia  and  Lower  Willamette  rivers,  below  Portland,  Oreg.  (p.  861). 

Deepening  of  the  channel  over  the  bar  wiU  admit  of  the  use  of  ships 
of  greater  draft  and  increased  carrying  capacity,  and  with  larger  ves- 
sels frequenting  the  port  it  is  reasonable  to  suppose  that  the  charter 
rates  on  deep-sea  tonnage  will  be  reduced,  ana  may  also  reduce  the 
present  rail  rates  on  transcontinental  shipments. 

The  amount  estimated  as  a  profitable  expenditure  for  improve- 
ment is  for  the  purpose  of  extending  the  jetty  seaward,  with  a  view 
to  increasing  the  depths  and  extending  the  benefits  already  attained. 
The  $60,000  estimated  for  maintenance  is  for  operating  the  dredge 
ChinooJCy  when  the  work  of  remodeling  her  has  been  completed. 

Reference  to  former  reports  will  be  found  on  pages  686-687  of  the 
Annual  Report  of  the  Chief  of  Engineers  for  1905. 

July  1,  1908,  balance  unexpended 11,510,123  06 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 700,000.00 

Amoimt  appropriated  by  sundry  civil  act  approved  March  4, 1909 250, 000. 00 

Received  from  sales 37. 06 


2,460,160.11 
June  30,  1909,  amount  expended  dining  fiscal  year,  for  works  of  im- 
provement   1, 015, 810. 06 

July  1 ,  1909,  balance  imexpended 1, 444, 350. 05 

July  1,  1909,  outstanding  liabilities 151, 600. 00 

July  1 ,  1909,  balance  available 1, 292, 750. 05 

July  1,  1909,  amoimt  covered  by  uncompleted  contracts 306, 000. 00 

Amount  (estimated)  required  for  completion  of  existing  project** 2, 013, 920. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30 
1911,  for  works  of  miprovement  and  for  maintenance,  exclusive  of 

the  balance  imexpended  July  1,  1909 1,560,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  V  4.) 
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5.  Olatskanie  River,  Oregon. — ^The  Clatskanie  River  rises  in  the 
Coast  Range  and  empties  into  the  Columbia  River  65  miles  below 
Portland,  Oreg.  Before  it  reaches  the  Columbia  it  winds,  for  3 
miles,  through  marshy  low  lands,  and  by  a  narrow,  tortuous  channel. 
Before  improvement  the  obstructions  to  navigation  were  a  single 
shoal  with  but  2  to  3  feet  of  water,  and  two  sharp  bends  below  the 
town  of  Clatskanie. 

The  original  and  present  project  was  adopted  by  the  act  of  March 
3,  1899,  and  provided  for  dredging  out  the  shoal  and  cutting  off  the 
two  sharp  bends  by  means  of  dredging,  at  an  estimated  cost  of 
$13,000. 

There  has  been  expended  on  this  work,  to  the  close  of  the  &cal 
year,  the  total  sum  or  $12,675.47,  of  which  sum  $868.10  was  applied 
to  maintenance.  There  has  been  no  work  done  during  the  past 
year,  as  the  amount  available  was  not  sufficient  to  accomplish  any 
results. 

A  permit  was  granted  to  the  Columbia  Agricultural  Company, 
under  date  of  January  5,  1909,  to  dredge  across  a  bend  near  the 
mouth  for  the  purpose  of  diking  some  of  the  low  land.  This  work 
was  commencea  in  June. 

All  of  the  work  contemplated  under  the  present  project  was  com- 
pleted in  1902,  and  resulted  in  giving  a  aepth  oi  5  feet  over  the 
shoalest  places,  and  in  making  the  channel  shorter  by  4,050  feet 
and  easier  of  navigation.  Clatskanie,  a  small  town  3  miles  above 
its  mouth,  is  the  head  of  navigation,  and  at  the  close  of  the  fiscal 
year  about  3J  feet  could  be  carried  over  the  shoalest  part  of  the 
channel. 

The  whole  stretch  of  the  river  is  tidal,  with  a  variation  of  water 
level,  due  to  tides  only,  of  about  5  feet.  The  backwater  of  the 
Columbia,  during  freshet  time,  raises  the  river  to  a  maximum  height 
of  about  10  feet. 

The  stream  is  used  extensively  for  logging  purposes,  as  there  are 
fine  forests  of  fir,  hemlock,  spruce,  and  cedar  along  its  banks,  reaching 
to  the  headwaters. 

The  commerce  of  Clatskanie  River  consists  principally  of  sawmill 
products,  farm  and  dairy  products,  and  general  supplies.  During 
the  calendar  year  1908  this  commerce  amounted  to  46,382  tons, 
valued  at,  approximately,  $381,492. 

The  Astoria  and  Columbia  River  Railroad  crosses  the  valley 
about  IJ  miles  from  the  town  of  Clatskanie,  but  the  greater  portion 
of  the  business  is  done  by  boat,  because  of  the  cheaper  rates  for 
transportation.  The  commerce  is  handled  by  a  boat  making  three 
trips  per  week  between  the  towns  of  Clatskanie  and  Portland. 

Since  the  completion  of  the  improvement  shoaling  has  taken  place, 
and  the  amount  estimated  as  a  profitable  expenditure  is  for  the  pur- 
pose of  redredging  the  shoals  and  furnishing  better  facilities  for  the 
mcreased  commerce. 

The  total  amoynt  estimated  as  a  profitable  expenditure  should  be 
appropriated,  owing  to  the  fact  that  the  balance  remaining  of  the 
olQ  appropriation  ^324.53)  has  been  returned  to  the  surplus  fund, 
as  provided  by  section  10  of  the  act  of  March  4, 1909. 

For  further  information  regarding  this  improvement,  attention 
is  invited  to  the  Annual  Report  of  the  Chief  of  Engineers  for  1898, 
9001— BNO 1909 66 
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page  3049,  and  House  Document  No.  134,  Fiftieth  Congress,  first 
session. 

Comparative  staUment  of  traffic. 


Calendar  year. 

Tons. 

Estimated 
value. 

PaSMD- 

Scrs. 

1899           

68,120 
88,622 
61,967 
33.790 
25,766 
18,861 
16,406 
10,339 
22,925 
46  382 

Nuviber. 
5,210 
5,305 

1900 

1901   

2,136 

1902 

L180 

1903  

'"i444,'2i6* 
612,970 
216,630 
280,616 
381,492 

4M 

1904 

625 

1905 

1906 

1907 

603 

1908  

423 

July  1,  1908,  balance  unexpended $324.53 

Reverted  to  the  surplus  fund,  as  provided  by  section  10  of  act  of  March 
4,  1909 324.53 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement 500. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  V  5.) 

6.  Cowlitz  and  Lewis  rivers,  WasMngton. — (a)  Cowlitz  River. — 
The  Cowlitz  River  rises  in  the  Cascade  Range,  flows  in  a  southerly 
direction,  and  empties  into  the  Columbia  64  miles  above  its  mouth 
and  about  45  miles  below  Portland.  Prior  to  improvement  the  rul- 
ing depth  to  Toledo,  40  miles  above  the  mouth,  was  about  14  inches 
at  low  water,  and  the  channel  was  crooked  and  obstructed  by  sand 
bars,  snags,  and  drift. 

The  original  and  present  project  was  adopted  by  the  act  of  June 
14, 1880,  and  provided  for  the  removal  of  sand  bars  and  other  obstruc- 
tions to  a  point  about  50  miles  above  the  mouth,  at  a  cost  of  $5,000, 
and  an  annual  expenditure  thereafter  of  $2,000  for  maintenance. 

The  expenditures  to  the  close  of  the  fiscal  year  amounted  to 
$51,528.01,  of  which  $46,529.01  has  been  applied  to  maintenance. 

Operations  during  the  past  fiscal  year  consisted  in  clearing  the 
channel  of  some  troublesome  snags.  The  work  was  done  in  April,  by 
small  boat  and  crew,  by  blasting. 

The  project,  except  as  to  mamtenance,  has  been  completed.  The 
work  done  in  previous  years  has  resulted  in  furnishing  a  compara- 
tively easy  channel  for  Tboats  running  to  Portland.  Tne  maximum 
draft  that  can  be  carried  over  the  shoalest  places  at  the  close  of  the 
year  is  approximately  14  to  16  inches  at  low  water.  The  usual  varia- 
tions of  the  level  of  water  surfaces,  due  to  tide,  range  from  4  feet  at 
the  mouth  to  zero  9  miles  up  the  stream.  The  extreme  variation 
on  account  of  freshets  is  about  22  feet,  except  at  the  mouth,  where 
the  country  is  open,  allowing  the  water  to  spread  over  a  large  area, 
The  head  of  navigation  for  ught-draft  boats  on  the  higher  stages  is 
10  miles  above  Toledo,  or  about  50  miles  from  the  mouth.  Lar^e 
quantities  of  logs  are  annually  floated  down  the  river  from  the  head- 
waters,  for  a  distance  of  25  to  90  miles. 
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KelsO;  4^  miles  from  the  mouth,  and  having  a  population  of  about 
1,500  people,  is  the  principal  town  of  the  valley,  and  is  the  center  of 
a  large  lumber  and  sningle  industry.  Kelso  and  Castle  Bock,  another 
small  town  about  20  mues  from  the  mouth,  are  both  on  the  main  Une 
of  the  Northern  Pacific  Railway,  and  while  some  lumber  products 
are  shipped  by  rail,  the  farm  products  are  usually  handled  by  the 
river  boats  and  marketed  at  Portland.  The  river  is  therefore  a  great 
factor  in  regulating  freight  rates  from  these  points  to  competing 
points  on  the  river.  The  traffic  consists  of  lumber  and  farm  products 
and  general  merchandise,  of  which  53,309  tons  were  handlea  during 
the  calendar  year  1908,  valued  at  $1,934,982. 

The  amount  estimated  as  a  profitable  expenditure  is  required  to 
maintain  the  channel  and  remove  the  obstructions  which  are  brought 
down  the  stream  during  freshet  periods.  Annual  work  is  necessary 
to  make  the  improvement  availaole. 

References  to  former  reports  will  be  found  on  page  689  of  the 
Annual  Report  for  1905.  Report  of  survey  made  in  October,  1908, 
with  estimate  of  cost  of  inaprovement,  from  the  mouth  to  Castle 
Rock,  is  printed  in  House  Document  No.  1167,  Sixtieth  Congress, 
second  session. 

Comparative  statement  of  traffic. 


Calendar  year. 

Tons. 

Estimated 
value. 

Passen- 
gers. 

1899 

26,511 
17,279 
14,211 
15,932 
41,515 
26,120 
46,646 
56,109 
66,424 
63,300 

Number. 

1900 

1901 

1902 

1903 

1904 

SI,  069, 020 
1,494,260 
2,065.460 
3,390,000 
1,934,962 

6  875 

1905 

6^000 

1,117 

769 

1906 

1907 

1908 

This  statement  does  not  include  187,734,187  feet  b.  m.  (375,468  tons)  of  loss  sent  down  this  stream  In 
1908,  having  an  estimated  value  of  $1,126,404. 

July  1, 1908,  balance  unexpended 11,421.67 

June  30,  1909,  amount  expended  during  fisod  year,  for  maintenance  of 
improvement 299. 68 


July  1, 1909,  balance  unexpended 1,121.99 

Amount  that  can  be  profitably  expended  in  fiscfd  year  ending  June  30, 
1911.  for  maintenance  of  improvement,  exduaive  of  the  balance  unex- 
pended July  1,  1909 (a) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(Jb)  Letois  Rwer. — The  Lewis  River  rises  in  the  Cascade  Range, 
flows  in  a  westerly  direction,  and  empties  into  the  Columbia  River 
about  14  miles  below  the  mouth  of  the  Willamette  and  25  miles 
below  Portland.  At  a  distance  about  3J  miles  from  its  mouth  the 
river  separates  into  two  branches,  known  as  the  North  Fork  and  the 
East  Fork,  of  which  the  North  Fork  is  the  larger  stream.  The  lower 
reaches  are  affected  by  the  tides  and  also  by  back  water  from  the 

•  See  consolidated  money  statement  <m  page  869. 
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Columbia.  Originally  the  channels  were  obstructed  by  snags,  over- 
hanging trees,  and  occasional  shoals,  but  were  navigaole  for  small, 
light-draft  boats  at  proper  stages  to  La  Center  on  the  East  Fork  and 
Woodland  on  the  North  Fork. 

The  original  project  was  adopted  in  1897  (see  Annual  Report  of  the 
Chief  of  Engineers  for  1897,  p.  3473).  It  provided  for  the  removal 
of  snags  and  obstructions,  dike  construction  and  dredging,  with  a 
view  to  securing  a  depth  of  6  feet  in  the  main  river  and  4  feet  on  the 
East  Fork  to  La  Center.     The  estimated  cost  was  $20,460. 

The  present  project  is  the  same  as  the  original  one,  except  that  the 
improvement  of  the  North  Fork  was  included  in  the  river  and  harbor 
act  of  June  13,  1902,  for  which  no  estimate  of  cost  has  been  made. 

There  has  been  expended  on  the  original  and  modified  project  to 
the  close  of  the  fiscal  year  the  sum  of  $21,114.62. 

Operations  during  the  year  were  confined  to  snagging  and  clearing 
overnanging  trees  from  the  banks.  The  work  was  done  in  January, 
and  a  total  of  132  snags  were  removed  from  the  channel  and  169 
trees  cut  from  the  banks.  This  work  was  done  by  theU.S.snagboat 
MatJiloma  after  completion  of  operations  on  the  upper  Willamette 
River. 

The  work  done  in  previous  years  has  resulted  in  a  good  channel  for 
boats  plying  between  Portland  and  Lewis  River  points.  The  maxi- 
mum araft  that  caii  be  carried  at  normal  stages  to  the  forks  is  about 
4  feet,  and  on  the  two  forks  to  the  head  of  navigation  about  1  foot. 

The  head  of  navigation  on  the  North  Fork  has  heretofore  been  con- 
sidered at  Woodland,  but  at  the  present  time  a  small  boat  is  making 
three  regular  trips  per  week  to  Runyon,  about  23  miles  above  Wood- 
land. 

The  variation  of  the  water  surfaces,  due  to  tides,  is  from  2  feet  at 
the  mouth  to  1^  feet  at  La  Center,  while  at  Woodland  the  tide  has 
no  effect.  The  winter  freshets  vary  from  15  to  20  feet  in  height, 
except  near  the  mouth,  where  the  water  spreads  out  over  a  large  area, 
and  the  conditions  are  such  that  regular  boats  from  Portland  reach 
La  Center  during  about  three  months  of  each  year  and  Woodland 
about  nine  months.  Logs  are  floated  down  this  stream  for  a  distance 
of  20  to  45  miles  above  tne  mouth. 

The  Northern  Pacific  Railway,  between  Portland  and  Puget 
Sound,  crosses  the  river  at  Woodland,  but  the  river  carries  tne 
greater  part  of  the  commerce  from  the  valley,  owing  to  the  cheaper 
rates  of  transportation  and  the  better  facilities  for  handling  traflBc  by 
water.  The  commerce  consists  principally  of  lumber,  farm  products, 
and  general  supplies,  and  during  the  calendar  year  1908  amounted 
to  17,771  tons,  valued  at  approximately  $1,112,840.  This  does  not 
include  large  quantities  of  logs  floated  down  the  stream. 

The  amount  estimated  as  a  profitable  expenditure  is  required  for 
dredging  and  snagging.  A  large  amoimt  of  sediment  and  numerous 
snags  are  brought  down  by  the  freshets,  which  necessitates  addi- 
tional work  each  year  to  maintain  the  channel  and  make  it  available 
for  boats  of  light  draft. 

References  to  former  reports  are  given  on  page  690  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1905. 
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Calendar  year. 

Tons. 

Estimated 
value. 

Passen- 
gers. 

1899 

6,549 
12,638 
17.277 
13,831 
29,033 
27,245 
26. 5W 
19,024 
20,140 
17,771 

Nun^er. 
12,351 
14,129 

1^00     

1901 

15,632 

1902  

13,098 
13.058 

1903 

1904   

1834.492 
1,0*57.733 
91K),  120 
1, 179. 117 
1,112,840 

12,885 

1905 

29,026 
16,614 

1906 

1907 

13,869 

1908 

13,880 

This  statement  does  not  include  49,451,021  feet  b.  m.  (98,902  tons)  of  logs  sent  down  this  stream  in  1908, 
having  an  estimated  value  of  $296,706. 

July  1,  1908,  balance  unexpended $3,290.42 

June  30,  1909,  amount  expended  during  fiecal  year,  for  maintenance  of 
improvement 1, 555. 04 

July  1,  1909,  balance  unexpended 1, 735. 38 


Amount  that  can  be  profitably  expended  in  fiscal  year  ending:  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 (o) 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

CONSOLIDATED. 

July  1, 1908,  balance  unexpended $4, 712.  09 

June  30,  1909,  amount  expended  during  fiscal   year,  for  maintenance  of 
improvement 1, 854.  72 

July  1,  1909,  balance  unexpended 2,857.37 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 7, 500. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  V  6.) 

7.  Oroya  River,  Washington. — Grays  River  is  a  tributary  of  the 
Columbia  River,  emptying  into  Grays  Bay,  nearly  opposite  the  town 
of  Astoria,  Oreg.  It  rises  in  the  Coast  Range  and  flows  through 
dense  forests  imtil  it  reaches  the  lowlands  bordering  on  the  Columbia 
River.  It  has  been  navigated  for  years  with  difficulty,  owing 
principally  to  numerous  snags  and  logs  and  overhanging  trees. 

The  original  and  present  project  was  adopted  by  the  act  of  March 
2.  1907,  which  appropriated  $2,500  for  the  purpose  of  removing  the 
obstructions  from  the  channel  and  cutting  the  overhanging  trees 
from  the  banks.  The  project  for  tliis  work  was  based  on  a  report 
of  the  Board  of  Engineers  for  Rivers  and  Harbors,  dated  October  13, 
1906,  by  which  it  was  proposed  to  carry  the  improvement  to  the 
head  of  navigation. 

a  See  consolidated  money  statement  on  this  page. 
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The  total  amoimt  expended  on  this  work  to  the  close  of  the  last 
fiscal  year  was  $2,129.47. 

Operations  during  the  year  were  carried  on  from  September  1  to  25, 
1908,  with  a  small  snagging  crew  using  a  gasoline  laimch.  A  total 
of  195  troublesome  snags  were  removed  by  the  use  of  powder,  of 
which  approximately  600  poimds  were  used.  Scraping  of  the  bars 
between  the  mouth  and  the  town  of  Grays  River  was  also  carried  on 
bv  means  of  a  hoisting  engine,  from  May  18  to  June  9,  and  at  the 
close  of  the  fiscal  year  there  was  a  good,  clear,  and  open  channel  to 
the  head  of  navigation. 

It  may  be  stated  that  all  of  the  work  contemplated  under  the  project 
has  been  completed,  and  has  resulted  in  furnishing  a  safe  ana  easier 
channel  for  small  boats  navigating  the  stream.  The  maximum  draft 
that  can  be  carried  to  Grays  River,  a  small  town  8  miles  above  the 
mouth,  is  about  3  feet  at  low  water. 

The  variation  of  water  surfaces,  due  to  tides,  is  from  5  to  8  feet. 

This  stream  is  used  extensively  for  logging  purposes,  logs  being 
floated  from  the  headwaters,  a  distance  of  about  10  miles. 

The  commerce  of  this  stream  consists  principally  of  logs  towed  from 
the  lower  portion  of  the  stream  to  the  mills  along  the  Columbia,  and 
some  farm  products  and  supplies  handled  by  a  small  boat  plying 
from  Astoria.  Statistics,  other  than  938,000  feet  of  logs  towed,  are 
not  available. 

The  river  is  the  only  means  of  transportation,  and  aside  from  fur- 
nishing easier  navigation  for  the  Ughtdraft  boats  using  the  channel, 
it  is  not  believed  the  improvement  will  have  any  tendency  to  reduce 
the  present  rates  of  transportation. 

Tne  winter  freshets  usually  bring  down  sna^  and  logs,  apd  the 
available  balance,  together  with  the  amount  estimated  as  a  profitable 
expenditure,  will  be  applied  to  the  purpose  of  removing  them,  as  may 
be  necessary. 

July  1, 1908,  balance  unexpended 11,386.70 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 1, 016. 17 

July  1, 1909,  balance  unexpended 370.63 

July  1,  1909,  outstanding  liabilities 260.15 

July  1, 1909,  balance  available 110. 38 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  baUmce  unex- 
pended July  1,  1909 600. 00 

Suomitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  V  V  7.) 

8.  Gauging  waters  of  Columbia  River,  Oregon, — The  object  of  this 
gauging  is  to  obtain  data  for  use  in  connection  with  the  improvement 
of  tne  river  and  to  supply  information  to  persons  interested  in  its 
navigation. 

The  self -registering  gauge  was  established  at  Astoria  in  November, 
1888,  where  it  was  kept  m  operation  up  to  August,  1899,  and  then 
moved  to  Fort  Stevens,  where  it  could  De  more  economically  main- 
tained. A  river  gauge  was  also  established  at  the  mouth  of  the 
Willamette  River  and  daily  records  of  the  readings  kept.    Li  view  of 
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the  benefit  to  commerce,  the  maintenance  of  these  gauges  is  con- 
sidered a  worthy  object. 

The  amount  expended  on  this  work,  principally  for  gauge  readers, 
up  to  June  30,  1909,  was  $8,649.94. 

July  1,  1908,  balance  unexpended |1, 470. 06 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement  .• 120. 00 

July  1, 1909,  balance  unexpended 1, 360. 06 

July  1, 1909,  outstanding  liabilities 10. 00 

July  1, 1909,  balance  available 1, 340. 06 

'Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 1, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897. 

(See  Appendix  V  V  8.) 

EXAMINATION  AND   SURVEY   MADE    IN   CX)MPLIANCE   WrTH  RIVER    AND 
HARBOR  ACT  APPROVED  MARCH   2,    1907. 

Reports  dated  January  11,  1908,  and  October  8,  1908,  on  prelimi- 
nary examination  and  survey,  respectively,  of  Oorvlitz  River j  Wdsh- 
ington,  up  to  CasUerocJc,  required  by  the  river  and  harbor  act  of  March 
2,  1907,  were  duly  submitted  by  the  district  officer.  They  were  re- 
viewed by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  were  transmitted  to  Congress  and  printed  in  House  Docu- 
ment No.  1167,  Sixtieth  Congress,  second  session.  A  plan  for  im- 
provement at  an  estimated  cost  of  $22,000  is  presented. 

IMPROVEMENT  OF  RIVERS  AND  HARBORS  IN  THE  SEATTLE,  WASH- 
INGTON, DISTRICT. 

This  district  was  in  the  charge  of  Lieut.  Col.  H.  M.  Chittenden, 
Corps  of  Engineers,  to  September  5,  1908,  and  of  Maj.  C.  W.  Kutz, 
Corps  of  Engmeers,  since  that  date,  having  under  his  immediate  orders 
First  Lieut.  J.  H.  Earle  since  February  1,  1909.  Division  engineers, 
Lieut.  Col.  S.  W.  Roessler,  Corps  of  Engineers,  to  July  11,  1908,  and 
Lieut.  Col.  John  Biddle,  Corps  of  Engineers,  temporarily,  since  that 
date. 

LWiUapa  River  and  Harbor,  Washington, — ^Willapa  Harbor  con- 
nects with  the  Pacific  Ocean  in  the  extreme  southwestern  part  of  the 
State  of  Washington.  Willapa  River  flows  into  the  bay  at  its  eastern 
extremity,  about  10  miles  from  the  sea  entrance  to  the  harbor. 

South  "bend,  near  the  mouth  of  the  river,  the  terminus  of  a  branch 
line  of  the  Northern  Pacific,  and  Raymond,  about  3  miles  above  South 
Bend,  are  the  principal  towns  in  that  locality.  Willapa  is  a  small 
town  10  miles  above  South  Bend.  North  River  is  a  stream  flowing 
into  the  bay  from  the  north,  and  Nasel  River  is  an  arm  making  on 
from  the  southeast  part  of  the  bay  prooer. 

Originally  shoals  existed  in  the  river  oelow  Willapa,  and  there  was 
a  log  jam  in  North  River. 

The  original  project  adopted  by  act  of  July  13,  1892,  contemplated 
dredging  100  feet  wide  to  a  deptn  of  8  feet  at  low  water  through  the 


Digitized  by  VjOOQ IC 


872 


REPORT  OP  THE  OHIEP  OP  ENGINEERS,  U.  S.  ARMY. 


reef  just  below  Willapa  and  the  closing  of  side  sloughs  near  South  Bend 
by  means  of  dikes,  with  the  object  of  increasing  channel  depths  by 
scour.  This  project  was  modified  by  act  of  March  2.  1907,  which  pro- 
vided for  dredging  a  channel  150  feet  wide  and  12  leet  deep  at  mean 
lower  low  water  through  the  shoals  between  South  Bend  and  Ray- 
mond at  an  estimated  cost  of  $25,000. 

Under  acts  of  August  18,  1894,  and  March  3,  1899,  removal  of  the 
log  jam  in  North  River  was  authorized. 

Tne  amount  expended  on  original  and  existing  project  to  close  of 
fiscal  year  ending  June  30,  1909,  was  $61,008.70,  of  which  $4,210.26 
was  applied  to  the  maintenance  of  dikes  and  for  inspection  of  obstruc- 
tions to  navigation. 

The  dredging  work  authorized  by  act  of  March  2,  1907,  was  com- 
menced November  15,  1907,  and  completed  February  29,  1908.  The 
work  was  done  by  contract. 

The  expenditures  during  the  past  fiscal  year  were  in  connection 
with  the  estabhshment  of  harbor  lines  and  for  inspections. 

The  appropriation  recommended  will  be  applied  to  maintenance  of 
existing  cnannels  and  dikes. 

The  best  channel  depth  at  mean  lower  low  water  is  now  about  16 
feet  to  South  Bend,  12  feet  to  Raymond,  and  about  6  feet  to  Willapa. 

The  extreme  variation  of  water  levels  is  14  feet,  and  the  mean 
variation  is  9  feet. 

The  North  and  Nasel  rivers  are  navigable  only  for  small  boats  of 
light  draft  for  a  corAparatively  short  (Bstance  above  their  mouths, 
and  this  distance  is  extremely  variable  with  the  tides.  The  principal 
business  on  these  rivers  is  the  rafting  and  floating  of  logs.  The  log 
and  lumber  business  on  Willapa  Bay  and  tributary  streams  is  by  far 
the  most  important  part  of  the  water  traffic. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Valae. 

1898 

32,399 
61,160 
42,090 
39,638 
61,999 
74,476 

1374,050 
756,682 
266,080 
229,686 
402,060 
446,800 

1904 

73,808 
76,713 
116,717 
183,801 
214,812 

$389,377 

1899     

1906 

466,213 

1900 

1906 

1,220  434 
1,847,810 

1901 

1907 

1902 

1906 

2,347,263 

1903 

The  direct  effect  on  freight  rates  of  the  work  done  is  not  known 
definitely. 

Reference  to  reports,  etc.,  may  be  found  in  the  Ajmual  Report  of 
the  Chief  of  Engineers  for  1907,  page  781. 

July  1,  1908,  balance  unexpended |51L  86 

Received  from  sales L  00 


June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improvement 


512.86 
170.06 


July  1,  1909,  balance  unexpended 342.  80 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 1911. 
for  maintenance  oi  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 5,000.00 

Submitted  in  compliance  with  reqmrements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  W  1.) 
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S.  Grays  Harbor  and  bar  entrance,  Washington, — Grays  Harbor  is  a 
large  bay  in  the  southwestern  part  of  the  State  of  Washington  con- 
necting with  the  Pacific  Ocean.  It  has  a  total  length  from  east  to 
west  or  17  miles,  and  its  greatest  breadth  north  and  south  is  14  miles. 

A  large  part  of  the  bay  is  occupied  by  tide  flats,  bare  at  low  water. 
At  low  tide  the  area  covered  bv  water  is  estimated  at  30.6  square 
miles,  or  less  than  one-third  of  the  total  area. 

A  short  distance  within  the  harbor  entrance  are  large  areas  afford- 
ing anchorage  for  deep-draft  vessels. 

The  harbor  entrance  is  between  two  low  sandy  peninsulas,  which 
are  about  12.500  feet  apart,  measured  between  high-tide  lines. 

Through  tnis  entrance  tl\ere  is  a  channel  having  a  maximum  depth 
of  100  feet  or  more.  A  single  broad  waterway  extends  for  more  than 
2  miles  out  to  sea  from  the  entrance,  with  depths  gradually  diminish- 
ing to  30  feet.  At  the  outer  end  of  this  deep  waterway  Ues  a  bar 
convex  to  the  sea  and  extending  each  way  to  the  sand  spits  on  the 
two  sides  of  the  harbor  throat. 

Across  the  bar  there  was  originally  no  good  permanent  channel, 
but  there  were  several  variable,  shifting  channels  having  depths  of 
about  12  or  13  feet.  The  general  average  width  of  the  bar  between 
the  inner  and  outer  18-foot  curves  was  one-half  mile. 

The  original  project,  adopted  by  Congress  June  3,  1896,  provided 
for  the  control  of  tidal  currents  by  means  of  a  single  jetty  extending 
out  to  sea  from  the  point  on  the  south  side  of  the  harbor  throat  a 
distance  of  about  3i  miles,  with  a  view  to  improving  and  maintaining 
the  channel  over  the  bar  by  scour.  The  jetty  was  to  be  of  rubble- 
stone,  built  above  high-tide  level.  This  project  contemplated  a 
depth  of  24  feet  at  mean  low  water. 

The  estimated  cost  was  $1,000,000.  The  act  making  the  first 
appropriation  for  this  work  authorized  the  making  of  a  continuing 
contract  or  contracts.  In  accordance  with  this  autnority  a  contract 
for  the  entire  work  was  entered  into  after  due  advertisement.  Work 
under  this  contract  was  commenced  in  March,  1898,  and  terminated 
September  15,  1902.  The  jettv  was  constructed  for  a  distance  of 
13,734  feet  from  the  ocean  high-water  line.  No  construction  work 
on  the  south  jetty  has  been  done  since. 

The  project  was  enlarged  by  the  river  and  harbor  act  of  March  2, 
1907,  which  provided  for  the  construction  of  a  jetty  on  the  north  side 
of  the  harbor  throat,  extending  out  to  sea  about  9,000  feet  from  the 
ocean  high-water  line,  at  an  estimated  cost  of  $600,000.  The  act  ap- 
propriated $200,000  and  authorized  continuing  contracts  for  com- 
pleting the  project  in  the  additional  sum  of  $400,000,  which  amount 
nas  been  appropriated. 

The  amount  expended  to  June  30, 1909,  was  $1,343,075.28,  of  which 
$7^35.72  was  for  maintenance  and  surveys. 

The  work  on  the  north  jetty  has  been  in  progress  since  October  1, 
1907.  The  necessary  land  for  approach  ana  operating  plant  was  do- 
nated to  the  United  States  by  local  interests.  The  trestle  approach 
to  the  jetty  and  the  wharf  and  other  features  of  tlie  shore  works  were 
built  imder  contract,  the  work  commencing  on  October  24,  1907,  and 
being  completed  March  31,  1908.  A  contract  has  been  made  for  the 
stone  for  the  jetty,  the  other  material  being  furnished  \mder  emergency 
contracts  or  piurchase  in  open  market. 
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During  the  fiscal  year  7,376  linear  feet  of  trestle  were  constracted, 
and  at  the  close  of  the  fiscal  year  the  trestle  had  been  built  to  its  pro- 
jected lengthj  10,000  feet  from  the  ocean  high-water  line.  The  mat- 
tress foundation  was  placed  the  entire  length  of  the  trestle  and  67,467 
tons  of  stone  were  placed  during  the  year.  The  enrockment  for  a  dis- 
tance of  about  5,000  feet  from  the  high-water  line  is  6^  feet  above  the 
plane  of  mean  lower  low  water,  and  for  the  outer  5,000  fee't  of  the 
jetty  the  enrockment  varies  from  6^  feet  above  to  10  feet  below  that 
plane. 

A  survey  of  the  bar  was  made  during  May,  1909,  and  the  controlling 
depth  was  foimd  to  be  19  feet  at  mean  lower  low  water. 

The  original  project  for  the  improvement  of  the  entrance  to  Grays 
Harbor  contemplated  securing  and  maintaining  a  depth  of  24  feet  at 
mean  lower  low  water.  The  modified  and  existmg  project  was  adopt- 
ed to  assist  in  securing  the  depth  contemplated  by  tne  origjinal  project 
and  to  correct  serious  detenoration  of  the  channel,  wmch  had  oc- 
curred. The  fimds  appropriated  for  the  construction  of  the  north 
jetty  will  be  sufficient  to  complete  it  to  the  extent  contemplated  by 
the  modified  project,  but  to  secure  the  proposed  depth  of  24  feet  it 
will  probably  be  necessary  to  extend  the  north  jetty  approximately 
4,000  feet  and  raise  the  enrockment  to  the  plane  of  hign  water. 

Reference  is  made  to  the  report  of  a  Board  of  Engineers  published 
in  House  Document  No.  576,  Fifty-eighth  Congress,  second  session. 

The  work  of  maintenance  consisted  only  in  care  of  the  property. 

The  maximmn  draft  that  could  be  carried  Jime  30,  1909,  at  mean 
lower  low  water  over  the  shoalest  part  of  the  channel  was  19  feet. 

The  extreme  variation  of  water  levels  in  the  outer  portion  of  the 
harbor  is  16.5  feet,  while  the  mean  variation  is  8.4  feet. 

So  far  as  known  the  improvement  has  not  caused  any  reduction  in 
fre^ht  rates. 

Tfiie  commerce  benefited  by  the  work  consists  at  present  principally 
of  exportation  of  lumber,  carried  in  sail  and  steam  vessels.  This  is  a 
large  and  important  business. 

ExpoTtM  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1898 

168,468 
265,918 
259,682 
299,607 
627,047 
458,268 

tl,  252, 080 
1,979,906 
2,077,037 
1,877,800 
3,601,163 
4,073,333 

1904 

405,496 

$4,900,784 
6,682,166 
7,735,d54 

1899 

1905 

570.750 

1900 

1906 614,854 

1907 !    747,726 

1908 827,154 

1901 

8,  sea,  667 
7,421,311 

1902 

1903 

July  1,  1908,  balance  unexpended $430,92L61 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 100, 000. 00 

Received  from  sales 3.76 


530,925.36 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment   243,993.29 

July  1,  1909,  balance  unexpended 286,932.07 

July  1,  1909,  outstanding  Labilities 3,  ?93. 56 

July  1,  1909,  balance  available 283,638.61 

July  1,  1909,  amount  covered  by  uncompleted  contracts 266, 303. 73 

(See  Appendix  W  W  2.) 
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5.  Grays  Harbor  {inner  portion)  between  Aberdeen  and  the  enhance 
to  said  harbor,  and  Ohehalis  Ri/ver,  Washington. — There  are  two  main 
channels  traversing  the  inner  or  eastern  part  of  Grays  Harbor  from 
east  to  west — the  North  and  South  channels.  There  was  also  for- 
merly a  Middle  channel  connecting  the  North  and  South  channels. 
TTie  South  channel  is  shoal  and  is  out  little  used.  The  North  chan- 
nel is  used  by  all  ocean-going  vessels  entering  the  harbor.  There  are 
two  shoals  in  the  North  channel,  one  about  2i  miles  below  Hoquiam 
and  one  between  Hoquiam  and  Aberdeen.  The  ruling  depth  over 
these  shoals  was  originally  8  feet  at  mean  low  water.  The  channel 
widths  were  ample. 

The  Chehalis  River  is  in  the  southwestern  part  of  Washington.  It 
has  a  westerly  coiirse  and  empties  into  Grays  Harbor  Bay  at  its 
eastern  extremity. 

From  the  mouth  to  Montesano,  15  miles,  there  is  about  10  feet  of 
water  at  hi^h  tide.  From  Montesano  to  Elma,  16  miles,  there  is 
generally  suSicient  water  for  light-draft  boats.  There  is  practically 
no  navigation  above  Elma  and  no  regular  boats  go  above  Montesano. 
The  river  is  used  extensively  for  floating  saw  logs. 

The  original  project  for  the  inner  harbor,  adopted  by  Congress 
July  13,  1892.  provided  for  the  construction  of  piles,  brush,  and  stone 
dikes  to  partly  close  up  the, South  and  Middle  channels  and  concen- 
trate the  flow  of  water  in  the  North  channel,  therebv  increasing  the 
depth  of  water  by  scour.  The  shoals  above  and  below  Hoquiam 
were  to  be  dredged  to  a  depth  of  16  feet  at  half  tide. 

The  amount  expended  prior  to  operations  under  existing  project 
was  $93,999.06. 

The  original  project  for  Chehalis  River,  adopted  by  Congress 
August  2, 1882,  contemplated  the  removal  of  snags  and  other  obstruc- 
tions which  may  accumulate  in  the  portion  of  the  river  regularly 
used  by  boats.     The  estimated  cost  is  mdefinite. 

The  existing  project  adopted  by  the  river  and  harbor  act  of  March 
2, 1907,  provides  for  a  channel  200  feet  wide  and  18  feet  deep  at  mean 
lower  low  water  from  Cosmopolis  to  deep  water  below  Hoquiam,  and 
removing  sna^  from  the  Cnehalis  River,  at  an  estimated  cost  of 
$187,500.  This  plan  is  printed  in  House  Document  No.  507,  Fifty- 
ninth  Congress,  nrst  session. 

Report  on  examination  and  survey  of  the  Chehalis  River,  made  in 
compliance  with  the  river  and  harbor  act  of  March  2,  1907,  was 
published  in  House  Document  No.  1125,  Sixtieth  Congress,  second 
session. 

To  June  30. 1909,  $252,864.77  had  been  expended  imder  the  above 
project  for  Grays  Harbor,  inner  portion,  of  which  $20,440.38  was 
applied  to  maintenance  of  dikes  and  for  surveys. 

Tw  o  middle  dikes  and  a  protecting  sill,  with  an  aggregate  length  of 
13,986  feet,  had  been  constructed  in  the  inner  harbor,  and  six  high- 
tide  dikes,  with  an  aggregate  length  of  1,476  feet,  had  been  con-- 
structed  in  the  Chehalis  River.  The  depth  of  water  over  the  shoals 
in  the  inner  harbor  was  increased  about  2  feet  and  over  the  shoals 
in  the  Chehalis  River  from  2^  to  7  feet,  but  these  depths  were  not 
permanent. 

The  dredging  work  under  the  existing  project  was  done  by  con- 
tract. It  was  commenced  December  16,  1907,  and  the  total  quantity 
of  material   removed   was   1,200,000   cubic   yards.    The   quantity 
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removed   during   the  fiscal   year  was   300,000   cubic  yards.     The 
contract  was  completed  on  August  24,  1908. 

The  project  was  partially  completed  with  the  funds  available,  but 
the  channel  securea  is  not  of  the  full  width  contemplated  by  the  act 
of  March  2,  1907.  It  is  expected  to  obtain  the  full  project  width 
by  operating  the  new  dredge  Oregon  with  funds  provided  by  the 
river  and  harbor  act  approved  March  3,  1909. 

The  maximum  draft  that  could  be  carried  June  30,  1909,  over  the 
shoals  below  Aberdeen  at  mean  lower  low  water  Y^as  about  18  feet. 

The  maximum  draft  that  could  be  carried  J\me  30,  1907,  at  mean 
low  water  at  Montesano  was  about  5i  feet. 

The  tidal  variation  is  SJ  feet  in  the  inner  harbor  and  7  feet  in  the 
Chehalis  River. 

The  commerce  benefited  by  this  improvement  consists  very  largely 
of  floating  and  towing  logs  and  carrying  lumber  in  sailing  vessels  and 
steam  schooners. 

The  appropriation  recommended  will  be  applied  to  maintenance  of 
existing  worts. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1898 

2.730 
2,2;i2 
4,376 
5,706 
3,629 
4,972 

1293,610 
352,316 
132, 157 
200,264 
167,532 
139,150 

1904 

6,637 
17,196 
11,567 

9,414 
38,004 

1248,825 

1809 

1905 

650,428 

1900 

1906 

773,574 

1901 

1907 

687,703 

1902 

1908 

596,718 

1903 

No  definite  information  of  reduction  of  freight  rates  on  account  of 
the  improvement  has  been  received. 

Reference  to  reports,  projects,  etc.,  may  be  found  on  page  785  of 
the  Annual  Report  of  the  Cnief  of  Engineers  for  1907. 

July  1, 1908,  balance  unexpended $92,404.73 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 25,000.00 

Received  from  sales 27. 00 


117, 43L  73 
June  30, 1909,  amoimt  expended  during  fiscal  year,  for  works  of  improve- 
ment      88,268.56 


July  1,  1909,  balance  unexpended 29,163.17 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  bahmce  unex- 
pended July  1,  1909 16,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  W  W  3.) 

4.  Puget  sound  and  its  tributary  waters,  Washington. — ^Most  of  the 
channels  of  Puget  Sound  proper  have  ample  depths  for  purposes  of 
navigation,  but  the  extensive  lumber  and  fishing  industries  m  these 
waters  render  it  very  important  to  maintain  a  general  supervision 
over  the  navigable  channels,  to  regulate  the  construction  of  fish 
traps,  log  booms,  and  other  structures  incident  to  these  important 
indiistries,  and  to  .prevent  obstructions  which  are  detrimental  to 
general  navigation.     A  number  of  streams  and  rivers  tributary  to 
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Puget  Sound  are  of  great  value  to  boat  navigation,  but  they  are  all 
liable  to  be  obstructed  by  the  debris  generally  found  in  streams 
flowing  through  a  heavily  wooded  country. 

All  these  streams  are  used  to  a  greater  or  less  extent  for  floating 
logs  and  shingle  bolts,  and  the  towing  of  log  rafts  and  timber  pro- 
ducts constitutes  the  main  part  of  the  commerce.  The  distance 
upstream  to  which  boats  run  is  extremely  variable,  depending  on 
the  stage  of  water  and  tide.  Steamboat  navigation  on  the  Skagit 
extends  as  far  up  as  the  mouth  of  the  Sauk,  but  boats  do  not  often 
ascend  above  Hamilton  or  Birdsview.  No  survey  has  been  author- 
ized by  Congress  above  Sedro  WooUey,  25  miles  above  the  mouth  of 
the  river.  On  the  Stilaguamish  boats  do  not  ^o  above  Florence,  6 
miles  from  the  mouth.  The  Snohomish  is  navigable  for  river  boats 
to  the  Forks^  22  miles,  and  the  lower  portion  of  one  of  its  tributaries, 
the  Skykomish,  is  navigable  at  high  stages.  The  Snoqualmie  River 
is  navigable  at  a  low-water  stage  for  a  distance  of  30  miles  from  the 
Forks,  and  at  high  stages  for  an  additional  distance  of  20  miles. 
On  the  Duwamish  small  boats  go  as  far  the  junction  of  the  White 
and  Black  rivers,  about  16  miles  from  the  mouth.  Under  favorable 
conditions  they  can  go  several  miles  up  the  White,  and  occasionally 
boats  pass  up  the  Black  into  Lake  Washington.  On  all  these  streams 
the  distances  to  which  steamboat  navigation  actually  extends  are 
generally  less,  and  the  distances  over  wnich  towing  and  floating  of 
logs  extend  are  greater  than  the  distances  above  named.  None  of 
these  streams  is  closed  in  winter  hj  ice.  All  are  affected  by  the 
tidal  variation  in  Puget  Sound,  which  is  large  and  extremely  irregular. 

The  work  of  improvement  consists  in  the  maintenance  of  the  navi- 
gable channels  by  snagging  and  removing  obstructions. 

Formerly  worRs  of  improvement  were  carried  on  under  specific 
appropriations,  but  since  the  act  of  June  13,  1902,  appropnations 
have  been  made  in  the  present  general  and  comprehensive  form, 
except  in  cases  of  large  local  works.  This  method  operates  greatly 
to  the  advantage  and  economy  of  the  work. 

The  amount  expended  to  June  30,  1909,  was,  $337,387.60. 

The  act  of  March  2,  1907,  provided  for  the  removal  of  the  rock  in 
the  entrance  to  Roche  Harbor  at  a  cost  not  to  exceed  $30,000.  The 
work  was  begun  October  1,  1907,  under  contract,  and  completed 
April  17,  1908. 

The  water  traflBc  on  Puget  Sound  and  its  tributary  waters  is  very 
large  and  rapidly  growing.  It  includes  vessels  of  about  every  type 
and  size  in  use  throughout  the  world,  but  it  is  quite  impracticable  to 
give  in  the  form  of  concise  statistics  a  condensed  statement  of  the 
amount  and  value  of  the  commerce  more  or  less  directly  benefited* 
by  work  under  this  appropriation.  Statistics  have  been  compiled 
only  for  the  tributary  streams  on  which  the  snag  boat  has  mostly 
worked. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1898 

12,676 
13.500 
35,066 
30,156 
61,794 
94,274 

9539,406 
677,586 
1,324,926 
1,499,420 
2,324,960 
3,193,468 

1904 

92,465 
86,412 
167.197 
124,336 
44,922 

$1,790,823 

1899 

1905 

1,817,048 

1900 

1906. 

1,898,067 
8,011,146 
1,660,930 

1901 

1907 

1902 

1908 

1908 
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No  definite  information  relative  to  efTect  of  the  work  on  freight 
rates  is  available,  but  the  increasing  number  of  vessels  engaged  indi- 
cates greater  competition. 

Reports  of  examinations  and  surveys  of  the  rivers  of  Puget  Sound 
are  referred  to  in  Annual  Report  of  the  Chief  of  Engineers  for  1904, 
page  692. 

Reports  on  examinations  and  surveys  of  the  Skagit  and  Snohomish 
rivers  under  the  river  and  harbor  act  of  March  2,  1907,  were  published 
in  House  Documents  Nos.  1188  and  1108,  Sixtieth  Congress,  second 
session. 

Reference  to  reports  on  the  examination  and  survey  of  the  Duwa- 
mish  River  authorized  by  the  river  and  harbor  act  of  March  3,  1905, 
will  be  f  oimd  on  page  78*7  of  the  Annual  Report  of  the  Chief  of  Engi- 
neers for  1906. 

During  the  past  year  the  snag  boat  operated  extensively  in  all  parts 
of  the  Soimd,  doing  a  large  amoimt  of  work. 

The  snag  boat  is  no  longer  capable  of  serving  the  needs  of  the  dis- 
trict. It  was  built  in  1882,  the  hull  renewed  m  1896,  and  it  is  now 
in  a  condition  that  practically  requires  another  renewal.  It  is  not 
suflBciently  seaworthy  to  be  safe  m  ordinary  rou^h  weather  in  the 
Soimd.  A  new  plant  is  required,  and  it  is  proposed  to  provide  a  com- 
bined snag  boat  and  small  suction  dredge  to  do  such  work  as  is  not  of 
sufficient  magnitude  to  be  imdertaken  by  contract. 

There  is  a  considerable  amoimt  of  miscellaneous  work  in  the  dis- 
trict that  is  paid  from  this  appropriation,  such  as  investigation  of 
harbor  lines,  bridges,  obstructions,  occasional  surveys,  gauge  read- 
ings, etc. 

The  snag  boat  was  in  commission  three  hundred  and  thirty-five 
days  during  the  year  and  laid  up  undergoing  repairs  for  a  penod  of 
thirty  days. 

The  following  table  shows  the  work  accomplished  on  the  streams 
tributary  to  Puget  Sound: 


Name  of  river. 

Time. 

Number 
of  snags 
removed. 

Length. 

Number 

of  trees 

out. 

Length. 

Skarft 

90 
67 
19 
8 

1,774 

1,267 

1,494 

207 

5 

Fed. 
28,119 
21,122 
22,289 
3,596 
166 

149 
224 
248 

FuL 
14,090 

SnoHomish 

12,835 

Bnoquftlnile - ,,.. 

13,200 

Btll<^ii^fTii5ii 

Bwinomish  SlouRh 

Total 

335 

4,737 

74,282 

621 

40,055 

The  Snoqualmie  River  was  cleared  of  snags  and  made  navigable 
for  small  vessels  for  a  distance  of  30  miles.  One  gasoUne  vessefnow 
makes  daily  trips  over  that  portion  of  the  river,  which  it  was  impossi- 
ble to  do  prior  to  the  removal  of  obstructions  by  the  snag  boat. 
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July  1, 1908,  balance  unexpended $23,937.30 

Amount  allotted  from  appropriations  by  river  and  harbor  act  approved 

March  3,  1909 25,000.00 

MiacellaneouB  receipts 126. 35 

49,063.65 
June  30,  1909,  amoimt  expended  during  fiscal  year,  for  works  of  improve- 
ment      21,161.75 


July  1,  1909,  balance  unexpended 27,901.90 

July  1,  1909,  outstanding  liabilities 5,202.02 

July  1, 1909,  balance  available 22, 699. 88 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of  the 
balance  unexpended  July  1,  1909 120, 000. 00 

Submitted  in  compliance  witn  recfuirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899 

(See  Appendix  W  W  4.) 

'6.  Inspection  of  fish  traps,  etc,  Puget  Sound,  WdsMngton, — The 
fishing  industry  on  Puget  Sound  has  rapidly  developed  during  the 

J)ast  few  years,  and  it  has  now  reached  very  large  proportions.  Until 
our  years  ago  the  fish  traps  were  placed  with  little  or  no  regard  to 
the  established  aids  to  navigation  or  to  the  laws  relative  to  structures 
in  navigable  waters,  but  during  the  year  1904  the  fishing  companies 
were  brought  to  the  adoption  of  a  different  policy.  Since  1904  this 
work  has  oeen  done  under  allotments  from  the  appropriation  for 
"Examinations,  surveys,  and  contingencies  of  rivers  and  harbors." 
Under  these  allotments  a  tug  was  hired  for  the  inspection  of  fish  traps 
from  time  to  time  as  necessary.  A  tug  was  so  engaged  for  two  months 
during  the  year. 

As  a  general  rule  all  the  fish-trap  owners  and  fishing  companies 
now  readily  conform  to  the  requirements  that  have  been  imposed  for 
the  safety  of  navigation,  and  the  federal  supervision  of  the  traps  in 
the  interest  of  navigation  is  recognized  locally  as  most  necessary  and 
beneficial  to  the  public  interests. 

The  total  amount  expended  to  Jime  30,  1909,  was  $31,470.89,  of 
which  $3,346.47  was  expended  during  the  year. 

Form  of  permit  and  rules  relative  to  li^ts  and  fog  signals  were 
published  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1905, 
pages  2558-2560. 

To  carry  out  more  effectively  and  economicallj^  the  inspection  of 
fish  traps  and  other  obstructions  to  navigation  an  inspection  boat 
has  been  constructed  for  exclusive  use  in  this  work.  The  boat  is  63 
feet  long,  11  feet  6  inches  breadth  of  beam,  and  has  a  draft  of  4  feet, 
and  is  propelled  by  a  50-horsepower  gasoline  engine. 

(See  Appendix  W  W  5.) 

6.  Harbor  of  Ohmipia,  Wash. — Olympia  is  situated  at  the  extreme 
southern  point  of  ruget  Sound  at  the  head  of  Budd  Inlet.  The  upper 
end  of  this  inlet  is  shoal.  Shoal  water  extends  northward  from  the 
Fourth  Street  Bridge  for  a  distance  of  8,750  feet  to  a  depth  of  12  feet 
at  mean  lower  low  water  in  Budd  Inlet.  Originally  nothing  but 
shallow-draft  boats  could  reach  the  wharves  near  Fourth  Street 
Bridge,  and  those  only  at  high  tide. 
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The  original  and  existing  project,  adopted  by  Congress  by  act  of 
July  13,  1892,  contemplates  oredging  a  cnannel  250  feet  wide  and  12 
feet  deep  at  the  mean  of  the  lower  low  waters  from  the  vicinity  of  the 
Fourth  otreet  Bridge  to  deep  water  in  Budd  Inlet. 

Near  its  inner  end  the  channel  has  been  widened  to  500  feet,  so  as 
to  provide  a  turning  basin  for  boats  using  it.  The  estimated  cost  is 
$147,000. 

The  amount  expended  to  June  30,  1909,  was  $139,946.09,  of  which 
$1,066.86  was  for  maintenance.  The  expenditures  during  the  past 
year  were  for  inspections  and  the  preparation  of  commercialstatistics. 

The  dredging  of  the  channel  and  basin  was  completed  in  accord- 
ance with  the  project  under  contract.  The  maximum  draft  that 
could  be  carried  through  the  channel  and  basin  on  June  30,  1907,  at 
low  water  was  12  feet.  The  maximum  tidal  variation  is  about  20 
feet. 

The  commerce  of  the  harbor  is  of  general  character  and  is  carried 
on  by  ocean-going  sailing  vessels  engaged  in  the  lumber  trade  and  by 
a  variety  of  the  smaller  classes  of  boats  plying  between  the  ports  of 
Puget  Sound.  Sufficient  depth  for  seagoing  vessels  has  not  yet  been 
secured  in  the  dredged  channel  and  basin,  though  vessels  of  the 
deepest  draft  can  go  as  far  as  the  entrance  of  the  dredged  channel, 
and  saiUng  vessels  carrying  lumber  now  reach  wharves  near  the 
entrance  to  the  dredged  channel  at  high  tide  and  he  in  a  dredged 
basin  while  loading. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1808            

62.335 
42,t)94 
35,466 
44,550 

$1,203,226 

1,173,GS4 

848,703 

»51,435 

1904 

20,153 
62,804 
82,024 
95,171 
51,140 

1356,450 

1899 

1905 

2,000,280 

KKM)           

1906 

2,363,433 

1901 

1907 

3,846,966 

1902O 

1908 

2,737,708 

1903 

40,333 

341,636 

a  Not  obtainable. 

No  definite  information  as  to  the  effect  on  freight  rates  of  the  work 
done  is  available. 

Description  and  map  are  published  in  Annual  Report  of  the  Chief 
of  Engineers  for  1900,  pages  4481  to  4483. 

Reports  on  examination  and  survey  of  Olympia  Harbor  are  referred 
to  in  Annual  Report  of  the  Chief  of  Engineers  for  1904,  page  694. 

Reference  to  reports  on  examination  and  survey  authorized  by  the 
river  and  harbor  act  of  March  3, 1905,  will  be  found  on  page  787  of  the 
Annual  Report  of  the  Chief  of  Engineers  for  1906. 

July  1,  1908,  balance  unexpended |7, 119. 47 

June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement   65. 56 

July  1,  1909,  balance  unexpended 7,053.91 

(See  Appendix  W  W  6.) 

7.  Tacoma  Harbor,  Washington, — ^At  the  southern  end  of  the  harbor 
are  extensive  tide  flats,  which  are  bare  at  Iqw  water.  Outside  of 
these  tide  flats  the  depth  increases  very  rapidly  up  to  depths  of  200 
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feet  or  more,  reaching  depths  as  great  as  600  feet  at  the  mouth  of 
the  bay,  about  3  miles  distant  from  the  low  water  line  at  its 
southern  end.  Ilie  principal  water  front  of  Tacoma  is  along  the 
southwestern  shore  oi  the  bay.  Harbor  lines  have  been  established 
around  the  south  end  of  the  bay  and  along  its  western  side.  In  order 
to  facilitate  commerce  several  waterways  extending  into  the  flats  or 
tide  lands  have  been  laid  out.  One  of  these  is  known  as  the  City,  or 
West,  waterway.  The  harbor  of  Tacoma  may  be  considered  to  embrace 
all  of  Commencement  Bay,  including  the  waterways  mentioned. 

TTie  extreme  tidal  variation  is  some  18  feet;  mean  variation,  14.5 
feet. 

The  original  and  existing  project  for  improvement  of  the  City 
waterway,  adopted  by  Coi^ress  by  the  act  of  June  13,  1902,  con- 
templates dredging  in  the  Qty  waterway  from  deep  water  in  Com- 
mencement Bay  to  Eleventh  street  to  a  depth  of  25  feet,  from  Elev- 
enth street  to  Fourteenth  street  to  a  depth  of  18  feet,  and  from 
Fourteenth  street  to  the  south  end  of  waterway  to  a  depth  of  15  feet 
at  extreme  low  water.  The  dredging  was  done  under  a  continuing 
contract. 

The  amount  expended  to  June  30,  1909,  was  $203,421.49,  of  which 
$12,322.71  was  for  maintenance,  inspections,  and  surveys. 

The  Gty  waterway  has  been  completed  according  to  the  project, 
and  the  prescribed  depths  could  therefore  be  carried  for  the  whole 
length  and  width  of  the  waterway  on  June  30,  1906. 

The  act  of  March  3, 1905,  provided  for  improvement  of  the  Puyallup 
waterway  by  dredging  a  channel  500  feet  in  width  and  3,650  reet  in 
length  from  its  northern  end  and  to  a  depth  of  28  feet  at  extreme  low 
water,  in  accordance  with  the  report  submitted  in  House  Document 
No.  520,  Fifty-eighth  Congress,  second  session,  at  an  estimated  cost 
of  $240,000.  The  same  act  appropriated  $40,000  and  authorized 
continuing  contracts  for  completmg  the  project  in  the  sum  of  $200,000, 
which  has  been  appropriated.  The  act  requires  that  certain  portions 
of  the  necessary  work  shall  be  done  without  expense  to  the  United 
States,  and  that  provision  for  permanent  maintenance  of  the  project 
without  expense  to  the  Government  shall  be  made. 

The  conditions  named  in  the  said  act  have  been  complied  with, 
and  a  contract  was  let  for  the  work  October  3,  1907,  and  is  now  in 
progress. 

Tlie  commerce  to  be  benefited  by  this  improvement  is  of  a  large 
and  extremely  varied  character,  including  that  carried  on  by  sound 
and  river  types  of  boats,  as  well  as  that  of  the  largest  steam  and 
sailing  vessels.  A  very  important  item  is  the  export  of  grain,  in 
which  the  port  of  Tacoma  exceeds  all  other  ports  on  Puget  Sound. 

Report  on  examination  and  survey  of  Puyallup  River  under  the 
river  and  harbor  act  of  March  2,  1907,  was  published  in  House  Docu- 
ment No.  1107,  Sixtieth  Congress,  second  session. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1903 

1,715,085 
1,561,074 
1,844,338 

$58,153,845 
53,726,772 
66,613,183 

1906 

1,120,070 
1,570,396 
1,183,296 

$48,253,383 
54,163,018 
44,694,148 

1904 

1907 

1906 

1908 

9001~ENO  1909- 


-56 


Digitized  by  VjOOQ IC 


882  KEPORT  OF   THE  CHIEF   OF  ENGINEERS,  T7.   S.   ARMY. 

No  definite  information  is  available  as  to  the  eflFect  of  the  improve- 
ment on  freight  rates. 

Work  was  begun  under  the  contract  December  26,  1907. 

During  the  year  855,000  cubic  yards  of  material  were  excavated 
and  placed  behind  the  bulldieads.  The  bulkhead  work  was  about 
75  per  cent  completed  at  the  end  of  the  year.  About  one-third  of 
the  waterway  has  been  dredged  to  full  dimensions. 

July  1,  1908,  balance  unexpended 1210,072.09 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 40, 000. 00 

250, 072. 09 
June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $37, 586. 24 

For  maintenance  of  improvement 907.  34 

38,493.58 

July  1,  1909,  balance  unexpended 211,578.51 

July  1,  1909,  outstanding  liabilities 197. 97 

July  1,  1909i  balance  available 211, 380.  54 

July  1,  1909,  amount  covered  by  uncompleted  contracts 161, 400.  CO 

(See  Appendix  W  W  7.) 

8.  Waterway  connecting  Puget  Sound  with  Lakes  Union  and  Wash- 
ingtony  Washington. — ^Lakes  Union  and  Washington  are  bodies  of 
fresh  water  near  Puget  Sound,  in  the  immediate  vicinity  of  the  city  of 
Seattle.     Lake  Union  is  entirely  within  the  city  limits.     The  pro- 

Eosed  improvement  originally  contemplated  a  sHip  canal  connecting 
oth  lakes  with  the  sound.  There  is  no  navigable  connection  at 
present. 

A  succinct  history  of  the  project  and  references  to  reports,  etc., 
may  be  found  on  pages  791  to  793  of  the  Annual  Report  of  the  Chief 
of  Engineers  for  1907. 

The  only  actual  work  done  on  the  proposed  waterway  has  con- 
sisted of  dredging  a  channel  from  the  sound  to  the  wharves  at  Ballard, 
in  Salmon  Bay,  and  the  excavation  of  a  cut  between  Lake  Union  and 
Salmon  Bav,  for  the  control  of  the  water  level  in  Lake  Union.  The 
work  was  done  under  the  river  and  harbor  acts  of  June  3,  1896,  and 
March  3,  1905.  It  has  resulted  in  a  channel  50  feet  wide  and  16  feet 
deep  at  low  water  from  Puget  Sound  to  a  point  2,000  feet  west  of  the 
locK  site.  From  this  point  to  the  lock  site  the  channel  is  75  feet  wide 
and  16  feet  deep.  From  the  lock  site  to  the  railroad  trestles  at  the 
eastern  part  of  Ballard  Harbor  the  channel  is  75  feet  wide  and  10  feet 
deep  at  low  water.  A  turning  basin  ranging  from  175  feet  to  500  feet 
in  width  has  been  dredged  at  Ballard. 

The  amount  expended  to  June  30,  1909,  was  $470,072.77.  Of  this 
amount  $22,992.93  was  expended  in  maintenance  and  on  improve- 
ment of  drainage  of  Lake  Washington.  The  expenditures  during  the 
past  year  were  for  operating  outlet  gates  and  general  care  of  the  right 
of  way. 

The  present  commerce  benefited  by  the  improvement  of  the  chan- 
nel to  Ballard  is  the  towing  of  logs  to  the  mills  at  Ballard  and  the 
export  of  lumber  and  shingles  from  that  place.  Logs  are  brought  in 
in  rafts  and  lumber  is  loaded  on  sailing  vessels  and  scows  at  the  mills 
and  then  towed  to  the  open  sound. 
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It  has  not  been  practicable  to  determine  what  eflfect  the  improve- 
ment work  has  haa  upon  freight  rates. 

The  maximum  draft  that  could  be  carried  to  the  wharves  at  Ballard, 
June  30,  1909,  at  extreme  low  water,  was  10  feet.  The  maximum 
tidal  variation  is  about  18  feet. 

Early  in  1906  a  movement  was  started  for  the  construction  of  the 
canal  with  local  funds  and  to  this  end  secured  the  passage  of  an  act 
of  Confess,  approved  June  11,  1906,  authorizing  James  A.  Moore  or 
his  assigns  to  construct  a  canal  along  the  government  right  of  way 
connectmg  the  waters  of  Puget  Sound  with  Lake  Washington.  This 
act  was  modified  by  the  act  of  March  2,  1907,  so  as  to  permit  Mr. 
Moore  or  his  assigns  to  commute  the  work  required  under  the  pre- 
vious act  to  excavation  alone  of  a  canal  from  deep  water  in  Puget 
Sound  to  deep  water  in  Lake  Washington,  with  a  bottom  width  of  75 
feet  and  a  depth  at  mean  low  water  of  25  feet.  The  same  act  di- 
rected a  survey  and  estimate  of  cost  of  a  canal  with  a  single  lock  and 
a  report  as  to  what  contribution,  if  any,  local  interests  would  make 
toward  its  construction. 

To  assist  the  United  States  through  the  agency  of  the  Moore  acts  in 
building  a  canal,  the  countv  of  King  voted  a  bond  issue  of  $500,000 
on  September  12,  1906.  'fhese  bonds  were  declared  invalid  by  the 
supreme  court  of  the  State.  An  attempt  was  made  by  the  legislature 
to  remedy  the  defect,  but  its  efforts  were  not  upheld  by  the  supreme 
court. 

On  March  13,  1907^  the  State  legislature  passed  an  act  creating  a 
local  assessment  district,  embracing  territory  that  would  be  benefited 
by  the  canal,  and  empowering  the  district  to  raise  bv  taxation  a  sum 
not  exceeding  1  per  cent  of  the  taxable  valuation  or  the  county,  and 
to  use  the  money  so  received  to  aid  in  constructing  the  canal.  The 
board  of  appraisement  was  appointed  by  the  local  United  States  dis- 
trict judge,  and  the  money  is  to  be  expended  under  the  direction  of 
the  United  States  engineer  officer  in  charge  of  the  local  engineer  dis- 
trict. Under  this  act  the  district  was  duly  formed  by  the  necessary 
action  of  the  county  commissioners,  the  board  of  appraisement  was 
appointed,  and  the  work  of  making  the  assessment  is  completed. 
Tne  assessment  has  to  be  considered  by  the  county  commissioners 
sitting  as  a  bpard  of  equalization,  after  which  it  is  subject  to  collec- 
tion, either  in  cash  or  m  issue  of  bonds.  The  board  of  county  com- 
missioners declined  to  act  as  a  board  of  equalization  and  proceedings 
were  begun  in  the  superior  court  to  compel  the  conmussioners  to  act. 
The  lower  court  rendered  a  decision  against  the  contention  of  the 
county  commissioners  and  the  case  will  be  carried  to  the  supreme 
court  "of  the  State.  The  sum  to  be  raised  under  the  assessment  act 
is  $1,075,000,  which  is  intended  to  yield,  after  the  cost  of  assessment 
and  collection  and  other  incidental  expenses  are  paid,  the  sum  of 
$1,000,000  in  aid  of  the  canal. 

On  March  17.  1909,  the  State  legislature  passed  an  act  creating  the 
state  shore  land  improvement  fund  and  appropriated  out  of  said  fund 
the  sum  of  $250,000  to  be  expended  in  the  construction  of  the  Lake 
Washington  Canal,  under  the  direction  of  the  United  States  engineer 
oflicer  in  charge  or  the  local  engineer  district. 

The  total  local  contribution  now  in  view  is,  therefore,  $1,250,000. 

A  report  on  survey  required  by  the  river  and  harbor  act  of  March  2, 
1907,  was  published  in  House  Document  No.  963,  Sixtieth  Congress, 
first  session* 
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Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1901      

410,566 
428,073 
524,500 
584,079 

$2,002,950 
2.432,401 
2,219,000 
2,  .520, 785 

1905 

888,161 
706,841 
797,228 
'530,3S2 

$4,688,196 

1902 

1906 

3,993,410 

1903  

1907 

6,520,518 

1904 

1908 

3,098,9&4 

Note.— The  above  includes  only  the  present  oommeroe  of  Ballard  and  Salmon  Bay,  Lake  Union,  and 
Lake  Washington. 

The  loading  of  vessels  with  lumber  has  been  largely  facilitated  by 
the  work  done  in  Ballard  Harbor.  Formerly  the  lumber  was  taken 
out  by  means  of  lighters  to  the  vessels  anchored  in  the  Sound.  Now 
all  but  the  largest  vessels  are  brought  to  the  mills  to  receive  their 
loads. 

The  appropriation  recommended  will  be  appUed  to  maintenance  of 
existing  cnannels  and  care  of  outlet  gates  at  Liakei 
Union. 

July  1,  1908,  balance  unexpended $1, 033.  73 

Amount  aUotted  from  appropriation  by  river  and  harbor  act  approved 

March  3,  1909 5,000.00 

Received  from  sales .60 


ikes  Washington  and 


6,034.23 
June  30, 1909,  amount  expended  during  fiscal  year,  for  maintenance  of  im- 
provement      1, 106.  50 

July  1,  1909,  balance  unexpended 4, 927. 73 

July  1,  1909,  outstanding  liabilities .- 67. 00 

July  1,  1909,  balance  available 4,860.73 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1, 1909 5, 000. 00 

Submitted  in  compliance  with  requirements  of  simdry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  W  8.) 

9,  Everett  Harbor j  WasMngton. — ^At  this  harbor  the  southern  part 
of  the  water  front  has  ample  depth  and  is  accessible  for  vessels  or  the 
deepest  draft.  The  northern  portion  was  inaccessible  on  accoimt  of 
the  delta  formation  or  tide  flats  off  the  mouth  of  the  Snohomish  River 
and  the  whole  water  front  was  exposed  to  westerly  storms. 

The  original  project  was  as  follows: 

First,  to  excavate  a  harbor  basin  in  the  shallows  and  tide  lands 
adjoining  deep  water  near  the  river's  mouth;  second,  to  dredge  a 
channel  from  this  through  the  tide  flats  and  the  Old  River  mouth  to 
deep  fresh  water  in  the  Snohomish  River,  this  channel  being  designed 
to  brin^  fresh  water  to  the  harbor  basin  and  to  afford  facilities  for 
navigation  about  the  peninsula  on  the  east ;  and,  third,  to  protect  and 
maintain  this  harbor  and  channel  across  the  tide  flats  by  a  bulkhead 
interposed  between  them  and  the  open  waters  of  the  Sound,  the  bulk- 
head to  act  as  a  retaining  wall  for  the  material  dredged  from  the 
harbor. 

By  authority  of  joint  resolution  of  Congress  approved  April  23, 
1902,  the  work  in  Old  River  was  discontinued,  the  project  for  a  fresh- 
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water  basin  was  abandoned,  and  the  further  expenditure  of  the  funds 
has  been  for  deepening  and  widening  the  harbor  basin  and  channel 
through  the  tide  nats  and  repairing  the  bulkheads. 

The  estimated  cost  of  the  improvements  was  $432,000,  all  of  which 
has  been  appropriated. 

The  amount  expended  on  project  to  June  30, 1909,  was  $417,577.77, 
of  which  $2,867.73  was  for  maintenance  and  $3,000.90  for  purchase  of 
quarry  at  Groat  Island. 

A  dike  for  the  purpose  of  retaining  the  dredged  material  has  been 
built  from  the  lower  end  of  Smith's  Island  along  the  estabhshed  bulk- 
head line  for  a  distance  of  19,336  feet.  At  the  southern  end  of  this 
work  an  outside  bulkhead  200  feet  from  the  other  has  been  built  for  a 
distance  of  2,600  feet.  These  dikes  have  been  repaired,  raised,  and 
strengthened.  The  channel  leading  north  from  the  basin  had  been 
dredged  to  a  depth  of  6  feet  at  low  water  for  a  distance  of  6,000  feet. 
A  channel  in  the  Old  River  had  been  partly  dredged  for  a  distance  of 
11,600  feet  downstream  before  this  part  of  the  work  was  discontinued 
under  the  resolution  of  Congress  above  referred  to. 

The  harbor  basin  has  been  dredged  for  a  length  of  5,500  feet  and  for 
a  width  of  400  feet  and  depth  of  26  feet  at  mean  low  water. 

No  work  was  in  progress  during  the  year. 

The  maximum  oraft  that  could  be  carried  through  the  dredged  area 
Jime  30,  1906,  at  low  water  was  26  feet.  The  tidal  variation  is 
approximately  15  feet. 

The  water  traffic  is  varied  in  character  and  is  carried  on  by  seagoing 
vessels  and  the  various  types  of  soimd  and  river  boats.  Lumber 
products,  paper,  and  flour  are  the  principal  items  of  the  export  trade. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1808 

65.460 
42,713 
55,094 
71,881 
85,203 
79,304 

$2,545,064 
1,477,120 
1,820,561 
2,712,260 
4,024,584 
2,510,417 

1904    .                 .  . 

163,347 
230,089 
159,203 
143.710 
167,667 

13  342,215 

1809 

1906 

4,592,124 
3,820,860 

1900 

1906 

1901 

1907 

4,725,700 
7,116,547 

1902 

1908 

1903 

The  eflFect  of  the  completed  dike  as  a  breakwater  and  protection  for 
the  wharves  and  mills  abreast  of  it  has  been  very  beneficial,  but  the 
channel  and  harbor  basin  dredged  have  not  yet  been  utiUzed  for  com- 
mercial purposes. 

So  far  as  known,  the  improvement  has  not  caused  any  reduction  in 
freight  rates. 

Reference  to  reports,  etc.,  may  be  found  on  page  795  of  the  Annual 
Report  of  the  Chief  of  Engineers  for  1907. 

July  1, 1908,  balance  unexpended $4,422.23 

June  80, 1909,  amount  earned  to  the  surplus  fund  of  the  Treasury 4, 422. 23 

(See  Appendix  W  W  9.) 

10,  Swinomiah  Slough,  WasJiington. — ^This  slough  affords  an  inland 
sheltered  passage  for  small  vessels  from  Puget  Sound  proper  north- 
ward to  Hellin^am  Bay  and  the  Gulf  of  Georgia,  and  it  is  the  only 
means  of  communication  to  the  town  of  La  Conner,  located  on  the 
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slough.  At  the  northern  end  the  slough  opens  out  through  the  mud 
flats  of  Padilla  Bay  and  on  the  south  into  Saratoga  Passage  through 
the  mud  flats,  forming  the  delta  of  the  Skagit  River.  The  total  dis- 
tance from  deep  water  in  Saratoga  Passage  to  deep  water  in  Padilla 
Bay  is  about  11  miles.  This  waterway  is  of  great  importance  to 
traflSc  between  Puget  Sound  and  points  north  in  giving  an  inside 
passage  for  small  craft  in  rough  weather,  and  an  outlet  for  the  agri- 
cultural and  timber  products  from  the  surrounding  country. 

The  original  and  present  project,  adopted  by  Congress  by  act  of 
July  13, 1892,  contemplates  dredging  a  channel  4  feet  deep  in  oaratoga 
Passage  across  Skagit  flats,  through  the  shoals  of  the  slough  proper, 
and  across  the  flats  of  Padilla  Bay  to  deep  water,  and  building  dikes 
in  Skagit  Bay  to  control  the  tidal  currents. 

The  entire  work  done  under  this  project  was  not  entirely  successful, 
owing  to  insufficient  knowledge  or  the  conditions  and  the  character 
of  the  work  required  to  meet  them.  The  work  of  the  last  few  years 
has  been  of  a  more  substantial  character. 

The  amount  expended  to  June  30,  1909,  was  $204,967.32,  of  which 
$31,233.45  was  for  maintenance. 

The  dike  work  completed  to  date  between  La  Conner  and  Saratoga 
Passage  is  as  follows:  rile,  brush,  and  stone  dike  on  the  north  side  of 
the  channel  from  *'Hole  in  the  Wall''  to  opposite  the  west  end  of 
Goat  Island,  7,100  linear  feet;  on  the  south  side  of  the  channel  from 
the  west  end  of  Goat  Island  to  deep  water  in  Saratoga  Passage,  3^650 
Hnear  feet;  and  from  McGlinns  Island  to  the  mainland  in  the  direc- 
tion of  La  Conner,  3,500  feet. 

Dike  work  was  completed  on  July  24, 1908,  as  far  as  available  funds 
would  permit. 

The  work  accomplished  has  not  had  any  effect  on  freight  rates. 

The  appropriation  recommended  will  be  appUed  to  mamtenance  of 
existing  channels  and  dikes. 

A  report  on  examination  and  survey  of  Swinomish  Slough,  upon 
which  the  plan  of  improvement  is  based,  is  referred  to  in  Annual 
Report  of  tne  Chief  of  Engineers  for  1904,  page  699. 

A  map  showing  parts  of  the  improvement  is  published  in  the  Annual 
Report  of  the  Cmef  of  Engineers  for  1900.  opposite  page  4488. 

The  average  tidal  variatiop  is  about  8  reet. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1S08 

19,625 
76,636 
74,516 
136,747 
49,914 
51,399 

1882,345 
2,028,454 
1,611,460 
2,991,330 
1,472,847 
1,473,197 

1904 

56,262 
48,724 
63,261 
46,289 

$1,539,094 
1,363,729 
1,494,382 
1,582,666 

IgQQ 

1906 

IflOO 

1906 

1901 

1907 

1902 

1908a 

1906 

**"******** 

•Not  obtainable. 
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Julyl,  1908,  balance  unexpended $1,387.85 

Amount  allotted  from  appropriation  by  river  and  harbor  act  approved 
March  3,  1909 - 10,000.00 

11,387.85 
Jime  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment  - 1,355.17 

Julyl,  1909,  balance  unexpended 10,032.68 

Amoimt  that  can  be  profitably  expended  in  fiscal  year  ending?  June  30, 
1911,  for  maintenance  of  improvement,  exclusive  of  the  balance  unex- 
pended July  1,  1909 10, 000. 00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June  4, 
1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  W  W  10.) 

11.  New  Whatcom  (BeUingJiam)  Harbor j  Washington, — The  local 
name  of  the  town  at  this  place  is  now  Bellingham. 

The  mud  flats  in  the  harbor  extend  from  the  shore  line  to  the 
12-foot  curve,  a  distance  of  3.400  feet. 

A  system  of  harbor  lines  for  this  harbor,  approved  by  the  Secre- 
tary of  War  under  date  of  June  3,  1892,  provides  for  three  water- 
ways leading  from  deep  water  to  the  meander  Une. 

The  original  and  existing  project,  adopted  bv  Congress  by  the 
act  of  June  13,  1902,  contemplates  dredging  tne  Wliatcom  Creek 
waterway  to  a  depth  of  12  feet  at  mean  lower  low  water  and  200  feet 
wide  from  deep  water  as  far  as  the  raihoad  bridge,  and  to  its  full 
width  inside  this  bridge.     The  estimated  cost  is  $80,000. 

The  amoimt  expended  to  June  30,  1909,  was  $57,673.98,  of  which 
$1,092.05  was  for  maintenance  and  inspections. 

A  channel  200  feet  wide  and  12  feet  deep  at  low  water,  with  turn- 
ing basin  at  inner  end,  has  been  .dredged  under  contract.  The 
channel  extends  the  full  length  of  the  waterway,  and  the  basin  at 
the  inner  end  has  full  width  of  the  waterway,  330  feet,  and  is  2,570 
feet  long. 

During  the  year  no  work  has  been  in  progress. 

The  work  contemplated  by  the  project  was  completed  at  some- 
what less  than  the  estimated'  cost,  and  a  larger  amount  of  dredging 
was  done  than  was  expected  with  the  funds  available. 

The  maximum  draft  that  could  be  carried  Jime  30,  1909,  at  mean 
lower  low  water  over  the  full  length  of  channel  and  turning  basin 
was  12  feet.    The  range  of  tide  is  about  12  feet. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

1902 

87,118 
101,989 
236,660 
254,240 
292,502 
319,613 
133, 3M 

12,872,780 
1,835,486 

1903 

1904 

4,225,480 

1906 

4,600,936 

1906 

6,643,504 

1907 

7,209,796 

1908 

al,  762, 296 

•Inoomplett  retarni  onlj  obtainabla. 
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The  work  has  not  yet  produced  any  material  effect  on  freight 
rates  so  far  as  known. 

The  commerce  of  this  port  is  of  a  general  nature,  consisting  largely 
of  lumber,  shingles,  and  fish.  Vessels  of  the  deepest  draft  can  go 
as  far  as  tne  entrance  of  the  proposed  dredged  channel. 

Description  of  proposed  work  is  published  in  the  Annual  Report 
of  the  Chief  of  Engineers  for  1897,  pages  3478  to  3481. 

Reports  on  examination  and  survey  are  referred  to  in  the  Annual 
Report  of  the  Chief  of  Engineers  for  1904,  page  701. 

Report  on  examination  and  survey  of  Bellingham  Bay,  authorized 
by  the  river  and  harbor  act  of  Mirch  2,  1907,  was  published  in 
House  Document  No.  1161,  Sixtieth  Congress,  second  session. 

July  1, 1908,  balance  unexpended $2,326.02 

July  1,  1909,  balance  unexpended 2,326.02 

(See  Appendix  WWII.) 

12,  Columbia  River  between  Wenatchee  and  Bridgeport,  Wash, — 
The  Columbia  River  between  Wenatchee  and  Bridgeport,  Wash.,  is 
about  80  miles  in  length,  has  sufficient  depth  for  all  purposes  of 
navigation,  and  the  only  difficulties  in  the  way  of  navigation  are  the 
swift  currents  and  rocks  and  reefs  which  occupy  the  channels. 

The  project  adopted  by  the  river  and  harbor  act  approved  August 
18,  1894,  for  the  improvement  of  the  Columbia  River  between  the 
head  of  Rock  Island  Rapids  and  the  foot  of  Foster  Creel^  Rapids 
included  the  part  of  the  river  between  Wenatchee  and  Bridgeport, 
and  the  amount  expended  on  the  original  project  was  $8,005.20. 

The  existing  project,  adopted  by  act  of  March  2,  1907,  contem- 
plates the  improvement  of  the  river  between  Wenatchee  and  Bridge- 
port by  the  removal  of  rocks,  bowlders,  etc.,  and  the  construction  of 
dikes  and  wing  dams,  at  an  estimated  cost  of  $42,000. 

Owing  to  the  great  range  of  the  river  between  nigh  and  low  water 
and  the  short  period  at  which  it  is  at  a  stage  low  enough  for  prac^ 
ticable  operations,  it  was  not  possible  to  take  up  more  than  one  of 
the  several  works  embraced  in  the  project. 

During  the  past  year  Chelan  rock  was  drilled  but  not  blasted.  The 
volume  of  rocK  to  be  removed  is  about  2,000  cubic  yards  and  the 
blasting  will  be  done  at  the  next  low-water  period. 

The  amount  expended  to  June  30,  1909,  was  $32,288.37,  of  which 
$150  was  for  maintenance  and  inspections. 

The  project  is  about  60  per  cent  completed. 

The  vanation  in  water  surface  is  about  20  feet. 

The  estimates  originally  submitted  for  this  work  were  inadequate. 
At  Methow  Rapids  the  cost  exceeded  the  estimate  by  nearly  $15,000, 
and  at  Chelan  tne  cost,  when  completed,  will  be  about  $9,000  in  excess 
of  the  estimate. 

To  carry  out  the  original  project  an  additional  appropriation  of 
$25,000  will  be  required. 

So  far  as  known  this  improvement  has  not  caused  any  reduction  in 
freight  rates. 
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Exports  and  imports. 


Calendar  year. 

TODB. 

Value. 

1904  

24,506 
39,827 
63,260 
42,126 
64,627 

12,251,590 

1905 

3,169,060 

1906 

3,901,360 

1907 : 

8,091,650 

1908 

3,868,110 

Report  of  a  survey  including  thispart  of  the  Columbia  River  wa^ 
published  in  Annual  Report  of  the  Chief  of  Engineers  for  1895,  pages 
3534-3542. 

Report  on  examination  and  survev  of  the  part  of  the  river  between 
Wenatchee  and  Bridgeport  was  published  m  House  Document  No. 
440,  Fifty-ninth  Congress,  second  session,  and  report  on  examination 
and  survey  of  the  part  of  the  river  between  Bridgeport  and  Kettle 
Falls  was  published  in  House  Document  No.  16,  Sixtieth  Congress, 
second  session. 

July  1,  1908,  balance  unexpended $19,930.69 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      10,219.06 


July  1, 1909,  balance  unexpended 9,711.63 

July  1, 1909,  outstanding  liabilities 383.50 

July  1, 1909,  balance  available 9, 328. 13 

Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 25,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 
4,  1897. 

(See  Appendix  W  W  12.) 

IS.  OTcanogan  and  Pend  OreiUe  rivers,  WasMngton, — (a)  OJcanogan 
River. — ^This  river  rises  in  Canadian  territorv,  flows  in  a  southerly 
direction,  and  empties  into  the  Columbia.  The  lower  portion,  for  a 
distance  of  87  miles,  Ues  in  the  northeastern  part  of  Washington. 
The  lower  portion  has  suflBcient  depth  and  width  for  Ueht-draft 
steamboat  navigation  for  about  four  months  each  year,  April  to  July, 
inclusive,  but  it  is  obstructed  in  places  by  shoals  and  rocks,  which 
interfere  with  navigation  during  low  water. 

The  original  and  existing  project,  adopted  by  Congress  by  act  of 
March  3,  1899,  contemplates  rock  removal,  the  construction  of  wing 
dams,  and  snagging.  By  act  of  June  13,  1902,  this  work  and  that  or 
the  Pend  Oreille  were  consolidated. 

The  estimated  cost  was  $30,000  for  the  Okanogan.  The  amoimt 
expended  to  Jime  30,  1909,  was  $38,044.25,  of  which  $6,079.91  was 
for  maintenance. 

Work  of  removing  rocks  and  bowlders,  wing-dam  construction,  and 
placing  posts  to  assist  vessels  in  hauUng  over  rapids  has  been  done 
at  vanous  points  over  about  40  miles  of  the  lower  portion  of  the 
river. 
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Cables  to  assist  vessels  in  passing  the  rapids  were  placed  at  seven 
places  on  the  Okanogan  River. 

During  the  year  no  work  was  done  on  the  Okanogan  River,  the 
expenditures  being  in  connection  with  inspection  of  the  river  and  of 
bndges  crossing  it. 

The  extreme  variation  of  water  levels  at  the  junction  with  the 
Columbia  is  37  feet;  extreme  variation  6  miles  above  said  jimction, 
20  feet. 

The  commerce  of  the  river  is  carried  on  in  small  river  steamers  and 
cpnsists  of  general  traffic. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

1899 

1,733 

983 
1,571 
6,317 

$151,415 

1904 

1,636 
1,184 
1,960 
2,040 
1,104 

$252,414 

1900 

1905 

228^675 

1901 

1906 

253,880 
400,100 

1902 

119,065 
458,705 

1907 

1903 

1908 

210,040 

a  Not  obtainable. 

The  freight  rates  on  this  river  are  believed  to  have  been  materiallv 
reduced  since  the  work  started,  but  no  definite  information  is  avail- 
able. 

Report  on  survey  with  description  of  the  river  and  the  plan  of 
improvement  are  given  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1898,  page  3121. 

Report  on  examination  of  Okanogan  River  is  published  in  Axmual 
Report  of  the  Chief  of  Engineers  for  1895,  page  3475. 

No  additional  work  otner  than  that  of  maintenance  is  contem- 
plated on  this  stream. 

July  1, 1908,  balance  unexpended $1,981.79 

June  30,  1909,  amount  expended  during  fiscal  year,  for  maintenance  of 
improvement 31. 46 

Jiily  1,  1909,  balance  unexpended 1, 960. 33 

Jiily  1,  1909,  outstanding  liabilities 3.98 

Jiily  1,  1909,  balance  available 1, 946. 35 

(b)  Pend  Oreille  River, — ^This  river  forms  the  outlet  of  Pend  Oreille 
Lake,  in  the  northern  part  of  Idaho. 

The  obstructions  to  navigation  consist  of  rocks  and  shoals  in  Box 
Canvon  and  in  the  section  between  this  canyon  and  Albany  Falls. 

The  original  and  existing  project,  adopted  by  Congress  by  act  of 
March  3,  1899,  contemplates  the  improvement  of  Box  Canj^on  by  the 
remov^  of  submerged  rocks,  the  olowing  off  of  projecting  roclqr 
points,  and  the  removal  of  submerged  rocks  between  Box  Canyon 
and  Albany  Falls.     The  estimated  cost  was  $30,000. 

A  modified  project,  approved  March  29,  1907,  provides  for  dredging 
to  a  depth  of  6  feet  at  low  water  through  the  bars  in  the  Pend  Oreille 
River  between  Newport  and  Box  Canyon. 

The  amoimt  expended  to  June  30,  1909,  was  $28,034.33,  of  which 
$1,546.16  was  for  maintenance  and  inspections. 

Channels  75  feet  wide  and  6  feet  deep  at  low  water  were  dredged 
through  the  upper  and  lower  bars  at  Boundary  Island.    The  quantity 
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of  material  removed  was  6,938.6  cubic  yards.    Work  was  suspended 
on  April  28,  1909,  on  account  of  high  stage  of  river. 

Navigation  through  Box  Canyon  is  possible  except  at  high  stage 
of  water,  but  the  danger  in  going  down  through  the  canyon  and  the 
expense  of  lining  up  are  so  great  that  river  boats  do  not  use  it. 

The  river  is  navigable  throughout  the  year  from  Newport  down  to 
Box  Canyon,  a  distance  of  54  miles,  except  occasional  interruption 
from  ice.     A  channel  depth  of  about  3  feet  can  be  depended  on. 

The  extreme  variation  of  water  levels  in  the  main  river  is  from  17 
to  20  feet;  in  Box  Canyon  the  difference  between  extreme  high  and 
extreme  low  water  is  48  feet. 

The  commerce  consists  of  towing  logs  and  general  traffic  carried  on 
by  a  number  of  small  vessels.  Heavy  frei^t  is  carried  mainly  on 
barges  in  tow. 

Exports  and  imports. 


Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

Ig99 

2,617 
1  Q21 

$129,677 
97,125 
134,280 
600,200 
753,000 

1904 

39,974 
64,733 
32,943 
2,227 
21,724 

1368,453 
462  814 

1900 

1905 

1901 '      13,917 

1906 

6011834 
152,600 
123,000 

1902 15,868 

1907 

1903 1      27-100 

1908 

' 

No  effect  on  freight  rates  directly  attributable  to  the  improvement 
has  been  reported. 

Descriptions  of  the  river  and  the  plan  of  improvement  are  given 
in  the  Annual  Report  of  the  Chief  of.Engineers  for  1898,  page  3124. 

Report  of  survey  of  the  river  is  referred  to  in  the  Amiual  Report 
of  the  Chief  of  Engineers  for  1904,  page  702. 

The  river  and  harbor  act  of  March  2,  1907,  appropriated  $20,000 
for  work  on  this  river  and  the  Okanogan.  It  is  proposed  to  apply 
this  sum  on  the  Pend  Oreille  River  in  dredging  througn  the  clay  oars 
between  Newport  and  Box  Canyon. 

July  1,  1908,  balance  unexpended $20, 077.  22 

June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       5,606.13 

July  1, 1909,  balance  unexpended 14, 471. 09 

July  1, 1909,  amount  covered  by  uncompleted  contracts 12, 877. 63 

CONSOLIDATED. 

July  1, 1908,  balance  imexpended $22, 069. 01 

June  30,  1909,  amount  expended  during  fiscal  year: 

For  works  of  improvement $5, 606. 13 

For  maintenance  of  improvement 31. 46 

5, 637. 59 

July  1,  1909,  balance  imexpended 16, 421. 42 

July  1, 1909,  outstanding  liabilities 3. 98 

July  1, 1909,  balance  available 16, 417. 44 

July  1, 1909,  amoimt  covered  by  uncompleted  contracts 12, 877. 63 

(See  Appendix  W  W  13.) 

14-  St.  Michael  Canal,  Alaska. — ^The  St.  Michael  Canal  is  a  channel 
running  from  St.  Michael  Bay  to  a  point  on  Norton  Sound  about  38 
miles  from  the  Apoon  mouth  of  the  Yukon  River. 
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The  port  of  St.  Michael  is  about  3  miles  from  the  mouth  of  the 
canal. 

The  main  part  of  the  canal  has  sufficient  water  for  the  navigation  of 
river  boats  plying  on  the  Yukon  River.  The  eastern  entrance  to  the 
canal  is,  however,  obstructed  by  shoals,  and  in  the  eastern  portion 
there  are  several  sharp  bends  that  could  be  turned  with  difficulty  by 
the  larger  river  boats. 

The  object  of  the  improvement  of  the  canal  is  to  provide  a  shel- 
tered passage  to  river  boats  between  St.  Michael  ana  the  mouth  of 
the  Yukon  River. 

The  original  and  existing  project  contemplates  dredging  in  the 
South  Branch  a  channel  100  feet  wide  to  a  depth  of  6  feet  at  mean  low 
water  at  the  entrance  to  the  canal  and  the  excavation  of  a  cut  of  the 
same  dimensions  across  the  first  bends.  The  estimated  cost  was 
$248,000.  The  project  was  adopted  by  the  act  of  March  2,  1907,  and 
the  full  amount  of  the  estimate  has  been  appropriated. 

To  June  30,  1909,  there  has^  been  expended  on  the  existing  project 
$62,047.55. 

The  work  is  being  done  under  a  continuing  contract  and  was  begun 
July  5,  1908,  and  continued  until  October  5,  1908,  when  it  was  sus- 
pended for  the  season. 

A  channel  3,400  feet  long,  100  feet  wide,  and  6  feet  deep  was  exca- 
vated, and  37,297.8  cubic  yards  of  material  removed. 

The  original  estimate  for  this  work  was  based  on  a  unit  price  for 
dredging  of  50  cents  per  cubic  yard,  while  the  lowest  bid  received 
was  $1.45  per  cubic  yard. 

To  carry  out  the  original  project  would  require  an  additional  ap- 
propriation of  nearly  double  the  amount  heretofore  appropriated. 

The  district  officer  in  his  report  recommends  the  mooified  project 
for  the  work  not  now  under  contract,  which  will  reduce  the  cost 
about  $275,000,  but  action  on  this  modified  project  has  been  delayed 
pending  a  personal  investigation  hj  the  district  officer. 

The  additional  funds  asked  for  will  be  required  for  the  prosecution 
of  the  work  during  the  season  of  1910. 

The  maximum  draft  that  can  at  present  be  carried  at  low  water 
is  3  feet.    The  mean  range  of  tide  is  3^  feet. 


Statement  offreigU  between  St.  Michael  and  numth  of  Yukon  River 

Calendar  year. 

Tons. 

Value. 

Calendar  year. 

Tons. 

Value. 

Ig97 

5,270 
22,117 
17,295 
19,153 
18,153 
16,008 

$512,650 
2,132.580 
1,7(M,525 
1,950,960 
1,844,651 
1,630,950 

1903 

20,000 
17,356 
25,855 
31,999 
29,793 
23,785 

$1,652,801 

1898   .  .             

1904 

1,316,237 

1899 

1906 

2,220,830 

1900 

1906 

2,799,187 

1901 

1907 

im\^ 

1902 

1908 

2,090,400 

It  is  not  expected  that  this  improvement  will  have  any  effect  on 
freight  rates. 

July  1,  1908,  balance  unexpended $246, 241. 43 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       59,288.98 

July  1, 1909,  balance  unexpended 185, 952. 45 

July  1, 1909,  outstanding  liabilities 62L  33 

July  1, 1909,  balance  available 185,33L12 
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July  1, 1909,  amount  covered  by  uncompleted  contracts $176, 826. 38 

Amount  (estimated)  required  for  completion  of  existing  project 100, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
Juljj  1,1909 100,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of  June 

4,1897. 

(See  Appendix  WW  14.) 

ElAMINATIONS  AND  SUEVEYS  MADE  IN  OOMPLIANCE  WITH  BIYEB  AND 
HABBOB  ACT   APPBOVED  MABCH  2,  1907. 

Reports  on  preliminary  examinations  and  surveys  required  hj  the 
river  and  harbor  act  of  March  2, 1907,  of  the  following  localities  within 
this  district  were  duly  submitted  by  the  district  ofhcer.  They  were 
reviewed  by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant 
to  law,  and  were  transmitted  to  Congress  and  printed  in  documents  as 
indicated: 

L  Preliminary  examination  and  survey  ofPuyaUup  River,  Washing- 
ton^ with  a  view  to  straightening  channel  and  securing  suitable  depth  to  the 
city  of  PuyaUup, — Reports  dated  April  26,  1907,  April  4,  1908,  and 
August  31,  1908,  respectively,  are  printed  in  House  Document  No. 

1107,  Sixtieth  Congress,  second  session.  The  locality  is  not  consid- 
ered worthy  of  improvement  by  the  General  Government  in  the  man- 
ner proposed. 

S.  Preliminary  examination  and  survey  of  Snohomish  River,  WasJi- 
ington,from  its  mouih  to  LoweU, — Reports  dated  April  19,  1907,  and 
March  31,  1908,  respectively,  are  prmted  in  House  Document  No. 

1108,  Sixtieth  Congress,  second  session.  A  plan  for  improvement  at 
an  estimated  cost  of  $280,000  is  presented. 

3.  Survey  of  Chehalis  River,  Washington,  up  to  Montesano,  hy  ihe 
removal  of  oars. — Report  dated  March  31,  1908,  is  printed  in  House 
Document  No.  1125,  Sixtieth  Congress,  second  session.  A  plan  for 
improvement  at  an  estimated  cost  of  $50,000  is  presented. 

4-  Preliminary  examination  and  survey  of  BeUingham  Harbor,  Wash- 
ington.— Reports  dated  April  27,  1907,  and  March  26,  1908,  respec- 
tively, are  printed  in  House  Document  No.  1161,  Sixtieth  Congress, 
second  session.  A  plan  for  improvement  at  an  estimated  cost  oi 
$92,250  is  presented. 

5.  Preliminary  examination  and  survey  of  Slca^  River,  Washington, 
up  to  Sedro  Foo^Xey.— Reports  dated  April  15,  1907,  March  31,  1908, 
and  November  3.  1908,  respectivelv,  are  printed  in  House  Document 
No.  1 188,  Sixtietn  Congress,  second  session.  A  plan  for  improvement 
at  an  estimated  cost  of  $100,000  is  presented. 

RIVER  AND  HARBOR  IMPROVEMENTS  IN  THE  DISTRICT  OF  HAWAII. 

This  district  was  in  the  charge  of  Capt.  C.  W.  Otwell.  Corps  of 
Enmneers,  to  November  12,  1908,  and  of  Maj.  E.  E.  Winslow.  Corps 
>f  Engineers,  since  that  date.  Division  engineer,  Lieut.  Col.  John 
3iddle,  Corps  of  Engineers. 

1 .  Pearl  Harbor,  Hawaii. — For  history  and  project,  see  page  3433 
f  tlie  Annual  Report  of  the  Chief  of  Engineers  for  1901.  No  work 
ras  done  during  tnis  year.    The  expenditures  were  for  telegrams  and 
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rubber  stamp.  ^  There  is  no  commerce  yet  in  this  harbor;  no  further 
funds  are  required. 

July  1,  1908,  balance  unexpended $452.66 

June  30, 1909,  amount  expended  during  the  fiscal  year,  for  maintenance  of 
improvement 29. 60 

June  30,  1909,  amount  carried  to  the  surplus  fimd 423. 06 

(See  Appendix  X  X  1.) 

S.  Honolulu  Harbor,  Hawaii, — This  iarbor  is  situated  on  the  south 
coast  of  the  island  of  Oahu.  The  entrance  channel,  through  a  cofal 
reef,  and  the  harbor  proper,  were  dredged  from  time  to  time  by  the 
monarchical,  republican,  and  territorial  governments  of  Hawaii  prior 
to  July  1,  1904.  On  this  date  there  existed  an  entrance  channel 
having  a  minimum  width  of  about  200  feet  and  a  depth  of  about  36 
feet  at  mean  low  water.  The  harbor  proper  had  a  general  width  of 
900  feet.  The  water  for  about  200  feet  immediately  along  the 
wharves  had  a  depth  of  from  30  to  32  feet.  Elsewhere  there  was  only 
about  27  feet  at  low  water.  The  bend  at  the  light-house  point  was  so 
sharp  as  to  make  it  somewhat  difficult  for  large  vessels  to  make  the  turn. 

Work  on  the  present  project  was  begun  under  an  appropriation 
by  the  river  and  harbor  act  of  March  3,  1905,  in  accordance  with  a 
general  plan  printed  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1905,  page  2564,  but  the  project  as  specifically  adopted  by  the 
river  and  harbor  act  of  March  2,  1907,  is  printed  in  House  Document 
No.  332,  Fifty-ninth  Congress,  second  session.  It  provides  for  an 
entrance  channel  400  feet  wide  and  35  feet  deep  at  mean  low  water 
from  deep  water  at  the  entrance  to  the  light-house  point,  for  easing 
the  curve  at  the  junction  of  the  entrance  channel  and  the  inner 
harbor  by  cutting  off  the  light-house  point,  and  for  enlarging  the 
harbor  proper  so  that  it  will  have  a  general  width  of  1,200  feet  and 
a  depth  or  35  feet  at  mean  low  water,  at  an  estimated  cost  of 
$1^28,894.60. 

Between  March  3,  1905,  and  May  27,  1908,  $800,000  have  been 
appropriated  for  work  imder  the  approved  project,  or  about  49  per 
cent  of  the  estimated  cost  of  work  under  that  project. 

Work  imder  the  above  appropriations  was  stopped  by  practical 
exhaustion  of  funds,  on  December  15,  1908.  The  following  nas  been 
accomplished: 

Dredging  entrance  channel,  removing  light-house  point,  and  the 

Sartial  wiaening  of  the  harbor  proper.  AD  this  dreaging  was  to  a 
epth  of  35  feet  at  mean  lower  low  water,  a  total  of  1,910,023  cubic 
yards  having  been  excavated.  The  completion  of  the  adopted  proj- 
ect is  urgently  required  by  commercial  interests. 

On  Jime  30,  1909,  the  sum  of  $794,838.79  had  been  expended,  no 
part  of  which  was  for  maintenance. 

From  July  1,  1908,  to  the  cessation  of  work  on  December  15,  1908, 
208,106  cubic  yards  of  material  were  removed  from  the  harbor  and 
deposited  on  shore.  A  careful  survey  was  later  made  of  the  condi- 
tion of  the  harbor.  This  survey  showed  shoaling  to  have  taken  place 
at  the  following  points:  A  general  shoaling  throughout  the  entrance 
channel;  a  noticeable  shoalmg  in  the  Nuuanu  slip  at  the  head  of  the 
harbor;  a  slight  shoaling  in  front  of  the  wharves  of  the  naval  station; 
and  very  slight  shoaling  in  a  few  other  localities. 

The  maintenance  of  this  harbor  was  provided  for  by  the  act  of 
March  3,  1909,  in  accordance  with  estimate  of  the  Chief  of  Engineers, 
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which  was  printed  in  House  Document  No.  1462,  Sixtieth  Congress, 
second  session. 

The  approved  project  is  about  49  per  cent  completed.  On  Jime  30, 
1909,  there  was  a  minimum  depth  in  the  entrance  channel  of  about  33 
feet;  within  the  harbor  proper  there  was,  outside  of  harbor  lines,  a  gen- 
eral depth  of  35  feet.  The  normal  tidal  oscillation  is  about  2  feet. 
The  head  of  navigation  is  the  head  of  the  harbor,  about  2  miles  from  the 
Light-House  Department  buoys  marking  the  entrance  to  the  harbor. 

The  commerce  between  this  port  and  ports  not  in  the  Hawaiian 
Islands,  for  the  calendar  year  1908,  amoimted  to  approximately 
600,000  tons,  valued  at  $41,562,840.  The  commerce  with  other 
ports  of  the  Hawaiian  Islands  amoimted  to  320,158  tons,  valued  at 
about  $22,000,000. 

What  effect  the  improvement  of  the  harbor  has  had  upon  freight 
rates  can  not  be  stated,  but  vessels  are  now  able  to  enter  and  leave 
the  harbor  with  their  full  load  draft. 

Should  additional  appropriations  be  made  for  this  harbor,  it  is 
proposed  to  expend  the  funds  in  widening  the  harbor  in  pursuance 
with  the  approved  project,  so  as  to  make  it  possible  for  vessels  to  enter 
and  leave  at  all  hours  of  the  day  and  nignt,  instead  of  by  daylight 
only,  as  at  present. 

July  1,  1908,  balance  unexpended $368,396.35 

June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      363,227.14 


July  1,  1909,  balance  unexpended o5, 169. 21 

July  1,  1909,  outatanding  liabilities .50 

July  1, 1909,  balance  available o  5, 168.  71 

Amoimt  (estimated)  required  for  completion  of  existing  project 828, 894. 60 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  for  works  of  improvement  and  for  maintenance,  exclusive  of 
the  balance  unexpended  July  1,  1909 500,000.00 

Submitted  in  compliance  with  requirements  of  sundry  civil  act  of 
June  4,  1897,  and  of  section  7  of  the  river  and  harbor  act  of  1899. 

(See  Appendix  X  X  2.) 

S.  Reclamation  of  Quarantine  Island,  Honolvlu,  Hawaii. — For  his- 
tory and  project,  see  page  853  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1908.  No  work  was  done  during  this  year.  The  ex- 
penditures were  in  payment  of  outstanding  liabdities. 

At  the  close  of  the  fiscal  year  the  sum  of  $20,000  had  been  expended, 
exhausting  the  appropriation.  No  part  of  this  expenditure  was  for 
maintenance. 

For  commercial  statistics,  see  report  for  Improving  Honolulu  Har- 
bor, Hawaii. 

July  1,  1908,  balance  unexpended $2. 75 

June  30, 1909,  amoimt  expended  during  fiscal  year,  for  works  of  improvement.  -    2. 75 

(See  Appendix  X  X  3.) 

4.  Harbor  at  Hilo,  Hawaii, — Hilo  Bay  is  practically  a  deep  open 
roadstead,  protected  to  a  limited  extent  by  JBlonde  reef,  but  other- 
wise exposed  through  the  angle  formed  by  lines  drawn  from  Hilo 
town  to  Kanaha  and  Keokea  points — that  is,  from  about  north  to 

a  In  addition  to  this  balance  the  sum  of  $25,000  Is  made  available  by  the  river  and  harbor  act  of  March  3, 
1909,  but  not  yet  allotted. 
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north  74°  east  (magnetic).  Strong  northeasterly  trade  wmds  prevail 
most  of  the  time.  These  winds  cause  a  choppv  sea  outside  of  Hilo 
Bay  and  considerable  swell  in  the  bay,  which  at  times  makes  it 
unsafe  for  ships  to  lie  at  the  existing  wharves  and  renders  loading 
and  unloading  in  the  bay  difficult.  The  heaviest  seas,  however, 
come  from  the  north  during  northerly  and  northwesterly  storms, 
and  during  this  weather  it  is  often  impossible  for  ships  to  lie  at  the 
wharves  or  even  work  in  the  bav. 

The  present  project,  adopted  dv  Congress  March  2,  1907,  consists 
in  constructing  a  rubble  mound  breakwater  along  Blonde  reef  to  a 
point  on  shore  about  6,000  feet  east  of  Cocoanut  Island,  at  an  esti- 
mated cost  of  $1,700,000,  as  stated  in  House  Document  No.  407, 
Fifty-ninth  Congress,  second  session. 

As  authorized  in  the  act  of  March  2,  1907,  the  project  as  origiQally 
stated  in  the  above-mentioned  House  document  has  been  modified 
in  a  maimer  recommended  on  pa^e  16  of  the  House  document  by 
the  elimination  of  the  third,  or  shore,  arm  of  the  breakwater  and 
the  extension  of  the  middle  arm  of  the  breakwater  to  the  shore. 

For  map,  see  page  2316  of  the  Annual  Report  of  the  Chief  of 
Engineers  for  1908. 

Between  March  2,  1907,  and  March  4,  1909,  $400,000  has  been 
appropriated  for  work  under  the  approved  project,  or  about  23  per 
cent  of  the  estimated  cost  of  the  work  und!er  that  project.  Under 
a  continuing  contract  the  actual  construction  of  the  breakwater 
was  commenced  on  September  12,  1908,  and  on  June  30,  1909,  a 
total  of  31,507  tons  of  stone  had  been  placed,  making  a  total  of  766 
feet  of  completed  breakwater. 

On  June  30,  1909,  the  sum  of  871,000.86  had  been  expended,  all 
on  the  present  project,  and  no  part  being  for  maintenance. 

The  approved  project  is  about  4  per  cent  completed. 

The  commerce  of  this  port  for  the  calendar  year  1908  was  valued 
at  more  than  $16,000,000,  and  amounted  to  more  than  184,000  tons. 

Work  on  this  improvement  has  not  been  carried  far  enough  to 
have  any  effect  on  freight  rates. 

It  is  proposed  to  apply  the  amount  estimated  as  a  profitable 
expenditure  in  the  fiscal  year  1911  to  continuing  the  work  of  con- 
structing the  breakwater.  The  additional  work  proposed  is  necessary 
to  make  the  improvement  available. 

July  1, 1908,  balance  unexpended $298,274.87 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 100, 000. 00 

398,274.87 
June  30, 1909,  amoiint  expended  during  fiscal  year,  for  works  of  improve- 
ment         69,275.73 

July  1,  1909,  balance  unexpended 328,999.14 

July  1,  1909,  outstanding  liabilities 573.00 

July  1,  1909,  balance  available 328,426.14 

July  1,  1909,  amount  covered  by  uncompleted  contracts 301, 355. 44 

Amount  (estimated)  required  for  completion  of  existing  project 1, 300, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June 
30,  1911,  for  works  of  improvement,  exclusive  of  tne  balance  unex- 
pended July  1,  1909 600,000.00 

SuDmitted  in  compliance  with  requirements  of  simdry  civil  act  of 
June  4,  1897. 

(See  Appendix  X  X  4.) 
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RIVER  AND  HARBOR  IMPROVEMENT  IN  THE  DISTRICT  OF  PORTO  RICO. 

This  district  was  in  the  charge  of  Mai.  Charles  L.  Potter,  Corps  of 
Engineers.  Division  engineer,  Col.  D.  W.  Lockwood,  Corps  of 
Engineers. 

Harbor  at  San  Jua/n,  Porto  Rico, — ^This  harbor  has  a  large  area, 
but,  prior  to  work  imder  the  existing  project,  a  small  portion  had 
sufficient  depth  for  modem  shipping.  With  the  exception  of  a 
small  area  in  the  bend  around  La  Pimtilla,  which  had  a  depth  of  30 
feet,  the  available  depths  varied  from  20  to  30  feet.  AU  of  these 
depths  are  referred  to  mean  low  water.  The  usual  range  between 
high  and  low  water  is  about  1  foot.  The  existing  project  adopted  by 
the  river  and  harbor  act  of  March  2,  1907,  is  to  oredge  an  entrance 
channel  600  feet  wide  from  deep  water  outside  to  a  point  opposite 
Morro  Point;  600  feet  wide  from  there  to  La  Pimtilla,  both  to  be  30 
feet  deep,  and  both  to  be  widened  where  they  make  tne  turn  around 
these  pomts;  and  to  dredge,  east  of  La  Pimtilla.  harbor  areas  amount- 
ing to  398,600  square  yards  to  a  depth  of  30  feet  and  70,200  square 
Sards  to  a  depth  of  24  feet,  all  in  accordance  with  House  Document 
[o.  914,  Fifty-ninth  Congress,  first  session. 

The  estimated  cost  of  this  improvement  is  $767,600,  of  which  th^ 
act  of  March  2, 1907,  appropriated  $157^600,  and  authorized  continu- 
ing contracts  for  prosecutmg  the  project  in  the  sum  of  $600,000. 
Of  this  amount  the  sundry  civil  acts  of  May  27,  1908,  and  M.arch 
4,  1909,  appropriated  $220,000  and  $300,000,  respectively,  leaving 
$80,000  to  Tbe  appropriated. 

The  amount  expended  on  the  existing  project  up  to  June  30, 1909, 
is  $316,636.54  for  improvement. 

Work  has  been  carried  on  under  continuing  contract  at  a  cost  of 
19  cents  per  cubic  yard  (scow  measurement)  for  soft  material,  and 
$6.80  per  cubic  yard  (place  measurement)  for  coral  rock,  and  under 
supplemental  contract,  entered  into  February  6,  1909,  whereby  the 
contractor  was  granted  permission  to  dump  in  a  remote  portion  of  the 
harbor,  at  a  reduction  in  price  of  6  cents  per  cubic  yard  for  soft 
material  and  30  cents  per  cubic  yard  for  coral  rock,  when  weather 
conditions  were  such  as  to  render  it  unsafe  for  the  scows  to  be  towed 
to  sea. 

There  have  been  removed  during  the  last  fiscal  year  1,025,322  cubic 
yards  of  soft  material  and  8,048  cubic  yards  of  coral  rock.  Of  these 
amounts  209,259  cubic  yards  of  soft  material  were  dumped  imder 
the  supplemental  contract  at  a  saving  in  cost  of  $10,462.95. 

The  result  of  the  work  has  been  to  practically  complete  the  areas 
authorized  east  of  La  Pimtilla  (inner  harbor);  to  nearly  complete 
the  widening  of  the  entrance  channel  at  La  Pimtilla — only  a  small 
portion  next  to  the  point,  consisting  laigely  of  coral  rock,  remains ;  and 
to  commence  work  on  the  inner  end  of  the  entrance  channel.  The 
contractor  has  also  done  a  large  amount  of  the  necessary  drilling  on  one 
coral-rock  shoal  at  the  outer  end  of  the  entrance  channel.  This  work 
gives  much  relief  in  the  harbor  proper  and  arouijd  the  difficult  turn 
at  La  Pimtilla,  but  the  draft  that  can  be  carried  into  the  harbor  is  still 
limited  to  27  feet  in  the  entrance  channel  which  is  now  being  dredged. 
This  depth  will  accommodate  any  commercial  vessel  entering  San 
Juan  Harbor,  but  they  need  more  width,  which  the  project  will  amply 
provide. 

9001— BNQ  1909 67 

Digitized  by  VjOOQ IC 


898  BEPOBT  OF  THB  OHDSF  OF  SNGIHEBBS,  IT.  S.  ABMY. 

No  work  was  done  by  the  United  States  prior  to  this  project, 
but  some  dredging  was  done  by  the  Spanish  Government. 

The  amoimt  estimated  that  can  be  profitably  expended  for  works 
of  improvement  during  the  fiscal  year  ending  Jime  30,  1911,  will  be 
expended  in  continuing  dredging  imder  the  contract,  which  work  is 
necessary  to  make  the  improvement  available.  In  the  eighteen 
months  between  the  completion  of  the  inner  harbor  and  final  com- 
pletion of  the  contract  there  will  undoubtedly  be  some  fill,  espe- 
cially aroimd  La  Pimtilla.  When  the  contractor  removes  his  plant, 
there  will  be  nothing  left  nearer  than  the  United  States  or  Cuba  that 
can  handle  such  work,  and  any  fill  which  may  occur  meantime 
should  be  removed  before  the  plant  gets  away;  hence  the  $20,000 
for  maintenance. 

Commercial  statistics,  as  given  in  the  appendix,  were  furnished  by 
the  custom  oflScials  in  San  Juan,  and  are  given  in  money  value  only. 

July  1, 1908,  balance  unexpended |303,34L25 

Amount  appropriated  by  sundry  civil  act  approved  March  4, 1909 300, 000. 00 

603,S4L25 
Jiine  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment      241,477.79 

July  1, 1909,  balance  unexpended 361, 863, 46 

July  1, 1909,  outstanding  liabilities 48,000.00 

July  1, 1909,  balance  available 313,863.46 

July  1, 1909,  amount  covered  by  uncompleted  contracts 313, 863. 46 

Amount  (estimated)  required  for  completion  of  existing  project 80, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30, 
1911,  exclusive  of  the  balance  unexpended  July  1, 1909: 

For  works  of  improvement 180,000.00 

For  maintenance  of  improvement 20, 000. 00 

Submitted  in  compliance  with  retjuirements  of  sundry  civil  act  of  June 
4, 1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  Y  Y.) 

THE  BOARD  OF  ENGINEERS  FOR  RIVERS  AND  HARBORS. 

Section  3  of  the  river  and  harbor  act  of  June  13,  1902,  provided  for 
the  organization,  in  the  Office  of  the  Chief  of  Engineers,  bv  detail 
from  tune  to  time  from  the  Corps  of  Elngineers,  of  a  Board  of  five 
engineer  officers,  whose  duties  shall  be  fixed  by  the  Chief  of  Engineers, 
and  to  whom  shall  be  referred  for  consideration  and  recommendation, 
in  addition  to  any  other  duties  assigned,  so  far  as  in  the  opinion  of 
the  Chief  of  Engineers  may  be  necessary,  aU  reports  upon  examina- 
tions and  surveys  provided  for  by  Congress,  and  all  projects  or 
changes  in  projects  for  works  of  river  and  harbor  improvement  there- 
tofore or  thereafter  provided  for.  It  is  further  the  duty  of  the  Board, 
upon  request  to  the  Chief  of  Engineers,  by  the  Committee  on  Com- 
merce of  the  Senate,  or  the  Committee  on  Kivers  and  Harbors  of  the 
House  of  Representatives,  in  the  same  manner  to  examine  and  report 
throiigh  the  Chief  of  Engineers  upon  any  projects  heretofore  adopted 
by  the  Government  or  upon  which  appropriations  have  been  made, 
and  to  report  upon  the  desirabiUty  of  continuing  the  same  or  upon 
any  modifications  thereof  which  may  be  deemed  desirable.  This  pro- 
vision of  the  law  was  extended  by  act  of  March  3, 1906,  to  require  the 


100,000.00 
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Board,  upon  request  of  the  committees  of  Congress  specified  above,  to 
examine  and  review  surveys  as  well  as  projects  provided  for  by  acts  or 
resolutions  prior  to  tiie  river  and  harbor  act  of  Jime  13,  1902,  and  it 
was  further  modified  by  the  act  of  March  2, 1907,  to  include  considera- 
tion of  any  examination  or  survey  made  pursuant  to  any  act  or  reso- 
lution of  Congress. 

Section  13  of  the  act  of  March  3,  1909,  increased  the  scope  of 
preliminary  examinations  and  surveys  by  providing  that  every  re- 
port therem  ordered  shall  contain  such  data  as  it  may  be  practicable 
to  secure  regarding  (first)  the  establishment  of  terminal  and  transfer 
facilities,  (second)  the  development  and  utilization  of  water  power 
for  industrial  and  commercial  purposes,  and  (third)  such  other  sub- 
jects as  may  be  properljr  connected  with  such  project.  It  further 
provided  that  the  investigation  and  study  of  these  questions  may, 
upon  review  by  the  Boara,  ''when  called  for  as  now  provided  by 
law,  be  extended  to  any  work  of  improvement  now  unaer  way  and 
to  any  locality  the  examination  and  survey  of  which  has  heretofore 
been,  or  may  hereafter  be,  authorized  by  Congress."  Section  6  of 
the  same  act  requires  the  Board  to  pass  upon  all  modifications  in 
plan  and  location  involved  in  the  reconstruction  of  any  lock,  canal, 
canaUzed  river,  or  other  work  for  the  use  and  benefit  of  navigation, 
for  which  expenditures  are  authorized  by  that  section. 

During  the  past  fiscal  year  the  Board  was  composed  of  the  following 
officers  of  the  Corps  of  Engineers:  Col.  D.  W.  Lockwood;  Col.  John 
G.  D.  Knight,  from  October  21,  1908;  Col.  R.  L.  Hoxie,  to  July  14, 
1908;  Col.  Smith  S.  Leach,  from  Jiily  9  to  September  16,  1908,  and 
from  March  31,  1909;  Lieut.  Col.  W.  C.  Langfitt,  from  September 
16,  1908;  Maj.  H.  C.  Newcomer,  from  December  21,  1908,  to  March 
31,  1909;  Maj.  E.  Eveleth  Wmslow,  to  October  21,  1908;  Maj. 
Spencer  Cosby,  from  July  14  to  December  21, 1908;  and  Maj.  WiUiam 
J.  Barden. 

Under  the  provisions  of  tlie  acts  of  March  2,  1907,  and  March  3, 
1909,  all  reports  submitted  in  compliance  with  those  acts  have  been 
referred  to  the  Board  for  consideration  and  reconunendation;  in 
addition,  a  number  of  subjects  have  been  presented  to  it  for  report 
in  accordance  with  resolutions  of  the  Conmiittee  on  Rivers  and 
Harbors  of  the  House  of  Representatives,  and  the  Committee  on 
Commerce  of  the  Senate.  The  reports  rendered  by  the  Board  from 
time  to  time  in  response  to  legislative  action  have  been  duly  presented 
to  Congress.  During  the  year  the  Board  also  gave  consideration  to 
a  niunber  of  other  matters  referred  to  it  by  the  Chief  of  Engineers, 
U.  S.  Army,  for  its  views  and  reconunendations. 

Details  of  the  operations  of  the  Board  during  the  past  fiscal  year 
will  be  foimd  in  Appendix  Z  Z. 

SEAGOING  HYDRAULIC  DREDGES. 

There  are  now  24  seagoing  hydraulic  dredges  owned  and  operated 
by  the  United  States,  and  the  following  statement  has  been  prepared, 
showing  in  tabular  form  certain  data  in  regard  to  each  dredge  and  the 
work  accomplished  by  it  during  the  past  year.  In  estimating  the  cost 
per  cubic  yard  of  material  removed  no  allowance  was  made  for  a  pro- 
portionate share  of  office  expenses  or  for  depreciation,  but  includes 
cost  of  all  repairs  and  field  supervision. 
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EXAMINATIONS,   SURVEYS,   AND   CONTINGENCIES   OF   RIVERS   AND 

HARBORS. 

For  examinations,  surveys,  and  contingencies  of  rivers  and  harbors* 
an  appropriation  of  $360,000  should  be  made,  as  follows: 

For  examinations,  surveys,  and  contingencies,  and  for  incidental 
repairs  for  rivers  and  harbors  for  which  there  may  be  no  special  ap- 
propriation; for  expenses  connected  with  the  inspection  of  bridges 
or  other  structures  reported  as  obstructions  to  navigation,  with  9ie 
service  of  notices  and  holding  of  hearings  when  reouired  in  such 
cases,  with  the  location  of  harbor  lines  under  the  act  of  March  3, 1899, 
and  with  the  examinations  and  reports  by  officers  of  the  Corps  of 
Engineers,  and  by  boards  of  engineers  upon  plans  and  sites  for  bndges 
or  other  structures  authorized  oy  law  to  be  built,  and  upon  bills  au- 
thorizing bridges  or  other  structures,  reports  upon  which  may  be 
called  for  by  Congress;  and  for  other  expenses  connected  with  the 
performance  of  the  duties  which  are,  or  may  be,  imposed  by  law  upon 
the  War  Department  in  the  protection  and  preservation  of  the  naviga- 
ble waters  of  the  United  States. 

SUPERVISION  OP  THE  HARBOR  OF  NEW  YORK. 

The  supervisor  of  the  harbor  diuing  the  past  year  was  Capt.  Aaron 
Ward,  U.  S.  Navy. 

The  office  of  supervisor  of  the  harbor  of  New  York  was  created  by 
act  of  Congress  approved  June  29,  1888,  entitled  "An  act  to  prevent 
obstructive  and  mjurious  deposits  within  the  harbor  and  adjacent 
waters  of  New  York  City,  by  dumping  or  otherwise,  and  to  punish 
and  prevent  such  offenses."  This  act  has  been  amended  by  section  3 
of  the  act  of  August  18, 1894,  entitled  "An  act  making  appropriations 
for  the  construction,  repair,  and  preservation  of  certain  pubuc  works 
on  rivers  and  harbors,  and  for  otherpurposes,"  by  which  amendment 
the  functions  and  powers  of  the  officer  have  been  greatly  enlarged. 
Additional  duties  are  also  conferred  on  the  supervisor  by  section  2  of 
the  last-named  act.  The  functions  and  powers  of  the  supervisor  have 
been  further  extended  by  section  8  of  act  of  Congress  approved  May 
28,  1908,  entitled  "An  act  to  amend  the  laws  relating  to  navigation, 
and  for  other  purposes." 

Under  the  provisions  of  section  6  of  the  act  of  June  29,  1888,  a  line 
officer  of  the  Navy  is  designated  to  discharge  the  duties  created  by 
the  act,  imder  the  direction  of  the  Secretary  of  War.  On  May  23, 
1889,  the  Secretary  of  War  directed  that  all  communications  in  con- 
nection with  these  duties  should  be  addressed  to  him  through  this 
office,  and  on  February  1,  1890,  he  further  directed  that  the  powers 
conferred  upon  him  by  the  act  should  be  exercised  through  the  Chief 
of  Engineers. 

The  report  of  Captain  Ward  for  the  past  fiscal  year  is  submitted 
herewith  as  Appencux  AAA. 

Estimates  for  the  fiscal  year  ending  June  SO,  1911. — ^The  estimates 
of  funds  rejiuired  for  this  service  for  the  fiscal  year  ending  June  30, 
1911,  are  given  in  the  above-mentioned  report,  as  follows: 

For  pay  of  inspectore,  deputy  inspectors,  office  force,  and  expenses  of 

office $10,260.00 

For  pay  of  crews  and  maintenance  of  patrol  fleet 75, 000. 00 

For  renewing  engines  and  boilers  of  steam  txig  Viffilant 15, 000. 00 

Total 100,260.00 
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CALIFORNIA    Dl^BRIS    COMMISSION. 

Unrestricted  mining  by  the  hydraulic  process  in  California  resulted 
in  enormous  quantities  of  d6bns  being  washed  down  into  the  rivers 
and  natural  water  courses  draining  the  western  slopes  of  the  Sierras. 
Later  on  hydraulic  TniniTig  was  practically  prohibited  by  the  decisions 
of  the  coinrts  on  account  of  injiuy  to  streams  and  the  adjacent  priyate 
land. 

The  act  of  Congress  apj)roved  March  1,  1893,  created  the  Califor- 
nia D6bris  Commission,  stipulating  that  the  commission  should  con- 
sist of  three  oflBcers  of  the  Corps  of  Engineers,  appointed  by  the 
President  with  the  concurrence  of  the  Senate.  The  same  act  pre- 
scribed the  duties  of  the  conmiission,  which  are,  first,  the  regulation 
of  hydraulic  mining  in  the  territory  drained  by  the  Sacramento  and 
San  Joaquin  river  systems,  so  that  mining  by  that  method  may  be 
resumed  and  carried  on  without  injiuy  to  other  interests  in  the  State, 
and,  second,  to  matiure  and  adopt  plans  to  improve  the  navigability 
of  the  above-mentioned  rivers,  to  protect  same  from  damage  due  to 
mining  debris,  and  to  aflford  relief  thereto  in  flood  time. 

Regulation  of  Jiydravlic  mining, — ^Up  to  June  30,  1909,  the  com- 
mission received  852  applications  for  permits  to  mine  by  the  hydraulic 
process  under  the  restrictions  imposed  by  the  act  of  Congress  of 
March  1, 1893,  and  granted  permits  in  cases  where  means  for  properly 
impoimding  the  debris  were  provided  by  the  applicants. 

improvement  and  protection  of  rivers  and  flood  control. — The  Yuba 
River,  a  tributary  ot  the  Feather,  which  in  turn  is  a  tributary  .of  the 
Sacramento  River,  was  the  first  selected  for  treatment,  this  stream 
being  more  filled  with  d6bris  and  carrying  more  detritus  than  all  the 
other  tributaries  of  the  Sacramento  combined.  The  general  project 
for  the  treatment  of  the  Yuba  was  printed  in  the  Annual  Report  of 
the  Chief  of  Engineers  for  1900,  part  8,  page  5030.  The  estmiated 
total  cost  of  this  project  was  placed  at  $800,000.  It  was  adopted  by 
act  of  Congress  approved  Jime  13,  1902.  The  estimated  total  cost 
of  the  project  has  been  appropriated — $400,000  by  Congress  and 
$400,000  bv  the  legislatmre  of  California,  the  appropriations  by  Con- 
gress stipulating  that  one-half  the  cost  of  the  work  should  be  paid  by 
the  State  of  California. 

The  Yuba  River  project  contemplates  holding  the  great  quantities 
of  mine  d6bris  now  m  that  stream  and  tributaries,  to  prevent  it  from 
being  carried  down  into  the  Feather  and  Sacramento  rivers,  this  to 
be  accomplished  by  restraining  barriers,  or  dams,  across  the  bed  of 
the  Yuba,  by  a  settling  basin  adjoining  the  river  on  the  south,  and 
by  training  walls  below. 

The  amoimt  expended  by  the  United  States  on  the  existing  project 
for  the  work  in  the  Yuba  River  up  to  Jime  30, 1909,  was  $297,746.27. 
These  expenditures  were  principally  in  payment  of  one-half  the  pur- 
chase pnce  of  upward  of  10,000  acres  of  land;  in  payment  of  one- 
half  the  cost  of  the  construction  of  portions  of  barriers,  or  dams,  in 
Yuba  River,  known  as  Nos.  1  and  2 ;  of  one-half  the  cost  of  excava- 
ting a  flood-overflow  channel  through  the  promontory  on  Yuba  River 
known  as  Daguerre  Pointy  of  one-half  the  cost  of  constructing  a  por- 
tion of  the  proposed  trainmg  walls  to  confine  the  flow  of  Yuba  River 
below  Daguerre  Point;  and  of  one-half  the  cost  of  constructing  a  por- 
tion of  the  proposed  dfibris-settling  basin  on  the  south  side  of  i  uba 
River  in  the  vicinity  of  Daguerre  Point. 
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The  expenditures  during  the  past  fiscal  year  were  in  payment  of 
one-half  the  cost  of  constructing  portions  of  the  training  walls  and 

Jortions  of  the  proposed   d6bnsH3ettling  basin  in  the  vicinity  of 
^aguerre  Point. 

m  a  special  report  dated  Jime  30,  1907  (submitted  to  comply  with 
sections  5,  6,  ana  7  of  the  act  of  Confess  of  March  1,  1893),  printed 
in  the  Annual  Report  of  the  Chief  of  Engineers  for  1907,  pages  2262- 
2269,  the  commission  estimated  that  the  restraining  works  already 
constructed  and  remaining  to  be  built  imder  the  present  project  for 
the  treatment  of  Yuba  River  would  provide  capacity  ror  storing 
60,000,000  cubic  yaxds  of  d6bris  in  that  stream.  The  commission 
stated  in  this  special  report,  however,  that  dredging  was  considered 
the  most  feasible  method  to  meet  the  requirements  of  all  the  interests 
involved — navigation,  protection  from  flood  overflow,  better  drain- 
age, and  disposal  and  control  of  debris  in  the  Sacramento  and  Feather 
nvers,  and  submitted  an  estimate  of  $800,000  for  beginning  this  work. 
This  estimate  was  submitted  by  the  commission  with  the  provision 
that  one-half  should  be  appropnated  by  the  State  of  California.  The 
State  of  California  on  March  1,  1909,  appropriated  $400,000  for  this 
piUT)ose  with  the  stipulation  that — 


Sec.  2.  This  act  shall  become  operative  only  upon  condition  that  the  Grovernment 
'  -     -  '^  -  Lghtl     '^     '^ 

.  bvt  , 

tion  that  a  like  sum  of  four  hundred  thousand  dollars  be  appropriated  by  the  United 


of  the  United  States  shall,  under,  bv,  and  thrbuffn  the  War  Department,  assume  full 

5  done  as  provide 


charge  and  control  of  all  work  to  be  done  as  provided  b^  this  act,  and  also  upon  condi- 
tion that  a  like  sum  <' '       '       ^     --  ,  ,  ,,  .  .    ,  ,     .      ^  ..    , 

States  for  such  work. 

The  appropriation  made  by  the  State  of  California  also  contains 
the  provision  that  ^'the  whole  of  such  amoimts  appropriated  by  the 
Congress  of  the  United  States  and  by  the  State  of  California  shall 
be  expended  imder  the  direction  of  the  Secretary  of  War  and  the 
supervision  of  the  Chief  of  Engineers." 

The  commission  reports  that  from  surveys  made  and  from  other 
surveys  soon  to  be  completed  data  will  be  available  for  use  in  prepar- 
ing, diuring  the  ensuing  year,  a  project  for  thorough  control  of  the 
rivers  at  all  stages. 

The  maintenance  of  navigation  on  the  Sacramento  and  San  Joaquin 
river  systems  is  important.  Upward  of  1,000,000  tons  of  freight  and 
300,000  passengers  are  carried  annually  by  vessels  of  all  classes  plying 
the  Sacramento,  San  Joaquin,  Mokelumne,  and  Feather  rivers.  The 
freight  consists  principally  of  grain,  mill  stuflfs,  lumber,  g^roceries, 
fruit,  vegetables,  and  general  merchandise,  and  is  carried  prmcipally 
on  barges  towed  by  steamboats  and  on  scow-schooners.  About  45 
steamboats,  many  barges,  launches,  and  scow-schooners  are  engaged 
in  this  trade. 

Much  of  the  fertile  country  along  the  Sacramento  and  San  Joaquin 
rivers  is  without  railroad  transportation,  owing  to  the  expense  and 
diflBculties  of  the  construction  and  maintenance  of  railroads  in  a  low- 
land country  which  is  subject  to  more  or  less  widespread  floods  an- 
nually. These  fertile  lands,  great  areas  of  which  are  under  a  high 
state  of  cultivation,  are  protected  ordinarily  from  overflow  by  ex- 
tensive levee  systems,  constructed  and  maintained  at  great  expense, 
and  the  rivers  are  in  many  cases  the  only  means  or  transporting 
freight  and  passengers  to  and  from  most  of  this  coimtry.  The  lower 
rates  by  river  to  some  points  which  can  also  be  reached  by  railroads 
are  in  some  cases  met  by  the  latter. 

Digitized  by  VjOOQ IC 


CAUFOBNIA  DilBBIS  COMMISSION. 


907 


The  following  statement  shows  the  present  condition  for  purposes 
of  navigation  of  the  three  principal  streams  comprising  the  Sacra- 
mento and  San  Joaquin  river  systems: 


Sacramento  RiTer. 


Feather  River. 


San  Joaquin  River. 


Maximum  draft  that 
can  be  carried  at  low 
water. 


Head  of  navigation 

Length    of   navigable 
portions. 


San  Francisco  to  Sacra- 
mento, 7  feet;  Sacra- 
mento to  Colusa,  4  to  5 
feet;  Colusa  to  Red 
Blu£[,2to2ifeet. 

RedBlufl 


Mouth  of  river  to 
Marysvllle,  1  to  2 
feet. 


Mouth  to  Sacramento,  61 
miles;  mouth  to  Colusa. 
152  miles;  mouth  to  Red 
Bluff,  262  mUes. 


MarysviUe 

Mouth  to  Marysville, 
ao  miles. 


Mouth  of  river  to  Stock- 
ton, 6  feet;  Stockton  to 
Firebaugh,  a  few 
inches. 

Stockton     (Firebaugh,     4 

months  in  year). 
Mouth     to     Stockton,  50 

miles;    mouth   to   Fire- 

baugh,  200  miles. 


More  extended  information  concerning  navigation,  flood  control, 
and  the  mine  d6bris  question  in  and  alone  the  Sacramento  and  San 
Joxquin  rivers  and  their  tributaries  may  oe  found  in  the  document 
and  reports  referred  to  in  the  Annual  Report  of  the  Chief  of  Engineers 
for  1908  (pt.  1,  p.  861),  and  in  House  Documents  Nos.  1123  and  1124, 
Sixtieth  Congress,  second  session. 

The  members  of  the  commission  during  the  past  fiscal  year  were 
the  following  oflScers  of  the  Corps  of  Engineers,  U.  S.  Army:  Lieut. 
Col.  John  Biddle;  Maj.  C.  H.  McKinstnr,  to  June  7, 1909;  Capt.  Thos. 
H.  Jaokson;  and  First  Lieut.  Charles  T.  Leeds,  since  June  7,  1909. 

The  appended  money  statement  for  appropriation  for  restraining 
mine  dfibris  in  California  includes  only  runds  appropriated  by  Con- 
gress, and  does  not  include  funds  appropriated  oy  tne  legislature  of 
Califomia. 

APPBOPRIATION  FOB  EXPENSES  OF  CALIFORNIA  D^BBIS  COMMISSION,  1909. 

July  1,  1908,  amount  appropriated  by  act  of  Congress  approved  May  27, 

1908 $15,000.00 

June  30, 1909,  amount  expended  during  fiscal  year ol3, 124.85 

July  1, 1909,  balance  unexpended 1,875. 15 

July  1, 1909,  outstanding  liabilities 1,825.15 

July  1, 1909,  balance  reverting  to  Treasury 50. 00 

APPBOPRIATION  FOR  EXPENSES  OF  CALIFORNIA   DEBRIS  COMMISSION,  1910. 

Amount  appropriated  by  act  of  Congress  approved  March  4,  1909 $15, 000. 00 

Amount  (estimated)  required  for  expenses  of  the  California  Debris  Com- 
mission during  the  fiscal  year  ending  Jime  30,  1911,  in  regulating  hy- 
draulic mining  operations  in  the  State  of  Califomia,  making  examina- 
tions and  surveys  for  improvement  of  navigation,  control  and  disposition 
of  mine  debris,  and  control  of  flood  waters  as  required  by  the  act  of  Con- 
gress approved  March  1,  1893 15, 000. 00 

o  In  addition  there  was  expended  during  the  year  $2.09  from  appropriation  for  fiscal 
year  1907  and  $1,142.75  from  appropriation  for  fiscal  year  1908. 
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APPROPRIATION  FOR  RBSTRAININa  MINB   DEBRIS  IN  CALIFORNIA. 

July  1,  1908,  balance  unexpended $132,042.54 

Amount  received  from  sales 503.  78 

132,546.32 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       29,659.81 

July  1,  1909,  balance  unexpended 102,886.51 

July  1, 1909,  outstanding  liabilities  payable  by  United  States 9, 955.  60 

July  1, 1909,  balance  available 92,930.91 

July  1, 1909,  amount  of  United  States  funds  covered  by  uncompleted  con- 
tracts         7,043.38 

(See  Appendix  B  B  B.) 

EXAMINATION  OF  MISSISSIPPI  RIVER  WITH  A  VIEW  TO  PROVIDING 
AND  MAINTAINING  A  NAVIGABLE  CHANNEL  14  FEET  DEEP  AND  OF 
SUITABLE  WIDTH  FROM  ST.  LOUIS  TO  THE  MOUTH. 

Under  the  provisions  of  the  river  and  harbor  act  of  March  2,  1907, 
a  commission  has  been  appointed  to  examine  the  Mississippi  River 
below  St.  Louis  and  report  upon  the  practicability  and  desirability  of 
constructing  and  maintaining  a  navigable  channel.  14  feet  deep  and  of 
suitable  width  from  St.  Louis  to  the  mouth  of  the  river  either  by 
open-channel  improvement  or  by  a  canal  or  canals  for  part  of  said 
route.  The  commission  is  also  required  by  the  act  to  consider  in 
this  connection  the  survey  of  a  proposed  waterway  from  Chicago  to 
St.  Louis  heretofore  reported  upon  (see  H.  Docs.  No.  263,  59th  Cong., 
Ist  sess.,  and  No.  437,  59th  Cong.,  2d  sess.),  and  also  to  report  upon 
any  water  power  which  may  be  created  in  the  said  section  of  the  Mis- 
sissippi River  below  St.  Louis,  as  well  as  in  the  proposed  waterway 
from  Chicago  to  St.  Louis,  and  what  steps,  if  any,  should  be  taken  to 
cause  the  cost  of  improvement  to  be  derrayed  in  whole  or  in  part  by 
means  of  such  water  power  or  of  lands  which  may  be  dramed  by 
either  of  said  waterways. 

The  members  of  the  commission  are  Col.  W.  H.  Bixby^  Corps  of 
Engineers,  president,  Mississippi  River  Commission;  Lieut.  Col. 
C.  McD.  Townsend,  Corps  of  Engineers  j  Lieut.  Col.  J.  Q.  Warren, 
Corps  of  Engineers;  Mr.  Henry  B.  Richardson,  member  of  the 
Mississippi  River  Commission,  and  Mr.  Homer  P.  Ritter,  member 
of  the  Mississippi  River  Commission,  with  Capt.  G.  R.  Lukesh,  Corps 
of  Engineers,  as  recorder. 

Report  dated  March  20, 1909,  was  duly  submitted  and  was  reviewed 
by  the  Board  of  Engineers  for  Rivers  and  Harbors,  pursuant  to  law. 
Tne  report  was  transmitted  to  Congress  and  printed  in  House  Docu- 
ment No.  50,  Sixty-first  Congress,  m^t  session. 

The  sum  of  $190,000  was  appropriated  by  the  act  to  defray  the 
expense  of  the  survey,  of  which  $177,065.02  had  been  expended  to 
June  30,  1909.  The  expenditure  during  the  year  amounted  to 
$65,040.19. 
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MISSISSIPPI   RIVER  COMMISSION. 

The  Mississippi  River  Commission,  constituted  by  act  of  Congress 
of  June  28,  1879,  is  in  charge  of  the  improvement  of  the  Mississippi 
Kiver  from  Head  of  Passes  to  the  mouth  of  the  Ohio  River,  including 
the  rectification  of  Red  and  Atchafalaya  rivers  at  their  junction  with 
the  Mississippi,  the  building  of  levees,  and  the  improvement  of  the 
several  harbors  for  which  specific  appropriations  nave  been  made, 
with  the  exception  of  the  narbor  of  Vicksburg  and  the  mouth  of 
Yazoo  River.  It  is  also  charged  with  the  survey  of  the  Mississippi 
River  from  Head  of  Passes  to  its  headwaters,  and  with  gauging  the 
river  and  its  tributaries. 

The  river  and  harbor  acts  of  March  3,  1906,  and  March  2,  1907, 
prescribed  that  the  money  therein  appropriated  and  authorized  to  be 
expended  should  be  apphed  to  the  construction  of  suitable  and  neces- 
sary dredge  boats  ana  other  devices  and  appUances  and  in  the  main- 
tenance and  operation  of  the  same,  with  the  view  of  ultimately  obtain- 
ing and  maintaining  a  navigable  channel  from  Cairo  down  not  less 
than  250  feet  in  width  and  9  feet  in  depth  at  all  periods  of  the  year, 
except  when  navigation  is  closed  by  ice.    They  also  authorized  allot- 
ments from  such  ninds  in  the  discretion  of  the  Commission  and  upon 
approval  by  the  Chief  of  Engineers,  to  be  applied  to  the  water  courses 
connected  with  the  river  and  the  harbors  upon  it  now  imder  the 
control  of  the  Mississippi  River  Commission. 

Act  of  Congress  approved  June  4,  1906,  provides  that  any  funds 
which  have  been,  or  maj^  hereafter  be,  appropriated  by  Congress  for 
improving  the  Mississippi  River  between  tne  Head  of  r asses  and  the 
mouth  of  the  Ohio  River,  and  which  may  be  allotted  to  levees,  mav 
be  expended  under  the  direction  of  the  Secretary  of  War,  in  accord.- 
ance  with  the  plans,  specifications,  and  recommendations  of  the  Mis- 
sissippi River  Commission,  as  approved  by  the  Chief  of  Engineers, 
upon  levees  upon  any  part  of  saia  river  between  the  Head  of  Passes 
■  and  Cape  Girardeau,  Mo. 

The  act  of  March  2,  1907,  provided  for  prosecution  of  the  work- 
under  continuing  contract  and  authorized  expenditures  in  the  sum  of 
$6,000,000  (of  which  $2,000,000 yet  remains  to  be  appropriated), pro- 
vided that  this  sum  shall  be  used  in  improvement  for  not  less  tnan 
three  years,  the  work  done  each  year  to  cost  approximately 
$2^00,000. 

The  commissioners  during  the  past  fiscal  year  were  Col.  Wm.  H. 
Bix by.  Corps  of  Engineers,  president;  Col.  Wm.  T.  Rossell,  Corps 
of  Engineers;  Lieut.  Col.  J.  G.  Warren,  Corps  of  Engineers;  Homer 
P.  Ritter,  assistant.  United  States  Coast  and  Geodetic  Survey; 
Robert  S.  Taylor,  J.  A.  Ockerson,  and  Henry  B.  Richardson. 

Capt.  G.  R.  Lukesh,  Corps  of  Engineers,  was  on  duty  as  secretary 
to  the  Commission  to  November  30,  1908,  and  First  Lieut.  C.  H. 
Knight,  Corps  of  Engineers,  since  that  date. 

jEstimaiejor  the  fiscal  year  ending  June  SO,  1911, — ^The  following 
jstimate  of  funds  required  for  carrying  on  the  works  under  its  charge 
or  the  year  ending  June  30,  1911,  is  submitted  by  the  commission: 

'or  continuing  the  improvement  of  Mississippi  River  from  Head  of  Passes 
to  the  mouth  of  the  Ohio  River,  including  salaries  and  clerical,  office, 
traveling,  and  miscellaneous  expenses  of  the  Mississippi  River  Com- 
mtssiozi.. $4,000,000 
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The  estimate  has  been  reduced  in  this  office  to  $2,000,000,  this 
being  the  limit  of  expenditure  at  present  authorized  by  Confess. 

The  report  of  the  commission  on  the  operations  under  its  charge 
during  the  fiscal  year  ending  Jime  30^  1909^  is  submitted  herewith  as 
Appendix  P  P  P  of  this  report. 

PERMANENT  INTERNATIONAL  COMMISSION  OP  THE  CONGRESSES  OF 

NAVIGATION. 

By  act  approved  June  28,  1902,  Congress  appropriated  the  sum 
of  $3,000  per  year  for  the  support  and  maintenance  of  the  Permanent 
International  Commission  of  the  Congresses  of  Navigation  and  for 
the  payment  of  the  actual  expenses  of  the  properly  accredited  national 
delegates  of  the  United  States  to  the  meeting  of  the  Congresses  and 
of  the  Commission. 

At  the  beginning  of  the  fiscal  year  the  United  States  was  repre- 
sented on  the  Permanent  International  Commission  of  the  Congresses 
of  Navigation  by  Brig.  Gen.  C.  W.  Raymond^  U.  S.  Army,  retired; 
Mr.  E.  L.  Corthell,  ci^  engineer;  lieut.  Col.  H.  F.  Hodges,  Corps  of 
Engineers;  lieut.  Col.  J.  C.  Sanford,  Corps  of  Engineers,  and  Mr. 
John  Bogart,  civil  engineer.  On  the  permanent  executive  committee 
of  that  Commission  it  was  represented  by  General  Ravmond  bs  the 

?rincipal  representative  and  Mr.  E.  L.  Corthell  as  the  substitute, 
'he  representation  on  the  Commission  and  on  the  executive  com- 
mittee has  remained  unchanged  during  the  year.  Colonel  Sanford 
attended  a  meeting  of  the  Commission  held  at  Brussels,  Belgium, 
May  17,  1909;  also  a  meeting  of  the  executive  committee  held  May 
15,  1909,  neither  of  the  regular  members  representing  the  United 
States  being  able  to  be  present. 

The  expenditures  dunng  the  year  from  the  appropriation  made  by 
Congress  amounted  to  $3,860.50,  and  have  been  for  the  expenses  of  the 
American  Section  in  attending  its  meetings  and  of  the  delegate  to  the 
meeting  of  the  Permanent  International  Commission  of  the  Congresses 
of  Navigation,  for  the  maintenance  of  the  executive  office  of  the 
American  Section,  for  the  printing  and  distribution  of  circulars  issued 
hj  the  Section,  and  for  the  support  and  maintenance  of  the  com- 
mission, to  which  the  United  States  contributes  $1,000  per  annum. 

ESTABLISHMENT  OF  HARBOR  LINES. 

Under  authority  given  to  the  Secretary  of  War  in  section  11  of 
the  river  and  harbor  act  approved  March  3,  1899,  harbor  lines  have 
been  established  during  the  past  fiscal  year  at  the  following  localities, 
imder  dates  as  indicated: 

East  side  of  Hudson  River,  between  Adams  street  and  Burden  Iron 
Works,  Trov;  N.  Y.,  approved  March  13,  1909;  Red  Hook  Point, 
Brooklyn,  N.  Y.,  moaincation  approved  March  19,  1909;  Arthur 
EdU,  between  Buckwheat  Island  and  Morse  Creek,  N.  J.,  approved 
October  8,  1908;  Delaware  and  Schuylkill  rivers  at  rhiladelpnia.  Pa., 
approved  September  4,  1908;  Absecon  Inlet,  Atlantic  City,  N.  J., 
approved  January  23,  1909;  Curtis  Bay,  Baltimore  Harbor,  Md., 
south  side,  approved  May  25,  1909;  Potomac  River  at  Alexandria, 
Va.,  approved  June  1, 1909;  Mobile  River  at  Pinto  Island,  approved 
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February  13,  1909;  Missouri  River  at  Omaha.  Nebr.,  approved  June 
5,  1909;  Monongahela  River  from  Brownsville  near  Lock  No.  6  to 
Lock  No.  6,  at  Rices  Landing,  Pa.,  approved  June  6,  1909;  Alle- 
gheny River,  Pennsylvania,  from  Lock  No.  2  to  upper  end  of  Bril- 
Eant  Pumping  Station,  modification  approved  September  6,  1908; 
Ohio  River  from  Dam  No.  3,  at  Glen  Osborne,  Pa.,  to  Dam  No.  5, 
near  Rochester,  Pa.,  approved  May  29, 1909;  Muskingum  River  above 
and  below  Lock  ana  Dam  No.  10,  at  ZanesviUe,  Ohio,  approved  June 
25,1909;  Duluth-Superior  Harbor  in  front  of  Minnesota  roint,  Minne- 
sota and  Wisconsin,  approved  September  21, 1908;  Manitowoc  River 
at  Manitowoc,Wis.,  approved  July  6, 1908;  Inner  Harbor  of  San  Pedro, 
Cal.,  approved  unconditionally  July  29,  1908;  San  Francisco  Bay, 
California,  between  point  San  Pablo  and  Castro  Rocks,  modification 
approved Mav  22, 1909;  Swinomish  Slough  at  La  Conner,  Wash.,  aj)- 
proved  October  9,  1908;  Kahului  Harbor,  Hawaii,  approved  April 
22, 1909. 

RULES  AND  BEGULATIONS  GOVERNING  THE  NAVIGATION  OF  CANALS, 

ETC. 

Section  4  of  the  river  and  harbor  act  of  August  18, 1894,  as  amended 
by  section  11  of  the  river  and  harbor  act  of  June  13,  1902,  delegates 
to  the  Secretary  of  War  the  duty  of  prescribing  such  rules  and  regu- 
lations for  the  use,  administration,  and  navigation  of  any  or  all  canals 
and  similar  works  of  navigation  that  now  are  or  that  hereafter  may  be 
owned,  operated,  or  maintained  by  the  United  States  as  in  his  judg- 
ment the  public  necessity  may  require;  and  he  is  also  authorized  to 
prescribe  regulations  to  govern  the  speed  and  movement  of  vessels  and 
other  water  craft  in  any  public  navigable  channel  which  has  been  im- 
proved under  authority  of  Congress  whenever  in  his  judgment  such 
regulations  are  necessary  to  protect  such  improved  channels  from  in- 
jury or  to  prevent  interference  with  the  operations  of  the  United 
States  in  improving  navigable  waters  or  injury  to  any  plant  that  may 
be  emploved  in  such  operations.    Such  rules  and  regulations  have 
been  established  during  the  past  year  for  the  following-named  locali- 
ties: 

Tampa  and  Hillsboro  bays,  Florida;  Apalachicola  Harbor,  inner 
channel,  Florida;  Southwest  Pass,  Mississippi  River,  La. ;  Port  Arthur 
Ship  Canal,  the  Sabine-Neches  Canal  and  part  of  Taylors  Bayou, 
Texas;  BuflFalo  Bayou,  Texas;  Duluth-Superior  Harbor,  Minnesota 
and  Wisconsin;  St.  Clair  River,  Michigan;  Columbia  and  Willamette 
rivers,  Oregon;  San  Juan  Harbor,  Porto  Rico,  channel  leading  to. 

RULES    AND   REGULATIONS   GOVERNING  THE   OPENING   OF   DRAW- 
BRIDGES. 

Section  6  of  the  river  and  harbor  act  of  August  18,  1894,  provides 
^hat  it  shall  be  the  duty  of  all  persons  owning,  operating,  and  tend- 
ng  the  drawbridges  then  built  or  which  might  thereafter  be  built 
Lcross  the  navigable  rivers  and  other  waters  of  the  United  States  to 
pen  or  cause  to  be  opened  the  draws  of  such  bridges,  \mder  such  rules 
nd  regulations  as  in  the  opinion  of  the  Secretary  of  War  the  public 
1  teres  ts  require,  for  the  passage  of  vessels  and  other  water  craft. 
uch   rvdes  and  regulations  have  been  established  during  the  past 
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ireax  by  the  Secretary  of  War  for  certain  drawbridges  over  the  fol- 
owing-named  waterways: 

Spa  Creek,  between  Annapolis  and  Eastport,  Md.;  Mackeys  Creek, 
North  Carohna;  Galena  River,  Illinois;  St.  Croix  River,  Wisconsin  and 
Minnesota;  Kalamazoo  River  between  Douglas  and  Saugatuck,  Mich. 

RULES  AND  REGULATIONS  FOR  THE  NAVIGATION  OF  STREAMS  ON 
WHICH  THE  FLOATING  OF  LOOSE  TIMBER  AND  SACK  RAFTS  OF  TIM- 
BER AND  LOGS  IS  THE  PRINCIPAL  METHOD  OF  NAVIGATION. 

Under  the  provisions  of  act  of  Congress  approved  May  9, 1900,  "An 
act  authorizing  the  Secretary  of  War  to  make  regulations  governing 
the  running  of  loose  logs,  steamboats,  and  rafts  on  certain  rivers  and 
streams,''  me  Secretary  of  War  has  prescribed  rules  and  regulations 
for  the  navigation  of  the  ''Inland  route,''  so  called,  and  connecting 
waters  between  Cheboygan  and  Conway,  Mich. 

STRUCTURES  IN  THE  NAVIGABLE  WATERS  OF  PORTO  RICO. 

Act  of  Congress  approved  June  11,  1906,  empowered  the  Secretary 
of  War,  under  certam  restrictions,  to  authorize  the  construction,  ex- 
tension, and  maintenance  of  wharves,  piers,  and  other  structures  on 
lands  xmderljring  harbor  areas  and  navigable  streams  and  bodies  of 
water  in  or  surrounding  Porto  Rico  and  the  islands  adjacent  thereto. 

Through  a  conference  between  the  district  officer  and  the  governor 
of  Porto  Rico  a  definite  policy  has  been  established  and  is  followed 
in  connection  with  applications  for  privileges  under  this  law,  several 
applications  having  been  acted  on  during  the  year. 

BRIDGING  NAVIGABLE  WATERS  OF  THE  UNITED  STATES. 

Plans  and  maps  of  locations  of  the  following  bridges  proposed  to 
be  erected  under  the  authority  of  special  acts  of  Congress  have  been 
examined  with  a  view  to  protection  of  the  interests  of  navigation 
and  have  been  approved  by  the  Secretary  of  War,  as  provided  by  the 
acts^  and  the  local  engineer  officers  have  been  furnished  copies  of 
the  mstruments  of  approval  and  drawings  showing  the  plans  and  loca- 
tions and  charged  with  the  supervision  of  the  construction  of  the 
bridges,  so  far  as  necessary,  to  see  that  they  are  built  in  accordance 
with  the  approved  plans: 

Bridge  of  Allegheny  and   Washington  counties y  Pa.,  over  Monor^ 

?ahela  Rwer  at  Monongahela  city. — l^lans  and  map  of  location  of  a 
ridge  at  this  place  authorized  by  act  of  Congress  approved  April  3, 
1908,  were  approved  May  21,  1908^  and  modified  drawings  supple- 
mental to  those  attached  to  original  instrument  were  approved 
July  5.  1908. 
Bridge  of  the  Chicago,  Indianapolis  and  LouisviMe  Railroad  Com- 
my,  over  Calumet  River  at  Hammond,  Ind. — Reconstruction  of  this 
ridge  was  authorized  by  act  of  Congress  approved  February  20, 
1908.     Plans  were  approved  July  29.  1908. 

Bridge  of  the  Seaboard  Air  Line  Railroad  Comvany  over  Sa/vannah 
River  at  Hutchinson  Island.  Georgia. — Plans  for  tne  reconstruction  of 
an  existing  bridge  at  this  place  were  approved  November  12,  1908, 
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Bridge  of  the  city  of  Chicago  over  Cahimet  River  at  Ninety-second 
street,-— Yhna  for  a  bridge  to  replace  an  existing  structure  at  this 
place  were  approved  November  12,  1908. 

Bridge  of  Okanogan  County,  Wash.,  over  OJcanogan  River  at  OTcano- 
jaw.— Construction  of  this  bridge  was  authorized  by  act  of  Congress 
approved  May  20,  1908.  Plans  and  map  of  location  were  approved 
January  8,  1909. 

Bridge  of  the  St.  Paul  Bridge  a/nd  Terminal  Railway  Comj>any  over 
Mississivpi  River  at  St  Pavl,  Minn. — Construction  of  this  bridge 
was  autnorized  by  act  of  Congress  approved  December  18,  1908. 
Plans  and  map  of  location  were  approved  February  16,  1909. 

Bridge  of  the  Delaware,  lAickawanna  and  Western  Itailroad  Company 
over  Delaware  River  near  Columbia,  N.  J.,  and  Slateford,  Pa. — Con- 
struction of  this  bridge  was  authorized  by  act  of  Congress  approved 
January  14,  1909.  rlans  and  map  of  location  were  approved  March 
9,  1909. 

Bridge  of  Carter  County,  Mo.,  over  Current  River  near  Van  Bur  en 
F^rn/.— Construction  of  this  bridge  was  authorized  by  act  of  Con- 
gress approved  February  1,  1909.  Plans  and  map  of  location  were 
approved  April  8,  1909. 

Bridge  of  the  Iowa  Central  Railway  Company  over  Mississippi  River 
at  Keimsiurg,  lU. — Reconstruction  of  this  bridge  was  authorized  by 
act*  of  Congress  approved  February  25,  1909.  rlans  were  approved 
April  12,  1909. 

Bridge  of  the  Santee  River  Cypress  Lumber  Comj^any  over  Santee 
River  near  Ferguson,  S.  C — Construction  of  this  bndge  was  author- 
ized by  act  of  Congress  approved  February  6,  1909.  Plans  and  map 
of  location  were  approved  April  14,  1909. 

Bridge  of  the  Chicago,  Lake  Shore  and  Eastern  Railway  Company, 
over  Calumet  River  near  Gary,  Ind. — Construction  of  this  bridge  was 
authorized  by  act  of  Congress  approved  March  3,  1909.  Plans  and 
map  of  location  were  approved  April  26,  1909. 

Bridge  of  Behn  Brothers  over  (fondado  Bay  at  San  Juan,  P.  R. — 
Construction  of  this  bridge  was  authorized  by  act  of  Congress  ap- 
proved February  25, 1909.  Plans  and  map  of  location  were  approved 
April  29,  1909. 

Bridge  of  the  Northern  Pacific  Railway  Company  over  St.  Louis 
River  {Grcissy  Point  Bridge)  between  Dututh,  Minn.,  and  Superior, 
Wis. — Construction  of  a  bridge  at  this  place  was  authorized  by  act 
)f  Congress  approved  January  3,  1887.  Plans  for  a  bridge  to  replace 
in  existing  structure  at  this  point  were  approved  May  10,  1909. 

Bridge  of  the  North  Coast  Railroad  Company  over  Columbia  River 
n  Benton  and  WaUa  WaUa  counties,  TRwA.-— Construction  of  this 
ridge  was  authorized  by  act  of  Congress  approved  January  29,  1907. 
'Jans  and  map  of  location  were  approved  May  13,  1909. 
Bridge  of  the  dty  of  St.  Louis,  Mo.,  over  Mississippi  River  in  that 
^y.— Construction  of  this  bridge  was  authorized  by  act  of  Congress 
>proved  Jime  25,  1909.  Plans  and  map  of  location  were  approved 
ecember  17,  1908.  Modified  plans  were  approved  May  20,  1909. 
Bridge  of  the  Brownsville  and  Gulf  Rauway  Company  over  Rio 
ande  River  at  Brownsville,  Tex.,  and  Matamoras,  Mexico. — Con- 
duction of  this  bridge  was  authorized  by  act  of  Congress  approved 
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May  20,  1908,  as  amended  by  joint  resloution  approved  May  22, 
1908.    Plans  and  maj)  of  location  were  approved  May  21,  1909. 

Bridge  of  the  AUantic  Coast  Line  Railroad  Comparvy  over  Savannah 
River  at  Savannah,  Oa. — ^Plans  for  the  reconstruction  of  an  ATiflf.ing 
structure  were  approved  May  21,  1909. 

Bridge  of  the  LouisviUe  ana  NashviUe  Railroad  Comparyy  over  Coosa 
River  at  (tadsden,  Ala, — ^Plans  for  reconstructing  an  existing  bridge 
at  this  place  were  approved  June  16.  1909. 

Bridge  of  Manistee  Township,  Mich.,  over  Mamstee  River  at  Manis- 
tee.— Construction  of  this  bridge  was  authorized  by  act  of  Congress 
approved  May  20,  1908.  Plans  and  map  of  location  were  approved 
August  15,  1908. 

Under  the  provisions  of  section  9  of  the  river  and  harbor  act 
approved  March  3,  1899,  bridges  may  be  built  over  navigable  waters 
entirely  within  the  limits  of  any  State,  under  authority  of  legislative 
enactments  of  such  State,  when  the  plans  and  locations  of  the  struct- 
ures are  approved  by  the  Secretary  of  War.  Plans  and  maps  of 
locations  of  the  following  bridges  proposed  to  be  erected  under  these 
provisions  have  been  examined  with  a  view  to  protection  of  the  inter- 
ests of  navigation  and  have  been  approved  by  the  Secretary  of  War, 
and  the  local  engineer  officers  have  been  furnished  copies  of  the 
drawings  and  instruments  of  approval  and  charged  with  the  supervi- 
sion of  construction  of  the  briages,  so  far  as  necessary,  to  see  that 
they  are  built  in  accordance  witn  the  approved  plans: 

bridge  of  the  AUantic  Coast  Line  Rauroad  (fompavy  over  Scotts 
Creek  at  Hospital  and  Pinner  points,  Virginia. — ^Plans  for  reconstruct- 
ing an  existing  bridge  at  this  place  were  approved  July  6,  1908. 

nridge  of  the  Dm  Island  Company  over  bay  Island  Waterway  near 
Tacoma,  Wash. — ^rlans  and  map  of  location  were  approved  July 
16,  1908. 

Bridge  of  (he  Baltimore  and  Ohio  Railroad  Company  over  Susque- 
hanna  River  at  Havre  de  Orace,  Md. — Plans  for  the  reconstruction  of 
an  existing  structure  were  approved  July  27^  1908. 

Bridge  of  Atlantic  County,  if.  J.,  over  Inside  Thorouahfare  at  Ven^ 
nor. — Plans  for  replacing  an  existing  structure  at  this  place  were 
approved  July  30,  1908. 

JSridge  of  town  of  Handsboro,  Miss.,  over  Bayou  Bernard  at  that 
place. — Plans  and  map  of  location  were  approved  July  30,  1908. 

Bridge  of  Warren  County,  Miss.,  over  Big  Black  River  at  Ivanhoe 
Ferry. — Plans  and  map  of  location  were  approved  September  25, 
1907.    Modified  plans  were  approved  August  10,  1908. 

Bridge  of  the  Congress  Street  Bridge  Commission  of  Bridaeport, 
Conn.,  over  PoquoniwcTc  River  in  that  dty. — ^Plans  for  a  bridge  to 
replace  an  existing  structure  were  approved  August  12,  1908. 

Bridge  of  the  Seattle  Electric  Company  across  East  arid  West  water- 
ways in  SeaMle  Harbor,  Washington. — ^Plans  and  map  of  location 
were  approved  August  15,  1908. 

Bridge  of  King  Uounty,  Wash.,  over  White  River  at  OriUia. — ^Plans 
and  map  of  location  were  approved  August  15,  1908. 

Bridge  of  the  Seattle  Electric  Company  over  portage  between  Lakes 
Union  ana  Washington  at  Seattle,  Wash. — ^Plans  for  this  bridge  were 
approved  August  17,  1908. 

Bridge  of  Perry  County,  Ark.,  over  Fourche  Le  Fevre  River  near 
Houston. — ^Plans  and  map  of  location  were  approved  August  17, 1908. 
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Bridge  of  Hudson  County,  N.  J.,  across  HacJeensack  River y  at  Newark 
avenue,  Jersey  City. — ^Plans  for  rebuilding  an  existing  structure  at 
this  place  were  approved  July  20,  1906,  and  plans  supplemental 
thereto  were  approved  August  22,  1908. 

Bridge  of  Warren  County,  Miss,,  over  Big  Black  River  ai  HarJdnson 
Ferry, — Plans  for  rebuilding  an  existing  bridge  at  this  place  were 
approved  August  22,  1908. 

Bridge  of  Harrison  County,  Miss,,  over  Tchoutacahouffa  River, 
helow  Morris  Ferry, — ^Plans  and  map  of  location  were  approved 
August  27,  1908. 

Bridge  of  (he  Bath-Rowan  Bridae  Comparvy  over  Licking  River  at 
Farmers,  Ky. — ^Plans  and  map  of  location  were  approved  September 
1,  1908. 

Bridge  of  {he  Logan  and  SouQiem  Railway  Com'pamf  over  Ouyandot 
River  at  Logan,  W.  Va. — ^Plans  and  map  of  location  were  approved 
September  1,  1908. 

Bridge  of  ihe  New  Iberia,  St.  Martin  and  Northern  Railroad  Com- 
pany over  Bayou  Teche,  near  Wyche  Plantation,  Louisiana. — Plans 
and  map  of  location  were  approved  September  3,  1908. 

Bridge  of  the  Montgomery  Bridge  Company  over  Kanawha  River  at 
Montgomery,  W,  Va. — ^Plans  and  map  of  location  for  this  bridge  were 
approved  September  6,  1907.  Map  of  new  location  was  approved 
September  8,  1908.  New  approval  in  name  of  Montgomery  and 
Cannelton  Bridge  Company  and  former  approval  canceled  February 
16,  1909. 

Bridge  of  Venango  County,  Pa.,  over  AUegheny  River  at  Oil  City, — 
!Plans  and  map  of  location  of  bridge  to  replace  an  existing  structure 
were  approved  September  14,  1908. 

Bridge  of  the  city  of  Chicago,  lU.,  over  South  Fork  of  South  Branch  oj 
Chicago  River. — Plans  and  map  or  location  were  approved  September 
14,  1908. 

Bridge  cf  Muskegon  County,  Mich,,  over  Muskegon  River, — ^Plans 
and  map  of  location  were  approved  September  18,  1908. 

Bridge  of  Snohomish  County,  Wash,,  over  StUaguamish  River,  near 
Stanwood,  Wash, — ^Plans  and  map  of  location  were  approved  Sep- 
tember 24,  1908. 

Bridge  of  ihe  city  of  Ottawa,  lU,,  over  Illinois  River  at  that  place. — 
Plans  and  map  of  location  were  approved  September  22,  1908. 

Bridge  of  Leake  County,  Miss,,  over  Pearl  River  at  Cariha^e, — Plans 
for  rebuilding  an  existing  bridge  at  this  place  were  approved  Sep- 
tember 30,  1908. 

Bridge  of  Quitman  County,  Miss,,  over  Coldwater  River  near  Dar- 
ling.— Plans  and  map  of  location  were  approved  October  2,  1908. 

midge  of  Herruxndo  County,  Fla,,  over  WitMacoochee  River  at 
Istachdtta. — Plans  and  map  of  location  were  approved  October  8, 
1909. 

Bridge  of  ihe  Havre  de  Grace  and  Perryville  Bridae  Company,  over 
Susquehanna  River  at  Havre  de  Grace,  Ma. — Plans  for  reconstructing 
an  existing  bridge  at  this  place  were  approved  October  22,  1908. 

Bridge  of  ihe  city  of  Green  Bay,  Wis,,  over  Fox  River  at  that  place. — 
Plans  and  map  of  location  were  approved  October  26,  1908. 

Bridge  of  Lee  a/nd  De  Soto  counties,  Fla.,  over  Caloosahatchee  River 
at  LabeUe. — Plans  and  map  of  location  were  approved  October  28, 
1908. 
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Bridge  of  the  New  Orleans  and  Northwestern  Railroad  Company  over 
Tensas  River,  near  Daniels  Ferry,  La, — Plans  for  rebuilding  an  exist- 
ing structure  at  this  place  were  approved  October  29,  1908. 

jBridae  of  Jones  County,  N,  C,  over  Trent  River  in  said  county. — 
Plans  for  rebuilding  an  existing  structure  were  approved  October  30, 
1908. 

Bridge  of  Essex  County,  Va.,  over  Piscataway  Creek. — ^Plfi^ns  for 
rebuilding  an  existing  structure  were  approved  November  4,  1908. 

Bridge  of  Kamiah  Bridae  Company,  ijimited,  over  Clearwater  River 
near  Kamiah,  Idaho, — ^Plans  and  map  of  location  were  approved 
August  29,  1908.     Modified  plans  were  approved  November  12,  1908. 

Bridge  of  Fairmount  Coal  Company  over  RedbanJc  Creek,  near  New 
Bethlehem,  Pa. — Plans  and  map  of  location  were  approved  November 
12,  1908. 

Bridge  of  the  city  of  Oswego,  N^  Y.,  over  Oswego  River  in  (hat  city. — 
Plans  for  reconstructing  an  existing  bridge  were  approved  November 
17,  1908. 

Bridge  of  Cahed  County,  W.  Va.,  over  Guyandot  River  at  Barbours- 
viUe. — vPlans  and  map  of  location  were  approved  November  17,  1908. 

Bridge  of  Bergen  County,  N.  J.,  over  HacKensa^Jc  River  at  HackenscuJc 
and  Ridgefield  Parle. — ^Plans  and  map  of  location  were  approved 
December  12,  1908. 

Bridge  of  the  Gfrays  Harbor  and  Puget  Sound  Railway  Company  over 
Hoquiam  Uiver  at  Hoquiam,  Wash. — Plans  and  map  of  location  were 
approved  December  12,  1908. 

Bridge  of  Coos  County,  Oreg.,  over  South  Slough  in  (hat  couniy.— 
Plans  and  map  of  location  were  approved  December  12,  1908. 

Bridge  of  the  Pittsburg,  Fort  Wayne,  and  Chicago  Railroad  Company 
over  Chicago  River  at  Nineteenth  street,  Chicago,  lu. — Plans  and  map  of 
location  for  this  bridge  were  approved  April  17, 1907.  Modified  plans 
were  approved  December  15,  1908. 

Bridge  of  Dade  County,  Fla.,  over  North  Forlc  of  Miami  River. — 
Plans  and  map  of  location  were  approved  December  17,  1908'. 

Bridge  of  the  Oregon  and  Washington  Railroad  Company  over  Column 
hia  Slough  in  MvMnomdh  Couniy,  Oreg, — Plans  and  map  of  location 
were  approved  December  23,  1908. 

Bridge  of  the  Grays  Harbor  and  Puget  Sound  Railway  Company  over 
CheJtalis  Kiver  near  Centralia,  Wa^h. — Plans  and  map  of  location  were 
approved  December  23,  1908. 

Bridge  of  the  Union  Pa^dfic  Railroad  Company  over  Kansas  River 
at  Kansas  City,  Kans, — Plans  for  rebuilding  an  existing  structure  at 
this  place  were  approved  January  7,  1909. 

Bindge  of  the  city  of  Milwaukee.  Wis.,  over  Milwaukee  River  at  Michi- 
gan street,  that  city. — ^Plans  for  a  oridge  to  replace  an  existing  structure 
at  this  place  were  approved  January  9,  1909. 

Bridges  of  the  highway  commission  of  the  State  of  Washington  over 
Deception  and  Canoe  passes  connecting  Whidbey  Pass  and  Fidalgo 
islarids. — ^Plans  and  maps  of  location  for  these  bridges  were  approved 
January  9,  1909. 

Bridge  of  the  Seattle  Electric  Company  over  Lake  Union  at  Seattle^ 
Wash. — Plans  and  map  of  location  of  a  temporary  structure  were 
approved  November  17,  1908.  Change  of  location  was  approved 
January  15,  1909. 
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Bridge  offfie  city  of  New  York  over  Hutchinson  River  {East  Chester 
Greek)  at  hoston  Post-Road,  borough  of  the  Bronx, — Plans  and  maj)  of 
location  for  a  temporary  and  a  permanent  bridge  to  replace  an  exist- 
ingstructure  were  approved  January  15,  1909. 

Briige  of  the  Mount  Desert  Tran^t  Company  over  Mount 
desert  Narrows  between  Trenton  and  Eden,  Me, — rlans  and  map  of 
location  were  approved  January  25,  1909. 

Bridge  of  the  city  of  Sheboygan,  Wis.,  over  Sheboygan  River  in 
that  city. — rlans  and  map  of  location  for  a  bridge  to  replace  an  existing 
bridge  were  approved  January  26,  1909. 

Bridge  of  the  Cleveland  Terminal  and  Valley  Railroad  Company  over 
Om/ahoga  River  at  Cleveland,  Ohio. — Plans  and  map  of  location  were 
approved  January  28,  1909. 

jBridge  ofPutTiam  County,  Fla.,  over  St.  Johns  River  at  Palatka. — 
Plans  and  map  of  location  were  approved  February  6,  1909. 

Bridges  of  H,  H.  Taylor,  trustee,  for  BeUingham  Bay  and  British 
OolwmUa  Railway  Company,  over  Whatcom  CreeJc  and  SanxUicum 
Oreelc  waterways,  BeUingham  Bay,  Washington. — ^Plans  and  maps  of 
location  were  approved  JFebruary  6,  1909. 

Bridge  of  the  Illinois  Central  Railroad  Company  over  Wolf  River 
near  Memphis,  Tenn. — Plans  and  map  of  location  were  approved 
February  9,  1909. 

Bridae  of  Whalcom  County,  Wash.,  over  new  m^mth  ofNooTcsaJc  River 
(Larraoee  Slough)  at  Marietta. — Plans  for  reconstructing  a  bridge  at 
this  place  were  approved  March  11,  1909. 

Bridge  of  Chicago,  Milwaukee  and  Puget  Sound  Railway  Company 
over  PuyaMup  River  ai  Tacoma,  Wash. — Plans  and  map  of  location 
were  approved  March  15,  1909. 

Bridge  of  Florida  East  Coast  Railway  Company  over  New  River 
near  Fort  Lauderdale,  Fla. — Plans  for  reconstructing  an  existing 
bridge  at  this  place  were  approved  February  8,  1909.  Modified 
plans  were  approved  March  19,  1909. 

Bridge  of  King  Couniy,  Wash.,  over  SquaJc  Slough  (Sammamish 
River)  near  Redmond. — ^rlans  for  rebuildmg  an  existing  structure 
at  this  place  were  approved  March  19,  1909. 

Bridge  of  Essex  County,  Mass.,  over  Merrinuic  River  between  New- 
hurypori  and  Deer  Island. — Plans  for  rebuilding  an  existing  structure 
were  approved  April  8,  1909. 

Bridge  of  the  Manatee  Bridge  Company  over  Manaiee  River  at 
Manatee,  FJa. — ^Plans  and  map  of  location  were  approved  April  12, 
1909. 

Bridge  of  the  Pittsburg,  Sihawmut  and  Northern  Railroad  Company 
wer  Auegneny  River  near  BvUis  Mills,  Pa. — ^Plans  and  map  of  loca- 
ion  were  approved  April  13,  1909. 

Bridge  of  toe  city  ofuswego,  N.  Y.,  over  Oswego  River  at  thai  dty. — 
^lans  for  reconstructing  an  existing  bridge  at  this  place  were  approved 
Lpril  15,  1909. 

Bridge  of  the  town  of  Eden,  Me.,  over  channel  between  Bar  Harbor 
nd  Bar  Island. — ^Plans  and  map  of  location  were  approved  April  21, 
?09. 

Bridge  of  Carteret  County,  N.  C,  over  North  River  in  thai  county. — 
LajiB  and  map  of  location  were  approved  April  21,  1909. 
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Bridge  of  lUinaia  Cenirdl  Bailroad  Campaivy  aver  8dU  River  at 
West  Point,  Ky. — ^Plans  for  reconstructing  an  existing  bridge  at  this 
place  were  approved  April  27,  1909. 

Bridge  of  the  Peoria  and  PeJdn  Union  Railway  Company  over 
lUinois  River  at  Peoria,  lU. — ^Plans  and  map  of  location  were  approved 
April  29,  1909. 

Bridge  of  the  Linn  Creek  Bridge  Company  over  Osage  River  near 
lAnn  Creek,  Mo, — ^Plans  and  map  of  location  were  approved  May  5, 
1909. 

Bridge  of  Margaret  A.  HiU  over  Hook  Creek  hetween  the  dty  of 
New  York  and  Hempstead,  N.  T. — ^Plans  and  map  of  location  were 
approved  May  6, 1909. 

Bridge  of  TiMamook  Cowniy,  Oreg,,  over  Tillamook  River  near 
m/)uih  of  Trask  River. — ^Plans  and  map  of  location  were  approved 
May  14,  1909. 

Bridge  of  Essex  and  Hudson  counties,  N.  J.,  over  Passaic  River 
(Newark  Flank  Road  Bridge). — ^Plans  for  reconstructing  this  bridge 
were  approved  May  18,  1909. 

Bridge  of  Harry  Churchill  over  Little  Red  River  at  Panghum,  Ark. — 
Plans  and  map  of  location  were  approved  May  22,  1909. 

Bridge  of  Bergen  County,  N.  J.,  over  Berry  Creek  at  (he  Paterson 
PlarJc  Road. — ^rlans  and  map  of  location  were  approved  May  22, 
1909. 

Bridge  of  Catahoula  Parish,  La.,  over  Litde  River  at  JonesviUe. — 
Plans  lOT  rebuilding  an  existing  structure  at  this  place  were  approved 
May  29,  1909. 

Bridge  of  the  Southern  Pa(^c  Company  over  San  Francisco  Bay 
at  Dumbarton  Point,  Col. — ^rlans  for  tms  bridge  were  approved 
November  24,  1906.    Modified  plans  were  approved  June  2,  1909. 

Bridge  of  the  Chicago  and  Northwestern  Railway  Company  over 
Fox  Rvoer  (lAttle  Lake  Butte  des  Norts)  at  Neenah,  Wis. — ^Plans  for 
rebuilding  this  bridge  were  approved  June  16.  1909. 

Bridge  of  {he  Chicago  ana  Northwestern  Railway  Company  over 
Fox  River  at  Neenah,  Wis. — ^Plans  for  rebuilding  this  bndge  were 
approved  Jime  16,  1909. 

Bridge  of  the  Chicago  and  Norfhweetem  RaUvm/  Comvanu  over 
Fox  River  at  Menasha,  Wis. — Plans  for  reconstruction  of  tnis  bridge 
were  approved  June  16,  1909. 

Bridge  of  Burlington  County,  N.  J.,  over  Rancocas  River  at  Bridge- 
horo. — l^lans  for  reconstruction  of  an  existing  bridge  at  this  place 
were  approved  June  21,  1909. 

Bridge  of  the  NoffoUc  and  SouGiem  Railway  Company  over  ATbe- 
metric  ^ound  between  Hornbhwer  Point  and  Mackeys  Greek,  North 
Carolina. — ^Modified  plans  for  this  bridge  were  approved  Jime  23, 
1909. 

Bridge  of  Oalveston  Countv,  Tex.,  over  West  Oalveston  Bay  at  Gal-- 
veston. — ^l^dified  plans  for  this  bridge  were  approved  June  23,  1909. 

Bridge  of  San  Joaquin  County,  CaZ.^  over  Mokdumne  River  at 
Benson  Ferry. — ^Plans  and  map  of  location  were  approved  June  23, 
1909. 

Bridge  ^  the  Louisa  Cod  Company  over  Levisa  Fork  of  Big  Sandy 
River  at  Torchlight,  Ky. — ^Plans  and  map  of  location  were  approved 
June  25, 1909. 
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Bridge  of  MUers  Creek  Railroad  Compawy  over  Levisa  ForJc  of 
Big  Sandy  River  near  mouth  of  Millers  OreeTc,  Kentucky, — Plans 
and  map  of  location  were  approved  June  26,  1909. 

Bridge  ofihe  city  of  Poruand,  Oreg.^  over  WiUamette  River, — ^Plans 
for  rebnildSng  this  ondge  were  approved  June  26,  1909. 

Bridge  of  me  village  of  Park  Falls ^  Wis.,  over  North  Fork  of  Flam- 
beau  River. — ^Plans  and  map  of  location  were  approved  June  28,  1909. 

Bridge  of  the  Louisville  and  Nashvitle  Railroad  Company  oyer 
Salt  River  at  ShepTterdsvUUf  Ky. — ^Plans  for  reconstructing  an  exist- 
ing bridge  at  this  place  were  approved  Jime  30,  1909. 

bridge  of  the  Colorado  Southemj  New  Orleans  and  Pacific  Railroad 
Company  over  Atchafalaya  River  lelow  Melville,  La, — Plans  for 
altenng  an  existing  structure  were  approved  June  30,  1909. 

BRIDGES    OBSTRUCTING    NAVIGATION. 

Under  the  requirements  of  section  18  of  the  river  and  harbor  act 
approved  March  3,  1899,  the  Secretary  of  War  notified  the  persons, 
corporations,  or  associations  owning  or  controlling  certain  bridges 
obstructing  navigation,  after  ^ving  them  a  reasonable  opportumtv 
to  be  heard,  to  so  alter  said  bridges  as  to  render  navigation  through 
or  under  them  reasonably  free,  easy,  and  imobstructed,  specifying 
in  the  notice  the  alterations  required  to  be  made  and  prescribing  a 
reasonable  time  within  which  to  make  them,  as  follows: 

Bridge  of  the  Chdf,  Colorado  and  Santa  Fe  Railway  Company  over 
Pine  Island  Bayou,  near  BeaumorU,  Tex, — Notice  dated  July  7,  1908, 
was  served  on  the  company  July  16,  1908.  Specified  alterations  to 
be  completed  on  or  before  six  months  from  date  of  service  of  notice. 

Bridge  of  the  Norfolk  and  Southern  Railway  Company  over  Lynn- 
haven  Inlet f  Virginia, — ^Notice  dated  July  8,  1908,  was  served  on  the 
companv  July  26,  1908.  Specified  alterations  to  be  completed  on  or 
before  three  months  from  date  of  service  of  notice. 

Bridge  of  Calhoun  County,  Fla.,  over  Chipola  River,  near  ClarksviUe, 
Fla, — Notice  dated  October  6, 1908,  was  served  on  the  board  of  county 
commissioners  on  November  7,  1908.  Specified  alterations  to  be 
completed  on  or  before  twelve  months  from  date  of  service  of  notice. 

Bridge  ofihe  Charleston  Bridge  Company  over  AsJdey  River  at  Charles- 
ton, S.  C. — Notice  dated  January  26, 1909,  was  served  on  the  company 
February  6. 1909.  Specified  alterations  to  be  completed  on  or  before 
eight  montns  from  date  of  service  of  notice. 

Bridge  of  Iberville  Parish,  La,,  over  Bayou  Plaquemine. — Notice 
dated  March  5^  1909,  to  remove  cofferdam  around  south  pier  was  served 
on  the  police  jury  of  said  parish.  Specified  removal  to  be  completed 
within  thirty  days  from  date  of  service  of  notice. 

Bridge  of  Kent  CourUy,  Dd.,  over  Leipsic  River  ai  Leipsic,  Del, — 
Notice  dated  March  25,  1909,  was  served  on  the  levy  court  of  said 
county  April  13,  1909.  Specified  alterations  to  be  completed  on  or 
before  September  1,  1909. 

Bridge  of  Kino  County,  Wash,,  over  Sammamish  River  (Squak 
Slou^)  heiow  Bothel,  Wash, — Notice  dated  March  25, 1909,  was  served 
on  tne  board  of  county  commissioners  April  5,  1909.  Specified 
alterations  to  be  completed  on  or  before  October  1,  1909. 
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Bridge  of  the  AUantie  Coast  Line  Railroad  Company  over  AsTdey 
River  at  Bees  Ferry j  8.  C. — Notice  dated  March  30,  1909,  was  served 
on  the  company  April  12, 1909.  Specified  alterations  to  be  completed 
on  or  before  six  months  from  date  of  service  of  notice. 

Bridge  ofOalveaton  and  Harris  counties y  Tex.,  over  Clear  Creek ,  n£ar 
League  City,  Tex. — Notices  dated  April  1, 1909,  served  on  the  commis- 
sioners' courts  of  these  counties  April  12  and  14, 1909.  Specified  alter- 
ations to  be  completed  on  or  before  June  1,  1909. 

Bridge  of  Duval  County,  Fla,,  over  Pablo  CreeTc,  in  said  county. — 
Notice  dated  April  21,  1909,  was  served  on  the  board  of  county  com- 
missioners May  1,  1909.  Specified  alterations  to  be  completea  on  or 
before  four  months  from  date  of  service  of  notice. 

Bridge  of  counties  of  Charleston  and  CoUeton,  8.  C,  over  RantcwUs 
CreelCf  8ouih  Carolina. — Notices  dated  May  11.  1909,  served  on  the 
county  supervisors  May  18,  1909.  Specified  alterations  to  be  com- 
pleted witnin  four  months  from  date  of  service  of  notices. 

Bridge  of  Kent  County,  Del.,  over  Leipsic  River  {Martins  Bridge),  in 
thai  county. — Notice  dated  May  19,  1909,  was  served  on  the  levy 
court  of  said  county  June  8,  1909.  Specified  alterations  to  be  com- 
pleted on  or  before  October  1,  1909. 

Bridge  of  the  city  of  8eatile,  Wash.,  over  Duwamish  River  West  Water^ 
way. — ^Notice  dated  May  19,  1909,  was  served  on  board  of  public 
works  June  2,  1909.  Specified  alterations  to  be  completed  on  or 
before  October  31,  1909. 

Bridge  of  the  Northern  Pa^fic  Railway  Company  over  the  West 
Waterway  of  Duwamish  River  at  8eaMle,  Wa^h. — Notice  dated  May  19, 
1909,  was  served  on  the  company  June  1,  1909.  Specified  alterations 
to  be  completed  on  or  before  October  31,  1909. 

Bridge  of  the  8eattle  Electric  Company  over  waterways  ai  entrance  of 
Duwamish  River  at  8eattle,  Wash. — Notice  dated  May  19,  1909,  was 
served  on  the  company  Mav  28,  1909.  Specified  alterations  to  be 
completed  on  or  before  October  31,  1909. 

Bridge  of  the  city  of  Chicago  over  North  Branch  of  Chicago  River  at 
Indiana  street — Notice  dated  June  30,  1909,  was  served  on  the 
mayor  July  20,  1909.  Specified  alterations  to  be  completed  on  or 
before  May  30,  1912. 

Bridge  of  the  dty  of  Chicago,  lU.,  over  entram,ce  to  8outh  Branch  cf 
Chicago  uiver  a/t  Lake  street. — Notice  dated  June  30,  1909,  was 
served  on  the  mayor  of  the  city  July  20,  1909.  Specified  alterations 
to  be  completed  on  or  before  December  31,  1912. 

STRUCTURES  OTHER  THAN  BRIDGES  IN  THE  NAVIGABLE  WATERS 
OF   THE    UNITED    STATES. 

Pursuant  to  the  provisions  of  sections  9  and  10  of  the  river  and 
harbor  act  of  March  3,  1899,  and  of  certain  special  acts  of  Congress, 
numerous  appUcations  for  permission  to  build  structures  of  various 
kinds  other  tnan  bridges  (such  as  dams,  wharves,  dolphins,  booms, 
weirs,  etc.)  in  the  navigable  waters  of  the  United  States  have  been 
examined  with  a  view  to  the  protection  of  navigation  interests. 

Upon  the  recommendation  of  the  Chief  of  Engmeers,  permits  have 
been  granted  by  the  Secretary  of  War  for  the  erection  of  a  number 
of  such  structures,  but  specific  reference  is  not  deemed  necessary 
except  in  the  following  cases. 
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Ba/m  of  Reuben  BoUinger  in  Clinch  Rvoer  near  Agee,  Tenn, — ^Plans 
and  map  of  location  were  approved  January  19,  1909. 

Dam  of  Spencer  B,  Newberry  in  Rock  River  at  Grand  Detour,  lU. — 
Construction  of  this  dam  was  authorized  bv  act  of  Congress  ap- 
proved February  16, 1906.  Plans  and  map  of  location  were  approved 
February  4,  1909. 

Dam  of  Twin  City  Power  Company  in  Savannah  River  near  Prices 
Island,  South  Carolina. — Construction  of  this  dam  was  authorized 
by  act  of  Congress  approved  February  28,  1908.  Plans  and  map 
of  location  were  anproved  February  20,  1909. 

Da/m  of  the  Bedford  Power  Company  across  East  Fork  of  White 
Rvoer  at  WiHiamSy  Ind. — ^Plans  ana  map  of  location  were  approved 
February  27,  1909. 

Dam  of  the  Choctawhatchee  River  Light  and  Power  Company  in 
Choctawnatchee  River  near  Newton,  -4Za.— Construction  of  this  dam  was 
authorized  by  act  of  Confess  oi  March  10,  1908.  Plans  and  map 
of  location  were  appro vea  March  9, 1909. 

Dam  of  the  Ruth  Trust  Company  across  Willamette  Slough  near 
Portland,  Greg, — Plans  and  map  of  location  for  a  structure  to  replace 
one  built  by  the  United  States  were  approved  May  12,  1909. 

MISCELLANEOUS. 

[Public  works  not  provided  for  In  acts  making  appropriations  for  the  constmotlon,  repair,  and  preserratlon 

of  works  on  rivers  and  harbors.] 

BRIDGES  AT  WASHINGTON,  DISTRICT  OP  COLUMBIA.. 

Operations  under  this  head  were  in  the  temporary  charge  of  First 
Ldeut.  E.  J.  Dent,  Corps  of  Engineers,  to  July  18,  1908,  in  the  charge 
of  Maj.  Spencer  Cosby,  Corps  of  Engineers,  from  July  19,  1908,  to 
December  22,  1908,  and  in  the  charge  of  Maj.  Jay  J.  Morrow,  Corps 
of  Engineers,  from  December  23,  1908,  to  the  end  of  the  fiscal  year, 
with  the  exception  of  the  highway  bridge  across  Potomac  River, 
which  was  transferred  to  the  office  of  Public  Buildings  and  Grounds 
September  12,  1908,  under  authority  of  the  Secretary  of  War  dated 
September  1,  1908. 

1.  Repair  of  the  Aqueduct  Bridge  across  Potomac  River, — (a)  Repair 
of  piers, — Congress  by  joint  resolution  approved  July  1, 1902,  enacted 
asiollows: 

That  the  Secretary  of  War  be,  and  he  is  hereb  v,  authorized  to  spend  an  amount  not 
exceeding  three  thousand  dollars  from  the  balance  of  appropriations  made  for  the 
reconstruction  of  pier  number  four  of  the  Aqueduct  Bnage,  District  of  Columbia, 
for  the  purpose  of  the  examination  of  and  immediate  temporary  repairs  to  the  remain- 
ing piers  of  said  bridge  in  cases  of  need  arising  from  flood  or  ice. 

The  act  of  Congress  approved  March  2, 1907,  making  appropriations 
for  the  expenses  of  the  government  of  the  District  of  Cfolumbia  for 
the  fiscal  year  ending  June  30,  1908,  contains  the  following  item: 

And  the  unexpended  balance,  amounting  to  about  fourteen  thousand  dollars,  of 
the  apj^ropriations  for  the  reconstruction  of  piers  numbered  four  and  five  of  said 
bridge  is  hereby  reappropriated  and  made  available  for  the  periodical  examination 
of  the  remaining  piers  of  tine  bridge  and  making  of  such  repairs  as  may  be  found  neces- 
sary. 

Examinations  by  diver  and  such  minor  repairs  as  were  found 
necessary  have  been  made  from  time  to  time.  These  examinations 
have  shown  that  there  is  in  process  a  gradual  deterioration  of  the 
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masonrv  of  the  piers  below  the  water  line.  The  defects  show  usually 
in  the  form  of  cavities  caused  by  the  dropping  out,  during  freshets, 
of  one  or  more  of  the  stones  in  or  near  the  face.  These  cavities 
have  usually  been  repaired  by  filling  them  with  concrete  in  bags, 
deposited  by  a  diver.  In  some  instances  the  rep^ed  portions  have 
been  protected  by  placing  riprap  in  front  of  them.  In  three  of  the 
piers,  Nos.  1,  4,  and  5,  the  detects  became  so  serious  that  this  method 
of  repair  was  impracticable  and  new  piers  have  been  built  to  replace 
the  old  ones. 

A  thorough  examination  of  all  the  old  piers  was  made  during 
September,  1908.  A  number  of  large  cavities  were  found,  which 
wfere  repaired  by  filling  them  with  concrete  in  the  usual  manner. 
During  October,  1908,  heavy  riprap  was  placed  in  front  of  sonae  of 
the  largest  of  these  patches  and  tne  piers  were  left  in  as  good  condition 
as  practicable. 

July  1, 1908,  balance  unexpended $14,956.01 

June  30,  1909,  amount  expended  during  fiscal  year 1,276.08 

July  1, 1909,  balance  unexpended 13,679.93 

(6)  Pier  No.  1. — ^The  District  of  Columbia  appropriation  act 
approved  March  2,  1907,  contains  the  following  item: 

Aqueduct  Bridge:  For  reconstruction  of  pier  numbered  one  of  the  Aqueduct 
Bridge  across  the  Potomac  River  at  Creorgetown,  District  of  Columbia,  to  be  expended 
under  the  direction  of  the  Secretary  of  War,  eighty  thousand  dollars. 

An  examination  made  in  January,  1907,  showed  this  pier  to  be  in 
such  condition  that  it  was  considered  impracticable  to  repair  it 
satisfactorily. 

Plans  and  specifications  for  the  complete  removal  of  the  pier  and 
the  construction  of  a  new  and  stronger  pier  in  its  place  were  prepared 
and  a  contract  for  the  work  was  entered  into  July  24,  1907.  Work 
under  the  contract  was  begim  August  15,  1907,  when  dredging 
aroimd  the  pier  was  started.  From  about  the  first  of  September  the 
work  was  carried  on  continuously,  except  for  delays  due  to  freshets 
and  ice  in  the  river  during  January  and  February,  1908,  and  to  short- 
age of  materials  at  other  times.  The  coflFerdam  and  the  false  work 
to  support  the  superstructure  of  the  bridge  were  finally  coinnleted  in 
Marcn,  1908,  and  the  removal  of  the  old  pier  was  begim.  Tnis  work 
was  completed  and  the  construction  of  the  new  pier  commenced  late 
in  April.  The  new  pier  is  founded  on  the  solid  rock  bottom  of  the 
river  and  consists  of  a  concrete  base  extending  to  about  7  feet  below 
the  water  line,  and  of  ashlar  masonry  with  concrete  backing  above 
that  elevation. 

The  masonry  work  was  completed  and  the  bridge  trusses  lowered 
to  a  bearing  on  the  new  pier  in  Jxily,  1908.  The  removal  of  the  cof- 
ferdam and  puddling  material  and  the  final  cleaning  up  were  com- 
pleted in  August,  1908. 

July  1, 1908,  balance  unexpended $54,800.28 

June  30,  1909,  amount  expended  during  fiscal  year 40, 122. 50 

July  1, 1909,  balance  unexpended fll4,677.78 

(See  Appendix  C  C  C  1.) 

a  Balance  of  114,677.78  deposited  in  United  States  Treasury  (reverted  and  diqpped). 
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t.  Highway  Bridge  across  Potomac  River  at  Washingtony  D,  0. — 
(a)  Construction. — ^All  of  the  government  work  in  connection  with 
the  construction  of  the  highway  bridge  and  approaches  was  com- 
pleted during  the  fiscal  year  ending  Jime  30,  1908.  A  complete  his- 
tory of  the  project  will  be  foimd  in  the  Annual  Report  of  the  Chief  of 
Eimneers  for  that  and  preceding  years. 

On  Septeml)er  12,  1908,  the  unexpended  balance  of  the  appropria- 
tion for  construction,  including  the  retained  percentage  on  the  con- 
tract for  paving  the  approaches,  which  was  neld  under  a  five-year 
guarantee  clause,  was  turned  over  to  the  office  of  Public  Buildings 
and  Grounds,  under  authority  of  the  Secretary  of  War,  dated  Sep- 
tember 1,  1908. 

July  1, 1908,  balance  unexpended 14,832.24 

September  12,  1908,  amount  expended 300. 60 

September  12,  1908,  balance  unexpended  and  turned  over  to  the  office  of 
Public  Buildings  and  Grounds 4, 531.  ft4 

(jb)  Maintena/nce  and  opera4ion. — In  addition  to  the  routine  work 
of  operating  the  draw  and  pohcing  the  bridge  and  approaches,  the 
work  of  repairing  and  strengthening  the  timber  fenders  of  the  pivot 
and  rest  piers  at  the  draw,  commenced  during  the  last  fiscal  vear, 
was  contmued  and  minor  repairs  were  made  to  portions  of  the 
machinery. 

The  bridge  and  approaches  were  transferred  on  September  12, 
1908,  to  the  office  of  rublic  Buildings  and  Groimds,  under  authority 
of  the  Secretary  of  War,  dated  September  1,  1908. 

MAOVTENANCB  OT  HIOHWAT  BBTOQE  ACBOSS  POTOMAC  BTVXB,  DISTBICT  Of  COLUMBIA,  1906. 

July  1, 1908,  balance  unexpended 12,052.67 

September  12, 1908,  amount  expended 2, 032. 44 

September  12, 1908,  balance  unexpended,  reverted  to  Treasury 20. 23 

MAnrnCKANCB  OV  mOHWAT  BHIDOB  ACROSS  POTOMAC  RIYEB,  DISTBICT  OP  COLUMBIA,  1909. 

Amount  appropriated  by  act  of  May  26,  1908 $16, 000. 00 

September  12, 1908,  amount  expended 2,499.11 

September  12,  1908,  balance  unexpended  and  turned  over  to  the  office  of 
Public  Buildings  and  Grounds 13,500.89 

(See  Appendix  C  C  C  2.) 

MAINTENANCE  AND  REPAIR  OF  THE  WASHINGTON  AQUEDUCT,  DIS- 
TRICT OF  COLUMBIA,  AND  WASHINGTON  AQUEDUCT,  DISTRICT  OF 
COLUMBIA,  FILTRATION  PLANT. 

Operations  under  this  head  were  in  the  charge  of  Capt.  E.  J.  Dent, 
Corps  of  Eiigineers,  to  July  18,  1908;  Maj.  Spencer  Cosby,  Corps  or 
Engineers,  thily  19,  1908,  to  December  22,  1908,  and  Maj.  Jay  J. 
Morrow,  Corps  of  Engineers,  from  December  22,  1908,  to  the  end  of 
the  fiscal  year.  The  last  two  officers  had  under  their  immediate 
orders  Capt.  E.  J.  Dent,  Corps  of  Engineers,  from  July  19,  1908,  to 
December  31,  1908,  and  Lieut.  Warren  T.  Hannum,  Cforps  of  Engi- 
neers, from  November  17,  1908,  to  the  end  of  the  fiscal  year. 

1.  Washington  Aqueduct,  District  of  Columbia:  (A)  Maintenance 
a/nd  opmxtion  of  the  Washington  Aqueduct  amd  its  accessories. — ^Ap- 
propriations for  maintenance  and  operation  of  the  Washington  Aque- 
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duct  are  applied  to  the  improvement,  maintenance,  and  repair  of 
those  parts  of  the  water-supply  s^tem  which  are  under  the  super- 
vision of  the  Chief  of  Engineers.  These  are  the  masonry  dam  across 
the  Potomac  at  Great  FaBs,  the  works  there  for  regulating  the  supply 
to  the  conduit,  the  Conduit  road  from  Great  Falls  to  Washington,  a 
distance  of  about  14  miles,  the  conduit  from  Great  Falls  to  the 
Georgetown  reservoir,  a  distance  of  about  12  miles,  the  three  reser- 
voirs for  supplying  the  city^  the  tunnel,  about  4  miles  long,  connecting 
the  Georgetown  and  McMillan  Park  reservoirs,  the  two  bridges  for 
carrying  the  mains  across  Rock  Creek,  and  other  auxiUary  worKs.  A 
description  of  these  works  may  be  found  in  the  Annual  Keport  of  the 
Chief  of  Engineers,  1903,  pages  2485-2487. 

The  original  project  for  construction  of  the  Washington  Aqueduct 
was  dated  Februaiy  12,  1853,  and  nublished  as  Senate  Executive 
Document  No.  48,  Thirty-second  Congress,  second  session.  The 
project  provided  for  suppling  the  city  of  Washington  with  water 
taken  from  the  Potomac  River  at  Great  Falls,  Maryland,  about  14 
miles  above  the  city  and  16}  miles  from  the  present  filtration  plant, 
and  with  water  from  Little  Falls  Branch.  Work  was  begun  in  1853, 
and  in  1859  water  from  Little  Falls  Branch  was  suppUed  to  the  city 
through  the  conduit.  The  first  Potomac  water  was  suppUed  to  the 
city  in  December,  1863. 

The  water  from  Little  Falls  Branch  became  polluted  and  works  for 
excluding  it  were  completed  in  1895.  The  dam  at  Great  Falls  was 
raised  during  1896  and  the  capacity  of  the  system  increased  to  its 
present  extreme  limit  of  90,000^000  gallons  per  day,  or,  making 
allowances  for  sudden  increases  m  consumption,  to  a  safe  limit  of 
65,000,000  gallons.  For  a  discussion  of  the  capacity  of  the  system,  see 
Annual  Reports,  Chief  of  Engineers,  for  1897.  pages  3991-4014,  and 
for  1906,  pages  2093-2095,  and  Appendix  D  D  D  of  this  report. 

During  the  year  the  conduit  between  Great  Falls  and  Ddecarlia 
reservoir  has  been  cleaned  twice;  the  tunnel  between  Georgetown  and 
McMillan  Park  reservoirs  were  partially  drained  and  repaired;  some 
repairs  were  made  to  the  Conduit  road;  concrete  wing  walls  were 
built  for  strengthening  the  masonry  at  the  north  connection  of 
DalecarUa  reservoir,  and  the  other  structures  were  maintained  in 
good  condition. 

WASHINGTON  AQUEDUCT,  DISTRICT  0»  COLUMBIA,  1908— MAI NTBNANCB. 

July  1,  1908,  balance  unexpended |3, 624.  79 

June  30,  1909,  amount  expended  during  fiscal  year 3, 581. 59 

July  1, 1909,  balance  unexpended 043.20 

WASHINGTON  AQUEDUCT,  DISTRICT  OP  COLUMBIA,  1909 — ^MAINTBNANCB. 

Amount  appropriated  by  act  approved  May  26, 1908 $33, 000. 00 

June  30, 1909,  amoimt  expendea  during  fiscal  year .*.    28, 770. 85 

July  1, 1909,  balance  unexpended 4, 229. 15 

July  1,  1909,  outstanding liabilitiee 4,229.15 

a  Balance  of  $43.20  deposited  in  Treasury  of  the  United  States;  leTerted  and 
dropped. 
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(5)  Purchase  of  dredge  for  Daiecarlia  reservoir. — ^The  dredge  was 
purchased  under  contract,  and  final  payment  was  made  in  April, 
1908. 
July  1, 1909, balance  unexpended »$2,106.10 

(0)  Increasing  the  water  supply  of  Washington,  D.  0. — By  act  of 
Congress  approved  May  26,  1908,  $10,000  was  appropriated  for  pre- 
liminary investigations  and  surveys  for  increasing  the  water  supply. 

The  results  of  these  investigations,  with  recommendations,  were 
made  the  subject  of  a  special  report  to  the  Chief  of  Engineers  by  the 
officer  in  charge,  which  report  was  submitted  after  the  close  of  the 
fiscal  year,  on  July  8,  1909.  Simmiarized,  the  report  finds  no  present 
necessity  for  construction  of  a  new  aqueduct,  provided  the  measures 
for  prevention  of  waste  are  completed  as  rapidly  as  can  be  economic- 
ally accomplished.  Recommendations  are  made  for  the  completion 
within  three  years  of  the  installation  of  meters  in  private  services, 
for  the  metermg  within  one  year  of  all  government  services,  and  for 
the  immediate  construction  of  the  coagulating  plant,  and  remodeling 
of  reservoir  for  use  therewith,  as  previously  recommended. 

INCRBASINO    WATER   SUPPLY   OF   WASHINGTON,    D.    C. — ^PRELIMINARY   INVESTIGATIONS 

AND   SURVEYS. 

Amount  appropriated  by  act  approved  May  26, 1908 $10, 000. 00 

June  30,  1909,  amount  expended  during  fiscal  year 9, 109. 33 

July  1,  1909,  balance  unexpended 890. 67 

July  1,  1909,  outstanding  liabilities 890. 67 

(D)  Dredging  Daiecarlia  reservoir. — ^By  act  of  Congress  approved 
March  2,  1907,  an  appropriation  of  $16,000  was  made  for  the  removal, 
by  dredging,  of  about  134,000  cubic  yards  of  sediment  from  Daiecarlia 
reservoir. 

As  all  of  the  dredging  necessary  could  not  be  accomplished  during 
the  fiscal  year  1908,  Congress,  by  act  approved  May  26,  1908,  pro- 
vided that  any  unexpended  balance  under  the  appropriation  for 
dredging  should  continue  to  be  available  for  the  fiscal  year  1909. 

The  necessity  for  this  dredging  is  explained  on  page  880,  Annual 
Report  of  the  Chief  of  Engineers  for  1908. 

Work  under  this  appropriation,  amounting  to  110,590  cubic  yards 
of  dredging,  was  completed,  64,210  cubic  yards  of  material  having 
been  dredged  during  tne  fiscal  year  1909. 

WASHINGTON     AQUEDUCT,     DISTBICT     0»     COLUMBIA,     1908 — ^DRBDGINQ      DALECARLIA 

RESERVOIR. 

July  1,  1908,  balance  unexpended $642. 83 

June  30, 190'9,  amount  expended  during  fiscal  year 642. 83 

WASHINGTON  AQUEDUCT,   DISTRICT  OP  COLUMBIA,    1909. — DREDGING   DALECARLIA 

RESERVOIR. 

Amount  reappropriated  by  act  approved  May  26, 1908 $10, 872. 09 

June  30, 1909,  amount  expended  during  fiscal  year 7, 245. 69 

July  1,  1909,  balance  unexpended 3, 626.  40 

July  1,  1909,  outstanding  liabilities 626. 40 

July  1,  1909,  balance  available *  3, 000. 00 

fl  In  Treasury  United  States;  reverted  and  dropped. 

ft  Balance  of  $3,000  deposited  in  Treasury  cl  the  United  States;  reverted  and 
dropped. 
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(E)  Riprapping  sides  of  Dalecarlia  reservoir, — By  act  of  Congress 
approved  March  2,  1907,  $18,000  was  appropriated  for  riprapping  the 
sides  of  Dalecarlia  reservoir  for  a  width  or  about  20  feet. 

Work  was  begun  in  July,  1907.  During  the  present  fiscal  year 
2,234  cubic  yards  of  paving  stone  were  quarried,  ai\d  4,230  linear 
feet  of  slope  paved  for  a  width  of  18  feet.  Congress,  by  act  approved 
May  26,  1908,  provided  that  anv  unexpended  balance  imoer  the 
appropriation  for  riprapping  should  continue  to  be  available  for  the 
fiscal  year  1909.  Tne  work  under  this  act  was  completed  in  Novem- 
ber, 1908. 

WASHINOTON    AQUEDUCT,    DISTRICT    OF   COLUMBIA,    1909. — ^RIPRAPPINa    BIDES    OP 
DALECARLIA  RESERVOIR. 

Amount  reappropriated  by  act  approved  May  26, 1908 $4,890.  69 

June  30,  1909,  amount  expended  during  fiscal  year 4, 890. 69 

(F)  The  necessity  for  completing  the  aqueduct  system,  including 
the  filtration  plant,  by  the  construction  of  works  for  preliminary 
treatment  of  tne  water  was  discussed  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1908,  pages  2365  to  2372.  This  necessity  still 
exists,  and  an  estimate  has  been  submitted  for  building  this  work. 

(0)  In  the  spring  of  1909  the  Metropolitan  Southern  Railroad  began 
the  construction  of  a  railroad  over  the  right  of  way  through  the 
grounds  of  the  Dalecarlia  reservoir,  granted  by  act  of  Congress 
approved  March  3, 1891.  The  regulations  approved  by  the  Secretary 
of  War  in  1893  to  govern  the  construction  and  maintenance  of  the 
railroad,  as  published  on  page  4288,  Annual  Report  of  the  Chief  of 
Engineers  for  1893,  were  slightly  amended  in  1909  to  meet  present 
conditions.  The  construction  is  being  prosecuted  in  accordance  with 
these  regulations  imder  the  supervision  of  the  engineer  officer  in  charge 
of  the  Washington  Aqueduct. 

As  required  Dy  the  regulations,  the  railroad  company  deposited  with 
the  Treasurer  of  the  United  States  $1,500,  from  which  the  cost  of 
necessary  inspection  of  the  railroad  construction  is  being  paid. 

Deposited  by  railroad  company $1,500 

June  30, 1909,  amount  expended  during  fiscal  year 35 

July  1,  1909,  balance  unexpended 1, 465 

The  estimates  for  the  fiscal  year  ending  June  30, 1911,  are  as  follows: 

For  operation,  including  salaries  of  a)l  necessary  employees,  maintenance, 
ana  repair  of  the  Washington  Aqueduct  and  its  accessories,  including 
Conduit  road,  the  McMillan  Park  reservoir,  and  the  Washington  Aqueduct 
tunnel,  and  also  including  the  purchase  and  maintenance  of  a  motco*  truck, 
horses,  vehicles,  and  harness,  and  the  care  and  maintenance  of  the  stable. .    $33, 000 

For  remodeling  the  storehouse  and  stable  at  Great  Falls 2, 500 

For  emergency  fund,  to  be  used  only  in  case  of  a  serious  break  requiring  im- 
mediate repairs  in  one  of  the  important  aqueduct  or  filtration-plant  struc- 
tures, such  as  a  dam,  conduit,  tunnel,  bridge,  building,  or  important  piece 
of  machinery,  all  expenditures  from  this  appropriation  to  be  reported  in 
detail  to  Congress 5,000 

For  continuation  of  parking  grounds  around  McMillan  Park  reservoir,  for- 
merly known  as  Washington  City  reservoir 10, 000 

For  remodeling  the  Georgetown  reservoir  and  constructing  works  to  provide 
for  the  preliminary  treatment  of  Potomac  water  by  means  of  a  coagulant, 
and  for  each  and  every  purpose  connected  therewith,  to  be  available  until 
expended 130,000 


Digitized  by  VjOOQ IC 


WASHINGTON  AQUEDUCT.  927 

For  the  purchase,  installation,  and  maintenance  of  water  meters  to  be  placed 
on  all  services  to  United  States  buildings,  reservations,  or  pounds,  said 
meters  to  be  purchased^  installed,  maintained,  and  remain  under  the 
observation  of  the  oflScer  in  charge  oi  the  Washington  Aqueduct •  $50, 000 

(See  Appendix  D  D  D  1.) 

S,  Washington  Aqueduct,  District  of  Columbia^  Filtration  Plant:  {A) 
Construction, — By  act  of  Congress  approved  June  6,  1900,  the  sum  of 
$2,000,000  was  appropriated — 

For  establishing  those  portions  of  a  filtration  plant  which  are  essential  to  the  opera- 
tion of  either  system  of  filtration  adopted    *    *    *. 

By  act  of  Congress  approved  March  1,  1901,  the  sum  of  $500,000 
was  appropriated — 
Toward  establishing  a  slow  filtration  plant    *    *    *. 

By  these  and  subsequent  acts  of  Congress  there  has  been  appropri- 
ated for  this  work  a  total  sum  of  $3,468,405. 

A  description  of  the  Washington  Filtration  Plant  is  given  on  pages 
2101  to  2103,  Annual  Report  of  the  Chief  of  Engineers,  U.  S.  Army, 
1906. 

At  the  beginning  of  the  fiscal  year  the  work  had  been  practical^ 
completed.  An  experimental  filtration  plant,  for  studying  the  em- 
ciency  of  slow-sand  filters  when  operated  at  various  rates,  was  in- 
stalled during  the  year. 

Final  payment  was  made  Au^st  13,  1908,  to  Henry  R.  Worthing- 
ton  for  the  main  pumping  engmes  upon  final  test  and  acceptance, 
thus  completing  the  contract. 

No  contract  is  now  in  force  and  the  balance  of  the  appropriation 
stated  below  has  been  covered  into  the  Treasury  by  the  sundry  civil 
act  approved  March  4,  1909. 

WASHINOTON  AQUBDXTOT,   DISTRICT  OF  COLUMBIA,  FUyTRATION  PLANT — CONSTRUCTION. 

July  1,  1908,  balance  unexpended |53, 990. 73 

June  30,  1909,  amount  expended  during  fiscal  year 12, 891. 94 

July  1,  1909,  balance  unexpended 41, 098. 79 

July  1,  1909,  balance  available 41, 098. 79 

Washington  Aqueduct,  District  of  Columlia,  Filtration  Plant:  (B) 
Maintenance  ana  operation. — ^By  act  of  Congress  approved  May  26, 
1908,  the  sum  of  $82,000  was  appropriated  for  maintenance  and 
operation  of  the  Washington  Aqueduct,  District  of  Columbia,  Fil- 
tration Plant  for  the  fiscal  year  1909. 

The  Washington  Filtration  Plant  consists  of  a  pumping  station  for 
raising  the  water  from  the  McMillan  Park  reservoir  to  the  filters;  of 
29  filter  beds  of  the  slow-sand  type,  having  an  effective  filter  area  of 
1  acre  each;  of  a  filtered-water  reservoir,  having  a  capacity  of  about 
15,000,000  gallons;  of  the  necessary  piping  and  valves  for  carrving 
the  water,  controlling  the  rates  of  nitration,  etc.,  of  a  sand-wasning 
and  storage  system,  and  of  a  laboratory  for  testing  the  water.  The 
filtration  plant  has  been  in  continuous  operation  throughout  the  year 
and. the  entire  water  supply  of  the  city  has  been  filtered.  The  bac- 
teria have  been  reduced  from  an  average  of  389  per  cubic  centimeter 
in  the  McMillan  Park  reservoir  to  an  average  of  21  in  the  filtered- 
water  reservoir.    The  average  turbidity  has  oeen  similarly  reduced 
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from  22  to  1  part  per  million.  The  actual  number  of  bacteria  in  the 
city  water  varied  from  160  to  2  per  cubic  centimeter,  while  tiie  num- 
ber in.  the  river  water  ran  from  90,000  to  38.  The  actual  average 
reduction  by  months  varied  between  99.7  and  97  per  cent. 

The  work  durinjg  the  year  consisted  in  cleaning  and  operating  the 
filters;  in  analyzing  samples  of  water  from  the  several  reservoirs, 
from  each  filter,  and  from  taps  in  various  parts  of  the  city;  in  oper- 
ating and  keeping  in  repair  the  pumping  station;  in  doing  the 
necessary  clerical  work  connected  with  tne  office:  and  in  conducting 
experiments  with  a  view  to  determining  the  results  of  different  rates 
of  filtration.    All  work  was  done  by  day  labor. 

The  total  quantity  of  water  pumped  to  the  filters  durinjg  the  vear 
was  22,435.16  million  gallons,  or  an  average  of  61.47  million  gallons 
per  day.  During  the  year  24,683  cubic  yards  of  sand  were  washed 
and  23,487  cubic  yards  were  replaced  in  the  filters.  While  the  quality 
of  the  city  filtered  water  was  excellent  for  the  greater  part  of  the 
year,  there  were  several  periods  when  the  number  of  bacteria  exceeded 
what  is  considered  by  experts  to  be  the  proper  standard  for  a  filtered 
water  supply.  The  filtered  water  was  unsatisfactory  with  respect  to 
turbidity  for  a  considerable  percentage  of  the  time.  This  confirms 
the  experience  of  the  three  previous  fiscal  years  and  also  the  judgment 
of  the  three  experts  as  expressed  in  their  report,  dated  February 
18,  1901,  to  the  chairman  of  the  Senate  Committee  on  the  District  of 
Columbia. 

The  cost  per  million  gallons  filtered  was  $3.66. 

A  more  complete  description  of  the  Washington  Filtration  Plant 
may  be  seen  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1906, 
pages  2101  and  2102. 

Attention  is  invited  to  that  portion  of  the  report  of  the  officer  in 
charge  for  the  fiscal  year  1908  appearing  on  pages  2365-2372,  Annual 
Report  of  the  Chief  of  Engineers  for  1908,  which  deals  with  the  sub- 
ject of  preliminary  treatment  of  Potomac  water. 

In  order  that  the  city  of  Washington  may  at  all  times  be  supplied 
with  a  water  that  is  unexceptional  both  in  quality  and  appearance, 
it  is  recommended  that  works  for  preliminary  coagulation  be  con- 
structed, and  estimates  for  this  improvement  are  submitted. 

The  following  estimate  for  the  maintenance  and  operation  of  the 
Washington  Aqueduct,  District  of  Columbia,  Filtration  Plant  for  the 
year  ending  June  30,  1911,  is  submitted: 

For  care^  includingsalarieB  of  all  necessary  employees,  maintenance,  and 
operation  of  the  Washington  Aqueduct,  District  of  Columbia,  Filtxation 
Plant,  and  for  each  and  every  purpose  connected  therewith |86, 000 

For  the  piurchase  of  coagulant,  estimated  one  year's  supply 9, 000 

Total 95,000 

MAIKTBNANCB,   WASHINOTON  AQUEDUCT,   DISTRICT  OF  OOLXTMBIA,   m/TBATION  PLANT, 

1908. 

July  1,  1908,  balance  unexpended a|ll,369.34 

June  30,  1909,  amount  expended  during  fiscal  year 9,476.73 

July  1,  1909,  balance  unexpended 51,892.61 

a  Six  thousand  dollars  of  the  available  balance  under  this  head  July  1, 1908,  carried 
to  maintenance,  Washington  Aqueduct,  District  of  Golmnbia,  Filtration  Plant,  1909. — 
Parking  grounds,  Washington  ($tv  reservoir. 

5  Balance  of  $1,892.61  deposited  in  United  States  Treasary;  reverted  and  dropped. 
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ICAINTENANOB,    WASHINGTON  AQUEDUCT,   DISTRICT  OP  COLUMBIA,   FILTRATION  PLANT, 

1909. — GENERAL. 

Amount  appropriated  by  act  approved  May  26,  1908 182,000.00 

June  30,  1909,  amount  expended  during  fiscal  year 71,998.56 

July  1,  1909,  balance  unexpended 10,001.44 

July  1,  1909,  outstanding  liabilities 10,001.44 

(CO  Parking  arounds,  Washington  City  reservoir. — By  act  of  Con- 
gress approved  May  26,  1908,  the  sum  of  $6,000  was  reappropriated 
n-oin  the  amount  appropriated  for  the  maintenance  and  operation 
of  the  Washington  Acjueduct,  District  of  Columbia,  Filtration  Plant 
for  the  fiscal  year  ending  Jime  30,  1908. 

During  the  fiscal  year  1909  the  slope  on  the  west  side  of  First 
street  NW.,  between  Bryant  and  Douglas  streets,  was  graded  and 
sodded,  and  the  work  of  grading  the  rough  areas  south  of  the  dam 
and  on  the  west  side  of  the  reservoir  was  nearly  completed.  The 
ground  has  no  covering  of  soil  and  will  not  support  a  growth  of  either 
grass  or  shrubs.  It  will,  therefore,  be  unsightly  in  appearance  until 
it  is  covered  with  soil  and  the  work  of  parking  has  been  completed, 
as  described  in  the  report  of  the  oflScer  in  charge. 

It  is  recommended  that  an  appropriation  be  made  for  continuing 
this  work,  for  which  is  submitted  estimate  imder  the  general  heading 
of  the  Washington  Aqueduct. 

WASHINOTON  AQUBDUCT,    DISTRICT  OF  COLUMBIA,    1908. — ^PARKING   QBOUNDS,    WASH- 
INGTON CITY  BESERVOm. 

July  1,  1908,  balance  unexpended 1273.79 

June  30, 1909,  amount  expended  during  fiscal  year 273.79 

WASHINGTON  AQUEDUCT,  DISTRICT  OP  COLUMBIA,  FILTRATION  PLANT,   1909. — ^PARKING 
GROUNDS,   WASHINGTON  CITY  RESERVOIR. 

Amount  reappropriated  by  act  approved  May  26,  1908 $6, 000. 00 

June  30,  1909,  amount  expended  during  fiscal  year 6,527.92 

July  1,  1909,  balance  unexpended 472.08 

July  1,  1909,  outstanding  liabilities 472. 08 

(See  Appendix  D  D  D  2). 

IMPROVEMENT  AND  CARE  OF  PUBLIC  BUILDINGS  AND  GROUNDS,  AND 
CARE  AND  MAINTENANCE  OF  THE  WASHINGTON  MONUMENT  AND  OF 
THE  HIGHWAY  BRIDGE  ACROSS  THE  POTOMAC  RIVER,  WASHING- 
TON, DISTRICT  OF  COLUMBIA. 

Officers  in  charge:  Col.  Chas.  S.  Bromwell,  U.  S.  Army,  major, 
Corps  of  Engineers,  to  March  16,  1909.  Since  that  date  Col.  Spencer 
Cosny,  U.  S.  Army. 

Miscellaneous  repairs  were  made  in  and  about  the  Executive 
Mansion,  including  considerable  painting  in  the  interior.  The  fur- 
niture was  regularly  cared  for.  Repairs  were  also  made  to  the 
Executive  Office  building,  to  the  President's  stable,  and  to  the  green- 
house structures  and  their  heating  apparatus. 

The  care  required  to  maintain  them  m  good  condition  was  extended 
to  the  improved  parks  and  small  reservations.  Three  additional 
park  spaces  were  transferred  to  the  Chief  of  Engineers  by  the  Com- 
missioners of  the  District  of  Columbia,  and  one  reservation  was  trans- 
ferred to  the  commissioners  for  street  purposes.  Two  unimproved 
9001— BNO  1909 59 


Digitized  by  VjOOQ IC 


930  EEPOET  OP  THE   CHIEF   OF  ENGINEERS,  U.   S.   ARMY. 

reservations  were  improved.  A  macadam  driveway  was  constructed 
along  north  B  street  on  the  northern  boundary  of  Potomac  Park 
between  Virginia  avenue  and  Twenty-first  street,  west,  and  land  in 
squares  63  and  89  was  acquired  by  condemnation  for  continuing  the 
driveway  through  these  squares.  The  river  drive  between  the  inlet 
and  Twenty-sixth  street  was  completed  by  constructing  the  portion 
from  Easbys  Point  to  Twenty-sixth  street.  Three  thousand  two 
hundred  and  twenty-six  feet  of  cement  coping  were  constructed 
around  six  reservations,  and  2,664  square  yards  of  asphalt  footwalk 
and  130  square  yards  of  asphalt  roadway  were  resurfaced.  Some 
of  the  macadam  roadways  in  Potomac  Park  were  treated  with  oil. 
Work  was  commenced  for  lowering  to  street  grade  the  main  carriage 
road  formerly  carried  from  Henry  Park  to  Seaton  Park  over  the 
bridge  across  the  railroad  tracks  on  Sixth  street.  The  temporary 
use  of  the  north  half  of  reservation  113  by  the  Commissioners  of  the 
District  of  Columbia  for  railroad  purposes  was  relinquished  and  the 
ground  reimproved. 

At  the  Washington  Monument  a  new  cable  was  placed  on  the  ele- 
vator car,  the  wooden  sheathing  on  the  walls  of  the  motor  room  was 
replaced  with  glazed  tile,  and  the  engine  in  the  power  house  was  over- 
hauled and  repaired. 

At  the  propagating  gardens  the  various  greenhouse  structures 
were  repaired  as  far  as  funds  would  admit.  Nearly  690,000  plants 
were  propagated,  of  which  about  649,000  were  planted  in  the  parks 
and  reservations. 

Two  hundred  and  twenty-ei^ht  park  settees  were  repaired  and 
1,110  painted;  1,048  cubic  yards  of  stable  manure  were  used  upon 
lawns  and  for  mulching  shrubbery  and  younjs;  trees.  Iron  post  and 
chain  fences  were  erected  around  six  reservations,  and  those  around 
two  others  were  replaced  by  cement  coping;  4,637 feet  of  water  pipe 
and  2,523  feet  of  drain  pipe  were  laid. 

Inspections  were  made  each  month  of  the  buildinsrs  occupied  as 
offices  by  the  War  Department,  except  State,  War,  and  Navy  Depart- 
ment building,  so  far  as  their  preservation,  care,  and  safety  were 
concerned. 

The  old  station  building  of  the  Pennsylvania  Railroad  Company 
at  Sixth  and  B  streets  NW.,  which  was  transferred  to  the  War 
Department  by  that  company,  was  torn  down  and  the  material 
removed. 

A  portion  of  the  old  overhead  wires  of  the  departmental  telegraph 
line  were  replaced  by  underground  cable. 

Repairs  were  ma^e  to  the  fender  system  of  the  highway  bridge 
across  the  Potomac  River,  District  of  Columbia,  and  portions  of  the 
ironwork  above  the  deck  of  the  bridge  were  painted. 

The  statues  of  Gen.  Philip  H.  Sheridan,  Henry  Wadsworth  Long- 
fellow, and  John  Witherspoon,  and  the  Stephenson  Grand  Armv 
memorial  were  erected  and  completed,  and  all  but  the  latter  unveiled. 
The  architectural  portion  and  some  of  the  bronze  sculpture  of  the 
Grant  memorial  were  finished.  A  site  was  selected  for  the  statue 
of  Commodore  John  Barry,  and  models  were  submitted  in  a  compe- 
tition for  that  statue;  a  new  site  was  selected  and  contract  entered 
into  for  the  statue  of  John  Paul  Jones;  and  progress  was  made  on 
the  models  for  the  Pulaski  and  the  Yon  Steuben  statues. 


Digitized  by  VjOOQ IC 


NORTHERN   AND   NORTHWESTERN   LAKES.  931 

Attention  is  invited  to  the  detailed  report  of  the  officer  in  charge 
and  to  his  estimates  and  recommendations  for  the  fiscal  year  ending 
June  30,  1910. 

The  estimates  are  as  follows : 

For  the  improvement  and  care  of  public  buildings  and  grounds  in  charge 

of  the  Chief  of  Engineers $398, 870 

For  compensations  of  persons  employed  by  office  of  Public  Buildings  and 

Grounds 88,150 

Tele^ph  lines  connecting  Capitol  with  Departments;  care  and  repair  of 

existing  lines 1, 000 

For  contingent  and  incidental  expenses  of  public  buildings  and  grounds. . .        1, 100 
For  care  of  Washington  Monument  and  maintenance  of  elevator: 

Salaries  of  employees ^,820 

Fuel,  lights,  contingencies,  etc 3,000 

11, 820 

For  completing  work  for  the  erection  of  the  memorial  to  Gen.  Ulysses  S. 

Grant 83,000 

For  maintenance  of  highway  bridge  across  Potomac  River,   District  of 

Columbia 16, 000 

For  monument  and  wharf  at  Wakefield,  Va.,  the  birthplace  of  Washington; 

Repairs  to  wharf  and  cleaning  up  grounds,  etc 7, 100 

Total 607,040 

(See  Appendix  E  E  E.) 

NORTHERN  AND  NORTHWESTERN  LAKES— CORRFTCTING  AND  ISSU- 
ING CHARTS— SURVEYS— WATER  LEVELS— PRESERVATION  OF  NIAG- 
ARA FALLS. 

As  early  as  1816  local  surveys  of  the  Great  Lakes  for  special  pur- 
poses were  made  by  engineer  officers,  but  the  '^Lake  Survey"  as  a 
systematic  work  was  commenced  in  1841.  It  was  diligently  prose- 
cuted thereafter  imtil  1882,  when  for  a  time  extended  field  operations 
were  suspended.  The  correction,  printing,  sale  and  issue  of  charts 
continued  without  cessation,  however,  the  additions  and  corrections 
being  largely  based  upon  local  surveys  and  reports  by  engineer  officers 
in  charge  of  the  river  and  harbor  improvements  on  the  lakes. 

Systematic  fieldwork  was  resumed  in  1889,  and  has  since  been 
prosecuted  with  increased  vigor.  In  1898  operations  were  extended 
to  include  cognate  work  of  observing  and  investigating  the  levels  of 
the  Great  Lakes  and  their  connecting  waters,  with  a  view  to  their 
regulation  in  the  interest  of  commerce.  The  survey  proper  has  from 
the  beginning  been  carried  on  imder  the  War  Department,  being  at 
first  conducted  by  the  Chief  of  Topographical  Engineers,  and  by  the 
Chief  of  Engineers  after  the  consolidation  of  the  Topographical 
Engineers  with  the  Corps  of  Engineers. 

The  first  regular  appropriation  for  the  Lake  Survey  was  made  in 
1841,  and  annual  appropriations  followed  with  the  single  exception 
of  1847.  The  appropriations  to  date  for  aU  purposes  of  the  Survey 
during  the  sixty-eight  years  of  its  existence  aggregate  $4,311,879,  of 
which  $2,411.81  has  reverted  to  the  Treasury. 

A  full  accoimt  of  the  operations  of  the  Lake  Survey  from  May, 
1841,  to  July  1,  1881,  is  contained  in  Professional  Papers,  Corps  of 
Engineers,  U.  S.  Army,  No.  24.  which  describes  in  detail  the  metnods 
of  primary  triangulation  emploved.  The  condition  of  lake  naviga- 
tion in  1841  is  shown  by  the  following  extract: 

The  Lake  Survey  was  begun  in  1841  under  an  appropriation  of  $15,000  made  in  May 
of  that  year.    At  this  time  the  country  bordering  on  the  lower  lakes  was  abeady  pretty 
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well  settled,  and  works  for  the  improvement  or  formation  of  harbors  had  been  com- 
menced at  most  of  the  important  points  on  Lakes  Erie  and  Ontario.  The  upper  lake 
region  was  but  thinlv  settled,  and  there  were  no  good  harbors  on  Lake  Huron  and  but 
one  (the  harbor  of  Chicago)  on  Lake  Michigan.  Settlers  were,  however,  pouring  in 
rapidly,  and  there  was  even  then  a  large  and  constantlv  increasing  commerce  between 
the  lake  ports,  especially  from  Buffalo  to  Detroit  and  Chicago.  Communication  with 
Lake  Superior  could  only  be  had  by  portage  around  the  Sault  Ste.  Marie,  but  the  great 
mineral  wealth  of  the  country  was  attracting  attention,  and  a  survey  for  a  ship  canal 
had  been  made  in  1840  by  officers  of  the  Topographical  Engineers.  The  lake  com- 
merce was  carried  on  under  many  difficulties,  which  caused  much  loss  of  life  and 
property  each  year. 

There  were  no  charts  of  the  lakes  except  the  Admiralty  charts,  compiled  from  the 
surveys  of  Capt.  H.  W.  Bayfield,  of  the  royal  navy  (English),  and  these  were  not  in 
general  use  by  the  masters  of  American  vessels.  These  charts  were  the  results  of  rapid 
reconnaissances,  and  although  they  showed  the  coast  lines  with  an  accuracy  which  is 
remarkable  considering  the  rough  methods  of  surveying  employed,  they  were  of  little 
value  as  hydrographical  charts  of  the  American  coast,  because  they  showed  the  depths 
of  water  in  comparatively  few  places  and  but  a  small  number  of  the  many  reefs  and 
fihoals  which  are  found  along  the  lake  shores. 

There  were  few  light-houses  and  beacons  to  indicate  the  positions  of  dangers  to  navi- 
gation, and,  in  the  absence  of  charts,  pilots  were  obliged  to  rely  upk)n  their  own  knowl- 
edge, which  was  frequently  only  acquired  by  the  vessels  grounding  on  a  shoal  at 
striking  a  hidden  rock. 

The  navigation  of  the  lakes  is  attended  with  peculiar  dangers,  because,  while  violent 
gales  are  frequent  and  the  storms  rival  those  ol  the  ocean  itself,  a  vessel  is  never  more 
than  a  few  hours'  nm  from  the  shore,  and  can  not,  as  is  generally  the  case  at  sea,  drift 
before  the  wind  until  the  storm  is  over,  but  in  a  long-continued  gale  must  be  thrown 
upon  the  shore,  unless  a  port  or  harbor  of  refuge  can  be  entered.  In  1841  a  vessel  leav- 
ing Chicago  foimd  no  harbor  or  shelter  in  storms  until  the  Manitou  or  Beaver  islands 
were  reached,  and  after  passing  the  Straits  of  Mackinac  it  was  again  exposed  without 
refuge  on  Lake  Huron,  except  in  the  vicinity  of  Presque  Isle,  until  the  head  of  St. 
Clair  River  was  reached.  In  sailing  from  Chicago  to  Buffalo  the  greatest  difficulties 
were  encountered  in  the  vicinity  of  the  Straits  of  Mackinac  and  in  tne  west  end  of  Lake 
Erie  on  account  of  the  many  islands,  shoals,  and  reefs  found  in  those  localities,  and  at 
the  mouth  of  the  St.  Clair  Kiver,  at  which  no  improvements  had  been  made  in  1841, 
and  where  the  channels  were  not  only  circuitous  and  narrow,  but  so  shoal  that  vessels 
in  low- water  seasons  frequently  were  compelled  to  have  their  cargoes  taken  over  the 
bars  in  lighters. 

It  was  therefore  with  the  double  object  of  furnishing  reliable  charts  to  lake  vesseb 
and  of  determining  from  the  surveys  the  works  of  improvement  which  were  necessary 
to  the  prosperity  of  the  lake  commerce  that  Congress  in  1841  directed  a  survey  of  the 
lakes,  and  that  annual  appropriations,  with  the  single  exception  of  the  year  1847,  have 
since  been  made  for  carrying  on  the  survey. 

During  the  first  ten  years  of  the  Survey,  while  a  general  geodetic  survey  (rf  the  entire 
chain  of  lakes  was  contemplated  for  the  future,  the  actual  operations  were  mainly  con- 
fined to  surveys  of  special  localities  where  improvements  were  called  for  or  where  the 
navigation  was  difficult;  and  where  the  surveys  were  more  extended  they  were  little 
more  than  reconnaissances.  This  course  was  made  necessary  because  the  appropria- 
tions were  inadequate  to  the  purchase  of  the  finer  instruments  and  the  support  of  the 
larger  force  necessary  for  more  extensive  and  more  exact  surveys,  and  also  because  of 
the  pressing  need  of  improvements  at  particular  localities,  for  which  preliminary 
surveys  were  essential. 

Originally  the  Lake  Survey  seems  to  have  operated  under  projects 
which  implied  the  survey  oi  the  Great  Lakes  and  their  connecting 
waters  to  the  extent  necessary  for  the  preparation  of  charts  needed 
by  a  navigation  whose  greatest  draft  was  12  feet.  With  the  increase 
in  vessel  dimensions  has  naturally  followed  the  creation  of  channels 
and  harbors  with  progressively  greater  depths,  and  the  Lake  Survey, 
under  projects  providing  for  the  expenditure  of  annual  appropria- 
tions, has  kept  pace  with  the  improvements  in  navigation  and  in 
navigational  facilities  by  a  corresponding  extension  or  the  scope  of 
its  operations. 

It  is  difficult  to  indicate  the  exact  moment  of  transition  from  the 
original  projects  which,  as  stated,  provided  for  surveys  and  their 
resulting  charts  adapted  to  a  12-foot  navigation,  to  the  recent  proj- 
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ects  which  correspond  to  present-day  drafts  of  18  to  20  feet;  but,  in 
a  general  way,  it  may  be  said  that  the  limitations  imposed  upon  navi- 
gation by  the  conditions  at  the  falls  of  the  St.  Marys  River  have 
seemed  to  fix  the  scope  of  the  operations  of  the  Lake  Survey  in  the 
open  lakes  and  in  the  connecting  rivers,  while  local  projects  for  im- 
provement have  prescribed  the  limits  of  the  siu'vey  work  in  lake  har- 
bors. The  work  of  the  Lake  Survey  has  been  continuous,  and  while 
a  general  project  for  the  future  work  has  now  been  authorized,  all 
expenditures  upon  work  done  before  the  adoption  of  this  project  may 
justly  be  regarded  as  contributing  to  its  fulfillment.  In  other  words, 
none  of  the  work  of  the  past  has  oeen  rendered  futile  by  the  changed 
conditions  of  the  present.  On  the  contrary,  the  methods  of  the  old 
Lake  Survey,  and  the  high  standards  of  accuracy  and  excellence 
which  then  prevailed,  have  continued  to  characterize  its  present  pol- 
icy and  operations;  and  the  work  of  to-day  extends  the  former  work 
to  limits  which  were  not  anticipated  by  the  most  sanguine  spirits  of 
former  days. 

The  present  general  project  of  the  Lake  Survey  is  stated  in  much 
detail  m  the  Ajinual  Keport  for  1907,  pages  844  to  850.  This  de- 
scribes the  work  regardea  as  necessary  in  order  to  render  the  siu'veys 
and  the  charts  of  the  Lake  Survey  adequate  to  respond  to  all  possible 
future  demands.  This  general  project  proposes  the  ascertainment 
and  charting  of  lake  depths  in  all  significant  regions  of  the  Great 
Lakes  to  a  plane  30  feet  below  the  adopted  low-water  datum  of  the 
open  lakes  and  25  feet  below  the  corresponding  datum  in  the  chan- 
nels of  the  connecting  rivers,  together  with  the  completion  of  the 
related  operations  of  triangulation  and  precise  leveling  still  needed  to 
control  properly  the  areas  under  survey.  In  addition,  this  general  proj- 
ect provides  for  the  extension  of  river-discharge  measm-ements,  for  in- 
vestigations of  lake  levels,  and  for  magnetic  surveys  in  and  near  main 
vessel  courses,  while  prompt  examination  of  areas  where  obstructions 
to  navigation  have  been  reported  will  be  continued  as  heretofore. 

Assuming  that  adequate  appropriations  will  be  provided,  it  is  esti- 
mated that  the  completion  of  the  above  general  project  will,  includ- 
ing the  work  of  1909,  require  ten  seasons'  work;  but,  even  after  the 
completion  of  this  work,  the  maintenance  of  a  reduced  plant  and 
organization  will  be  required  for  such  small  siu'veys  as  may  be  needed 
to  observe  and  verify  natural  changes  and  to  investigate  wrecks  and 
other  artificial  obstructions,  while  the  revision  and  issue  of  charts  is 
a  work  absolutely  without  definite  conclusion. 

The  amount  expended  on  all  surveys  made  since  its  inception  by 
the  Lake  Survey  may  with  propriety  be  regarded  as  the  expenditure 
imder  the  present  project.     This  amoimt  is  $4,172,661.77.* 

Assuming  that  tne  field  work  of  the  Lake  Survey  includes  opera- 
tions of  triangulation,  precise  leveling,  ordinary  sounding,  deep-sea 
sounding,  sweeping,  hydraulic  measurement,  and  magnetic  observa- 
tions, whose  extent  may  with  some  certainty  be  fixed,  on  June  30, 
1909,  the  state  of  the  work  was  as  follows:  Triangulation  was  76  per 
cent  completed;  precise  leveling,  64  per  cent  completed;  ordinary 
sounding,  51  per  cent;  deep-sea  soundmg,  15  per  cent;  sweeping,  15 
per  cent;  hy(fraulic  measurement,  83  per  cent;  and  magnetic  obser- 
vations, 90  per  cent  completed  on  land  and  2  per  cent  on  water. 

*  Amount  stated  in  last  paragraph  on  page  889,  Annual  Report  of  the  Chief  of 
Engineers,  1908,  is  in  error. 
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While  these  figures  may  be  definitely  given,  the  remaining  and 
most  highly  important  function  of  the  Lake  Survey,  namely,  the 
issue  of  charts,  as  previously  stated,  is  continuing.  In  fact,  each 
year,  with  its  increasing  commerce,  will  increase  the  demand  for  and 
the  importance  of  these  charts. 

At  the  beginning  of  the  fiscal  year  three  parties  were  in  the  field  as 
follows:  The  first  party  was  engaged  in  sounding  and  sweeping  at  the 
south  end  of  Lake  Michigan,  the  area  which  it  was  intended  to  cover 
being  that  south  of  the  parallel  of  latitude  through  Gross  Point,  HI. 
This  important  area,  known  in  a  general  way  to  contain  uncharted 
shoals,  has  recently  become  of  increasing  consequence  because  of  the 

freat  development  of  the  steel  industry,  not  only  at  South  Chicago, 
ut  also  at  Indiana  Harbor  and  at  the  newly  built  harbor  of  Gary. 
The  work  of  the  party  was  successful  in  the  highest  d^ree.  Between 
July  1  and  October  30, 1908,  an  area  of  152 i  square  miles  was  covered, 
of  which  134  square  miles  was  swept.  Seventeen  uncharted  shoals 
having  depths  at  standard  low  water  datum  of  less  than  18  feet  were 
found,  many  of  them  directly  in  or  very  close  to  the  vessel  courses 
to  Indiana  and  Gary  harbors.  These  shoals  were  found  to  extend  5 
miles  northeast  from  Indiana  Harbor.  These  discoveries,  being  of  a 
capital  character,  were  at  once  made  the  subject-matter  of  a  special 

Sress  notice  and  of  an  inset  chart  in  Supplement  No.  3  to  Bulletin 
[o.  18.  In  addition,  two  wrecks — those  or  the  schooner  David  Daws 
and  of  the  Car-ferry  Barge  No,  2 — were  later  discovered  in  the  same 
area.  Each  had  a  draft  of  18i  feet  at  standard  low  water  over  it, 
and  both  were  therefore  regarded  as  menacing  to  navigation  and  were 
subsequently  removed  by  the  United  States  Engineer  Office  at  Clii- 
cago.  Despite  a  season  rendered  peculiarly  unfavorable  by  the 
smoke  of  forest  fires,  which  were  at  their  worst  during  September  and 
October,  this  partv  covered  a  large  area  with  great  thoroughness.  It 
is  especially  notable  that  a  single  day's  work  with  the  wire  sweep 
covered  5.3  square  miles,  and  that  after  July  1  a  total  of  134  square 
miles  was  swept  to  a  depth  of  30  feet  where  not  limited  by  bottom. 
All  obstructions  found  were  charted  so  that  this  most  important  area 
is  now  known  with  certainty. 

The  second  party;  was  at  the  beginning  of  the  year  engaged  in 
sounding  and  sweeping  in  the  Manitou  Passage,  the  shoal  which  was 
the  special  object  of  investigation  being  that  upon  which  the  steamer 
Oary  was  damaged  during  the  sunmier  of  1907.  Early  in  July  this 
shoal  was  found  and  was  discovered  to  be  a  bowlder  ridge  inmiediately 
in  the  vessel  track,  with  a  least  depth  of  17.3  feet  at  standard  low 
water.  No  other  discoveries  of  importance  resulted  from  the  work 
in  the  Manitou  Passage,  which  was  concluded  on  July  24,  a  total  area 
of  11.28  square  miles  having  been  sounded  and  swept  after  July  1. 
At  the  conclusion  of  this  work  the  party  resumed  the  resurvey  in  the 
Straits  of  Mackinac,  which  during  the  previous  year  had  been  ex- 
tended from  Manitou  Paymen  shoal  through  the  South  charmel  well 
to  the  eastward  of  Cheboygan.  This  party  was  greatly  hindered  by 
forest  fires,  which  made  it  difficult  to  see  the  signals  established  for 
the  control  of  the  hydrographic  work.  Up  to  November  8,  1908, 
when  operations  were  closed,  the  sounding  and  sweeping  were  com- 
pleted practically  to  Nine  Mile  Point,  the  area  sounded  embracing 
81.61  square  miles,  of  which  40.86  square  miles  were  also  swept. 
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On  July  16,  1908,  a  party  took  the  field  for  the  purpose  of  extend- 
ing the  primary  triangulation  of  the  Lake  Survey  from  the  south 
side  of  Saginaw  Bay  to  the  southward  with  the  incidental  secondary 
and  tertiary  triangulation  needed  to  establish  upon  the  shore  of 
Lake  Huron  the  control  needed  for  its  resurvey.  Uj)  to  December 
23,  1908,  when  operations  were  discontinued,  nine  primary  stations 
had  been  occupied  and  the  angles  fully  read.  The'  subordinate  work 
had  been  extended  to  the  neighborhood  of  Sherman,  just  south  of 
Harbor  Beach,  Mich.,  and  everything  was  in  condition  for  the  rapid 
extension  of  the  work  to  the  southward. 

On  August  28, 1908,  a  party  which  had  been  engaged  upon  hydraulic, 
work  on  the  Niagara  River  under  an  allotment  from  the  act  of  June  29, 
1906,  left  Buffalo  for  the  St.  Lawrence  River,  where,  in  view  of  the 
unusually  high  stage  of  Lake  Ontario,  an  opportunity  not  hitherto 
available  existed  for  extending  the  range  of  tlie  observations  of  1900 
and  1901.  Between  September  21  and  October  2,  26  separate  dis- 
charge measurements  were  made  at  stages  which  for  the  Whest  are 
about  one  foot  above  the  previous  observations.  In  all  the  Lake  Sur- 
vey has  now  made  122  separate  discharge  measurements  covering 
stages  on  the  Oswego  gauge  between  243.7  and  247.3. 

Upon  the  completion  of  this  work  the  party  returned  to  Buffalo, 
and  after  completing  certain  unfinished  work  m  connection  with  the 
Niagara  River  observations,  proceeded  to  Detroit,  where  it  arrived 
on  October  28.  From  October  29  to  December  20  the  party  was 
employed  in  hydraulic  work  on  the  St.  Clair  River,  at  and  near  Port 
Huron,  whose  object  was,  primarily,  an  inquiry  into  the  permanence 
of  certain  cross  sections  of  the  river  which  had  been  measured  and 
monumented  in  1898  and  1899.  In  addition,  discharge  measurements 
were  made  at  the  cross  section  (dry  dock)  used  in  the  previous 
hydraulic  work  upon  this  river,  and  also  at  a  new  cross  section  (gorge) 
selected  by  this  party  with  a  view  of  comparing  the  results  with  those 
at  section  dry  docK. .  The  observations  disclosed  no  measurable 
change  in  the  critical  reach  at  the  head  of  the  river,  and  22  measured 
discharges  in  the  new  section  gave  results  within  from  1  to  2  per  cent 
of  those  derived  from  the  equations  deduced  from  the  former  hydraulic 
work  at  section  dry  dock.  In  all  37  discharges  were  measured,  and, 
within  its  limits,  the  work  of  this  party  serves  to  prove  that  the  river 
is  stable  and  the  law  of  its  flow  well  determined. 

During  the  present  field  season,  five  parties  have  taken  the  field 
one  of  wnich  has,  at  Niagara  Falls,  engaged  in  work  described  in  a 
subsequent  part  of  this  report. 

The  first  party  has  resumed  the  resurvey  of  the  south  end  of  Lake 
Michigan.  It  is  now  engaged  in  sweeping  in  a  difficult  region  close 
to  the  Chicago  breakwaters.  Progress  has  therefore  been  somewhat 
retarded.  Up  to  June  30,  1909,  in  about  one  month  of  field  work,  16^ 
square  miles  were  swept.  A  number  of  uncharted  obstructions  off 
the  harbor  were  discovered,  and,  as  soon  as  their  locations  had  been 
definitely  reported,  their  detailed  description  was  published  in  press 
notices  and  m  a  special  bulletin. 

The  second  party  has  continued  the  resurvey  of  the  Straits  of 
Mackinac  and  has  m  addition  made  an  investigation  of  an  obstruc- 
tion reported  to  have  been  struck  by  the  s^amers  Chicago  and 
Ogdensburg,   in   the   Grays  Reef  Passage  near  Middle  shoal.     No 
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obstruction  was  found  at  the  reported  locality  and  the  chart  is 
believed  to  be  entirely  accurate.  Up  to  June  30,  1909j  this  party 
has  occupied  three  stations  of  the  system  of  water  triangulation, 
taken  topography  over  5^  miles  of  shore  line,  and  sounded  29.2  square 
miles,  of  wnicn  7.8  square  miles  were  also  swept.  Work  is  now  in 
progress  east  of  Nine  Mile  Point. 

On  June  10,  1909,  a  third  party  took  the  field  for  the  purpose  of 
extending  southward,  between  the  Bass  and  Sister  islands,  the 
resurvey  of  the  west  end  of  Lake  Erie,  which  had  been  temporarily 
suspended  in  1907.  Up  to  June  30,  1909,  this  party  had  swept  26.5 
square  miles  immediately  adjoining  the  work  of  1907,  to  a  depth  of 
28.5  feet. 

The  fourth  party  has  since  April  12,  1909,  been  engaged  in  extend- 
ing to  the  south  the  primary  triangulation  which  haa  been  discon- 
tinued late  in  December,  1908.  Up  to  the  close  of  the  fiscal  year  the 
angles  at  three  stations  had  been  fully  read,  four  new  primary  stations 
erected  on  the  American  side,  three  on  the  Canadian  side,  three  pri- 
marv  stations  dismantled,  and  ten  secondary  stations  erected.  The 
work  is  well  under  way  and  should  be  completed  in  September. 

The  execution  of  the  survey  which  terminated  in  1882  involved  a 
great  quantity  of  astronomic,  topographic,  and  hydrographic  work, 
all  of  which  was  performed  with  a  high  degree  of  accuracy  and  skill. 
The  result  was  the  preparation  of  a  series  of  reliable  charts  for  lake 
v^essels  and  the  furnishing  of  a  basis  for  works  of  channel  improve- 
ment upon  the  lakes  themselves,  and  thoir  connecting  waters.  This 
original  series  consisted  of  76  charts,  all  of  which  were  printed  in 
black  from  copperplates. 

The  extensive  revision  of  the  charts  now  under  way  has  for  its 
object  to  show  to  date  the  changes,  due  to  natural  and  artificial 
agencies,  which  have  taken  place  in  the  formerly  existing  conditions 
as  charted,  and  to  furnish  tne  additional  information  concerning  the 
greater  depth  which  the  present  requirements  -of  commerce  demand. 

As  a  result  of  revisions,  cancellations,  and  additions  to  the  original 
series,  based  on  the  later  surveys,  there  are  now  in  force  123  Lake 
Survey  charts,  of  which  one  is  in  black  from  old  copperplate,  73 
are  lithographs  in  colors  from  copperplate  transfers,  47  are  litho- 
graphs in  colors  from  stone  engravmgs,  and  2  are  photolithographs 
m  colors. 

The  charts  issued  in  colors  have  all  depths  of  18  or  21  feet  and  less 
in  blue,  showing  at  a  glance  where  vessels  may  proceed  with  safety, 
and  are  considered  by  vessel  men  much  preferable  to  the  old  style 
printed  in  plain  black  and  white.  This  new  series  of  colored  charts 
IS  believed  to  constitute  a  distinct  advance  in  chart  construction  and 
printing,  and  meets  with  high  favor  from  navigators  and  others. 

During  the  year  the  Detroit  office  has  revised,  transferred  to  stone, 
and  printed  editions  in  colors  from  14  copperplates,  revised  and 
printed  second  editions  in  colors  from  6  engravings  on  stone,  and 
engraved  on  stone  and  issued  in  colors  10  entirely  new  charts  of  the 
regular  series.  For  free  supplemental  issue  6  insets  were  prepared 
by  correction  of  and  transfer  from  existing  engravings.  For  other 
government  offices  23  maps  and  drawings  were  reproduced  by 
photolithography,  new  engravings,  or  transfers  from  engravings 
rurnished.     In  addition  to  the  above,  revisions  of  7  copperplate 
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charts  and  engravings  on  stone  of  5  new  charts  of  the  regular  series  are 
ahnost  completed. 

Of  the  entire  series  of  charts  there  had  been  issued  in  colors,  5  on 
July  1,  1900;  12  on  July  1,  1901;  30  on  July  1,  1902;  49  on  July  1, 
1903;  59  on  July  1,  1904;  73  on  July  1,  1905;  97  on  July  1,  1906; 
110  on  July  1,  1907;  117  on  July  1,  1908;  and  122  on  July  1,  1909. 

Upon  April  17,  1909,  a  project  was  approved  covering  definitely 
the  future  chart  work  of  the  Lake  Survey.  In  addition  to  providing 
for  the  preparation  of  26  new  charts,  this  project  covers  the  revision 
of  39  old  ones,  so  that  thereafter  all  charts  will  be  projected  upon 
the  geodetic  datum  adopted  in  1901,  with  soundings  referred  to  the 
planes  of  standard  low  water  approved  on  March  16, 1909.  The  proj- 
ect also  provides  for  the  discontinuance  of  21  charts,  regarded  as 
obsolete,  and  for  publishing  31  of  the  less  important  harbor  charts 
as  insets  to  the  appropriate  coast  charts.  With  the  termination  of 
this  project,  which  is  expected  to  require  about  six  years,  except  for 
necessary  revisions  and  new  editions,  the  publication  of  the  series  of 
Lake  Survey  charts  will  have  been  completed,  and,  due  to  changes 
and  omissions  already  described,  will  then  include  104  separate  charts. 

Up  to  February  20,  1890,  one  full  set  of  charts  was  issued  free  to 
each  United  States  registered  vessel.  Any  additional  charts  fur- 
nished such  vessels  and  all  furnished  for  other  unofficial  use  were  sold 
at  the  uniform  price  of  30  cents  each.  On  the  date  above  mentioned 
the  free  issue,  except  for  official  purposes  of  the  Government,  was 
discontinued  pursuant  to  law,  ana  since  then  the  charts  have  been 
sold  for  all  private  and  unofficial  use  at  prices  ranging  from  5  cents 
to  30  cents  each,  the  price  being  intended  in  each  instance  to  cover 
only  the  cost  of  paper  and  printing. 

Charts  may  be  purchased  at  the  main  office  at  Detroit,  at  the  canal 
office  at  Sault  Ste.  Marie,  Mich.,  and  at  the  United  States  engineer 
office  in  Buffalo.  Complete  sample  sets  may  be  seen  at  the  United 
States  engineer  offices  at  Duluth,  Milwaukee,  Chicago,  Grand  Rapids, 
Cleveland,  and  Oswego,  enabling  purchasers  to  select  exactly  the 
charts  they  wish  to  order. 

From  1882  to  June  30,  1909,  a  total  sum  of  $35,003.11  was  derived 
from  the  sale  of  charts  at  offices  where  they  were  sold  and  deposited 
in  the  United  States  Treasury. 

During  the  fiscal  year  ending  June  30,  1909,  the  number  of  charts 
sold  by  the  Detroit  office  was  14,048,  and  by  the  Buffalo  office  3,128, 
the  aggregate  sales  being  17,176.  The  proceeds  of  the  sales,  amount- 
ing to  $2,686.05,  were  deposited  to  the  credit  of  the  Treasurer  of 
the  United  States.  The  Detroit  office  issued  3,229  charts  for  official 
use  and  the  Buffalo  office  95,  a  total  of  3,324.  To  date  about  382,500 
of  these  charts  have  been  sold  and  issued  for  actual  service. 

In  addition  to  the  field  work  above  mentioned  and  to  that  upon 
the  charts,  operations  were  continued  under  the  present  general 
project  for  the  exhaustive  investigation  of  lake  levels^  this  being  in 
continuation  and  extension  of  the  project  described  m  the  Annual 
Report  for  1898,  pages  3774-3776.  The  principal  field  work  of  the 
year  comprised  laKc-temperature  observations  and  the  maintenance 
of  12  self-registering  water  gauges  to  supply  an  accurate,  continuous 
record  of  all  changes  in  elevation  of  the  water  surface.  Appendix 
F  F  F  1  of  this  report  gives  a  table  of  discharges  of  all  the  Great 
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Lakes  at  the  mean  stage  of  each  for  the  past  forty-nine  years,  as 
determined  from  the  monthly  means  shown  on  the  plate  in  the  same 
appendix.  This  work  is  now  fully  organized,  methods  of  making 
measurements  and  observations  to  the  best  advantage  have  become 
fixed  and  settled,  and  the  results  are  of  increasing  importance,  bear- 
ing as  they  do  on  Questions  affecting  international  relations  and 
obligations,  and  on  tne  propriety  and  advisabiUty  of  the  numerous 
diversions  under  consideration. 

The  preparation  and  issue  of  the  series  of  bulletins,  supplementary 
to  the  charts,  relating  to  the  river  and  harbor  improvements  and 
navigation  of  the  Great  Lakes  was  begun  by  this  office  in  1889,  and 
was  transferred  to  the  office  of  the  Lake  Survey,  at  Detroit,  in  1902. 
Of  Bulletin  No.  18,  issued  in  April,  1908,  and  remaining  current  for 
1909,  about  2,700  copies  (from  an  edition  of  3,000)  have  been  dis- 
tributed to  the  marine  interests,  and  requests  for  it  are^  constantly 
being  received.  These  bulletins  are  revised  biennially,  with  monthly 
supplements  during  each  season  of  navigation,  and  g^ve  the  latest 
and  fullest  descriptions  of  progress  in  river  and  harbor  improvements 
on  the  Great  Lakes  and  their  connecting  waters,  as  well  as  significant 
results  of  surveys  in  those  waters  made  under  the  direction  or  district 
engineer  officers  and  of  the  Lake  Survey.  If  deemed  helpful,  small 
maps  showing  location  of  new  shoals,  changes  in  important  channels, 
localities  hitherto  uncharted,  etc.,  are  inserted  in  both  bulletins  and 
supplements. 

The  commerce  affected  by  the  operations  of  the  Lake  Survey  and 
depending  upon  the  pubUcation  and  constant  revision  of  charts  and 
bulletins  is  practically  the  entire  commerce  of  the  Great  Lak^.  To 
continue  field  and  office  operations  at  a  rate  commensurate  with  the 
importance  of  the  interests  involved  requires  that  appropriations 
shall  be  of  such  amount  as  to  permit  the  use  of  the  entire  plant  to  its 
maximum  capacity  during  the  relatively  short  seasons  available  for 
profitable  work.  It  is  therefore  recommended  that  an  appropriation 
of  $125,000  be  made  for  the  fiscal  year  ending  June  30,  1911,  and 
that  it  be  formulated  as  f oUows : 

ESTIMATE   FOR  THE   FISCAL   TEAR   ENDING  JUNE   30,   1911. 

For  survey  of  northern  and  northwestern  lakes,  including  all  necessary  expenses  for 
preparing,  correcting,  extending,  printing,  and  issuing  charts  and  bulletins,  and  of 
investigating  lake  levels  with  a  view  to  their  regulation,  to  be  immediately  available 
and  to  remain  available  until  expended,  one  hundred  and  twenty-five  thousand 
dollars. 

July  1,  1908,  balance  unexpended 1129,953.79 

Amount  appropriated  by  sundry  civil  act  of  March  4,  1909 125, 000. 00 

Collections  credited  to  account: 

Work  for  account  of  preservation  of  Niagara  Falls $2, 008.  73 

Damage  to  gauge 15. 00 

Refundment,  account  of  overpayments 13.  34 

Work  done  for  other  engineer  districts 2, 613. 23 

4,650.30 

259, 6(M.  09 
June  30,  1909,  amount  expended  during  fipcal  vear: 

At  United  States  Lake  Survey  office,  Detroit 122,  761.  82 

At  Office  of  the  Chief  of  Engineers 36.  85 

122.798.67 

July  1,  1909,  balance  unexpended 136,805.42 
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A  table  showing  the  monthly  water  levels  from  July  1,  1907,  to 
June  30,  1909,  at  Marquette,  Mich.,  on  Lake  Superior;  Milwaukee, 
Wis.,  on  Lake  Michigan;  Harbor  Beach,  Mich.,  on  Lake  Huron;  Cleve- 
land, Ohio,  on  Lake  Erie  •  and  Oswego,  N.  Y.,  on  Lake  Ontario,  will 
be  found  in  Appendix  F  F  F  1. 

(SeeAppendixFFFl.) 

THE    CONTROL    AND    REGULATION    OF    THE    WATERS    OF  NIAGARA 
RIVER  AND  THE  PRESERVATION  OF  NIAGARA  FALLS. 

The  approved  projects  of  operations  under  the  various  allotments 
from  the  aj)propriation  made  by  the  act  of  Congress  of  June  29,  1906, 
had  for  their  purpose  the  determination  of  the  effects  of  the  diversions 
authorized  by  that  act,  amounting  to  15,600  cubic  feet  per  second 
on  the  American  side,  and  on  the  Canadian  side  of  water  sufficient 
for  the  development  and  importation  into  the  United  States  of 
160,000  horsepower,  upon  the  navigable  capacity  of  the  Niagara 
River,  on  its  integrity  and  proper  volume  as  a  boundary  stream,  on 
the  level  of  Lake  Erie,  and  on  the  scenic  grandeur  of  Niagara  Falls. 

The  determination  of  these  questions,  so  far  as  physically  possi- 
ble, involves  surveys  and  measurements,  of  levels,  of  volumes  of 
discharges,  of  current  velocities  and  directions,  and  of  depths  over 
the  crest  of  the  falls.  As  these  are  operations  of  a  character  similar 
to  those  ordinarilv  performed  by  the  Lake  Survey,  upon  the  rec- 
onmiendation  of  the  Chief  of  Engineers,  the  Secretary  of  War  author- 
ized the  performance  of  the  work  involved  therein  by  the  Lake 
Survey,  and  for  this  purpose  successive  allotments  have  been  made, 
of  which  two — one  of  $5,000  and  another  of  $3,000 — pertained  to 
the  fiscal  years  1907  and  1908.  At  the  beginning  of  the  present  fiscal 
year  operations  were  in  progress  upon  the  work  covered  by  the  proj- 
ect for  the  second  allotment  (that  of  $3,000  above  referred  to). 
These  operations  had  for  their  purpose  the  making  of  such  additional 
discharge  measurements  in  the  Niagara  River  as  seemed  necessary 
in  order  to  confirm  or  else  to  disprove  the  conclusion,  derived  from 
the  observations  of  1907,  that  tne  increased  diversions  since  1898 
had  produced  no  measurable  effect  upon  the  level  of  Lake  Erie. 
This  conclusion  appeared  so  anomalous  as  to  require  confirmation  or 
explanation.  From  July  1  to  August  7,  1908,  sixty-eight  discharge 
measurements  were  made  and  the  customary  accessory  ^auge  and 
rating  observations  made.  In  addition,  the  erosible  portion  of  the 
discharge  cross  section,  at  the  International  Bridge,  Buffalo,  was 
sounded,  and  it  was  found  that  spans  1,  3,  and  4  had  not  changed 
since  originally  measured  in  1899,  but  that  in  span  2  there  had  been 
an  increase  in  mean  depth  of  over  2  feet.  This  span,  however,  car- 
ries only  2i  per  cent  of  the  flow  and  the  change  is  therefore  of  minor 
consequence. 

A  shut  down  of  the  plant  of  the  Niagara  Falls  Power  Company, 
covering  a  large  part  or  the  period  from  1.30  a.  m.,  July  19,  to  7.20 
p.  m.  on  August  2,  1908,  afforded  an  unusual  opportunity  for  testing 
previous  deductions  concerning,  and  for  ascertaining  directly,  the 
effects  produced  by  changes  in  the  quantity  of  water  diverted  in  the 
Grass  Island-Chippawa  pool,  and  through  the  courtesy  of  the  com- 
pany full  advantage  was  taken  of  this  opportunity. 
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Briefly  summarized,  the  results  of  the  operations  of  1908  serve  to 
prove  that  while  the  increase  in  diversion  since  1898  in  the  Chippawa- 
Grass  Island  pool,  amounting  roughly  to  7,000  cubic  feet  per  second, 
has  produced  no  apparent  effect  upon  the  level  of  Lake  Erie,  this  is 

Erobably  due  to  tne  fact  that  the  lowering  has  been  compensated 
y  the  construction  during  the  same  period  of  the  diversion  works 
or  the  Ontario  Power  Company  below  Chippawa.  In  the  absence  of 
such  compensation,  the  lowering  due  to  the  increased  diversion 
would  have  amounted  to  less  than  half  an  inch.  This  conclusion 
is  based  upon  the  discovered  relation  between  the  volume  of  the 
diversion  in  Chippawa-Grass  Island  pool  at  the  falls  and  the  dis- 
charge of  Lake  Erie,  which,  as  derived  from  study  of  gauge  relations 
and  of  the  measurements  during  the  shut  down^  shows  that  any 
change  in  the  volume  of  this  diversion  is  accompamed  by  a  change  of 
about  one-tenth  the  amount  in  the  flow  at  the  International  Bridge. 

In  addition,  the  observations  prove  that  the  effect  of  increased  diver- 
sion in  the  above-named  pool  near  the  falls,  by  the  American  power 
companies,  is  to  reduce  the  height  of  the  crest  of  the  American  Falls 
by  0.02  foot  for  each  10,000  cubic  feet  so  diverted,  and  that  the  diver- 
sion of  the  full  authorized  amount — 15,100  cubic  feet  per  second — 
will  lower  this  crest  0.03  foot,  or  about  three-eighths  of  an  mch.  Based 
as  it  is  upon  the  extensive  observations  subsequent  to  July  1,  1908, 
this  determination  serves  to  modify^  very  materially  the  result  stated  ■ 
in  the  annual  report  for  1908,  on  page  894,  the  latter  being  derived 
from  a  shut  down  of  a  few  hours  oruy,  during  which  the  change  at  the 
crest  of  the  American  Falls  due  to  the  shut  down  was  coincident 
with  a  rise  in  Lake  Erie  due  to  a  southwesterly  storm. 

While  the  lowering,  due  to  the  diversions  of  the  American  power 
companies,  may  not  in  itself  be  noticeable,  it  is  increased  to  0.053 
foot  =0.64  inch  by  the  present  diversion  of  the  Ontario  Power 
Company.  The  combined  lowering  tends  to  uncover  shallow  portions 
of  the  crest  hne  of  the  American  Falls.  It  is  further  accompanied 
by  greater,  and  consequently  more  harmful,  effects  both  in  the  Ameri- 
can rapids  and  at  the  easterly  or  Terrapin  Point  end  of  the  Horseshoe 
Fall.  Terrapin  Point  is  on  the  New  York  side  of  the  boxmdary  and, 
as  depths  there  are  naturally  slight,  the  loss  of  2.5  inches  in  depth, 
which  is  the  total  due  to  all  existing  diversions,  is  a  matter  of  moment 
in  its  relation  to  continuity  of  crest  line.  But  it  is  on  the  Canadian 
side  of  the  boundary  that  the  impairment  of  the  falls  is  most  serious. 
At  the  Canadian  end  of  the  Horseshoe  Falls,  which  is  known  to  be 
deficient  in  depth,  the  diversion  of  15,100  cubic  feet  per  second  pro- 
duces a  lowering  of  about  4.8  inches,  which  is  increased  to  8.44  inches 
by  the  present  diversions  of  the  Ontario  Power  Company,  the  Elec- 
trical Development  Company,  the  Canadian  Niagara  Power  Com- 
pany, and  the  International  Railway  Company,  whose  total  diversion 
IS  now  estimated  at  10,950  cubic  feet  per  second.  The  losses  at  Ter- 
rapin Point  and  at  the  west  end  of  the  Horseshoe  are  relatively  great 
and,  as  a  whole,  the  falls  have  unquestionablv  been  seriously  injured 
by  the  diversions  already  made.  Additional  diversions,  now  under 
wav,  will  add  to  the  damage. 

A  full  report  upon  the  work  under  these  allotments  was  submitted 
upon  November  30,  1908,  and  reference  is  invited  to  this  for  detailed 
statements  of  ascertained  gauge  relations  and  of  the  effects  of  diversion 
upon  the  rapids,  upon  the  Horseshoe  Falls,  and  upon  the  Niagara 
River. 


Digitized  by  VjOOQ IC 


PBESEBVATION   OP   NIAGARA   FALLS.  941 

As  a  result  of  the  discharge  measurements  made  in  the  intake  canal 
of  the  Niagara  Falls  Power  Company  in  1907  the  officer  then  in  charge 
of  the  supervision  of  the  operations  of  the  various  power  and  trans- 
mission companies,  under  their  permits  issued  by  the  Secretary  of 
War,  imposea  upon  this  company  a  Umitation  to  such  diversion  as 
might  be  necessary  to  generate  not  to  exceed  65,000  electrical  horse- 
power, this  Umitation  being  derived  from  a  consideration  of  the 
power-house  load  curves  covering  the  time  of  the  discharge  measure- 
ments. Comparison  served  to  show  that  this  company  generated 
an  electrical  horsepower  for  each  0.123  cubic  foot  of  water  diverted, 
and  as  the  International  Paper  Company  diverted  directly  from  the 
canal  of  the  power  company  700  cubic  feet  per  second  there  remained 
for  the  latter  7,900  cubic  feet,  corresponding  roundly  to  65,000  elec- 
trical horsepower.  The  validity  of  the  conversion  coefficient  for 
forming  switchboard  readings  into  volume  of  water  diverted,  so  far 
as  it  appUes  to  conditions  actually  existing  at  the  time  of  the  dis- 
charge measurements,  can  not  fairly  be  Questioned,  but  as  the  two 
power  houses  belonging  to  this  company  oiflFer  in  the  details  of  their 
construction,  with  claimed  higher  mechanical  efficiency  in  the  newer 
house,  the  officials  of  the  company  have  asserted  that  under  certain 
entirely  practicable  conditions  of  operation  the  value  of  the  conver- 
sion coefficient  will  be  found  to  be  lower  than  the  figures  given. 

As  any  unduly  high  value  of  this  coefficient  serves  as  an  unwar- 
ranted restriction  upon  the  output  of  the  company  and  causes  a  con- 
sequent financial  loss,  upon  April  3,  1909,  a  jproject  was  presented 
contemplating  an  exhaustive  series  of  tests  with  discharge  measure- 
ments iinder  all  reasonable  probable  conditions  of  operation.  Based 
upon  this  project  an  allotment  of  $5,000  was  made  upon  April  15, 1909, 
and  field  operations  were  begun  upon  May  4,  1909.  To  June  30,  198 
discharge  measurements  were  made,  covering  29  different  distribu- 
tions or  the  load.  Final  results  are  not  yet  at  hand,  but  it  is  certain 
that  by  restricting  the  number  of  generators  in  operation  to  16, 
with  6  or  less  in  power  house  No.  1,  the  Niagara  Falls  Power  Company 
can  generate  75,000  electrical  horsepower  and  at  the  same  time  not 
exceed  a  maximum  diversion  of  8,600  cubic  feet  per  second. 

The  pernoits  now  in  force  for  the  diversion  of  water  from  the 
Niagara  River  and  for  the  transmission  of  electrical  energy  into  the 
"United  States  from  Canada  are  summarized  on  page  895  of  the  Report 
of  the  Chief  of  Engineers  for  1908. 

To  August  14,  1908,  the  supervision  of  operations  under  these 
permits  was  performed  by  Maj.  C.  W.  Kutz,  Corps  of  Engineers. 
Since  that  date  the  work  of  supervision  has  been  performed  by  the 
Lake  Survey  office.  In  discharging  this  duty  occasional  inspections 
have  been  made  at  irregular  intervals,  and  the  detailed  results  of  such 
inspections  have  been  duly  reported  to  the  Chief  of  Engineers.  AH 
the  companies  concerned  have,  as  disclosed  by  the  inspections, 
loyally  observed  the  Umitations  of  their  corresponding  permits. 

Amount  appropriated  by  act  of  June  29,  1906 150, 000. 00 

July  1,  1908,  balance  unexpended 40, 069. 40 

J  une  30,  1909,  amount  expended  during  fiscal  year 6, 592. 34 

July  1,  1909,  balance  unexpended 33, 477. 06 

(See  Appendix  F  F  F  2.) 
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IMPROVEMENT  OF  THE  YELLOWSTONE  NATIONAL  PARK,  INCLUD- 
ING THE  CONSTRUCTION,  REPAIR,  AND  MAINTENANCE  OF  ROADS 
AND  BRIDGES. 

Officers  in  charge,  Capt.  E.  D.  Peek,  Corps  of  Engineers,  July  1. 
1908,  to  October  31,  1908;  First  Lieut.  Arthur  Williams,  Corns  or 
Ent^neers,  November  1,  1908,  to  March  3,  1909,  and  First  Lieut. 
Wildurr  Willing,  Corps  of  Enrineers,  March  4, 1909,  to  June  30, 1909. 

The  Yellowstone  iNational  Park  was  set  apart  from  the  public  do- 
main and  placed  under  the  control  of  the  Secretary  of  the  Interior  by 
act  of  Congress  of  March  1,  1872.  The  sundry  civil  act  of  March  3, 
1883,  directed  the  construction  and  improvement  of  suitable  roads 
and  bridges  under  the  supervision  of  an  engineer  officer  to  be  detailed 
by  the  Secretary  of  War,  and  in  July,  1883,  an  engineer  officer  was 
designated  accordingly.  This  was  tne  beginning  of  svstematic  road 
construction  in  the  park.  The  previous  work  consisted  of  the  opening 
of  such  rough  trails  as  the  limited  means  permitted,  but  they  were 
temporary  in  character  and  of  httle  or  no  value  in  the  permanent  plan. 
Subsequent  to  the  sundry  civil  act  of  August  4,  1886,  the  expenditure 
for  the  improvement  was  transferred  to  the  War  Department,  and  it 
has  been  in  the  charge  of  the  Engineer  Department,  with  the  excep- 
tion of  the  period  from  August,  1894,  to  March,  1899. 

At  the  outset  the  officer  of  the  Corps  of  Engineers  in  charge  adopted 
a  project  (described  in  the  Annual  Report  of  the  Chief  of  Engineers  for 
1887,  p.  3134)  for  a  comprehensive  system  of  substantial  roads,  which, 
with  tne  change  of  the  act  of  Congress  of  March  3,  1891,  is  the  basis  of 
the  present  system.  The  sundry  civil  act  of  June  6,  1900,  directed 
that  the  road  extensions  and  improvements  should  thereafter  be  made 
in  harmony  with  a  general  plan  to  be  approved  by  the  Chief  of  Engi- 
neers. Such  plan  was  approved  August  27, 1900,  modified  by  author- 
ity of  the  Secretary  of  War,  dated  July  22,  1901,  and  further  modified 
hy  approval  of  the  Chief  of  Engineers,  dated  July  2, 1 902.  The  sundry 
civil  act  of  June  28,  1902,  recognized  this  project  and  provided  for  its 
completion,  and  it  was  practically  finished  during  the  fiscal  year  end- 
ing June  30,  1906.  It  comprises  a  belt  Une  or  main  circuit  which 
reaches  all  of  the  important  centers  of  interest,  with  side  roads,  bridle 
trails,  and  four  approaches  leading  from  the  park  boundary  to  differ- 
ent points  on  the  belt  Une — in  all,  about  350  miles  of  road  and  about 
125  Dridges.  The  sum  expended  to  June  30,  1909,  including  main- 
tenance and  repairs,  is  $1,850,426.45.  It  is  estimated  that  not  less 
than  $200,000  of  this  amount  was  expended  in  early  work  which  has 
since  been  replaced  and  does  not  form  a  part  of  the  completed  system. 
Maintenance  and  repairs  have  cost  about  $572,757.28,  leaving  about 
$1,077,669.17  for  the  cost  of  the  permanent  work.  In  addition,  there 
has  been  expended  on  work  done  for  other  departments  the  sum  of 
$850.95,  for  which  the  park  appropriation  has  oeen  reimbursed. 

The  sundry  civil  acts  of  May  27, 1908,  and  March  4, 1909,  provided 
funds  for  the  maintenance  and  repair  of  improvements,  and  projects 
for  the  expenditure  were  approved  July  1,  1908,  and  May  3.  1909. 
The  work  of  the  past  fiscal  year  under  these  projects  included :  General 
repair  and  maintenance  of  the  entire  system,  including  the  Cooke  City, 
East,  West,  and  South  roads;  repairs  to  bridges;  laying  of  tile  and  iron 
<5ulverts;  the  clearing  of  dead  and  fallen  timber  from  the  roadside*  85 
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miles  of  road  sprinkled;  a  number  of  pumping  stations  converted  into 
gravity  tanks,  and  hydraulic  rams  installed;  repairs  to  sprinkling 
wagons,  road  graders,  carts,  and  other  vehicles;  maintenance  of  trees, 
shrubs,  vines,  and  lawns.  There  was  expended  during  the  fiscal  year 
1909.  for  maintenance  and  repairs,  $80,672.91,  and  on  the  East  and 
Soutn  roads  of  the  forest  reserve,  $263.21. 

It  is  proposed  to  apply  the  $150,000  estimated  as  a  profitable  ex- 
penditure during  the  nscal  vear  ending  June  30, 191 1 ,  to  work  of  main- 
tenance and  repair,  together  with  the  replacing  of  certain  wooden 
bridges  with  steel,  and  commencing  the  work  of  resurfacing  the  sys- 
tem, including  the  purchase  of  the  plant  necessary  therefor.  The 
worK  is  necessary  to  keep  the  improvement  available  for  use.  As 
stated  in  the  Annual  Report  of  the  Chief  of  Engineers  for  1906,  page 
827,  the  park  is  now  provided  with  a  comparatively  good  single-track 
road  system,  but  the  traffic  has  increased  far  beyond  expectation  and 
much  additional  work  is  required  to  insure  comfort  ana  safety.  The 
appropriations  of  the  past  five  years  have  proven  inadequate  for  main- 
tenance, and  if  steps  are  not  taken  to  solve  the  road  problem  men- 
tioned in  the  Annual  Report  of  the  Chief  of  Engineers  for  1905,  page 
2814,  the  road  bed  will  soon  be  in  a  poor  and  worn-out  condition. 
Rock-crushing  machinery  should  be  purchased,  and  there  is  urgent 
necessity  also  of  replacing  certain  worn-out  wooden  bridges  with 
steel,  and  of  substituting  walls  of  concrete  or  laid  in  mortar,  for  dry 
retaining  walls  which  have  become  dangerous.  On  account  of  the 
more  urgent  necessity  of  this  work,  and  because  the  clearing  of  a  nar- 
row road  through  the  snow  creates  a  natural  channel,  through  which 
the  melting  snow  runs  down  the  road,  and  causes  serious  erosion,  it  is 
considered  inadvisable  to  expend  any  part  of  the  appropriation  for 
sprinkhng,  or  for  clearing  the  roads  in  the  spring,  until  the  roads, 
bridges,  and  trails  are  put  in  good  condition. 

More  extended  information  relating  to  previous  operations  is  pub- 
lished in  the  Annual  Reports  of  the  Chief  of  Engineers  as  follows; 

1887,  page  3133.  A  r^aum^  of  operations  from  1883  to  1887. 

1900,  page  5420.  A  general  r6aum6  covering  the  period  1872-1900. 

1900,  page  5441.  The  general  plan  approved  August  27,  1900. 

1901,  page  3797.  Modification  of  1901  in  the  general  plan  of  August  27,  1900. 
1903,  page  2444.  General  description  and  technical  details  of  work. 

1905,  following  page  2822.    Map  of  tourist  routes. 

July  1, 1908,  balance  unexpended $63,474.68 

Amount  received  from  sales 51. 15 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 63, 000. 00 

131,525.83 
June  30,  1909,  amount  expended  during  fiflcal  year 80, 936. 12 

July  1,  1909,  balance  unexpended 50, 589. 71 

July  1,  1909,  oiitetanding  liabilities 12, 036.  88 

July  1,  1909.  balance  available 38, 552. 83 

Amount  that  can  be  profitably  expended  in  fiscal  year  endinjj  June  30, 
1911.  for  maintenance  and  repairs,  in  addition  to  the  balance  unex- 
pended July  1, 1909 150,000.00 

(See  Appendix  G  G  G.) 
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ROAD  TO  MOUNT  RAINIER  NATIONAL  PARK. 

Officers  in  charge,  Lieut.  Col.  H.  M.  Chittenden,  Corps  of  Engineers, 
until  September  5,  1908,  and  Maj.  C.  W.  Kutz,  Corps  of  Engineers, 
since  that  date. 

Prior  to  the  commencement  of  operations  an  inferior  road  led 
into  the  park  from  the  western  boundary  of  the  forest  reserve  to 
Longmire  Springs,  a  distance  of  about  lOJ  miles,  and  rough  trails 
extended  thence  to  the  Camp  of  the  Clouds. 

The  sundry  civil  act  of  March  3,  1903,  appropriated  $10,000  for 
a  survey  of  the  most  practicable  route  for  a  wagon  road  into  the 
park  and  for  commencing  construction.  An  estimate  of  cost, 
amounting  to  $183,000.50,  was  submitted  to  Congress  March  22, 
1904,  and  printed  in  House  Docurnent  No.  631,  Fifty-eighth  Congress, 
second  session,  and  an  appropriation  for  continuing  construction 
was  made 'in  the  sundry  civil  act  of  April  28,  1904.  The  project 
thus  authorized  by  Congress  and  the  one  under  which  work  is  being 
carried  on  contemplates  the  construction  of  a  wagon  road  from  the 
western  boimdary  of  the  forest  reserve  to  the  Camp  of  the  Clouds, 
a  distance  ot  about  25  miles. 

The  total  amoxmt  appropriated  to  date  is  $215,000,  of  which 
$17,216.23  were  expended  on  surveys.  The  amount  expended  on 
the  work  of  the  existing  project  up  to  the  close  of  the  fiscal  year 
ending  June  30,  1909^  was  $193,905.11. 

The  work  accomphshed  xmder  the  various  appropriations  to  the 
close  of  the  fiscal  year  ending  June  30,  1909,  is  as  follows: 

Number  of  milea  of  road  constructed  and  in  use 17.7 

Number  of  miles  of  road  partially  completed 4. 1 

Total 21.8 

The  report  of  the  field  work  of  the  original  survey  made  in  1903 
is  printea  in  the  Annual  Report  of  the  Chief  of  Engineers,  1904, 
page  4207.  The  general  location  of  the  proposed  route  is  shown  on 
the  map  of  the  survey  made  in  1904  for  a  proposed  additional  road 
into  the  park  from  the  east,  printed  in  House  Document  No.  283, 
Fifty-eighth  Congress,  third  session. 

To  complete  the  road  will  require  an  additional  appropriation  of 
$25,000,  and  that  sum  is  included  in  the  estimate  suomitted. . 

The  cost  of  road  construction  in  Mount  Rainier  National  Park  is 
dependent  largely  on  the  price  of  labor.  The  original  estimate 
was  based  upon  the  wages  that  were  current  in  1903.  During  the 
period  of  construction  wages  increased  from  20  to  33J  per  cent,  on 
account  of  which  the  latter  portions  of  the  road  constructed  were 
necessarily  of  less  width  and  consequently  less  safe  than  the  portion 
first  constructed. 

With  the  funds  requested  it  is  proposed  to  widen  the  road  built 
in  the  season  of  1909,  and  to  provide  guard  walls  at  dangerous  places. 
This  work  is  necessary  to  make  the  road  safe  and  suitable  for  the 
traffic  that  will  probably  use  it. 
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July  1,  1908,  balance  unexpended 152, 829. 57 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 25, 000. 00 

77,829.57 
June  30,  1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment     66,734.68 

July  1,  1909,  balance  unexpended 21, 094. 89 

July  1,  1909,  outstanding  liabilities 2,333.16 

July  1, 1909,  balance  available 18, 761. 73 

Amount  (estimated)  required  for  completion  of  existing  project 25, 000. 00 

Amount  that  can  be  profitably  expended  in  fiscal  year  ending  June  30. 
1911,  for  works  of  improvement,  exclusive  of  the  balance  unexpended 
July  1,1909 25,000.00 

(See  Appendix  H  H  H.) 

MAPS,  WAR  DEPARTMENT. 

With  the  $5,000  appropriated  for  this  purpose  for  the  fiscal  year 
ending  June  30,  1909,  a  number  of  maps  of  maneuver  grounds  were 
printed  after  surveys  by  engineer  troops.  A  portion  of  the  appro- 
priation has  also  been  applied  to  the  ecjuipment  of  the  office  of  the 
chief  engineer  officer,  rhilippines  Division,  with  much  needed 
apparatus  for  the  publication  of  maps  in  that  division. 

These  funds  are  also  utilized  in  the  publication  of  accurate  maps 
of  our  fortified  harbors,  which,  under  existing  regulations,  are  required 
for  the  use  of  the  coast  artillery. 

An  estimate  of  $5,000  for  this  purpose  has  been  submitted  for  the 
fiscal  year  ending  June  30,  1911. 

BUILDINGS,  ARMY  WAR  COLLEGE,  WASHINGTON,  DISTRICT  OF 
COLUMBIA,  AND  ENGINEER  SCHOOL,  WASHINGTON,  DISTRICT  OF 
COLUMBIA. 

Officer  in  charge,  Lieut.  Col.  W.  C.  Langfitt,  Corps  of  Engineers. 

The  creation  of  the  engineer  post  and  school  at  Washington  Bar* 
racks  was  authorized  by  an  act  of  Congress  approved  June  30,  1902, 
based  on  an  estimate  prepared  without  funds  available  for  the 
preparation  of  detailed  plans  or  for  the  making  of  borings,  etc. 
This  estimate  contemplated  the  utilization  of  a  number  of  existing 
buildings,  and  provided  for  construction  of  new  buildings  inclosing 
approximately  4,000,000  cubic  feet.  A  unit  price  of  about  16  cents 
a  cubic  foot  of  cubic  space  inclosed  in  builaings,  all  contii^encies 
included,  was  practically  the  basis  of  this  original  estimate.  Further 
development  of  plans  for  the  engineer  post,  and  for  the  War  College 
building  authorized  in  the  same  act,  led  to  the  approval  by  the 
Secretary  of  War  of  a  transposition  of  the  locations  of  the  two,  so 
that  the  latter  building  now  occupies  the  site  originally  planned  for 
the  engineer  post.  Tnis  change  led  eventually  to  the  abandon- 
ment of  the  enort  to  utilize  old  post  buildings,  which,  upon  detailed 
examination,  proved  abo  to  be  in  such  bad  condition  as  to  make 
repairs  expensive  and  not  economical.  These  facts  were  reported 
in  general  terms  in  the  Annual  Report  for  1904,  page  741,  as  well 
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as  the  fact  that  the  subsistence  department  had  utihzed  the  post 
for  a  distributing  depot,  which  was  not  anticipated  in  the  original 
estimates.  The  army  appropriation  act  approved  June  12,  1906, 
provided  a  chaplain  for  the  Corps  of  Engineers^  who  has  been  assigned 
to  station  at  tnis  post,  and  a  commissary  officer  has  been  assigned 
to  permanent  station  here,  both  calling  for  additional  quarters. 

Ill  view  of  these  and  other  similar  minor  changes,  tne  cubic  con- 
tents of  the  buildings  actually  provided  were  increased  by  increasing 
the  number  of  buildings  as  far  as  funds  would  permit,  actual  con- 
struction having  been  almost  exactly  the  cost  per  cubic  foot  of 
inclosed  space  as  was  estimated. 

The  condition  of  the  work  at  the  close  of  the  fiscal  year  was  as 
follows : 

BUILDINGS,  ARMY    WAR   COLLEGE. 

This  work  is  entirely  finished  and  the  accoxmts  all  settled  up. 
For  detailed  history  of  this  work,  reference  is  made  to  the  Annual 
Reports  of  the  Chief  of  Engineers  for  the  years  1902,  1903,  1904, 
1905,  and  1906. 

BUILDINGS,  ENGINEER   POST   AND   ENGINEER   SCHOOL. 

All  appropriations  made  for  this  object  up  to  and  including  the 
act  of  March  2,  1907,  have  been  expended  and  the  accounts  for 
those  appropriations  have  been  finally  settled  up.  For  detailed 
history  of  this  project  reference  is  made  to  the  Annual  Reports  of 
the  Chief  of  Engineers  for  the  ye^rs  1902,  1903,  1904,  1905,  and  1906. 

The  completion  of  stable  at  $1,700  as  estimated  for  in  last  annual 
report  was  provided  for  in  act  of  March  3,  1909.  The  work  will 
be  taken  up  immediately,  and  the  funds  provided  will  be  sxifficient 
for  the  purpose. 

On  December  22,  1904,  the  Secretary  of  War  approved  a  general 
lay  out  which,  it  is  thought,  completely  meets  the  present  needs  of 
the  post  and  school;  a  drawing  of  this  proposed  post  accompanied 
the  report  of  Captain  Sewell  published  in  the  Annual  Report  of  the 
Chief  of  Engineers  for  1906.  Additional  buildings  are  shown  on  this 
sheet;  arranged  in  order  of  their  immediate  importance,  and  with 
the  estimated  cost  of  each  stated,  they  are  as  follows: 

Estimated 
oost. 
1.  Engineer  school  and  administration  building,  power  house,  and  enlisted 

men's  trade-school  building. $429, 000 

The  school  building  to  furnish  accommodations  for  the  following: 
Office  of  commandant  of  post  and  of  engineer  school. 
Office  of  secretary  of  school. 
Office  of  adjutant  of  the  poet. 
Office  of  sergeant-major  with  clerks. 

Office  of  clerks,  with  storage  for  records  of  post,  and  school. 
Office  of  engineer  depot. 

Room  for  records  and  small  supplies  (stationery,  etc.)  for  poet,  do- 
pot,  and  school. 
Office  for  orderlies  and  messengers. 
Office  for  telephone  exchange. 

Printing  office,  for  preparation  of  orders,  blanks  forms,  lectures, 
pampnlota,  etc. 
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Estimated 
cost. 
OflSces  of  instructors,  department  of  civil  engineering. 
Offices  of  instructors,  department  of  military  engineering. 
Offices  of  instructors,  department  of  electrical  and  mechanical  en- 
gineering. 
Office  for  stenographers  and  clerks. 
Two  class  rooms  for  use  of  student  officers. 
Lecture  room. 
Library  room  for  library. 

Model  room  for  models  of  engineering  structures  and  appliances. 
Photographic  laboratory. 
Photo-litnographic  laboratory. 
In  basement — 

Cement-testing  laboratory. 

Electrical  laboratory. 

Chemical  and  physical  laboratory. 
Drafting  rooms. 
Power  house  and  enlisted  men's  trade-school  building  to  contain: 
Heating  and  power  plant. 
Electrical  generators  and  other  large  apparatus. 
Machine  shop. 
Carp>enter  shop. 
Blacksmith  shop. 
Plumber  shop. 
Masonry  laboratory. 
Modeling  room  (molding  sand). 

2.  Completion  of  west  barracks ^ $40, 000 

3.  Bachelor  officers'  quarters 70,000 

4.  Store  sheds  for  lumber,  coal,  ponton  material,  wagons,  etc 25, 000 

6.  Observatory 3,006 

6.  Roads,  walks,  sidewalks,  sewers,  water  supply,  gas,  electric  dLstribu- 

tion 26,006 

7.  Six  sets  noncommissioned  officers'  quarters 66, 000 

8.  One  new  stable 20,006 

9.  Chaplain's  quarters 20, 006 

Total  amount  required 698, 000 

An  estimate  of  this  amount  is  submitted.  This  estimate  differs 
from  that  submitted  last  year  in  the  omission  of  item  for  completion 
of  stable^  provided  for  as  above  indicated,  and  in  omission  or  items 
for  hospital  and  hospital  steward's  quarters,  it  being  understood 
that  existing  regulations  require  these  to  be  obtained  through  the 
Medical  Department,  which  has  the  matter  in  hand. 

Fuller  details  of  these  new  buildmgs  and  their  objects  are  riven 
in  the  report  of  Captain  Sewell,  published  as  Appendix  H  H  H  of 
the  Annual  Report  of  the  Chief  of  Engineers  for  1906. 

It  is  recommended  that  Congress  provide  for  these  items  at  the 
coming  session,  with  a  view  to  the  early  completion  of  the  post  and 
school. 

Amount  appropriated  by  act  of — 

June  30,  1902 $500, 006 

March  2,  1903 360,006 

March  2,  1905 150,006 

March  2, 1907 32,506 

1, 042, 606 
June  30,  1909,  amount  expended  to  date 1, 042, 500 
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CONSTRUCTION   OF   BRIDGE  ACROSS  MISSISSIPPI    RIVER  BETWEEN 
■      FORT  SNELLING  RESERVATION  AND  ST.  PAUL,  MINNESOTA. 

This  work  was  in  the  charge  of  Maj.  Francis  R.  Shunk,  Corps  of 
Enojineers. 

The  act  of  Congress  approved  March  17,  1906,  provided  for  con- 
struction of  a  bridge  over  the  Mississippi  River  connecting  Fort 
Snelling  Reservation  and  St.  Paul.  The  cost  was  not  to  exceed 
$250,00(L  of  wliich  at  least  $100,000  was  to  be  contributed  by  the 
city  of  St.  Paul,  at  least  $25,000  by  any  electric  railway  company 
receiving  right  of  transit  across  the  bridge,  and  such  sum  as  the 
Secretary  of  War  might  determine  by  any  steam  railway  company 
which  might  use  the  bridge. 

The  sum  of  $100,000  was  paid  to  the  United  States  by  the  city  of 
St.  Paul  and  the  sum  of  $25,000  by  the  Twin  City  Rapid  Transit 
Company. 

The  site  of  the  new  bridge  is  about  300  feet  below  the  old  Fort 
Snelling  bridge. 

The  bridge  was  built  imder  contract  and  was  completed  April  24, 
1909.     It  was  tested  June  19,  1909,  and  formally  accepted. 

The  act  of  Congress  approved  March  4,  1909,  appropriated  $20,000 
for  the  construction  of  approaches  to  the  bridge.  At  the  close  of  the 
year  the  approaches  were  about  20  per  cent  completed. 

The  amount  expended  to  June  30,  1909,  was  $245,209.67. 

An  estimate  of  $1,200  is  submitted  for  the  fiscal  year  ending  Jime 
30^  1911,  as  the  amount  required  for  maintenance  and  care  of  the 
bndge,  as  follows:  Services  of  a  watchman,  $600;  painting,  annual 
repairs,  renewal  of  wooden  surfaces  of  roadway  and  foot-path,  etc., 
$600. 

July  1,  1908,  balance  unexpended $220, 905. 09 

Amount  appropriated  by  sundry  civil  act  approved  March  4,  1909 20, 000. 00 

240,905.09 
June  30, 1909,  amount  expended  during  fiscal  year,  for  works  of  improve- 
ment       216, 114. 76 


July  1,  1909,  balance  unexpended 24,790.33 

July  1,  1909,  outetanding  habilitieff 2,399.47 

July  1,  1909,  balance  available 22, 390. 86 


Amount  that  can  be  profitablv  expended  in  fiscal  year  ending  June  30, 
1911,  for  maintenance,  exclusive  of  the  balance  unexpended  July  1, 
1909 1,200.00 

Submitted  in  compliance  with  requirement  of  sundry  civil  act  of  June 
4,  1897,  and  of  section  7  of  the  nver  and  harbor  act  of  1899. 

(See  Appendix  III.) 

RECONSTRUCTION    OF   UNITED   STATES    BRIDGE   AT  NIOBRARA, 

NEBRASKA. 

This  work  was  in  the  charge  of  Maj.  Edward  H.  Schulz,  Corps  of 
Engineers. 

Funds  for  this  work  were  appropriated  by  act  of  Congress  approved 
April  30,  1908  (PubUc  No.  104),  Indian  appropriation  act,  as  follows: 

For  the  purpose  of  rewoodiug  and  repiling  the  present  old  bridge  acroes  Niobrara 
River  between  the  Santee  and  Ponca  Reservations,  Nebraska,  supplying  the  same 
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with  new  ice  breaks,  but  using  the  iron  work  of  the  old  combination  bridge,  the  sum 
of  twelve  thousand  dollars,  or  so  much  thereof  as  may  be  necessary,  the  work  to  be 
done  under  tiie  direction  and  supervision  of  the  War  Department. 

In  accordance  with  approval  of  the  Secretary  of  War  July  6,  1908, 
the  work  was  assigned  to  this  office.  Bids  were  invited  and  opened 
September  21,  1908,  and  contract  awarded  to  the  Western  Bridge 
and  Construction  Company,  of  Omaha,  Nebr. 

This  work  was  commenced  January  11,  1909,  and  finished  and 
accepted  April  28,  1909. 

Amount  appropriated  by  act  of  Congress  approved  April  30, 1908,  Indian 

appropriation  act |12, 000. 00 

June  30,  1909,  amount  expended  during  fiscal  year 11, 943. 11 

July  1, 1909,  balance  unexpended 56.89 

(See  Appendix  J  J  J.) 

ERECTION  OF  MONUMENT  TO  THE  MEMORY  OF  THE  AMERICAN 
SOLDIERS  WHO  FELL  IN  THE  BATTLE  OF  NEW  ORLEANS  IN  THE 
WAR  OF  1812. 

This  work  was  in  the  charge  of  First  Lieut.  Wildurr  Willing,  Corps 
of  Engineei-s,  to  August  22,  1908,  and  Lieut.  Col.  Lansing  H.  Beach, 
Corps  of  Engineers,  since  that  date. 

By  act  or  Congress  approved  March  4,  1907,  Congress  appro- 
priated $25,000  for  the  completion  of  a  monument  to  the  memory  of 
the  American  soldiers  who  fell  in  the  battle  of  New  Orleans  in  the 
war  of  1812.  The  design  of  the  monument  was  approved  by  the 
Secretary  of  War  May  17,  1907,  and  the  work  of  construction  and 
disbursement  of  funds  assigned  to  the  Engineer  Department.  The 
site  of  the  monument  is  at  Chalmette,  La. 

The  Chalmette  monument  was  originally  designed  by  Newton 
Richards,  whose  plans  were  accepted  by  the  Jackson  Monument 
Association  in  May,  1855.  This  design  consisted  of  a  plain  shaft  142 
feet  high,  resting  on  five  steps,  each  2  feet  high  and  starting  about  2 
feet  6  inches  above  the  natural  surface  of  the  ground ;  the  shaft  to  be 
16  feet  8  inches  square  at  the  base  and  12  feet  6  inches  at  the  top;  the 
base  of  the  shaft  to  have  on  the  four  faces  corniced  projections  sur- 
mounted with  sculptured  emblems,  one  of  these  to  serve  as  an  en- 
trance to  a  spiral  stairway  leading  to  a  chamber  at  the  top;  the  stair 
to  be  Ughted  by  small  openings  at  regular  intervals;  both  shaft  and 
base  to  be  faced  with  marble. 

A  contract  for  the  erection  of  the  monument  was  awarded  in  June, 
1855,  but  the  work  was  not  completed. 

At  the  time  Congress  made  the  above  appropriation  no  work  had 
keen  done  for  over  fifty  years,  it  is  said.  The  shaft  was  56  feet  10 
inches  high,  measuring  from  the  top  of  the  mound  of  earth  about  12 
feet  6  inches  above  the  natural  surface  and  about  185  feet  in  diameter 
which  had  been  placed  around  the  monument  to  protect  the  brick 
foundation.  The  base  was  16  feet  8  inches  square  outside  and  10 
feet  8  inches  diameter  inside;  the  top)  was  14  leet  11  inches  square 
outside  and  9  feet  11  inches  diameter  inside. 

Under  project  approved  Julv  6,  1907,  it  was  proposed  to  remove 
the  mound  of  eartn  covering  tlie  base  of  the  existing  monument,  to 
extend  the  shaft  on  the  original  lines  24  feet  2^  inches  and  to  place 
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thereon  a  pyramid  9  feet  high,  making  the  top  of  the  monument 
when  completed  approximately  100  feet  above  the  natural  level  of 
the  ground.  The  entire  shaft  and  base  are  to  be  covered  with 
marble.  A  spiral  stairway,  with  iron  steps  supported  by  a  central 
brick  pier  and  the  brick  lining  of  shaft,  leads  to  an  observation 
chamber  9  feet  6  inches  square  in  top  of  monument.  There  is  to  be 
a  bronze  door  at  the  entrance  to  the  monument,  bronze  hand  rails 
on  both  sides  of  stairway,  bronze  grilles  in  the  windows  of  observa- 
tion chamber,  and  a  bronze  histoncal  tablet  on  the  wall  of  observa- 
tion chamber. 

A  contract  for  the  consti-uction  of  the  monument  was  made  with 
M.  P.  DouUut,  of  New  Orleans,  on  December  7,  1907,  and  the  work 
was  commenced  January  16,  1908. 

The  monument  was  completed  by  the  contractor  in  December,  1908, 
and  in  March,  1909,  transferred  to  the  custody  of  the  United  [States] 
Daughters  of  1776  and  1812,  as  reauired  by  tne  act  of  March  4,  1907, 
under  authority  of  a  letter  from  the  Secretary  of  War  dated  March 
5,  1909. 

The  amount  expended  to  June  30,  1909,  is  $25,000.75,  of  which 
$750  was  paid  for  preparation  of  plans,  $23,383.32  to  the  contractor, 
and  $867.43  for  miscellaneous  expenses,  inspection,  etc.;  $0.75  was 
derived  from  sale  of  blueprints. 

July  1,  1908,  balance  unexpended 112,131.19 

June  30,  1909,  amount  expended  during  fiscal  year 12, 131. 19 

(See  Appendix  K  K  K.) 

MONUMENT  TO  COMMEMORATE  THE  BATTLE  OF  KINGS  MOUNTAIN, 

SOUTH  CAROLINA. 

This  work  was  in  the  charge  of  Capt.  Earl  I.  Brown,  Corps  of 
Ki^ineers. 

By  act  of  Congress  approved  June  16,  1906,  there  was  appropriated 
$30,000  for  the  construction  of  a  monument  to  commemorate  the 
victory  of  the  American  forces  at  Kings  Mountain,  South  Carolina, 
October  7, 1780.  Plans  for  the  monument  had  been  approved  by  the 
Secretary  of  War,  and  contract  made  for  the  construction  of  a  monu- 
ment 115  feet  3  inches  high  for  the  sum  of  $25,000,  and  work  of  exca- 
vation for  the  foundation  had  been  begun.  During  the  year  in  the 
continuation  of  this  excavation  it  was  necessary,  on  account  of  the 
character  of  the  material  of  this  excavation,  to  go  to  a  much  greater 
depth  than  originally  estimated,  thus  increasing  the  cost  of  the  con- 
crete foundation,  and  it  became  evident  that  the  monument  origi- 
nally contemplated  could  not  be  constructed  with  the  funds  available. 
Supplemental  contract  was,  therefore,  made  for  the  construction  of 
a  monument  83  feet  6  inches  high,  with  lightning  conductor  installed , 
for  the  sum  of  $21,000.  Under  this  contract  work  was  then  carried 
on,  and  at  the  close  of  the  year  the  shaft  was  completed  to  its  full 
height,  lightning  conductor  installed,  monument  washed  down,  and 
joints  pointed,  and  the  sculptured  portion  of  the  monument  about  60 
per  cent  completed. 
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July  1,  1908,  balance  unexpended $29,310.38 

June  35o,  1909,  amount  expended  during  fiscal  year 20, 136. 34 

July  1,  1909,  balance  unexpended 9, 174. 04 

July  1,  1909,  outstanding  liabilities 177. 86 

July  1,  1909,  balance  available 8, 996. 18 

July  1,  1909,  covered  by  uncompleted  contracts 7, 428. 70 

(See  Appendix  L  L  L.) 

ERECTION  OF  MONUMENT  AT  MONTEREY,  CALIFORNIA,  TO  COMMEM- 
ORATE THE  TAKING  POSSESSION  OF  THE  PACIFIC  COAST  BY  THE 
LATE  COMMODORE  JOHN  D.  SLOAT,  UNITED  STATES  NAVY. 

This  work  was  in  the  charge  of  Lieut.  Col.  John  Biddle,  Corps  of 
Engineers. 

During  the  war  with  Mexico,  on  July  7,  1846,  Commodore  Sloat, 
in  accordance  with  instructions  from  our  Government,  landed  a  force 
of  sailors  and  marines  at  Monterey  and  took  possession  of  CaUfomia 
in  the  name  of  the  United  States.  In  1886  an  organization  composed 
of  Mexican  war  veterans,  Cahfornia  pioneers,  army  and  navy  officers, 
and  others  prominent  in  the  affairs  of  the  State,  was  formed  for  the 
purpose  of  erecting  a  monument  to  Commodore  Sloat,  the  organiza- 
tion being  known  as  the  Sloat  Monument  Association. 

A  site  was  procured  on  the  mihtary  reservation  of  the  Presidio  of 
Monterey,  on  the  sloi)e  of  a  hill  overlooking  the  Bay  of  Monterey. 
Upon  this  site,  which  is  unobstructed  by  trees  or  adjacent  buildings, 
a  suitable  foundation  was  laid  and  a  base,  or  platform,  for  the  pro- 
posed monument  was  constructed,  faced  with  stones  which  were  con- 
tributed by  various  counties  of  the  State,  military  and  civic  organ- 
izations.    The  base  is  24  feet  square  and  6  feet  high. 

The  Congress  of  the  United  States,  act  of  March  4,  1907,  has  appro- 

Eriated  $10,000  for  the  erection  of  a  monument  to  Conmiodore  John 
>rake  Sloat,  U.  S.  Navy,  at  Monterey,  Cal.  A  portion  of  this  sum, 
not  to  exceed  $1,000,  is  to  be  devoted  to  procuring  a  suitable  design 
and  other  preliminarj'-  expenses,  leaving  fiJbout  $9,000  for  the  actual 
work,  act  of  March  28,  1908. 

The  amount  expended  on  this  base  is  unknown  in  this  office. 

On  May  19,  1908,  the  Chief  of  Engineers,  U.  S.  Army,  assigned  to 
Lieutenant-Colonel  Biddle  the  duty  of  obtaining  a  suitable  design 
and  erecting  the  monument.  With  the  aid  of  the  San  Francisco  Art 
Institute  and  the  Sloat  Monument  Association,  a  design  was  accord- 
ingly made  and  has  been  submitted  to  the  War  Department,  and  was 
approved  by  the  Secretary  of  War  on  June  29,  1909. 

The  total  amount  expended  on  the  project  to  June  30,  1909,  is 
$333.45.     Nothing  has  been  derived  from  any  miscellaneous  sources. 

The  work  accomplished  during  the  year  consists  of  obtaining  a  suit- 
able design  and  perfecting  it  and  having  it  approved.  Competitive 
designs  were  obtained  by  offering  three  prizes  of  $250,  $150,  and  $100, 
respectively.  The  work  of  erectmg  the  monument  will  be  awarded  the 
winner  of  the  fiirst  prize,  and  the  work  will  be  done  under  contract. 

The  proportion  of  the  project  completed  up  to  June  30,  1909,  can 
not  be  readily  ascertained,  but  it  consists  of  obtaining  a  suitable 


Digitized  by  VjOOQ IC 


952  REPORT  OF   THE   CHIEF   OF  ENGIKEEBS,  U.   S.   ARMY. 

design,  and  the  work  left  to  be  done  is  to  erect  the  monument  in 
accordance  with  the  design. 

No  former  reports  have  been  made  on  the  project. 

July  1,  1908,  balance  unexpended $9,998.92 

June  30,  1909,  amount  expended  during  fiscal  year 332.  37 

July  1,  1909,  balance  unexpended 9, 666.  55 

July  1,  1909,  outstanding  liabilities 250.00 

July  1,  1909,  balance  available 9, 416. 55 

(See  Appendix  M  M  M.) 

MONUMENT  TO  COMMEMORATE  THE  BATTLE  OF  THE  REVOLUTION 
FOUGHT  AT  POINT  PLEASANT,  WEST  VIRGINIA. 

This  work  was  in  the  charge  of  Capt.  F.  W.  Altstaetter,  Corps  of 
Engineers. 

Ihe  public  building  act  approved  May  30,  1908,  appropriates  the 
sum  of  $10,000  to  aid  in  the  erection  and  completion  of  a  memorial 
structure  at  Point  Pleasant,  W.  Va.,  to  commemorate  a  battle  of  the 
Revolution  fought  at  that  point. 

A  contract  was  entered  into  February  5,  1909,  for  the  construction 
of  the  monument,  the  base  for  which  was  built.  Some  work  was 
also  done  on  the  six  courses  above  the  base,  two  courses  being 
completed. 

Amount  appropriated  by  public  building  act  approved  May  30, 1908 $10, 000.  00 

June  30,  1909,  amount  expended  during  fiscal  year 1, 000.  25 

July  1,  1909,  balance  unexpended .' 8,999.75 

July  1, 1909,  amount  covered  by  uncompleted  contract 8, 500. 00 

(See  Appendix  N  N  N.) 

OFFICE  OF  THE  CHIEF  OF  ENGINEERS. 

During  the  fiscal  year  ending  June  30,  1909,  the  following-nametl 
oflScers  were  on  duty  in  this  oflSce  as  assistants:  Col.  Smith  S. 
Leach;  Col.  Frederic  V.  Abbot;  Maj.  James  B.  Cavanaugh;  Maj. 
William  B.  Ladue  from  January  21,  1909;  Maj.  William  J.  Barden; 
Capt.  Edward  N.  Johnston  from  September  1,  1908;  First  Lieut. 
Richard  C.  Moore  from  November  19,  1908. 

I  desire  to  express  my  appreciation  of  the  very  able  and  loyal 
assistance  I  have  received  from  the  civilian  employees  of  this  office. 
They  are  intelligent,  conscientious,  and  efficient  in  the  discharge  of 
their  duties,  and  many  of  them  have  given  to  the  Government  the 
best  years  of  their  lives;  in  some  cases  the  entire  wage-earning  period 
has  l>een  spent  in  the  government  service. 

Excepting  in  very  rare  instances  the  compensation  received  by  this 
worthy  class  of  public  servants  has  been  entirely  too  small  to  permit 
any  provision  being  made  by  them  for  support  in  old  age,  and  it  would 
be  gratifying  to  see  some  action  by  Congress  looking  to  the  relief  of 
these  employees  as  thev  become  superannuated  in  the  public  service. 
Very  respectfully, 

W.  L.  Marshall. 
Chief  of  Engineers f  U.  S.  Army. 

The  Se(  RETARY  of  War. 
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Aberdeen,  Wash.    See  Chehalis  River  and  Grays  Harbor. 

Absecon  Inlet,  N.  J.:  Pa««. 

Harbor  lines  established  in 910 

Wreck  in 224 

Academy  Creek,  Ga.    See  Brunswick  Harbor. 

Acushnet  River,  Mass.    See  New  Bedford  Harbor. 

Adams  Creek,  N.  C,  waterway  via.    See  Beaufort  Inlet. 

Agate  Bay  Harbor,  Minn.,  improvement  of 660 

Annapee  (Algoma)  Harbor,  Wis.    See  Algoma  Harbor. 

Alabama  River,  Ala. : 

Examination  and  survey  from  Montgomery  to  Coosa  River 409 

Improvement  of 404 

Alameda,  Cal.    See  Oakland  Harbor. 

Alaska,  improvement  of  St.  Michael  Canal 891 

Albemarle   and   Chesapeake  Canal,    N.    C.     See  Albemarle   Sound-Norfolk 
waterway. 

Albemarle  Sound,  N.  C: 

Improvement  of  waterway  to  Norfolk,  Va.,  via  Currituck  Soimd 284 

Improvement  of  waterway  to  Norfolk,  Va.,  via  Pasquotank  River 282 

Alexandria,  Va.: 

Harbor  lines  in  Potomac  River  at 910 

Wreck  in  Potomac  River  at 272 

Algoma  Harber,  Wis.,  improvement  of 690 

Allegheny  River,  Pa. : 

'     Construction  of  locks  and  dams 618 

Harbor  lines  from  Lock  No.  2  to  upper  end  of  Brilliant  pumping  station. .      911 

Improvement  bv  open-channel  work 617 

Improvement  of  Pittsburg  Harbor 625 

Operating  and  care  of  locks  and  dams 620 

Allouez  Bay,  Wis.    See  Duluth  Harbor. 

Alloway  Creek,  N .  J.,  improvement  of 205 

Alpena  Harbor,  Mich.: 

Improvement  of 763 

Wreck  in 780 

Altamaha  River,  Ga.,  improvement  of 343 

Ambrose  channel.  New  York  Harbor,  N.  Y.,  improvement  of,  including  dredge 
construction .' 159 

Amelia  River,  Fla.    See  Femandina. 

Amite  River,  La.,  improvement  of 454, 458 

Anacostia  River,  D.  C.: 

Improvement  of 262 

Wrecks  near  James  Creek  Canal 272 

Anahuac  channel,  Tex.,  improvement  of 478, 480 

Anclote  River,  Fla.: 

Improvement  of 379 

Wreck  in  anchorage 384 

Anita  rock,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Ann,  Cape,  Mass.,  harbor  of  refuge.    See  Sandy  Bay. 

Apalachicola  Bay,  Harbor,  and  River,  Fla.: 

Improvement  of  harbor  in  bay 388 

Improvement  of  river,  including  the  Cut-off 390 

Regulations  governing  navigation  of  inner  channel 911 
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Appomattox  River,  Va. :  Fi^cb. 

Improvement  of  ^general) 279 

Improvement  at  FeterBbuig 280 

Appoquinimink  River,  Del.,  improvement  of 214 

Appropriations: 

Fortifications 11, 19 

Rivers  and  harbors 28, 29, 904 

Aqueduct  Bridee,  Washington,  D.  C^rejjair  of 921 

Aqueduct,  Wajbington,  D.  0.    See  Washington. 

Aiunsas  Bay  and  Pass.  Tex. : 

Improvement  of  channel  to  Pass  Gavallo,  to  Victoria  (on  Guadalupe  River), 

and  to  Corpus  Christi  (via  Turtle  Cove) 488 

Improvement  of  pass 493 

Arcadia  Harbor,  Mich.,  improvement  of 748 

Areata,  Cal.    See  Humboldt  Harbor. 

Arkansas  River: 

Examination  and  improvement  at  Pine  £(}u£f ,  Ark $38, 539, 548 

Examination  at  Douglas,  Ark 548 

Examination  to  Muskogee,  Okla 548 

Improvement  of 532 

Armament.    See  Fortifications. 

Army  War  College.  Washington,  D.  C. ,  erection  of  buildings  for 946 

Arroyo  Colorado,  Tex.,  examination  and  survey  from  Harlingen  to  Point  Isabel, 
on  Laguna  Madre 497 

ArthurKiU,  N.  Y.  and  N.  J.: 

Harbor  lines  around  Buckwheat  Island  and  Morse  Creek,  N.J 910 

Improvement  of 168 

Arthur  Lake,  Mermentau  River,  La.    See  Mermen tau  River. 

Ashland  Harbor,  Wis.,  improvement  of 669 

Ashtabula  Harbor,  Ohio,  improvement  of 794 

Assistants: 

Civilian,  to  engineer  officers 27 

On  duty  in  Office  of  the  Chief  of  Engineers 952 

Atlantic  City,  Absecon  Inlet,  N.  J.,  harbor  lines  at 910 

Atlantic  Ocean,  wreck  at  entrance  to  Hereford  Inlet,  N.  J 224 

Augusta,  Ga.    See  Savannah  River. 

Augusta  Narrows,  White  River.  Ark.,  examination  and  improvement  at 548 

Aux  Bees  Sciee  Lake,  Mich.    See  Frankfort  Harbor. 

B. 

Back  Bay  of  Biloxi^iss. : 
See  also  Biloxi  Harbor. 
Examination  and  survey 439 

Back  Cove,  Portland  Harbor,  Me.    See  Portland  Harbcnr. 

Back  (We^maouth)  River,  Mass.    See  Weymouth  River. 

BafiiaduceKiver,  Me.,  improvement  of 34 

Ballard,  Wash.    Set  Puget  Sound-Lake  Washington  waterway. 

Baltimore  Harbor,  Md.: 

Defenses  of 10 

Improvement  at  Spring  Garden 228 

Improvement  of  channel  to 224 

Improvement  of  channel  to  Curtis  Bay 227 

Harbor  lines  in  Curtis  Bav 910 

Bangor  Harbor,  Me.    See  Penobscot  River. 

Bar  Harbor,  Me.,  construction  of  breakwater 31 

Bar  Lake,  Mich.    See  Arcadia  Harbor. 

Barracks,  Washington,  D.  C.    See  Washington  Barracks. 

Barren  River,  Ky.,  operating  and  care  of  lock  and  dam 655 

Bartholomew  Bayou,  La.  $ma  Ark.,  improvement  of 519 

Bastrop  Bayou,  Tex.,  improvement  of ■, 478,484 

Battakons  of  Engineers: 

Equipment  of 25 

Proposed  increase  in  number 7 

Batteries,  gun  and  mortar.    See  Fortifications. 

Battery,  the,  New  York  Harbor,  N.  Y.    See  New  York  Harbor. 

Battles: 

Of  Kings  Mountain.    See  Kings  Mountain. 

Of  New  Orleans.    See  New  Orleans. 

Of  Point  Pleasant,  W.  Va.    See  Point  Pleasant. 
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Bay  Ridge  channel,  New  York  Harbor,  N .  Y.,  improvement  of 162 

Bayside  channel,  New  York  Harbor,  N.  Y.    See  New  York  Harbor. 

Beaufort  Harbor,  N.  C: 

Examination  and  eiirvey  of  channel  across  the  bar 315 

Improvement  of 800 

Improvement  of  waterway  to  Newbem 299 

Improvement  of  waterway  to  New  River 303,304 

Beaufort  Harbor,  S.  G.    Su  Beaufort  River  and  Harbor. 

Beaufort  Inlet,  N.  C: 

Improvement  of : 802 

Improvement  of  waterway  to  Pamlico  Sound 298 

Beaufort  River  and  Harbor,  S.  C: 

Waterway  to  Savannah  {see  Savannah  Harbor) 333 

Wreck  in 332 

Bee  Tree  Shoals  Canal,  Tennessee  River,  Ala.    See  Tennessee  River. 

Bellingham  Bay  and  Harbor,  Wash.: 

Examination  and  survey  of  harbor 893 

Improvement  of  Whatcom  Creek  waterway  (New  Whatcom  Harbor) 887 

Benton  Harbor  Canal,  Mich.    See  St.  Joseph  Harbor. 

Beverly  Harbor,  Mass.,  improvement  of 55 

Big  Barren  River,  Ky.    See  Barren  River. 

Big  Kanawha  River,  W.  Va.    See  Kanawha  River. 

Big  Sandy  River,  W.  Va.  and  Ky.: 

Improvement  of,  including  Tug;  and  Levisa  forks 638 

Operating  and  care  of  locl^  and  dams 640 

Big  Sarasota  Bay,  Fla.    See  Sarasota  Bay. 

Bi^  Sioux  River,  S.  Dak.,  ice  harbor  at  Sioux  City,  Iowa.    See  Missouri  River 
improvement. 

Big  Stone  Lake,  Minn.: 

Examination  of  Bois  de  Sioux  River,  Lake  Traverse,  and.  for  diversion  of 

flood  waters  of  Red  River  of  the  North  into  Minnesota  River 573 

Survey  of  (hydrol(»^cal  observations) 573 

Big  Sunflower  River,  Miss.: 

Examination  and  survey  from  near  Baird  to  mouth  of  Hushpucena  River. .      532 
Improvement  of 526, 529 

Biloxi  Harbor,  Miss. : 

Examination  and  survey,  including  Back  Bay 439 

Improvement  of 431 

Biscayne  Bay,  Fla.,  improvement  of 368 

Bismarck  Harbor,  N.  Dak.    See  Missoiuri  River  improvement. 

Blackfish  Bayou,  Ark.,  examination  and  survey  to  Fivemile  Bayou 548 

Black  Lake,  Mich.    See  Holland  Harbor. 

Black  Mingo  Creek,  S.  C.    See  Mingo  Creek. 

Black  River,  Ark.  and  Mo.,  improvement  of 542 

Black  River,  La.,  improvement  of 515 

Black  River,  Mich.: 

Improvement  at  mouth 769 

Iinprovement  at  Port  Huron 774 

Black  River,  N.  C,  improvement  of 307, 308 

Black  River,  Lorain,  Onio.    See  Lorain  Harbor. 

Black  Rock  Harbor,  Conn.    See  Bridgeport  Harbor. 

Black  Rock  Harbor,  N.Y.: 

Improvement  of,  including  lock  construction 804 

Improvement  of  Buffalo  entrance 803 

Iniprovement  of  Lake  Erie  entrance 802 

Black  Warrior  River,  Ala.: 

Improvement  above  Tuscaloosa 414 

Improvement  below  Tuscaloosa 414, 415 

Operating  and  care  of  locks  and  dams 423 

Blackwater  Creek,  or  River,  Va.,  improvement  of 286 

Blackwater  River,  Fla.,  improvement  of 399 

Block  Island,  R.  I.: 

Construction  of  harbor  of  refuge 97 

Improvement  of  Great  Salt  Pond 98 

Blood  River,  La.    See  Tickfaw  River. 
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Boards  (see  also  CommiasionvM):  Page, 

National  Coast  Defense  Board ." 10 

Of  Engineers  for  Rivers  and  Harbor*? 898 

On  Fortifications  or  other  Defenses  (Endicott  Board) 10 

The  Board  of  Engineers 7 10 

Boats.     See  Dredge  boats  and  Wrecks. 

Boca  Ceiga  Bay,  Fla.,  examination  add  survey  from  (-learwater  Harbor  to 

Tampa  Bay,  including 385 

Boeuf  River,  La.,  improvement  of 519, 520 

Bogue  Chitto,  La.,  improvement  of 454 

Bogue  Falia,  La.,  improvement  of 454, 455 

Bogue  Sound,  N.  (\,  improvement  of  waterways  via.    See  Beaufort  Harbor — 
New  River  waterway. 

Bois  de  Sioux  River,  Minn,  and  N.  Dak.,  examination  of  Big  Stone  Lake,  I^ke 
Traverse,  and  for  diversion  of  flood  waters  of  Red  River  of  the  North  into 

Minnesota  River 573 

Bonita  channel,  San  P>aiicis<*o  Harbor,  Cal.,  examination  and  survey  of  rocks 

near 834 

Booms,  building  of 920 

Bordentown  bar,  Delaware  River,  improvement  of 194 

Boston  Harbor,  Mass.: 

See  also  Dorchester  Bay  avd  Maiden,  Mystic,  and  Neponset  rivers. 

Defenses  of 10 

Improvement  of 60 

Wrecks  in 77 

Brandy  wine  Creek,  or  River,  Del.    See  also  Wilmington  Harbor. 

Branford  Harbor,  Conn. ,  improvement  of 107 

Brazos  River,  Tex.: 

Examination  and  survey  of  mouth 497 

Improvement  between  Old  Washington  and  Waco 503 

Improvement  between  Velasco  and  Old  Washington 505 

Improvement  of  mouth 492 

Improvement  of  Galveston  and  Brazos  Canal 491 

Improvement  of  waterway  to  Galveston 469 

Operating  and  care  of  Galveston  and  Brazoe  Canal 491 

Brazos  Santiago  Harbor,  Tex.,  improvement  of 495 

Breton  Bay,  Md.,  improvement  ot 254 

Bridge  Creek  I>anding,  V^a.,  wharf  and  monument.    See  Wakefield. 

Bridgeport  Harbor,  Conn.: 

Improv  ement  of 114 

Wreck  in 124 

Bridges: 

Alteration  of,  obstructin|;  navigation 919 

Aqueduct  Bridge,  Washington,  D.  C 921 

Construction  of,  across  navigable  waters 912 

Highway  Bridge,  Washington,  D.  C 923 

Mississippi  River,  between  Fort  Snelling  and  St.  Paul,  Minn 948 

Niobrara  River,  Nebr 948 

Roadway  at  tidal  reservoir,  Washington,  D.  C 248 

Rules  governing  opening  of  draws 911 

Yellowstone  National  Park 942 

Broad  Creek  River,  Del.,  improvement  of 244 

Broadkill  Creek,  or  River,  Del.,  improvement  of 222 

Broad  Sound,  Boston  Harbor,  Mass.     See  Boston  Harbor. 

Bronx  River,  N.  Y.: 

Improvement  of 129 

Wreck  in 157 

Brooklyn,  N.  Y.    See  East  River,  Gowanus  Bay,  and  Newtown  Creek. 

Brothertown  Harbor,  Wis.     See  Fox  River. 

Browns  Creek,  N.  Y.,  improvement  of 145 

Brunswick  Harbor,  Ga. ,  improvement  of 350 

Brunswick  River,  N.  C.     See  Cape  Fear  River  below  Wilmington. 

Brush  (or  Bush)  Creek,  Va.,  dredging  of,  in  connection  with  Jamestown  Expo- 
sition   271 

Buckwheat  Island,  Arthur  Kill,  N.  J.,  harbor  lines  around 910 

Budd  Inlet,  Wash.     See  Olympia  Harbor. 
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Buffalo  Bayou,  Tex.:  Page. 

Improvement  of 475 

Regulations  governing  navigation  of 911 

Buffalo  Creek,  or  River,  N.  Y.    See  Buffalo  Harbor  improvement. 

Buffalo  Harbor,  N.  Y.: 

Improvement  of 800 

Improvement  of  Black  Rock  Harbor  and  channel 804 

Improvement  of  Buffalo  entrance  to  Erie  Baain  and  Black  Rock  Harbor. .       803 

Improvement  of  channels  in  waters  connecting  Great  Lakes 753 

Improvement  of  Lake  Erie  entrance  to  Erie  Basin  and  Black  Rock  Harbor.       802 

Buffalo  River,  or  Creek,  N.  Y.     See  Buffalo  Harbor  improvement. 

Buildings: 

Army  War  College,  Washington,  D.  C 945 

Engineer  Post  and  School,  Washington,  D.  (^ 945 

Public,  District  of  Columbia 929 

Bulkhead  lines,  establishment  of 910 

Bullis,  Spencer  S.,  contract  with.     See  Gulf  port  Harbor. 

Burlington  Harbor,  Vt.: 

Examination  and  survey 78 

Improvement  of 75 

Burr  Creek,  Conn.     See  Bridgeport  Harbor. 

Bush  (or  Brush)  Creek,  Va.,  dredging  of,  in  connection  with  Jamestown  Expo- 
sition        271 

Byram  River,  N.  Y.     See  Port  (Chester  Harbor. 

C. 

Cable  galleries.     See  Fortificatiom*. 

Cache  River,  Ark.,  improvement  of 541 

Caddo  Lake,  Tex.  and  La.,  improvement  of  Cypress  Bayou 507 

Calaveras  River,  Cal.    Sa  Mormon  Channel. 

Calcasieu  Pass  and  River,  La.,  improvement  of 452 

California  Debris  Commission 905 

Calooeahatchee  River,  Fla..  improvement  of 371, 372 

Calumet  Harbor,  Wis.    See  Fox  River. 
Calumet  Harbor  and  River,  111.  and  Ind.: 

Improvement  of  harbor  (South  Chicago  Harbor) 711 

Improvement  of  river 713 

Reversing  flow  of  river 715 

Wrecks  in  river  near  Ninety-third  street 718 

Cambridge  Harbor,  Md.,  improvement  of 231, 235 

Camden  Harbor,  Me.,  examination  and  survey 47 

Camden  Harbor,  N.J.     See  Cooper  Creek  arjcr  Delaware  River. 
Canada,  Dominion  of: 

Commerce  through  St.  Marys  Falls  Canal.    See  St.  Marys  Falls  Canal. 

Transmission  of  electrical  power  into  United  States  at  Niagara  Falls 939, 941 

Canals,  lo<'ks.  and  dams  (see  also  Waterways): 

Albemarle  and  Chesapeake  Canal,  N.  C.     See  Albemarle  Sound-Norfolk 
waterway. 

Allegheny  River,  Pa.,  locks  and  dams.    See  Allegheny  River. 

Appropriation  for  operation  and  care 28, 29 

Barren  River,  Ky.,  lock  and  dam.    See  Barren  River. 

Bee  Tree  Shoals  Canal,  Ala.    See  Tennessee  River. 

Benton  Harbor  Canal,  Mich.    See  St.  Joseph  Harbor. 

Big  Barren  River,  Ky.,  lock  and  dam.     See  Barren  River. 

Big  Kanawha  River,  W.  Va.,  locks  and  dams.    See  Kanawha  River. 

Big  Sandy  River,  W.  Va.  and  Ky.,  locks  and  dams.    See  Big  Sandy  River. 

Black  Rock  Harbor,  N.  Y.,  lock.     See  Black  Rock  Harbor. 

Black  Warrior  River,  Ala.,  locks  and  dams.    See  Black  Warrior  River. 

Brazos  River,  Tex.,  locks  and  dams.     See  Brazos  River. 

Brazos  River,  Tex.,  to  Galveston.     See  Galveston  and  Brazos  Canal  and 
West  Galveston  Bay. 

Caddo  I^ke,  Tex.  and  La.,  dam.     See  Caddo  Lake. 

('alaveras  River,   Cal.,   to  Mormon   Channel,   San  Joaquin  River.    See 
Mormon  Channel. 

Canadian  Canal,  St.  Marys  River,  Ont.,  commerce.    See  St.  Marys  Falls 
Canal. 

Cape  Fear  River  above  Wilmington,  N.  C,  locks  and  dams.    See  Cape  Fear 
River. 
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Canals,  locks,  and  dams  {»ee  also  Waterways)— Continued.  P^C*- 

Care  and  maintenance,  appropriation  lor 28,29 

Cascades  Canal,  Columbia  River,  Oreg.    See  Columbia  River. 

Chicago  (Lockport),  111.,  to  St.  Ix>uis,  lio.,  and  the  Gulf,  14:foot  waterway. 

See  Chicago  Harbor. 
Club  Creek,  Ga.,  to  Plantation  Creek.    See  Club  Creek. 
Clubfoot  and  Harlowe  Canal,  N.  C.    See  Newbem-Beaufort  waterway. 
Colbert  Shoals  Canal,  Ala.    See  Tennessee  River. 
Columbia  River,  Cascades  Canal.    See  Columbia  River. 
Columbia  River,  The  Dalles  Rapids  to  Celilo  Falls,  locks  and  canal.    See 

Columbia  River. 
Congaree  River,  S.  C,  lock  and  dam.    See  Congarec  River. 
Coosa  River,  Gra.  and  Ala.,  locks  and  dams.    See  Coosa  River. 
Cumberland  River,  Tenn.  and  Ky.,  locks  and  dams.    See  Cumberland 

River. 

Dams,  permits  for  erection  of 920 

Delaware  Bay,  Del.,  to  Rehoboth  Bay.    See  Delaware  Bay. 
Des  Moines  Kapids  Canal,  Miseissippi  River.    See  Mississippi  River. 
Des  Piaines  River,  111.,  14-foot  waterway  via.    See  Chicago  Harbor. 
Dismal  Swamp  Canal,  Va.  and  N.  C.    See  Norfolk-North  Carolina  sounds 

waterway. 
Duluth  Canal,  Minn.    See  Duluth  Canal. 
EUc  River  Shoals  Canal,  Ala.    See  Tennessee  River. 
Esthervi lie-Minim  Creek  Canal,  S.  C.    See  EstherviUe-Minim  Creek  Canal. 

Expenditures  for  operation  and  care 28, 29 

Fox  River,  Wis.,  locks  and  dams.    See  Fox  River. 

Galena  River,  111.,  lock  and  dam.    See  Galena  River. 

Galveston,  Tex.,  to  Brazos  River,    ^e^  Galveston  and  Brazos  Canal  and 

West  Galveston  Bay. 
Great  Kanawha  River,  W.  Va.,  locks  and  dams.    See  Kanawha  River. 
Green  River,  Ky.,  locks  and  dams.    See  Green  River. 
Hales  bar,  Tennessee  River,  lock  and  dam.    See  Tennessee  River. 
Illinois  and  Mississippi  Canal,  111.    See  Illinois  and  Mississippi  Canal. 
Illinois  River,  III.,  locks  and  dams.    See  Illinois  River. 
Illinois  River,  111.,  14-foot  waterway  from  Lockport  (Chicago)  to  St.  Louis, 

Mo.,  and  mouth  of  the  Mississippi.    See  Chicaeo  Harbor. 
Kanawha  River,  W.  Va.,  locks  and  dams.    See  Kanawha  River. 
Kentucky  River,  Ky.,  locks  and  dams.    See  Kentucky  River. 
Keokuk  (Des  Moines  Rapids)  Canal,  Mississippi  River.    See  Mississippi 

River. 
Keweenaw  Bay  to  Lake  Superior.    See  Keweenaw  Bay-Lake  Superior 

waterway. 
Lake  Washington  Canal,  Wash.    See  Puget  Sound-Lake  Washington  water- 
way. 
Le\'isa  Fork,  BigSandy  River,  Ky.,  locks  and  dams.    See  B^  Sandy  River. 
Little  Kanawha  River,  W.  Va.,  locks  and  dams.    See  lattle  Kanawha  River. 
Lockport,  111.,  to  St.  Louis,  Mo.,  and  mouth  of  the  Mississippi,  14-foot 

waterway.    See  Chicago  Harbor. 
Louisville  and  Portland  Canal,  Ky.    See  Ohio  River. 
Michigan  Lake  to  St.  Louis,  Mo.,  and  the  Gulf,  14-foot  waterway.    See 

Chicago  Harbor. 
Michigan  Lake  to  Sturgeon  Bay.    See  Sturgeon  Bay  and  Lake  Michigan 

Canal. 
Minim  Creek-Estherville  Canal,  S.  C.    See  Estherville-Minim  Creek  Canal. 
Mississippi  River,  Des  Moines  Rapids  Canal.    See  Mississippi  River. 
Mississippi  River  to  Illinois  River.    See  Illinois  and  Mississippi  Canal. 
Mississippi  River,  Moline,  111.,  lock  and  dam.    See  Mississippi  River. 
Mississippi  River,  reservoirs.    See  Mississippi  River. 
Mississippi  River,  St.  Paul  to  Minneapolis,  locks  and  dams.    See  Mississippi 

River. 
Mississippi  River,  14-foot  waterway  from  mouth  to  St.  Louis,  Mo.,  and 

Lockport  (Chicago),  111.    See  Mississippi  River. 
Moline  Harbor,  111.,  lock  and  dam.    See  Mississippi  River. 
Monongahela  River,  W.  Va.  and  Pa.,  locks  and  dams.    See  Monongahela 

River. 
Morgan  Canal,  Tex.    See  Morgan  Canal. 
Mormon  Channel,   San  Joaquin  River,   Cal.,  to  Calaveras  River.    See 

Mormon  Channel. 
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Canals,  locks,  and  dams  Uu  dUo  Waterways) — Continued.  Pago. 

Mosquito  Creek  Canal,  S.  C.    See  Santee  River. 
Muscle  Shoals  CanaL  Ala.    See  Tennessee  River. 
Muskin^[um  River,  Ohio,  locks  and  dams.    Su  Muskingum  River. 

Navigation  of,  relations  for 911 

North  Carolina  Cut,  N.  C,  waterway  via.    See  Norfolk-Albemarle  Sound 

waterway. 
Ohio  River,  locks  and  dams.    See  Ohio  River. 
Ohio  River,  Louisville  and  Portland  €)anal.    See  Ohio  River. 

Operation  and  care,  appropriation  for 28,29 

Osage  River,  Mo.,  lock  and  dam.    See  Osage  River. 

Ouachita  River,  Ark.  and  La.,  locks  and  dams.    See  Ouachita  River. 

Permanent  appropriation  for  operation  and  care 28 

Plantation  Cr^k,  Gra.,  to  Club  Creek.    See  Plantation  Creek. 

Plaquemine  Bayou,  La.,  lock.    See  Plaquemine  Bavou. 

Portage  Lake  canals,  Mich.    See  Keweenaw  Bay-Lake  Superior  waterway. 

Port  Arthur  Canal,  Tex.    See  Port  Arthur  Canal. 

Potomac  River  at  Washington,  D.  C,  lock  at  tidal  reservoir.    See  Potomac 

River. 
Puget  Sound-Lake  Washington  waterway.    See  Puget  Sound-Lake  Wash- 
ington waterway. 

Regulations  for  navigation  of 911 

Rock  River,  111.    See  Illinois  and  Mississippi  Canal. 
Rough  River,  Ky.,  lock  and  dam.    See  Rough  River. 

Rules  for  navigation  of 911 

St.  Clair  Flats  Canal,  Mich.    See  St.  Clair  Canal  and  River. 

St.  Louis,  Mo.,  14-foot  waterway  from  Lockport  (Chicago),  111.,  to,  and 

mouth  of  the  Mississippi.    See  Mississippi  River. 
St.  Marys  Falls  Canal,  Mich.    See  St.  Marys  River,  etc. 
St.  Michael  Canal,  Alaska.    See  St.  Michael  Canal. 
Salmon  Bay,  Wash.,  waterway  via.    See  Puget  Sound-I^ke  Washington 

waterway. 
San  Joaquin  River,  Cal.,  Mormon  Channel  to  Calaveras  River.    See  Mor- 
mon Cnannel. 
Scott  Point,  Tennessee  River,  lock  and  dam  at  Hales  bar.    See  Tennessee 

River. 
Seattle  Canal,  Wash.    See  Piiget  Sound-Lake  Washington  waterway. 
Shilshole  Bay,  Wash.,  waterway  via.    See  Puget  Sound-Lake  Washington 

waterway. 
Stui^eon  Bay  and  Lake  Michigan  Canal,  Wis.    See  Sturgeon  Bay  and  Lake 

Michigan  Canal. 
Superior  Lake  to  Keweenaw  Bay.    See  Superior  Lake. 
Teche  Bayou,  La.,  lock  and  dam.    See  Teche  Bayou. 
Tennessee  River,  canals,  locks,  and  dams.    See  Tennessee  River. 
Tombigbee  River,  Ala.,  locks  and  dams.    See  Tombigbee  River. 
Trinity  River,  Tex.,  locks  and  dams.    See  Trinity  River. 
Tug  Fork,  Big  Sanay  River,  W.  Va.  and  Ky.,  locks  and  dams.    See  Big 

Sandy  River. 
Turners  Cut,  N.  C,  waterway  via.    See  Norfolk-North  Carolina  sounds 

waterway. 
Union  Lake,  Wash.,  waterway  via.    See  Puget  Sound-Lake  Washington 

waterway. 
Wabash  River,  lock  and  dam.    See  Wabash  River. 
Warrior  River.  Ala.,  locks  and  dams.    See  Warrior  River. 
Washington,  D.  C,  lock  at  tidal  reservoir,  Potomac  River.    See  Potomac 

River. 
Washington  Lake  to  Puget  Sound,  waterway.    See  Puget  Sound-I^tke 

Washmgton  waterway. 
Washita  (Ouachita)  River,  Ark.  and  La.,  locks  and  dams.    See  Ouachita 

River. 
West  Galveston  Bay  and  Brazos  River  Canal,  Tex.    See  Galveston  and 

Brazos  Canal  ciruf  West  Galveston  Bay. 
White  River,  Ark.,  locks  and  dams.    See  White  River. 
Yamhill  River,  Oreg.,  lock  and  dam.    See  Yamhill  River. 
Yuba  River,  Cal.^  restraining  dam.    See  California  Debris  Commission. 

Canarsie  Bay,  N.  Y.,  improvement  of 132, 137 

Cane  River,  La.,  improvement  of 514 


Digitized  by  VjOOQ IC 


VIII  INDEX. 

Pa«e. 

Caney  Fork  Rivor,  Tenn.,  improvement  of 591 

Cape  Ann,  Mass.,  harbor  of  refuge.     See  Sandy  Bay. 

Cape  Charles  City  Harbor,  Va.,  improvement  of. . .' 281 

Cape  Fear  River,  N.  C: 

Defences  of 10 

Improvement  above  Wilminp:ton 307, 310 

Improvement  at  and  below  Wilmington 311 

Improvement  of  Northeast  Branch *. 307 

Wrecks  near  Fort  Caswell 315 

Cape  May  N.  J.     See  Cold  Spring  Inlet. 

Cape  May  Real  Estate  Company.     See  Cold  Spring  Inlet. 

Cape  Porpoise  Harbor,  Me. : 

Improvement  of 44 

Wreck  in 47 

Cape  Vincent  Harbor,  N.  Y.,  improvement  of 813 

Capitol,  Washington,  D.  C,  telegraph  line.     See  Public  buildings  and  grounds. 

Carquinez  Strait,  Cal.,  examination  and  survey  from  San  Francisco  Bay  to 

Stockton,  including 834 

Carrabelle  TIarbor  and  River,  Fla.,  improvement  of 386 

Carriages,  gun  and  mortar.     See  Fortifications. 

Carters  Creek,  Va., improvement  of 256, 261 

Cascades  Canal,  Columbia  River,  Oreg.: 

Construction  of 852 

Operating  and  care 854 

Casemates,  mining.    See  Fortifications. 

Castlerock,  Wash.,  examination  and  survey  of  Cowlitz  River  up  to 871 

Caswell,  Fort,  N .  C,  wrecks  near 315 

Cavallo,  Pass,  Tex.: 

Examination  and  survey  of  channel  to  Port  Lavaca 497 

Examination  and  survey  to  Port  O'Connor  (on  Matagorda  Bay)  for  harbor.  497 
Iinprovement  of  channel  to  Aransas  Pass 497 

Cedar  Bayou,  Tex.,  improvement  of 478, 481 

Cedar  Creek,  Conn.     See  Bridgeport  Harbor. 

Centissima  rock,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Chalmette,  La.,  monument  to  memory  of  soldiers  who  fell  in  the  battle  of  New 
Orleans 949 

Chambersia  (Anahuac)  channel,  Tex.    See  Anahuac  channel. 

Champlain  Lake,  N.  Y.  and  Vt.: 

Burlington  Harbor,  Vt.     See  Burlington  Harbor. 

Narrows,  improvement  of 76 

North  and  South  Hero  islands  channel  (The  Gut),  Vt.,  improvement  of. .  74 
North  and  South  Hero  islands  channel  (The  Gut),  examination  and  survey .  78 
St.  Albans  Harbor,  Vt.     See  St.  Albans  Harbor. 

Channels.     See  Rivers  and  harbors. 

Charles  River,  Boston,  Mass.,  improvement  of 63 

Charleston  Harbor,  S.  C: 

Defenses  of 10, 15 

Improvement  of 320 

Improvement  of  waterway  to  McClellanville 329 

Wrecks  in  and  near  entrance 332 

Charlevoix  Harbor,  Mich.,  improvement  of 750 

Charlotte  Harbor,  Fla.,  improvement  of 371, 372 

Charlotte  Harbor,  N.  Y.,  improvement  of .^ 806 

Charts.    See  Maps. 

Chattahoochee  River,  Ga.  and  Ala.,  improvement  of,  below  Columbus 395 

Chattanooga,  Tenn.    See  Tennessee  River. 

Cheboygan  Harbor,  Mich.,  improvement  of 761 

Cheesequake  Creek,  N.  J.,  improvement  of 174, 182 

Chefuncte  River,  La.,  improvement  of 454, 455 

Chehalis  River,  Wash.': 

Examination  and  survey  up  to  Montesano 893 

Improvement  of 876 

Chelsea  (Jreek,  Mass.    See  Bpston  Harbor. 

Chequamegon  Bay,  Wis.     See  Ashland  Harbor. 


Digitized  by  VjOOQ IC 


INDEX.  IX 

Chesapeake  Bay,  Md.  and  Va.:  Page. 

Defenses  at  entrance 10 

Waterway  to  Albermarle  Sound.    See  Norfolk-Albermarle  Sound  waterway. 
Waterway  to  sounds  of  North  Carolina  (to  Pamlico  Sound).     Se£  Norfolk- 
North  Carolina  sounds  waterway. 

Wreck  near  Sevenfoot  Knoll,  Md 247 

York  Spit,  shoals  opposite.     See  Patap.^co  River  channel  to  Baltimore. 

Chester  River,  Md.,  improvement  of 231 ,  236 

Chicago  Harbor  and  River,  111.: 

Calumet  Harbor  and  River.     See  Calumet  Harbor  and  River. 

Channels  in  waters  connecting  Great  Lakes,  improvement  of 753 

Improvement  of  harbor 706 

Improvement  of  river 708 

South  Chicago  Harbor.     See  Calumet  Harbor  and  River. 

Survey  for  14-foot  waterway  from  Ix)ckport  to  St.  Louis,  Mo.,  and  the  Gulf, 

including  report  on  water  power  and  land  drainage 908 

Wrecks  near  South  Chicago  breakwater  and  near  Fullerton  avenue  and 

Davidson  street 718 

Chickasahay  River,  Miss.,  improvement  of 427, 428 

Chief  of  Engineers,  oflBcera  on  duty  in  Office  of  the 952 

Chincotea|Tue  Inlet,  Va.,  wreck  in 223 

Chipola  River,  Fla.: 

Improvement  of  lower  river 390 

Improvement  of  upper  river 390, 391 

Chitto,  Bogue,  La.,  improvement  of 454 

Chocolate  Bayou,  Tex.,  improvement  of 478, 485 

Choctawhatchee  River,  Fla.  and  Ala.,  improvement  of 397 

Choptank  River,  Md.: 

See  also  Cambridge  Harbor. 

Improvement  of 231,237 

Christiana  River,  Del.,  improvement  of  Wilmington  Harbor 212 

Cincinnati,  Ohio.     See  Ohio  River. 

Civilian  assi^^tants  to  en^neer  officers 27 

Claiborne  Harbor,  Md .,  improvement  of 231, 233 

Clark  Creek,  or  River,  S.  ('.,  improvement  of 319 

Clark  Fork,  Columbia  River,  Wa^h.     See  Pend  Oreille  River. 

Clatakanie  River,  Oreg.,  improvement  of 865 

Clear  Creek,  Tex.,  improvement  of 482 

Clearwater  Harbor,  Fla.,  examination  and  survey,  including  Boca  Ceiga  Bav 

to  Tampa  Bay .* '.       385 

Cleveland  Harbor,  Ohio: 

Improvement  of 789 

Wreck  in 797 

Clinch  River,  Tenn.,  improvement  of 602 

Clinton  River,  Mich .,  improvement  of 776 

Club  Creek,  Ga.,  improvement  of 349 

Clubfoot  and  Harlowe  Canal,  N.  C,  waterway  via.    See  Newbem-Beaufort 

waterway. 
Clubfoot  Creek,  N.  C,  waterway  via.     See  Newbem-Beaufort  waterway. 
Coanjock  Bay,  N.  C.,  waterway  via.    See  Norfolk- Albemarle  Sound  waterway. 
Coast  defense's.     See  Fortifications. 

Cocheco  River,  N.  H.,  improvement  of 46 

Cohansey  River,  N.  J.,  improvement  of 207 

Coit  (Shaws)  Cove,  New  London  Harbor,  Conn.    See  New  London  and  Thames 
River. 

Colbert  Shoals  Canal,  Tennessee  River,  Ala.,  improvement  of 595 

Cold  Spring  Inlet,  N.  J .,  improvement  of 210 

Coldwater  River,  Miss.,  improvement  of 526,  527 

College,  War,  Army,  Washington,  D.  C,  erection  of  buildings  for 945 

Colorado  River,  Tex.,  examination  and  survey 497 

Colorado  (Arroyo)  River,  Tex.,  examination  and  survey  from  Harlingen  t« 

Point  Isabel,  on  Laguna  Madre 497 

Columbia  River,  Oreg.  and  Wash.: 

Cascades  Canal,  construction  of 852 

Cascades  Canal,  operating  and  care 854 

Celilo  Falls  to  Snake  River,  including  tributaries,  improvement  from 848 

Celilo  Falls  to  The  Dalles  Rapids,  improvement  from 850 
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Columbia  River,  Oreg.  and  Wash. — Continued.  Ptg^. 
Clark  Fork.    See  Pend  Oreille  River. 

Gauging 870 

Mouth  I  d  ef ensee  at 10 

Mouth,  improvement  at 862 

Mouth  to  Willamette  River,  improvement  from,  including  dredge  con- 
struction    869 

Regulations  governing  navigation  of 911 

Threemile  Rapids,  improvement  at 860 

Vancouver,  Wash.,  to  Willamette  River,  improvement  from 864 

Wenatchee,  Wash.,  to  Bridgeport,  improvement  from 888 

Commencement  Bay,  Wash.    See  Tacoma  Harbor. 
Commissioned  officers.    See  Corps  of  Engineers. 
Commissions  {see  also  Boards) : 

California  Debris  Conmiission 905 

Mississippi  River  Commission 909 

Permanent  International  Commission  of  Congresses  of  Navigation 910 

Compton  Creek,  N.  J.,  improvement  of 174, 181 

Conecuh  River.  Ala.,  improvement  of 403 

Coney  Island  cnannel,  N.  Y.,  improvement  of 166 

Congaree  River,  S.  C: 

Improvement  of 323, 326 

Operating  and  care  of  lock  and  dam 329 

Congresses  of  Navigation,  Permanent  International  Conmiission  of 910 

Conneaut  Harbor,  Ohio,  improvement  of 795 

Connecticut  River,  Mass.  and  Conn.: 

Improvement  between  Hartford,  Conn.,  and  Holyoke,  Mass 103 

Improvement  below  Hartford,  Conn 104 

Survey  between  Hartford,  Conn.,  and  Holyoke,  Mass 100 

Contentnia  Creek,  N.  C,  improvement  of 293 

Contingencies  of  rivers  and  harbors,  estimate  of  appropriation  for 28, 904 

Contingencies,  Engineer  Department,  Philippine  Islands 27 

Continuing  contracts: 

Ahnapee  (Algoma)  Harbor,  Wis 690 

Algoma  Harbor,  Wis 690 

Allegheny  River,  Pa.,  locks  and  dams 618 

Ambrose  channel,  New  York  Harbor,  N.  Y 169 

Ann,  Cape,  Mass.,  Sandy  Bay,  harbor  of  refuge.    See  Sandy  Bay,  infra. 

Appomattox  River,  Va 279 

Appropriations,  estimate  for 28, 29 

Aransas  Pass,  Tex 493 

Aransas  Pass,  Tex.,  to  Corpus  Christi,  channel  from 488 

Arthur  Kill,  N.  Y.  and  N.  J 168 

Ashtabula  Harbor,  Ohio 794 

Back  Cove,  Portland,  Me.    See  Portland  Harbor,  infra. 

Baltimore  Harbor,  Md.,  Patapsco  River  and  channel  to 224 

Bay  Ridge  channel,  New  York  Harbor,  N.  Y 162 

Beaufort  Inlet,  N.  C.,  to  Pamlico  Sound,  waterway 298 

Bee  Tree  shoals,  Tennessee  River,  Ala 596 

Big  Sandy  River,  W.  Va.  and  Ky 638 

BiscayneBay^  Fla 368 

Black  Lake  Harbor,  Holland,  Mich.    See  Holland  Harbor ^  infi^. 
Black  River  (Lorain)  Harbor,  Ohio.    See  Lorain  Harbor,  %nfra. 

Black  Rock  Harbor,  BuflFalo,  N.  Y 804 

Black  Rock  Harbor,  Buffalo,  N.  Y.,  Lake  Erie  entrance 802 

Black  Warrior  River,  Ala.,  above  Tuscaloosa 414 

Black  Warrior  River,  Ala.,  below  Tuscaloosa 414, 416 

Boston  Harbor,  Mass 60 

Brazos  River,  Tex.,  at  mouth 492 

Brazos  River,  Tex.,  Old  Washington  to  Waco 603 

Brazos  River,  Tex.,  to  Galveston,  waterway 491 

Bridgeport  Harbor,  Conn 114 

Brunswick  Harbor,  Ga 360 

Buffalo  Bayou,  Tex 476 

Buffalo  Harbor,  N.  Y 800 

Buffalo  Harbor,  N.  Y.,  Black  Rock  Harbor 804 

Buffalo  Harbor,  N.  Y.,  Lake  Erie  entrance  to  Erie  Basin  and  Black  Rock 

Harbor 802 
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Continuing  contracts — Continued.  P^g^ 

Burlington  Harbor,  Vt 76 

Calumet  River,  111.  and  Ind 713 

Cape  Ann,  Mass.,  Sandy  Bay  harbor  of  refu^.    See  Sandy  Bay,  infra. 

Cape  Fear  River,  N.  C,  at  and  below  Wilmington 311 

Cavallo,  Pass,  Tex.,  to  Aransas  Pass,  channel  from 497 

Champlain,  Lake,  Burlington  Harbor,  Vt.    See  Burlin^n  Harbor,  supra. 
Chicago  Harbor,  111.,  Calumet  River.    See  Calumet  River,  supra. 

Cleve&Jid  Harbor,  Ohio 789 

Colbert  shoals,  Tennessee  River,  Ala 595 

Cold  Spring  Inlet,  N.J 210 

Columbia  River,  Greg,  and  Wash.,  at  the  mouth 862 

Columbia  River,  below  mouth  of  Willamette  River 859 

Columbia  River,  The  Dalles  Rapids  to  Celilo  Falls 850 

Corpus  Christi,  Tex.,  to  Aransas  Pass,  channel  from 488 

Cumberland  River  aoove  Nashville,  Tenn.  (Locks  3-7  and  21) 588 

Delaware  River,  N.  J.,  Pa.,  and  Del 188 

Detroit  River,  Mich 777 

Duluth  Harbor,  Minn 661 

East  (Ambrose)  channel,  New  York  Harbor,  N.  Y.    See  New  York  Harbor, 
infra. 

Erie  Basin,  Buffalo,  N.  Y.,  Lake  Erie  entrance 802 

Estimate  of  appropriations  for 29 

Fairhaven  Haroor,  Mass 83 

Franklin,  La.,  to  Mermentau,  waterway 451 

Galveston  ana  Brazos  Canal,  Tex 491 

Galveston  Harbor,  Tex 469 

Galveston-Brazos  River  waterway,  Tex 491 

Galveston-Houston  waterway,  Tex 475 

Gloucester  Harbor,  Mass 54 

Gowanus  Bay  channels.  New  York  Harbor,  N".  Y 162 

Grays  Harbor,  Wash 873 

Great  Lakes,  channels  in  connecting  waters  of.    See  Northern  and  North- 
western Lakes,  infra. 

Great  Pedee  River,  S.  C 319 

Guadalupe  River,  Tex 489 

Hales  bar  lock,  Tennessee  River.    See  Tennessee  River,  infra. 

Harbor  Beach,  Mich 768 

Hay  Lake  channel,  St.  Marys  River,  Mich 760 

Hillsboro  Bay,  Fla 377 

Hilo  Harbor,  Hawaii 895 

Holland  Harbor,  Mich 730 

Honolulu  Harbor,  Hawaii 894 

Houston-Galveston  waterway,  Tex 475 

Huron  Harbor,  Ohio 785 

Illinois  and  Mississippi  Canal,  111 720 

Judith,  Pointj  R.  I.,  narbor  of  refuge 93 

Kalamazoo  River,  Mich 728 

Kennebec  River,  Me 39 

Kentucky  River,  Ky 641 

Levisa  Fork,  Big  Sandy  River,  Ky 638 

Lorain  Harbor,  Ohio 787 

Ludington  Harbor,  Mich 742 

Lvnn  Harbor,  Mass 56 

M!anitowoc  Harbor,  Wis 693 

Marquette  Harbor,  Mich 677 

Maumee  Bay  and  River,  Ohio.    See  Toledo  Harbor,  infra. 

Mermentau,  La.,  to  Franklin,  waterway 451 

Michigan  Lake-Stuigeon  Bay  Canal,  including  harbor  of  refuge 688 

Milwaukee  (inner)  Harbor,  Wis 699 

Milwaukee  Harbor^is.,  including  harbor  of  refuge 698 

Mississippi  River,  Head  of  Passes  to  Ohio  River 909 

Mississippi  River,  between  Missouri  and  Ohio  rivers 550 

Mississippi  River,  between  Missouri  River  and  Minneapolis 554, 560 

Mississippi  River  at  Moline,  111 558 

Mississippi  River,  Plaquemine  Bayou,  La 445 

Mississippi  River,  between  St.  Paul  and  Minneapolis 560 

Mississippi  River,  South  Pass 442 
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Continuing  contracts — Continued.  Page. 

Mississippi  River,  Southwest  Pass 439 

Mobile  Harbor,  Ala 409 

Moline  Harbor,  111 558 

Monongahela  River,  W.  Va.  and  Pa 612, 613 

Mormon  Channel,  San  Joaquin  River,  Cal 827 

Narragansett  Bay,  R.  I 90 

Neches  River,  Tex.,  at  mouth 498 

Neebish  channels,  St.  Marys  River,  Mich 760 

Newark  Bay  N.J 165 

New  Bedford  Harbor,  Mass 83 

New  Haven  Harbor,  Conn.,  breakwater  construction 1 10 

New  Haven  Harbor,  Conn.,  dredging,  etc 108 

New  London  Harbor,  Conn 102 

Newport  Harbor,  R.  1 92 

Newtown  Creek,  N .  Y 143 

New  York  Harbor,  N.  Y.,  Ambrose  channel 159 

New  York  Harbor,  N .  Y.,  Gowanus  Bay  channels 162 

Norfolk  Harbor,  Va 273, 274 

Northern  and  Northwestern  Lakes,  channels  connecting 931 

Oakland  Harbor,  Cal 822 

Ohio  River,  Dams  Nos.  2-6 621 

Ohio  River,  Dams  Nos.  8,  11,  13,  18,  and  26 627 

Ohio  River,  Dam  No.  37 609 

Osage  River,  Mo 579 

Oswego  Harbor,  N.  Y 811 

Ouachita  River,  Ark.  and  La 515 

Pamlico  Sound,  N .  C,  to  Beaufort  Inlet,  waterway 298 

Passaic  River,  N.J 165 

Pass  Cavallo,  Tex.,  to  Aransas  Pass,  channel  from 488 

Patapsco  River,  Md.,  and  channel  to  Baltimore 224 

Pedee  River,  S.  C.     See  Great  Pedee  River,  supra. 

Philadelphia,  Pa.,  Delaware  River 189 

Plaqiiomino  Bayou,  La 445 

Point  Judith,  R.  I.,  harbor  of  refuge 93 

Portland  Harbor,  Me 41 

Providpiice  Harbor  and  River,  R.  1 90 

Rappahannock  River,  Va 264 

Red  Hook  channel.  New  York  Harbor,  N.  Y 162 

Sabine  Lake  and  River,  Tex 498 

Sabine  Pai=«8,  Tex 501 

St.  Johns  River,  Fla.,  Jacksonville  to  the  ocean 359 

St.  Marys  River,  Mich.,  at  the  falls 755 

St.  Marvs  River,  Mich.,  Hay  Lake  and  Neebish  channels 760 

St.  Michael  Canal,  Alaska '. 891 

Sandbeach  (Harbor  Beach)  harbor  of  refuge,  Mich.    See  Harbor  Beach, 
S7tpra. 

Sandusky  Harbor,  Ohio 783 

Sand V  Bay,  Cape  Ann,  Mass.,  harbor  of  refuge 52 

San  Joaquin  River,  Cal.,  Stockton  and  Mormon  channels 826 

San  Juan  Harbor,  P.  R 897 

San  Luis  Obispo  Harbor,  Cal 820 

San  Pablo  Bay,  Cal 825 

San  Pedro,  ( -al.,  Wilmington  inner  harbor 818 

San  Pedro  Bay,  Cal.,  Wilmington  outer  harbor 816 

Saugatuck  Harbor,  Mich 728 

Savannah  Harbor,  Ga 333 

Scott  Point,  Tennessee  River,  Ala.,  lock  at  Hales  bar.    See  Tennessee 
River,  infra. 

South  Paps,  Mississippi  River 442 

Southwest  Pass,  Mississippi  River 439 

Staten  Island  Sound,  N.  Y.  and  N.  J 169 

Stockton  Channel,  San  Joaguin  River,  Cal 827 

Sturgeon  Bay  Canal,  Wis.,  including  harbor  of  refuge 688 

Superior  Harbor,  Wis 661 

Tacoma  Harbor,  Wash 880 

Tampa  Bav,  Fla 376 
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Tampa  Harbor,  Fla.,  Hillsboro  Bay 377 

Tennessee  River,  Ala.,  Colbert  and  Bee  Tree  shaals 595 

Tennessee  River,  Ala.,  Hales  bar  lock,  near  Scott  Point 595 

Toledo  Harbor,  Ohio 780 

Tombifi:bee  River,  Ala.,  between  mouth  and  Demopolis 416 

Trinity  River,  Tex.,  locks  and  dams 506 

Tug  Fork,  Big  Sandy  River,  W.  Va.  and  Ky 638 

Turtle  Cove  channel,  Tex 490 

Warrior  River,  Ala.,  above  Tuscaloosa 414 

Warrior  River,  Ala.,  below  Tuscaloosa 415 

Washita  (Ouachita)  River,  Ark.  and  La.     See  Ouachita  River,  supra. 

West  Galveston  Bay  and  Brazos  River  Canal,  Tex 491 

Willamette  River,  below  Portland,  Oreg 859 

Wilmington,  Cal.,  inner  harbor 818 

Wilmington,  Cal.,  outer  harbor 816 

Wilmington,  N.  C.    See  Cape  Fear  River,  supra. 

WinyahBay,  S.  G 321 

Withlacoochee  River,  Fla 382 

Woods  Hole  channel,  Mass 82 

Contracts,  continuing.    See  Continuing  contracts. 

Cooper  Creek,  N .  J.,  improvement  of 199 

Coosa  River,  Ga.  and  Ala. : 

Examination  and  survey  at  Horseleg  shoals 409 

Examination  and  survey  for  location  and  construction  of  Dam  No.  5 409 

Examination  and  survey  from  Wetumpka,  Ala.,  to  mouth 409 

Improvement  above  East  Tenn.,  V^a.  and  Ga.  R.  R.  bridge 406 

Improvement  below  East  Tenn.,  Va.  and  Ga.  R.  R.  bridge 406, 408 

Operating  and  care  of  locks  and  dams 408 

Coos  rfay,  Harbor,  and  River,  Oreg. : 

Construction  of  dredge  for  Oregon  coast  harbors 844 

Improvement  of  entrance  to  bay  and  harbor 840 

Improvement  of  river 842 

Coquille  River,  Oreg.,  improvement  of,  including  dredge  construction 838 

Core  Creek,  N.  C,  waterway  via.    See  Beaufort  Inlet. 

Comey  Bayou,  La.,  improvement  of 519, 522 

Corps  of  Engineers: 

Civilian  assistants  to  engineer  oflScers "...  27 

Duties 3 

Engineer  depots 23, 24 

Engineer  equipment  of  troops 25 

Engineer  School  and  Post,  buildings  for 945 

Ofhcers  on  duty  in  Office  of  the  Chief  of  Engineers 952 

Personnel,  commissioned,  number,  distribution,  and  changes  during  the 

year 3, 4 

Personnel,  commissioned,  propoeed  increase  in 7 

Penponnel,  noncommissioned ,  prciposed  new  grades 8 

Personnel,  proposed  increase  in  battalions 6 

Corpus  Christi  Bay  and  Harbor,  Tex.,  improvement  of  channel  frcm  Corpus 

Cnristi  to  Aransas  Pass  via  Turtle  Cove 490 

Cowlitz  River,  Wa^h.: 

Examination  and  survey  up  to  Castlerock 871 

Improvement  of 866 

Craft,  water.     See  Dredge  boats  one/ Wrecks. 

Crisfield  Harbor,  Md.,  improvement  of 246 

Croatan  Sound,   N.  C.,   waterway  via.     See    Norfolk-North  Carolina  sounds 
waterwav. 

Crockett,  f^ort,  Galveston,  Tex.,  pea  wall,  embankment,  and  fill 496 

Crooked  (Carra belle)  River,  Fla.     See  Carrabelle  Harbor. 

Crystal  River,  Fla.,  improvement  of 379 

Cuba,  defenses  of  Guantanamo  Bay. .'. 17 

Cumberland  River,  Ky.  and  Tenn.: 

Improvement  above  Nashville,  Tenn 588 

Improvement  below  Nashville,  Tenn 585 

Operating  and  care  of  locks  and  dams 591 

Preliminary  report  of  survey  below  Nashville,  Tenn.,  for  extension  of 

slack-water  system 592 
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Cumberland  Sound,  Ga.  and  Fla.:  Pft<*- 

Improvement  of 355 

Improvement  of  .waterway  between  Savannah  and  Femandina 853 

Current  River,  Ark.  and  Mo.,  improvement  of 542,543 

Currituck  Sound,  N.  C.,  waterway  via.    See  Norfolk— Albemarle  Sound  water- 
way. 

Curtis  Bay,  Baltimore,  Md.: 

Harbor  lines  in 910 

Improvement  of  channel  to 227 

Cuyahoga  River,  Ohio.    See  Cleveland  Harbor. 

Cypreee  Bayou,  Tex.  and  La.,  improvement  of,  including  connecting  lakes  be- 
tween Shieveport,  La.,  and  Jenerson,  Tex 507 

Cypress  Top  Outlet,  Choctawhatchee  River,  Fla.    See  Choctawhatchee  River. 

D. 

Dalecarlia  reservoir,  Washington  Aaueduct,  D.  C.    See  Washington. 

Dams.    See  Canals,  Rivers  and  Haroors.  and  Waterways. 

D'Arbonne  Bayou,  La.,  improvement  of 519, 522 

Darien  Harbor,  Ga.,  improvement  of 341 

Dead  Horse  Inlet,  N.  Y.,  examination  and  survey  of  waters  having  outlet  in. .      156 

Debris,  mine,  in  California.    See  California  D6bns  Commission. 

Deep  Creek  Branch,  Elizabeth  River,  Va.,  waterway  via.    See  Norfolk-North 
Carolina  sounds  waterway. 

Defenses,  seacoast.    Su  Fortifications. 

Delancey  Cove,  N.  Y.    See  Larchmont  Harbor. 

Delaware  Bay  and  River,  N.  J.,  Fa.,  and  Del.: 

Bordentown  bar,  improvement  of 194 

Defenses  of 10 

Delaware  Breakwater,  Del.,  maintenance  and  repair  of 196 

Examination  of  river  at  and  near  mouth  of  Neveraink  River,  N.  Y.,  in  con- 
nection with  examination  of  the  Neversink 198 

Harbor  lines  at  Philadelphia,  Pa 910 

Harbor  of  refuge  in  bay,  construction  of 196 

Improvement  of  river 188 

Lewes,  Del.,  iron  pier.    See  Lewes. 
Marcushook,  Pa.    See  Marcushook. 

Perriwiflf  bar,  improvement  of 193 

Philadelphia  and  Camden  harbors,  improvement  of 189 

Sewer  shoal,  near  Trenton,  N.J 194 

Wrecks  in 198 

Delaware  Capes,  N.  J.,  wreck  off 224 

Departments,  Executive,  Washington,  D.  C,  telegraph  line.    See  Public  build- 
ings and  ^unds. 

Depots,  engineer 23 

Derelicts.    See  Wrecks. 

Deschutes  River,  Wash.    See  Olympia  Harbor. 

Des  Moinee  Rapids  Canal  and  dry  dock,  Mississippi  River,  operating  and  care. .      558 

Des  Plaines  River,  111.,  survey  for  14-foot  waterway  via,  including  report  on 
water  power  and  land  drainage.    See  Chicago  Harbor. 

Detroit  River,  Mich.: 

Improvement  of 777 

Improvement  of  channels  in  waters  connecting  Great  Lakes 753 

Surveys,  etc.    See  Northern  and  Northwestern  Lakes. 

Dicldnson  Bayou,  Tex.,  improvement  of 483 

Disappearing  gun  carriages.    See  Fortifications. 

DiscnaiKe  measurements.    See  Water  levels. 

Dismal  Swamp  Canal,  Va.  and  N.  C,  waterway  via.    See  Norfolk-North  Caro- 
lina sounds  waterway. 

District  of  Columbia.    Su  Washington. 

Dividing  Creek  (La  Trappe  River),  Md.    See  La  Trappe  River. 

Division  engineers 29 

Divisions,  engineer 29 

Doboy  bar,  Ga. ,  improvement  of 341, 342 

Dock  lines,  establishment  of 910 

Dog  Island  Harbor,  St.  George  Sound,  Fla.    See  Carrabelle  Harbcnr. 

Dog  River,  Miss,  (see  Pascagoula  River) 425 

Dolphins,  building  of 920 
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Dominion  of  Canada:  ^ng^ 

Commerce  throueh  St.  Marys  Falls  Canal,  Ont 759 

Transmission  of  electrical  power  into  United  States  at  Niagara  Falls 939, 941 

Dorchester  Bay,  Mass.,  improvement  of 67 

Double  Bayou,  Tex.,  improvement  of 479 

Dover,  Del.,  examination  and  survey  of  St.  Jones  River  up  to 224 

Drawbridges: 

See  QUO  Bridges. 

Rules  for  opening  of 911 

Drawings.    See  Maps. 

Dredge  boats: 

Columbia  River,  Or^.  and  Wash.,  mouth  to  Willamette  River 859 

Qillespie,  east  shore  Lake  Michigan  harbors 753 

Mississippi  coast  harbors 438 

NewYorkHarbor,  N.  Y../. 158 

Oregon  coast  harbors 844 

Pensacola  Harbor,  Fla 400 

Savannah  Harbor^  Ga 333 

Seagoing  hydrauhc,  performances  of 899 

Wasnington  State  coast  harbors 806 

Willamette  River,  Oreg.,  below  Portland 859 

Duck  Creek  (Smyrna  River),  Del.    See  Smvrna  River. 

Duck  Island  Harbor,  Conn.,  construction  of  harbor  of  refuge 106 

Duluth  Canal  and  Harbor,  Minn.: 

Channels  in  waters  connecting  Great  Lakes,  improvement  of 753 

Harbor  lines  in  front  of  Minnesota  Point 911 

Improvement  of 661 

ReRulations  governing  navigation  of 911 

Dunkirk  Harbor,  N.  Y.,  improvement  of 798 

Dutch  Island  Harbor,  R.  I.    See  Narragansett  Bay. 

Duwamish  River,  Wash.,  improvement  of.    See  Puget  Sound  and  tributaries. 

E. 

Eagle  Harbor,  Green  Bay,  Wis.,  wreck  at 706 

East  Bay  Bayou,  Tex.,  improvement  of 479 

East  (Ambrose)  channel.  New  York  Harbor,  N.  Y.    See  New  York  Harbor. 

East  Chester  Creek,  N.  Y.: 

Examination  and  survey 158 

Improvement  of 129, 130 

Wreck  in 157 

Eastern  Bay,  Md.    See  Claiborne  Harbor. 

Eastern  Branch  (Anacoetia  River),  D.  C.    See  Anacostia  River. 

Eastern  Branch,  Elizabeth  River,  Va.    See  Elizabeth  River. 

East  Norwalk  Harbor,  Conn.    See  Norwalk  Harbor. 

East  Pass,  Carrabelle  Harbor,  Fla.    See  Carrabelle  Harbor. 

East  River,  Ga.    See  Brunswick  Harbor. 

East  River,  N.  Y.: 

Examination  and  survey  between  North  Brother  and  South  Brother  islands .      157 

Improvement  of 139 

Resurvey  of  East  River  and  Hell  Gate,  N .  Y 158 

Wreck  in 157 

East  Twin  River,  Wis.    See  Two  Rivers  Harbor. 

Echo  Bay  Harbor,  New  Rochelle,  N.  Y.: 

Examination  and  siurvey 158 

Improvement  of 127 

Eel  River,  Mass.    See  Plymouth  Harbor. 

Electrical  power: 

Niagara  River,  N.  Y.,  control  and  regulation  of 939 

Tennessee  River,  Elk  River  shoals  to  Florence,  Ala 595, 600 

Elizabeth  River,  N.  J.,  improvement  of 174, 180 

Elizabeth  River,  Va.: 

Improvement  of  Norfolk  Harbor  and  its  approaches,  including  Hospital 

Point  and  Eastern  and  Southern  branches 273, 274 

Improvement  of  waterway  to  Albemarle  Sound,  via  Currituck  Sound 284 

Improvement  of  waterway  to  sounds  of  North  Carolina,  via  Pasquotank 

River 282 

Improvement  of  Western  Branch 276 
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Elk  Point,  S.  Dak.     See  Missouri  River.  Page. 

Elk  River,  Md.,  improvement  of 229 

Elk  River  Shoals  Canal,  Ala.    See  Tennessee  River. 

Elwood.  Kans.,  improvement  of  Missouri  River  at 29, 677, 578 

Embankments.    See  Fortifications. 

Emplacements.    See  Fortifications. 

Employees,  civilian  assistants  to  engineer  officers 27 

Endicott  Board 10 

Engineer  depnots 23 

Engineer  divisions 29 

Engineer  officers,  civilian  assistants  to 27 

Engineer  Post  and  School,  Washington,  D.  C,  buildings  for 945 

Engineer  troops: 

Equipment  of 25 

New  engineer  battalions 7 

Engineers,  Boards,  etc.,  of.    See  Boards  and  Commissions. 

Engineers,  Corp  of.    See  Corps  of  Engineers. 

Engineers,  division 29 

Engineers,  Office  of  the  Chief  of,  officers  on  duty 952 

Engineers,  The  Board  of 10 

Equipment,  engineer,  of  troops 25 

Ene  Basin,  Buffalo,  N.  Y.: 

Improvement  of  Buffalo  entrance 803 

Improvement  of  Lake  Erie  entrance 802 

Erie  Harbor,  Pa.,  improvement  of .• 797 

Erie  Lake: 

See  Northern  and  northwestern  lakes. 

Wreck  in 780 

Escambia  River,  Fla.,  improvement  of 403 

Esopus  Creek,  N.  Y.    See  Saugerties  Harbor. 

Essex  River,  Mass.,  improvement  of 51 

Estero  Bay,  Fla.,  examination  and  survey 385 

Estherville-Minim  Creek  Canal,  S.  C,  improvement  of 323, 326 

Estimates  of  appropriations  required: 

Fortifications. 23 

Rivers  and  harbors,  etc 29, 904 

Eureka,  Cal.    See  Humboldt  Harbor. 

Everett  Harbor,  Wash.,  improvement  of 884 

Examinations  of  rivers  and  harbors: 

Estimate  of  appropriation  for 28, 904 

Reports  under  act  of  1909 28 

Executive  departments,  Washington,  D.  C,  telegraph  line.    See  Public  build- 
ings and  grounds. 

Executive  mansion  and  office,  Washington,  D.  C.    See  Public  buildings  and 
grounds. 

Expenditures: 

P'ortifications 20,21,22 

Rivers  and  harbors 28, 29 

Under  section  14  of  the  river  and  harbor  act  of  March  3,  1909 30 

F. 

Fairhavon  Harbor,  Mass.,  improvement  of 83 

Fairport  Harbor,  Ohio,  improvement  of 792 

Fairy  (Caddo)  Lake,  Tex.  and  La.     See  Cypress  Bayou. 

Falia,  Bogue,  La.,  impn)vement  of 454, 455 

Falls  of  Ohio  River,  Louisville,  Ky.     See  Ohio  River. 

Feather  River,  Cal.: 

See.  also  Califoniia  Debris  Commission. 

Examination  of,  from  the  mouth  to  Marysville 834 

Improvement  of 835 

Fernanaina  Harbor,  Fla.: 

See  (iho  Cumberland  Sound. 

Examination  and  survey  of  waterway  to  Savannah,  Ga 358 

Improvement  of 357 

Improvement  of  waterway  to  Savannah,  Ga 353 

Ferry  (Caddo)  I^ake,  Tex.  and  I^.     See  Cypress  Bayou. 
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rage. 

Fifteen-foot  rock,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Filtration  plant,  Washington  Aqueduct,  D.  C.    See  Washington. 

Finders,  range  and  position.    See  Fortifications. 

Finns  Point,  Delaware  River,  wreck  near 198 

Fire  control  at  fortifications.    See  Fortifications. 

Fishing  Creek,  N.  C,  improvement  of 290 

Fish  tmps,  or  weirs: 

In  Puget  Sound,  Wash.,  inspection,  etc.,  of 879 

Permits  for  construction  of 920 

Fivemile  Bayou,  Ark.,  survey  of  Blackfish  Bayou 548 

Fivemile  River  Harbor,  Conn.,  improvement  of 118 

Flag  River,  Wis.    See  Port  Wing  Harbor. 

Flat  Lake,  La.    Su  Grand  River. 

Flint  River,  Ga.,  improvement  of 394 

Florida,  water  hyacinths  in 383 

Florida  East  Coast  Railway  Co.,  basin  at  Miami,  Fla.    See  Biscayne  Bay. 

Flushing  Bay,  N.Y.: 

Improvement  of 132, 136 

Wreck  in 157- 

Fond  du  Lac  Harbor,  Wis.    See  Fox  River. 

Foreign  possessions.    See  Alaska  mid  Insular  possessions. 

Fore  Kiver,  Portland,  Me.    See  Portland  Haroor. 

Fore  (Weymouth)  River.  Mass.    See  Wejrmouth  River. 

Forked  Deer  River,  Tenn.,  improvement  of 582, 583 

Fort  Caswell,  N.  C,  wrecks  near 316 

Fort  Crockett,  Galveston,  Tex.,  sea  wall,  embankment,  and  fill 496 

Fortificationa: 

Appropriations 11 

Batteries 10,11,12 

Batteries  in  insular  possessions 17 

Board  of  Engineers,  The 10 

Board  on  Fortifications  or  other  Defenses  (Endicott  Board) 10 

Electrical  installations 13 

Electrical  installations,  insular  possessions 18 

Emplacements,  modernizing  the  older 13 

Estimates  of  appropriations  required 23 

Fire  control 13 

Fire  control  at  batteries  in  insular  possessions 18 

General  statement  and  wogress  of  work 10 

National  Coast  Defense  Board 10 

Preservation  and  repair  of 14 

Preservation  and  repair  of  torpedo  structures 17 

Preservation  and  repair  of  fortifications,  insular  possessions 18 

Preservation  and  repair  of  torpedo-defense  structures  in  insular  possessions . .  19 

Projects 10 

Repairs  and  protection  at  defenses  of  Charleston,  Pensacola,  Mobile,  and 

New  Orleans 15 

Reserve  lights 16 

Searchlights 14 

Searchlights,  insular  possessions 18 

Sea  walls  and  embankments 16 

Sea  walls,  defenses  of  Galveston,  Tex 16 

Sites 14 

Sites,  insular  possessions,  procurement  of 18 

Submarine  mines 17 

Submarine  mines,  insular  possessions 18 

Supplies  for  seacoast  defenses 15 

Supplies  for  seacoast  defenses,  insular  possessions 1& 

Fort  Leavenworth,  Kans.,  engineer  depot 24, 2& 

Fort  Mason,  Cal.,  engineer  depot 24, 25, 2ft 

Fort  Mott,  N .  J. ,  wreck  off 198; 

Fort  Pierre,  S.  Dak.    See  Missouri  River. 

Fort  Point  channel,  Boston,  Mass.    See  Boston  Harbor. 

Fort  Riley  Military  Reservation,  Kans.,  examination  for  protection  of  bank  line 

of  Republican  River  in  front  of ^^...  582 

9001— ENQ  1909 2 
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Page. 

Fort  Snelling,  Minn.,  bridge  across  Mississippi  River  to  St.  Paul 948 

Fox  River,  Wis. : 

Improvement  of 704 

Improvement  below  Depere,  including  Green  Bay  Harbor 687 

Operating  and  care  of  locks  and  dams 706 

Frankfort  Harbor,  Mich.,  improvement  of : 749 

Franklin,  La.,  improvement  of  waterway  to  Mermentau 451 

French  Broad  River,  Tenn.,  improvement  of 601 

G. 

Gaging.    See  Gauging. 

Galena  River,  III.: 

Operating  and  care  of  lock  and  dam 560 

Regulations  to  govern  operation  of  drawbridges 912 

Galleries,  cable.    See  Fortincations. 

Galveston  and  Brazos  Canal,  Tex.: 

Improvement  of 491 

Operating  and  care 491 

Galveston  Bay  and  Harbor,  Tex.: 

Construction  of  sea  wall,  embankment,  and  fill  at  Fort  Crockett  and  of  sea 

wall  from  Thirty-nintn  to  Forty-fifth  streets 496 

Defenses  of 10, 16 

Improvement  of  channel  across  Hanna  reef.  Ladies  Pass 479 

Improvement  of  Galveston  channel  from  inner  bar  to  Fifty-sixth  street. . .      471 

Improvement  of  Galveston-Texas  City  channel 478 

Improvement  of  harbor  entrance 469 

Improvement  of  Port  Bolivar  channel 474 

Improvement  of  waterway  to  Brazos  River 491 

Improvement  of  waterway  to  Houston 475 

Improvement  of  West  Bay 478 

Operating  and  care  of  Morgan  Canal 477 

Gasconade  River,  Mo.,  improvement  of 580 

Gascondy,  Mo.    See  Gfasconade  River. 

Gauging: 

Columbia  River,  Oreg.  and  Wash 870 

Hydrological  observations,  Ottertail  Lake  and  River  and  Red  Lake  and 
Red  Lake  River,  Minn.,  and  Big  Stone  Lake  and  Lake  Traverse,  Minn. 

and  S.  Dak 573 

Michigan  Lake,  variations  in  surface  level  on  east  shore 723 

Mississippi  River  and  principal  tributaries 573 

Northern  and  northwestern  lakes,  level 939 

Gedney  channel,  New  York  Harbor,  N.  Y.    See  New  York  Harbor. 

Genesee  River,  N.  Y.    See  Charlotte  Harbor. 

George  Lake,  St.  Johns  River,  Fla.    See  Volusia  bar. 

Georgetown  Harbor,  D.  C.    See  Washington. 

Georgetown  Harbor,  S.  C.    See  Wlnyah  Bay. 

Gladstone  Harbor,  Mich.,  improvement  of 684 

Glencove  Harbor,  N.  Y.,  improvement  of 132, 135 

Gloucester  Harbor,  Mass.: 

Examination  and  survey .' 78 

Improvement  of 54 

Gosport  Harbor,  N.  H.    See  Isles  of  Shoals  Harbor. 

Government  Printing  Office,  Washington,  D.  C,  telegraph  line.    See  Public 
buildings  and  grounds. 

Government  telegraph  line,  Washington,  D.  C.     See  Public  buildings  and 
grounds. 

Governors  Island,  New  York  Harbor,  N.  Y.,  enlargement  of,  etc 163 

Gowanus  Bay,  N.  Y.,  improvement  of 162 

Granby,  S.  C.    See  Congaree  River. 

Grand  Calumet  River,  111.  and  Ind.    See  Calumet  River. 

Grand  Haven  Harbor,  Mich.,  improvement  of 732 

Grand  Lake,  Mermentau  River,  La.    See  Mermentau  River. 

Grand  Marais,  Mich.,  improvement  of  harbor  of  refuge 681 

Grand  Marais,  Minn.,  iinprovement  of  harbor 658 

Grand  Rapids,  Wabash  River,  lock  and  dam.    See  Wabash  River. 

Grand  River,  La.,  improvement  of 445 
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Grand  River,  Mich.:  l*age. 

See  also  Grand  Haven  Harbor. 
Improvement  of 734 

Grand  River,  Ohio.    See  Fairport  Harbor. 

Grand  View,  N.  Y.    See  Hudson  River. 

Grays  Harbor,  Wash.: 

Improvement  of,  entrance 873 

Improvement  of,  between  Aberdeen  and  the  entrance,  including  dredge 
construction 875 

Grays  River,  Wash.,  improvement  of 869 

Great  Kanawha  River,  W.  Va.    See  Kanawha  River. 

Great  Lakes.    See  Northern  and  Northwestern  Lakes. 

Great  Pedee  River,  S.  C: 

Examination  and  survey  from  Georgetown  to  Pedee  Station 333 

Improvement  of 319 

Wreck  in 333 

Great  Salt  Pond,  Block  Island,  R.  I.,  improvement  of 98 

Great  Sodus  Bay,  N.  Y.,  improvement  of  harbor 808 

Great  South  Bay,  N.  Y.,  improvement  of 146 

Green  Bay  Harbor,  Wis. : 

Improvement  of 687 

Wreck  at  Eagle  Harbor 706 

Green  Jacket  shoal.  Providence  River,  R.  I.,  removal  of 91 

Green  River,  Ky.: 

Improvement  above  mouth  of  Big  Barren  River 656 

Operating  and  care  of  locks  and  dams 656 

Greenwich  Harbor,  Conn.,  improvement  of 118, 122 

Grounds,  public,  District  of  Columbia 929 

Guadalupe  River,  Tex.,  improvement  of,  from  Victoria  to  Aransas  Pass — Pass 
Cavallo  channel 489 

Guantanamo  Bay,  Cuba,  defenses  of 17 

Gulf  of  Mexico,  survey  for  14-foot  waterway  to  St.  Louis,  Mo.,  and  Lockport 
(Chic^o),  111.,  including  report  on  water  power  and  land  drainage 908 

Gulfport  Harbor,  Miss.: 

Diversion  of  improvement  funds  to  construction  of  dredge  for  coast  harbors.      438 
Improvement  of  channel  to  Ship  Island  Harbor 432 

Gull  Lake,  Minn.,  reservoir  dam.    See  Mississippi  River  reservoirs. 

Gun  batteries.    See  Fortifications. 

Gut,  The,  Lake  Champlain,  Vt.    See  Champlain  Lake. 

H. 

Hales  bar,  Tennessee  River,  lock  and  dam.    See  Tennessee  River. 

Half  Moon  shoal,  Nantucket  Sound,  Mass.,  wreck  in 100 

Hampton  Roads,  Va.: 

Construction  of  piers  and  dredging  at  Jamestown  Exposition  grounds 271 

Defenses  of 10 

Improvement  of 277 

Improvement  of  approaches  to  Norfolk  Harbor 273, 274 

Wreck  in 288 

Handkerchief  shoal,  Nantucket  Sound,  Mass.,  wreck  in 99 

Hanna  reef,  Ladies  Pass,  Tex.,  improvement  of  channel 479 

Harbor  Beach,  Mich.,  improvement  of  harbor  of  refuge 768 

Harbor  Cove,  Gloucester,  Mass.    See  Gloucester  Harbor. 

Harbor  lines,  establishment  of 910 

Harbors  and  rivers.    See  Rivers  and  harbors. 

Harlem  (Bronx)  Kills,  N.  Y.     See  Harlem  River. 

Harlem  River,  N.  Y.,  improvement  of 141 

Harligen,  Tex.,  examination  and  survey  of  Arroyo  Colorado  to  Point  Isabel, 
on  Laguna  Madre 497 

Harlowe  Creek,  N.  C,  waterway  via.    See  Newbern-Beaufort  waterway. 

Havre  de  Grace,  Md.    See  Susquehanna  River, 

Hawaiian  Islands: 

Defenses  of 17, 18, 19 

Hilo  Harbor,  improvement  of 895 

Honolulu  Harbor,  improvement  of 894 

Honolulu  Harbor,  reclamation  of  Quarantine  Island 895 

Pearl  Harbor,  improvement  of 893 
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Hay  Lake  channel,  St.  Marys  River,  Mich.:  Page. 

Improvement  of 760 

Improvement  of  channels  in  waters  connecting  Great  Lakes 753 

Hell  Gate,  East  River,  N.  Y.    See  East  River. 

Hempstead  Harbor  (north  shore  of  Long  Island),  N.  Y.    Su  also  Glencove 
Harbor. 

Hennepin  Canal,  111.    See  Illinois  and  MissiBsippi  Canal. 

Highway  bridges,  Potomac  River,  Washington,  J).  C: 

Aqueduct  Bridge 921 

Replacing  Long  Bridge 921 

Highways.  .  See  Roads. 

Hillsboro  Bay  and  River,  Fla.  : 

Examination  and  survey  of  bay  from  turning  basin  to  head  of  the  estuary 

toward  Ybor 385 

Improvement  of 377 

Regulations  governing  navigation  of 911 

Wrecks  at  Tampa 384,385 

Hilo  Harbor,  Hawaii,  improvement  of 895 

Hingham  Harbor,  Mass.,  improvement  of 70 

Hiwassee  River,  Tenn.,  improvement  of 602, 603 

Holland  Harbor,  Mich.,  improvement  of 730 

Holmes  River,  Fla.,  improvement  of 398 

Holston  River,  Tenn.,  improvement  of 602, 605 

Homochitto  River,  Miss. ,  improvement  of 464 

Honolulu  Harbor,  Hawaii  : 

Defenses  of 17, 18, 19 

Improvement  of 894 

Reclamation  of  Quarantine  Island 895 

Hookton,  Cal.    See  Humboldt  Harbor, 

Hoquarten  Slough,  Oreg.    See  Tillamook  Bay. 

Horn  Island  Harbor  and  Pass,  Miss. : 

Improvement  of  harbor  {see  Pascagoula  River) , 425, 427 

Improvement  of  pass - 430 

Horseleg  shoals,  Coosa  River,  Ga.,  examination  and  survey 409 

Horseshoe  shoal,  Nantucket  Sound,  Mass.,  wreck  on 100 

Hospital  Point,  Norfolk  Harbor,  Va.,  removal  of 274 

Housatonic  River,  Conn.: 
See  also  Mil  ford  Harbor. 
Improvement  of : 113 

Houston,  Tex.,  waterway  to  Galveston.    See  Galveston  Bay  and  Harbor. 

Howard  University  reservoir,  Washington  Aqueduct,  D.  C.    See  Washington. 

Hudson  River,  N.  Y.: 

See  also  New  York  Bay  and  Harbor. 

Harbor  lines  at  Troy , ' 910 

Improvement  of 148 

New  York  Harbor,  reef  off  Pier  A.    See  New  York  Harbor. 
Peekskill  Harbor.    See  Peckskill  Harbor. 
Rondout  Harbor.    See  Rondout  Harbor. 
Saugerties  Harbor.    See  Saugerties  Harbor. 

Stonehouse  bar,  New  Baltimore,  removal  of 148 

Tarrytown  Harbor.    See  Tarrytown  Harbor. 

Wrecks  in 157 

Humboldt  Bay  and  Harbor,  Cal.,  improvement  of 832 

Huntington  Harbor,  N .  Y.,  improvement  of 132, 134 

Huron  Harbor,  Ohio,  improvement  of 785 

Huron  Lake: 

See  also  Northern  and  Northwestern  Lakes. 

Wreck  off  I^exington,  Mich 780 

Hutchinson  River  (East  Chester  Creek),  N.  Y.    See  East  Chester  Creek. 

Hyacinths,  water,  removal  of: 

From  Florida  waters 383 

From  Louisiana  waters 466 

From  Texas  waters. 477 

Hyannis  Harbor,  Mass.,  improvement  of 78 

Hydraulic  mining  in  California.    See  California  Debris  Commission. 

Hydraulic  seagoing  dredges,  performances  of 899 

Hydraulics.     See  Water  levels. 

Hydrology.    See  Water  levels. 
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Illinois  and  Missiflsippi  Canal,  111.:  Page. 

Construction  of,  with  descriptive  and  historical  sketch 720 

Improvement  of  pool  between  Locks  29  and  35,  Rock  River 559 

Operating  and  care 559, 722 

Illinois  River,  111.: 

Improvement  of  (below  Copperas  Creek) 718 

Improvement  of  (Copperas  Creek  to  La  Salle) 719 

Operating  and  care  of  locks  and  dams 720 

Operating  snag  boats  and  dredge  boats 553 

Survey  for  14-foot  waterway  from  Lockport  (Chicago),  111.,  to  St.  Louis, 
Mo.,  and  mouth  of  the  Mississippi,  including  report  on  water  power  and 
land  drainage 908 

Indiana  chute.  Falls  of  Ohio  River,  improvement  of 645 

Indiana  Harbor,  Ind.,  examination  and  survey 718 

Indian  River,  Fla.: 

Examination  of,  Fort  Pierce  to  Sewalls  Point 386 

Improvement  of 366 

"Inland  Route"  and  connecting  waters  between  Cheboygan  and  Conway, 
Mich.,  to  govern  floating  of  loose  logs 912 

Inland  waterways.    See  Canals  and  Waterways. 

Inside  routes.    See  Canals  and  Waterways. 

Insular  possessions: 
See  also  Alaska. 

Defenses  of : 17, 18, 19 

Hilo  Harbor,  Hawaii,  improvement  of 895 

Honolulu  Harbor,  Hawaii,  improvement  of 894 

Honolulu  Harbor,  Hawaii,  reclamation  of  Quarantine  Island 895 

Pearl  Harbor,  Hawaii,  improvement  of 893 

Porto  Rico,  erection  of  structures  in  navigable  waters  of 912 

San  Juan  Harbor,  P.  R.,  improvement  of 897 

International  Commission,  Permanent,  of  Congresses  of  Navigation 910 

Invincible  rocks,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Isabel,  Point,  Tex.,  examination  and  survey  of  Arroyo  Colorado  from  Harlingen 
to,  on  Laguna  Madre 497 

Island  End  River,  Mass.    See  Mystic  River. 

Island  possessions.    /See  Insular  possessions. 

Isles  of  Shoals  Harbor,  Me.  and  N.  H.: 

Examination  and  survey 48 

Improvement  of 46 

Istokpoga  Creek,  Fla.    See  Kissimmee  River. 

J. 

Jacksonville,  Fla.: 

See  also  St.  Johns  River. 

Improvement  of  St.  Johns  River  opposite 362 

Jacksonville,  N.  C,  examination  and  survey  of  New  River  up  to 315 

Jamaica  Bay,  N.  Y.,  examination  and  survey,  including  entrance  at  Rockaway 
Inlet  and  waters  having  outlet  in  Dead  Horse  Inlet 158 

James  River,  Va. : 

See  also  Hampton  Roads. 

Construction  of  permanent  landing  pier  at  Jamestown  Island 271 

Improvement  of. 269 

Wrecks  near  Newport  News , 288 

Jamestown  Exposition,  Va.,  construction  of  piers  and  dredging  in  connection 
with 271 

Jamestown  Island,  James  River,  Va.    See  James  River. 

Jefferson,  Tex.    See  Cypress  Bayou. 

Jekyl  Creek,  Ga.,  waterway  via.    See  Savannah-Femandina  waterway. 

Johnsons  Bayou,  La.,  improvement  of 497 

Johnsons  Creek,  or  River,  Conn.    See  Bridgeport  Harbor. 

Jordan  River,  Miss.,  improvement  of 434 

Judith,  Point,  R.  I.: 

Construction  of  harbor  of  refuge 93 

Examination  of  harbor  of  refuge,  with  plan  and  estimate  for  improvement.      100 
Improvement  of  pond  entrance 96 
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Kalamazoo  River,  Mich.:  Page. 

Improvement  of 728 

Regulations  to  govern  operation  of  drawbridge  over,  between  Douglas  and 
Saugatuck,  Mich 912 

Kampsville  lock  and  dam,  Illinois  River,  111.    See  Illinois  River. 

Kanawha  River,  W,  Va.: 

Improvement  of 635 

Operating  and  care  of  locks  and  dams 636 

Karquincs  (Carquinez)  Strait,  Cal.,  examination  and  survey  from  San  Francisco 
Bay  to  Stockton,  including 834 

Kennebec  River,  Me.: 

Defenses  of 10 

Improvement  of 39 

Kenosha  Harbor,  Wis.,  improvement  of 702 

Kentucky  River,  Ky.: 

Improvement  of 641 

Operating  and  care  of  locks  and  dams 643 

Keokuk  (Des  Moines  Rapids)  Canal  and  dry  dock,  Mississippi  River.    See  Mis- 
sissippi River. 

Kewaunee  Harbor,  Wis.,  improvement  of 691 

Keweenaw  Bay-Lake  Supenor  waterway,  Mich.,  improvement  and  care 674, 677 

Keweenaw  Canal,  Mich.    See  Keweenaw  Bay-Lake  Superior  waterway. 

Keweenaw  Point  waterway,  Mich.    See  Keweenaw  Bay-Lake  Superior  water- 
way. 

Keyport  Harbor,  N .  J.,  improvement  of 174 

Key  West  Harbor,  Fla.: 

Defenses  of 10 

Improvement  of 369 

Kill  van  Kull,  N.  Y.  and  N.  J.,  improvement  of  Staten  Island-New  Jersey 
channel 169 

King  County,  Wash.    See  Puget  Sound-Lake  Washington  waterway. 

Kings  Mountain  battle  ground,  S.  C,  erection  of  monument 950 

Kingston,  R.  I.    See  Point  Judith  Harbor  and  Pond. 

Kinnikinnick  River,  Wis.    See  Milwaukee  Harbor. 

Kisfiimmee  Lake  and  River,  Fla.,  improvement  of 370 

Kuhului  Harbor,  Hawaii,  harbor  lines  established 911 

L. 

La  Conner,  Wash.    See  Swinomish  Slough. 

Lafayette,  La.,  examination  and  survey  of  Bayou  Vermilion  to 469 

Lafourche  Bayou,  La.,  improvement  of 465 

Lagrange  Bayou,  Fla.    See  Holmes  River. 

Lagrange  lock  and  dam,  Illinois  River,  111.    See  Illinois  River. 

Laguna  Madre,  Tex.,  examination  and  survey  from  Harlingen,  on  Arroyo 

Colorado,  to  Point  Isabel 497 

Lakes,  Great.  See  Northern  and  Northwestern  Lakes. 
Lake  Survey.  See  Northern  and  Northwestern  Lakes. 
Lake  Washington  Canal,  Wash.    See  W^ashington  Lake. 

L'Anguille  River,  Ark.,  improvement  of 545, 546 

Larchmont  Harbor,  N.  Y.,  improvement  of 127 

La  Trappe  River,  Md.,  improvement  of 231, 240 

Lavaca  Bay,  Tex.,  examination  and  survey  of  channel  from  Pass  Cavallo  to 

Port  Lavaca 497 

Leaf  River,  Mies.,  inaprovement  of 427, 428 

Leavenworth,  Fort,  Kans.,  engineer  depot 26 

Leech  Lake,  Minn.    See  Mississippi  River  reservoirs. 

Lee  Slough,  Apalachicola  River,  Fla.    See  Apalachicola  River. 

Lemon  Creek,  N .  Y.  (see  Staten  Island-New  Jersey  channel) 169 

Leonard  town  Harbor,  Md.    See  Breton  Bay. 
Levels,  water.    See  Water  levels. 

Levisa  Fork,  Big  Sandy  River,  Ky.,  improvement  of 638 

Lewes,  Del. ,  iron  pier  in  Delaware  Bay,  maintenance  and  repair 195 

Lewis  River,  Wash.,  improvement  of 866, 867 

Life-saving  exhibit,  Jamestown  Exposition,  Va.,  dredging  of  Bush  Creek  for 

accommodation  of 271 

Little  Annemessex  River,  Md.    See  Crisfield  Harbor. 
Little  Bay  de  Noc,  Mich.    See  Gladstone  Harbor. 
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Little  Black  River,  Ark.  and  Mo.,  examination  of 548 

Little  D'Arbonne  Bayou,  La.    See  D'Arbonne  Bavou. 

Little  Harbor,  Woods  Hole,  Mass.    See  Woods  Hole  Harbor. 

Little  Harbor,  N.  H.,  improvement  of  harbor  of  refuge 47 

Little  Kanawha  River,  W.  Va.: 

Improvement  of 631 

Operating  and  care  of  locks  and  dams 634 

Little  Mud  River,  Ga.,  waterway  via.    See  Savannah- Femandina  waterway. 

Little  NarraM,nsett  Bay,  R.I.  and  Cbnn.    See  Pawcatuck  River. 

Little  Pass,  Soda  Lake,  La.    See  Cypress  Bayou. 

Little  Pedee  River,  S.  C,  improvement  of 315, 317 

Little  P^eon  River,  Tenn.,  improvement  of 601 

Little  River  (part  of  Red  River),  La.    See  Red  River  below  Fulton. 

Little  Sarasota  Bay,  Fla.    See  Sarasota  Bay. 

Little  Sodus  Bav.,  N.  Y.,  improvement  of  harbor 809 

Little  Tallahatchie  River,  Mis».     See  Tallahatchie  River. 

Little  Tennessee  River,  Tenn.      See  Tennessee  River  above  Chattanooga 593 

Livingstone  channel,  Detroit  River,  Mich.     See  Detroit  River. 

Lockport,  111.,  survey  for  14-foot  waterway  to  St.  Louis,  Mo.,  and  mouth  of  the 
Mississippi 908 

Locks.     See  Canals,  Rivers  and  harbors,  and  Waterways. 

Log  booms,  permits  for  construction  of 920 

Long  Bridge,  Potomac  River,  Washington,  D.  C. ,  highway  bridge,  replacing. 923 

Long  (.'ove,  Me.,  examination  and  survey  of  Penobscot  Bay  from  Macks  Point 
to  Cape  Jellison 48 

Long  Island  Sound,  N.  Y.  and  Conn.,  defenses  of  eastern  entrance 10 

Long  Tom  River,  Ore^.     See  Willamette  River  above  Portland. 

Lorain  Harbor,  Ohio,  improvement  of 787 

Los  Angeles  River,  Cal.     See  Wilmington  Harbor. 

Louisa,  Ky.     See  Big  Sandy  River. 

Louisiana,  State  of,  water  hyacinths  in 466 

Louisville,  Ky.    See  Louisville  and  Portland  Canal. 

Louisville  and  Portland  Canal,  Ky . : 

Enlargement  of 644 

Operating  and  care 649 

Lowell,  Wash.,  examination  and  survey  of  Snohomish  River  up  to 893 

Lower  Chipola  River,  Fla.,  improvementof 390 

Lubec  Channel,  Me.,  improvement  of 30 

Ludington  Harbor,  Mich.,  improvement  of 742 

Lumberton  Branch,  Rancocas  River,  N.  J.    See  Rancocas  River. 

Lynch  River,  S.  C,  improvement  of 319 

Lynn  Harbor,  Mass.,  improvement  of 56 

M. 

McClellanville,  S.  C,  improvement  of  waterway  to  Charleston 329 

Mackey  Creek,  N.  C: 

Regulations  to  govern  operation  of  drawbridge 912 

Wreck  in 288 

Magon  Bayou,  La.,  improvement  of 519, 521 

Madre,  Laguna,  Tex.,  examination  and  survey  from  Harlingen,  on  Arroyo  Colo- 
rado, to  Point  Isabel 497 

Mail  Dock,  Bonita  channel,  San  Francisco  Harbor,  Cal.,  examination  and  survey 

of  rocks  near 834 

Main  Ship  channel.  New  York  Harbor,  N.  Y.    See  New  York  Harbor. 

Maiden  River,  Mass.,  improvement  of 58 

Mall,  the  Washington,  D.  C.    See  Public  buildings  and  grounds. 

Mamaroneck  Harbor,  N.  Y.,  improvement  of 126 

Manasquan  River,  N.  J.,  improvement  of 186 

Manatee  River,  Fla.,  improvement  of 375 

Manchac  Bayou,  La.,  improvement  of 454, 458 

Mandeville,  La.    See  Pontchartrain  Lake. 
Manhattan  Borough,  N.  Y.    See  New  York  Harbor. 

Manila  Bay,  Phihppine  Islands,  defenses  of 17, 18, 19 

Manistee  Harbor  and  River^  Mich.,  improvement  of  harbor 744 

Manistique  Harbor,  Mich.,  improvement  of 683 
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Manitowoc  Harbor,  Wis. :  Page. 

Improvement  of 693 

Harbor  lines  at  Manitowoc 911 

Man-of- War  Harbor,  Fla.,  wreck  in 385 

Manokin  River,  Md.,  improvement  of 231, 241 

Mantua  Creek,  N.J: 

Improvement  of 200 

Wreck  in 224 

Mape  and  charts: 

Military  and  other 945 

Northern  and  Northwestern  Lakes 937 

Marcushook,  Pa.,  improvement  of  ice  harbor  in  Delaware  River 189, 195 

Marquette  Bay  and  Harbor,  Mich.: 

Construction  of  harbor  of  refuge  in  bay 679 

Improvement  of  harbor 677 

Marthas  Vineyard,  Mass.    See  Vineyard  Haven  Harbor. 

Mason,  Fort,  Cal.,  engineer  depot 24, 25, 26 

Massachusetts  Bay,  Mass.    See  Boston  Harbor. 

Matagorda  Bay,  Tex.: 

Examination  and  survey  from  Pass  Cavallo  to  Port  O'Connor  for  harbor. . .       497 

Examination  and  survey  of  channel  from  Pass  Cavallo  to  Port  Lavaca 497 

Improvement  of  channel  from  Pass  Cavallo  to  Aransas  Pass 488 

Matawan  Creek,  N.  J.: 

See  also  Keyport  Harbor. 

Improvement  of 174, 176 

Mattaponi  River,  Va.,  imj^rovement  of 256, 257 

Mattituck  Harbor,  N.  Y.,  improvement  of 132,133 

Maumee  Bay  and  River,  Ohio.    See  Toledo  Harbor. 

Meherrin  River,  N.  C,  improvement  of 286 

Memorials,  statues,  etc.    See  Statues,  memorials,  etc. 

Menominee  Harbor  and  River,  Mich,  and  Wis.,  improvement  of 685 

Menominee  River,  Milwaukee,  Wis.    See  Milwaukee  Harbor. 

Mermentau,  I^.    See  Mermentau  River. 

Mermentau  River,  La.: 

Improvement  of,  including  tributaries 460, 462 

Improvement  of  waterway  to  Franklin 451 

Merrimac  River,  Mass.: 

See  also  Newburyport  Harbor. 

Examination  and  survey  for  locks  and  dams  up  to  Haverhill 78 

Improvement  of 50 

Mexico,  Gulf  of,  survey  for  14-foot  waterway  to  St.  Louis,  Mo.,  and  Lockport 
(Chicago),  111.,  including  report  on  water  power  and  land  drainage 908 

Miami,  Fla.    See  Biscayne  Bay. 

Michigan  City  Harbor,  Ind.,  improvement  of 716 

Michigan  Lake  {see  also  Northern  and  Northwestern  Lakes): 

Canal  to  Sturgeon  Bay,  improvement  of,  including  harbor  of  refuge 688 

Canal  to  Sturgeon  Bay,  operating  and  care 690 

Water  levels  on  east  snore,  variations  in 723 

Waterway  14  feet  deep  from  Lockport  (Chicago),  111.,  to  St.  Louis,  Mo.,  and 

the  Gulf,  survey,  including  report  on  water  power  and  land  drainage. . .       908 
Wreck  off  Thirty-first  street 718 

Middle  Neebish  channel,  St.  Marys  River,  Mich.,  improvement  of 760 

Milan,  111.     See  Illinois  and  Mississippi  Canal. 

Milford  Harbor,  Conn.,  improvement  of Ill 

Milford  Haven,  Va.,  improvement  of  harbor  at 167 

Mill  Creek,  or  River,  New  Haven,  Conn.    See  New  Haven  Harbor. 

Mill  Creek,  Southport,  Conn.    See  South  port  Harbor. 

Miller  Bay,  Lake  Winnebago,  Wis.    See  Fox  River. 

Mill  River,  New  Haven,  Conn.     See  New  Haven  Harbor. 

Mill  River,  Stamford,  Conn.    See  Stamford  Harbor. 

Milwaukee  Bay,  Harbor,  and  River,  Wis.: 

Improvement  of,  including  harbor  of  refuge 698 

Improvement  of  inner  harbor 699 

Mines,  submarine.    See  Fortifications. 

Min^o  Creek,  S.  C,  improvement  of 323 

Minim  Creek- Estherville  Canal,  S.  C. ,  improvement  of 323, 326 
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Mining  casemates.    See  Fortifications.  Page. 

Mining,  hydraulic,  in  California.    See  California  Debris  Commission. 

Minneapolis,  Minn.    See  Mississippi  River. 

Minnesota  Point,  harbor  lines  in  Duluth-Superior  Harbor,  Minn,  and  Wis 911 

Minnesota  River,  Minn.: 

Examination  of  Bois  de  Sioux  River,  Lake  Traverse,  and  Big  Stone  Lake 

for  diversion  of  waters  of  Red  River  of  the  North  into 573 

Improvement  of 568 

Mispilhon  River,  Del.,  improvement  of 214, 217 

Mission  Bay  Rocks,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Mississippi  coast,  construction  of  dredge  for  harbors  on 438 

Mississippi  River: 

Brainerd  to  Grand  Rapids,  Minn.,  improvement  from 562, 564 

Cairo,  111.,  to  Head  of  rasses,  improvement,  surveys,  etc 909 

Cairo,  111.,  to  Missouri  River,  improvement  from 550 

Cape  Girardeau,  Mo.,  to  Head  of  Passes,  levees 909 

Chicago  (Lockport),  111.,  to  St.  Louis,  Mo.,  and  the  Gulf.    See  St.  Louis, 
infra. 

Cubits  Gap  to  Head  of  Passes,  dredging  shoals 439 

Dams,  between  St.  Paul  and  Minneapolis.    See  St.  Paul,  infra. 

Des  Moines  Rapids  Canal  and  dry  dock,  operating  and  care 558 

Discharge  measurements,  including  tributaries.    See  Gauging,  infra.  , 

Dredge  and  snag  boats  above  Missouri  River,  operation  of. 553 

Dredge  and  snag  boats  below  Missouri  River,  operation  of 549 

Fort  Snelling,  Minn.,  bridge  to  St.  Paul 948 

Gauging,  including  tributfu-ies 573 

Grand  Rapids  to  Brainerd,  Minn.,  improvement  from 562, 564 

Gulf  of  Mexico  to  St.  Louis,  Mo.,  and  Ix)ckport  (Chicago),  111.    See  St. 
Louis,  infra. 

Head  of  Passes  to  Cape  Girardeau,  Mo.,  levees 909 

Head  of  Passes  to  Cubits  Gap,  dredging  shoals 439 

Head  of  Passes,  to  headwaters,  surveys  from 444 

Head  of  Passes  to  Ohio  River,  improvement,  surveys,  etc 909 

Illinois  and  Misni^sippi  Canal,  111.    See  Illinois  and  Mississippi  Canal. 
Illinois  River,  survey  for  14-foot  waterway  from  Lockport  (Chicago),  111.,  to 
St.  Louis,  Mo.,  and  mouth  of  the  Mississippi,  including  report  on  water 

power  and  land  drain^e 908 

Keokuk  (Des  Moines  Rapids)  Canal  and  dry  dockj  operating  and  care 558 

Levees,  Head  of  Passes  to  Cape  Girardeau,  Mo 909 

Lockport  (Chicago),  111.,  to  St.  Louis,  Mo.,  and  the  Gulf.     See  St.  Louis. 

infra. 
Mexico,  Gulf  of,  to  St.  Louis,  Mo.,  and  Lockport  (Chicago),  111.     See  St. 
Ix)uis,  infra. 
.    Michigan  Lake  to  St.  Louis,  Mo.,  and  the  Gulf.    See  St.  Louis,  infra. 

Milan  section  of  Illinois  and  Mississippi  Canal,  111.,  operation  and  care 559 

Minneapolis,  Minn.,  to  St.  Paul,  improvement  from 554, 560 

Minneapolis,  Minn.,  to  St.  Paul,  operating  and  care  of  Lock  No.  2 562 

Missouri  River,  above,  operation  of  snag  and  dredge  boats 553 

Missouri  River,  below,  removal  of  snags  and  wrecks 549 

Missouri  River  to  Ohio  River,  improvement  from 550 

Missouri  River  to  St.  Paul,  Minn.,  improvement  from 554 

Moline,  111.,  improvement  at 558 

Moline,  111.,  operating  and  care  of  lock 559 

Mouth  to  St.  Louis,  Mo.,  and  Lockport  (Chicago),  111.    See  St.  Louis,  infra. 

New  Orleans,  La.,  defenses  of 10 

Ohio  River  to  Head  of  Passes,  improvement,  surveys,  etc 909 

Ohio  River  to  Missouri  River,  improvement  from 550 

Plaquemine  Bayou^  La.,  construction  of  lock 445 

Pokegama  Falls,  Mmn.,  reservoir  dam.    See  Reservoir  dams,  infra. 

Regulations  governing  navigation  of  Southwest  Pass 911 

Reservoir  dams  at  headwaters,  construction  of 562 

Reservoir  dams  at  headwaters,  operating  and  care 565 

St.  Louis,  Mo.j  survey  for  Urfoot  waterway  from  Lockport  (Chicago),  111., 

to  the  Gulf,  including  report  on  water  power  and  lana  drainage 908 

St.  Paul,  Minn.,  bridge  to  Fort  Snelling 948 
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St.  Faul,  Minn.,  gauging 573 

St.  Paul,  Minn. ,  to  Minneapolis,  improvement  from 560 

St.  Paul,  Minn.,  to  Minneapolis,  operating  and  care  of  Lock  No.  2 ...  562 

St.  Paul,  Minn.,  to  Missouri  River,  improvement  from 554 

Snag  and  dredge  boats  above  Missouri  River,  operation  of 553 

Snags  and  wrecks  below  Missouri  River,  removal  of 549 

Snelling,  Fort,  Minn.,  bridge  to  St.  Paul 948 

South  Pass,  examinations  and  surveys 444 

South  Pass,  maintenance  of  channel 442 

Southwest  Pass,  improvement  of,  including  shoals    between    Cubits    Gap 

and  Head  of  Passes 439 

Vicksburg  Harbor,  Miss.,  improvement  of 524 

Water-level  observations,  including  tributaries 573, 909 

Wrecks,  etc. ,  below  Missouri  River,  removal  of 549 

Mississippi  River  Commission: 

Improvement  of  Mississippi  River 909 

Levees,  Head  of  Passes  to  Cape  Girardeau,  Mo 909 

Survey  for  waterway  from  Lockport,  111.,  to  St.  Louis,  Mo.,  and  the  Gulf. .  908 

Mississippi  Sound,  Miss.,  and  Ala.: 

Dredge  boat  for  harbors  on  coast  of  Mississippi.    See  Mississippi  State. 
,  Gulfport-Ship  Island  Harbor  channel,  and  Snip  Island  Pass.    See  Gulfport 
Harbor. 
Horn  Island  Harbor.    See  Pascagoula  River. 
Horn  Island  Pass.     See  Horn  Island  Pass. 

Mississippi,  State  of,  construction  of  dredge  for  harbors  on  coast  of 438 

Missouri  River: 

Contributions  from  private  agencies  for  improvement  at  Elwood,  Kans.  29, 577, 578 

Examination  and  survey  up  to  Sioux  City,  Iowa 582 

Improvement  of " 573 

Harbor  lines  at  Omaha,  Nebr .* 910 

Mobile  Bay  and  Harbor,  Ala. : 

Defenses  of 10, 15 

Improvement  of 409 

Harbor  lines  at  Pinto  Island 910 

Improvement  of  bar  at  entrance  to  bay 413 

Removal  of  sunken  dry  dock  at  Mobile 438 

Moccasin  River  (Contentnia  Creek),  N.  C.    See  Contentnia  Creek. 

Mokelumne  River,  Cal.,  improvement  of 828 

Moline,  Harbor,  111.: 

Improvement  of 558 

Improvement  of  Mississippi  River  between  Missouri  River  and  St.  Paul. . .  554 

Operatingand  care  of  lock 559 

Monongahela  River,  W.  Va.  and  Pa.: 

Harbor  lines  from  Lock  No.  5  to  Lock  No.  6 911 

Improvement  of,  in  Pennsylvania  (at  Locks  2,  3,  5,  and  6) 613 

Improvement  of,  in  West  Virginia  (Locks  Nos.  8  to  15) 612 

Improvement  of  Pittsburg  Harbor 625 

Operating  and  care  of  locks  and  dams 616 

Monroe  Harbor,  Mich.,  improvement  of 769, 772 

Monroe  Lake,  St.  Johns  River,  Fla.    See  Volusia  bar. 

Monterey,  Cal.,  monument  at 951 

Montesano,  Wash.    Sec  Chehalis  River. 

Monuments,  statues,  etc.    See  Statues,  memorials,  etc. 

Moore,  James  A.,  construction  of  Puget  Sound-Lake  Washington  Canal  by 882 

Mooringsport.  La.    See  Cypress  Bayou. 

Morgan  Canal,  Tex.,  operating  and  care 477 

Mormon  Channel,  San  Joaquin  River,  Cal . ,  improvement  of 827 

Morris  Cove,  New  Haven,  Conn.,  examination  and  survey 100 

Mortar  batteries.    See  Fortifications. 

Mosquito  Creek  Canal,  S.  G.    See  Santee  River. 

Mott,  Fort,  N.  J.,  wreck  near 198 

Mount  Desert,  Bar  Harbor,  Me.,  construction  of  breakwater 31 

Mount  Holly  Branch,  Rancocas  River,  N.J.    See  Rancocas  River. 

Mount  Hope  Bay,  Mass.    See  Fall  River  Harbor. 

Mount  Rainier  National  Park,  Wash. ,  construction  of  road *    944 

Mud  Lake,  La.    See  Mermentau  River. 
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Mud  River,  Ga.    See  Savannah-Femandina  waterway.  Page. 

Mud  River,  S.  (\    See  Savannah-Beaufort  waterway. 

Murderkill  River,  Del.,  improvement  of 214, 216 

Muscle  Shoals  Canal,  Tennessee  River,  Ala.: 

Construction  of 595 

Operating  and  care 600 

Muscogee  (Muskogee),  Okla.    See  Muskogee. 

Muskegon  Harbor,  Mich.,  improvement  of 736 

Muskingum  River,  Ohio: 

Harbor  lines  at  Zanesville,  Ohio 911 

Improvement  of 636 

Operating  and  care  of  locks  and  dams 637 

Muskogee,  Okla.,  examination  of  Arkansas  River  to 548 

Mystic  River,  Mass.: 

Examination  and  survey 78 

Improvement  of 57 

Improvement  of,  below  mouth  of  Island  End  River 59 

N. 

Nansemond  River,  Va.,  improvement  of 278 

Nanticoke  River,  Del.  and  Md.,  improvement  of 243 

Nantucket  Harbor,  Mass.,  construction  of  harbor  of  refuge 79 

Nantucket  Sound,  Mass.,  wrecks  in 99, 100 

Napa  River,  Cal.,  improvement  of 829, 831 

Narragansett  Bay,  R.  I.: 

See  also  Wickford  Harbor. 

Defenses  of 10 

Improvement  of 90 

Narrows  of  I^ke  Champlain,  N.  Y.  and  Vt.: 

Improvement  of 76 

Wreck  in 77 

Nasel  River,  Wash.    See  Willapa  River. 

Nashville,  Tenn.    See  Cumberland  River. 

Natalbany  River,  La.    See  Tickfaw  River. 

National  Coast  Defense  Board 10 

National  Parks.     See  Parks. 

Navesink  (North  Branch  of  Shrewsbury)  River,  N.  J.    See  Shrewsbury  River. 

Navigable  Waters.    See  Bridges,  Rivers  and  harbors,  and  Wrecks. 

Navigation,  Congresses  of.  Permanent  International  Commisgion 910 

Neches  River,  Tex.,  improvement  of 498 

Neches-Sabine  Canal,  regulations  governing  navigation  of 911 

Neebish  channels,  St.  Marys  River,  Mich.,  improvement  of 760 

Neenah  (Fox)  River,  Wis.    Su  Fox  River. 

Neponset  River,  Mass.,  improvement  of 67 

Neuse  River,  N.  C: 

Improvement  of 294 

Improvement  of  waterway  between  Newbem  and  Beaufort 299 

Neversink  River,  N.  Y.,  examination  and  survey 198 

Newark  Bay,  N.  Y.  and  N.  J.    See  Arthur  Kill  and  Passaic  River. 

New  Baltimore,  N.  Y.    See  Hudson  River. 

New  Bedford  Harbor,  Mass. : 

Defenses  of 10 

Improvement  of 83 

Newbem,  N.  C: 

See  also  Neuse  and  Trent  rivers. 

Improvement  of  waterway  to  Beaufort,  N.  C 299 

Newburyport  Harbor,  Mass.,  improvement  of 48 

New  Haven  Harbor,  Conn.: 

Construction  of  breakwaters 110 

Examination  and  survey,  including  Morris  Cove 100 

Improvement  of,  by  dredging,  etc 108 

Improvement  of  West  River 108 

Wreck  in 124 

New  Jersey-Staten  Island  channel: 

Harbor  lines  in  Arthur  Kill  around  Buckwheat  Island 910 

Improvement  of 169 
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New  London  Harbor,  Conn.,  improvement  of,  including  Shaws  and  Winthrop 

coves 102 

New  Orleans  and  Northeastern  Railroad.    See  Pontchartrain  Lake. 

New  Orleans,  battle  of,  monument  to  the  memory  of  soldiers  who  fell  in 949 

New  Orleans  Harbor,  La. : 

Defenses  of 15 

Improvement  of.    See  Mississippi  River. 

Newport  Harbor,  R.  I.,  improvement  of 92 

Newport  River,  N.  C: 

See  also  Beaufort  Harbor. 

Improvement  of  waterways  between  Beaufort  and  New  River 303 

Improvement  of  waterway  between  Newbem  and  Beaufort 299 

New  River,  Fla.,  examination  of 386 

New  River,  N.  C: 

Examination  and  survey  up  to  Jacksonville 315 

Improvement  of 303 

Improvement  of  waterways  to  Swansboro  and  Beaufort 303, 304, 306 

New  Rochelle,  N.  Y.    See  Echo  Bay  Harbor. 

New  Shoreham,  Block  Island,  R.  I.    See  Block  Island. 

Newton,  Ala.    See  also  Choctawhatchee  River. 

Newton  Creek,  N .  Y.,  improvement  of 143 

New  Whatcom  (Bellingham)  Harbor,  Wash.,  improvement  of  Whatcom  Creek 

waterway 887 

New  York  Bay  and  Harbor,  N.  Y.: 

Ambrose  channel,  improvement  of,  including  dredge  construction 159 

•  Arthur  Kill.    See  Arthur  Kill. 

Battery,  the,  removal  of  shoal  in  Hudson  River  off  Pier  A 158 

Bay  Ridge  channel.    See  Bay  Ridge  channel. 

Bayside  channel,  improvement  of 158 

Bronx  River.    See  Bronx  River. 

Brooklyn.    See  East  River,  Gowanus  Bay,  and  Newton  Creek. 

Coney  Island  channel.    See  Coney  Island  channel. 

Defenses  of •. 10 

Dredges,  construction  of 158 

East  (Ambrose)  channel.    See  Ambrose  channel,  supra. 

East  Chester  Creek.    See  East  Chester  Creek. 

East  River.    See  East  River. 

Flushing  Bay.    See  Flushing  Bay. 

Gedney  channel,  improvement  of 158 

Governors  Island,  enlargement  of 163 

Gowanus  Bay.    See  Gowanus  Bay. 

Harlem  River.    See  Harlem  River. 

Hell  Gate,  East  River.    See  East  River. 

Hudson  (North)  River,  removal  of  reef  off  Pier  A 158 

Hudson  Kiverj  wrecks  in 157 

Hutchinson  River  (East  Chester  Creek).    See  East  Chester  Creek. 

Improvement  of,  including  dredge  construction .• 158 

KiUvanKuU.    5ee  Kill  van  Kull. 

Lemon  Creek.    See  Lemon  Creek. 

Main  Ship  channel,  improvement  of 158 

Narrows  to  the  sea,  improvement  from,  including  dredge  construction 158 

Newark  Bay.    See  Arthur  Kill  and  Passaic  River. 

New  Jersey-Staten  Island  channel.    See  New  Jersey-Staten  Island  channel. 

Newtown  Creek.    See  Newtown  Creek. 

North  (Hudson)  River.    See  Hudson  River,  supra. 

Red  Hook  channel.    See  Red  Hook  channel. 

Red  Hook  Point,  New  York  Harbor,  modification  of  harbor  lines 910 

Regulations  to  govern  navigation  of 160 

Spuyten  Duy\ai  Creek.    See  Spuyten  Duyvil  Creek. 

Staten  Island-New  Jersey  channel .    See  Staten  Island-New  Jersey  channel . 

Staten  Island  Sound.    See  Arthur  Kill. 

Supervision  of 904 

Wrecks  in 164 

Niagara  Falls,  Niagara  River,  N.  Y.    See  Niagara  River. 
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Niagara  River,  N.  Y.:  Page. 

Black  Rock  Harbor  and  channel,  improvement  of 804 

Buffalo  Harbor,  improvement  of 800 

Control  and  regulation  of  waters  of,  and  preservation  of  the  falls 939 

Erie  Basin  and  Black  Rock  Harbor,  improvement  of  Buffalo  entrance 803 

Erie  Basin  and  Black  Rock  Harbor,  improvement  of  Lake  Erie  entrance. .      802 
North  Tonawanda  to  Lake  Erie,  including  Tonawanda  Harbor,  improve- 
ment from 805 

Surveys,  etc.    See  Northern  and  Northwestern  Lakes. 

Wreck  of  scow  Trader  off  Strawberry  Island,  removal  of 806 

Niobrara  River,  Nebr.,  construction  of  bridge  across 948 

Nolin  River,  Ky.    See  Green  River. 

Nomini  Creek,  Va.,  improvement  of 263 

Noncommissioned  officers.    See  Corps  of  Engineers. 

Nooksak  River,  Wash.,  improvement  of.    See  Puget  Sound  and  tributaries. 

Noonday  rocks,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Norfolk  Harbor,  Va.: 

Improvement  of,  and  approaches,  including  Hospital  Point 273, 274 

Improvement  of  waterway  to  Albemarle  Sound,  via  Currituck  Sound 284 

Improvement  of  waterway  to  sounds  of  North  Carolina  (to  Pamlico  Sound) 

via  Pasquotank  River 282 

Improvement  of  Western  Branch,  Elizabeth  River 276 

Jamestown  Exposition  grounds,  pier  construction  and  dredging 271 

Wrecks  in 288 

North  Branch,  Chicago  River,  III.    See  Chicago  Harbor  and  River. 

North  Branch,  Shrewsbury  River,  N.J.    See  Shrewsbury  River. 

North  Brother  Inland,  Ea^t  River,  N.  Y.,  examination  and  survey  between 
South  Brother  Island  and 157 

North  Carolina  Cut,   N.   C,   waterway  via.    See  Norfolk- Albemarle  Sound 
waterway. 

North  Carolina  sounds,  improvement  of  waterways  to  Norfolk,  Va 282, 284 

Northeast  River,  N.  ('.,  improvement  of 307 

Northern  and  Northwestern  Lakes: 

Channels  in  waters  connecting,  improvement  of 931 

Commercial  statistics,  Sault  Ste.  Marie  canals,  Mich 759 

Control  and  regulation  of  waters  of  Niagara  River,  and  preservation  of 

Niagara  Falls 939 

Surveys,  charts,  etc 937 

Water  levels 939 

Water  levels  on  east  shore  of  Lake  Michigan,  variations  in 723 

North  Fork,  Forked  Deer  River,  Tenn.    See  Forked  Deer  River. 

North  Fork,  Skagit  River,  Wash.    See  Puget  Soimd  and  tributaries. 

North  Hero  Island  channel  (The  Gut),  Lake  Champlain,  Vt. : 

Examination  and  survey 78 

Improvement  of 74 

North  landing  River,  Va.  and  N.  C,  waterway  via.    See  Norfolk-Albemarle 
Sound  waterway. 

North  (Hudson)  River,  N.  Y.    See  Hudson  River,  uTider  New  York  Bay  and 
Harbor. 

North  River,  N.  C,  waterway  via.    See  Norfolk- Albemarle  Sound  waterway. 

North  River,  Wash.    See  Willapa  River. 

North  Tonawanda,  N.  Y.    See  Tonawanda  Harbor. 

Norwalk  Harbor,  Conn.,  improvement  of 117 

Nyack,  N.  Y.    See  also  Hudson  River. 

O. 

Oakland  Harbor,  Cal.,  improvement  of 822 

Obion  River,  Tenn.,  improvement  of 582 

Occoquan  Creek,  Va.,  improvement  of 256, 260 

Ocean  City,  N.  J.,  wreck  off 224 

Ocklawaha  (Oklawaha)  River,  Fla.    See  Oklawaha  River. 

Ocmulgee  River,  Ga.,  improvement  of 343, 346 

Oconee  River,  Ga.,  improvement  of 343, 344 

Oconto  Harbor,  Wis.,  improvement  of 686 

Office  of  the  Chief  of  Engineers,  officers  on  duty  in 952 

Officers,  engineer,  civilian  assistants  to 27 

Officers  of  the  Corps  of  Engineers.    See  Corps  of  Engineers. 
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Offdensburg  Harbor,  N.  Y.,  improvement  of 814 

Ohio  River: 

Falls  at  Ivouisville,  Ky.,  improvement  at 644 

Harbor  lines  from  Dam  No.  3,  at  Glen  Osborne,  Pa.,  to  Dam  No.  6,  near 

Rochester,  Pa 911 

General  improvement 606 

Ice  piers 606 

Indiana  chute,  Louisville,  Ky.,  improvement  of 645 

Locks  and  Dams  1-6,  operating  and  care 624 

Locks  and  Dams  2-7,  construction  of 621 

Locks  and  Dams  8,  11,  13,  18,  19,  26,  constmction  of 627 

Lock  and  Dam  37,  construction  of 609 

Louisville  and  Portland  Canal,  Ky.,  enlargement  of 644 

Louisville  and  Portland  Canal,  Ky.,  operating  and  care 649 

Pittsburg  Harbor,  Pa.,  improvement  oi 625 

Pools  3,  4,  and  6,  dredging  in 623 

Snag  boats,  operation  of 611 

Okanogan  River,  Wash.,  improvement  of 889 

Oklawaha  River,  Fla.,  improvement  of 365 

Oldmans  Creek,  N.  J.: 

Examination  and  survey 224 

Wreck  in 224 

Old  Tampa  Bay,  Fla.    See  Tampa  Bay. 

Olympia  Harbor,  Wash.,  improvement  of .-. 879 

Ontario  Lake.    See  Northern  and  Northwestern  Lakes. 

Ontonagon  Harbor  and  River,  Mich.,  improvement  of 673 

Orange  Mills  flats,  St.  Johns  River,  Fla.,  improvement  at 363 

Orange  River,  Fla.,  improvement  of 371 

Ordnance.    See  Fortifications. 

Oregon,  dredging  plant  for  harbors  on  coast 844 

Osage  River,  Mo.,  improvement  of 579 

Oswegatchie  River,  N.  Y.    See  Ogdensburg  Harbor. 

Oswego  Harbor,  N.  Y.,  improvement  of 811 

Ottertail  Lake  and  River,  Minn.,  survey  of  (hydrological  observations) 573 

Ouachita  River,  Ark.  and  La.,  improvement  of 515 

Oyster  Creek,  Tex.,  improvement  of 478 


Pacific  coast,  monument  at  Monterey,  Cal.,  to  commemorate  the  taking  posses- 
sion of,  by  Commodore  Sloat 951 

Packard  rock,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Pagan  River,  Va.,  improvement  of 278 

Pamlico  River,  N.  C,  improvement  of 291 

Pamlico  Sound,  N.  C: 

Improvement  of  waterway  to  Beaufort  Inlet 298 

Improvement  of  waterway  to  Norfolk,  Va 282 

Pamunkey  River,  Va.: 

Improvement  of 256, 258 

Wreck  in 272 

Parks,  public: 

District  of  Columbia,  improvement  and  care 248, 929 

Mount  Rainier  National  Park,  Wash.,  construction  of  road 944 

Yellowstone  National  Park,  improvement  of 942 

Pascagoula  River,  Miss.: 

Improvement  above  Dog  River 427 

Improvement  below  Dog  River 425 

Improvement  below  Dog  River,  diversion  of  funds   to  construction   of 

dredge  for  coast  harbors 438 

Pasquotank  River,  N .  C . ,  waterway  via.   See  Norfolk-North  Carolina  sounds 
waterway. 

Passaic  River,  N.  J.: 

Examination  of 187 

Improvement  of 165 

Wreck  in 187 
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Pass  Cavallo,  Tex.:  Page. 

Examination  and  survey  of  channel  to  Port  Lavaca 497 

Examination  and  survey  to  Port  O'Connor  (on  Matagorda  Bay)  for  harbor. . .      497 
Improvement  of  channel  to  Aransas  Pass 488 

Patapsco  River,  Md.: 

Improvement  of,  and  channel  to  Baltimore 224 

Improvement  of  channel  to  Curtis  Bay 227 

Improvement  of  harbor  at  southwest  Baltimore  (Spring  Garden) 228 

Patchogue  River,  N.  Y.  (5c€  Great  South  Bay) 146 

Pawcatuck  River,  R.  I.  and  Conn.,  improvement  of 100 

Pawpaw  River,  Mich.  See  St.  Joseph  Harbor. 

Pawtucket  (Seekonk)  River,  R.  I . ,  improvement  of 88 

Peace  Creek,  or  River,  Fla.    See  Charlotte  Harbor. 

Pearl  Harbor,  Hawaii: 

Defenses  of 17, 18, 19 

Improvement  of 893 

Pearl  River,  Miss.: 

Improvement  between  Edinbuig  and  Jackson 436 

Improvement  below  Rockport 435 

Pedee  rivers,  S.  C,    See  Great  Pedee  and  Little  Pedee. 

Peekskill  Harbor,  N.  Y.,  improvement  of 151, 152 

Pend  Oreille  River,  Wash.,  improvement  of 889, 890 

Penobscot  Bay,  Me.,  examination  and  survey  from  Macks  Point  to  Cape  Jellison         48 

Penobscot  River,  Me.: 

Improvement  of 35 

Wreck  in  Bangor  Harbor 47 

Pensacola  Bay  and  Harbor,  Fla. : 

Defenses  of 15 

Improvement  of  harbor,  including  dredge  construction 400 

Pentwater  Harbor,  Mich.,  improvement  of 738, 740 

Pepperell  Cove,  Me.,  examination  and  survey 48 

Pequonnock  (Poquonock)  River,  Conn.    See  Bridgeport  Harbor. 

Pere  Marquette  Lake,  Mich.    See  Ludington  Harbor. 

Permanent  International  Commission  of  Congresses  of  Navigation 910 

Permits: 

For  construction  of  bridges 912 

For  diversion  of  water  from  Niagara,  River  N.  Y.,  and  for  transmission  of 

electrical  power  from  Canada 939 

For  erection  in  Porto  Rico  of  structures  other  than  bridges 912 

For  erection  of  structiu-es  other  than  bridges 920 

Perq^^uimans  River,  N.  C,  improvement  of 285 

Pemwig  bar,  Delaware  River: 
See  also  Delaware  River. 
Improvement  of 193 

Petaluma  Creek,  Cal.,  improvement  of 829 

Petersburg,  Va.    See  ApiK)mattox  River. 

Petoskev  Harbor,  Mich.,  improvement  of 752 

Philadelphia,  Pa.: 

Improvement  of  Delaware  River  at 189 

Wreck  in  Delaware  River  at 224 

Philippine  Islands,  defenses  of 17, 18, 19 

Pierhead  lines,  establishment  of 910 

Piermont,  N.  Y.    See  Hudson  River. 

Pierre,  S.  Dak.    See  Missouri  River. 

Pierre,  Fort,  S.  Dak.    See  Missouri  River. 

Piers: 

Construction  of,  in  connection  with  Jamestown  Exposition,  Va 271 

Permits  for  construction  of 920 

Permits  for  construction  of,  in  Porto  Rico 912 

Pigeon  Bayous,  La.,  improvement  of 445 

Pike  Creek,  Wis.    See  Kenosha  Harbor. 

Pine  Bluff,  Ark.,  examination  and  improvement  of  Arkansas  River  at. .  538, 539, 548 

Pine  Island  Sound,  Fla.: 

See  also  Charlotte  Harbor. 

Examination  of 386 

Pine  Lake  and  River  (Charlevoix  Harbor),  Mich.,  improvement  of 750 

Pine  River,  Minn.    See  Mississippi  River  reservoirs. 
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Pinto  Island,  harbor  lines  in  Mobile  River 910 

Pittsburg  Harbor,  Pa. : 

See  also  Allegheny,  Monongahela,  and  Ohio  rivers. 

Improvement  of 625 

Plantation  Creek,  Ga.,  improvement  of 349 

Plaquemine  Bayou,  La.,  improvement  of 445 

Plymouth  Harbor,  Mass. : 

Examination  and  survey 78 

Improvement  of • 71 

Pocomoke  River,  Md.,  improvement  of 231, 239 

Point  Harbor  Channel,  N.  C,  examination  of 289 

Point  Isabel,  Tex.,  examination  and  survey  of  Arroyo,  Colo.,  from  Harlingen 
to,  on  Laguna  Madre 497 

Point  Judith  Harbor  and  Pond,  R.  I.: 

Construction  of  harbor  of  refuge 93 

Examination  of  harbor  of  refuge,  with  plan  and  estimate  for  improvement.      100 
Improvement  of  pond  entrance 96 

Point  Pleasant,  W.  Va.,  monument  marking  battle  of  revolution  fought  at  that 
place 952 

PoKegama  Falls,  Mississippi  River,  Minn.    See  Mississippi  River  reeervoirB. 

Pollock  Rip  Slue,  Nantucket  Sound,  Mass.,  wrecks  on  and  near 99 

Ponchatoula  River,  La.    See  Tickfaw  River. 

Poquonock  River,  Conn.     See  Bridgeport  Harbor. 

Porcupine  Island,  Bar  Harbor,  Me.,  construction  of  breakwater 31 

Portage  Lake  and  Lake  Superior  canals,  Houghton  County,  Mich.    See  Ke-  • 
weenaw  Bay — Lake  Superior  waterwav. 

Portage  Lake,  Manistee  County,  Mich.,  improvement  of  harbor  of  refuge 746 

Portage  River,  Houghton  County,  Mich.,  waterway  via.    See  Keweenaw  Bay — 
Lake  Superior  waterway. 

Portage  River,  Ohio.    See  Port  Clinton  Harbor. 

Port  Arthur  Canal,  Tex.: 

Improvement  of  (see  Sabine  River) '. 501 

Operating  and  care 500 

Regulations  governing  navigation  of 911 

Port  Bolivar,  Tex.,  improvement  of  channel  to 474 

Port  Chester  Harbor,  N .  Y. : 

Examination  and  survey A .      158 

Improvement  of 124 

Port  Clinton  Harbor,  Ohio,  improvement  of 782 

Port  Harford,  Cal.     See  San  Luis  Obispo  Harbor. 

Port  Huron,  Mich.,  improvement  of  Black  River  at 774 

Port  Jefferson  Harbor,  N.  Y.,  improvement  of 132 

Portland,  Kv.     See  Louisville  and  Portland  Canal. 

Portland,  Mi?.: 

Defenses  of 10 

Improvement  of  harbor 41 

Port  Lavaca,  Tex.,  examination  and  survey  of  channel  to  Pa^  Cavallo 497 

Port  O'Connor,  Tex.,   examination  and  survey  of  Matagorda  Bay  from  Pass 
Cavallo  to,  for  harbor 497 

Porto  Rico: 

Erection  of  structures  in  navigable  waters  of 912 

Improvement  of  San  Juan  Harbor 897 

Port  Royal  (Beaufort)  River,  S.  C,  waterway  between  Beaufort,  S.  C,  and 
Savannah.    See  Savannah  Harbor  improvement. 

Port  Royal  Sound,  S.  C: 

Defenses  of •       10 

Wreck  at  naval  station 333 

Portsmouth  Harbor,  N.  H.: 

Defenses  of 10 

Examination  and  surv^ey  of  Pepperell  Cove 48 

Port  Tampa,  Fla.    See  Tamjpa  Bay. 

Port  Washington  Harbor,  Wis.,  improvement  of 697 

Port  Wing  Harbor,  Wis.,  improvement  of 667 

Position  finders,  range  and.    See  Fortifications. 

Post,  engineer,  Washington,  D.  C,  buildings  for 945 
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Potomac  Park,  Washington,  D.  C,  improvement  of : 930 

Potomac  River: 

See  also  Washington,  D.  C. 

Aqueduct  Bridge,  Washington,  D.  C,  repair  of 921 

Harbor  lines  at  Alexandria,  Va 910 

Highway  bridge  at  Washington,  D.  C 923 

Improvement  at  Washington,  D.  C 248 

Improvement  below  Washington,  D.  C 252 

Wreck  at  Alexandria,  Va 272 

Wreck  off  Point  Lookout,  Md 272 

Power,  water: 

Mississippi  River,  dams  between  St.  Paul  and  Minneapolis,  Minn 562 

Niagara  Kiver,  N.  Y.,  control  and  regulation  of 939 

*        Tennessee  River,  Elk  River  shoals  to  Florence,  Ala 595, 600 

Preliminary  examinations  and  surveys 29 

Presque  Isle  Harbor,  Marquette,  Mich.    See  Marquette  Bay. 

Presque  Isle  Peninsula,  Erie,  Pa.    See  Erie  Harbor. 

Printing  Office,  Government,  Washington,  D.  C,  telegraph  line.    See  Public 
buildings  and  grounds. 

Projects.    See  Fortifications  arid  Rivers  and  harbors. 

Providence  Harbor  and  River,  R.  I.: 

Improvement  of 90 

Improvement  of  Pawtucket  (Seekonk)  River 88 

Removal  of  Green  Jacket  shoal 91 

Provincetown  Harbor,  Mass.,  improvement  of 73 

Public  buildings  and  grounds,  District  of  Columbia 929 

Public  parks.     See  Parks. 

Puget  Sound,  Wash.: 

Defenses  of 10 

Improvement  of,  and  tributaries,  including  dredge  construction 876 

Improvement  of  waterway  to  Lake  Washington,  by  United  States  and  by 

James  A.  Moore 882 

Inspection,  etc.,  of  fish  traps 879 

Pultneyville,  Harbor,  N.  Y.,  improvement  of 808 

Punta  Gorda,  Fla.    See  Charlotte  Harbor. 

Purification  of  water  supply  of  Washington,  D.  C.    See  Washington. 

Puyallup  River,  Wash.: 

See  also  Puget  Sound  and  tributaries  and  Tacoma  Harbor. 

Examination  and  survey  up  to  Puyallup 893 

Q. 

Quarantine  Island,  Honolulu  Harbor,  Hawaii,  reclamation  of 895 

Queenstown  Harbor,  Md.,  improvement  of 231,  232 

Quinnipiac  River,  New  Haven,  Conn.    See  New  Haven  Harbor. 


Raccoon  Creek,  N.  J.,  improvement  of 202 

Racine  Harbor,  Wis.,  improvement  of 700 

Rainier,  Mount,  National  Park,  Wash.,  construction  of  road 944 

Raisin  River,  Mich.    See  Monroe  Harbor. 

Range  smd  position  finders.    See  Fortifications. 

Rappahannock  River,  Va.,  improvement  of 264 

Raritan  Bay  and  River,  N.  J.: 

See  also  Keyport  and  Shoal  harbors. 

Improvement  of  bay 173 

Improvement  of  river 174, 177 

Red  Hook  channel,  New  York  Harbor,  N.  Y.: 

Improvement  of 162 

Harbor  lines,  modification  of 910 

Red  Lake  and  Red  Lake  River,  Minn.: 

Improvement  of  (see  Red  River  of  the  North) 569 

Survey  of  (hydrological  observations) 573 

9001— ENO  1909 3 
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Red  River,  La.,  Ark.,  Tex.,  and  Okla.: 

Cypress  Bayou  and  lakes  to  Jefferson,  Tex.     See  Cypress  Bayou.  Page. 

Examination  between  Fulton,  Ark.,  and  the  Washila,  Okla 548 

Improvement  above  Fulton,  Ark 509 

Improvement  below  Fulton,  Ark 511 

Rectification  of  mouth  by  MiH^iseippi  River  Commission 909 

Red  River  of  the  North,  Minn,  and  X.  I)ak.: 

Examination  of  Bois  de  Sioux  River,  Lake  Traverse,  and  Big  Stone  Lake 

for  diversion  of  waters  of,  into  Minnesota  River 573 

Improvement  of 569 

Regulations  and  rules: 

For  floating  loose  timber  and  logs,  etc 912 

For  navijption  of  canals. 911 

For  opening  of  drawbridges 911 

Republican  River,  Kans.,  examination  of  bank  line  in  front  of  Fort  Riley  Mili-  « 

tary  Reservation ' 582 

Reservations,  public.    See  Parks. 

Reservoirs: 

Mississippi  River,  headwaters.     Sec  ML^sissippi  River. 
Tidal  reservoir,  Potomac  River,  D.  C.     See  Potomac  River. 
Washington  Aqueduct,  D.  C.     See  Washington. 
Richmond  Harbor,  Va.     See  also  James  River. 

Riley,  Fort,  Kans.,  examination  of  bank  line  of  Republican  River 582 

Rivers  and  harbors: 

Appropriations  for  operations  during  the  past  year 28, 29 

Board  of  Engineers  for 898 

BcMU*d  of  Engineers,  The 10 

Bridges,  construction  and  alteration 912 

Bridges,  regulations  for  opening  of  draws 911 

Engineer  divisions 29 

Estimate  of  appropriations  for 29, 904 

Expenditures  aunng  the  past  year 28 

Harbor  lines,  establishment  of 910 

Regulati  ons  for  floating  looee  timber  and  logs,  etc 912 

Regulations  for  navigation  of  canals 91 1 

R^ulations  for  openmg  of  drawbridges 912 

Status  of  works 28 

Structures  other  than  bridges,  permits  for  erection  of 920 

Structures  other  than  bridges,  permits  for  erection  of,  in  Porto  Rico 912 

Roads: 

In  Mount  Rainier  National  Park,Wash 944 

In  Yellowstone  National  Park 942 

Roanoke  River,  N.  C,  improvement  of 287 

Roche  Harbor,  Wash.    See  Puget  Sound  and  tributaries. 

Rockaway  Inlet,  N.  Y.,  examination  and  survey  of  entrance  to  Jamaica  Bay  at.      158 

Rock  Creek,  Md.,  wreck  in ' 247 

Rockhall  Harbor,  Md.,  improvement  of 231 

Rockhaven,  N.  Dak.,  ice  harbor.    See  Missouri  River  improvements. 

Rockland  Harbor,  Me.,  improvement  of 36 

Rockport,  Mass.,  harbor  of  refuge  in  Sandy  Bay.    See  Sandy  Bay. 

Rock  River,  111.    See  Illinois  and  Mississippi  Canal. 

Romerly  Marsh,  Ga.,  waterway  via.    See  Savannah-Femandina  waterway. 

Rondout  Harbor,  N.  Y^  improvement  of 151 

Root  River,  Wis.    See  Racine  Harbor. 

Rouge  River,  Mich.: 

Improvement  of 769, 770 

W>eckin 780 

Rough  River,  Ky.,  operating  and  care  of  lock  and  dam 657 

Round  Lake,  Mich.     See  Charlevoix  Harbor. 

Rules  and  regulations.     See  Regulations  and  rules. 

•     S. 

Sabine  Lake,  Pass,  and  River.  Tex.: 

Improvement  of  mouth  of  river  and  of  channel  through  lake 498 

Improvement  of  Sabine  Pass  Harbor 501 

Sabine-Nechos  Canal,  regulations  governing  na\ngation  of 911 

Saco  River,  Me.,  improvement  of 43 
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Saciumento  River,  Cal.: 

See  also  California  Debris  Commission.  Page. 

Examination  and  snrv^ey  up  to  Feather  River 838 

Improvement  of , 835 

Saginaw  River,  Mich.,  improvement  of 765 

St.  Albans  Harbor,  Vt.,  examination  and  survey 78 

St.  Andrews  Bay,  Fla.,  examination  and  survey 409 

St.  Clair  Canal,  Lake,  and  River,  Mich.: 

Improvement  of  channels  in  waters  connecting  the  Great  Lakes 753 

Regulations  governing  navigation  of  river 911 

Operating  and  care  of  canal 775 

St.  Croix  Lake  and  River,  Wis.  and  Minn.,  improvement  of 566 

St.  Croix  River,  Wis.  and  Minn.,  regulations  to  govern  operation  of  drawbridge 
over 912 

St.  Francis  River,  Ark.,  improvement  of 545 

St.  George  Sound,  Fla.    See  Carrabelle  Harbor. 

St.  Johns  River,  Fla. : 

Examination  and  survey  from  Jacksonville  to  Sanford 385 

Examination  and  survey  from  Sanford  to  Lake  Harney 385 

Improvement  at  Jacksonville. 362 

Improvement  between  Jacksonville  and  the  ocean 359 

Improvement  between  Jacksonville  and  Palatka,  including  Orange  Mills 

flats 363 

Improvement  of  Volusia  bar,  and  between  Volusia  bar  and  Lake  Monroe. .      364 

St  Jones  River,  Del.: 

Examination  and  survey  up  to  Dover 224 

Improvement  of 219 

St.  Joseph,  Mo.,  improvement  of  Missoiui  River 573 

St.  Joseph  Harbor  and  River,  Mich.: 

Improvement  of  harbor 723 

Improvement  of  river r ^       725 

St.  Lawrence  River,  N.  Y.    See  Cape  Vincent  and  Ogdensburg  harbors. 

St.  Louis,  Mo.    See  Mississippi  River. 

St.  I^Quis  Bay  and  River,  Minn,  and  Wis.    See  Duluth  Harbor. 

St.  Lilcie  Inlet,  Fla.,  examination  and  survey 386 

St.  Marys  River  and  St.  Marys  Falls  Canal,  Mich.: 

Channels  in  waters  connecting  the  Great  Lakes,  improvement  of 753 

Commercial  statistics 759 

Improvement  of  Hay  Lake  and  Neebish  channels 760 

Improvement  of  river  at  the  falls 755 

Operating  and  care  of  canal 758 

Surveys,  etc.    See  Northern  and  Northwestern  Lakes. 

St.  Michael  Canal,  Alaska,  improvement  of : 891 

St.  Paul,  Minn.: 

See  also  Mississippi  River. 

Bridge  across  Mississippi  River  to  Fort  Snelling 948 

Gauging  Mississippi  River  at 573 

St.  Peters  River,  Minn.    See  Minnesota  River. 

Sakonnet  Harbor  and  River,  R.  I.: 

Improvement  of  harbor 85 

Improvement  of  river 87 

Salem  Kiver,  N.  J.,  improvement  of 204 

Saline  River,  Ark.,  examination  and  survey 547 

Salmon  Bay,  Wash.    See  Puget  Sound-Lake  Washington  waterway. 

Salmon  Creek,  N.  Y.    See  Pultnejrvalle  Harbor. 

Sampit  River  (Georgetown  Harbor),  S.  C.    See  Winyah  Bay. 

San  Antonio  Bay,  Tex.,  channel  from  Aransas  Pass-Pass  Cavallo  channel  to 
Victoria,  on  Guadalupe  River,  via.     See  Aransas  Pass. 

San  Antonio  estuary,  Cal.     See  Oakland  Harbor. 

Sand  beach  (Harbor  Beach),  Mich.    See  Harbor  Beach. 

San  Diego  Harbor,  Cal.: 

Defenses  of 10 

Improvement  of 815 

Sandusky  Harbor,  Ohio,  improvement  of 783 

Sandwich  Islands.    See  Hawaiian  Islands. 

Sandy  Bay,  Cape  Ann,  Mass.,  construction  of  harbor  of  refuge 52 

Sandy  Lake,  Minn.    See  Mississippi  River  reservoirs. 
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San  Francisco  Bay  and  Harbor,  Cal.:  Pige. 

Defenses  of 10 

Engineer  depot  at  Fort  Maeon 24, 25, 26 

Examination  and  survey  of  Mission  Bay,  Packard,  Whiting,  Invincible, 
Noondav,  Anita,  and  Fifteen-foot  rocks;  also  Centissima  and  Sears  rock 

and  rocks  near  Mail  Dock  in  Bonita  channel 834 

Harbor  lines  between  Point  San  Pablo  and  Castle  Rocks,  modified 911 

Improvement  of  Oakland  Harbor 822 

Sanitary  District  of  Chicago,  111.,  application  to  reverse  flow  of  Calumet  River.       715 

San  Jacinto  River,  Tex.    See  Galveston-Houston  waterway. 

San  Joaquin  River,  Cal.: 

See  also  California  Debris  Commission. 

Examination  and  survey  of,  and  Stockton  Channel,  from  San  Francisco  Bay 

to  Stockton 834 

Improvement  of 826 

Improvement  of  Stockton  and  Mormon  channels 827 

San  Juan  Harbor,  P.  R.: 

Improvement  of 897 

Regulations  governing  navigation  of 911 

San  Leandro  Bay,  Cal.    See  Oakland  Harbor. 

San  Luis  Obispo  Harbor,  Cal.,  improvement  of 820 

San  Pablo  Bay,  Cal.,  improvement  of 825 

San  Pedro  Bay  and  Harbor,  Cal.: 

Construction  of  deep-water  harbor 816 

Examination  and  survey  of  Wilmington  inner  harbor  for  increase  of  depth.      822 

Harbor  lines  in  inner  harbor 911 

Improvement  of  Wilmington  inner  harbor 818 

Santee  River,  S.  C,  improvement  of 323 

Sarasota  Bay,  Fla.,  improvement  of 373 

Sasanoa  River,  Me.,  improvement  of 37 

Saugatuck  Harbor,  Mich.,  improvement  of 728 

Saugatuck  River,  Conn.,  improvement  of 118, 122 

Saugerties  Harbor,  N .  Y.,  improvement  of 150 

Saugus  River,  Mass.    See  Lynn  Harbor. 

Sauk  River,  Wis.    See  Port  Washington  Harbor. 

Sault  Ste.  Marie,  Mich.    See  St.  Marys  River. 

Sausal  Creek,  Cal.    See  Oakland  Harbor. 

Savannah  Harbor  and  River,  Ga.: 

Defenses  of 10 

Examination  and  survey  of  waterway  to  Femandina,  Fla 358 

Iniprovement  of  harbor,  including  aredge  construction  and  waterway  to 

Beaufort,  S.  C 333 

Improvement  of  river  above  Augusta ' 339 

Improvement  of  river  between  Augusta  and  Savannah 337 

Improvement  of  waterway  to  Femandina,  Fla 353 

Saybrook  Harbor,  Conn.    See  Connecticut  River. 

Sayville,  N .  Y.    See  Browns  Creek. 

Schodack  Creek,  N.  Y.isee  Hudson  River) 148 

School  of  Application,  Engineer^  buildings  for 945 

Schuylkill  Kiver,  at  Philadelphia,  Pa.,  harbor  lines  at 910 

Scott  Point,  Tennessee  River,  Ala.,  lock  and  dam  at  Hales  bar.    See  Tennessee 
River. 

Scuppemong  River,  N.  C,  improvement  of 289 

Seacoast  defenses.    See  Fortifications. 

Seagoing  hydraulic  dredges,  performances  of 899 

Searchlights.    See  Fortifications. 

Sears  rock,  San  Francisco  Harbor,  Cal.,  examination  and  survey 834 

Seattle,  Wash.    See  Puget  Sound-Lake  Washington  waterway. 

Sea  walls.    See  Fortifications. 

Sebewaing  River,  Mich.,  improvement  of 767 

Secretary  Creek  (Warwick  River),  Md.    See  Warwick  River. 

Sedro-Woolley,  Wash.,  examination  and  survey  of  Skagit  River  to 893 

Seekonk  (Pawtucket)  River,  R.  I .,  improvement  of 88 

Shallotte  Kiver,  N.  C,  improvement  of 314 

Shaws  Cove,  New  London,  Conn.    See  New  London  and  Thames  River. 

Shears,  The,  Delaware  Bay,  Del.,  harbor  of  refuge.    See  Delaware  Bay. 
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Sheboygan  Harbor,  Wis.,  improvement  of 695 

Shilshoie  Bay,  Wash.    See  ruget  Sound-Lake  Washington  water^'ay. 

Ship  Island  Harbor  and  Pass,  Miss.,  improvement  of  pass,  and  channel  to  Gulf- 
port 432 

Shoal  Harbor,  N.  J.,  improvement  of 174, 181 

Shreveport,  La.    See  Cypress  Bayou  and  Red  River. 

ShrewsDury  River,  N.  J.,  improvement  of . . * 184 

Silver  Springs  Run,  Fla.,  improvement  of.    See  Oklawaha  River. 

Sioux  City,  Iowa.    See  Missouri  River. 

Sioux  River,  S.  Dak.,  ice  harbor  at  Sioux  City,  Iowa.    See  Missouri  River 
improvement. 

Sites  for  fortifications.    See  Fortifications. 

Skagit  Bay,  Wash.    See  Swinomish  Slough. 

Skagit  River,  Wash.: 

See  also  Puget  Sound  and  tributaries. 

Examination  and  survey  to  Sedro-Woolley 893 

Skidaway  Narrows,  Ga.,  improvement  of 354 

Slack- water  systems.    See  Canals  and  Waterways. 

Sloat,  Commodore,  monument  at  Monterey,  Cal.,  to  commemorate  the  taking 
possession  of  Pacific  coast  by 951 

Smyrna  River,  Del.,  improvement  of 220 

Snake  River,  Idaho,  Oreg.,  and  Wash.,  improvement  of 845 

Snelling,  Fort,  Minn.,  bridge  across  Mississippi  River  to  St.  Paul 948 

Snohomish  River,  Wash. : 

See  also  Everett  Harbor  and  Puget  Sound  and  tributaries. 

Examination  and  survey  up  to  Lowell 893 

Snoqualmie  River,  Wash.    ^See  Puget  Sound  and  tributaries. 

Soda  (Sodo)  Lake,  La.    See  Cypress  Bayou. 

Somers  Cove,  Md.     See  Crisfield  Harbor. 

South  Branch,  Chicago  River,  111.    See  Chicago  Harbor  and  River. 

South  Branch,  Shrewsbury  River,  N.  J.    See  Shrewsbury  River. 

South  Brother  Island,  East  River,  N.  Y.,  examination  and  survey  between 
North  Brother  Island  and 157 

South  Chicago  Harbor,  111.    See  Calumet  Harbor. 

Southern  Branch,  Elizabeth  River,  Va.    See  Elizabeth  River. 

South  P^ork,  Forked  Deer  River,  Teun.,  improvement  of  Forked  Deer  River. .  582, 583 

South  Haven  Harbor,  Mich.,  improvement  of 726 

South  Hero  Island  channel  (The  Gut),  Lake  Champlain,  Vt.: 

Examination  and  survey 78 

Improvement  of 74 

South  Kingston,  R.  I.     See  Point  Judith  Harbor  and  Pond. 

South  Norwalk  Harbor,  Conn.    See  Norwalk  Harbor. 

South  Nyack,  N.  Y.    See  Hudson  River. 

South  Pass,  Missist^ippi  River: 

Examinations  and  surveys 444 

Maintenance  of  channel 442 

Southport  Harbor,  Conn.,  improvement  of 118, 120 

South  River,  N.  J.,  improvement  of 174, 178 

Southwest  Baltimore,  Md,,  improvement  of  harbor  of 228 

Southwest  Pass,  Mississippi  River: 

Improvement  of,  including  shoals  between  Cubits  Gap  and  Head  of  Passes.       439 
Regulations  governing  navigation  of 911 

Spa  Creek,  Md.,Detween  Annapolis  and  Eastport,  regulations  to  govern  oper- 
ation of  drawbridge 912 

Sparkill  River,  or  C  reek,  N.  Y.    See  Hudson  River. 

Spring  Garden,  Baltimore,  Md.,  iniprovement  of  harbor  at 228 

Spuyten  Duyvil  Creek,  N.  Y.  (see  Harlem  River) 141 

Squan  (Manasquan)  River,  N.  J.    See  Manasquan  River. 

Stamford  Harbor,  Conn.,  improvement  of 118, 119 

Staten  Island,  N.  Y.    See  Lemon  Creek  a?Mf  Staten  Island-New  Jersey  channel. 

Staten  Island-New  Jersey  channel: 

Harbor  lines  in  Arthur  Kill,  around  Buckwheat  Island 910 

Improvement  of 169 

Staten  Island  Sound  ^Arthur  Kill),  N.  Y.  and  N.  J.    See  Staten  Island-New 
Jersey  channel. 
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Statues,  memorials,  etc.:  Pa««- 

In  public  grounds,  Washington,  D.  C 930, 931 

Monument  marking  battle  of  revolution  fought  at  Point  Pleasant,  W.  Ya.      952 

Monument  marking  birthplace  of  George  Washington 929 

Monument  on  Kings  Mountain  battleground,  S.  C 950 

Monument  at  Monterey,  Cal.,  to  commemorate  the  taking  possession  of 

Pacific  coast  by  Commodore  Sloat 951 

Monument  to  memory  of  soldiers  who  fell  in  the  battle  of  New  Orleans 949 

Steamboats,  etc.    See  Dredge  boats  aw cf  Wrecks. 

Stilaguamiflh  River,  Wash.    See  Puget  Sound  and  tributaries. 

Stillwater  Harbor,  Minn.    See  St.  Croix  River. 

Stockbridge  Landing,  Lake  Winnebago,  Wis.    See  Fox  River. 

Stockton  Channel,  San  Joaquin  River,  Cal.: 

Examination  and  survey  of  San  Joaquin  River  and,  from  San  Francisco 

Bay  to  Stockton 834 

Improvement  of 827 

Stockton  Harbor,  Cal.    See  Stockton  Channel. 

Stockton  Harbor,  Me.,  examination  and  survey  of  Penobscot  Bay  from  Macks 
Point  to  Cape  Jellison 48 

Stonehouse  bar,  Hudson  River,  New  Baltimore,  N.  Y.    See  Hudson  River. 

Structures,  bridges  and  other,  erection  of.    See  Bridges,  Buildings,  Piers,  and 
Rivers  and  harbors. 

Sturgeon  Bay  and  Lake  Michigan  Canal,  Wis. : 

Improvement  of,  including  harbor  of  refuge 688 

Operating  and  care 690 

Subic  Bay,  Pnilippine  Islands,  defenses  of 17, 18, 19 

Submarine  defense.    See  Fortifications. 

Suisun  Bay,  Cal.,  examination  and  survey  from  San  Francisco  Bay  to  Stockton, 
including 834 

Suisun  Creek,  or  channel,  Cal.,  examination  and  siu^ey 834 

Sullivan  Falls  Harbor,  Sullivan  River,  Me.,  improvement  of 32 

Sulphur  River,  Ark.  and  Tex.,  improvement  of 510 

Sunflower  River,  Miss.    See  Big  Sunflower  River. 

Sunken  craft.    See  Wrecks. 

Superior  Bay  and  Harbor,  Wis.: 

Harbor  lines  in  front  of  Minnesota  Point 911 

Improvement  of 661 

Regulations  governing  navigation  of 911 

Superior  Lake: 

See  also  Northern  and  Northwestern  Lakes. 

Improvement  and  care  of  waterway  to  Keweenaw  Bay 674, 677 

Wrecks  on  south  shore .' 683 

Supervision  of  New  York  Harbor,  N.  Y 904 

Surface  levels.    See  Water  levels. 

Surveys: 

Of  Northern  and  Northwestern  Lakes 937 

Of  rivers  and  harbors,  estimate  of  appropriation  for 29, 904 

Susquehanna  River,  Md.,  improvement  of 230 

Suwanee  River,  Fla.,  improvement  of 379, 380 

Swan  Creek  (Toledo  Harbor),  Ohio,  wreck  in 797 

Swansboro,  N .  C,  waterway  to  New  River  and  Beaufort 303, 304, 306 

Swinomish  Slough,  Wash.: 

See  also  Puget  Sound  and  tributaries. 

Improvement  of 885 

Harbor  lines  at  La  Conner,  Wash 911 

T. 

Tacoma  Harbor,  Wash.,  improvement  of 880 

Tallahatchie  River,  Miss.,  unprovement  of 526, 527 

Tampa  Bay  and  Harbor,  Fla.: 

Defenses  of 1 -        10 

Exsmiination  and  survey  from  Clearwater  Harbor,  including  Boca  Ceiga 

Bay : , 385 

Examination  and  survey  of  Hillsboro  Bay  from  turning  basin  to  head  of 

estuary  toward  Ybor 385 

Improvement  of  bav 376 

Improvement  of  Hillsboro  Bay  and  River 377 

Regulations  governing  navigation  of 911 

Wrecks  in  Hillsboro  Bay  and  River 384,385 
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Tar  River,  N.  C,  improvement  of 291 

Tarrytown  Harbor,  ^ .  Y.,  improvement  of 154 

Taunton  River,  Mass.: 

See  also  Fall  River  Harbor. 

Improvement  of 86 

Taylors  Bayou,  Tex.    See  Sabine  River  and  Port  Arthur  Canal. 

Tcnefuncte  River,  La.    See  Chefuncte  River. 

Tchula  Lake,  Miss.,  improvement  of 526, 530 

Teche  Bayou,  La.: 

Improvement  of 449 

Improvement  of  waterway  from  Franklin  to  Mermentau 451 

Telegraph  line.  Government,  Washington,  D.  C.      See  Public  buildings  and 
grounds. 

Tennessee  River: 

Bee  Tree  Shoals  Canal,  Ala.,  improvement  of 595 

Chattanooga,  Tenn.,  improvement  above 593 

Chattanooga,  Tenn.,  to  Kiverton,  Ala.,  improvement  from 595 

Colbert  Shoals  Canal,  Ala.,  improvement  of 595 

Elk  River  Shoals  Canal,  Ala.,  improvement  of 595, 600 

Hales  bar  (near  Scott  Point)  lock  and  dam,  construction  of 595 

Muscle  Shoals  Canal,  Ala.,  operating  and  care 600 

Riverton,  Ala.,  improvement  below 599 

Tensas  River,  La.,  improvement  of 519,  521 

Terraceia  Cut-off,  Fla.    See  Manatee  River. 

Terrebonne  Bayou,  La.,  examination  and  survey 469 

Texas  City  Harbor,  Tex.,  improvement  of  channel  to  Galveston 471 

Texas,  State  of: 

Improvement  of  inland  waterways  along  coast 486 

Removal  of  water  hyacinths  in 466, 477 

Thames  River,  Conn.: 

See  also  New  London  Harbor. 

Improvement  of 102 

The  Board  of  Engineers 10 

The  Gut  (between  North  and  South  Hero  islands).  Lake  Champlain,  Vt.    See 
Champlain  Lake. 

Threemile  Rapids,  Columbia  River^  Or^.  and  Wash.    See  Columbia  River. 

Thunder  Bay  Harbor  and  River,  Mich.    See  Alpena  Harbor. 

Tickfaw  River,  La.,  improvement  of,  including  tributaries 454, 457 

Tillamook  Bay  and  bar,  Oreg.,  improvement  of,  including  dredge  construction . .       843 

Tiverton,  R.  I.    See  Sakonnet  River. 

Toledo  Harbor,  Ohio: 

Improvement  of 780 

Wreck  in  Swan  Creek 797 

Tombigbee  River,  Ala.  and  Miss.: 

Columbus  to  Walkers  Bridge,  Miss.,  improvement  from 421 

Demopolis,  Ala.,  improvement  below 414, 416, 418 

Demopolis,  Ala.,  to  Columbus,  Miss.,  improvement  from 420 

Tonawanda  Harbor,  N.  Y.,  improvement  of 805 

Torpedoes.    See  Fortifications. 

Trail  Creek,  Ind.    See  Michigan  City  Harbor. 

Trappe  River,  Md.    See  La  Trappe  River. 

Traps,  fish: 

In  Puget  Sound,  Wash.,  inspection,  etc.,  of 879 

Permits  for  construction  of 920 

Traverse  Lake^  Minn.: 

Examination  of  Bois  de  Sioux  River,  Big  Stone  Lake,  and,  for  diversion  of 

flood  waters  of  Red  River  of  the  North  into  Minnesota  River 573 

Survey  of  (hydrological  observations) 573 

Trent  River,  N.  C: 

Examination  and  survey  from  Newbem  to  Trenton 315 

Improvement  of 294,296 

Trinity  River,  Tex.: 

Improvement  above  mouth 506 

Improvement  of  mouth 478, 481 

Operating  and  care  of  Lock  and  Dam  No.  1 507 
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Engineer  equipment  of 25 

New  engineer  Dattalions 7 

Troy,  N.^Y.: 

See  also  Hudson  River. 

Harbor  lines  at 910 

Tuckahoe  Creek,  or  River,  Md.,  examination  and  siu-vey  from  Wayman's  wharf 

toHillsboro 248 

Tuekerton  Creek,  N.  J.,  improvement  of 208 

Tug  Fork,  Big  Sandy  River,  W.  Va.  and  Ky.,  improvement  of 638 

Turners  Cut,  N.  C,  waterway  via.  See  Norfolk-North  Carolina  sounds  waterway. 

Turtle  Bayou,  Tex.^  improvement  of 478 

Tiu"tle  Cove,  Tex.,  improvement  of  channel  via 490 

Tiu-tle  River,  Ga.    See  Brunswick  Harbor. 
Twelvemile  Bayou,  La.    See  Cypress  Bayou. 
Twelvemile  Creek,  Fla.    See  Orange  River. 
Twin  rivers,  Wis.    See  Two  Rivers  Harbor. 
Two  Harbors,  Minn.    See  Agate  Bay. 

Two  Rivers  Harbor,  Wis.,  improvement  of 692 

Tyaskin  (Wetipquin)  Creek,  Md.,  improvement  of 231,  242 

U. 

Union  Lake,  Wash.,  improvement  of  waterway  via 882 

Union  River,  Me.,  improvement  of 33 

Upper  Chipola  River,  Fla.,  improvement  of 391 

Upper  White  River,  Ark. : 

Improvement  of 539 

Operation  of  locks  and  dams 540 

Upper  Nyack,  N.  Y.    See  Hudson  River. 

Urbana  Creek,  Va.,  improvement  of 266 

V. 

Vancouver  Barracks,  engineer  depot 24, 26 

Vancouver,  Wash.    See  Columbia  River. 

Vermilion  Bayou,  La.: 

Examination  and  survey  to  Lafayette 469 

Improvement  of  channel,  bay,  and  passes 460 

Vermilion  Harbor,  Ohio,  improvement  of 786 

Vessels.    See  Dredge  boats  and  Wrecks. 

Vicksburg  Harbor,  Miss,,  improvement  of 524 

Victoria,  Tex.,  improvement  of  channel  to  Aransas  Pass 493 

Volusia  bar,  St.  Jonns  River,  Fla.,  improvement  of 364 

W. 

Wabash  River,  Ind.  and  111.: 

Improvement  above  Vincennes,  Ind 652 

Improvement  below  Vincennes,  Ind 661 

Operating  and  care  of  lock  and  dam 653 

Waccamaw  River,  N.  C.  smd  S.  C,  improvement  of 315 

Wakefield,  R.  I.    See  Point  Judith  Harbor  and  Pond. 

Wallabout  Channel,  N.  Y.,  improvement  of 144 

Wappinger  Creek,  N.  Y..  improvement  of 153 

War  College,  Army,  Wasnington,  D.  C,  buildings  for 945 

War  Department  maps 945 

Warrior  River,  Ala. : 

Improvement  above  Tuscaloosa 414 

Improvement  below  Tuscaloosa 414, 415 

Operating  and  care  of  locks  and  dams 423 

Warroad  HarJbor  and  River,  Minn .,  improvement  of 572 

Warwick  River,  Md.,  improvement  of 231, 238 

Washington,  D.  C: 

Aqueduct  Bridge  across  Potomac  River,  repair  of 921 

Aqueduct,  filtration  plant 923 

Aqueduct,  maintenance  and  repair 923 

Army  War  Collie,  buildings  for 946 

Barracks.    See  Washington  Barracks. 
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Washington,  D.  C— Continued.  Page. 

Defeneee  of 10 

Engineer  depots 23 

Engineer  Post  and  School,  buildings  for 945 

Executive  mansion  and  office 929 

Highway  Bridge,  Potomac  River 923 

Improvement  of  Anacostia  River  at 252 

Improvement  of  Potomac  River  at 248 

Improvement  of  Potomac  River  below 252 

Public  buildings  and  groimds,  and  Washington  Monument 929 

Tel^[raph  line  connecting  executive  departments 929 

Wrecks,  Anacostia  River 272 

Washington,  N.  C.    See  Pamlico  and  Tar  rivers. 

Washington  Barracks,  D.  C; 

Engineer  depot 23 

Engineer  Post  and  School,  buildings  for 946 

War  Collie  buildings 945 

Washington,  George,  monument  to,  at  Washington,  D.  C 930 

Washington  take,  Wash.,  improvement  of  waterway  to  Puget  Sound 882 

Washington  State,  dredging  plant  for  harbors  on  coast 806 

Washita  (Ouachita)  River,  Ark.  and  La.    See  Ouachita  River. 

Watch  Hill  Harbor,  R.  I.    See  also  Pawcatuck  River. 

Water  craft.    See  Dredge  boats  and  Wrecks. 

Wateree  River,  S.  C,  improvement  of 323, 325 

Water  hyacinths,  removal  of: 

From  Florida  waters 383 

From  Louisiana  waters 466 

From  Texas  waters 477 

Water  levels: 

Columbia  River,  Oreg.  and  Wash.,  prauging 870 

Hvdrological  observations,  Ottertail  Lake  and  River  and  Red  Lake  and 
Red  Lake  River,  Minn.,  and  Big  Stone  Lake  and  Lake  Traverse,  Minn. 

and  S.  Dak 573 

Michigan  Lake,  variations  in  surface  level  on  east  shore " 723 

Mississippi  River  and  principal  tributaries,  gauging 573 

Northern  and  northwestern  lakes,  levels,  etc 939 

Water  power: 

Niagara  River,  N.  Y.,  control  and  regulation  of 939 

Tennessee  River,  Elk  River  shoals  to  Florence,  Ala 595, 600 

Waters,  navigable.    See  Bridges,  Rivers  and  harbors,  and  Wrecks. 

Water  supply,  Washington,  D.  C.    See  Washington,  D.  C. 

Waterways  (see  also  Canals): 

Beaufort,  N.  C,  to  Newbem.    See  Beaufort  Harbor. 

Beaufort,  N.  C,  to  New  River.    See  Beaufort  Harbor. 

Charleston  to  McClellanville,  S.  C.    See  Charleston  Harbor. 

Chica^  (Lockport),  111.,  to  St.  Louis,  Mo.,  and  the  Gulf  via  Illinois,  Des 

Flames,  and  Mississippi  rivers.    See  Chicago  Harbor. 
Franklin,  La.,  to  Mermentau.    See  Mermentau  River. 
Galveston  to  Houston,  Tex.    See  Galveston  Bay. 
Keweenaw  Bay  to  Lake  Superior,  Mich.    See  Keweenaw  Bay. 
New  River,  N.'  C,  to  Swansboro  and  Beaufort.    See  Beaufort  Harbor. 
Norfolk,  Va.,  to  Albemarle  Sound,  N.  C.     See  Norfolk  Harbor. 
Norfolk,  Va.,  to  sounds  of  North  Carolina.    See  Norfolk  Harbor. 
Pamlico  Sound,  N.  C,  to  Beaufort  Inlet.    See  Pamlico  Sound. 
Portage  Lake  and  Lake  Su]>erior  canals.    See  Keweenaw  Bay. 
Puget  Sound  to  Lake  Washington.    See  Puget  Sound. 
Savannah,  Ga.,  to  Beaufort,  S.  T?.    See  Savannah  Harbor  improvement. 
Savannah,  Ga.,  to  Femandina,  Fla.    See  Savannah  Harbor. 
Texas  coast.    See  Texas. 

Waukegan  Harbor,  111.,  improvement  of 703 

Waverly  Creek,  S.  C,  examination  from  its  mouth  to  Waverly  Mills 333 

Weirs: 

Fish,  in  Puget  Sound,  Wash.,  inspection,  etc.,  of 879 

Permits  for  construction  of 920 

West  End,  La.    See  Pontchartrain  Lake. 

Western  Branch ,  Elizabeth  River,  Va. ,  improvement  of 276 

West  Fork  of  South  Branch,  Chicago  River,  111.     See  Chicago  Harbor  and  River. 
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Weet  Galveston  Bay,  Tex.:  Page. 

Improvement  of  Galveston  and  Brazos  Canal 491 

Operating  and  care  of  Galveston  and  Brazos  Canal 491 

West  Galveston  Bay  and  Brazos  River  Canal,  Tex.    See  West  Galveston  Bay. 

West  Haven  Harbor,  Conn.    See  West  River. 

West  Neebish  channel,  St.  Marys  River,  Mich. ,  improvement  of 760 

Westport  Harbor,  Conn.,  improvement  of 118, 122 

West  Twin  River,  Wis.    See  Two  Rivers  Harbor. 

Wetipquin  H^^askin)  Creek,  Md.    See  Tyaskin  Creek. 

Weymouth  River,  Mass.,  improvement  of 68 

Wharves: 

Permits  for  construction  of 920 

Permits  for  construction  of,  in  Porto  Rico 912 

Whatcom  (Bellingham)  Harbor,  Wash.: 

Exammation  and  survey 893 

Improvement  of  Whatcom  Creek  waterway 887 

Whitehall,   N.  Y.,  Narrows  of  Lake  Champlain.    See  Champlain  Lake. 

White  House,  Washington,  D.  C.    See  Public  buildings  and  grounds. 

White  Lake  Harbor,  Mich.,  improvement  of 738 

White  Oak  River,  N.  C,  waterways  to  Beaufort,  N.  C,  and  New  River.    See 
Beaufort  Harbor. 

White  River,  Ark.: 

Examination  and  improvement  at  Augusta  Narrows 538, 539, 548 

Improvement  by  open-channel  work 536 

Improvement  of  upper  river  by  locks  and  dams 536 

Operating  and  care  of  locks  and  dams 540 

White  River,  Ind.,  improvement  of 654 

Whiting  rock,  San  Francisco  Harbor,  CaL,  examination  and  survey 834 

Wicomico  River,  Md.,  improvement  of 245 

Willamette  River,  Oreg.: 

Improvement  above  Portland 856 

Improvement  below  Portland,  including  dredge  construction 859 

Regulations  governing  navisfation  of 911 

Willapa  Harbor  and  River,  Wash.,  improvement  of,  including  dredge  construc- 
tion        871 

Wilmington,  Cal.: 

Construction  of  deep-water  harbor  in  San  Pedro  Bay 816 

Examination  and  survey  of  inner  harbor  for  increase  of  depth 822 

Improvement  of  inner  harbor 818 

Wilmington,  Del^  improvement  of  harbor 212 

Wilmington,  N.  (J.    See  Cape  Fear  River. 

Winnebago  Lake^  Wis.    See  Fox  River. 

Winnibigoshish  Lake,  Minn.    See  Mississippi  River  reservoirs. 

Winthrop^Cove,  Conn.    See  New  London  Harbor. 

Winyah  Bay,  S.  C,  improvement  of 321 

Wisconsin  Entrance,  Duluth-Superior  Harbor,  Minn,  and  Wis.    See  Duluth 
Harbor. 

Withlacoochee  River,  Fla.,  improvement  of 382 

Wolf  River,  Miss.,  improvement  of 434 

Wolf  River,  Memphis  Harbor,  Term.     See  Mississippi  River  Commission. 

Wolf  (Ahnapee)  River,  Wis.    See  Algoma  Harbor. 

Wolf  River  (tributary  of  the  Fox),  Wis.    See  Fox  River. 

Woodbridge  Creek,  N.  J.,  improvement  of 171 

Woods  Hole  Harbor,  Mass.,  improvement  of 82 

Wrecks,  etc.,  removal  of: 

Absecon  Inlet,  N.J -. 224 

Alexandria  Harbor,  Va 272 

Alpena  Harbor,  Mich 780 

Anacostia  River,  D.  C 272 

Anclote  River  anchorage,  Fla 384 

Appropriation  for 28 

Atlantic  Ocean  at  entrance  to  Hereford  Inlet,  N.J 224 

Bangor  Harbor,  Penobscot  River,  Me 47 

Bayside  channel,  N.  Y 164 

Beaufort  River,  S.  C 332 

Boston  Harbor,  Mass 77 
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Wrecks,  etc.,  removal  of— Continued.  Pa8»- 

Bridgeport  Harbor,  Conn 124 

Bronx  River,  N.  Y 157 

Calumet  Harbor,  111.,  near  Ninety-third  street 718 

Calumet  River,  111 718 

Cape  Porpoise  Harbor,  Me 47 

Caswell,  Fort,  N.  C 315 

Charleston  Harbor,  S.  C 332 

Chesapeake  Bay,  Md.,  near  Sevenfoot  Knoll 247 

Chicago  River,  111 718 

Chincoteague  Inlet,  Va 223 

Cleveland  Harbor,  Ohio 797 

Delaware  Capes,  N.J 224 

Delaware  River 198 

East  Chester  Bay,  N.  Y 156 

East  Chester  Creek,  N.  Y 157 

East  River,  N.  Y 157 

Erie,  Lake 780 

Expenditures  during  the  year 28 

Flushing  Bay,  N .  Y. 157 

Fort  Caswell,  N.  C 315 

Fort  Mott,  N.J. • 198 

Great  Pedee  River,  S.  C 333 

Green  Bay  Harbor,  Wis.,  at  Eagle  Harbor 706 

Half  Moon  Shoal,  Nantucket  Sound,  Mass 100 

Hampton  Roads,  Va 288 

Hanokerchief  Shoal,  Nantucket  Sound,  Mass 99 

Hereford  Inlet,  N.  J.,  Atlantic  Ocean  entrance 224 

HUlsboro  River,  Fla 384,385 

Horse  Shoe  Shoal,  Nantucket  Sound,  Mass 100 

Hudson  River,  N.  Y 157 

Huron,  Lake,  Mich.,  Lexington 780 

Long  Island  Sound,  N.  Y 157 

Mackev  Creek,  N.  C 288 

Man-of-War  Harbor,  Fla 385 

Michigan.  Lake,  111.,  off  Thirty-first  street 718 

Mantua  Creek,  N.J 224 

Mobile  Harbor  and  River,  Ala 438 

Mott,  Fort,  N.J 198 

Nantucket  Sound,  Mass 99, 100 

Narrows  of  Lake  Chainplain,  N.  Y 77 

Naval  station  at  Port  Roval,  wreck  at 333 

Niagara  River,  N.  Y.,  on  Strawberry  Island 806 

Ocean  City,  N.  J.,  three-fourths  of  a  mile  off 224 

Oldman's  Creek,  N.J 224 

Pamunkev  River,  Va 27:6 

Passaic  River,  N.J 187 

Penobscot  River  (Banj^r  Harbor),  Me 47 

Permanent  appropriation  for 28 

Port  Royal,  S.  C,  at  naval  station 333 

Rock  Creek,  Md 247 

Rouge  River,'Mich 780 

Superior  Lake,  south  shore 683 

Swan  Creek  (Toledo  Harbor),  Ohio 797 

Tampa  Harbor,  Fla.,  Hillsboro  Bay  and  River 384, 385 

Toledo  Harbor,  Ohio  (Swan  Creek) 797 

Tinicum  Island  and  Tinicum  Island  range,  Delaware  River 157 

Yazoo  River,  Miss 531 

Wire  Creek,  N.  Y.,  wreck  in  East  Chester  Creek 157 

Y. 

Yamhill  River,  Orec.; 

Improvement  or 856 

Operating  and  care  of  lock  and  dam 858 

Yankton,  S.  Dak.    See  Missouri  River. 
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Yazoo  River,  Mias.:  Page. 

Improvement  above  mouth 526 

Improvement  of  mouth,  including  Vicksburg  Harbor 524 

Wreck  in 531 

Ybor,  Fla.,  examination  and  survey  of  Hillsboro  Bay  from  turning  basin  to 
head  of  estuary  toward 385 

Yellow  Mill  Pond,  Bridgeport,  Conn.    See  Bridgeport  Harbor. 

Yellowstone  National  Park,  improvement  of 942 

York  River,  Va.,  improvement  of 256 

York  Spit,  Chesapeake  Bay,  Va.,  shoals  opposite.    See  Patapsco  River  channel 
to  Baltimore. 

Yuba  River,  Cal.    See  California  Debris  Commission. 
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